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rebonne, La.,  223;  Bayou  Plaqnemine,  Grand  River,  and  Pigeon  bayous.  La.,  224. 
Bayou  Courtableau,  La.,  225;  Bayou  Teche,  La.,  226;  channel,  bay,  and  passes  of 
Bayou  Vermillion,  La.,  Mermentau  River  and  tributaries.  La.,  227;  mouth  and 
passes  of  Calcasieu  River,  La.,  228 ;  harbor  at  Sabine  Pass,  Tex.,  230 ;  Sabine  River, 
Tex.,  231;  Neches  River,  Tex.,  removing  sunken  vessels  or  craft  obstructing  or 
endangering  navigation,  232. 

In  the  charge  of  Capt.  John  Millis,  Corps  op  Engineers— 

Securing  mouth  of  Bayou  Plaquemine,  La.,  from  further  caving,  232. 

In  the  charge  of  Maj.  A.  M.  Miller,  Corps  of  Engineers— 

Entrance  to  Galveston  Harbor,  Tex.,  233;  ship  channel  in  Galveston  Bay,  Tex.,  234; 
channel  in  West  Galveston  Bay,  Tex.,  Trinity  River,  Tex.,  235 ;  Cedar  Bayou,  Tex,, 
236;  Buffalo  Bayou,  Tex.,  harbor  at  Brazos  Santiago,  Tex.,  237. 

WESTERN  RIVERS. 
In  the  charge  of  Capt.  J.  H.  Willard,  Corps  of  Engineers— 

Red  River,  La.  and  Ark.,  238;  Red  River  above  Fulton,  Ark.,  240;  Ouachita  and 
Black  rivers,  Ark.  and  La.,  241;  bayous  D'Arbonne  and  Comey,  La.,  Bayou  Bar- 
tholomew, La.  and  Ark.,  242;  Ha»uf  River,  La.,  243;  Tensas  River  and  Bayou 
Mayon,  La.,  Big  Black  River,  Miss.,  244;  Yazoo  River,  Miss.,  245;  mouth  of  Yazoo 
River,  Miss.,  246;  Tchula  Lake,  Miss.,  Tallahatchee  River,  Miss.,  247;  Steele  and 

^Washington  bayous.  Miss.,  Big  Sunflower  River,  Miss.,  248;  Big  Hatch ee  River, 
Tenn.,  249;  Forked  Deer  River,  Tenu.,  water  gauges  on  Mississippi  River  and  U» 
principal  tributaries,  250. 
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In  thk  chakgr  of  Capt.  Carl  F.  Palkrey,  Corps  of  Engineers — 

RemoTing  obstructions  in  Arkansas  River.  251 ;  improving  Arkansas  River,  Ark., 
Fourcho  Le  Fevre,  Ark.,  252;  IVtit  Jean  River,  Ark.,  White  River,  Ark.,  253; 
Cache  River,  Ark.,  Black  River,  Ark.  and  Mo.,  Current  River,  Ark.  and  Mo.,  254; 
St.  Francis  River,  Ark.,  St.  Francis  River,  Mo.,  255. 

Is  THE   CHARGE   OF   MaJ.  ChARLES  J.  AlLEX,  CORPS   OF  ENGINEERS— 

Removing  snags  and  wrecks  from  Mississippi  River,  improving  Mississippi  River 
between  Ohio  and  Missouri  nvers,  256;  harbor  at  St.  Louis,  Mo.,  258;  Gasconade 
River,  Mo.,  259;  Osage  River,  Mo.,  Kaskaskia  River,  111.,  260. 

In  the  charge  of  Maj.  A.  Mackenzie,  Corps  of  Engineers— 

Operatinpr  sna^  boats  and  dredge  boats  on  Upper  Mississippi  River,  261:  improving 
Mississippi  River  between  Missouri  River  and  Minneapolis,  262 ;  Des  Moines 
Rapids,  Mississippi  River,  operating  and  care  of  Des  Moines  Rapids  Canal  and 
Dry  Dock,  operating  and  care  of  Galena  River  improvement.  111.,  2iS3. 

In  the  charge  of  Maj.  W.  A.  Jones,  Corps  of  Engineers — 

Mississippi  River  above  Falls  of  St.  Anthony,  Minn.,  reservoirs  at  headwaters  of 
Mississippi  River,  264;  Chippewa  River,  including  Yellow  Banks,  Wis.,  St.  Croix 
River,  wis.  and  Minn.,  266;  Minnesota  River,  Minn.,  267;  Red  River  of  the  North, 
Minn,  and  N.  Dak.,  268;  gauging  Mississippi  River  at  or  near  St.  Paul,  Minn.,  269. 

In  the  charge  of  Capt.  Habry  F.  Hodges,  Corps  of  Engineers— 

Missouri  River  between  the  Great  Falls,  Mont.,  and  Sioux  City,  Iowa,  270;  remova 
of  snags  and  other  obstructions  in  Missouri  RiVer  above  Sioux  City,  Iowa,  271; 
erami nation  of  Missouri  River  between  Three  Forks  and  Canyon  Ferry,  Mont., 
Yellowstone  River,  Mont,  and  N.  Dak.,  272. 

In  the  charge  of  Capt.  John  Biddlb,  Corps  of  Engineers — 

Obion  River,  Tenn.,  Tennessee  River  above  Chattanooga,  Tenn.,  273;  Tennessee 
River  below  Bee  Tree  Shoals,  Ala.,  274;  Hiwassee  River,  Tenn.,  275;  French 
Broad  River,  Tenn.,  276;  Little  Pigeon  River,  Tenn.,  Clinch  River,  Tenn.,  277; 
Cumberland  River.,  Tenn.  and  Ky.,  278;  Caney  Fork  River,  Tenn.,  282. 

In  the  charge  of  Capt.  George  W.  Goethals,  Corps  of  Engineers — 

Tennessee  River  between  Chattanooga,  Tenn.,  and  foot  of  Bee  Tree  Shoals,  AIa.j 
282 ;  operating  and  care  of  Muscle  Shoals  Canal,  Tennessee  River,  284. 

In  the  charge  of  Lieut.  Col.  Amos  Stickney,  Corps  of  Engineers — 

Ohio  River,  285;  operating  snag  boat  on  Ohio  River,  operating  and  care  of  Davis 
Island  Dam,  Ohio  River,  near  Pittsburg,  Pa.,  movable  dam  in  Ohio  River  below 
month  of  Beaver  River,  Pa.,  movable  Dam  No.  2,  Ohio  River,  287;  ice  harbor  at 
mouth  of  Muskingum  River,  Ohio,  Muskingum  River,  Ohio,  288;  operating  and 
care  of  locks  and  dams  on  Muskingum  River,  Ohio,  removing  sunken  vessels  or 
craft  obstructing  or  endangering  navigation,  examinations,  289. 

In  the  charge  of  Capt.  R.  L.  Hoxie,  Corps  of  Engineers— 

Monongahela  River,  W.  Va.  and  Pa.,  290;  operating  and  care  of  Locks  and  Dams 
Nos.  8  and  9,  Monongahela  River,  purchase  of  Lock  and  Dam  No.  7,  Monongahela 
River,  purchase  of  Lock  and  Dam  No.  6,  Monongahela  River,  Cheat  River,  W.  Va., 
291;  Alleghenv  River,  Pa.,  dam  at  Herr  Island,  Allegheny  River,  near  Pittsburg, 
Pa.,  292. 

Ik  the  charge  of  Capt.  James  G.  Warren,  Corps  of  Engineers— 

Falls  of  the  Ohio  River,  at  Louisville,  Ky.,  293 ;  Indiana  Chute,  Falls  of  the  Ohio 
River,  operating  and  cape  of  Louisville  and  Portland  Canal,  Ky.,  295;  Wabash 
River,  Ind.  and  111.,  296;  White  River,  Ind.,  297. 
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In  the  chakge  of  Col.  William  P.  Ciiaigiiill,  Corps  of  Enginkers— 

Great  Kanawha  River,  W.  Va.,  297;  operating  and  care  of  locks  and  dams  on  Great 
Kanawha  Kiver,  W.  Va.,  Elk  River,  W.  Va.,  299;  Gauley  River,  W.  Va.,  300;  New 
River,  Va.  and  W.  Va.,  301. 

In  the  ciiakge  of  Maj.  D.  W.  Lockwood,  Corps  of  Engineers — 

Tradewater  River,  Ky.,  301;  Lock  No.  2,  Green  River,  at  Rumsoy,  Ky.,  Green  River 
above  mouth  of  Big  Barren  River,  Ky.,  operating  and  care  of'^locks  and  dams  on 
Green  and  Barren  rivers,  Ky.,  302;  Rough  River,  Ky.,  Kentucky  River,  Ky.,303j 
operating  and  care  of  locks  and  dams  on  Kentucky  River,  Ky.,  Licking  River,  Ky., 
between  Farmers  and  West  Liberty,  304;  Big  Sandy  River,  W.  Va.  and  Ky., 
Levisa  Fork  oi  Big  Sandy  River,  Ky.,  305;  Tng  Fork  of  Big  Sandy  River,  W.Va. 
and  Ky.,Guyandotte  River,  W.  Va.,'306;  Little  Kanawha  River,  W.  Va.,  operating 
and  care  of  look  and  dam  on  Little  Kanawha  River,  W.  Va.,  307. 

LAKE  RIVERS  AND  HARBORS. 

In  the  charge  of  Maj.  Clinton  B.  Sears.  Corps  of  Engineers— 

Harbor  at  Grand  Marais,  Minn.,  harbor  at  Agate  Bay,  Minn.,  308;  harbor  at 
Duluth,  Minn.,  309;  harbor  at  Superior  Bay  and  St.  Louis  Bay,  Wis.,  310;  harbor 
at  Ashland,  Wis.,  harbor  at  Ontonagon,  Mich.,  311 ;  Eagle  Harbor,  Mich.,  waterway 
from  Keweenaw  Bay  to  Lake  Superior,  via  Portage  Lake  and  River,  Mich,  312; 
opcratiuff  and  care  of  waterway  from  Keweenaw  Bay  to  Lake  Superior,  via  Portage 
Lake  and  River,  Mich.,  harbor  at  Marquette,  Mich,  313;  harbor  of  refuge  at  Grand 
Marais,  Mich,  314. 

In  the  charge  of  Maj.  James  F.  Gregory,  Corps  of  Engineers— 

Manistiquo  Harbor,  Mich.,  Cedar  River  Harbor,  Mich.,  315;  Menomineo  Harbor, 
Mich,  and  Wis.,  Menominee  River,  Mich,  and  Wis.,  316;  Oconto  Harbor,  Wis.,  317; 
Pensaukeo  Harbor,  Wis.,  Green  Bay  Harbor,  Wis.,  318;  Sturgeon  Bay  and  Lake 
Michigan  Ship  Canal,  Wis.,  319 ;  operating  and  careof  Sturgeon  Bay  and  Lake  Mich- 
igan Ship»Canal,  Wis.,  320 ;  harbor  of  refuge  at  eastern  entrance  of  Sturgeon  Bay  and 
Lake  Michigan  Ship  Canal,  Wis.,  Ahnapee  Harbor,  Wis.,  321;  Kewaunee  Harbor, 
Wis.,  322;  Two  Rivers  Harbor,  Wis.,  Manitowoc  Harbor,  Wis.,  323;  Sheboygan 
Harbor,  Wis.,  324;  Port  Washington  Harbor,  Wis.,  harbor  of  refuge  at  Milwaukee 
Bay,  Wis.,  325;  Milwaukee  Harbor,  Wis.,  Racine  Harbor,  Wis.,  326;  Kendsha  Har- 
bor, Wis.,  327;  Wankegan  Harbor,  111.,  328;  Fox  River,  Wis.,  329;  operating  and 
care  of  locks  and  dams  on  Fox  River,  Wis.,  removing  sunken  vessels  or  craft 
obstructing  or  endangering  navigation,  330. 

In  the  charge  of  Capt.  W.  L.  Marshall,  Corps  of  Engineers— 

Chicago  Harbor,  111.,  331;  Calumet  Harbor,  111.,  332;  Calumet  River,  111.  and  Ind., 
333;  Illinois  River,  111.,  334;  operating  and  care  of  La  Grange  and  Kampsville 
locks  and  dams,  Illinois  River,  111.,  335;  Hlinois  and  Mississippi  Canal,  HI.,  336. 

In  the  charge  of  Lieut.  Col.  G.  J.  Lydecker,  Corps  of  Engineers— 

Michigan  City  Harbor,  Ind.,  337;  St.  Joseph  Harbor,  Mich.,  339;  St.  Joseph  River, 
Mich.,  340;  South  Haven  Harbor,  Mich.,  Saugatuck  Harbor,  Mich.,  341;  HoHand 
(Black  Lake)  Harbor,  Mich.,  Grand  Haven  Harbor,  Mich.,  343;  Muskegon  Harbor, 
Mich.,  345;  White  Lake  Harbor,  Mich.,  346;  Pentwater  Haibor,  Mich.,  347;  Lud- 
ingtou  Harbor,  Mich.,  Manistee  Harbor,  Mich.,  348;  harbor  of  refuge  at  Portage 
Lake,  Mich.,  350;  Frankfort  Harbor,  Mich.,  351;  Charlevoix  Harbor,  Mich.,  352; 
Petoskey  Harbor,  Mich.,  Cheboygan  Harbor,  Mich,  353;  Alpena  Harbor  (Thunder 
Bay  River),  Mich.,  354;  Saginaw  River,  Mich.,  355;  harbor  of  refuge  at  Sand 
Beach,  Lake  Huron,  Mich.,  ^;  Black  River  at  Port  Huron,  Mich.,  mouth  of  Black 
Rivor,  Mich.,  358;  Clinton  River,  Mich.,  359;  Rouge  River,  Mich.,  360;  turning 
basin  in  Rouge  River,  Mich.,  removing  sunken  vessels  or  craft  obstructing  or 
endangering  navigation,  361. 
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In  the  charge  of  Col.  O.  M.  Pok,  Corps  of  Engineeus— 

Ship  channel  connecting  waters  of  the  Great  Lakes  between  Chicago,  Diiluth,  and 
Buflalo,  361;  operating  and  care  of  St.  Marys  Falls  Canal,  Mich.,  §t.  Marys  Kiver 
at  the  Falls,  Mich.,  36i3;  Hay  Lake  Channel,  St.  Marys  River,  Mich.,  364;  St. 
Clair  Flats  Canal,  Mich.,  365:  operating  and  care  of  St.  Clair  Flats  Canal,  Mich., 
Grossepoiut  Channel,  Mich.,  366;  Detroit  River,  Mich.,  367;  investigation  of  raft 
towing  on  the  Great  Lakes  and  their  connecting  waters,  368. 

IX   THE    CIIAUGE    OF   LiKUT.  COL.  JaREI)    A.  SMITH,  CORPS   OF    ENGINEERS — 

Monroe  Harbor,  Mich.,  368;  Toledo  Harbor,  Ohio,  369;  Port  Clinton  Harbor,  Ohio, 
370;  Sandnsky  Harbor,  Ohio,  371:  Sandusky  River,  Ohio,  Huron  Harbor,  Ohio, 
372;  Vermillion  Harbor,  Ohio,  373;  Black  River  Harbor,  Ohio,  374;  Cleveland 
Harbor,  Ohio,  375;  Fairport  Harbor,  Ohio,  Ashtabula  Harbor,  Ohio,  376;  Con- 
neant  Harbor,  Ohio,  377;  removing  sunken  vessels  or  craft  obstructing  or  endanger- 
ing navigation,  378.  * 

In  the  CHARGE  OF  Maj.  E.  H.  Ruffner,  Corps  of  Engineers— 

Erie  Harbor,  Pa.,  378;  Presqne  Isle  Peninsula,  Erie  Harbor,  Pa.,  Dunkirk  Harbor, 
N.  Y.,  379 ;  Buffalo  Harbor,  N.  Y.,  380 ;  Tonawanda  Harbor  and  Niagara  River,  N.  Y., 
Niagara  River  from  Tonawanda  to  Port  Day  (Niagara  Falls),  N.  Y.,  381 ;  Wilson 
Harbor,  N.  Y.,  Olcott  Harbor,  N.  Y.,  382;  Oak  Ch-chard  Harbor,  N.  Y.,  383. 

In  the  chakgk  of  Capt.  Dan  C.  Kingman,  Corps  of  Engineers— 

Cliariotte  Harbor,  N.  Y.,  383;  Pultneyville  Harbor,  N.  Y.,  384;  harbor  at  Great  Sodus 
Bay,N.Y.,385;  harbor  at  Little  Sodus  Bay, N.Y.,  Oswego  Harbor,  N.  Y.,  386;  har- 
bor at  Sackotts  Harbor,  N.  Y.,  388. 

n  the  charge  of  Capt.  Smith  S.  Leach,  Corps  of  Engineers — 

Shoals  between  Sister  Islands  and  Cross-oyer  Light,  St.  Lawrence  River,  N.  Y., 
dgdensburg  Harbor,  N.  Y.,  389;  breakwater  at  Rouse  Point,  Lake  Champlain,  N.  Y., 
Great  Chazy  River,  N.  Y.,  Plattsburg  Harbor,  N.  Y.,  Burlington  Harbor,  Vt.,  390; 
Otter  Creek,  Vt.,  Ticonderoga  River,  N.  Y.,  391 ;  narrows  of  Lake  Champlain,  N.  Y. 
and  Vt.,  392. 

PACIFIC  COAST. 

In  the  charge  of  Col.  G.  H.  Mendell,  Corps  o^  Engineers^ 

Oakland  Harbor,  Cal.,  392. 

In  thk  charge  of  Lieut.  Col.  W.  H.  H.  Benyaurd,  Corps  of  Engineers— 

Napa  River,  Cal.,  393;  Redwood  Creek,  Cal.,  San  Luis  Obispo  Harbor,  Cal.,  394; 
Wilmington  Harbor,  Cal.,  395;  San  Diego  Harbor,  Cal.,  396;  Colorado  and  Gila 
rivers  at  Ynma,  Ariz.,  397. 

In  the  charge  of  Maj.  W.  H.  Heubr,  Corps  of  Engineers — 

San  Joaquin  River,  Cal.,  398;  Mokelumne  River,  Cal.,  Sacramento  and  Feather 
rivers,  Cal.,  399;  Petaluma  Creek,  Cal.,  400;  Humboldt  Harbor  and  Bay,  Cal.,  401. 

In  the  charge  of  Capt.  Thomas  W.  Symons,  Corps  of  Engineers— 

Coquille  River,  Oreg.,  402;  Coquille  River,  Oteg.,  between  Coquille  City  and  Myrtle 
Point,  entrance  to  Coos  Bay  and  Harbor,  Oreg.,  403;  Umpqua  River,  Oreg.,  404; 
mouth  of  Sinslaw  River,  Oreg.,  Yaquina  Bay,  Oreg.,  405;  Tillamook  Bay  and 
Bar,  Oreg.,  406;  entrance  to  Nehalem  Bay,  Oreg.,  Upper  Snake  River,  Idaho, 
between  Huntington  Bridge  and  Seven  Devfls  miniug  district,  407 ;  Upper  Colum- 
bia and  Snake  rivers,  Oreg.  and  Wash.,  408;  Columbia  River,  between  head  of 
Rock  Island  Rapids  and  foot  of  Priest  Rapids,  Wash.,  Willapa  River  and  Harbor, 
Wash.,  409 ;  Grays  Harbor  and  Chehalis  River,  Wash.,  410 ;  Chehalis  River,  Wash., 
Harbor  at  Olympia,  Wash.,  411;  Swinomish  Slough,  Wash.,  Puget  Sound  and  its 
tributary  waters.  Wash.,  412. 
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In  the  ciiakgk  of  Maj.  Jamks  C.  Post,  Corps  of  Engineers— 

Mouth  of  Columbia  River,  Oreg.  and  Wash.,  413;  Columbia  River,  between  Van- 
couver, Wash.,  and  mouth  of  Willamette  River,  414 ;  canal  at  the  Cascades,  Colum- 
bia River,  Oreg.,  415;  Columbia  and  Lower  Willamette  rivers  below  Portland, 
Oreg.,  416;  WlBamette  River  above  Portland,  Oreg.,  Cowlitz  River,  Wash.,  417: 
Youngs  and  Klaskuine  rivers,  Oreg.,  gauging  waters  of  Columbia  River,  Oreg.  ana 
Wash.,  examination  and  plan  by  Board  of  Engineers  for  overcoming  obstructions 
in  Columbia  River  between  Three  Mile  RapitE  and  Celilo  Falls,  Oreg.  and  Wash., 
418. 

EXAMINATIONS,     SURVEYS,     AND     CONTINGENCIES     OF     RIVERS    AND 

HARBORS 419 

SUPERVISION  OF  THE  HARBOR  OF  NEW  YORK 420 

MISSISSIPPI  RIVER  COMMISSION 420 

MISSOURI  RIVER  COMMISSION 421 

CALIFORNIA  DfiBRIS  COMMISSION 421 

HARBOR  LINES 422 

Greenport  Harbor,  N.  Y.,  Patchogue  River,  N.  Y.,  Harlem  River,  N.  Y.,  422:  West- 
chester Creek,  N.  Y.,  Shrewsbury  River  near  Sea  Bright,  N.  J.,  Delaware  River  at 
Philadelphia^  Pa.,  and  Camden,  N.  J.,  Ohio  River  between  Martins  Ferry  and 
Bellaire,  Ohio,  Missouri  River  at  Kansas  City,  Kans.,  and  Kansas  City,  Mo.» 
Superior  Bay,  Wis.,  423:  Oconto  Harbor,  Wis.,  St.  Joseph  Harbor,  Mich.,  Niagara 
River  at  Squaw  Island,  N.  Y.,  San  Francisco  Bay  and  Oakland  Harbor,  Cal.,  Napa 
River  at  Napa,  Cal.,  Everett  Harbor,  Wash.,  424. 

BRIDGING  NAVIGABLE  WATERS  OF  THE  UNITED  STATES. 

(1)  Bridge  of  Little  Rock  Bridge  and  Terminal  Railway  Company  across  Arkansas 
River  at  Little  Rock,  Ark.,  (2)  bridge  of  St.  Lawrence  Railway  Company  across 
St.  Lawrence  River  at  Morristown,  N.  Y.,  (3)  bridge  of  South  St.  Paul  Belt  Rail- 
road Company  across  Mississippi  River  at  South  St.  Paul,  Minn.,  (4)  bridge  of 
Lake  Shore  and  Michigan  Southern  Railroad  Company  across  Calumet  River  at 
South  Chicago,  111.,  (5)  bridge  of  Montgomery  Bridge  Company  across  Alabama 
River  near  Montgomery,  Ala.,  (6)  bridge  of  city  of  Red  Wing,  Minn.,  across  Mis- 
sissippi River,  (7)  bridge  of  East  Liverpool  Bridge  Company  across  Ohio  River  at 
East  Liverpool,  Ohio,  (8)  bridge  of  Yankton  Bridge  Company  across  Missouri 
River  at  Yankton,  S.  Dak.,  425;  (9)  bridge  of  city  of  Pittsburg,  Pa.,  across  Monon- 

fahela  River  at  South  Twenty -second  street,  (10)  bridge  of  Wilmington  and  Wel'- 
on  Railroad  Company  across  Contentnia  Creek  near  Grlfton,  N.  C,  (11)  bridge 
of  city  of  Tacoma,  Wash.,  across  ship  channel  through  that  city.  (12)  bridge  of 
Orange  County.  Tex.,  across  Cow  Bayou  above  its  confluence  witn  Sabine  River, 
(13)  bridge  of  Savannah,  Florida  and  Western  Railway  Company  across  Hillsbor- 
ough River  at  Tampa,  Fla.,  (14)  bridges  of  .Mobile  and  Dauphin  Island  Railroad 
and  Harbor  Company  across  Dog  and  Fowl  rivers,  Ala.,  (15)  bridge  of  Brazoria 
County,  Tex.,  across  San  Bernard  River  at  Churchills  Ferry,  426;  (16)  bridges 
of  city  of  Chicago,  111.,  at  Van  Buren  street,  and  Metropolitan  West  Side  Ele- 
vated Railroad  Company  between  Jackson  and  Van  Buren  streets,  across  South 
Branch  of  Chicago  River,  Chicago,  111.,  (17)  bridge  of  Knox  County,  Tenu., 
across  Holston  River  at  Boyds  Ferry  near  KnoxviUe,  (18)  bridge  of  Wiscon- 
sin Central  Railroad  Company  across  Wolf  River  at  Gills  Landing,  Wis., 
(19)  bridge  of  city  of  Kaukauna,  Wis.,  across  Fox  River  and  Canal,  (20)  bridge 
of  city  of  Manistee,  Mich.,  across  Manistee  River  at  Smith  street,  (21)  bridge 
of  city  of  De  Pere,  Wis.,  across  Fox  River  and  Canal,  (22)  bridge  of  town  of 
Hempstead,  Queens  County,  N.  Y.,.  across  Nortons  Creek,  427;  (23)  bridge  of 
Brazoria  County,  Tex.,  across  Brazos  River  at  Columbia,  (24)  bridge  of  Creigh- 
ton  Bridge  Company  across  Allegheny  River  at  Crelghton,  Pa.,  (25)  bridge  of  city 
of  Honshu,  Tex.,  across  Buffalo  Bayou,  (26)  bridge  of  Sea  Shore  Road  Company 
across  Youngs  Bay,  Oreg.,  (27)  bridge  of  Washington  and  Chesapeake  Beach  Rail- 
way Company  across  Patnxent  River  at  Mount  Calvert,  Md.,  (28)  bridge  of  Clarke 
County,  Wash.,  across  East  Fork  of  Lewis  River  at  La  Center,  (29)  bridge  of 
Kensington  Rapid  Transit  Bridge  Company  across  Allegheny  River  below  Taren- 
tum.  Pa.,  (30)  bridge  of  Ahnapee  and  Western  Railway  Company  across  Stur- 
geon Bay,  Wis.,  (31)  bridge  of  city  of  Boston,  Mass.,  across  Chelsea  Creek 
at  Chelsea  street,  (32)  bridge  of  Passaic  and  Bergen  counties,  N.  J.,  across. 
Passaic    River   at    Passaic,   (33)    bridge    of    Northwestern    Elevated    Railroad 
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Company  across  Chicago  River  east  of  Wells  street,  Chicago,  111.,  428;  (34) 
bridge  of  Silver  Springs,  Ocala  and  Gulf  Railroad  Company  across  Withla- 
coochee  River  at  Dunnellon,  Fla.,  (35)  bridge  of  Port  Royal  and  Augusta  Rail- 
way Company  across  Savannah  River  near  Augusta,  Ga.,  (36)  bridge  of  town 
of  Kankauna,  Wis.,  across  the  lock  of  the  Government  canal  at  Little  Chute, 
(37)  bridge  of  city  of  Philadelphia^  Pa.,  across  Pennypack  Creek  at  Torresdale 
avenue,  (38)  bridge  of  West  Norfolk  and  Port  Norfolk  Drawbridge  Companv  across 
Western  Branch  of  Elizabeth  River  between  West  Norfolk  and  Port  Norfolk,  Va., 
(39)  bridge  of  Kanawha  County,  W.  Va.,  across  Elk  River  at  Clendennin,  (40) 
bridge  of  Bristol  County,  Mass.,  across  East  Branch  of  Westport  River  at  West- 
port  Point,  (41)  bridge  of  Dorcnester  County,  Md.,  across  Cambridge  Harbor  at 
Cambridge,  (42)  bridge  of  Lake  Street  Elevated  Railroad  Company  across  Chicago 
River  east  of  Wells  street  bridge,  Chicago^  111.,  (43)  bridge  of  Snohomish  County, 
,  Wash.,  across  Stillaquamish  River,  (44)  bridge  of  Adrien  Gonsoulin  across  Bayou 
Teche  near  Loreauville,  La.,  (45)  bridge  of  Wahkiakum  County,  Wash.,  across 
Skamokawa  Creek,  429 ;  (46)  bridge  of  New  York  Central  and  Hudson  River  Rail- 
road Company  across  Spuyten  Duyvil  Creek,  N.  Y.,  (47)  bridge  of  Warren  County. 
Miss.,  across  Bi^  Black  River  at  Hankinsous  Ferry.  (48)  bridge  of  Mobile  and 
Birmingham  Railway  Company  across  Three  Mile  Creek  near  Mobile,  Ala.,  (49) 
bridge  of  Baltimore  and  Ohio  Railroad  Company  across  Calumet  River  at  South 
Chicago,  111.,  (50)  bridge  by  Sussex  County,  Del.,  across  canal  between  Chinco- 
teague  and  Delaware  bays  near  Henlopen  City,  430. 

BRIDGES  OBSTRUCTING  NAVIGATION. 

(1)  Bridge  across  Merrimac  River  between  Haverhill  and  Bradford,  Mass.,  430;  (2) 
bridge  across  Trent  River  at  Newborn,  N.  C,  (3)  bridge  across  cove  at  SuUivans 
Island,  S.  C,  (4)  bridge  across  Potsburg  Creek,  Fla.,  (5)  bridge  across  Ocklo- 
chonee  River  at  Mclntyre,  Fla.,  431. 

OCCUPANCY    OF   AND   INJURY   TO    PUBLIC    WORKS   BY   CORPORATIONS 

AND  INDIVIDUALS 431 

MISCELLANEOUS. 

WASHINGTON  AQUEDUCT. 

In  this  charge  op  Cot.  George  H.  Elliot,  Coup8  op  Engineers— 

Washington  Aqueduct,  432;  increasing  the  water  supply  of  Washington,  D.  C.,434; 
erection  of  fish  ways  at  Great  Falls,  435. 

PUBLIC     BUILDINGS    AND    GROUNDS    AND    WASHINGTON    MONUMENT, 
DISTRICT  OF  COLUMBIA. 

In  the  charge  ok  Col.  John  M.  Wilson,  Lieut.  Col.,  Corps  op  Engi- 
neers    435 

NORTHERN  AND  NORTHWESTERN  LAKES. 

Surveys,  437;  correcting  engraved  plates,  printing  and  issuing  of  charts,  resurvey 
of  St.  Marys  River  from  Whitetish  Bay  to  Detour  light-house,  439;  reexamina- 
tion of  St.  Lawrence  River,  440;  estimates,  water  levels,  441. 

CONSTRUCTION  AND  IMPROVEMENT   OF  ROADS   AND    BRIDGES  IN  YEL- 
LOWSTONE NATIONAL  PARK. 

In  the  charge  op  Maj.  William  A.  Jones,  Corps  of  Engineers 441 

MILITARY  AND  OTHER  MAPS 443 

RECONNAISSANCES  AND  EXPLORATIONS. 

Opficers  on  duty  at  headquarters  of  military  departments,  operations  in  Depart- 
ment of  the  Missouri,  Department  of  the  Columbia,  Department  of  California,  443. 

ESTIMATES  FOR  AMOUNTS  REQUIRED  FOR  SURVEYS  AND  RECONNAIS- 
SANCES  IN  MILITARY  DEPARTMENTS,  AND  FOR  MAPS,  INCLUSIVE  OF 
WAR   MAPS 443 

OFFICE  OF  THE  CHIEF  OF  ENGINEERS. 

Officers  in  charge  of  divisions,  444. 
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REPORT  OF  LIEUT.  COL.  PETER  C.  HAINS,  CORPS  OF  ENGINEERS. 

Improvkmexts. — St.  Croix  River,  Me.,  489;  Lubec  Channel,  Me.,  491;  Moosabec  Bar, 
Me.,  492;  Narraguagus  River,  Me.,  494 ;  breakwater  from  Mount  Desert  to  Porcu- 
pine Island,  Bar  Harbor,  Me.,  496;  Bagaduce  River,  Me.,  498 :  Penobscot  River,  Me., 
499;  Belfast  Harbor,  Me.,  503;  Camden  Harbor,  Me.,  505;  feockland  Harbor,  Me., 
506;  KennebecRiver,  Me.,  508;  Harraaeeket  River,  Me.,  512;  Portland  Harbor,  Me., 
514;  channel  in  Back  Cove,  Portland,  Me.,  517;  Saco  River,  Me.,  519;  York  Harbor, 
Me.,  522;  Bellamy  River,  N.  H.,  523;  Cocheco  River,  N.  H.,  524;  harbor  of  refuge  at 
Little  Harbor,  N.  H.,  527. 
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REPORT  OF  LIEUT.  COL.  S.  M.  MANSFIELD,  CORPS  OF  ENGINEERS. 
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of  refuge,  Sandy  Bay,  Cape  Ann,  Mass.  536;  Gloucester  Harbor,  Mass.,  539; 
Manchester  Harbor,  Mass.,  542;  Salem  Harbor,  Mass.,  543;  Lynn  Harbor,  Mass., 
545;  Winthrop  Harbor,  Mass.,  Mystic  and  Maiden  rivers,  Mass.,547;  Boston  Harbor, 
Mass.,  549;  Weymouth  River,  Mass.,  556;  Hingham  Harbor,  Mass.,  557:  Scituate 
Harbor,  Mass.,  558;  Plymouth  Harbor,  Mass.,  560;  Kingston  Harbor,  Mass.,  562; 
Wellfleet  Harbor,  Mass.,  563:  Provjncetown  Harbor,  Mass.,  564;  Chatham  Harbor, 
Mass.,  566;  removinpr  sunken  vessels  or  craft  obstructing  or  endangering  naviga- 
tion^ 568. 
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REPORT  OF  CAPT.  W.  H.  BIXHY,  CORPS  OF  ENGINEERS. 

Improvements.— Harbor  of  refuge  at  Hyannis,  Mass.,  571;  harbor  of  refuge  at  Nau- 
tncket,  Mass.,  573;  Marthas  Viue^^rd  inner  harbor  at  Edgartown,  Mass.,  57'J; 
harbor  at  Vineyard  Haven,  Mass.,  578:  Wareham  Harbor,  Mass.,  580;  New  Bed- 
ford Harbor,  Mass.,  582;  Canapitsit  Cnanuel,  Mass.,  584;  Taunton  River,  Mass., 
586;  Pawtucket  River,  R.  I.,  587;  Providence  River  and  Narragansctt  Bay,  R.  I., 
589;  Green  Jacket  Shoal,  Providence  River,  R.  I.,  592;  Newport  Harbor,  R.  I.,  593; 
harbor  of  refnge  at  Point  Judith,  R.  I.,  596;  harbor  of  refuge  at  Block  Island, 
K.  I.,  597;  Pawcatuck  River,  R.  I.  jind  Conn.,  600;  harbor  of  refuge  at  Stonington, 
Coun.,  602;  removing  sunken  vessels  or  craft  obstructing  or  endangering  nuviga- 
tiou.  604. 

APPENDIX  D. 
REPORT  OF  LIEUT.  COL.  HENRY  M.  ROBERT,  CORPS  OF  ENGINEERS. 

Improvements. — Mystic  River,  Conn.,  622;  Thames  River,  Conn.,  624;  Connecticut 
River,  Mass.  and  Conn.,  630;  harbor  of  refuge  at  Duck  Island  Harbor,  Conn.,  638; 
Clinton  Harbor,  Conn.,  640;  New  Haven  Harbor,  Conn.,  642;  breakwaters  at  New 
Haven,  Conn.,  646;  Milford  Harbor.  Conn.,  650;  Housatonic  River,  Conn.,  654; 
Bridgeport  Harbor,  Conn.,  659;  Black  Rock  Harbor,  Conn.,  663;  Saugatuck  River, 
Conn.,  667:  Wilsons  Point  Harbor,  Conn.,  671 ;  Five  Mile  River  Harbor,  Conn., 
674;  Stamford  Harbor,  Conn.,  677;  Harbor  at  Cos  Cob  and  Mianus  River,  Conn., 
681;  Port  Chester  Harbor,  N.Y.,  683;  Larchmont  Harbor,  N.  Y.,  686;  East  Chester 
Creek,  N.  Y.,  688:  Greenport  Harbor,  N.  Y.,  692;  Port  Jeiferson  Harbor,  N.  Y., 
694;  Huntington  Harbor,  N.  Y.,698;  Glen  Cove  Harbor,  N.  Y.,700;  Flushing  Bay^ 
N.  Y.,  703;  Patchogue  River,  N.  Y.,  705;  Browns  Creek,  Sayville,  N.  Y.,  708;  remov- 
ing sunken  vessels  or  craft  obstructing  or  endangering  navigation,  711. 

Habbor  Lines. — Greenport  Harbor,  N.  Y.,  716;  Patchogue  River,  N.  Y.,  719. 

APPENDIX  E. 

REPORT  OF  LIEUT.  COL.  G.  L.  GILLESPIE,  CORPS  OF  ENGINEERS. 

lMi»ROVEMKNT8. — Hudson  River,  N.  Y.,  723;  harbor  at  Saugerties,  N.  Y.,734;  harbor 
at  Rondout,  N.  Y.,736;  Wappinger  Creek,  N.  Y.,  740;  Harlem  River,  N.  Y.,  741; 
East  River  and  Hell  Gate,  N.Y.,  751;  Newtown  Creek,  N.  Y.,  757;  Buttermilk  Chan- 
nel, New  York  Harbor,  N.  Y.,  761 :  Gownnns  Bay,  N.  Y.,  764 ;  New  York  Harbor, 
N.  v.,  770;  Jamaica,  Bay,  N.Y.,  779;  Raritan  Bay,  N.  J.,  780;  removing  sunken 
▼esseis  or  craft  obstructing  or  endangering  navigation,  785. 

Harbor  Links.— Harlem  River,  N.  Y.,  fSQ]  Westchester  Creek,  N.  Y.,  790. 

APPENDIX   F. 
REPORT  OF  CAPT.  THOS.  L.  CASEY,  CORPS   OF  ENGINEERS. 

Improvements.— Sum pawanus  Inlet,  N.  Y.,  794;  Canarsie  Bay,  N.  Y.,  795;  Sheeps- 
head  Bay,  N.  Y.,  796;  Arthur  Kill,  N.  Y.  and  N.  J.,  798;  channel  between  Staten 
Island  and  New  Jersey,  799;  Passaic  River,  N.  J.,  801;  Elizabeth  River,  N.  J., 
804;  Rahway  River,  N.  J.,  807;  Raritan  River,  N.  J.,  808;  South  River,  N.  J., 
813;  Keyport  Harbor,  N.  J.,  815;  Mattawan  Creek,  N.  J.,  816;  Shoal  Harbor 
and  Compton  Creek,  N.  J.,  818;  Shrewsbury  River,  N.  J.,  819;  Manasquan  (Squan) 
River,  N.  J.,  822;  removing  sunken  vessels  or  craft  obstructing  or  endangering 
navigation,  823. 

Harbor  Lines. — Shrewsbury  River  near  Seabright,  N.  J.,  823. 

PAET     II. 

APPENDIX  G. 
REPORT  OF  MAJ.  C.  W.  RAYMOND,  CORPS  OF  ENGINEERS. 

Improvkmknts.— Delaware  River,  N.  J.  and  Pa.,  827:  harbor  between  Philadel- 
phia, Pa.,  and  Camden,  N.  J., 836;  Schuylkill  River,  Pa.,  846;  ice  harbor  at  Mar- 
ens  Hook,  Pa.,  848;  ice  harbor  at  head  of  Delaware  Bay,  Del.,  849;  construction 
of  iron  pier  in  Delaware  Bay,  near  Lewes,  Del.,  850;  Delaware  Breakwater,  Del., 
852;  Rancocas  River,  N.  J.,  854;  Alloway  Creek,  N.  J.,  855;  Salem  River.  N.  J., 
857;  Goshen  Creek,  N.  J.,  869;  removing  sunken  vessels  or  craft  obstructing  or 
fndnngering  navigation.  861. 

Harbor  Lines.— Philadelphia  Harbor,  Pa.,  864. 
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APPENDIX  H. 

REPORT  OF  WM.  F.  SMITH,  UNITED  STATES  AGENT,  MAJOR  OF  ENGI- 
NEERS,  U.  S.  ARMY,  RETIRED. 

Improvements..— Wilmington  Harbor,  Del. ,.870:  ice  harbor  at  New  Castle,  Del., 
873;  Appoquinimink  River,  Del.,  875:  Smyrna  River,  Del.,  876;  Murderkill  River, 
Del.,  879;  Miepillion  River,  Del.,  881 :  Broadkiln  River,  Del.,  883;  inland  water- 
way from  Chincoteague  Bay,  Va.,  to  Delaware  Bay,  at  or  near  Lewes,  Del.,  884; 
Susquehanna  River  above  and  below  Havre  de  Grace,  Md.,  886;  Elk  River,  Md., 
Fairlee  Creek,  Md,,  888;  Chester  River,  Md..  from  Cmmpton  to  Jones  Landinjr, 
889;  Choptank  River,  Md.,  891;  LaTrappe  River,  Md.,  892;  Warwick  River,  Md., 
894;  Cambridge  Harbor,  Md.,  895;  Broad  Creek  River,  Del.,  897;  Wicomico  River, 
Md.,  899;  Manokin  River,  Md.,  901:  Onancock  Harbor,  Va.,  902;  harbor  and 
approaches  at  Cape  Charles  City,  Va.,  904;  removing  sunken  vessels  or  craft 
obstructing  or  endangering  navigation,  906. 

APPENDIX  I. 

REPORT  OF  COL.  WILLIAM  P.  CRAIGHILL,  CORPS  OF  ENGINEERS. 

iMPROVEMENTvS. —  Patapsco  River  and  channel  to  Baltimore,  Md.,  909;  channel  to 
Curtis  Bay  in  Patapsco  River,  Baltimore  Harbor,  Md.,  914;  James  River,  Va.,  915. 

APPENDIX  J. 

REPORT  OF  MAJ.  CHAS.  E.  L.  B.  DAVIS,  CORPS  OF  ENGINEERS. 

IMPROVEMKXTS. — Potomac  River  at  Washington,  D.  C,  925;  Anacostia  River  at 
Washington,  D.  C,  939;  Occoquan  Creek,  Va.,  941;  Aquia  Creek,  Va.,  944;  Nomini 
Creek,  va.,  948;  Lower  Machodoc  Creek,  Va.,  950;  Patuxent  River,  Md.,  953;  Rap- 
pahannock River,  Va.,  954;  Urbana  Creek,  Va.,  959;  York  River,  Va.,  961;  Mat- 
tax)oni  River,  Va.,  966;  Pamunkey  River,  Va.,  968;  removing  sunken  vessels  or 
craft  obstructing  or  endangering  navigation,  970. 

APPENDIX  K. 

REPORT  OF  CAPT.  EDWARD  BURR,  CORPS  OF  ENGINEERS. 

Improvements. — Harbor  of  Norfolk  and  its  approaches,  Va.,  973;  approach  to  Norfolk 
Harbor  and  the  United  States  navy-yard  at  Norfolk,  Va.,  977;  Nansemond  River, 
Va.,978;  Chickahominy  River,  Va.,  980;  Appomattox  River,  Va.,  981;  inland  wat«r 
route  from  Norfolk,  Va.,  to  Albemarle  Sound,  N.  C,  through  Currituck  Sound, 
983;  North  Landing  River,  Va.,  and  N.  C,  986;  removing  sunken  vessels  or  craft 
obstructing  or  endangering  navigation,  987. 

APPENDIX  L. 

REPORT  OF  MAJ.  W.  S.  STANTON,  CORPS  OF  ENGINEERS. 

IMPROVKMKNTS.— Roanoke  River,  N.  C,  989:  Pasquotank  River,  N.  C,  994;  Mackay 
Creek,  N.  C,  995:  Ocracote  Inlet,  N.  C.,996;  Fishiuj?  Creek,  N.  C.,1018;  Pamlico 
and  Tar  rivers,  N.  C,  1019:  Contentnia  Creek,  N.  C.,  1022;  Trent  River,  N.  C, 
1025;  Neuse  River,  N.  C,  1027;  inland  waterway  between  Newbern  and  Beaufort, 
N.  C,  1030;  harbor  at  Beaufort,  N.  C,  1031;  inland  waterway  between  Beaufort 
Harbor  and  New  River,  N.  C,  1034;  inland  waterway  between  New  River  and 
Swansboro,  N.  C,  New  River,  N.  C,  1037;  North  East  (Cape  Fear)  River,  N.  C, 
1040;  Black  River,  N.  C,  1042;  Cape  Fear  River  above  Wilmington,  N.  C,  1044; 
Cape  Fear  River  at  and  below  Wilmington,  N.  C,  1047;  Lockwoods  Folly  River, 
N.  C.J  1056;  Georgetown  Harbor,  S.  C,  1057;  Winyaw  Bay,  S.  C,  1059;  removing 
sunken  vessels  or  craft  obstructing  or  endangering  navigation,  1065. 

APPENDIX  M. 

REPORT  OF  CAPT.  FREDERIC  V.  ABBOT,  CORPS  OF  ENGINEERS. 

Improvements.— Waccrvmaw  River,  N.  C.  and  S.  C,  1067;  Lumber  River,  N.  C.  and 
S.  C.,1071;  Little  Pedee  River,  S.  C.,1074;  Great  Pedee  River,  S.  C.  1076;  Clark 
River,  S.  C,  1079;  Mingo  Creek,  S.  C,  1081;  Santee  River,  S.C.,  1084;  Wateree 
River,  S.  C,  1089;  Congaree  River,  S.C,  1092;  harbor  at  Charleston,  S.C.,  1101; 
Ashley  River,  S.C,  1114;  Wappoo  Cut,  R.  C,  1116;  Edisto  River,  S.  C,  1119;  Salka- 
hatchie  River,  S.C,  1121;  Beaufort  Rivrr,  S.C,  1125;  removing  sunken  vessels 
or  craft  obstructing  or  endangering  navigation,  1128. 
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APPENDIX  K. 

REPORT  OF  CAPT.  O.  M.  CARTER,  CORPS  OF  ENGINEERS. 

Improvkments.— Savannah  Harbor,  Ga.,  1129;  Savannah  River,  Ga.,  1158;  Savan- 
nah River  above  Augusta,  Ga.,  1164;  Darien  Harbor,  Ga.,  1166;  Altamaha  River, 
Ga.,  1169;  Oconee  River,  Ga.,  1175;  Ocmuleee  River,  Ga.,  1181;  Brunswick  Harbor, 
Ga.,  1187;  Brunswick  Outer  Bar,  Ga.,  1193;  Jekyl  Creek,  Ga.,  1197;  Cumberland 
Sound,  Ga.,  1200;  inside  water  route  between  Savannah,  Ga.,  and  Femandina, 
Fla.y  1206;  removing  sunken  vessels  or  craft  obstmctipg  or  endangering  naviga- 
tiou,  1209. 

APPENDIX  O. 

REPORT  OF  MAJ.  T.  H.  HANDBURY,  CORPS  OF  ENGINEERS. 

Improvements. — St.  Johns  River,  Ha.,  below  Jacksonville,  1211 ;  Upper  St.  Johns 
River,  Fla.,  1218;  Volusia  Bar,  Fla.,  1220;  Ocklawaha  River,  Fla.,  1221;  St.  August- 
ine Harbor,  Fla..  1223;  Indian  River,  Fla.,  1225;  northwest  entrance,  Key  West 
Harbor,  Fla.,  1230;  Caloosahatchee  River,  Fla.,  1233;  Charlotte  Harbor  and  Pease 
Creek,  Fla.,  1236:  Sarasota  Bay,  Fla.,  1237;  Manatee  River,  Fla.,  1238;  Tampa  Bay, 
Fla.,  1241;  Withlacoo  hee  River,  Fla.,  1242;  harbor  at  Cedar  Keys,  Fla.,  1244; 
Suwanee  River,  Fla.,  1246. 

APPENDIX  P. 

REPORT  OF  MAJ.  F.  A.  MAHAN,  CORPS  OF  ENGINEERS. 

Improvements.— Apalachicola  Bay,  Fla.^  1249;  Apalachicola  River,  the  Cut-off, 
and  Lower  Chipola  River,  Fla.,  1252;  Flint  River,  Ga.,  1255;  Chattahoochee  River, 
Ga.  and  Ala.,  1258;  Choctawhatchee  River,  Fla,  and  Ala.,  1263;  harbor  at  Pensa- 
cola,  Fla.,  1268 ;  Escambia  and  Conecuh  rivers,  Fla.  and  Ala.,  1275;  Alabama  River, 
Ala.,  1277;  Coosa  River,  Ga.  and  Ala.,  1285;  operating  and  care  of  canals  and  other 
works  of  navigation  on  Coosa  River,  Ga.  and  Ala.,  1297;  Cahaba  River,  Ala.,  1298. 

APPENDIX  Q. 

REPORT  OF  MAJ.  A.  N.  DAMRELL,  CORPS  OF  ENGINEERS. 

Improvements. — Mobile  Harbor,  Ala.,  1301 ;  Black  Warrior  River,  Ala.,  from  Tus- 
caloosa to  Daniels  Creek,  1310;  Warrior  and  Tombigbee  rivers,  Ala.,  and  Miss., 
1311;  Noxubee  River,  Miss.,  1318;  Pa^cagonla  River,  Miss.,  1319;  Chiokasahay 
River,  Miss  ,  1322 ;  Leaf  River,  Miss.,  1323;  harbor  at  Biloxi  Bay,  Miss.,  1325;  Pearl 
River  below  Jackson,  Miss.,  1326;  Pe.irl  River  between  Carthage  and  Jackson, 
Miss.,  1328;  Pearl  River  between  Edinburg  and  Carthage,  Miss.,  1329;  Bogue 
Chit  to.  La  ,  1331;  removing  sunken  vessels  or  crafb  obstructing  or  endangering 
navigation,  1332. 

PAET    III. 
APPEJfDIX  E. 

REPORT  OF  MAJ.  JAMES  B.  QUINN,  CORPS  OF  ENGINEERS. 
Inspkction  of  the  improvement  of  the  South  Pass  of  the  Mississippi  River,  1333. 

APPENDIX  S. 

REPORT  OF  MAJ.  JAMES  B.  QUINN,  CORPS  OF  ENGINEERS. 

IMPROVKMKXTS. — Chefuucte  River  and  Bogue  Falia,  La.,  1349;  Tickfaw  River  and 
its  tributaries.  La.,  1352;  Amite  River  and  Bayou  Manchac,  La.,  1354;  Bayou 
Lafourche,  La.,  1356;  Bayou  Terrebonne,  La.,  1360;  Bayou  Plaquemine,  Grand 
RivtT,  and  Pigeon  bayous,  La.,  1361;  Bayou  Courtableau,  La.,  1365;  Bayou  Teche, 
La.,  1368;  channel,  bay,  and  passes  of  Bayou  Vermillion,  La.,  1370;  Mermentau 
River  and  tributaries,  La.,  1372;  month  and  passes  of  Calcasieu  River,  La.,  1373; 
harbor  at  Sabine  Pass,  Tex.,  1376;  Sabine  River,  Tex.,  1379;  Neches  River,  Tex., 
1381;  removing  sunken  A'essels  or  crafb  obstructing  or  endangering  navigation, 
1383. 
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APPENDIX  T. 

REPORT  OF  CAPT.  JOHN  MILLIS,  CORPS  OF  ENGINEERS. 

Improvement. — Securing  inoutlL  of  Bayou  Plaqucmine,  La.,  from  further  cavine. 
1385. 

APPENDIX  U. 

REPORT  OF  MAJ.  A.  M.  MILLER,  CORPS  OF  ENGINEERS. 

Improvements. — Entrance  to  Galveston  Harbor,  Tex.,  1389;  ship  channel  in  Gal- 
veston Bay,  Tex.,  1396;  channel  in  West  Galveston  Bay,  Tex.,  1399;  Trinity  River, 
Tex.,  1401:  Cedar  Bayou,  Tex.,  1405 ;  Buffalo  Bayou,  Tex.,  1409 ;  harbor  at  Brazos 
Santiago,  Tex.,  1413. 

APPENDIX  Y. 

REPORT  OF  CAPT.  J.  H.  WILLARD,  CORPS  OF  ENGINEERS. 

IMPROVEMENTS.—Red  River.  La.  and  Ark.,  1415:  Red  River  above  Fulton,  Ark., 
1452;  Ouachita  and  Black  rivers.  Ark.  and  La.,  1455;  bayous  D'Arbonne  and 
Coruey,  La.,  1468;  Bayou  Bartholomew,  La.  and  Ark.,  1471:  Bosuf  River,  La.,  1475; 
Tensas  River  and  Bayou  Ma^on,  La.,  1479j  Big  Black  River^  Miss.,  1482;  Yazoo 
River,  Miss.,  1483;  mouth  of  the  Yazoo  River,  Miss.,  1488;  Tchula  Lake,  Miss., 
1506 ;  Tallahatchee  River,  Miss.,  1508  j  Steele  and  Washington  bayous.  Miss.,  1511 ; 
Big  Sunflower  River,  Miss.,  1513;  Bic  Hatchee  River,  Tenn.,  1516;  Forked  Deer 
River,  Tenn.,  1519 ;  water  gauges  on  Mississippi  River  and  its  principal  tributaries, 
1523. 

APPENDIX  W. 

REPORT  OF  CAPT.  CARL  F.  PALFREY,  CORPS  OF  ENGINEERS. 

Improvements. — Removing  obstructions  in  Arkansas  River,  Ark.  and  Kans.,  1529; 
Arkansas  River,  Ark.,  1531;  Fourche  Le  Fevre  River,  Ark.,  1544;  Petit  Jean  River, 
Ark.,  1546;  White  River,  Ark.,  1547;  Cache  River,  Ark.,  1554;  Black  River,  Ark. 
and  Mo,,  1555;  St.  Francis  River,  Ark.,  1557;  examination  at  Walnut  Bend,  Ark., 
to  determine  the  probability  of  the  Mississippi  River  cutting  through  into  St. 
Francis  River,  1560;  St.  Francis  River,  Mo.,  1564. 

APPENDIX  X. 

REPORT  OF  MAJ.  CHAS.  J.  ALLEN,  CORPS  OF  ENGINEERS. 

Improvements. — Removing  snacs  and  wrecks  fram  Mississippi  River,  1567;  Missis- 
sippi River  between  Ohio  and  Missouri  rivers,  1577;  harbor  at  St.  Louis,  Mo.,  1615; 
Gasconade  River,  Mo.,  1617;  Osage  River,  Mo.,  1620;  Kaskaskia  River,  111.,  1624. 

APPENDIX  Y. 

REPORT  OF  MAJ.  ALEXANDER  MACKENZIE,  CORPS  OF  ENGINEERS. 

Improvements. — Operating  sna^  boats  and  dredge  boats  on  Upper  Mississippi  River, 
1627;  improvement  of  Mississippi  River  between  mouth  of  Missouri  River  and 
Minneapolis,  1639;  Des  Moines  Rapids,  Mississippi  River,  1683;  operating  and  care 
of  Des  Moines  Rapids  Canal  and  Dry  Dock,  1684;  operating  and  care  of  Galena 
River  improvement,  111.,  1691. 

APPENDIX  Z. 

REPORT  OF  MAJ.  W.  A.  JONES,  CORPS  OF  ENGINEERS. 

Improvements. — Mississippi  River  above  Falls  of  St.  Anthony,  Minn.,  1693;  reser- 
voirs at  headwaters  of  Mississippi  River,  1696;  Chippewa  River,  including  Yellow 
Banks,  Wis.,  1718;  St.  Croix  River,  Wis.  and  Minn.,  1721 ;  Minnesota  River,  Minn., 
1725;  Red  River  of  the  North,  Minn,  and  N.  Dak.,  1728;  gauging  Mississippi  River 
at  or  near  St.  Paul,  Minn.,  1732;  surveys  for  reservoirs  at  sources  of  Mississippi, 
St.  Croix,  Chippewa,  and  Wisconsin  rivers,  1736. 
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APPENDIX  A  A. 
REPORT  OF  CAPT.  H.  F.  HODGES,  CORPS  OF  ENGINEERS. 

iMPirovEMENTS. — Missouri  River  between  the  Great  Falls,  Montana,  and  Sionx  City, 
Idwa,  1739;  removal  of  snags  and  other  obstniotious  in  Missouri  River  above  Sioux 
City,  Iowa,  1772;  examination  of  Missouri  River  between  Three  Forks  and  Canyon 
Ferry,  Mont.,  to  determine  availabilitv  of  water  power,  1775;  Yellowstone  River, 
Mont,  and  N.  Dak.,  1784. 

APPENDIX  B  B. 

REPORT  OF  CAPT.  JOHN  BIDDLE,  CORPS  OF  ENGINEERS. 

Improvements. — Obion  River,  Tenn.,  1785;  Tennessee  River  above  Chattanooga  and 
below  Bee  Tree  Shoals,  1787;  Hiwassee  River,  Tenn.,  1795;  French  lh'oa<l  and 
Little  Pigeon  rivers,  Tenn.,  1797:  Clinch  River,  Tenn.,  1801;  Cumberland  River, 
Tenn.  and  Ky.,  1804;  Caney  Pork  River,  Tenn.,  1818. 

APPENDIX  C  C. 
REPORT  OF  CAPT.  GEO.  W.  GOETHALS,  CORPS   OF   ENGINEERS. 

Improvembnts.— Tennessee  River  between  Chattanooga,  Tenn.,  and  foot  of  Bee 
Tree  Shoals,  Ala.,  1821;  operating  and  care  of  Muscle  Shoals  Canal,  Tennessee 
River,  1828. 

APPENDIX  D  D. 

REPORT  OF  LIEUT.  COL.  AMOS  STICKNEY,  CORPS  OF  ENGINEERS. 

IMPRO VEMEXT8. — Ohio  River,  1836 ;  operating  snag  boat  on  Ohio  River,  1864 ;  oper- 

-  Ating  and  care  of  Davis  Island  Dam,  Ohio  Kiver,  near  Pittsbnrg,  Pa.,  1867;  mov- 
able dam  in  Ohio  River  below  mouth  of  Beaver  River,  Pa.,  1870;  ice  harbor  at 
month  of  Muskingum  River,  Ohio,  1874;  Muskingum  River,  Ohio,  1875;  operating 
and  caro  of  locks  and  damson  Mnskiugum  River,  Ohio,  1876;  removing  suukeu 
vessels  or  craft  obstructing  or  endangering  navigation,  1889. 

Examination. — Mouth  of  Crawfish  Creek  and  mouth  of  Mill  Creek,  for  ice  harbors 
at  Cincinnati,  Ohio,  1890. 

Harbor  Lines. — Ohio  River  from  Martins  Ferry  to  Bellaire,  Ohio,  1894. 

APPENDIX  E  E. 
REPORT  OF  CAPT.  R.  L.  HOXIE,  CORPS  OF  ENGINEERS. 

iMPnoTEMKNTS. — Monongahela  River,  W.  Va.  and  Pa.,  1903;  operating  and  care  of 
locks  and  dams  Nos.  8  and  9,  Monongahela  River,  1908 ;  purchase  of  Lock  and  Dam 
No.  7,  Monongahela  River,  purchase  of  Lock  and  Dam  No.  6,  Monongahela  River, 
Cheat  River,  W.  Va.,  1911;  Allegheny  River,  Pa.,  1913;  dam  at  Herr  Island,  Alle- 
gheny Biver,  near  Pittabnrg,  Pa.,  1918. 

APPENDIX  F  F. 
REPORT  OF  CAPT.  J.  G.  WARREN,  CORPS  OF  ENGINEERS. 

Improvements. — Falls  of  the  Ohio  River  at  Louisville,  Ky.,  1929;  Indiana  Chnte, 
Falls  of  the  Ohio  River,  1933;  operating  and  cnre  of  Louisville  and  Portland 
Canal,  Ky.,  1985;  Wabash  River,  Ind.  and  111.,  1942;  White  River,  Ind.,  1918. 

APPENDIX  G  G. 

REPORT  OF  COL.  WM.  P.  CRAIGHILL,  CORPS  OF  ENGINEERS. 

ImprovkMk.nts. — Great  Kanawha  River,  W.  Va.,  1951;  operating  and  care  of  locks 
and  dam.s  on  Great  Kanawha  River,  W.  Va.,  1962;  Elk  River,  W.  Va.,  1963;  Gan- 
ley  Kiver,  W.  Va.,  lUftl;  New  River,  Va.  and  W.  Va.,  1965. 
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APPENDIX  H  H. 

REPORT  OF  MAJ.  D.  W.  LOCKWOOD,  CORPS  OF  ENGINEERS. 

Improvements.— Tradewater  River,  Ky.,  1967;  reconstruction  of  Lock  No.  2,  Green 
River,  at  Rumsey,  Ky.,  1968;  Green  River,  above  month  of  Big  Barren  River,  Ky. 
( Lock  No.  6),  1971 ;  operating  and  care  of  looks  and  dams  on  Green  and  Barren  rivers, 
Ky.,  1972;  Rough  River,  Ky.,  1978;  Kentucky  River,  Ky.,  1980;  operating  and  car© 
of  locks  and  dams  on  Kentucky  River,  Ky.,  1983;  Licking  River,  between  Farraera 
and  West  Liberty,  Ky.,  Big  Sandy  River,  W.  Va.  and  Ky.,  1992;  Levisa  Fork  of 
Big  Sandy  River,  Ky.,  2001;  Tug  Fork  of  Big  Sandy  River,  W.  Va.  and  Ky.,  2002; 
Guyandotte  River,  W.  Va.,  2004;  Little  Kanawha  River,  W.  Va.,  2006;  operating 
and  care  of  lock  on  Little  Kanawha  River,  W.  Va.,  2007. 

PAET    IV. 

APPENDIX  II. 
REPORT  OF  MAJ.  CLINTON  B.  SEARS,  CORPS  OF  ENGINEERS. 

AMrROVEMBNTS. — Harbor  at  Grand  Marais,  Minn.,  2009 ;  harbor  at  Agate  Bay,  Minn., 
2011;  harbor  at  Duluth,  Minn.,  2014;  harbor  at  Superior  Bay  and  St.  Louis  Bay, 
Wis.,  2019 ;  harbor  at  Ashland,  Wis.,  2023 ;  harbor  at  Ontonagon,  Mich.,  2026  j  Kaglo 
Harbor,  Mich.,  2028;  waterway  from  Keweenaw  Bay  to  Lake  Superior,  Mich.,  2C«i9; 
harbor  at  Marquette,  Mich.,  2035;  harbor  of  refuge  at  Grand  Marais,  Mich.,  2037. 

Harbor  Lines.— Superior  Bay,  Wis.,  2039. 

APPENDIX   J  J. 
REPORT  OF  MAJ.  JAMES  F.  GREGORY,  CORPS  OF  ENGINEERS. 

Improvements.— Manistique  Harbor,  Mich.,  2042;  Cedar  River  Harbor,  Mich.,  2043; 
Menominee  Harbor,  Mich,  and  Wis.,  2045 ;  Menominee  River,  Mich,  and  Wis.,  2047; 
Oconto  Harbor,  Wis.,  2049 ;  Pensaukee  Harbor,  Wis.,  2052 ;  Green  Bay  Harbor,  Wis.,' 
2053;  Sturgeon  Bay  and  Lake  Michigan  Canal,  Wis.,  2056;  oper^ing  and  care  of 
Sturgeon  Bay  and  Lake  Michigan  Canal,  Wis.,  2058;  harbor  of  refuge  at  entrance 
of  Sturgeon  Bay  and  Lake  mchigan  Canal,  Wis.,  2062;  Ahnapee  Harbor,  Wis., 
2064;  Kewaunee  Harbor,  Wis.,  2066;  Two  Rivers  Harbor,  Wis..  2069;  Manitowoc 
Harbor,  Wis.,  2072 ;  Sheboygan  Harbor,  Wis.,  2075 ;  Port  Washington  Harbor,  Wis., 
2079;  harbor  of  refuge  at  Milwaukee  Bav,  Wis.,  2081 ;  Milwaiikee  Harbor,  Wis., 
2091:  Racine  Harbor,  Wis.,  2094;  Kenosha  Harbor,  Wis.,  2097;  Waukegan  Harbor, 
111.,  2100;  Fox  River,  Wis.,  2103;  operating  and  care  of  locks  and  dams  on  Fox 
River,  Wis.,  2111;  removing  sunken  vessels  or  craft  obstructing  or  endangering 
navigation,  2124. 

Harbor  Lines. — Oconto  Harbor,  Wis.,  2124. 

APPENDIX  K  K. 

REPORT  OF  CAPT.  W.  L.  MARSHALL,  CORPS  OF  ENGINEERS. 

Improvements. — Chicago  Harbor,  111..  2127;  Calumet  Harbor,  111.,  2138;  Calumet 
River,  III.  and  Ind.,  2143;  Ulinois  River,  111.,  2150;  operating  and  care  of  La 
Grange  and  Kampsville  locks  and  dams,  Illinois  River,  111.,  2159;  Illinois  and  Mis- 
sissippi Canal,  111.,  2162. 

APPENDIX  L  L. 
REPORT  OF  LIEUT.  CJOL.  G.  J.  LYDECKER,  CORPS  OF  ENGINEERS. 

Improvements.— Michigan  City  Harbor,  Ind.,  2188;  St.  Jose])h  Harboi,  Mich.,  2192; 
St.  Joseph  River,  Mich.,  2197;  South  Haven  Harbor,  Mich.,  2198;  Saugatuck 
Harbor,  Mich.,  2201;  Holland  (Black  Lake)  Harbor,  Mich.,  2206;  Grand  Haven 
Harbor,  Mich.,  2208;  Muskegon  Harbor,  Mich.,  2211;  White  Lake  Harbor,  Mich., 
2215;  Pentwater  Harbor,  Mich.,  2218;  Ludington  Harbor,  Mich.,  2220;  Manistee 
Harbor,  Mich.,  2223;  harbor  ot  refuge  at  Portage  Lake,  Manistee  County,  Mich., 
2228;  Frankfort  Harbor,  Mich.,  2230;  Charlevoix  Harbor,  Mich.,  2233;  Petoskev 
Harbor,  Mich.,  2235;  Cheboygan  Harbor,  Mich.,  2239;  Alpena  Harbor,  Mich.,  2241; 
Saffinaw  River,  Mich.,  2243;  harbor  of  refuge  at  Sand  Beach,  Lake  Huron,  Mich., 
2247;  Black  River  at  Port  Huron,  Mich.,  2251;  mouth  of  Black  River,  Mich.,  2253; 
Clinton  River,  Mich.,  2254;  Rouge  River,  Mich.,  2255;  turning  basin  in  Rouge 
River,  Mich.,  removing  sunken  vessels  or  craft  obstructing  or  endangering  navi- 
gation, 2257. 

Harbor  Lines.— Saint  Joseph  Harbor,  Mich.,  2258. 
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APPENDIX  M  M, 

REPORT  OF  COL.  O.  M.  POE,  CORPS  OF  ENGINEERS. 

Improvemrnts. — Ship  ohaDnel  connecting  the  waters  of  the  Great  Lakes,  between 
Chica^,  Duliith,  and  Buffalo,  2261;  operating  and  care  of  St.  Marys  trolls  Canal, 
Mich.,  2267;  St.  Marys  River  at  the  Falls,  Mich.,  2287;  Hay  Lake  Channel,  St. 
Mark's  River,  Mich.,  2367;  St.  Clair  Flats  Canal,  Mich.,  2371;  operating  and  care 
of  St.  CMair  Flats  Canal,  Mich,,  2373;  Groasepoint  Channel,  Mich.,  Detroit  River, 
Mich.,  2376;  investigation  of  raft  towing  on  the  Great  Lakes  and  their  connecting 
waters,  2378. 

APPENDIX  N  N. 

REPORT  OF  LIEUT.  COL.  JARED  A.  SMITH,  CORPS  OF  ENGINEERS. 

Improvements. — Monroe  Harhor,  Mich,,  2383;  Toledo  Harbor,  Ohio,  2385;  Port 
Clinton  Harbor,  Ohio,  2394;  Sandusky  Harbor,  Ohio,  2396;  Sandusky  River,  Ohio, 
2398;  Huron  Harbor,  Ohio,  2400;  Vermillion  Harbor,  Ohio,  240?;  Black  River 
Harbor,  Ohio,  2405;  Cleveland  Harbor,  Ohio,  2409;  Fairport  Harbor,  Ohio,  2414; 
Ashtabula  Harbor,  Ohio,  2420;  Couneaut  Harbor,  Ohio,  2423;  removing  sunken 
vessels  or  craft  obstructing  or  endangering  navigation,  2426. 

APPENDIX  O  O. 

REPORT  OF  MAJ.  E.  H.  RUFFNER,  CORPS  OF  ENGINEERS. 

Improvements. — ^Erie  Harbor,  Pa..  2427;  Presque  Isle  Peninsula,  Erie  Harbor,  Pa., 
2433;  Dunkirk  Harbor,  N.  Y.,  2434;  Buffalo  Harbor,  N.  Y.,2438;  Tonawanda  Har- 

.  bor  and  Niagara  River,  N.  Y.,  2444:  Niagara  River  irom  Tonawanda  to  Port  Bay, 
N.  Y.,  2447:  Wilson  Harbor,  N.  Y.,  2448;  Olcott  Harbor,  N.  Y.,  2450;  Oak  Orchard 
Harbor,  N.  Y.,  2451. 

Harbor  Lines. — Niagara  River  at  Squaw  Island,  N.  Y.,  2452. 

APPENDIX  P  P. 

REPORT  OF  CAPT,  DAN  C.  KINGMAN,  CORPS  OF  ENGINEERS. 

Impro\'Ements.— Harbor  at  Charlotte,  N.  Y.,  2455;  harbor  at  Pultneyville,  N.  Y., 
2460;  harbor  at  Great  Sodus  Bay,  N.  Y.,  2464;  harbor  at  Little  Sod  us  Bay,  N.  Y., 
2470;  harbor  at  Osvego,  N.  Y.,  2476;  harbor  at  Sacketts  Harbor,  N.  Y.,  2486. 

APPENDIX  Q  Q. 

REPORT  OF  CAPT.  SMITH  S.  LEACH,  CORPS  OF  ENGINEERS. 

Improvements. — Shoals  between  Sister  Islands  and  Cross-over  Light,  St.  Lawrence 
River,  N.  Y,,  2489;  Ogdensburg  Harbor,  N.  Y.,  2491;  breakwater  at  Rouse  Point, 
Lake  Champlain,  N.  Y.,  2492;  Great  Chazy  River,  N.  Y.,  2493;  Plattsburg  Harbor, 
N.  Y.,2495;  Burlington  Harbor,  Vt.,  2496;  Otter  Creek,  Vt.,  2497;  Ticonderoga 
River,  N.  Y.,  2498;  Narrows  of  Lake  Champlain,  N.  Y.  and  Vt.,  2499. 

APPENDIX  E  E. 
REPORT  OF  COL.  G.  H.  MENDELL,  CORPS  OF  ENGINEERS. 

Improvement.— Oakland  Harbor,  Cal.,  2501. 

Habbob  Lines.— San  Francisco  Bay  from  Point  San  Pablo  southward,  in  front  of 
Oakland  and  Alameda,  Cal.,  2505;  Oakland  Harbor,  Cal.,  2506. 

APPENDIX  S  S. 
REPORT  OF  LIEUT.  COL.  W.  H.  H.  BENl'AURD,  CORPS  OF  ENGINEERS. 

Improvxhexts. — ^Napa  River,  Cal.,  2507;  Redwood  Creek,  Cal.,  San  Luis  Obispo 
Harbor,  Cal.,  2509;  Wilmington  Harbor  Cal.,  2511;  San  Diego  Harbor,  Cal.,  2514; 
Coloirado  and  Gila  rivers,  at  Yuma,  Ariz.,  2521. 

Harbor  Lines. — ^Napa  Riyer  at  Napa,  Cal.,  2522. 
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APPENDIX  T  T. 

REPORT  OF  MAJ.  W.  H.  HEUER,  CORPS  OF  ENGINEERS. 
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REPORT 

OP 

THE    CHIEF    OF     ENGINEERS, 

UNITED     STATES    ARMY. 


Office  of  the  Chief  of  Engineers, 

United  States  Army, 
Washington,  JD.  C,  September  29,  1S94. 
Sir  :  I  Lave  the  honor  to  present  for  your  information  the  following 
report  upon  the  duties  and  operations  of  the  Engineer  Department  for 
the  fiscal  year  ending  June  30, 1894: 

officers  of  the  corps  of  engineers. 

The   number  of  officers  holding  commissions  in  the  Corps  of  Engi- 
neers,  U.  S.  Army,  at  the  end  of  the  fiscal  year  was  120. 
Since  the  last  annual  report  the  Corps  has  lost  one  of  its  officers, 

Capt.  Henry  S.  Taber,  who  died  at  San  Antonio,  Tex.,  April  12,  1894. 
On  the  30th  of  June,  1894,  the  officers  were  distributed  as  follows: 

CommandiDg  tho  Corps  of  Engineers  and  the  Engineer  Department 

Oflice  of  the  Chief  of  Engineers  and  Light- House  Board 

Offico  of  tho  Chief  of  Engineers 

])oard  of  Engineers,  fortihcations,  river  and  harbor   works,    California  Debris 
Commission,  and  Division  Engineer 

Board  of    Engineers,  Board    of   Ordnance    and    Fortification,   and  Division 
Fncinoer 

Board  of    Engineers,    fortifications,   river  and  harbor    works,   and    Division 
Eogiueer 

Board   of    Engineers,    Mississippi  Kivcr  Commission,  Division  Engineer,  and 
Board  of  Visitors 

River  and  harbor  works  and  Division  Engineer 

Washington  Aqueduct 

Board  of  Engineers,  fortifications,  river  and  harbor  works,  and  Board  of  Vis- 
itors  

Public  buildings  and  grounds  and  Light-House  Board 

Fortifications  and  river  and  harbor  works 23 

Mississippi  Kiver  Commission,  Missouri  Hivcr  Commission,  and  light-house  dis- 
tricts   

River  and  harbor  works  and  light-house  district 

Fortifications,    post  of  Willets  Point,  U.  S.  Engineer  School,  and  Battalion  of 
Engineers 

Fortifications,  river  and  harbor  works,  and  California  Ddbris  Commission 

Mississippi  River  Commission,  river  and  harbor   works,  and  light-house  dis- 
trict  

Missouri   River  Commission  and  river  and  harbor  works 

River  and  harbor  works  and  Yellowstone  National  Park 

River  and  harbor  works 32 

Fortifications,  river  and  harbor  works,  and  light-houso  districts 3 
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River  and  harbor  works,  Califoruia  Ddbris  Commission,  and  light-bonse  dis- 
trict  

River  and  harbor  works^  Colombian  Exposition,  and  engineer  officer,  depart- 
ment of  the  Missouri 

Battalion  of  Engineers  and  U.  S.  Engineer  School 1- 

Mississippi  River  Commission 

California  Ddbris  Commission 

Missouri  River  Commission 

Special  Subcommittee  on  Appropriations,  House  of  Representatives,  and  pub- 
lic buildings  and  grounds 1 

Leave  of  absence 2 

Detached,  on  International  Boundary  Commission,  at  Military  Academy,  -with 
Light-House  Establishment,  as  military  attaches,  and  with  Board  of  Com- 
missioners of  the  District  of  Columbia 19 

120 

The  officers  detached  were  on  duty  as  follows : 

Lieut.  Col.  John  W.  Barlow  and  Lieut.  David  DuB.  Gaillard,  members  of  Inter- 
national Boundary  Commission 2 

Maj.  Oswald  H.  Ernst,  Superintendent  Military  Academy 1 

Maj .  David  P.  Heap,  engineer  Third  light-house  district 1 

Maj.  William  Ludlow,  military  attache  to  the  U.  S.  embassy  at  London 1 

Maj.  Milton  B.  Adams,  engineer  Ninth  and  Eleventh  liffht-house  districts 1 

Maj.  WUliam  R.  Livermore,  engineer  First  and  Second  li^ht-house  districts 1 

Capt.  Charles  F.  Powell,  Engineer  Commissioner  of  the  District  of  Columbia. . .  1 

Capt.  Philip  M.  Price,  engineer  secretary  of  the  Light-House  Board 1 

Capt.  Eric  Bergland,  engmeer  Fifth  and  Sixth  light-house  districts 1 

Capts.  George  McC.  Derby  and  Gustav  J.  Fiebeger,  assistants  to  the  Engineer 

Commissioner  of  the  District  of  Columbia 2 

Capt.  James  L.  Lusk  and  Lieuts.  Mason  M.  Patrick  and  Charles  S.  Bromwell,  on 

duty  with  Company  E,  Battalion  of  Engineers,  and  at  Military  Academy 3 

Capt.  Theodore  A.  Bingham,  military  attache  to  the  U.  S.  embassy  at  Rome 1 

Lieuts.  Joseph  E.  Kuhn,  Henry  C.  Newcomer,  and  Thomas  H.  Rees,  on  duty  at 

Military  Academy 3 

19 

The  above  table  shows  that  45  officers  of  the  corps  are  on  detached 
duty  or  are  not  engaged  in  immediate  connection  with  river  and  har- 
bor works,  and  that  of  the  75  engaged  on  this  class  of  works  38  have 
additional  duties  of  other  characters. 

Of  the  five  companies  comprising  the  Batallion  of  Engineers  one 
exists  on  paper  only.  Should  this  company  be  given  its  legal  quota  of 
men,  as  is  recommended  later  in  this  report,  at  least  three  officers 
should  be  attached  to  it. 

The- public  works  to  be  carried  on  under  the  supervision  of  the  Chief 
of  Engineers  are  steadily  increasing,  but  the  number  of  officers  avail- 
able for  assignment  to  the  execution  of  these  works  is  decreasing,  owing 
to  the  number  detached  for  various  duties  assigned  by  law. 

When  an  officer  is  to  be  detailed  for  such  detached  duty;  when  sick- 
ness necessitates  the  temporary  relief  of  an  officer;  when  new  and  addi- 
tional duties  are  to  be  assigned,  it  is  growing  more  and  more  difficult 
to  meet  the  demands.  More  officers  are  needed;  and  while  I  do  not  now 
suggest  the  number  of  officers  by  which  the  Corps  of  Engineers  should 
be  increased,  I  believe  an  increase  to  be  an  imperative  necessity. 

FORTIFICATIONS. 

Under  a  provision  of  an  act  of  Congress  approved  March  3,  1885,  a 
board  was  appointed  by  the  President  to  examine  and  report  at  what 
port«  fortifications  or  other  defenses  were  most  urgently  required  and 
the  kind  of  defenses  best  adapted  to  each,  with  reference  to  armament. 
Tlie  result  was  the  report  of  the  Board  on  Fortifications  or  other 
Defenses,  which  was  transmitted  to  Congress  January  23,  1886.    In 
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this  is  to  be  found  a  list,  in  which  are  enumerated  27  ports,  arranged  in 
order  of  urgency ;  also,  an  estimate  for  the  land  defenses  of  these  ports. 
This  estimate  covers  the  cost  of  armor,  structural  metal,  and  masonry 
•  and  earth.  It  was  estimated  that  the  cost  of  the  masonry  and  earth  of 
these  defenses  would  be  $31,863,000.  The  amount  of  this  estimate  ia 
given  only  to  invite  attention  to  its  inadequacy  to  the  work  for  which 
made. 

For  sixteen  years,  from  1874  to  1890,  no  appropriations  were  made 
for  these  defenses.  There  was  good  reason  for  this  for  the  earlier  part 
of  this  i)eriod,  when  it  was  not  possible  to  say  what  would  be  the  end 
attained  in  the  development  of  the  naval  ordnance,  and  hence  what 
the  amount  of  cover  required  for  defenses  against  projectiles.  But 
early  in  the  year  1890  it  was  realized  that  the  time  was  opportune  for 
drawing  up  projects  for  the  defenses  of  our  seacoast,  and  these  have 
been  prepared  for  fifteen  of  our  ports  and  have  received  the  approval 
of  the  Secretary  of  War.  The  study  of  projects  for  the  defenses  of 
Puget  Sound,  of  Portland,  Oreg.,  and  of  San  Diego,  are  also  under 
way,  though  the  former  was  not  enumerated  in  the  list  of  the  board 
above  mentioned.  The  board,  however,  stated  that  it  did  not  wish  it  to 
be  understood  that  there  were  no  other  places  along  the  coast  which 
were  of  the  importance  necessary  to  justify  measures  of  defense. 

In  the  execution  of  the  projects  already  prepared  for  fifteen  ports, 
the  following  has  been  accomplished:  The  construction  of  emplace- 
ments has  commenced  at  six  of  these  and  has  recently  been  initiated 
at  two  more.  One  12-inch  rifle  is  now  mounted  and  it  is  expected  that 
this  fall  a  second  will  be,  in  a  completed  battery  for  the  defense  of  New 
York  Harbor.  Each  of  these  guns  is  mounted  on  a  lift,  by  which  the 
gun  may  be  completely  lowered  for  loading  out  of  sight  of  an  enemy  in 
twenty-six  seconds,  and  the  loaded  gun  raised  for  firing  in  twenty-one 
seconds ;  and  the  ammunition  may  be  raised  by  another  lift  in  seventeen 
seconds.  The  weight  of  gun  and  carriage  thus  lowered  and  raised  is 
aboat  108  tons.  A  battery  of  16  mortars  is  nearly  ready  for  the  defense 
of  this  harbor,  and  another  for  the  defense  of  San  Francisco  Harbor. 
Before  the  close  of  the  present  fiscal  year  these  batteries  will  be  entirely 
ready;  also  one  for  the  defense  of  Boston  Harbor,  and  a  second  for 
that  of  New  York  Harbor;  and  three  12-inch  rifles  will  probably  be 
mounted  en  barbette  on  high  sites  of  San  Francisco  Harbor.  The  com- 
pletion of  emplacements  for  seventeen  10-inch  and  8-inch  guns,  to  be 
mounted  on  disappearing  carriages,  is  delayed  by  want  of  carriages  on 
which  to  mount  the  guns,  and  that  of  seven  emplacements  for  12-inch 
and  10-inch  guns  is  likely  to  be  delayed  for  the  same  reason  this  fiscal 
year.  It  is  hoped  and  urged  that  appropriations  may  be  made  for  the 
manufacture  of  the  disappearing  carriage  which  has  been  invented  by 
the  Ordnance  Department  and  has  proved  itself,  from  the  very  first, 
equal  to  all  the  requirements  which  such  a  carriage  must  fulfill.  Guns 
on  hand  and  emplacements  awaiting  their  platforms,  but  delayed  by- 
reason  of  lack  of  carriages,  are  certainly  strong  grounds  for  appropri- 
ations for  these  carriages. 

Appropriations  for  batteries  and  their  platforms  have  been  made  in 
amounts,  and  by  acts  of  Congress  approved,  as  follows: 

Augnrt  18, 1890 $1,221,000 

February  24, 1891 750,000 

July  23, 1892 *. 500,000 

February  18, 1893 50,000 

August  1,1894 500,000 

3,021,000 
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From  these  appropriations  allotments  liave  been  made  for  emplace- 
ments and  at  places  as  follows : 


Places. 


Portland,  Me 

BoAlon,  MaHs 

New  York,  N.Y 

PbUadelpLia,  Pa 

Washington,  1).  C 

Hamptou  Roads,  Va . 

PenMacola,  Flu 

San  Francisco,  Cal . . . 


Total. 


12-incli  guns. 


On  lifts. 


!  On  nondis- 
I  appearing 
I  carriages. 


On  disappearing 
carriages. 


30-inch 
guns. 


I 


t2 
3 


J5 


19 


8inch 
guns. 


12-ixich 
mortars. 


f  16 
t32 


tlO 
04 


*  Awaiting  carriages  bv  the  end  of  this  fiscal  jear. 

t  To  be  completed,  with  guns  and  mortars  mounted,  this  fiscal  year. 

;  Throe  guns  to  be  mounted  this  fiscal  year. 

To  prevent  an  enemy's  fleet  from  running  by  the  defenses  to  be  con- 
structed, it  must  be  obstructed  in  its  passage  and  thus  held  under  firo 
of  guns.  Submarine  mines  constitute  the  form  of  obstruction  adopted, 
and  these  are  operated  from  mining  casemates,  which  are  proof  against 
projectiles.  The  mines  are  connected  to  the  operating  apparatus  in 
these  casemates  by  cables,  which  traverse  so-called  cable  galleries. 
In  the  year  1888  renewed  attention  was  given  to  the  construction  of 
these  casemates  and  galleries.  In  that  and  the  three  following  years 
$482,581.08  was  appropriated  for  this  work.  A  balance  of  $5,509.94 
remains  unallotted,  and  a  small  appropriation  is  recommended  for  this 
work  and  another  for  the  purchase  of  mining  outfit.  With  the  funds 
appropriated  since  1888,  twenty  six  mining  casemates  and  their  gal- 
leries have  been  commenced  at  the  harbors  of 'Portland,  Me.,  Boston, 
Narragansett  Bay,  New  York,  Philadelphia,  Baltimore,  Washington, 
Hampton  Roads,  Wilmington,  N.  C,  Charleston,  S.  0.,  Savannah,  Pen- 
sacola,  and  San  Francisco.  Of  these,  twenty  are  ready  for  occupation, 
but  the  outfit  of  cable,  mines,  etc.,  is  not  complete. 

It  must  not  be  assumed  that  these  mines  will  make  guns  and  mortars 
unnecessary. 

Heavy  batteries  and  submarine  mines  are  correlative  terms  of  a  good  defense  from 
shore.  Without  powerful  guns  in  the  defense  the  armored  ships  of  the  enemy  would 
proceed  deliberately  to  the  removal  of  the  mines,  either  ij^noring  or  silencing  the  fire 
of  the  works,  and  without  the  aid  of  the  mines  the^enemy's  vessels  could  not  gener- 
ally be  prevented  Irom  running  past  the  batteries.* 

Details  of  the  progress  made  under  the  various  allotments  for  con- 
struction of  gun  arid  mortar  batteries  and  of  mining  casemates  during 
the  past  fiscal  year  will  now  be  given. 

Portland  Ilarhor^  Maine, — Officer  in  charge,  Lieut.  Col.  P.  C.  Haius, 
Corps  of  Engineers. 

The  approved  project  for  the  defense  of  this  harbor  contemplates, 
for  the  i)resent,  an  armament  of  eighteen  12-ineh  guns  on  lifts,  t^n  10- 
inch  and  ten  8-inch  guns  on  disapi^earing  carriages,  forty-eight  12-inch 
mortars,  and  submarine  mines  to  be  operated  from  four  mining  case- 
mates; one  mining  casemat<i  is  completed. 

Under  an  allotment  of  $110,000,  from  the  appropriation  of  July  23, 
1892,  the  construction  of  emplacements  for   two  10-inch   guns  was 

*  Report  of  the  Board  on  Fortifications  or  Other  Defenses,  1886. 
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coinineuced  early  in  April,  1893,  and  continued  during  the  entire  season 
until  December,  when  work  had  to  be  stopped  for  the  winter. 

The  excavation  for  the  magazines  and  roadway  in  rear  of  the  battery, 
which  were  in  progress  at  the  beginning  of  the  fiscal  year,  was  contin- 
ued and  the  concreting  began  in  August.  The  magazines  for  both 
emplacements  were  completed  as  far  as  they  can  be  until  the  adoption 
of  a- service  disappearing  carriage.  Considerable  of  the  concrete  mass 
in  front  of  the  south  emplacement  has  been  put  in.  In  all  about  4,088 
cubic  yards  of  concrete  was  laid,  at  an  actual  cost  for  labor  and  material 
of  about  $4.95  per  cubic  yard.  The  sand  cost  $1.40  per  cubic  yard,  the 
cement  $1.15  per  barrel,  the  remainder  of  the  cost  being  made  up  by 
cost  of  labor  and  of  stone,  which  had  to  bo  quarried  and  crushed  at  the 
site. 

Work  on  these  emplacements  was  resumed  this  season  in  April. 

Under  an  allotment  made  in  April,  1893,  the  construction  of  two 
mining  casemates  and  cable  galleries  was  commenced  June  1, 1893. 

Work  was  stopped,  because  of  cold  weather,  late  in  November,  1893, 
and  was  resumed  early  in  June,  1894.  It  is  expected  that  both  case- 
mates and  galleries  will  be  completed  during  the  present  season. 

Boston  Harborj  Massachusetts, — Officer  in  charge,  Lieut.  Col.  S.  M. 
Mansfield,  Corps  of  Engineers. 

The  approved  project  for  the  defense  of  this  harbor  contemplates,  for 
the  present,  an  armament  of  twelve  12-inch  guns  on  lifts,  fifteen  10-inch 
and  five  8-inch  guns  on  disappearing  carriages,  one  hundred  and  twenty- 
eight  12-inch  mortars,  and  submarine  mines  to  be  operated  from  four 
mining  casemates.    Two  mining  casemates  have  been  completed. 

Four  emplacements  for  lOinch  guns  have  been  commenced.  No  work 
has  been  done  at  one  emplacement  during  the  year;  at  a  second,  the 
masonry  has  been  carried  as  far  as  can  be  until  the  adoption  of  a  serv- 
ice carriage;  at  a  third,  the  masonry  is  carried  up  to  the  level  of  the 
crown  of  the  arches  of  the  magazines.  For  these  last  two,  nearly  all 
of  the  sand  and  concrete  stone  which  will  be  needed  has  been  collected 
and  stored.  The  masonry  of  the  fourth  emplacement  is  well  advanced; 
the  casemate  of  the  rapid-fire  gun  opposite  it  was  completed,  and  the 
new  earth  embankments  of  the  emplacement  have  been  essentially 
completed. 

The  embankments  and  sodding  of  a  battery  for  sixteen  mortars  were 
essentially  completed  and  one  platform  well  advanced.  The  construc- 
tion of  a  third  mining  casemate  was  commenced  during  the  latter  part 
of  June,  1893,  under  an  allotment  of  $27,000.  The  masonry  of  the 
casemate  and  its  entrance  gallery,  and  about  250  feet  of  the  cable 
gallery,  were  completed.  About  7,500  cubic  yards  of  sand  embank- 
ment was  built. 

Xarragansett  Bay^  Rhode  Island. — Officer  in  charge,  Capt.  W.  n. 
Bixby,  Corps  of  Engineers,  with  Second  Lieut.  W.  W.  Harts,  Corps  of 
Engineers,  under  his  immediate  orders;  Division  Engineer,  Col.  H.  L. 
Abbot,  Corps  of  Engineers. 

The  approved  project  for  the  defense  of  this  bay  contemplates  an 
armament  of  ten  12-inch  guns  on  lifts,  six  10-inch  and  four  8  inch  guns 
on  disappearing  carriages,  eighty  12-inch  mortars,  and  submarine  mines 
to  be  operated  from  two  mining  casemates. 

Funds  were  allotted  September  21  and  October  2G,  1892,  for  the  con- 
struction of  the  two  mining  casemates;  one  is  now  practically  com- 
pleted and  the  other  is  reatly  for  the  construction  of  its  concrete  walls. 

New  York  ITarbor^  New  TorJc. — Officers  of  the  Corps  of  Engineers  in 
charge:  Lieut.  Col.  H.  M.  Robert,  with  First  Lieut.  W.  P.  Craighill  as 
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assistant  since  November  20,  1893;  Lieut.  Col.  G.  L.  Gillespie,  with 
First  Lieut.  J.  G.  Warren  as  assistant  until  December  26,  1893,  and 
Second  Lieut.  R.  McGregor  since  that  date;  and  Lieut.  Gol.  W.  R.  King. 

The  projects  for  the  defense  of  both  the  southern  and  eastern  entrances 
to  this  harbor  contemplate,  for  the  present,  an  armament  of  twenty-one 
12-inch  guns  on  lifts,  fifteen  10-inch  and  nine  8-inch  guns  on  disappear- 
ing carriages,  one  hundred  and  seventy-six  12-inch  mortars,  and  sub- 
marine mines  operated  from  five  mining  casemates;  all  of  the  mining 
casemates  are  completed. 

Lieut.  Col.  Robert  reports  little  has  been  done  to  the  four  emplace- 
ments for  8-inch  guns,  the  completion  of  which  awaits  the  adoption  of 
a  gun  carriage. 

The  fireproof  storage  building  for  submarine  mining  materials  has 
been  completed,  except  laying  a  concrete  flooring,  introducing  machinery 
for  handling  the  materials,  and  a  few  minor  details.  Details  of  the  cost 
of  this  building  are  given  in  Appendix  No.  1. 

Lieut.  Col.  Gillespie  reports  as  follows :  The  mechanism  for  the  south- 
lift  of  gun-lift  battery  !No.  1  for  two  12-inch  guns  has  been  completed, 
erected,  and  tested  with  five  service  rounds  with  satisfactory  results. 
The  lift  now  awaits  its  carriage,  which  is  expected  to  be  delivered  this 
autumn.  The  entrance  doors  have  been  hung  and  the  arrangements 
for  ammunition  service  completed.  The  mechanism  of  the  Ufts  has 
been  cared  for  during  the  year  and  operated  from  time  to  time. 

The  work  of  construction  of  the  battery  and  its  hydraulic  mechanism 
is  now  completed,  and  the  mounting  of  the  second  gun  alone  remains 
to  make  it  ready  for  service. 

At  the  close  of  the  fiscal  year  the  masonry  and  sand  emplacement  of 
the  battery  for  sixteen  12-inch  mortars  was  completed,  and  the  paving 
of  the  north  half  of  the  battery  was  completed.  The  sixteen  carriages 
were  in  place  and  thirteen  of  the  sixteen  mortars  mounted  thereon. 
The  remaining  three  mortars  are  at  the  battery  ready  for  mounting. 
All  the  slopes  have  been  sown  with  grass  seed. 

Five  experimental  shots  were  fired  from  one  of  the  mortars  to  test 
the  mortar  and  to  observe  the  efibcts  on  the  slopes.  The  trial  was  sat- 
isfactory. 

The  total  amount  of  masonry  in  the  completed  battery  will  be  29,931 
cubic  yards,  and  of  sand,  160,345  cubic  yards. 

The  torpedo  shed  is  completed,  and  a  large  portion  of  the  material 
required  for  the  submarine  mining  defense  is  unpacked  and  stored. 

During  the  year  ending  June  30,  1894,  the  following  work  was  done 
on  one  emplacement  for  a  10-inch  gun  on  disappearing  carriage,  its 
adjacent  two  magazines  and  two  casemates  for  rapid-fire  guns: 

East  magazine. — The  excavation  was  made  for  the  foundation  of  the 
magazine,  entrance  gallery  and  ammunition  gallery  leading  to  gun 
emplacement,  and  for  passage  leading  to  a  casemate  for  rapid-fire  guns. 
The  masonry  for  the  magazine  and  gallery  walls  and  ceilings  was  com- 
pleted, and  the  earth  covering  put  on  and  sodding  begun. 

Second  magazine. — The  excavation  for  the  foundation  of  the  magazine 
and  for  the  passage  leading  to  second  casemate  for  rapid-fire  guns  was 
completed.  The  masonry  of  the  magazine  and  the  passage  is  also 
practically  completed. 

The  paving  of  magazines  and  galleries  remains  to  be  done,  and  a 
small  portion  of  the  superior  slope  of  the  second  set  of  magazines. 
The  grading  and  sodding  of  the  slopes  also  remain  to  be  done. 

A  plan  for  the  drainage  of  the  entire  battery,  of  which  this  emplace- 
ment is  part,  has  been  prepared. 
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The  total  quantity  of  excavation  to,  June  30,  1894,  is  10,867  cubic 
yards,  being  the  entire  amount  required  for  the  two  sets  of  magazines. 
This  earth  has  all  been  used  in  the  magazine  covering  and  parapet  of 
battery. 

The'total  quantity  of  masonry  in  place  is  10,362.4  cubic  yards,  at  an 
average  cost  of  $4,166  per  cubic  yard. 

Further  details  of  these  works  are  given  in  Appendix  Ko.  2. 

Lieut.  Col.  King  reports:  The  work  on  the  three  emplacements,  two 
for  10-inch  and  one  for  an  8-inch  gun,  was  continueti,  and  now  all  are 
completed  as  far  as  they  can  be  carried  until  a  carriage  is  adopted. 
The  work  consisted  chiefly  in  laying  concrete,  earth  excavation,  embank- 
ment, and  sodding.  While  the  quantities  of  concrete  masonry  placed 
and  earth  excavated  are  about  the  same  as  last  year,  the  amount  of 
earth  embanked  is  about  three  times  as  great,  and  in  addition  to  this 
all  the  sodding  has  been  done  this  year,  though  the  total  expense  this 
year  was  less  than  that  of  last  year  by  $5,363.61.  This  is  partly  due 
to  some  of  the  materials  used  for  concrete  having  been  procured  at  a 
much  lower  rate  than  heretofore;  for  instance,  broken  granite  ha«  been 
delivered  alongside  the  wharf  for  $1.18  per  cubic  yard. 

The  mortar  battery  under  construction  is  so  situated  that  it  has  been 
necessary  to  blast  the  magazines  and  mortar  pits  from  solid  rock,  and 
this  rock  excavation  has  constituted  an  important  item  of  the  work. 
Only  the  entrances  to  the  western  pits  remain  to  be  excavated.  The 
concrete  work  on  magazines  and  passageways  was  continued.  Sand 
for  constructing  embankments  was  brought  from  a  distance,  there 
being  no  surplus  earth  at  the  site.  About  half  of  the  filling  is  com- 
pleted. The  work  of  constructing  platforms  for  four  mortars  is  well 
advanced,  and  the  anchoring  bolts  are  set.  Three  platforms  are  ready 
for  the  lower  roller  paths  of  the  carriages.    Four  carriages  are  on  hand. 

Philadelphiay  Pa. — In  charge  of  Maj.  0,  W.  Raymond,  Corps  of 
Engineers;  Division  Engineer,  Col.  H.  L.  Abbot,  Corps  of  Engineers. 

No  work  other  than  that  of  preservation  and  repair  of  fortifications 
was  carried  on.  An  act  of  Congress  approved  January  6,  1893, 
authorized  the  sale  of  land  in  the  vicinity  of  Fort  Mifflin,  which  is 
within  the  limits  of  the  city  of  Philadelphia.  The  act  authorized  the 
Secretary  of  War  and  the  Secretary  of  the  Navy  to  sell,  at  such  price 
as  may  be  agreed  upon  by  the  Attorney-General  and  themselves,  and 
convey  to  the  International  Navigation  Company  so  much  of  certain 
land  lying  outside  the  dike  or  river  bank  eastward  of  the  fort  as  would 
not,  in  the  judgment  of  these  officials,  be  prejudicial  to  the  interests  of 
the  United  States,  the  sale  to  be  subject  to  such  conditions  as  they 
should  deem  proper  for  the  public  interest. 

A  board,  consisting  of  Maj.  C.  W.  Eaymond,  Corps  of  Engineers; 
Civil  Engineer  C.  C.  Wolcott,  U.  o.  Navy,  and  Col.  Cecil  Clay,  chief 
clerk  of  the  Department  of  Justice,  was  appointed  to  consider  and 
reiK>rt  upon  the  price  to  be  fixed  for  the  land  and  the  conditions  of  the 
sale  and  conveyance  deemed  proper  to  protect  the  public  interest. 

The  board  recommended  that  the  deed  conveying  the  land  shall  con- 
tain a  clause  reserving  to  the  United  States  the  right  to  erect,  maintain, 
and  control  dikes  or  other  works  of  improvement  upon  the  property; 
to  remove  the  same,  and  to  occupy  and  use  so  much  of  the  property  as 
may  be  necessary  for  these  purposes  at  all  times;  and  also  a  clause  pro- 
hibiting the  occupation  of  the  property  in  any  manner  or  by  anything 
which  may  be  in  any  way  dangerous,  deleterious,  or  damaging  to  any 
other  property  of  the  United  States,  whether  adjoining  that  conveyed 
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or  iu  its  vicinity;  and  that  the  sum  of  $16,000  bo  fixed  as  the  price  to 
be  paid  for  the  land  to  be  sold.  * 

The  report  of  the  board  is  to  be  found  in  Appendix  No.  3. 

Washington^  D.  C. — In  charge  of  Maj.  C.  E.  L.  B.  Davis,  Corps  of 
Engineers,  with  First  Lieut  G.  A.  Zinn,  Corps  of  Engineers,  under  his 
immediate  orders  until  May  4,  1894;  Division  Engineer,  Col.  W.  P. 
Craigliill,  Corps  of  Engineers, 

The  approved  project  of  defense  contemplates  emplacements  for  four 
12-inch  guns  on  lifts,  six  10-inch  and  three  8-inch  guns  on  disappearing 
carriages,  eight  12-inch  mortars,  and  submarine  mines  operated  from 
two  mining  casements,  of  which  one  is  completed. 

The  construction  of  emplacements  for  two  10-inch  guns  was  contin- 
ued until  the  latter  part  of  September,  1893,  when  it  had  been  com- 
pleted as  far  as  it  was  possible  until  the  carriages  for  the  guns  are 
decided  upon. 

Hampton  Roads,  Virginia. — In  charge  of  Maj.  C.  E.  L.  B.  Davis,  Corps 
of  Engineers,  with  First  Lieut.  G.  A.  Zinn,  Corps  of  Engineers,  under 
his  immediate  orders  until  May  4,  1894;  Division  Engineer,  Col.  W.  P. 
Craighill,  Corps  of  Engineers. 

The  approved  project  of  defense  contemplates,  for  the  present,  five 
12-inch  guns  on  lifts,  ten  10-inch  guns  on  disappearing  carriages, 
thirty-two  12-inch  mortars,  and  submarine  mines  operated  from  two 
mining  casemates,  of  which  one  is  completed.  Emplacements  for 
three  10-inch  guns  have  been  completed  as  far  as  can  be  done  until  the 
carriages  to  be  used  are  decided  upon. 

Savannahy  Ga, — In  charge  of  Capt.  O.  M.  Carter,  Corps  of  Engineers; 
Division  Engineer,  Col.  W.  P.  Craighill,  Corps  of  Engineers. 

Funds  were  allotted  February  20. 1894,  for  the  construction  of  one 
mining  casemate,  which  is  now  in  progress. 

Pensacola,  Fla. — In  charge  of  Capt.  P.  M.  Price,  Corps  of  Engineers, 
until  March  3, 1894,  and  after  that  date  in  charge  of  Capt.  F.  A.  Mahan, 
Corps  of  Engineers;  Division  Engineer,  Col.  C.  B.  Oomstock,  Corps  of 
Engineers. 

Funds  for  one  mining  casemate  were  allotted  August  28,  1893.  The 
work  was  commenced  and  completed  during  the  year;  its  cost  was 
$8,012.39. 

San  Francisco  Harbor,  California. — Officers  in  charge,  Col.  G.  H. 
Mendell,  with  Second  Lieut.  C.  A.  F.  Flagler  under  his  immediate 
orders,  and  Lieut.  Col.  W.  H.  H.  Benyaurd,  with  First  Lieut.  C.  L. 
Potter  under  his  immediate  orders,  all  officers  of  the  Corps  of  Engineers. 

The  approved  project  of  defense  contemplates,  for  the  present, 
eighteen  12-ineh  guns  on  lifts,  twenty-three  10-inch  and  thirteen  8-iuch 
guns  on  disappearing  carriages,  fi^en  12-inch,  five  10-inch,  and  six 
8-inch  guns  on  nondisappearing  carriages,  one  hundred  and  forty-four 
12-inch  mortars,  and  submarine  mines  operated  from  seven  mining 
casemates. 

Two  mining  casemates  are  completed,  and  two,  while  incomplete, 
can  readily  be  completed  while  in  use. 

Col.  Mendell  has  charge  of  the  construction  of  emplacements  for 
three  10-inch  guns  on  disappearing  carriages  and  for  three  12-iuch 
guns  on  nondisai)pearing  carriages,  and  of  a  battery  for  sixteen  12-inch 
mortars. 

The  emx)lacements  are  as  yet  unfinished,  though  it  is  expected  that 
two  platforms  and  carriages  will  be  ready  during  the  coming  fiscal 
year.  One  hundred  and  ten  feet  of  connecting  roadway  was  built;  the 
top  surfaces  of  six  magazines  were  plastered  and  painted  with  a 
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bitamiuous  paint,  making  them  waterproof.  There  remain  to  be 
done:  Filling  gaps  in  parapets,  estimated  to  require  1,107  yards  of  con- 
crete; finishing  terrepleins  and  i)latforms;  covering  the  top  surfaces 
of  masonry  with  a  layer  of  asphalt,  and  furnishing  elevating  machinery 
for  three  emplacements  and  overhead  travelers  for  six. 

Ground  was  broken  on  the  mortar  battery  in  April,  1893.  During 
the  last  fiscal  year  the'^  excavation  of  the  battery  was  finished ;  the 
rooms  and  passages  were  built,  plastered,  and  painted  with  bitumen; 
floors  of  artificial  stone  laid  in  all  the  rooms  and  passages,  except  one 
passage.  The  masonry  structure  was  covered  with  earth,  sodded  or 
planted  in  grass,  completing  the  fill,  except  about  400  cubic  yards. 

The  mortar  pits  were  excavated  and  the  retaining  walls  of  the  slope 
were  built.  Two  platforms  were  laid  in  granite,  and  some  work  done 
on  two  other  platforms.  The  electric-light  system  was  put  in  working 
order  and  conduits  for  firing  wires  were  placed.  Gates,  doors,  windows, 
and  ventilators  were  put  in  place.  It  is  expected  that  the  battery 
proi>er,  with  its  sixteen  platforms,  will  be  completed  the  present  year. 

Details  relating  to  these  batteries  are  given  in  Appendix  No.  4. 

cruder  an  allotment  of  $72,000,  made  Is^ovember  9, 1892,  from  appro- 
priation of  July  23,  1892,  Lieut.  Col.  Benyaurd,  in  February,  1893, 
commenced  the  construction  of  emplacements  for  two  12-inch  guns  on 
noudisappearing  carriages.  During  the  past  year  the  concrete  work 
on  these  two  emplacements  was  completed  as  far  as  contemplated. 
A  layer  of  asphaltum,  with  an  average  tliickness  of  about  4  inches,  was 
placed  upon  the  top  of  the  emplacements;  the  magazine  doors  were 
made  and  hung;  the  outside  work  was  plastered  and  a  coat  of  hard 
finish  placed  upon  the  interior  walls;  the  floors  were  laid,  and  every- 
thing finished  except  the  machinery  and  the  plastering  of  the  hoisting 
room  and  elevator  shaft.  This  latter  work  will  be  done  when  arrange- 
ments are  made  for  putting  in  the  platforms,  preparatory  to  mounting 
the  guns;  of  three  i)latforms  one  is  expected  to  be  built  this  year. 

Lieut.  Col.  Benyaurd  commenced  the  construction  of  a  mining  case- 
mate in  January,  1893,  and,  with  the  exception  of  a  few  minor  details, 
completed  it  the  fiscal  year  preceding  the  last.  During  the  last  year 
the  doors  were  made  and  hung,  the  stei)s  leading  to  the  casemate 
were  put  in  place,  a  drain  was  put  in  on  top  of  the  work,  and  the 
slopes  weeded  and  cared  for. 

An  iron  folding  gate  was  placed  in  the  passageway  inside  the  outer 
door.  This  gate  can  bo  locked  and  the  door  left  open  so  as  to  permit 
a  free  circulation  of  air  in  the  casemate.  The  casemate  is  completed, 
except  the  inside  woodwork  and  the  concrete  channel  for  the  cables 
outside  the  cable  gallery. 

The  act  approved  August  1, 1894,  appropriated  $400,000  for  the  con- 
struction of  gun  and  mortar  batteries,  and  $100,000  for  the  construction 
of  platforms.  The  former  amount  will  be  almost  wholly  applied  to 
commencing  the  construction  of  a  battery  for  three  12-inch  guns  on 
Ufts  for  the  defense  of  Philadelphia,  and  of  two  emplacements  for  10- 
inch  disappearing  guns  for  the  defense  of  Pensacola. 

The  appropriation  of  $100,000,  with  that  of  850,000  made  February 
18,  1893,  will  enable  all  the  04  platforms  to  be  built  in  the  mortar 
batteries  already  begun,  and  3  platforms  to  be  built  for  12-inch 
noudisappearing  guns.  Emplacements  for  two  12-iuch  noudisappear- 
ing guns,  for  seventeen  10-inch,  and  five  8-inch  disappearing  guns  will 
all  await  platforms  by  the  end  of  the  fiscal  year;  and  additional 
emplacements  for  three  12-inch  guns  on  lifts  and  two  10-inch  guns  on 
disappearing  carriages  will  be  under  way.    Kot  only  will  they  await 
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platforms,  but  the  emplacements  can  not  be  completed  until  the  plat- 
forms are  built.  The  platforms  are  anchored  by  bolts  to  masses  of  con- 
crete, and  it  is  important  that  the  lower  roller  paths  of  the  platforms 
should  be  on  hand  when  these  masses  are  put  in  place,  since  the  bolts 
are  embedded  in  the  concrete  work  and  must  be  accurately  placed  to 
receive  the  roller  paths.  Thus,  while  appropriations  are  made  for  the 
construction  of  guns  and  of  their  emplacements,  the  end  of  these 
appropriations  is  not  attained  so  long  as  no  money  is  available  for  the 
construction  of  carriages.  The  Ordnance  Department  has  a  disappear- 
ing carriage  which  has  been  proved  to  be  perfectly  adapted  to  the  8- 
inch  andlO-inch  guns.  Were  that  Department  authorized  and  provided 
with  funds  to  turn  out  carriages  of  the  type  referred  to,  there  would  then 
be  a  prospect  of  five  12-inch  guns  and  twenty  four  guns  of  10-inch  and 
8-inch  caliber  being  added  to  the  defenses  of  our  seacoast  and  capital 
The  act  approved  August  1, 1894,  appropriated  $400,000  for  the  con- 
struction of  gun  and  mortar  batteries  and  $100,000  for  that  of  gun  and 
mortar  platforms.  From  these  appropriations  allotments  have  been 
made  as  follows: 

For  preparing  plans  and  estimates  of  certain  batteries  in  Portland  Harbor, 
Maine $1,200 

Completing  mortar  battery  in  Boston  Harbor,  Massachusetts 6, 400 

Commencing  a  battery  for  three  12-inch  gnns  on  lifts  for  the  defense  of 
Philadelphia,  Pa 260,000 

Construction  of  three  emplacements  for  10- inch  gnus  on  disappearing  car- 
riages for  the  defense  of  Peusacola  Harbor,  Florida 105, 000 

Unallotted 27,400 

400,000 

For  completing  the  mounting  of  16  mortars  in  battery  for  the  defense  of 

Boston  Harbor,  Massachusetts 24, 000 

Same  for  32  mortars  for  the  defense  of  New  York  Harbor,  New  York 21, 000 

Same  for  16  mortars  and  for  one  12-inch  gun  on  nondisappearing  carriage 

for  the  defense  of  San  Francisco  Harbor,  California 29, 641 

UnaUotted 25,359 

100,000 
PKESEEVATION   AND   BEPAIB   OF  FOETIFICATIONS. 

An  act  approved  February  18,  1893,  appropriated  the  sum  of  $45,000 
to  be  applied  to  the  preservation,  etc.,  of  works  for  which  there  was  no 
special  appropriation.  Such  works  number  about  75,  In  other  words, 
the  amount  appropriated  averages  about  $600  per  work,  or  about 
enough  to  pay  for  one  custodian  at  each  place,  provided  all  was  devoted 
to  that  purpose,  and  was,  iu  fact,  less  than  one-hall'of  what  the  officers 
in  charge  of  different  works  estimated  as  necessary. 

During  the  year  11  new  platforms  were  constructed  and  2  platforms 
repaired  to  enable  artillery  target  practice  to  be  had  or  continued;  case* 
mates,  buildings,  revetments,  sewers,  fences,  and  sea  walls  were  repaired. 
As  authorized  by  law,  part  of  the  expense  of  the  clerical  force  of  this 
office  was  met  from  this  appropriation,  and  fort-keepers,  when  needed, 
were  paid  from  it. 

Last  fiscal  year  was  marked,  by  numerous  and  severe  storms,  no  less 
than  seven,  which  occasioned  considerable  damage.  At  two  places  it 
was  estimated  that  the  cost  of  repair  would  amount  to  more  than  two- 
thirds  of  the  sum  appropriated.  But  funds  were  not  even  available 
for  completing  the  modification  and  the  construction  of  platforms  for 
artillery  practice,  so  the  damage  due  to  storms  could  not  be  repaired. 

!For  the  present  fiscal  year  the  sum  of  $45,000  was  again  appropri- 
ated, an  amount  far  too  small  for  meeting  urgent  demands. 
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SITES  FOB  FORTIFICATIONS. 

Fort  McClary  Reservation^  Maine. — By  act  approved  January  23, 

1893,  Congress  authorized  tlie  Secretary  of  War  to  convey  to  school 
district  numbered  twelve  of  Kittery,  Me.,  a  certain  described  portion  of 
this  reservation  in  exchange  for  other  land,  and  appropriated  $900  for 
the  necessary  expenses,  and  for  the  purpose  of  fitting  the  new  site  for 
the  accommodation  of  the  schoolhouse,  and  of  moving  the  said  school- 
house  to,  and  putting  it  up  on,  the  said  new  site.  The  transfer  of  the  sites 
was  accomplished  by  deed,  dated  June  22, 1893,  from  the  inhabitants  of 
the  school  district  numbered  twelve  of  Kittery,  Me.,  to  the  United 
States,  and  by  deed,  dated  December  4, 1893,  from  the  Secretary  of  War 
to  the  Inhabitants  aforesaid. 

Contract  has  been  made  for  preparing  the  new  site  and  moving  the 
schoolhouse  and  establishing  it  thereon  for  $575.  At  the  close  of  the 
fiscal  year  the  foundation  on  the  new  site  was  ready  for  the  building. 

Cushingg  Island^  Portland  Harbor,  Maine. — The  project  for  the 
defense  of  Portland  Harbor  contemplates  the  establishment  of  batter- 
ies on  this  island.  The  owners  demanded  more  for  the  site  than  was 
thought  to  be  a  reasonable  price,  and,  as  authorized  by  the  act  approved 
August  18,  1890,  condemnation  proceedings  were  brought, looking  to 
the  acquisition  of  about  33.4  acres  of  land.  The  matter  was  taken  up 
by  the  United  States  district  court  in  December,  1893,  and  an  award 
of  $112,240  was  made.  This  was  accepted  by  the  Government  and  the 
payments  were  made  early  in  June,  1894,  excepting  one  item  of  $9,000 
due  the  company  owning  a  hotel  adjoining  the  property  taken,  this 
amount  being  in  compensation  for  certain  easements  held  over  the  land 
taken.  The  hotel  company  at  first  declined  to  settle  on  the  basis  of  the 
award,  claiming  that  by  an  appeal,  proposed  to  be  taken,  a  larger  sum 
could  DC  recovered  from  the  United  States,  but  has  recently  decided  to 
accept  the  amount  awarded.    The  cost  of  this  site  is  $112,423.60, 

Grovers  Cliffy  Boston  Harbor,  Massa^hmetts. — Condemnation  pro- 
ceedings were  in  progress  at  the  commencement  of  the  fiscal  year  for 
the  acquisition  of  such  parts  of  the  sites  as  could  not  be  obtained  by 
agreement  with  the  owners. 

While  the  legal  proceedings  were  in  progress  ofi'ers  of  compromise  were 
received,  and  having  been  approved  by  the  Secretary  of  War,  the  dis- 
trict attorney  on  March  9, 1894,  by  direction  of  the  Attorney-General, 
discontinued  the  suits,  as  <^a  good  title  has  been  obtained  to  all  the 
land  for  the  Government." 

The  total  area  acquired  in  this  vicinity  is  60.3  acres,  and  at  a  cost  of 
$270,642.79.  But  some  buildings  w^hich  it  was  necessary  to  have 
removed  from  the  sites  were  sold  at  auction  for  87,045,  so  the  net  cost  oif 
the  property  was  $263,697.79. 

Sullivans  Island,  Charleston  Harbor,  South  Carolina. — ^The  Secretary 
of  War  informed  the  governor  of  the  State  of  South  Carolina,  April  3, 

1894,  that  the  project  for  the  defense  of  this  harbor  contemplated  the 
erection  of  three  batteries  on  this  island,  and  requested  his  cooperation 
in  obtaining  the  passage  of  an  act  by  the  legislature  of  the  State 
ceding  the  title  to,  and  jurisdiction  over,  the  sites  of  these  batteries  to 
the  United  States.  Section  355,  Kevised  Statutes,  forbids  the  expend- 
iture of  public  money  upon  sites  for  fortifications  to  be  built  by  the 
United  States  until  the  title  to,  and  the  jurisdiction  over,  the  same  are 
iu  the  United  States. 
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SEA  WALLS  AND   EMBANKMENTS. 

Islands  in  iNew  York  Harbor,  in  charge  of  Lieut.  Col.  H.  M.  Robert. 
Corps  of  Engineers. 

Bedloes  Island, — The  sea  wall  has  been  in  need  of  repairs  for  a  num- 
ber of  years  and  has  suffered  severely  from  storms  during  the  year, 
particularly  from  that  of  April  11, 1894,  and  its  condition  is  now  such 
that  the  process  of  deterioration  would  go  on  at  a  rapidly  increasing 
rate  in  succeeding  storms.  These  repairs  have  therefore  been  ordered, 
and  the  cost  will  be  defrayed  in  part  from  the  appropriation  for  pres- 
ervation and  repair  of  fortifications.  About  580  linear  feet  of  new 
wall  is  raquired  to  complete  the  circuit  of  the  island,  at  an  estimated 
cost  of  $25,000. 

Governors  Island. — During  the  past  year  the  riprapping  of  the  foun- 
dations of  the  walls  was  completed,  the  pointing  of  the  masonry  walls 
was  finished,  the  embankment  back  of  the  west  sea  wall  was  pro- 
tected by  covering  it  with  broken  stone  for  a  width  of  12  feet,  and  the 
old  engineer  landing  near  Castle  Williams  wa«  extended  and  repaired. 

The  project  for  sea  walls  on  this  island  is  completed,  and  no  further 
appropriation  is  needed  for  that  work  at  present. 

havids  Island, — The  sea  wall,  954  feet  long,  completed  in  1890,  and 
its  embankment  are  in  good  condition.  Slight  repair  to  the  embank- 
ment is  needed  where  heavy  storms  have  washed  away  part  of  the 
earth. 

A  survey  of  the  shores  of  the  island,  made  in  June,  1891,  to  prepare 
estimates  of  cost  of  other  needed  sea  walls  upon  this  island,  showed 
that  protection  is  needed  at  the  west  shore,  north  of  the  coal  dock.  A 
suitable  sea  wall  with  embankment  at  this  place  is  estimated  to  cost 
$30,000. 

Estimates  for  other  sea  walls  were  also  presented,  but  J:hey  are  not 
deemed  of  as  iiressing  importance  as  this  one. 

Defenses  of  Baltimore^  Md, — Col.  W.  P.  Craighill,  Corps  of  Engi- 
neers, in  charge.  The  sea  wall  of  Fort  McHenry  is  in  need  of  exten- 
sive repairs,  the  cost  of  which  is  estimated  at  not  less  than  $10,000. 

WATER   SUPPLY  AT   FORT  MONROE,   VIRGINIA. 

Officer  in  charge,  Maj.  C.  E.  L.  B.  Davis,  Corps  of  Engineers,  with 
First  Lieut.  G.  A.  Zinn,  Corps  of  Engineers,  under  his  immediate  orders 
until  May  4,  1894;  Division  Engineer,  Col.  W.  P.  Craighill,  Corps  of 
Engineers. 

The  supply  of  water  is  dependent  upon  rain  water  stored  in  cisterns 
and  water  of  inferior  quality  pumped  through  iron  pipes  from  across 
Mill  Creek.  An  adequate  supply  of  wholesome  water  within  the  limits 
of  the  fortification  should  be  obtained,  if  possible.  The  act  of  February 
24,1891,  appropriated  §6,000  for  an  artesian  well,  but  this  amount  is 
not  deemed  sufficient  to  sink  a  well  to  a  depth  thought  necessary. 
A  brief  account  of  previous  attempts  at  sinking  artesian  wells  and  a 
resume  of  ioformation  collected  during  the  fiscal  year  ending  June  30, 
1893,  are  given  in  Appendix  6  A  of  the  report  of  the  Chief  of  Engineers 
for  that  year.  The  local  officer  recommends  an  appropriation  of  $14,000 
additional  to  the  $G,000  already  appropriated. 
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K5TIMATKS   OF  APPROPRIATIONS  REQUIRJCD   FOR   1895-'96. 

For  construction  of  {j^un  and  mortar  batteries,  to  be  applied  to  emplace- 
ments, and  platforms,  and  mounting  guns  and  mortars $1, 000, 000 

For  purchase  of  land  for  fortifications 250, 000 

For  protection,  preservation,  and  repair  of  forti  ti cat  ions 85, 000 

For  preparation  of  plans  for  fortifications '. 5, 000 

For  sea  walls  and  embankments 65,000 

For  artesian  well  at  Fort  Monroe,  Va 14, 000 

For  purchase  of  submarine  mines  and  necessary  appliances  to  operate 

them  for  closing  tbe  channels  leading  to  our  principal  seaports 50, 000 

For  needful  casemates,  cable  galleries,  etc.,  from  which  to  operate  siib- 

marino  mines 50, 000 

1,519,000 
THE  BOARD  OF  ENGINEERS. 

The  Board,  as  at  present  constituted,  consists  of  the  following  oflScers 
of  the  Ooq)3  of  En^^ineers:  Gol.  Henry  L.  Abbot,  Col.  C.  B.  Comstock, 
Lieut.  Col.  Henry  M.  Robert,  and  Lieut.  Col.  G.  L.  Gillespie. 

Col.  G.  H.  Mendell,  Corps  of  Engineers,  is  also  a  member  of  the 
Board  when  it  is  acting  upon  matters  pertaining  to  defensive  works 
on  the  Pacific  coast;  and  Col.  W.  P.  Craighill,  Corps  of  Engineers,  is  a 
member  of  the  Board  when  it  is  considering  subjects  relating  to  defen- 
sive works  in  the  southeast  division. 

The  Board  has  considered  the  various  subjects  referred  to  it  during 
the  past  year  by  the  Chief  of  Engineers,  and  the  following  is  a  brief 
summary  of  the  reports  rendered  thereon : 

1893,  July  7.  On  gun  platform  for  8-inch  nondisappearing  carriage. 

August  5.  On  diameter  of  holes  for  hold-down  bolts  for  platforms 
for  vS-inch  nondisappearing  carriage. 

August  23.  On  sites  at  Fort  Monroe  for  platforms  for  8-inch  barbette 
B.  L.  rifle. 

August  23.  On  Senate  bill  No.  54,  for  bridge  across  the  Hudson  River 
between  New  York  City  and  New  Jersey. 

August  23.  On  miuing  casemate  and  cable  gallery  at  Fort  Pickens, 
Fla. 

August  24.  On  Senate  bill  No.  296,  authorizing  the  construction  of 
bridges  over  the  Hudson  River  between  New  York  and  New  »Jersey. 

September  12.  Detailed  plans  for  the  defense  of  Baltimore,  Md. 

September  13.  On  modifications  of  plans  for  cmplticeraent  for  seven 
lO-inch-gnn  battery  at  Fort  Hamilton,  N.  Y. 

October  14.  On  repairs  rendered  necessary  at  Fort  Sumter,  S.  C,  on 
account  of  damage  by  storms. 

October  14.  On  retention  in  service  of  Mr.  Jay  Stone,  chief  clerk  and 
stenographer  to  the  Board. 

October  16.  On  the  use  of  iron  beams  in  place  of  concrete  arches  in 
gun-lift  battery  construction. 

October  14.  On  permanent  platforms  for  10-inch  and  12-inch  nondis- 
appearing barbette  carriages. 

October  28.  On  the  Payne  auto-mobile  torpedo. 

November  2.  On  hold-down  bolts  for  mortar  carriages. 

November  15.  On  Mr.  E.  Kind's  device  for  constructing  forts  and 
war  vessels. 

November  15.  On  the  use  of  a  positive  lock  for  hold-down  bolts  for 
mortar  carriages. 

December  18.  Detailed  plans  for  the  defense  of  Mobile,  Ala. 

1894,  January  29.  Detailed  plans  for  the  submarine  mine  defense  of 
Philadelphia,  Pa. 
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February  15.  On  acquisition  of  land  for  the  defense  of  Key  West, 
FJa. 

March  C.  Detailed  plans  for  the  defense  of  the  mouth  of  the  Cape 
Fear  Eiver  and  Wilmington,  K.  0. 

l^Tarch  6.  Detailed  plans  for  the  submarine  mine  defense  of  the 
mouth  of  the  Gape  Fear  Eiver  and  Wilmington,  F.  C. 

March  13.  On  modification  of  plans  for  2 -gun  battery  at  Portland 
Head,  Maine. 

March  22.  On  a  uniform  plan  for  firing  mortars  in  seacoast  batteries^ 
accomi>anied  by  a  memorandum  by  OoL  Abbot  on  firing  arrangements 
for  the  typical  mortar  battery. 

April  3.  Detailed  plans  for  the  defense  of  Key  West,  Fla. 

April  5.  Detailed  plans  for  the  defense  of  Philadelphia,  Pa. 

April  24.  On  modification  of  plans  for  5-gun  battery  emplacement  at 
Fort  Wadsworth,  N.  Y. 

April  25.  On  acquisition  of  land  for  the  defense  of  Key  West,  Fla. 

In  the  performance  of  the  duties  of  the  Board  The  following  personal 
examinations  were  made: 

Under  the  orders  of  the  Chief  of  Engineers,  dated  September  14, 1893, 
the  Board  made  an  inspection  of  the  defensive  sites  at  New  Castle,  DeL, 
DelaAvare  City,  Finns  Point,  and  Fort  Delaware. 

Under  the  orders  of  the  Chief  of  Engineers,  dated  December  13, 1893, 
the  Board  made  an  inspection  of  the  defensive  sites  at  Wilmington, 
N.  C,  and  at  the  mouth  of  the  Cape  Fear  Eiver. 

Under  the  orders  of  the  Chief  of  Engineers,  dated  December  13, 1893, 
the  Board  made  an  inspection  of  the  defensive  sites  at  Key  West,  Fla. 

Under  the  orders  of  the  Chief  of  Engineers,  dated  March  8, 1894,  the 
Board  made  an  inspection  of  sites  for  the  defense  of  San  Diego,  CaL, 
of  the  mouth  of  the  Columbia  Eiver,  and  of  Puget  Sound. 

In  addition  to  their  duties  with  The  Board  of  Engineers,  the  individ- 
ual members  of  the  Board  have  been  otherwise  engaged,  as  follows: 

1.  Col.  Henry  L.  Abbot,  the  president  of  the  Board,  has  continued 
as  Division  Engineer  of  the  Northeast  Division;  as  president  of  the 
Board  to  establish  harbor  lines  for  the  harbor  of  New  York  and  its 
adjacent  waters,  and  as  member  of  the  Board  of  Ordnance  and  Forti- 
fication. He  has  also  served  as  president  of  a  board  for  the  examina- 
tion of  officers  of  the  Corps  of  Engineers  with  a  view  to  promotion;  as 
president  of  a  board  to  consider  and  report  on  proposed  docks  at  Squaw 
Island,  Niagara  Eiver,  and  under  instructions  from  the  Chief  of  Engi- 
neers, dated  July  30, 1892,  June  30, 1893^  and  March  1, 1894,  has  inspected 
the  engineering  works  in  the  charge  or  Lieut.  Cols.  Eobert,  Hains,  Gil- 
lespie, Smith,  Mansfield,  and  King,  Corps  of  Engineers,  as  well  as  those 
of  the  six  district  officers  of  the  Northeast  Division. 

2.  Col.  C.  B.  Comstock  has  served  as  Division  Engineer  of  the  South-  * 
west  Division;  as  member  of  the  Board  of  Visitors  to  the  U.  S.  Engi- 
neer School;  as  president  of  the  Mississippi  Eiver  Commission;  as 
member  of  the  board  to  establish  harbor  lines  for  the  harbor  of  New 
York  and  its  adjacent  waters;  as  member  of  the  board  to  establish 
harbor  lines  for  the  port  of  Philadelphia;  has  been  a  member  of  a 
board  to  make  investigation  as  to  certain  bridges;  as  member  of  a 
board  to  consider  and  report  on  proposed  docks  at  Squaw  Island, 
Niagara  Eiver;  as  member  of  a  board  for  the  examination  of  Engi- 
neer officers  with  a  view  to  promotion;  and  has  been  a  member  of  a 
general  court-martial. 

3.  Lieut.  Col.  Henry  M.  Eobert  has  been  the  disbursing  officer  of  The 
Board  of  Engineers.    He  has  conducted  the  various  works  of  river  and 
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harbor  improvement  and  fortifications  under  bis  cbarge,  and  bas  served 
as  a  member  of  the  Board  of  Visitors  to  tbe  U.  S.  Engineer  Scbool;  as 
a  member  of  tbe  board  for  establisbment  of  barbor  lines  for  tbe  bar- 
bor  of  New  York  and  its  adjacent  waters,  and  of  Stamford  Harbor, 
Connecticut,  and  as  member  of  a  board  for  examination  of  officers 
of  tbe  Corps  of  Engineers  witb  a  view  to  promotion.  He  is  also  cbarged 
witb  tbe  supervision  of  tbe  construction  of  a  bridge  across  Nortons 
Creek,  Hempstead,  N.  Y. 

4.  Lieut.  Col.  G.  L.  Gillespie,  in  addition  to  conducting  tbe  various 
works  of  river  and  barbor  improvement  and  of  barbor  defense  with 
wbicb  be  was  cbarged  during  tbe  year,  bas  continued  to  serve  as  a 
member  of  tbe  Board  of  Visitors  to  tbe  TJ.  S.  Engineer  Scbool,  and  as 
a  member  of  tbe  barbor  line  boards  for  tbe  harbors  of  Kew  York,  and 
of  Stamford,  Bridgeport,  and  Nor  walk.  Conn.  He  bas  also  been  desig- 
nated to  represent  tbe  War  Department  at  tbe  Sixtb  Congress  of 
Internal  Navigation  to  be  held  at  Tbe  Hague,  Netherlands,  July  22 
to  28, 1894. 

POST  OF  WILLETS  POINT,  N.  Y. — U.  S.  ENGINEER  SCHOOL — BATTALION 
OF  ENGINEEES — ENGINEER  DEPOT. 

Officer  in  command,  Lieut.  Col.  W.  R.  King,  Corps  of  Engineers. 

POST  OF  WILLBTS  POINT,  N  Y. 

At  tbe  close  of  tbe  fiscal  year  tbe  garrison  consisted  of  23  commis- 
sioned officers  and  380  enlisted  men,  including  officers  and  noncom- 
missioned officers  of  tbe  general  stafi',  student  officers,  and  enlisted 
men  of  tbe  Hospital  Corps.  This  is  a  gain  of  2  officers  and  45  enlisted 
men  in  strengtb  over  last  year's  report. 

U.  S.  ENGINEER  SCHOOL. 

During  tbe  year  3  engineer  officers  and  4  line  officers  completed  tbe 
course,  and  1  artillery  and  4  infantry  officers,  who  have  completed  the 
laboratory  duty,  are  still  engaged  in  tbe  practice  work  of  planting  and 
operating  torpedoes,  wbicb  will  be  completed  October  1, 1894.  First 
Lieut.  A.  B.  Shattuck,  Twenty-fiftb  Infantry,  was  relieved  from  duty 
at  U.  S.  Engineer  Scbool  May  2, 1894,  in  compliance  witb  Special  Orders 
100,  A'djutant-GeneraPs  Office,  April  28,  1894. 

All  have  manifested  intelligence  and  interest  in  tbe  work  and  are 
entitled  to  certificates  of  proficiency  in  one  or  more  of  tbe  brancbes 
they  have  been  studying  and  practicing. 

BATTALION  OF  ENGINEERS. 

The  legal  strength  of  the  Battalion  of  Engineers  is  5  companies  of 
150  men  each,  witb  a  sergeant-major  and  a  quartermaster-sergeant, 
and  is  officerea  by  details  from  tbe  commissioned  officers  of  tbe  corps. 

Tbe  present  strength  is  17  officers  and  466  enlisted  men. 

Tbe  autborized  strength  of  Companies  A,  B,  and  0,  wbicb  are 
stationed  at  Willets  Point,  is  133  men  each,  and  of  Company  E,  stationed 
at  West  Point,  N.  Y.,  100  men. 

The  total  losses  from  all  causes  during  tbe  year  have  been  152,  and 
the  total  gain  200,  making  a  net  gain  of  48  men. 

The  Battalion  of  Engineers  bas  been  employed  during  tbe  year  at 
ENG  94 2 


Digitized  by 


Google 


18     REPORT  OF  THE  CHIEF  OF  ENGINEERS,  U.  S.  ARMY. 

engineer,  ponton,  and  torpedo  drills,  infantry  drills,  rifle  practice,  and 
pliotograiihy,  and  Company  E,  at  West  Point,  has  assisted  in  the 
instruction  of  cadetis  in  military  engineering  and  ponton  drill. 

Of  the  5  companies  constituting  the  legal  strength  of  the  battalion,  1 
company  at  i)resent  exists  only  on  paper.  In  time  of  threatened  danger 
to  our  seacoast,  engineer  troops  will  be  called  upon  to  prepare  the 
fixed  submarine  mining  defenses  of  our  harbors.  With  the  full  legal 
strength,  their  number  must  be  insuflScient  for  this  work,  when  we 
consider  the  number  of  places  to  be  simultaneously  prepared.  Mining 
casemates  are  building,  several  are  completed;  but  the  necessary  force 
to  plant  the  mines  to  be  operated  from  these  casemates  does  not  exist. 
Some  slight  relief  may  be  obtained  by  restoring  each  and  every  com- 
pany to  its  full  legal  strength  of  150  men.  Supposing  this  done,  750 
men  is  but  a  small  nucleus  around  which  to  further  develop  engineering 
enlisted  strength  in  time  of  danger.  The  fifth  company  thus  restored 
to  an  active  existence,  one  of  the  others  should  bo  stationed  on  the 
Pacific  coast;  and  by  its  presence  there  valuable  time  would  be  saved, 
which  otherwise  would  be  devoted  to  the  transportation  of  the  com- 
pany across  the  continent,  wlien  that  coast  is  threatened. . 

Among  the  recommendations  of  Lieut.  Col.  W.  E.  King,  Corps  of 
Engineers,  commanding  this  battjalion,  is  one  to  increase  the  pay  of 
noncommissioned  oflicers.  Especially  should  some  increase  be  given 
to  those  who  are  detailed  as  first  sergeants  of  companies;  and  $40  per 
month  for  the  first  two  years'  service,  with  increments  as  now  for 
additional  years  of  service,  would  not  be  excessive  for  this  class  of  non- 
commissioned officers.  Some  ideaof  the  intelligence  andduties  required 
of  them  may  be  had  from  the  more  detailed  report  of  Lieut,  Col.  King, 
to  be  found  in  Appendix  No.  5. 

ENGINEER   DEPOT. 

The  engineer  depot  is  the  repository  of  tools  and  materials  for 
pontoon  bridges,  sieges,  torpedo  service,  and  instruments  for  surveys 
and  astronomical  work  upon  which  the  Corj)s  of  Engineers  may  be 
engaged. 

Some  additions  have  been  made  to  the  stock  of  pontoon  materials, 
and  those  on  hand  have  been  overhauled  and  repaired  when  necessary. 

Surveying,  astronomical,  and  electrical  instruments  have  been 
repaired  by  enlisted  men  detailed  for  the  purpose,  and  such  .new. 
instruments  as  were  needed  for  issue  to  officers  in  the  field  have  been 
purchased  in  the  usual  manner. 

Torpedo  materials  have  also  been  procured  and  sent  to  such  points 
as  have  been  designated  for  storage. 

About  84  miles  of  single  and  multiple  cable  for  torpedo  defense  has 
been  bought  and  about  60  miles  of  it  has  been  delivered. 

A  new  concrete  tank  for  storing  cable,  the  third  in  number,  has  been 
built  and  the  cable  is  now  being  stored  in  it. 

Experiments  with  explosives,  building  materials,  and  with  the  Sims 
Edison  torpedo  have  been  continued  during  the  yeiir. 

Minor  repairs  have  been  made  to  buildings,  and  the  engineer  models 
sent  to  the  World's  Columbian  Exposition  have  been  received  back, 
unpacked  and  properly  arranged  and  labeled  in  the  model  building. 

Suitable  additions  have  been  made  to  the  Engineer  School  Library 
of  recent  books  on  military  and  civil  engineering  and  kindred  scien- 
tific subjects. 
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STATKMENT  OF   FUNDS. 

Congress  has  at  various  times  appropriated  as  follows: 

1.  For  engineer  depot  at  Willets  Point,  N.  Y.,  for  fiscal  year  ending  June 

30,1894 $11,000.00 

Expended  and  pledged 10, 612. 37 

2.  For  engineer  depot  at  Willets  Point,  N.  Y.  (no  limit),  for  fireproof  storo- 

liouse 16,000.00 

J  uly  1, 1894,  balance  unexpended  and  available 2, 031. 21 

3.  For  torpedoes  for  harbor  defense,  act  September  22, 1888 : 

July  1,  1893,  balance  unexpended 5, 000. 00 

July  1, 1894,  balance  unexpended  and  available 5, 000. 00 

4.  For  torpedoes  lor  harbor  defense,  act  March  2, 1889 : 

July  1,  1893,  balance  unexpended 18,362.87 

July  1,  1894,  balance  unexpeuded  and  available 9, 169. 03 

5.  For  torpedoes  for  harbor  defense,  act  August  18,  1890 : 

July  1,  1893,  balance  unexpended ^.     24, 598. 85 

July  1, 1894,  balance  unexpended  and  available 23,  072. 60 

6.  For  torpedoes  for  harbor  defense,  act  February  24, 1891 : 

Jnly  1,  1893,  balance  unexpended 83. 70 

7.  For  torpedoes  for  harbor  defense,  acts  March  2,  1889,  and  August  18, 

1890  (reallotmcnt^s  for  purchase  of  submarine  cable) : 
July  1,  1893,  balance  unexpended ^ 74, 961. 12 

8.  Board  of  Ordnance  and  Fortification,  act*  Febritary  24, 1891  (lor  tele- 

graph line  between  Forts  Wads  worth  and  Hamilton,  N.  Y.) : 

September  12,  1893,  amount  allotted 1, 275. 00 

9.  For  engineer  depot  at  Willets  Point,  N.  Y.,  for  the  fiscal  year  ending 

June  30, 1895 10,000.00 

There  will  be  required  for  the  fiscal  year  ending  June  30, 1896,  for  the 
engineer  depot  at  Willets  Point,  !N^.  Y.,  the  following:,  viz: 

1.  For  incidental  expenses  of  dej^ot $5, 000. 00 

2.  For  purchase  of  materials  for  instruction  of  battalion 500. 00 

3.  For  purchase  and  repair  of  instruments 3, 000.  00 

4.  For  purchase  and  binding  of  professional  works  for  library 500. 00 

Total 9,000.00 

(See  Appendix  Ifo.  5.) 

RIVER  AND   HARBOR    IMPROVEMENTS. 

The  ftinds  with  which  the  works  for  the  improvement  of  rivers  and 
barbor<s  were  prosecuted  during  the  last  fiscal  year  were  derived  from 
the  appropriations  by  the  river  and  harbor  act  approved  July  13, 1892, 
and  appropriations  in  the  sundry  civil  act  approved  March  3,  1803,  for 
certain  works  on  account  of  which  contracts  were  to  be  made  for 
completion  as  provided  in  the  acts  of  September  19,  1890,  and  July  13, 
1892,  and  such  balances  of  former  approi)riati()n8  as  were  available. 

A  biief  statement  derived  from  the  reports  of  the  officers  in  charge 
of  the  several  works  hereinafter  given  sets  forth  the  condition  of  each 
improvement,  the  extent  of  work  performed  during  the  last  fiscal  year, 
the  amount  expended,  and  estimate  of  amount  required  for  its  comple- 
tion. 

Section  2  of  the  river  and  harbor  act  approved  March  2, 1867, 
requires  that  the  Secretary  of  War  shall  annually  submit  to  Congress 
a  full  estimate  of  the  entire  and  permanent  completion  of  each  river 
and  harbor  work,  and  of  the  amount  that  can  be  profitably  expended 
on  each  uncompleted  work  in  the  next  fiscal  year. 

Reports  are  appended  of  the  work  accomplished  in  the  removal  of 
wrecks  obstructing  or  endangering  navigation,  as  provit'ed  for  in 
section  4  of  the  river  and  harbor  act  approved  June  14,  1880,  and 
enlarged  by  provision  in  the  river  and  harbor  act  of  August  2, 1882. 
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Under  the  authority  given  to  the  Secretary  of  War  in  section  12  of 
the  river  and  harbor  act  approved  September  19, 1890,  harbor  lines 
have  been  established  at  the  following  localities:  Greenport  Harbor, 
Patohogue  Itiver,  Ilarlem  River,  Westchester  Creek,  and  Niagara  River 
at  Squaw  Island,  New  York;  Shrewsbury  River  near  Sea  Bright,  N,  J.  j 
Delaware  River  at  Philadelphia,  Pa.,  and  Camden,  K.  J.;  Obio  River 
between  Martins  Ferry  and.Bellaire,  Ohio;  Missouri  River  at  Kansas 
City,  Kaus.,  and  Kansas  City,  Mo. ;  Superior  Bay  and  Oconto  Harbor, 
Wisconsin;  Saint  Joseph  Harbor,  Michigan;  San  Francisco  Bay  and 
Oakland  Harbor,  and  Napa  Eiver  at  Napa,  Cal. ;  and  Everett  Harbor, 
Washington. 

Examinations  were  made,  whenever  required  by  the  committees  of 
Congress,  of  bills  authorizing  the  construction  of  bridges  upon  which 
the  views  of  the  War  Department  were  desired.  Of  the  bills  so  exam- 
ined, 32  originated  in  the  Senate  and  57  in  the  House  of  Representatives. 

During  the  fiscal  year  examinations  were  made  of  such  plans  and 
locations  as  were  submitted  by  parties  interested  of  bridges  proposed 
to  be  built  over  navigable  waters  subject  to  the  approval  of  the  Secre- 
tary of  War,  as  authorized  by  acts  of  Congress.  A  brief  statement  is 
given  of  the  action  had  in  such  cases. 

Under  sections  4  and  5  of  the  river  and  harbor  act  approved  Septem- 
ber 19, 1890,  persons,  corporations,  or  associations  owning  or  controlling 
bridges  over  navigable  waterways  of  the  United  States,  which  are 
unreasonable  obstructions  to  the  free  navigation  of  such  waters,  after 
being  given  a  reasonable  opportunity  to  be  heard,  have  been  notified 
to  so  alter  the  bridges  as  to  render  navigation  through  or  under  them 
reasonably  free,  easy,  and  unobstructed.  In  each  case  the  changes 
required  to  be  made  were  specified  in  the  notice,  and  reasonable  time 
was  prescribed  in  which  to  make  them.  A  detailed  statement  of  the 
cases  is  given  further  on  in  this  report. 

Reports  made  in  compliance  with  the  requirements  of  section  2  of  the 
river  and  harbor  act  of  July  6,  1884,  and  section  4  of  that  of  August  6, 
1886,  of  instances  in  which  piers,  breakwaters,  or  other  works  built  by 
the  United  States  in  aid  of  commerce  or  navigation  are  used,  occupied, 
or  injured  by  a  corporation  or  an  individual,  will  be  found  in  Appendix 
A  A  A. 

The  engineering  works  in  the  charge  of  this  office  are  arranged  in 
five  divisions,  and  officers  of  the  corps  assigned  as  division  engineers 
to  overlook  the  works,  as  follows: 

West  of  the  Rocky  Mountains:  Pacific  Division,  Col.  George  H. 
Mendell.  East  of  the  Rocky  Mountains:  Northeast  Division,  Col. 
Henry  L.  Abbot;  Southeast  Division,  Col.  William  P.  Craighill;  South- 
west  Division,  Col.  Cyrus  B.  Comstock;  Northwest  Division,  Col. 
Orlando  M.  Poe. 

South  Pass  of  tJie  Mississippi  River, — During  the  fiscal  year  ending 
June  30, 1894,  the  legal  channel  was  maintained  at  the  head  of  the  pass 
and  through  the  jetties  at  its  mouth ;  but  during  a  period  of  fifteen  days 
such  channel  was  not  maintained  through  the  pas^  itself. 

ATLANTIC   COAST   AND   GULF   OF  MEXICO. 

IMPROVEMENT    OF  BIVEBS   AND  HARBORS  IN  MAINE  AND  NEW  HAMP- 
SHIRE. 

This  district  was  in  the  charge  of  Lieut.  Col.  Peter  C.  Hains,  Corps 
of  Pjugineers. 

i.  iSt.  Croix  River^  Maine. — An  examination  and  survey  of  the  St. 
Croix  River  were  made  under  the  provisions  of  the  river  and  harbor 
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act  of  August  11, 1888,  and  the  reports  on  same  were  published  in  the 
Annual  Report  of  the  Chief  of  Engineers  for  1890  (page  403).  The 
available  depth,  at  mean  low  water,  over  tlie  slioals,  was  found  to  be 
from  C.5  to  9.5  feet,  and  in  the  upper  part  of  the  harbor  at  Calais  but 
1.5  feet.  The  channel  was  also  narrow.  In  the  report  on  the  survey  it 
was  proposed  to  obtain  a  channel  12  feet  deep  at  mean  low  tide,  with  a 
general  width  of  200  feet,  but  narrowed  to  150  and  100  feet  at  the  upper 
end.  Such  an  improvement  would  enable  steamboats  to  reach  landings 
at  the  upper  end  of  the  harbor,  and  would  allow  large  lumber  vessels 
to  fully  load  at  the  wharves^  instead  of  having  to  drop  downstream 
about  4  miles  to  complete  their  cargoes. 

An  appropriation  of  $35,000  was  made  by  act  approved  September 
19, 1890,  coupled  with  the  inoviso  "that  the  Government  of  the  Domin- 
ion of  Canada  shall  expend  a  like  sum  in  the  improvement  of  said  river.^ 

No  work  has  yet  been  done,  pending  action  by  the  Dominion  Govern- 
ment, and  none  of  the  appropriation  has  been  expended. 

Julyl,  1893,  balance  unexpended $35,000.00 

July  1,  1894,  balance  unexpended *  35, 000. 00 

(  Amount  (estimated)  required  for  completion  of  existing  project 245, 000. 00 

<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867. 

(See  Appendix  A  1.) 

2.  Lubec  Channel^  Maine. — This  channel  lies  between  the  eastern 
extremity  of  the  State  of  Maine  and  Cami>obello  Island,  Dominion  of 
Canada. 

Originally  the  channel  was  but  5  feet  in  depth  at  mean  low  tide,  and 
but  2  feet  at  low  water  of  spring  tides. 

The  project,  adopted  in  1879  and  subsetiuently  modified,  was  for  a 
channel  275  feet  wide,  300  feet  wide  in  the  bends,  and  12  feet  deep  at 
mean  low  tide. 

The  expenditures  to  June  30,  1893,  amounted  to  $168,954.42. 

The  expenditures  during  the  fiscal  year  just  ended  were  20  cents, 
making  the  total  expenditures  to  the  close  of  the  year  $168,954.08. 

At  the  close  of  the  fiscal  year  1891  the  project  had  been  practically 
completed,  and  no  work  has  been  done  since. 

Under  the  provisions  of  the  river  and  harbor  act  of  September  19, 
1890,  an  examination  of  Lubec  Channel  was  made,  and  the  rei)ort  was 
publislied  in  the  Annual  Keport  of  the  Chief  of  Engineers  for  1891 
(page  616). 

July  1,  1893,  balance  unexpended $45. 58 

June  30,  18S4,  amount  expended  during  fiscal  year .26 

July  1,  1894,  balance  unexpended 45. 32 

Amount  appropriated  by  act  of  August  17,  1894 5, 000. 00 

Amount  available  for  fiscal  year  ending  June  SO,  1895 1 5, 045. 32 

(See  Appendix  A  2.) 

5.  Moosabec  BaVj  Maine, — Before  the  improvement  Avas  commenced 
the  entrance  at  the  eastern  end  of  Moosabec  lieach  was  difiicult,  the 
channel  being  crooked,  with  ledges  on  either  hand.  The  direct  entrance 
was  obstructed  by  a  bar,  on  which  the  depth  was  only  about  0  feet  at 
mean  low  tide. 


*The  act  of  August  17,  1894,  authorizes  the  Secretary  of  War,  in  his  discretion,  to 
expend  this  amount  in  the  improvement  of  Lubec  Channel. 
tTo  this  must  be  added  the  amount  transferred  from  St.  Croix  River. 
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The  project,  adopted  in  1881,  provided  for  a  chaunel  14  feet  deep  at 
mean  low  tide  and  not  less  than  200  feet  wide  through  the  bar  at  the 
eastern  entrance  to  the  reach.  In  1888  the  project  was  extended  to 
provide  for  widening  the  14-foot  channel  to  300  feet,  for  removal  of 
ledges  obstructing  the  channel,  and  for  the  construction  of  a  small 
breakwater  to  divert  cross  currents. 

The  expenditures  to  June  30,  1893,  were  $60,793.05.  At  that  date 
the  300  foot  channel  had  been  completed  to  the  full  projected  width 
and  depth,  the  breakwater  had  been  built,  and  a  small  quantity  of 
ledge  had  been  removed. 

The  expenditures  during  the  past  year  amounted  to  $14,638.36. 

The  operations  consisted  in  excavation  of  1,047  cubic  yards  of  ledge 
obstructing  the  western  approach  to  the  dredged  channel,  making  a 
depth  of  16  feet  at  mean  low  tide.  The  price  was  $13.35  per  cubic  yard, 
measured  in  place. 

Another  contract  was  made  March  22, 1 894,  for  continuing  the  removal 
of  ledge  in  the  western  approach  to  the  channel,  at  $13.25  x)er  cubic 
yard,  measured  in  place.  It  is  expected  to  remove,  under  this  contract, 
about  800  yards,  the  contract  to  be  completed  during  the  i)resent 
season.  The  work  was  commenced  in  May,  1894,  and  was  in  progress 
at  the  close  of  the  fiscal  year. 

The  benefits  derived  from  the  improvement  are  not  local,  the  thor- 
oughfare being  extensively  used  by  coastwise  vessels,  both  as  a  harbor 
of  refuge  and  as  a  sheltered  route. 

July  1,  1893,  balance  unexpended $24,206.35 

Juno  30,  1894,  amount  expended  during  iiscal  year 14,  038. 36 

July  1,  1894,  balance  unexpended 9,  567. 99 

July  1,  1894,  out8tandin«T  liabilities $:^00. 00 

July  1,  1894,  amount  covered  by  uncompleted  contracts 9, 000. 00 

9,300.00 

July  1,  1894,  balance  available 267.99 

Amount  appropriated  by  act  of  August  17,  1894 6,  000. 00 

Amouu t  available  for  fiscal  year  ending  June  30,  1895 6,  267. 99 

[  Amount  (estimafed)  required  for  completion  of  existing  project 59,  000. 00 

I  Amount  that  can  beprofitably  expended  in  fiscal  year  ending  June  30, 1896    25, 000. 00 
I  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
I         harbor  act  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(Sec  Appendix  A  3.) 

4.  Karraguagiis  River  ^  Maine, — The  obstruction  to  navigation  consisted 
in  a  bar  at  the  mouth  of  the  river,  over  which  there  was  a  navigable 
depth  of  less  than  G  feet  at  mean  low  tide,  and  less  than  4  feet  at 
extreme  low  tide. 

The  project  for  improvement  is  to  dredge  a  channel  not  less  than  200 
feet  wide,  having  11  feet  depth  at  mean  low  tide  from  the  deep  water 
of  the  bay  to  Long  Point,  and  a  depth  of  9  feet  from  thence  to  the 
anchorage. 

The  expenditures  to  June  30,  1893,  amounted  to  827,543.72.  At  that 
date  there  had  been  dredged  an  11-foot  channel  from  the  deep  water  in 
the  bay  in  toward  the  new  steamboat  wharf,  90  feet  wide,  with  a  space 
in  front  of  the  wharf  300  feet  wide.  From  the  new  steamboat  wharf  to 
the  old  one  near  Long  Point  the  channel  was  100  feet  wide,  with  a  turn- 
ing basin  in  front  of  the  old  wharf  300  feet  wide. 

The  exi)enditures  during  the  fiscal  year  ending  June  30,  1894, 
amounted  to  $15.08.    No  wor.k  was  in  progress  during  the  year.    Pro- 
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])osals  for  dredging  were  opened  October  3,  1892,  and  again  November 
16, 1892,  but  each  time  all  bids  were  rejected,  the  prices  being  high. 
The  work  will  be  again  advertised. 

July  1 ,  1893,  balance  unexpended $7, 456. 28 

J  unc  30,  1894,  amount  expended  during  fiscal  year 15. 68 

Jnly  1,  1894,  balance  nnexpended 7, 440.  60 

Amount  appropriated  by  act  of  August  17,  1894 5, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 12, 440.00 

I  Amount  (estimated)  required  for  completion  of  existing  i>ro.ject 10,  00: >.  00 

i  Amount  tbat  can  be  profi  tably  expended  in  fiscal  year  en  ding  J  une  30, 1 896  10,  000. 00 
I  Submitted  in  compliance  with,  requirements  of  sectious  2  of  river  and 
L     borbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  Ad) 

5.  BreaJcicater  from  Mount  Desei't  to  Porcupine  Island^  Bar  Harbor^ 
Maine, — The  anchorage  in  front  of  the  town  of  Bar  Harbor,  as  w^ell  as 
the  wharves  at  which  steamers  land,  is  exposed  to  storms  and  seas  from 
southerly  directions,  at  times  rendering  the  anchorage  insecnre,  and 
the  landing  of  passengers  and  freight  at  the  wharves  difficult. 

The  original  i)roject  was  to  construct  a  riprap  breakwater  in  a  direct 
line  from  Porcupine  Island  to  Dry  Ledge,  and  thence  to  within  a  short 
distance  of  Mount  Desert  Island.  The  direction  of  that  ])oriion  west 
of  Dry  Ledge  was  afterwards  slightly  changed,  so  that  the  westerly 
end  of  -the  breakwater  would  be  somewhat  farther  to  the  southward. 
In  January,  1893,  the  project  was  again  amended,  and  now  provides  for 
a  breakwater  on  the  direct  line  first  proposed,  but  somewhat  shorter, 
terminating  at  a  distance  of  about  600  feet  from  the  low-water  line  on 
Mount  Desert  Island,  reducing  the  estimated  cost  to  somewhat  more 
than  one-half  that  of  the  project  of  1890,  but  answering  all  needful 
requirements. 

The  expenditures  up  to  the  close  of  the  fiscal  year  ending  June  30, 
1893,  amounted  to  $53,535.92.  At  that  date  the  part  of  the  breakwater 
between  Porcupine  Island  and  Dry  Ledge  had  been  completed,  and 
9,921  tons  of  stone  had  been  deposited  in  the  work  west  of  Dry  Ledge. 

The  expenditures  during  the  fiscal  year  just  ended  were  $47,534.00. 

At  the  close  of  the  fiscal  year  1893  work  w^as  in  progress,  under  con- 
tract, on  that  part  of  the  breakwater  west  of  Dry  Ledge.  The  contract 
was  completed  early  in  October,  1893,  the  entire  quantity  of  stone  deliv- 
ered under  the  contract  being  49,258  tons;  the  breakwater  west  of  Dry 
Ledge  vras  at  that  time  completed  to  full  section  for  a  distance  of  325  feet. 

^November  22, 1893,  a  contract  for  continuing  the  construction  of  the 
breakwater  was  made  with  William  S.  White  of  Eockland,  Me.,  at  97 
cents  per  ton,  about  50,000  tons  of  stone  to  be  deposited.  The  con- 
tractor commenced  work,  late  in  April,  1894,  and  at  the  close  of  the 
fiscal  year  about  one  half  the  amount  of  stone  covered  by  the  contract 
bad  been  deposited  in  place. 

July  1, 1893,  balance  unexpt'nded $96,461.08 

June  30, 1894,  amonnt  expended  during  fiscal  year 47, 534. 60 

Jnly  1, 1804,  balance  unexpended 48,029.48 

July  1, 1894,  outstanding  liabilities $24,450.00 

July  1, 1894,  amount  covered  by  uncompleted  contracts 24, 250. 00 

48,700.00 

Jnly  1, 1894,  balance  available 229.48 

Amount  appropriated  by  act  of  August  17, 1894 10, 000. 00 

Amonnt  available  for  fiscal  year  ending  June  30, 1895 10, 229. 48 
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{Amount  (estimated)  required  for  completion  of  existing  project $260,  200. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    50, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acte  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

See  Appendix  A  5.) 

6.  Bagaduce  River^  Maine. — The  Bagaduce  is  a  small  stream  that 
empties  into  Penobscot  Bay  at  Castine,  Me.  The  upper  part  of  the 
river  divides  into  two  branches,  one  called  Northern  Bay,  and  the  other 
Sonth  Bay.  Northern  Bay,  near  South  Penobscot,  is  a  shoal  sheet  of 
water  of  about  700  acres  area,  the  bottom  of  which  for  the  greater  part 
is  bare  at  low  tide.  There  is  a  narrow  channel  that  runs  from  Bridges 
Point  to  Bowdens  Wharf,  which  had  a  depth  of  less  than  2  feet,  and  is 
obstructed  by  ledges  near  Winslows  Island.  The  South  Bay  is  obstructed 
by  ledges  at  Johnsons  Narrows.  A  project  for  the  improvement  of  the 
Northern  Bay  was  adopted  in  1890,  which  has  for  its  object  the  secur- 
ing of  a  channel  100  feet  wide  and  6  feet  deep  at  mean  low  tide,  from 
Bridges  Point  to  Bowdens  Wharf,  at  an  estimated  cost  of  $45,000.  It 
is  also  intended  to  remove  a  small  quantity  of  rock  obstructing  the 
southern  channel  at  Johnsons  Narrows,  at  an  estimated  cost  of  f  1,875. 

The  expenditures  to  the  close  of  the  fiscal  year  ending  June  30, 1893, 
amounted  to  $219.72. 

Theexpendituresduringtheyearending  June30, 1894,  were$ll,780.28, 
making  the  total  expenditures  $12,000. 

In  July,  1893,  the  work  of  dredging  the  channel  was  commenced, 
imder  contract  with  Edgar  P.  Lovering,  and  was  continued  uiftil  the 
latter  part  of  the  following  November,  when  the  funds  were  exhausted. 
Thirty  thousand  and  fifty-two  cubic  yards  of  material  was  dredged 
and  506J  tons  of  large  bowlders  was  removed.  The  channel  was 
dredged  its  entire  length  for  a  width  of  40  feet,  but  the  full  project^ed 
depth  was  not  obtained  throughout.  There  is  now  an  available  depth 
of  about  2  feet  more  than  before  the  improvement  was  commenced. 

July  1,  1893,  balance  unexpended 11,780.28 

June  30,  1894,  amount  expended  during  fiscal  year 11,  780. 28 

Amount  appropriated  by  act  of  August  17,  1894 5, 000. 00 

(  Amount  (estimated)  required  for  completion  of  existing  project 29, 875. 00 

;  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    25, 000. 00 
]  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
\      harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  A  6.) 

7.  Penobscot  River,  Maine. — The  improvement  of  the  Penobscot  River 
was  first  undertaken  in  1870,  the  project  being  for  a  channel  not  less 
than  150  feet  wide,  12  feet  deep  at  low  tide,  as  far  up  as  Bangor.  At 
that  time  the  channel  was  shoal  and  dangerous. 

At  Bangor  the  depth  did  not  exceed  about  6  feet  at  lowest  stages, 
and  navigation  was  obstructed  by  numerous  rocks  and  ledges.  The 
work  was  continued  until  1880,  and  included  also  the  removal  of  obstruc- 
tions in  the  harbor  at  Bangor  and  at  Bucksport,  tlie  expenditures 
aggregating  $198,000.  No  further  work  was  done  until  1884,  when 
a  project  was  adopted  for  widening  the  channel  at  Bangor,  and  for 
certain  improvements  in  the  river  below  near  Crosbys  Narrows,  at  an 
estimated  cost  of  $75,000.  While  this  work  was  in  progress  a  survey 
was  made,  under  the  river  and  harbor  act  of  1886,  from  Bangor  to 
Bucksport  Narrows,  and  a  project  was  submitted  for  securing  a  22-foot 
depth  between  Bucksport  and  Winterport,  at  an  estimated  cost  of 
$365,000,  making  the  combined  cost  of  the  two  projects  $440,000.     The 
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act  of  September  19,1890,  appropriated  $25,000,  and  provided  for  dredg- 
ing near  Sterns  Mill. 

Another  survey  was  ordered  by  the  act  of  September  19, 1890,  which 
was  made,  and  the  report  published  in  the  Annual  Report  of  the  Chief 
of  Engineers  for  1892  (pp.  533-540). 

The  general  project  under  which  the  improvement  of  the  Penobscot 
River  is  now  being  carried  on  may  be  stated  as  follows:  To  widen  the 
channel  at  Bangor  to  360  feet  and  a  depth  of  11  feet  at  extreme  low 
tide;  to  widen,  straighten,  and  deepen  the  channel  uear  Crosbys  Nar- 
rows and  near  Sterns  Mill  to  a  depth  of  12  feet  at  extreme  low  tide, 
and  to  secure  a  channel  depth  of  22  feet  at  mean  low  tide  between 
Bucksport  and  Winterport,  the  estimated  cost  of  the  entire  work  being 
$440,000. 

This  estimate  includes  the  cost  of  the  jetties  at  Frankfort  Flats  and 
High  Head,  in  order  to  contract  the  waterway  should  contraction  be 
necessary.  It  is  thought,  however,  that  as  the  deposit  of  sawdust  and 
mill  waste  into  the  river  has  in  a  large  measure  been  stopped,  and  as 
the  channels  at  these  places  were  obstructed  chiefly  by  this  material, 
the  contraction  works  may  not  be  necessary.  The  channel  at  Frankfort 
Flats  was  dredged  in  1890  to  22  feet.  Subsequently  it  filled  up  on  the 
sides  to  some  extent,  the  full  depth  in  mid-channel  being  maintained. 
A  recent  survey  shows  that  it  has  scoured  out  again,  and  there  now 
exists  a  navigable  channel  not  less  than  500  feet  wide,  and  22  feet  or 
more  in  depth  at  low  tide.  As  this  is  all  the  project  aims  at,  no  further 
works  of  any  kind  are  needed  at  Frankfort  Flats. 

The  channel  at  High  Head  which  had  deepened  in  1891,  from  natural 
causes,  subsequently  filled  up  to  some  extent,  so  that  it  became  advis- 
able to  dredge  a  channel  the  full  depth  and  width  called  for  by  the 
project.  A  recent  survey  shows  that  it  has  deepened  again  so  that 
there  is  an  available  depth  of  22  feet  at  low  tide,  though  the  channel  is 
not  as  wide  as  it  should  be. 

If  the  dredging  now  in  progress  at  High  Head  gives  as  good  results 
as  that  at  Frankfort  Flats  has  done,  and  there  is  every  reason  to  believe 
that  it  will,  no  further  work  on  this  section  of  the  river  will  be  neces- 
sary. Under  any  circumstances  it  is  believed  that  any  filling  that  may 
take  place  in  the  future  will  be  but  temporary.  A  slight  spring  freshet 
will  clear  it,  as  it  has  done  at  Frankfort  Flats. 

The  construction  of  jetties  at  Frankfort  Flats  and  High  Head  should 
be  avoided  if  practicable,  on  account  of  their  great  cost. 

Under  the  circumstances  no  appropriation  is  asked  for  the  Penobscot 
River.  s 

The  appropriations  up  to  the  close  of  the  fiscal  year  ending  June  30, 
1893,  aggregated  $348,300,  and  the  expenditures  under  the  various 
projects  to  the  same  date  amounted  to  $302,510.45.  The  results  were 
the  widening  and  deepening  of  the  channel  at  Bangor  from  a  depth  of 
6  feet  at  extreme  low  tide  to  11  feet,  for  a  width  of  300  feet ;  the  removal 
of  rocks,  ledges,  and  other  obstructions;  the  removal  of  a  shoal  near 
Bucksport,  and  a  general  increase  in  depth  and  width  of  channels  from 
the  mouth  up  to  Bangor. 

The  expenditures  during  the  fiscal  year  ending  June  30,  1894, 
amounted  to  $16,754.32. 

The  operations  consisted  in  widening  the  channel  at  Bangor  to  the 
full  width  of  360  feet,  which  was  completed  late  in  November,  1893. 
The  dredging  of  the  channel  to  22  feet  at  mean  low  tide  at  High  Head 
was  also  commenced,  and  was  in  progress  at  the  close  of  the  fiscal  year. 

A  contract  for  the  latter  work,  and  for  redredging  where  the  channel 
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has  shoaled  at  Bangor,  was  made  May  9, 1894,  all  the  work  to  be  done 
during  the  present  season. 

July  1, 1893,  balance  tinoxpeiulcd $45,  789. 55 

Judo  30, 1894^  amount  expended  during  fiscal  year 16,  754. 32 

July  1, 18^t,  balance  unexpended 29, 035. 23 

July  1, 1894,  outstanding  liabilities $500. 00 

July  1, 1894,  amount  covered  by  uncompleted  contracts 17,  025. 00 

17,525.00 

July  1, 1894,  balance  available 11,510.23 

(  Amount  (estimated)  required  for  completion  of  existing  project 290, 000. 00 

<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867. 

(See  Appendix  A  7.) 

8.  Belfast  Harbor^  Maine. — Originally  the  harbor  was  not  deep 
enough  to  accommodate  the  commerce.  At  one  place  the  depth  was 
only  about  4=  feet  at  mejin  low  tide. 

In  1876  a  project  for  dredging  was  adopted,  and  the  work  was  com- 
pleted in  1879,  at  a  cost  of  $22,000.  No  more  work  was  done  until 
1890,  when  a  new  project  was  adopted  by  which  it  was  proposed  to 
dredge  a  channel  250  to  300  feet  wide,  and  15  feet  deep  at  mean  low 
tide,  from  the  deep  water  at  the  entrance  to  the  upper  harbor;  to 
dredge  an  area  on  the  north  side  of  the  harbor  to  a  depth  of  8  feet, 
and  to  dredge  an  area  on  the  south  side  of  the  channel  to  a  depth  of 
13  feet. 

The  total  expenditures  up  to  June  30,  1893,  were  835,020.05.  At 
that  date  the  8  foot  dredging  had  been  completed,  and  the  dredging  at 
the  channel  of  entrance  was  in  progress. 

The  expenditures  during  the  last  fiscal  year  were  $9,973.95. 

Operations  during  the  year  consisted  in  dredging  the  channel  of 
entrance  under  contract.  Forty  thousand  and  forty  cubic  yards  of 
material — all  that  the  funds  would  allow — was  dredged,  making  the 
full  depth  of  15  feet  at  mean  low  tide  for  a  width  of  from  125  to  225 
feet. 

July  1,  1893,  balance  nnexpended $9,  973. 95 

Juno  30;  1891,  amount  expended  during  fiscal  year 9, 973.  95 

Amount  appropriated  by  act  of  August  17,  1804 S,  000. 00 

{Amount  (estimated)  required  for  completion  of  existing  project 2-1,  (X)0.  00 
Amount  that  can  be  profitably  expended  infiscalyearending  June30,1896    24,  000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  A  8.) 

U.  Camden  Harbor^  Maine. — Before  tlie  improvement  was  com- 
menced vessels  drawing  more  than  G  feet  could  not  reach  the  wharves 
at  low  tide. 

The  improvement  projected  is  to  dredge  an  area  at  the  eastern  part 
of  the  entrance  to  a  depth  of  12  feet  at  mean  low  tide;  to  dredge  a 
channel  on  each  side  of  the  harbor,  and  the  approach  to  the  same,  to  a 
depth  of  10  feet  at  mean  low  tide;  to  dredge  small  channels  at  the 
ui)per  end  of  the  harbor  to  a  depth  of  5  feet  at  mean  low  tide;  and, 
after  the  completion  of  the  above  items,  to  dredge  the  middle  ground 
of  the  harbor  to  the  same  depths  as  the  adjacent  channels. 

The  expenditures  under  the  present  project,  to  the  close  of  the  fiscal 
year  ending  June  30, 1893,  w^ere  $llj041.y3.    As  a  result  the  western 
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channel  bad  been  dredged  to  a  depth  of  10  feet  at  mean  low  tide 
thronghout  its  entire  length,  iucluding  the  approach,  the  latter  to  a 
width  of  125  feet,  and  the  channel  itself  to  a  width  of  100  feet. 

The  expenditures  during  the  last  fiscal  year  were  $11,934.28. 

Ol)erations  during  the  year  consisted  in  completing  the  dredging  of 
the  channel  of  entrance,  and  the  area  at  the  eastern  part  of  the  entrance, 
and  about  400  feet  of  the  10-foot  channel  on  the  eastern  side  of  the 
harbor.  After  the  dredging  was  completed,  11  large  bowlders  which 
obstructed  the  entrance  were  removed  by  hired  labor,  at  a  cost  of 
about  S550. 

July  1.  1893,  balance  unexpeiulod $11,958.07 

Juue  30, 1894,  aiuount  expcuded  duriDg  fiscal  year 11,  934. 28 

July  1, 1894,  balance  unexpended 23.  79 

July  1, 1894,  outstanding  liabilities 10.00 

July  1, 1894,  balance  available 13.79 

Amount  appropriated  by  act  of  August  17, 1894 12,  000. 00 

Amount  available  for  fiscal  year  ending  June  30,1895 12,013.79 

{Amount  (estimated)  required  for  completion  of  existing  project 25,  (KK).  00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Jiine  30, 1896    25, 000. 00 
Submitted  in  compliance  with,  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  A  9.) 

iO.  RocMand  Harbor,  Maine, — The  location  of  Rockhmd  Harbor  is 
such  that,  besides  accommodating  its  own  commerce,  it  affords  a  con- 
venient refuge  for  large  numbers  of  coasting  vessels.  When  the  proj- 
ect for  a  breakwater  was  adopted  the  harbor  was  open  to  easterly 
storms,  the  anchorage  was  unsafe,  and  the  seas  often  broke  over  the 
wharves. 

The  project,  as  originally  adopted  in  1881,  provided  for  two  break- 
waters, one  starting  from  Southwest  Ledge  in  the  harbor  and  running 
in  a  northerly  direction  toward  Jameson  Point,  a  distance  of  2,640 
feet,  the  other  starting  from  Jameson  Point  and  extending  south- 
ward about  1,900  feet.  The  estimated  cost  was  $550,000.  The  top  of 
each  breakwater  was  to  be  only  5  feet  above  the  level  of  mean  low  tide. 

In  1887  the  i^roject  was  amended,  so  as  to  bring  the  top  of  the  break- 
water from  Jameson  Point  to  the  level  of  high  tide,  leaving  the  other 
as  originally  designed.  The  estimated  cost  was  thus  increased  to 
$e50,04K). 

In  1890  the  project  was  again  modiQed.  Instejxd  of  building  the 
second  breakwater  from  Southwest  Ledge  in  a  northerly  direction,  on 
which  no  work  had  been  done,  it  was  decided  to  prolong  the  one  from 
Jameson  Point  in  a  southerly  direetion.  By  doing  so  a  much  larger 
area  of  the  harbor  would  secure  protection.  The  estimated  cost  of  the 
new  project  was  $032,500,  this  being  inclusive  of  the  part  already 
constructed. 

Up  to  the  close  of  the  fiscal  year  ending  June  30,  1803,  there  had 
been  expended  on  the  breakwater  the  sum  of  $199,13(».45,  and  about 
220,054  tons  of  stone  had  been  placed  in  position. 

The  above  expenditures  had  resulted  in  protecting  a  part  of  the  har- 
bor,  giving  a  secure  harbor  of  refuge  for  many  ves5>els  that  trade  near 
this  port. 

During  the  fiscal  year  ending  June  30,  1894,  the  exi)enditures  were 
$19,859.05. 

At  the  close  of  the  fiscal  year  1893  the  work  of  extending  the  break- 
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water  was  in  progress  under  a  contract  with  William  S.  White.  Oper- 
ations were  continued  until  the  close  of  August,  1893,  when  the  contract 
was  completed.  Thirty-seven  thousand  five  hundred  and  nineteen  tons 
of  stone  were  delivered  under  this  contract  in  all,  building  about  236 
linear  feet  of  breakwater.  A  small  beacon  was  constructed  to  mark  the 
end  of  the  work.  The  total  quantity  of  stone  deposited  in  the  break- 
water up  to  the  present  time  is  234,110  tons,  aiwi  the  work  is  practically 
completed  to  a  point  2,451  feet  from  the  shore. 

July  1,  1893,  balance  unexpended * $20,868.55 

June  30,  1894,  amount  expended  during  fiscal  year 19,  859. 05 

July  1,  1894,  balance  unexpended 1, 004. 50 

Amount  appropriated  by  act  of  August  17,  1894 30, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 31, 004. 50 

{Amount  f estimated)  required  lor  completion  of  existing  project 382, 500. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896  100,  000, 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river    and 
harbor  acts  of  1866  and  1867,  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  A  10.) 

11,  Kennebec  River,  Maine, — Before  the  improvements  were  com- 
menced the  main  channel  of  the  river  between  the  foot  of  Swan  Island 
and  Gardiner  was  obstructed  by  shoals  near  Beef  Rock,  with  only  10 
feet  of  water  at  mean  low  tide,  by  dangerous  sunken  ledges  in  Love- 
joy  Narrows,  by  a  shoal  below  South  Gardiner,  with  only  8  feet  on  it 
at  mean  low  tide,  and  by  a  ledge  at  Nehumkeg  Island.  The  steam- 
boat channel  to  the  west  of  Swan  Island  (at  Hatchs  Rock)  was 
obstructed  by  a  shoal  over  which  there  was  only  7  J  feet  of  water,  and  the 
channel  between  Gardiner  and  Augusta,  a  distance  of  6^  miles,  was 
obstructed  by  shoals  which  gave  only  a  navigable  depth  of  3^  feet  of 
water  in  low  summer  tides. 

Appropriations  were  made  at  various  times  between  1827  and  1852 
for  improving  the  river,  but  the  first  regular  project  was  adopted  in 
1800,  and  was  for  removing  rocks  and  straightening  and  deepening  the 
upper  part  of  the  river.    The  estimated  cost  was  $50,000. 

In  1808  the  project  was  amended  so  as  to  give  a  wider  channel,  and 
the  estimate  was  increased  to  $80,000.  In  1871  the  project  was 
extended,  the  additional  cost  being  estimated  at  $13,000,  making  the 
estimate  for  the  entire  project  $93,000.  It  was  again  extended  in  1872 
to  include  the  removal  of  ledges  in  Lovejoy  Narrows,  at  an  additional 
estimated  cost  of  $30,603.  61.  This  project  was  modified  in  1873,  and 
as  modified  was  completed  in  1877. 

In  1881  a  project  Avas  adopted  for  the  improvement  of  the  channel 
west  of  Swan  Island  and  near  the  north  end  of  it.  The  estimated  cost 
of  this  project,  which  was  completed  in  1883,  was  $20,500. 

The  river  and  harbor  act  of  1886  provided  for  a  new  survey  of  the 
river  from  Bath  to  Augusta.  This  survey  was  made  in  1887,  and  a 
project  submitted  for  the  further  improvement  of  the  river,  giving  12 
feet  clear  depth  at  low  tide  up  to  the  Upper  Sands  Bar,  near  South 
Gardiner,  10  feet  from  thence  to  Hinckley  Shoal,  and  8  feet  from 
thence  to  Augusta,  together  with  an  improvement  of  the  steamboat 
channel  west  of  Swan  Island  to  9  feet  at  mean  low  tide.  The  esti- 
mated cost  of  this  project  was  $410,500,  which  estimate  was  subse- 
quently increased  to  $428,500. 

In  August,  1892,  the  project  was  revised,  and  a  general  project  for 
the  improvement  adopted,  as  follows  :  For  a  channel  depth  of  13  feet 
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up  as  far  as  Sands  Island;  12  feet  from  theuce  to  Hinckley  Shoal,  and 
10  feet  from  thence  to  Augusta;  a  steamboat  channel  9  feet  deep  west 
of  Swan  Island,  and  the  removal  of  old  bridge  piers  at  Hallowell,  all 
the  above  depths  being  referred  to  mean  low  tide.  The  estimated  cost 
of  the  revised  project  is  $388,500. 

The  total  expenditures  for  the  river  up  to  June  30, 1893,  were 
1310,208.39. 

The  following  work  had  been  accomplished  :  The  channel  near  Beef 
Bock  had  been  improved  to  give  a  clear  depth  of  over  12  feet,  and  a 
training  wall  nearly  completed.  The  dangerous  rocks  in  Lovejoy  Nar- 
rows had  been  removed  to  a  depth  of  12  feet,  and  the  channel  straight- 
ened. The  shoal  near  South  Gardiner  had  been  deepened  from  8  to  10 
feet,  the  ledge  at  Nehumkeg  had  been  removed  to  12  feet,  the  steam- 
boat channel  west  of  Swan  Island  had  been  deepened  to  9  feet,  and 
near  the  head  of  the  island  to  10  feet,  the  channel  between  Gardiner 
and  Augusta  had  been  deepened  to  6J  to  7  feet,  though  some  shoaling 
had  since  taken  place,  and  the  old  piers  of  the  bridge  at  Hallowell  had 
been  removed.  A  jetty,  about  1,600  feet  long,  had  been  built  at  Upper 
Sands  Bar. 

The  expenditures  for  the  year  ending  June  30,  1894,  have  been 
$48,760.78. 

Dredging,  under  contract,  was  in  progress  until  the  last  of  October, 
1893.  Ninety-two  thousand  three  hundred  and  seventy-eight  cubic 
yards  of  material,  in  all,  was  dredged  under  this  contract,  making  a 
depth  of  12  feet  at  mean  low  tide  at  Upper  Sands  Bar,  Gardiner, 
Browns  Island,  and  Hinckley  Lower  Shoal,  and  10  feet  at  mean  low 
tide  at  Hinckley  Upper  Shoal. 

Excavation  of  ledge  to  15  feet  at  mean  low  tide  at  Lovejoy  Narrows 
was  in  progress  during  the  season  of  1893  until  the  27th  of  November, 
when  work  was  suspended  for  the  winter.  At  the  date  of  suspension 
about  611  cubic  yards  of  rock  had  been  taken  out,  or  nearly  one-third 
the  total  quantity  contemplated  by  the  contract. 

The  excavation  was  resumed  early  in  May,  1894,  and  was  in  progress 
at  the  close  of  the  fiscal  year. 

The  deposit  of  stone  in  the  Beef  Eock  Jetty,  which  was  in  progress 
at  the  close  of  the  fiscal  year  1893,  was  finished  early  in  August. 

The  stone  deposited  in  this  way  during  the  summer  of  1893  amounted 
to  0,044  tons,  practically  completing  the  jetty. 

Joly  1, 1893,  balance  unexpended $85,141.61 

Jane  30,  1894,  amoaut  expended  daring  fiscal  year 48, 760. 78 

Jalv  1,  1894,  balance  nnexpended 36,380.83 

July  1,  1894,  outstanding  liabilities $1,261.92 

July  1,  1894,  amount  covered  by  uncompleted  contracts 15, 899. 25 

17,161.17 

July  1,  1894,  balance  available 19,219.66 

Amount  appropriated  by  act  of  August  17, 1894 50, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 69, 219. 66 

{Amount  (estimated)  required  for  completion  of  existing  project 113, 500. 00 
Amountthatcanbeprofitablyexpendedin  fiscal  year  ending  June  30, 1896  100, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  A  11.) 

12.  Earraseeket  Biver,  Maine. — The  act  approved  March  3, 1881,  pro- 
vided that  a  survey  be  made  of  this  river.    The  survey  was  made  in 
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July  of  that  year,  and  a  report  submitted  in  December  by  the  engineer 
of  the  district. 

The  river  empties  into  Casco  Bay  at  Stockbridges  Point,  about  12 
mile8  northeast  of  Portland.  From  Stockbridges  Point  up  to  Westons 
Point  the  depth  of  water  is  no  less  than  10  feet  at  mean  low  tide,  with 
no  obstruction  to  navigation. 

From  Westons  Point  up  to  Freeport  Landing,  a  distance  of  4,500 
ieet,  the  depth  diminishes  so  that  for  the  greater  part  of  the  distance 
the  bottom  of  the  river  is  3J  feet  out  of  water  at  mean  low  tide.  The 
rise  and  fall  of  tides  here  is  0  feet.  The  project  recommended  in  1881 
was  the  dredging  of  a  channel  not  less  than  60  feet  wide  and  3  feet 
deep  at  mean  low  tide  up  to  Freeport,  and  a  turning  basin  180  feet  wide 
at  the  head  of  the  channel.  The  estimated  cost  of  the  improvement 
recommended  was  813,000. 

No  appropriation  was  made  for  the  work,  however,  and  a  new  survey 
was  ordered  in  the  river  and  harbor  act  of  1888.  A  project  for  the 
improvement  was  submitted  January  4,  1889.  This  project  w^as  on  a 
somewhat  larger  scale  than  the  one  previously  suggested,  and  contem- 
plated a  depth  of  channel  of  5  feet  at  mean  low  tide,  which  would  give 
about  14  feet  at  high  tide.  The  estimated  cost  of  the  project  was 
$36,000.       . 

No  work  had  been  done  up  to  the  close  of  the  fiscal  year  ending  June 
30,  1893.  The  expenditures  had  been  $47.80.  Proposals  for  doing  the 
work  were  opened  October  3,  1892,  and  again  November  16,  1892,  but 
in  each  case  the  prices  were  considered  high  and  all  the  bids  were 
rejected. 

The  expenditures  during  the  year  ending  June  30, 1894,  were  $669.20, 
making  the  total  expenditures  $717. 

Bids  for  doing  all  the  dredging  covered  by  the  existing  project  were 
again  invited,  and  were  opened  September  30,  1893.  A  contract  was 
made  with  Moore  &  Wright,  of  Portland,  Me.,  at  17J  cents  per  cubic 
yard,  the  work  to  be  done  during  the  present  season. 

July  1,1893,  balance  unexpeuded $25,952.20 

J uno  30, 1891,  nmoiiut  expended  during  iLscal  year 669. 20 

July  1,  1894,  balance  unexpended 25,283.00 

July  1,  1894,  outstanding  liabilities $300.00 

July  1,  1894,  amount  covered  by  uncompleted  contracts 24, 000. 00 

24,300.00 

July  1,  1894,  balance  available ...  983.00 

Amount  appropriated  by  act  of  August  17, 1894 5, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  18C5 5, 983. 00 

(See  Appendix  A  12.) 

13,  Portland  Jlarhor^  Maine, — The  entrance  to  the  main  part  of  the 
harbor  of  Portland  or  the  anchorage  has  always  been  good,  but  prior  to 
the  improvements  made  by  the  Government  the  approach  to  the  inner 
harbor  w^as  obstructed  by  a  shoal  known  as  the  middle  ground,  over 
which  the  depth  was  only  from  8  to  10  feet  at  mean  low  tide,  while 
between  it  and  Stamford  Ledge  the  greatest  available  depth  was  only 
IG  feet.  Besides,  the  best  part  of  the  whiirf  front  of  the  city  was 
exposed  to  the  swell  from  the  Atlantic,  which  sometimes  made  it  dan- 
gerous for  vessels  to  lie  at  the  docks,  and  the  depth  along  this  front 
was  in  some  places  as  little  as  4  feet,  making  a  part  of  it  unavailable 
for  commercial  purposes. 
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The  iirst  work  of  improvement  undertaken  by  the  Government  was 
the  construction  of  the  breakwater..  This  was  begun  as  early  as  1836. 
It  was  completed  in  1874. 

The  project  for  the  improvement  of  the  harbor  by  deei)ening  its 
waters  was  first  undertaken  by  authority  of  act  of  CongresH  of  18G8. 
The  project  was  at  that  time  to  excavate  a  channel  300  feet  wide 
through  the  southern  slope  (  f  the  middle  ground  to  a  depth  of  20  feet 
at  mean  low  tide,  and  the  removal  of  the  bar  off  the  Grand  Trunk 
wharves  to  the  same  depth. 

In  1870  the  project  was  amended  so  as  to  provide  for  a  channel  400 
feet  wide,  and  in  1871  rt  was  again  amended  so  as  to  provide  for  a  width 
of  500  feet. 

In  1872  the  improvement  of  Back  Cove  was  added  to  the  project, 
and  in  December  of  that  year  the  project  was  further  amended  by  pro- 
viding for  the  dredging  of  the  inner  harbor  up  to  the  harbor  commis- 
sioner's lines  to  a  depth  of  16  feet.  By  1876  all  the  contemplated 
improvements  had  been  executed  except  some  dredging  in  the  inner 
harbor. 

In  1881  Congress  made  an  appropriation  for  the  further  improvement 
of  the  harbor,  and  a  project  was  adopted  looking  to  the  entire  removal 
of  the  shojil  known  as  the  middle  ground,  at  an  estimated  cost  of 
$160,000.    The  project  was  comi)leted  in  1885. 

In  1886  the  Board  of  Trade  of  Portland  asked  for  the  further  improve- 
ment of  the  harbor  to  a  depth  of  29  feet  at  low  tide,  and  in  1886  this 
project  was  adopted,  the  estimated  cost  being  $135,000.  This  is  the 
project  now  in  process  of  execution. 

The  total  amount  expended  on  the  harbor  up  to  June  30,  1893,  inclu- 
sive  of  all  works  of  in)X)rovement,  was  $551,336.43.  These  expenditures 
resulted  in  giving,  by  means  of  the  breakwater,  partial  protection  to 
vessels  at  the  lower  wharves,  and,  by  means  of  dredging,  an  available 
depth  to  navigation  of  29  feet  at  mean  low  tide — a  depth  sufficient  to 
accommodate  the  largest  class  of  ocean  steamers. 

The  expenditures  during  the  year  ending  June  30,  1894,  have  been 
$385.22. 

No  work  was  done  during  the  year.  In  February,  1894,  the  project 
was  amended  to  cover  the  widening  of  the  upper  end  of  the  29-foot 
channel,  and  the  oi)ening  of  a  25-foot  channel  to  connect  the  deep 
water  in  the  lower  part  of  the  harbor  with  that  in  the  upper  part.       ^ 

A  contract  was  made  May  12, 1894,  for  doing  the  new  work,  amount- 
ing to  about  150,000  cubic  yards  of  dredging,  to  be  commenced  July 
15,  1894. 

July  1,  1893,  balance  unexpended $25, 140.  62 

Jane  30,  18&i,  amount  expended  during  tiscal  year 385.  22 

July  1,  1894,  balance  unexpended 24, 755. 40 

July  1,  1894,  outstanding  liabilities $200.00 

July  1,  1894,  amount  covered  by  uncompleted  contracts 23, 625. 00 

23,825.00 

July  1,  1894,  balance  available '. 930.40 

(tSee  Appendix  A  13.) 

14,  Channel  in  Back  Cove,  Portland,  Me, — Before  any  work  was 
done  toward  improving  Back  Cove  there  existed  no  channel,  properly 
considered  as  such.  Only  the  rudiments  of  an  old  channel  existed, 
and,  for  the  most  part,  even  this  was  nearly  dry  at  low  tide. 

The  first  project  adopted  had  for  its  object  the  dredging  of  a  chan- 
nel, 100  feet  wide  and  8  feet  deep  at  mean  low  tide,  from  Turkeys  Bridge 
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to  the  ^*  stone-shed  wharves."  The  estimated  cost  was  $10,000.  The 
project  was  completed  in  1874. 

A  survey  was  made  in  1886,  and  a  new  project  adopted,  having  in 
view  the  widening  of  the  channel  to  300  feet  and  deei)ening  it  to  12 
feet  at  mean  low  tide,  with  a  turning  basin  at  the  upper  end.  The 
estimated  cost  was  $180,000.  This  project  is  now  in  process  of  execu- 
tion. 

The  expenditures  under  the  existing  project  to  the  close  of  the  fiscal 
year  ending  June  30, 1893,  amounted  to  $76,330.  21.  At  that  date  the 
channel  had  been  extended  for  a  distance  of  about  1,400  feet  to  a  width 
of  160  feet 5  about  1,400  feet  to  a  width  of  165  feet,  and  the  remaining 
length  to  a  width  of  90  feet,  with  a  turning  basin  400  feet  wide  at  the 
upper  end,  all  to  the  depth  of  12  feet  at  mean  low  tide. 

The  expenditures  during  the  fiscal  year  ending  June  30, 1894,  were 
$204.  92.    Practically  no  work  was  done  during  the  last  fiscal  year. 

A  contract  was  made  January  11, 1894,  for  dredging  to  the  extent  of 
about  110, 000  cubic  yards,  the  work  to  be  done  during  the  present 
season. 

July  1, 1893,  balance  unexpended $19,919.79 

J  uue  30,  18^4,  amount  expended  during  fiscal  year 204. 92 

July  1, 1894,  balance  unexpended 19, 714. 87 

July  1, 1894,  outstanding  liabilities $200.00 

July  1, 1894,  amount  covered  by  uncompleted  contracts 15,  620. 00 

15.820.00 

July  1, 1894,  balance  available 3,894.87 

Amount  appropriated  by  act  of  August  17, 1894 20, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 23, 894. 87 

{Amount  (estimated)  required  for  completion  of  existing  project 63, 750. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  un€f30, 1896    50, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  A  14.) 

15.  Saco  River,  Maine. — The  first  work  done  on  the  Saco  Eiver  was 
in  1827,  when  an  appropriation  was  made  for  the  erection  of  piers, 
I)lacing  beacons  or  buoys,  and  removing  obstructions.  Prior  to  this 
tl\e  depth  of  water  on  the  bar  was  only  about  2  feet  at  mean  low  tide, 
wbile  much  of  the  river  w^as  deeper.  The  entrance  was  also  dangerous 
in  rough  weather,  and  the  numerous  projecting  rocks  and  ledges  in  the 
river  proper,  in  connection  with  the  swift  currents,  made  its  navigation 
dangerous. 

In  1866  a  plan  was  proposed  for  the  improvement  of  the  mouth  of 
the  river,  and  a  project  adopted  in  1867.  The  project  was  for  the  con- 
struction of  a  breakwater  at  the  mouth  of  the  river,  the  removal  of 
sunken  rocks,  and  the  rebuilding  of  some  of  the  most  important  piers, 
against  which  vessels  might  drift  without  damage.  The  project  was 
completed  in  1873  at  a  cost  of  $169,275. 

Nothing  more  was  done  on  the  Saco  until  1883,  when  a  resurvey  of 
the  breakwater  was  made  and  a  new  project  submitted  for  raising  and 
repairing  it,  and  extending  it  out  to  Sharps  Ledge. 

The  river  and  harbor  act  of  1884  directed  a  survey  to  be  made  of  the 
river.  This  was  done  in  1885,  and  a  project  submitted  for  the  improve- 
ment of  the  river  proper  from  its  mouth  to  the  head  of  navigation.  In 
1886  and  1888  appropriations  were  made  for  repairing  and  raising  the 
breakwater,  and  for  improving  the  river.    In  1890  the  two  projects 
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were  combined,  so  that  the  one  now  in  process  of  execution  is  for 
improving  the  Saco  River,  including  the  breakwater,  and  the  construc- 
tion of  a  jetty  opposite  the  same. 

The  total  expenditures  on  both  river  and  breakwater  up  to  June  30, 
1893,  were  $291,697.29,  and  resulted  in  removing  the  dangerous  ledges, 
in  constructing  x)iers  to  prevent  vessels  from  being  swept  on  the  rocks, 
in  constructing  a  substantial  breakwater  on  the  north  side  of  the 
entrance,  and  the  construction  of  a  jetty  on  the  south  side  of  the 
entrance  to  contract  the  channel  way  with  a  view  to  obtaining  a  greater 
depth  over  the  bar. 

The  expenditures  during  the  fiscal  year  ending  June  30,  1894,  were 
$15,364.53,  which  have  been  applied  to  extending  the  jetty  on  the  south 
side  of  the  entrance,  and  to  the  construction  of  two  small  jetties  at 
Cow  Island,  which  latter  were  completed  in  November,  1893. 

The  jetty  on  the  south  side  of  the  entrance  has  been  extended  to  a 
point  about  4,500  feet  from  the  shore,  and  the  effect  has  been  to  obtain 
deeper  water  than  formerly,  though  the  projected  depth  has  not  yet 
been  fully  secured. 

The  jetties  at  and  near  Cow  Island  have  in  a  measure  caused  a  deep- 
ening of  the  channel,  but  it  is  proposed  to  dredge  about  50,000  cubic 
yards  of  material  from  the  channels  at  Factory  Island,  and  at  and  near 
Cow  Island. 

July  1, 1893,  balance  unexpended $30,077.71 

June  30, 1894,  amount  expended  during  fiscal  year 15,  364. 53 

July  1, 1894,  balance  unexpended 14,  713. 18 

July  1, 1894,  outstanding  liabilities 2,487.47 

July  1, 1894,  balance  available 12,225.71 

Amount  appropriated  by  act  of  August  17,  1894 10, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 22, 225. 71 

(Amount  (estimated)  required  for  completion  of  existing  project G2, 500. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  une  30,1896    50, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  A 15.) 

16.  York  Harbor,  Maine. —A  survey  of  York  Harbor  was  made  in 
August,  1884,  in  compliance  with  the  requirements  of  the  river  and 
harbor  act  of  July  5,  1884,  and  a  project  suggested  having  for  its 
object  the  widening  of  the  channel  in  three  bends  where  the  width  did 
not  exceed  75  feet  and  where  the  tidal  currents  are  very  strong.  At 
the  points  referred  to  the  channel  was  to  be  widened  by  dredging  to 
10  feet  at  mean  low  tide,  that  being  about  the  ruling  depth  in  the 
river.  The  estimated  cost  of  the  improvement  was  $25,000.  It  was 
found  that  the  prices  on  which  the  estimate  was  based  were  too  low,  so 
that  in  1887  the  estimate  was  increased  to  $30,000. 

In  1888  the  estimate  was  again  revised,  as  some  of  the  material  to 
be  removed,  which  was  supposed  to  be  gravel  and  bowlders,  proved  to 
be  solid  ledge.    The  estimate  that  year  was  $44,000. 

The  total  expenditures  up  to  June  30, 1893,  were  $35,023.94.  These 
expenditures  resulted  in  widening  and  straightening  the  channel  at 
the  bends,  giving  much  better  facilities  to  navigation  and  rendering  it 
more  safe.  Before  the  improvements  were  begun  the  channel  was  very 
crooked  and  difficult  to  navigate  on  account  of  the  swift  currents. 

The  expenditures  during  the  fiscal  year  ending  June  30, 1894,  were 
$8,976.06,  exhausting  the  funds. 
BNa  94 3 
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During  June  and  July,  1893,  under  contract,  5,878  cubic  yards  of 
material  was  dredged  at  the  entrance  and  12,143  in  the  harbor  basin, 
removing  the  shoal  at  the  entrance  and  widening  the  channel  width  in 
the  harbor  basin  to  about  225  feet. 

The  appropriation  of  1892,  which  was  for  com])leting  the  improve- 
ment, having  been  expended,  the  project  is  regarded  as  completed. 

July  1,  1893,  balance  unexpended $8,976.06 

J  QUO  30,  1894,  amount  expended  during  fiscal  year 8,  976. 06 

(See  Appendix  A  IG.) 

17»  Bellamy  River^  New  Hampshire. — A  survey  was  made  of  the 
Bellamy  Itiver  in  1887,  and  a  project  of  improvement  suggested  at  an 
estimated  cost  of  $28,000. 

The  project  is  to  secure  a  channel  50  feet  wide  and  5  feet  deep  at 
mean  low  tide  from  the  mouth  of  the  river  up  to  Sawyer's  Mill,  at 
Dover.  The  rise  and  fall  of  the  tide  being  about  7  feet,  a  high-water 
navigation  of  12  feet  will  be  secured. 

The  above  project  was  adopted  in  1888  and  its  execution  is  now  in 
progress. 

The  expenditures  up  to  the  close  of  the  fiscal  year  ending  June  30, 

1893,  have  been  819,(»81.C1.  These  expenditures  have  resulted  in  giv- 
ing a  channel  from  the  mouth  of  the  river  up  to  about  1  mile  above 
Kobert's  brickyard  50  feet  wide  and  5  feet  deep  at  low  tide.  In  other 
words,  about  1  mile  was  added  to  the  navigable  part  of  the  river. 

There  were  no  expenditures  during  the  fiscal  year  ending  June  30, 

1894,  and  there  were  no  operations.  Proposals  for  dredging  were 
opened  November  16,  1892,  but,  the  prices  being  high,  all  bids  were 
rejected.    The  work  will  be  readvertised. 

July  1,  1893,  balance  unexpended $7,818.39 

July  1,  1894,  balance  unexpended 7,818.89 

Amount  appropriated  by  act  of  August  1 7, 1894 7, 500. 00 

Amount  available  for  fiscal  year  endint;  Juno  30,  1895 15,  318.  39 

(See  Appendix  A  17.) 

IS.  Cocheco  River,  New  Hampshire. — Before  the  improvement  was 
begun  the  river  from  Dover  to  the  Lower  Narrows  was  much  obstructed 
by  bowlders,  ledges,  and  shoals,  the  depth  being  in  some  places  as  little 
as  G  inches  at  mean  low  tide.    The  tide  here  rises  and  falls  about  7  feet. 

The  first  regular  project  for  improvement  was  adopted  in  1871,  and 
looked  to  the  forming  of  a  channel  40  feet  wide  and  4  feet  deep  from 
theLower Narrows  up  to  Collin's  wharf.  Theestimated  cost  was845,000 
Subsequently  more  accurate  and  extended  surveys  have  shown  the 
practicability  and  importance  of  extending  the  improvement  up  to  the 
head  of  navigation,  and  the  project  was  extended  and  the  estimate 
increased  to  $85,000.  This  project  was  completed  by  1879.  Thcimprove- 
ments  had  opened  up  a  large  commerce,  cmi>loying  large  vessels  where 
formerly  only  flatboats  had  been  used,  in  consequence  of  which  the 
project  was  still  farther  extended  by  i)roviding  for  a  ''  cut  off"  throngh 
Alleys  Point,  widening  to  GO  feet  and  deepening  to  5  feet  the  existing 
channels  through  Trickeys  and  Clements  Point  shoals  and  blnsting 
and  removing  other  obstructions.  The  extended  i)roject  was  completed 
in  1888. 

In  1889  a  new  survey  was  made,  in  compliance  with  the  requirements 
of  the  river  and  harbor  act  of  August,  1888,  and  as  the  large  increase 
of  trade  seemed  to  justify  still  further  improvement  of  the  river  a  new 
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project  -was  submitted,  lookiug  to  obtaining  a  depth  of  7  feet,  increased 
to  7^  in,  rock,  and  a  width  of  50  feet  in  rock  and  60  to  75  where  the 
material  is  less  expensive  to  remove.  This  project  was  adopted  in  ISQO, 
and  is  estimated  to  cost  8175,000. 

The  expenditures  nj^  to  June  30, 1893,  have  been  $194,434.  These 
have  resulted  in  giving  a  channel  through  the  rocky  bed  of  the  river  5 
feet  deep  at  low  tide  and  40  feet  wide  in  the  narrowest  parts. 

The  upper  end  of  the  channel,  in  front  of  the  wharves  at  Dover,  has 
been  deepened  to  7  feet  at  mean  low  tide  for  a  length  of  1,200  feet, 
witli  widths  varying  from  100  to  140  feet.  Portions  of  the  channel 
above  and  below  Clement's  wharf,  of  a  total  length  of  600  fc^t,  have 
also  been  dredged  to  the  same  depth. 

The  expenditures  during  the  fiscal  year  ending  June  30,  1894,  have 
been  $584.68. 

A  contract  was  made  March  20,  1894,  for  the  excavation  of  about 
2,<KK)  cubic  yards  of  ledge  in  the  Upper  J^ arrows.  The  contractor  began 
work  early  in  May,  1894,  and  by  the  close  of  the  year  had  made  consid- 
erable progress. 

The  improvements  in  the  navigation  of  the  Cocheco  have  been  of 
great  benefit  to  the  people  of  Dover  and  the  vicinity.  In  the  item  of 
coal  alone  it  is  reported  that  not  less  tban  35,000  tons  is  supplied  annu- 
ally, at  a  saving  of  50  cents  per  ton,  which  could  not  have  been  done 
had  no  improvements  been  made. 

Jaly  1,  1893,  balance  utiexpeuded $15, 566.  00 

J^me  30,  1894,  amonnt  expended  during  liscal  year 584. 68 

July  1,  1894,  balance  unexpended 14,981.32 

July  1,  1894,  outstanding  liabilities $300.00 

July  1,  1894,  amount  covered  by  uncompleted  contracts 12, 880. 00 

13,180.00 

July  I,  1894,  balance  available 1,801.32 

Amount  appropriated  by  act  of  August  17,  1894 15,  000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 16, 801. 32 

{Amomit  (estimated)  required  for  completion  of  existing  project 120, 000. 00 
AmouDttUat  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    50, 000.00 
Submitted  in  compliance  with  requirements  of tsections  2  of  river  and 
barbor  ,icta  of  1866  and  1867  aud  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  A  18.) 

19,  Harbor  of  refuge  at  Little  Harbor ^  New  Hampshire, — A  snrvey 
▼afi  made  of  Little  Harbor  in  1882,  and  a  plan  of  improvement  i)ro- 
posed  which  looked  to  the  opening  of  a  channel  of  entrance  to  a  depth 
of  9  feet  at  low  tide,  antl  a  width  of  100  feet,  together  with  a  basin  300 
feet  by  700  feet,  which  was  to  be  protected  by  a  rnbblestone  break- 
water. The  estimated  cost  was  $33,000.  This  project  was  approved 
in  1886,  and  its  execution  entered  upon.  In  1887  the  project  was 
enlarged,  as  the  old  one  did  not  seem  to  meet  the  requirements  of  those 
interested.  The  enlarged  project  provided  for  the  construction  of  two 
breakwaters,  one  on  the  north,  the  other  on  the  south  side  of  the 
entrance  to  the  harbor,  and  the  dredging  of  an  anchorage  about  49 
aeres  in  extent,  in  the  protected  area,  to  a  depth  of  12  feet  at  mean  low 
tide.  The  estimated  cost  of  the  enlarged  project  was  $235,000.  Tlie 
project  was  adopted  by  Congress  in  1888. 

Before  the  improvement  was  begun  the  harbor  was  exposed  to  the 
ftill  force  of  the  sea  in  noitheast  gales,  and  the  depth  of  water  at  the 
entranee  and  within  the  harbor  was  not  sufficient  to  accommodate  even 
small  craft  at  low  tide. 
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The  total  expenditures  up  to  June  30, 1893,  have  been  $45,490.86. 
These  expenditures  have  been  applied  to  dredging  part  of  the  a,rea  for 
'  an  anchorage,  and  to  the  partial  construction  of  the  breakwater  on  the 
south  side  of  the  harbor. 

The  expenditures  during  the  fiscal  year  endiag  June  30, 1894,  were 
$44,018.92. 

The  operations  consisted  in  completing  the  breakwater  on  the  south 
side  of  the  entrance,  and  in  widening  the  channel  or  anchorage  about 
200  feet  to  the  depth  of  12  feet  at  mean  low  tide. 

In  March,  1894,  a  contract  was  made  for  construction  of  the  break- 
water on  the  north*  side  of  the  entrance  to  the  harbor.  Work  was  com- 
menced the  15tli  of  May,  and  was  in  progress  at  the  close  of  the  year. 
It  is  expected  to  complete  it  the  present  season. 

July  1, 1893,  balance  unexpended $54,509.14 

June  30, 18£4,  amount  expended  during  fiscal  year 44, 018. 92 

July  1,  1894,  balance  unexpended 10,490.22 

July  1,  1894,  outstanding  liabilities $300. 00 

July  1,  1894,  amount  covered  by  uncompleted  contracts 10, 000. 00 

10,300.00 

July  1,  1894,  balance  available 190.22 

Amount  appropriated  by  act  of  August  17,  1894 10, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 10, 190. 22 

{Amount  (estimated)  required  for  completion  of  existing  project 125, 000. 00 
Amountthat  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    25, 000. 00 
Submitted  iu  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  Bundry  civil  act  of  March  3, 1893. 

(See  Appendix  A  19.) 

IMPRO^VEMENT  OF  RIVEES  AND  HARBORS  IN  EASTERN  MASSACHUSETTS. 

This  district  was  in  the  charge  of  Lieut.  Col.  S.  M.  Mansfield,  Corps 
of  Engineers. 

1.  Newhuryport  Harbor^  Massachusetts, — The  object  of  the  improve- 
ment is  to  create  a  channel  through  the  outer  bar,  1,000  feet  wide  and 
with  a  least  depth  of  17  feet  at  mean  low  water,  or  24^  feet  at  mean 
high  water. 

The  project,  adopted  in  1880  and  modified  in  1883,  is  to  build  two 
converging  rubblestone  jetties,  so  located  as  to  give  a  proper  direction 
to  the  current,  and  thereby  produce  and  maintain  the  desired  result. 
The  estimated  cost  of  the  project  was  $375,000. 

The  original  depth  of  water  on  the  bar  was  7  feet  at  mean  low  water. 

To  June  30, 1893,  $251,841.87  had  been  expended,  and  the  north  jetty- 
was  completed  for  a  length  of  2,510  feet  and  partially  completed  for  an 
additional  length  of  105  feet.  The  south  jetty  was  1,300  feet  long, 
of  which  1,077  feet  were  completed. 

The  Plum  Island  Dike  was  817  feet  long,  5J  feet  high  above  mean 
low  water,  except  near  the  center,  where  a  weir  150  feet  long  and  2  feet 
above  mean  low  water  was  left  temporarily. 

The  sand  catch  in  rear  of  the  south  jetty  was  in  two  branches,  one 
480  feet  long  and  one  572  feet  long. 

During  the  year  operations  were  continued  under  the  contract  of 
September  16, 1892,  and  13,775  tons  of  stone  was  deposited  in  the  north 
jetty;  it  is  now  2,705  feet  long,  fully  completed.  The  dike,  the  south 
jetty,  and  the  sand  catch  remain  unchanged  since  June  30, 1893. 
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A  survey  of  the  bar  was  made  in  Juue,  1894^  it  showed  that  the 
clianuel  had  steadily  improved. 

July  1,  1893,  balance  unexpended $25,  658. 13 

June  30,  1894,  amount  expended  during  fiscal  year 17, 881. 97 

Julv  1,  1894,  balance  unexpended 7, 776. 16 

July  1,  1894,  outstanding  liabilities 6,716.07 

July  1,  1894,  balance  available 1,000.09 

Amount  appropriat-ed  by  act  of  August  17,  1894 20, 000, 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 21, 060. 09 

l'  Amount  (estimated)  required  for  completion  of  existing  project 77, 500. 00 

!  Amount  that  can  be  profitably  expended  in  tiscal  year  ending  June  30,1896    77, 500.  00 
I  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
t     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  B  1.) 

;?.  Merrimac  River,  Massachusetts. — The  object  of  the  improvement 
is  to  straighten,  deepen,  and  widen  the  natural  channel  of  the  river 
from  its  mouth  to  the  Upper  Falls,  a  distance  of  21^  miles. 

The  channel  originally  was  narrow,  crooked,  and  much  obstructed 
by  ledges,  bowlders,  and  shoals;  and  below  Newburyport  by  ledges, 
cribs,  piers,  and  wrecks. 

At  mean  low  water  vessels  drawing  not  to  exceed  7  feet  could  cross 
the  bar  and  proceed  about  6  miles  above  Newburyport. 

The  mean  rise  or  fall  of  the  tide  at  the  mouth  of  the  river  is  7^  feet; 
at  Haverhill  bridge,  4  feet. 

The  project,  originally  adopted  in  1870,  proposed  to  remove  olfstruc- 
tions  from  the  Upper  and  Lower  Falls,  to  remove  Gangway  Kock,  to 
remove  the  wreck  of  the  Olobe,  and  to  remove  the  "  Boilers." 

The  cost  was  estimated  at  809,025. 

This  project  was  revised  and  extended  in  1874  to  include  the  removal 
of  rocks  at  Deer  Island  and  Eock  bridges,  and  at  Little  Curriers  bhoal, 
so  that  the  channel  should  have  the  following  depths  at  ordinary  high- 
water  stages  of  the  river :  From  the  mouth  to  Deer  Island  bridge  (5 
miles),  16|  feet;  thence  to  Haverhill  bridge  (12J  miles),  12  feet;  thence 
to  the  foot  of  Mitchells  Falls  (1^  miles),  10  feet;  through  Mitchels 
Falls  to  the  head  of  the  Upper  Falls  (2J  miles),  not  less  than  4.i  feet, 
with  the  mill  water  at  Lawrence  running.  This  revised  project  was 
estimated  to  cost  $147,000. 

The  total  appropriations  to  date  have  been  §242,366.72. 

The  expenditures  to  June  30,  1893,  were  $233,275.20,  and  the  river 
channel  had  been  improved  in  accordance  with  the  modified  project. 

During  the  fiscal  year  a  contract  for  the  removal  of  the  '' Boilers" 
was  completed  by  the  removal  of  350  cubic  yards  of  rock. 

The  improved  channel  is  in  good  order. 

Jnly  1,  1893,  balance  nnexpeiided ^9,  091.  52 

June  30,  1894,  amount  expended  during  fiscal  year 3,  779.  80 

July  1,  1894,  balance  unexpended 5,  311,  72 

(See  Appendix  B  2.) 

3.  Powow  River^  Massachusetts. — Powow  River  is  a  tributary  of  the 
Merrimac  River,  into  which  it  enters  from  the  north  about  3.^  miles 
above  Newburyport. 

From  its  mouth  tide  water  extends  9,000  feet  in  a  narrow,  crooked 
channel,  not  navigable  at  low  water. 
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The  project  proposed  for  its  improvement  is  to  dredge  a  cbaunel 
9,000  feet  long,  GO  feet  wide,  and  12  feet  deep  at  mean  high  water  at 
an  estimated  cost  of  $77,000. 

The  total  appropriations  to  date  have  been  $12,000,  but  this  amount 
is  inadequate  to  obtain  anj*^  appreciable  benefit  to  commerce  and  will 
be  retained  in  the  Treasury  until  additional  funds  are  provided. 

No  expenditures  were  mjide  during  the  year  ending  June  30,  1804, 
and  the  original  condition  of  the  river  is  unaltered. 

July  1,  1893,  balance  unexpended $12,000.00 

July  1,  1894,  balance  unexpended 12,000.00 

Amount  appropriated  by  act  of  August  17,  1894 15, 000.  00 

Amount  available  for  fiscal  year  ending  June  30,  1895 27, 000. 00 

{Amount  (estimated)  required  for  completion  of  existing  project 50, 000. 00 
Amountthatcan  be  profitably  expendedin  fiscal  year  ending  June30, 1896    30,  000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acta  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  B  3.) 

4.  Ipswich  River^  MmsachusetU. — Ipswich  Kiver  empties  into  Plum 
Island  Sound,  about  9  miles  south  of  Newburyport,  Mass.  It  is  navi- 
gable from  its  mouth  to  the  wharves  at  Ipswich,  a  distance  of  3  miles. 
Before  improvement,  at  low  water,  not  to  exceed  lA  feet  draft  could  be 
carried  in  a  narrow  channel. 

The  mean  rise  or  fall  of  the  tide  is  8.4  feet. 

The  object  of  the  improvement  is  to  widen  and  deepen  the  natural 
chanuft  of  the  river. 

The  original  project  was  submitted  in  1875.  It  proposed  a  channel 
60  feet  wide  and  4  feet  deep  at  mean  low  water. 

In  1887  the  project  was  modified  by  limiting  the  present  improve- 
ment to  opening  a  channel  CO  feet  Avide  and  4  feet  deep  through  ''  The 
Shoals"  and  *' Labor  in  Vain,"  and  extending  it  to  the  "Deep  Hole," 
op])osite  the  town  wharves. 

The  amount  appropriated  for  this  improvement  to  date  is  87,500. 

The  amount  expended  to  June  30, 1893,  was  $2,556.29. 

On  June  30, 1893,  the  improved  channel  was  4  feet  deep  at  mean  low 
water,  GO  feet  wide  at  "  Labor  in  Vain,"  and  40  feet  wide  at  ^'The 
Shoals;"  and  a  contract  was  in  force  with  Mr.  Edgar  P.  Lovering,  of 
South  Boston,  Mass.,  to  remove  6,000  cubic  yards  by  dredging,  and 
thuvs  complete  the  limited  project. 

Operations  under  this  contract  were  commenced  during  the  latter 
part  of  June,  1894,  and  as  but  1,506  cubic  yards  was  dredged  durinff 
the  fiscal  year,  the  condition  of  the  improvement  at  the  date  of  this 
report  is  essentially  the  same  as  on  June  30,  1893.  The  prospective 
benelits  to  commerce  are  increased  facilities  and  safety  to  navigation. 

July  1,  1893,  hjilanco  unexponded $-1, 913. 71 

Juiio  30, 1894,  amount  expended  durinj;:  Jiscal  year 81. 30 

July  1,  1894,  balance  unexponded 4,862.41 

July  1, 1894,  outstanding  liabilitieH $5L'7.  10 

July  1, 1894,  amount  covered  by  uncompleted  contracts 1,  572.  90 

2, 100. 00 

July  1, 1894,  balance  available 2,762.41 

(See  Appendix  B  4,) 


Digitized  by  VjOOQIC 


BIVER   AND   HARBOE   IMPROVEMENTS.  S9 

5.  Es^ex  Rit)er^  Massachtisetts, — Essex  River  empties  into  Ipswich 
Bay  about  3  miles  southeast  of  the  mouth  of  Ipswich  River,  Massa- 
chusetts. It  is  uavigable  at  high  water  to  the  wharves  in  the  town  of 
Essex,  a  distance  of  G  miles,  but  no  navigable  low-water  channel  exists 
for  12,000  feet  below  the  town  wharves. 

The  I^^an  rise  or  fall  of  the  tide  is  8.8  feet. 

The  object  of  the  improvement  is  to  widen  and  deepen  the  natural 
channel  of  the  river. 

The  project  for  improvement  was  submitted  May  15,  1891,  and  pro- 
posed a  channel  60  feet  wide,  4  feet  deep  at  mean  low  water  to  the 
wharves  at  Essex,  estimated  to  cost  $25,000. 

The  total  amount  appropriated  to  date  is  $5,000. 

As  the  available  funds  are  insufficient  to  afford  any  appreciable  ben- 
efit to  commerce  by  their  expenditure,  no  work  has  been  done  under 
the  project  and  the  original  condition  of  the  river  remains  unchangecL 

The  prospective  benefits  to  commerce  are  increased  facilities  and 
safety  to  navigation. 

Jnly  1,  1893^  •balance  unexpended $5, 000. 00 

July  1,  1894,  balance  unexpended 5,  000. 00 

Amount  appropriated  by  act  of  August  17.  1894 5,  000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 10, 000. 00 

{Amount  (estimated)  required  for  completion  of  existing  project ir>,  000. 00 
Amount  that  can  be  jjrotitably  expended  in  fiscal  year  encling  June  30,1896    15, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  B  5.) 

6,  Harbor  of  Refuge,  Sandy  Bay,  CapeAnn^  Massachusetts. — This  bay 
is  situated  at  the  northeastern  extremity  of  Cape  Ann,  Massachusetts. 
It  is  open  to  the  full  effects  of  easterly  and  northeasterly  gales. 

Tbe.  proi)osed  improvement  contemplates  the  construction  of  a 
national  harbor  of  refuge  of  the  first  class.  The  anchorage  covered 
by  the  breakwater  will  contain  1,377  acres. 

The  estimated  cost  of  the  improvement  is  $5,000,000.  The  original 
project  of  1884  proposed  to  build  only  the  substructure  of  the  break- 
water of  rubblestone.  The  present  project,  approved  March  17, 1SD2, 
l>roposes  to  build  the  entire  breakwater  of  rubblestone. 

The  total  appropriations  to  date  have  been  $600,000.  The  exjiendi- 
txLves  to  June  30,  18D3,  not  including  outstanding  liabilities,  were 
$476,485.08. 

The  condition  of  the  improvement  on  June  30, 1803,  was  «as  follows  : 
591,707  tons  of  stone  had  been  deposited  in  the  breakwater.  Of  this 
amount  591,073  tons  was  small  stone  (less  than  4  tons  weight), 
dei>osited  below  low  water,  and  724  tons  was  large  stone  (averaging 
0  tons  weight),  deposited  above  mean  low  water.  Four  thousand  six 
hundred  feet  of  ttie  breakwater  was  to  a  grade  22  feet  below  mean 
low  water;  200  feet  was  to  the  grade  of  mean  low  water,  and  50  feet 
of  the  breakwater  was  completed. 

Operations  were  in  progress  under  a  contract  to  deposit  14,000  tons 
of  large  stone  and  120,000  tons  of  small  stone  in  the  breakwater. 

During  the  fiscal  year  70,755  tons  of  small  stone  and  9,224  tons  of 
large  stone  were  deposited  under  this  contract.  Five  hundred  feet  of 
the  breakwater  was  essentially  completed;  700  feet  was  brought  to 
the  grade  of  mean  low  water. 
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The  prospective  benefits  to  commerce  and  navigation  by  the  com- 
pletion of  this  harbor  of  refuge  are  increased  safety  to  life  and  prop- 
erty, and  a  consequent  reduction  in  freights  and  insurance. 

July  1,  1893,  balance  unexpended $123,511.92 

June  30,  1894,  amount  expended  during  fiscal  year 81, 810.  38 

July  1,  1894,  balance  unexpended 41,  704. 54 

July  1,  1894,  outstanding  liabilities $20,769.34 

Julv  1,  1894,  amount  covered  by  uncompleted  contracts..         10, 425.  50 

31, 194.  84 


July  1,  1894,  balance  available 10,509.70 

Amount  appropriated  by  act  of  August  17,  1894 150, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 160, 509. 70 

Amount  (estimated)  required  for  completion  of  existing  project 4, 250, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June 

30,1896 500,000.00 

Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 

harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893.  . 

(See  Appendix  B  6.) 

7.  Gloucester  Rarhor^  Massachusetts. — Gloucester  Harbor  is  an  im- 
portant center  for  the  fishing  fleet  of  New  England,  about  20  miles 
north  of  Boston.  Its  inner  harbor  was  originally  obstructed  by  sunken 
rocks  and  shoals,  and  the  approaches  to  the  wharves  were  shallow, 
varying  from  1  to  12  feet.  The  outer  harbor  was  open  to  all  southerly 
gales. 

The  first  project  for  its  improvement  was  submitted  January  20, 1871, 
and  jjroposed  to  build  a  breakwater  from  Eastern  Point  to  Round 
Rock  Shoal,  and  to  clear  the  harbor  of  sunken  rocks. 

The  present  approved  project  was  submitted  in  1887.  It  i)roposed 
to  remove  from  the  inner  harbor  obstructing  rocks  and  shoals,  giving 
in  front  of  the  wharves,  as  far  as  Pew's  wharf,  15  feet  depth  at  low 
water,  and  10  feet  in  Harbor  Cove,  and  to  build  a  breakwater  from 
Eastern  Point  to  Round  Rock  Shoal,  in  substantially  the  same  location 
as  that  proposed  in  the  project  of  1871. 

The  total  appropriations  to  date  have  been  $80,000. 

The  expenditures  to  June  30,  1893,  were  $36,721.50,  and  at  that  date 
the  condition  of  the  improvement  was  as  follows:  Clam  Rock,  Pinnacle 
Rock,  rock  off  J.  Friend's  wharf,  and  rock  off  Pew's  wharf  had  been 
reduced  to  the  level  of  the  surrounding  bottom,  and  Babsons  Ledge 
to  14  feet  below  mean  low  water. 

Two  channels  of  approach  to  the  wharves  in  Harbor  Cove  had  been 
dredged;  each  140  feet  wide  and  10  feet  deep  at  mean  low  water.  In 
the  inner  harbor  15  feet  depth  had  been  obtained  in  front  of  the 
wharves  as  far  as  the  steamboat  wharf,  except  over  four  small  ledges 
uncovered  by  the  dredging  near  the  Halibut  Company's  wharf.  Noth- 
ing had  been  done  on  the  breakwater.  Oi)erations  were  in  progress 
under  a  contract  dated  September  10, 1892. 

During  the  fiscal  year  operations  under  this  contract  were  completed, 
thus  completing  all  dredging  proposed  by  the  project. 

On  March  0,  1894,  a  contract  was  entered  into  for  the  removal  of 
ledges  uncovered  by  the  dredging  to  the  projected  depths.  Operations 
under  this  contract  were  commenced  in  April,  1894,  and  at  the  close  of 
the  fiscal  year  386  cubic  yards  had  been  removed.  Nothing  had  been 
done  on  the  breakwater. 
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July  1,  1893,  balance  iinexpeiidea $43,  278. 50 

Jane  30,  18S4,  amount  expended  during  fiBcal  year 22,  921. 63 

July  1,  1894,  balance  unexpended 20, 356. 87 

July  1,  189-1,  outstanding  liabilities $2, 297.  38 

Julv  1,  1894,  amount  covered  bv  uncompleted  contracts 1, 607. 18 

3,904.56 

July  1,  1894,  balance  available 16,452.31 

Amount  appropriated  by  act  of  August  17,  1894 40, 000. 00 

Amount  available  for  fiscal  year  ending  Juno  30,  1895 56,  452. 31 

f  Amount  (estimated)  required  for  completion  of  existing  project 712, 000. 00 

J  Amount  that  can  bo  prolitubiy  expended  in  fiscal  vear  ending  June  30, 1896  250, 000. 00 
]  .Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
[     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  B  7.)     ^ 

6*.  Manchester  Harbor^  Mussackusetts, — Manchester  Harbor  is  situated 
about  5 J  miles  northeast  from  the  entrance  of  Salem  Harbor,  Massa- 
chusetts. 

The  channel  was  100  feet  wide  and  6J  feet  deep  at  mean  low  water 
up  to  Proctors  Point;  it  then  shoaled  rapidly  to  a  depth  of  IJ  feet  at  the 
*•  Narrows;"  1,400  feet  from  Proctors  Point  and  for  a  further  distance  of 
2,500  feet  to  the  town  wharves  no  low-water  channel  existed. 

The  project  for  its  improvement  proposed  to  dredge  a  channel  from 
Proctors  Point  to  the  town  wharves,  GO  feet  wide  and  4  feet  deep  at 
mean  low  water,  at  an  estimated  cost  of  $14,300.  The  total  appropri- 
ations to  date  have  been  $14,300.  The  expenditures  to  June  30,  1893, 
were  $7,155.93. 

On  June  30,  1893,  the  improved  channel  was  35  feet  wide,  4  feet  deep 
at  mean  low  water  from  Proctors  Point  to  the  railroad  bridge,  a  dis- 
of  2,000  teet. 

During  the  fiscal  year  operations  were  commenced  and  completed 
under  a  contract  dated  September  17,  1892;  22,222  cubic  yards  was 
dredged  under  this  contract. 

At  the  date  of  this  report  the  proposed  project  for  improvement  has 
been  completed,  and  the  improved  channel  is  in  good  condition. 

July  1,  1893,  balance  unexpended $7, 144. 07 

Juue  30,  1894,  amount  expended  during  tiscal  year 6, 483. 36 

July  1,  ISQA,  balance  unexpended 660. 71 

(See  Appendix  B  8.) 

9.  iSalem  Harbor^  Massachusetts. — Salem  Harbor  is  12  miles  north- 
ward of  Boston,  Mass.  It  contains  a  well-sheltered,  entirely  unob- 
structed anchorage  of  about  110  acres,  more  than  18  feet  deep  at  mean 
low  water. 

The  principal  city  wharves  are  located  on  South  Eiver,  a  small  stream 
entering  the  harbor.  This  river  was  3,000  feet  long,  from  150  to  300 
feet  wide,  and  not  navigable  at  low  tide. 

The  original  project  for  the  improvement  of  this  harbor  was  sub- 
mitted December  10, 1872.  Et  proposed  to  dredge  a  channel  of  approach 
to  the  mouth  of  South  River,  1,730  feet  long,  300  feet  wide,  and  8  feet 
deep  at  mean  low  water.  This  project  was  essentially  completed  in 
187;5-1875. 

The  present  project  was  submitted  December  2,  1889.  It  proposed 
to  clear  out  the  channel  as  originally  dredged,  and  to  extend  it  to  the 
head  of  navigation,  gradually  reducing  its  width  from  150  feet  at  the 
month  of  the  river  to  100  feet  near  the  inner  end  of  Derby  wharf,  and 
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above  this  to  excavate  a  ehaunel  50  feet  wide;  to  the  inner  end  of 
Derby  wharf,  the  improved  channel  to  be  8  feet  deep  at  mean  low 
water,  and  above  this  point  G  feet  deep.  The  total  IcDgth  of  the 
improved  channel  to  be  5,100  feet  approximately. 

The  total  appropriations  to  date  liave  been  $53,000.  The  expendi- 
tures to  June  30, 1893,  were  $37,801.20.  At  that  date  the  entrance 
channel,  dredged  in  1873-1875,  had  been  cleared  out  to  essentially  its 
original  dimensions,  and  the  improved  channel  was  50  feet  wide,  8  feet 
deep  to  near  the  inner  end  of  Derby  wharf,  and  thence  to  the  head  of 
of  navigation  C  feet  deep  at  mean  low  water. 

On  June  30,  1893,  a  contract  was  in  force^  dated  September  17,  1892, 
to  complete  the  proposed  imi)rovement.  Operations  under  this  con- 
tract were  commenced  in  April,  1894,  and  it  was  satisfactorily  complete*) 
in  June,  1894. 

At  the  date  of  this  report  the  project  for  improvement  is  completed. 

July  1,1893,  balauce  unexpended $15,198.80 

June  SO,  1894,  amount  expended  during  liscal  year 2, 437. 59 

July  1, 1894,  balance  unexpended 12,761.21 

July  1, 1894,  outstanding  liabilities 9,122.44 

July  1,1894,  balauco  available 3,638.77 

(See  Ai)pendix  B  9.) 

10.  Lynn  Harbor j  Massachtisetts. — Lynn  Harbor  is  9  miles  northeast 
from  Boston. 

The  original  channels  were  narrow  and  crooked  and  had  but  G  feet 
depth  at  mean  low  water. 

The  i)ioject  for  improvement  was  adopted  in  1884.  It  x)ropoRed  a 
channel  200  feet  wide,  10  feet  deep  at  mean  low  water,  through  the 
outer  and  inner  bars.  It  is  supposed  that  the  inner  channel  will 
require  occasional  dredging,  and  a  training  wall  was  proposed,  if 
required,  to  aid  in  keeping  the  outer  channel  ox)en. 

On  September  24, 1884,  it  was  i>roposed  to  extend  the  inner  channel 
400  feet  within  the  harbor  line  and  to  excavate  at  its  inner  end  an  anchor- 
age basin  600  by  300  feet  in  area,  10  feet  deep  at  mean  low  water,  at  a 
cost  of  §25,000. 

The  estimated  cost  of  the  original  project  was  $157,000. 

The  total  appropriations  to  date  have  been  8101,000. 

The  amount  expended  to  June  30,  1893,  was  885,752.41.  At  that 
date  the  outer  channel  and  basin  were  completed  as  proposed  and  the 
inner  channel  was  150  feet  wide.  A  contract  dated  January  5, 1893, 
was  in  force  to  dredge  a  channel  150  feet  wide,  8  ieet  deep  at  moan  low 
water,  at  the  entrance  of  the  western  channel,  and  to  widen  the  inner 
channel  of  the  main  harbor  to  200  feet,  so  far  as  the  balance  available 
would  ])ermit. 

Operations  under  this  contract  were  commenced  in  June,  1893,  and- 
were  continued  during  the  fiscal  year.  The  contract  was  completed 
in  August,  1893;  39,808  cubic  yards  was  removed  under  tiie  contract 
and  the  western  channel  was  completed  as  proposed  and  the  inner 
channel  widened  to  200  feet  for  500  feet  from  its  outer  end. 

July  1,  1893,  balance  unexpended $15,  247. 59 

Jnne  30,  1894,  amount  expended  during  fiscal  year 14,  362. 84 

July  1,  189-1,  balance  unexpended 884.  75 

Amonut  apj)ropriated  by  act  of  August  17,  1894 7, 500. 00 

Amount  available  for  fiscal  year  ending  Juno  30,  1895 8,  384.  75 
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{Amoaut  (estimated)  required  for  completion  of  existinfj  project $73, 500. 00 
Amonntthat  can  beprofitablyexpended  in  fiscal  yeareuding  JuneSO,  1896    20, 000.00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  B  10.) 

11.  'Winthrap  Harbor^  Masftachusetts. — Wintlirop  Harbor  is  situated 
in  the  northeastern  i)art  of  Boston  harbor.  It  contains  350  acres, 
approximately,  all  of  which  is  essentially  dry  at  low  tide.  The  mean 
range  of  tides  is  9.4  feet. 

The  original  project  for  its  improvement  proposed  to  dredge  a  straight 
channel  3,900  feet  long,  50  feet  wide,  6  feet  deep  at  mean  low  water, 
from  the  "Back''  channel  of  Boston  harbor  to  Rice's  wharf. 

The  total  appropriations  to  date  have  been  $9,000. 

The  expenditures  to  June  30, 1893,  were  $8,974.85. 

At  that  date  the  project  was  completed  as  proposed,  the  imi)roved 
channel  being  3,900  feet  long,  50  feet  wide,  and  G  feet  deeo  at  mean 
low  water. 

July  1,  1893,  balance  unexpended - $25. 15 

Jane  30,  1894,  amount  cxpende<l  during  liscal  year 8. 36 

July  1,  1891,  balance  unexj^ended 16.  "19 

(See  Appendix  B  11.) 

1J2.  Mystic  and  Maiden  rivers^  Massachusetts. — These  two  rivers  empty 
into  the  inner  harbor  of  Boston,  Mass. 

Maiden  River  is  tributary  to  the  Mystic  River,  their  junction  being 
about  3  miles  above  the  mouth  of  the  latter. 

Originally  no  low- water  channel  existed  in  either  river. 

A  project  for  the  improvement  of  Mystic  River  was  submitted  May 
9,  1891.  It  proposed  to  widen  and  deepen  the  natural  channel  to  the 
head  of  navigation  in  Medford,  a  distance  of  about  4J  miles,  so  that  it 
should  be  100  feet  wide,  (>  feet  deep  at  mean  low  water  to  the  first  turn 
above  Denning's  Wharf;  thence  4  feet  deep  at  mean  low  water,  the 
width  gradually  contracting  to  50  feet  at  the  upper  end;  estimated  to 
cost  «25,000. 

The  original  project  for  the  improvement  of  Maiden  River  was  sub- 
mitte<l  December  1,  1880,  and  was  modified  in  1882.  The  modified  pro- 
ject proposed  to  make  the  natural  channel  100  feet  wide,  12  feet  deep 
at  mean  high  water  to  the  first  bridge,  and  thence  75  feet  wide  to  tlie 
second  bridge,  the  estimated  cost  being  $37,000.  The  mean  range  of 
tides  is  9.8  feet. 

Ten  thousand  dollar^  was  appropriated  for  the  improvement  of  Maiden 
River  in  1882,  and  expended  in  1883-'84  in  accordance  with  the  project, 
making  a  channel  50  feet  wide,  12  feet  deep  at  mean  high  water  to  the 
first  bridge. 

The  act  of  July  13,  1892,  appropriated  $10,000  for  the  improvement 
of  Mystic  and  Maiden  rivers.  Five  thousand  dollars  of  this  amount  is 
retained  in  the  Treasury  for  the  improvement  of  Maiden  River  (when 
additional  funds  are  available),  and  the  balance  will  be  expended  in 
improving  Mjstic  River  as  proposed. 

!No  operations  have  been  in  progress  during  the  fiscal  year,  and  at  the 
date  of  this  report  the  original  condition  of  the  Mystic  River  is 
unchanged,  and  the  improved  channel  in  Maiden  River  is  50  feet  wide, 
12  feet  deep  at  mean  high  water  to  the  first  bridge  in  Maiden,  a  distance 
of  H  miles. 
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July  1,  1893,  balance  unexjiended $9, 958. 45 

July  1,  1894,  balauce  unexpended 9, 958. 45 

Amount  appropriated  by  act  of  August  17,  1894 10, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 19, 958. 45 

{Amount  (estimated)  required  for  completion  of  existinjj  project 40, 000. 00 
Amount  that  can  be  ])roli  tably  expended  in  fiscal  year  ending  J  une  30, 1896    40, 000. 00 
Submitted  in  compliance  with  requirements  of^sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  B  12.) 

13,  Boston  Harbor^  Massachusetts. — The  object  of  this  improvement 
is,  first,  to  preserve  the  harbor  by  protecting  the  islands  and  head- 
hiiids;  and,  second,  to  improve  it  by  widening,  straightening,  and 
deepening  the  channels. 

The  projects  adopted  for  this  purpose  since  18G6  have  been  mainly  in 
accordance  with  the  recommendations  of  the  United  States  commis- 
sioners whose  labors  terminated  during  that  j^ear. 

The  works  of  preservation  consist  of  sea  walls,  aprons,  jetties,  etc., 
which  protect  the  shores  of  the  islands  and  headlands,  prevent  addi- 
tional wash  into  the  channels,  control  tidal  scour,  and  preserve  the  full 
height  of  anchorage  shelter  for  vessels  in  the  roadsteads.  Such  have 
been  built  or  repaired  at  Point  Allerton,  and  the  islands  of  Great 
Brewster,  Lovells,  Gallox)S,  Long,  Deer,  Eainsford,  Georges,  and 
Castle. 

The  works  of  improvement  have  been  by  dredging  and  blasting,  by 
which  means  many  dangerous  rocks  and  shoals  have  been  removed  and 
the  main  ship  channel  enlarged  from  100  feet  wide  and  18  feet  deep  at 
mean  low  water,  so  that  it  is  now  at  least  625  feet  wide  and  23  feet 
deep  at  mean  low  water. 

The  following  tributary  channels  have  also  been  improved : 

a.  Charles  River. — The  natural  channel  of  this  river  has  been  wid- 
ened, straightened,  and  deepened,  so  that  from  its  mouth  to  Western 
avenue  bridge,  a  distance  of  4^  miles,  the  channel  has  a  width  of  200 
feet  and  a  depth  of  7  feet  at  mean  low  water;  thence  to  Arsenal  street 
bridge,  2^  miles,  the  channel  has  a  least  width  of  80  feet  and  a  least 
depth  of  6  feet. 

b.  Fort  Point  ChamieJ. — This  im])ortant  branch  of  the  main  ship 
channel  had  a  least  depth  of  12  feet  at  its  entrance,  and  the  channel 
was  narrow  and  crooked.  It  has  been  widened  to  175  feet  and  deep- 
ened to  23  feet  at  mean  low  water  from  its  mouth  to  Congress  street 
bridge,  a  distance  of  1,000  feet. 

c.  liingham  Harbor, — See  separate  report. 

d.  Nantaslcet  Beach  Charmel. — This  channel  was  originally  about  50 
feet  wide,  8  feet  deep  at  mean  low  water.  It  is  now  150  feet  wide,  12 
feet  deep  at  mean  low  water. 

e.  Channel  beticeen  Nix*s  Mate  and  Long  Island. — This  channel  had 
originally  4^  feet  depth  at  mean  low  water.  A  cut  has  been  made 
through  the  bar  300  feet  wide,  15  feet  deep  at  mean  low  water. 

/.  Broad  Sound, — An  obstruction  called  Barrel  llock  was  removed 
in  1809. 

(f,  Jeffreys  Point  Channel, — This  channel  is  an  extension  of  the  main 
ship  channel  from  near  Grand  tJ unction  wharf  (East  Boston)  toward 
Jeffreys  Point.  It  is  now  400  feet  wide  from  Grand  Junction  wharf  to 
just  east  of  Simpson's  patent  dry  docks,  and  18  feet  deep  at  mean  low 
watery  thence  gradually  narrowing  the  proposed  channel  to  250  feet, 
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and  decreasing  the  depth  of  water  to  15  feet  at  rneau  low  water  to  a 
junction  with  the  same  depth  off  Jeffreys  Point. 
The  total  expenditures  to  June  30,  1893,  were  $2,264,863.80. 
Ou  June  30,  1893,  the  main  ship  channel  was  23  feet  deep  at  mean 
low  water,  1,100  feet  wide  west  of  the  Upper  Middle,  850  feet  wide  at 
the  Upper  Middle,  1,000  feet  wide  at  the  Lower  Middle,  and  at  least 
625  feet  wide  elsewhere. 

During  the  fiscal  year  the  project  for  the  Jeffreys  Point  Channel 
wivs  completed,  and  the  Nantasket  Beach  Channel  was  completed 
except  the  removal  of  a  ledge  near  the.  steamboat  wharf;  302,231  cubic 
yards  was  dredged  from  the  main  ship  channel,  and  at  the  date  of  this 
report  the  improved  channel  is  27  feet  deep  at  mean  low  water,  300 
feet  wide  at  the  shoal  east  of  Nashs  Rock,  1,000  feet  wide  at  the  shoal 
west  of  Nashs  Bock,  500  feet  wide  at  the  Centurion  Shoal.  In  the 
Narrows  the  channel  has  been  dredged  700  feet  wide,  but  ledges  were 
uncovered  which,  until  they  are  removed,  prevent  the  use  of  the 
increased  depth.  These  ledges  contain  4,532  cubic  yards  above  the 
proposed  grade. 

The  remainder  of  the  main  ship  channel  is  in  the  same  condition  as 
on  June  30,' 1893. 

July  1,  1893,  balance  unexpended $339,412.30 

Jnne  30,  1^,  amount  expended  during  fiscal  year 157,  280.  63 

July  1,  1894,  balance  unexpended 182,131.67 

July  1,1894,  outstanding  liabilities $30,206.89 

July  1,1894,  amount  covered  by  uncompleted  contracts 83,219.07 

113,425.96 

July  1. 1894,  balance  available 68,  705. 71 

Amount  appropriated  by  act  of  August  17,  1894 200,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 268,  705.  71 


Amount  (estimated)  required  for  completion  of  existing  project 1, 135, 000.  00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June 

30,  1896 700,000.00 

Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 

harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 

1893. 

(See  Appendix  B  13.) 

14,  Weymouth  River j  Massachusetts.  — Weymouth  (Fore)  Eiver  empties 
into  the  southwestern  part  of  Boston  Harbor,  Massachusetts.  For  4 
miles  it  was  navigable  at  low  water  for  vessels  drawing  18  feet,  and 
to  the  head  of  navigation,  an  additional  3  miles,  at  least  3  feet  depth 
was  to  be  found. 

The  original  project  for  its  improvement  was  submitted  December  2, 
1889.  It  proposetl  to  improve  the  natural  channel  so  that  6  feet  at 
mean  low  water  could  be  carried  to  the  head  of  navigation  in  a  chan- 
nel 100  feet  wide  to  near  Weymouth  Landing,  thence  to  Braintree 
bridge  80  feet  wide,  and  above  the  bridge  50  feet  wide;  the  total 
length  of  improved  channel  to  be  7,000  feet,  and  to  cost  $40,000. 

The  total  appropriations  to  date  have  been  $20,000. 

The  expenditures  to  June  30, 1893,  were  $10,038.64.  At  that  date 
the  improved  channel  was  0  feet  deep  at  mean  low  water,  40  feet  wide 
to  Braintree  bridge,  and  25  feet  wide  thence  to  the  head  of  navigation. 

No  operations  were  in  progress  during  the  fiscal  year,  and  the  con- 
dition of  the  imjirovement  remains  unchanged  since  June  30,  1893. 
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July  1, 1893,  balance  unexpended $9, 961. 36 

July  1, 1894,  balance  unexpended 9,961.36 

Amount  appropriated  by  act  of  August  17,  1894 5, 000. 00 

AiQonut  available  for  fiscal  y(iar  ending  June  30,  1895 ,  14, 961. 36 

{Amount  (estimated)  required  for  completion  of  existing  project 15,000.00 
Auiount.that  cau  be  profitably  expended  in  fiscal  year  ending  June  30,1896    15, 000. 00 
Submitted  in  compliauce  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1^67  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  B  14.) 

15,  Ilingkam  Harbor^  Massachusetts, — The  object  of  this  improve- 
ment is  to  widen  and  deepen  the  natural  channel,  which  was  30  feet 
wide  and  4  feet  deep,  so  that  it  will  be  100  wide  and  10  feet  deep  at 
mean  low  water. 

The  project  was  originally  proposed  in  1874  and  was  modified  in 
1885.  The  original  project  was  estimated  to  cost  $11,000.  The  project 
of  1885  w^as  to  cost  an  additional  sura  of  $18,750. 

The  total  appropriations  to  date  have  been  $29,000,  and  the  expendi- 
tures to  June  30,  1893,  were  $28,985.76. 

On  June  30,  1893,  the  i)roject  had  been  completed  as  modified  in 
1885. 

No  work  has  been  done  during  the  fiscal  year,  and  at  the  date  of 
this  report  the  improved  channel  is  in  good  condition. 

The  prospective  benefits  to  commerce  are  increased  facilities  and 
Siifety  to  navigation. 

July  1,  1893,  balance  unexpended $14.  24 

June  30,  1894,  amount  expended  during  the  fiscal  year 14. 24 

(See  Appendix  B  15.) 

16.  Seittmte  Harbor^  Massachusetts. — This  harbor  is  on  the  west  shore 
of  Massachusetts  Bay,  about  14  miles  south  of  Boston  Light. 

The  object  of  the  improvement  is  to  create  a  harbor  of  refuge  for 
vessels  bound  to  Boston  from  the  eastward  which  are  too  far  south  of 
their  true  course  to  clear  the  dangerous  ledges  near  Miiiots  Ledge 
Light. 

Originally  the  harbor  had  a  low-water  area  of  about  57  acres,  more 
than  ()  acres  of  which  had  a  depth  of  at  least  3  feet  at  mean  low  water. 
It  was  entirely  open  to  the  force  of  easterly  gales,  and  its  entrance  w^as 
obstructed  by  sunken  bowlders. 

The  project  adopted  in  1880  is  to  build  two  breakwaters,  one  from 
Cedar  Point,  on  the  north  side  of  the  entrance,  and  the  other  from  the 
First  Cliff,  on  the  south  side,  and  to  dredge  the  area  inclosed  and  in 
front  of  the  entrance.  The  estimated  cost  of  the  improvement  is 
$2<)0,000. 

The  total  amount  appropriated  to  date  is  $73,080. 

The  total  amount  expended  to  June  30,  18U3,  was  $09,959.84.  At 
that  date  the  north  breakwater  was  essentially  completed.  The  south 
breakwater  was  essentially  comi)leted  for  250  feet  of  its  length,  and 
operations  were  in  progress  under  a  contract  dated  September  17, 1892, 
for  the  deposit  of  3,043  tons  of  rubblestone  in  it.  The  anchorage  basin 
was  350  by  450  feet  in  area,  7  feet  deep  at  mean  low  water.  The  chan- 
nel connecting  the  basin  with  the  town  wharves  was  2,100  feet  long, 
100  feet  wide,  3  feet  deep  at  mean  low  watx^r. 

During  the  fiscal  year  the  contract  dated  September  17, 1802,  for  the 
deposit  of  rubblestone  in  the  south  breakwater,  Avas  completed 
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At  the  date  of  tliis  report  the  south  breakwater  is  completed  for  300 
feet  of  its  length.  ThQ  north  breakwater,  anchorage  basin,  and  imi)roved 
ebannels  remain  unchanged  since  June  30,  1893. 

The  prospective  benefit  to  commerce  is  the  creation  of  an  additional 
harbor  of  refuge  on  this  much  frequented  dangerous  coast. 

.Taly  1,  1893,  Lnlauce  unexpended $3, 720. 16 

Jane  30,  1894,  amount  expended  duri  ng  liscal  year 3, 675. 95 

July  1,  1894,  balance  unexpended 44. 21 

Amonnt  appropriated  by  act  of  August  17,  1894 10, 000.  (0 

.Amount  available  for  (iscal  year  ending  Juno  30,  1895 10, 044. 21 

{Amount  (estimated)  reqnire<l  for  completion  of  existing  project 207,500.00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    40, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  B  10.) 

17.  Plymouth  Harbor^  Ma88achv^etts,^-l^\y movitYi  Harbor  is  t^  miles 
south  of  Boston.  Tlie  object  of  its  improvement  is  to  perpetuate 
the  harbor  by  the  preservation  of  Long  Beach,  which  forms  it,  and  to 
deepen  and  widen  the  channels  of  approach  to  an  enlarged  anchorage 
basin  in  front  of  the  town  wharves. 

The  various  devices  employed  for  the  preservation  of  Long  Beach  are 
described  in  the  Annual  Report  of  the  Chief  of  Engineers  for  the  year 
1877. 

The  original  project  for  improvement  was  adopted  in  1875  and_  modi- 
fied in  1877  and  1884.  The  modiiied  project  proposed  an  improved 
channel  2,286  feet  long,  150  feet  wide,  and  9  feet  deep  at  mean  low 
water,  leading  to  an  anchorage  basin  8GG  feet  long,  150  feet  wide,  and 
9  feet  deep. 

The  total  appropriations  to  date  have  been  $179,760.90. 

The  total  expenditures  to  June  30, 1893,  were — 

For  hoacL  protection $122, 553. 77 

For  dredging 50, 514.  89 

Total 173,068.66 

At  that  date  the  project  for  improvement  had  been  completed.  Long 
Beach  was  in  good  order,  but  additional  bulkheads  were  needed  at  its 
southern  end. 

During  the  fiscal  year  a  small  force  of  hired  labor  was  employed  in 
building  these  bulkheads  and  repairing  existing  ones  and  at  the  date 
of  this  report  Long  Beach  is  in  good  order. 

July  1, 1893,  balance  unexpended' $6,  698.  21 

Jane  3(),  1894,  amonnt  expended  during  fiscal  year 4,  680.  65 

July  1,  1894,  balance  unexpended 2,017.59 

Amonnt  appropriated  by  act  of  August  17,  1894 1 , 5(X).  00 

Amount  available  for  fiscal  year  ending  June  30,  1895 3,  5 17.  59 

(  Amountthatcanbeprofitably  expended  in  fiscal  year  ending  June30,1896       1,  500.  OC 
^  Submitted  in  compHanoe  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  B  17.) 

18»  Kingston  Harbor ,  Massachusetts, — Kingston  Harbor  is  one  of  the 
3  divisions  which  together  form  Plymouth  inner  harbor. 
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The  wharf  at  which  supplies  are  landed  for  the  town  of  Kingston  is 
about  2  miles  south  of  the  center  of  the  town,  and  is  known  as  the 
Plymouth  Cordage  Company's  wharf.  No  low-water  channel  of  navi- 
gable dimensions  existed  to  this  wharf. 

The  project  for  the  improvement  was  submitted  May  25,  1891.  It 
proposed  to  dredge  a  channel  100  feet  wide,  6  feet  deep  at  mean  low 
water  from  deep  water  to  the  Cordage  Company's  wharf,  at  an  esti- 
mated cost  of  $10,000. 

The  total  appropriations  to  date  have  been  $10,000. 

The  expenditures  to  June  30, 1893,  were  $8,937.61,  and  at  that  date 
the  x)roject  had  been  completed. 

No  operations  were  in  progress  during  the  fiscal  year,  and  at  the 
date  of  this  report  the  improved  channel  is  in  good  order. 

July  1, 1893,  balance  unexpeuded .- $8,625.46 

Jnne  30, 1894,  amount  expended  during  fiscal  year 7, 565. 55 

July  1, 1894,  balance  unexpended 1, 059. 91 

,      (See  Appendix  B  18.) 

19.  Wellfleet  Harbor,  Massachusetts. — Wellfleet  Harbor  is  12  miles 
southeast  of  Provincetown,  on  Cape  Cod  Bay.  Originally  no  low- water 
channel  to  the  town  wharves  existed.  The  object  of  its  improvement  is 
to  provide  a  navigable  channel  from  the  inner  anchorage,  the  "Deep 
Hole,"  to  the  town  wharves. 

The  original  project  was  submitted  in  1871,  and  the  present  approved 
project  was  submitted  November  28, 1887.    It  proposed  to  dredge  a 
channel  from  the  "  Deep  Hole"  to  the  town  wharves  4,200  feet  long,  . 
100  feet  wide,  and  0  feet  deep  at  mean  low  water. 

The  total  appropriations  to  date  have  been  $16,000.  The  expendi- 
tures to  June  30,  1893,  were  $11,350.37,  and  at  that  date  the  channel 
proposed  was  25  feet  Avide,  4  feet  deep  at  mean  low  water.  Two  hun- 
dred and  four  cubic  yards  of  sunken  rock  had  been  removed  under  the 
project  of  1871. 

No  operations  were  in  progress  during  the  fiscal  year,  as  the  funds 
available  are  not  sufficient  to  secure  any  appreciable  benefit  to  com- 
merce, and  at  the  date  of  this  report  the  condition  of  the  improvement 
is  the  same  as  on  June  30,  1893. 

July  1,  1893,  balance  unexpended  $4,649.63 

July  1,  1894,  bailance  unexpended 4,  649.  63 

{Amoimt  (estimated)  required  for  completion  of  existing  project 22, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    22, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  *2  of  river  and 
liarbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  B  19.) 

20,  Provincetoicn  Harbor^  Massachusetts. — Provincetown  Harbor  is 
situated  at  the  extremity  of  Cape  Cod,  about  40  miles  southeast  from 
Boston  Light.  It  is  one  of  the  most  valuable  harbors  of  refuge  on  the 
Atlantic  coast. 

Since  1826  the  project  has  been  a  general  one,  and  provides  for  the 
preservation  of  the  harbor  by  building  dikes,  bulkheads,  and  sand 
catches,  and  extensive  planting  of  beach  grass,  to  repair  and  prevent 
storm  damages  to  the  beaches.  A  special  dike  across  House  Point 
Island  Plats,  to  be  built  contingently,  was  recommended  in  the  annual 
report  for  188G.  From  the  nature  of  the  work  it  can  at  no  time  be  con- 
sidered completed. 
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The  total  appropriations  to  date  have  been  $152,918.44.  The  amount 
expended  to  June  30, 1893,  was  $147,677.49. 

No  operations  were  in  progress  during  the  fiscal  year,  and  at  the 
date  of  this  report  all  the  works  of  preservation  were  in  good  order 
with  the  exception  of  the  sand  catches  at  the  west  end  of  Abel  Hill 
Dike,  for  the  repair  of  which  suflacient  funds  are  available. 

July  1, 1893,  balance  unexpended $5, 240. 95 

July  1,  1894,  balance  unexpended 5, 240. 95 

Amount  appropriated  by  act  of  August  17,  1894 1, 500. 00 

Amouut  available  for  fiscal  year  ending  June  30,  1895 6,  740j  95 

(  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896      1, 500. 00 
<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  B  20.) 

21.  Chatham  Harbor ^  Massachusetts. — Chatham  Harbor  is  at  the  east- 
ern end  of  Nantucket  Sound,  about  15  miles  cast  of  Hyannis,  Mass. 

Its  outer  anchorage  (Chatham  Koads)  is  a  valuable  harbor  of  refuge 
from  northerly  and  easterly  gales.  The  inner  harbor  (Stage  Harbor) 
is  small  but  well  landlocked,  and  has  8  to  12  feet  depth  at  mean  low 
water.  Its  entrance  was  obstructed  by  three  bars,  on  which  the  great- 
est depth  at  mean  low  water  was  4  feet. 

The  project  for  the  improvement  of  this  harbor,  submitted  December 
19,  1890,  proposes  to  dredge  a  channel  through  the  three  obstructing 
bars  6  feet  deep  at  mean  low  water,  100  feet  wide  at  the  inner  bar,  150 
feet  wide  at  the  middle  bar,  and  200  feet  wide  at  the  outer  bar,  at  a 
cost  of  $10,000. 

The  total  appropriations  to  date  have  been  $5,000. 

The  expenditures  to  June  30,  1893,  were  $4,402.15. 

At  that  date  the  improved  channel  through  the  middle  and  inner  bars 
was  100  feet  wide,  6  feet  deep  at  mean  low  water.  Nothing  had  been 
done  on  the  outer  bar. 

No  operations  were  in  progress  during  the  hscal  year,  and  at  the 
date  of  this  report  the  condition  of  the  improvement  is  the  same  as  on 
June  30, 1893. 

July  1,  1893,  balance  unexpeuded $597.85 

July  1,  1894,  balance  unexpended 597. 85 

{Amount  (estimated)  required  for  completion  of  existing  project 5,  000. 00 
Amountthat  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896      5, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  B  21.)* 

22.  Removing  sunken  vessels  or  craft  obstructing  or  endangering  nav- 
igation.— Under  the  provisions  of  section  4  of  the  rive^*  and  harbor  act 
of  1880,  the  following  wrecks  were  removed  during  tlie  fiscal  year: 
Schooner  Wildfire  from  Provincetown  Harbor,  Massachusetts;  three 
unknown  schooners  off  Chatham,  Mass.;  and  the  steamer  Perit  from 
Chatham  Bar,  Massachusetts.  The  total  cost  of  removingthese  wrecks 
was  $1,486.75. 

(See  Appendix  B  22.) 
BNG  94 4: 
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IMPROVEMENT   OF  RIVERS  AND  HARBORS  IN  SOUTHEASTERN  MASSA- 
CHUSETTS,  IN  RHODE  ISLAND,   AND   IN  EASTERN   CONNECTICUT. 

Tbis  district  was  in  the  charge  of  Capt.  W.  H.  Bixby,  Corps  of  Engi- 
neers, with  Lieut.  William  W.  Harts,  Corps  of  Engineers,  under  his 
immediate  orders.  Division  Engineer,  Col.  Henry  L.  Abbot,  Corps  of 
Engineers. 

1.  Harbor  of  refuge  at  HyanniSj  Mass. — This  harbor  before  improve- 
ment was  an  open  roadstead,  exposed  to  southerly  storms.  In  the 
years  1827-1838  a  breakwater  of  riprap  granite  1,170  feet  long  was  con- 
structed, covering  an  anchorage  of  about  175  acres,  the  entrance  to 
which  has  a  depth  of  about  15J  feet.  Between  the  years  1852  aiid  1882 
extensive  repairs  were  made,  increasing  the  width  of  its  base  and  the 
size  of  the  stone  forming  its  sides  and  top. 

The  approved  project  of  1884  provides  for  the  dredging  to  15.5  feet 
depth  at  low  water  of  about  30  a<;res  of  shoal  area  north  of  tlie  existing 
breakwater,  so  as  to  increase  the  deep- water  harborage  by  that  amount; 
all  at  a  total  cost  estimated  in  1884  at  $45,743.20  (including  $81.20  left 
over  from  a  former  project),  of  which  $34,081.20  was  appropriated 
prior  to  1894. 

At  the  adoption  of  the  present  project  the  15.5  feet  depth  anchorage 
covered  only  about  .47  acres,  and  the  36  additional  acres  to  be  dredged 
carried  an  average  of  about  12  feet  depth  of  water  at  low  water. 

The  sum  of  $28,543.13  had  been  expended  on  this  work  up  to  June 
30,  1893,  by  which  13  acres  out  of  30  had  been  dredged. 

During  the  past  fiscal  year  work  of  dredging  under  old  contracts  was 
commenced  and  completed,  adding  about  7  acres  to  the  dredged  area. 

Further  dredging  must  await  further  appropriations. 

July  1 ,  1893,  balance  unexpended v     $5, 538. 07 

June  30,  1894,  amount  expended  during  fiscal  year 4,  882. 56 

July  1,  1894,  balance  unexpended 655.51 

July  1,  1894,  outstanding  liabilities 147. 44 

July  1,  1894,  balance  available 508.07 

Amount  appropriated  by  act  of  August  17,  18^ 3, 500. 00 

Ap  ount  available  for  fiscal  year  ending  Jane  30,  1895 4, 008. 07 

{Amount  (estimated)  required  for  completion  of  existing  project.. 8, 162. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896      8, 162.  00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  CI.) 

2.  Harbor  of  refuge  at  Xantuckei^  Mass. — This  harbor  is  the  only  one 
between  the  harbors  of  Marthas  Vineyard  (Vineyard  Haven  and  Edgar- 
town)  and  Provincetown,  a  distance  of  about  100  miles,  except  the 
small  harbor  of  llyannis,  on  the  north  side  of  Nantucket  Sound.  It 
has  deep  water  inside,  and  the  object  of  improvement  is  to  make  it  a 
harbor  of  refuge  for  vessels  plying  between  ports  north  and  south  of 
Cape  Cod. 

The  approved  project  of  18S0,  as  modified  in  ISSo,  provides  for  the 
construction  of  two  jetties  as  training  walls,  one  on  each  side  of  the 
harbor  entrance,  planned  so  as  to  allow  the  tidal  current  to  assist  in 
scouring  out  and  maintaining  a  good  channel,  and  for  the  completion 
of  the  work  by  dredging  where  necessary  to  obtain  a  depth  of  from  12 
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to  15  feet  at  low  water  in  this  cbannel;  all  at  a  total  cost  estimated  in 
1885  at  $375,000,  of  which  $195,000  was- appropriated  prior  to  1894. 

At  the  adoption  of  the  present  project  no  jetties  existed  and  the 
channel  entrance  was  barred  by  a  sboal  of  1.5  miles  width,  on  which 
there  was  only  G  feet  depth  of  water  at  low  tide,  the  channel  being  very 
crooked  and  subject  to  changes  in  location. 

The  sum  of  $172,045.22  had  been  expended  on  this  work  up  to  June 
30,  1893,  by  which  the  west  jetty  had  been  built  to  3,955  feet  length 
with  full  height,  the  east  jetty  had  been  built  to  834  feet  length  with 
full  height,  and,  after  a  gap  of  160  feet,  1,300  feet  length  had  been 
raised  to  half-tide  level. 

During  the  past  fiscal  year  contracts  have  been  made  for  work  under 
the  1892  appropriation. 

The  balance  av^ailable  is  to  be  applied  to  the  further  extension  of  the 
east  jetty  and  raising  low  places  in  the  west  jetty,  together  with  a  little 
dredging  if  necessary. 

July  1,  1893,  balance  nnexponded $22,954.78 

Juno  30,  1894,  amount  expended  during  fiscal  year 3, 419. 96 

July  1,  1894,  balance  unexpended 19,534.82 

July  1,  1894,  outstanding  liabilities $3,570.96 

July  1,  1894,  amount  covered  by  uncompleted  contracts 13,407.25 

16,978.21 

July  1,  1894,  balance  available 2,556.61 

Aqionnt  appropriated  by  act  of  August  17,  1894 25,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 27, 556. 61 

{Amount  (estimated)  required  for  completion  of  existing  project 155, 000. 00 
Amount  tbat  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896  100, 000. 00 
Submitted  in  compliance  vrith  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  C  2.) 

3.  Marthas  Vineyard  inner  harbor  at  EdgartowUj  Mass. — The  inner 
harbor  at  Edgartown  lies  in  the  northern  part  of  the  waterway  or 
strait  that  separates  Chappaquiddick  Island  from  the  east  end  of 
Marthas  Vineyard.  It  extends  southward  about  IJ  miles  from  Chap 
paquiddiok  Point  opposite  Edgartown,  and  averages  about  one-fifth  of 
a  mile  in  width. 

This  harbor  is  so  completely  landlocked  as  to  form  a  safe  harbor  of 
refuge  for  small  vessels,  but  the  contracted  width  of  the  entrance  and 
the  resulting  velocity  of  the  tidal  currents  make  it  difficult  to  pass 
through. 

The  approved  project  of  1889  provides  for  the  removal  to  10  feet 
depth  at  low  water  of  a  '^middle  ground"  shoal  in  the  central  part  of 
the  inter  harbor,  at  a  total  cost  estimated  in  1893  at  $7,000,  of  which 
$4,500  was  appropriated  prior  to  1894. 

At  the  adoption  of  the  present  project  the  middle  ground  shoal 
carried  only  about  6  fedt  depth  oi  water  and  was  a  very  troublesome 
obstruction. 

The  sum  of  $4,267.61  had  been  expended  on  this  work  up  to  June 
30,  1893,  by  which  about  three-quarters  of  the  shoal  had  been  dredged 
to  full  depth. 

During  the  year  operations  were  necessarily  restricted  to  minor 
office  work  and  care  of  property. 

Further  dredging  must  await  further  appropriations. 
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July  1,  1893,  balance  unexpended $232. 39 

June  30,  1894,  amount  expended  during  fiscal  year 224. 28 

July  1,  1894,  balance  unexpended 8.11 

July  1,  1894,  outstanding  liabilities 6. 70 

July  1,  1894,  balance  available 1. 41 

Amount  appropriated  by  act  of  August  17,  1894 2,500.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 2, 501, 41 

(See  Appendix  C  3.) 

4.  Harbor  at  Vineyard  Haven,  Mass, — Vineyard  Haven  is  a  deep 
indentation  in  the  northern  shore  of  the  island  of  Marthas  Vine- 
yard, on  tlie  southern  side  of  Vineyard  Sound.  The  approved  project 
of  1887,  as  modified  in  1889,  provides  for  the  protection  of  the  "  Chops" 
(or  headlands)  from  erosion  and  the  intervening  harbor  from  being 
filled  by  the  eroded  material;  the  whole  to  be  done  by  means  of  stone 
sea  walls  and  jetties  to  be  built  along  the  beach  in  front  of  the  bluflFs 
at  both  headlands.  The  total  cost  was  estimated  in  1889  at  $60,000, 
of  which  $42,500  was  appropriated  prior  to  1894. 

At  the  adoption  of  the  present  project  the  headlands  were  gradually 
wearing  away  and  the  adjacent  parts  of  the  harbor  were  shoaling.  No 
protection  works  were  in  existence. 

The  sum  of  $35,774.84  had  been  expended  on  this  work  up  to  June  30, 
1893,  by  which  there  had  been  built  a  sea  wall  of  450  feet  length  and  a 
jetty  of  50  feet  length  at  the  East  Chop,  and  a  sea  wall  of  400  feet 
length,  three  jetties  of  from  80  to  296  feet  length,  a  wharf,  and  a  short 
breakwater  of  60  feet  length  at  the  West  Chop. 

During  the  past  fiscal  year  work  on  the  sea  walls  under  old  contracts 
was  completed  at  the  West  Chop  and  commenced  at  the  East  Chop. 

The  balance  available  will  be  applied  to  continuing  the  work  of  pro- 
tection at  both  chops. 

July  1, 1893,  balance  unexpended $6,725.16 

Juno  30, 1894,  amount  exi)eudod  during  fiscal  year 4,  620. 67 

July  1, 1894,  balance  unexpended  .1 2, 104. 49 

July  1, 1894,  outstanding  liabilities $457.12 

J  uly  1, 1894,  amoun  t  covered  by  uncompleted  contracts 977. 60 

1, 434. 72 

July  1, 1894,  balance  available 669.77 

Amount  appropriated  by  act  of  August  17, 1894 7, 500. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 8, 169. 77 

{Amount  (estimated)  required  for  completion  of  existing  project 10,  000. 00 
Amount  that  can  be  profitably  expended  infiscalyear  ending  Juno  30, 1896    10, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  C  4). 

5,  ^Vareham  Harbor,  Massachusetts. — The  object  of  the  improvement 
is  to  deepen  aud  widen  the  channel  leading  from  Buzzards  Bay  to 
Warehain.  The  commerce  of  Wareham  is  carried  on  in  sailing  vessels, 
and  the  channel  is  to  be  made  a  beating  channel  for  such  vessels. 
Another  object  of  the  improvement  is  the  raising  of  Long  Beach. 

The  approved  project  of  1880  provides  for  the  deepening  and  widen- 
ing of  the  channel  from  Buzzards  Bay  to  Wareham,  so  as  to  obtain  9 
feet  depth  at  low  water  over  250  feet  width  from  the  entrance  up  to 
Barneys  Point,  thence  the  same  depth  over  350  feet  width  up  to  the 
lower  wharves  of  the  city,  and  thence  the  same  depth  and  200  feet 
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width  opposite  the  city  front;  and  for  the  raising  and  protecting  of 
Long  Beach  (the  eastern  headland  of  the  entrance)  so  as  to  prevent 
the  erosion  of  this  beach  and  the  shoaling  of  the  adjacent  parts  of  the 
channel  and  harbor;  all  at  a  total  cost  estimated  in  1887  at  $56,236,  of 
which  all  was  appropriated  prior  to  1894. 

At  the  adoption  of  the  present  project  the  headland  of  Long  Beach 
was  wearing  off  and  the  adjacent  parts  of  the  channel  and  harbor  were 
shoaling.  The  channel  was  narrow  and  crooked  and  limited  to  9  feet 
depth  at  low  water. 

The  sum  of  $51,240.25  had  been  expended  on.  this  work  up  to  June 
30,  1893,  by  which  the  channel  had  been  deepened  to  half  width  and 
full  depth  of  9  feet  in  its  upper  portion,  and  to  less  width  in  its  lower 
portions,  and  the  sand  spit  had  been  partly  protected  by  catch- sand 
fences  and  brush  and  stone  work.  . 

The  ruling  depth  of  the  approaches  to  Wareham  had  been  increased 
from  7  to  9  feet,  and  the  channel  greatly  widened  in  all  the  reaches. 
Vessels  can  be  carried  to  Wareham  with  larger  draft  than  formerly. 
The  increase  in  width  of  channel  had  been  a  great  help  to  all  vessels 
in  beating  in  and  out  of  the  harbor. 

During  the  past  fiscal  year  work  of  dredging  has  been  carried  on  by 
hired  Jabor  and  the  use  of  the  Government  plant,  securing  nearly  full 
widths  in  the  upper  portions,  and  about  two-thirds  widths  in  the  lower 
portions  of  the  channel. 

Further  dredging  must  await  further  appropriations. 

July  1,  1893.  balance  unexpended $4,  995.  75 

June  30, 1894,  amount  expended  during  fiscal  year 4, 520. 97 

July  1,  1894,  balance  unexpended 474. 78 

July  1,  1894,  outstanding  liabilities 66. 74 

July  1,  1894,  balance  available 408.04 

(See  Appendix  C  5.) 

6.  Xew  Bedford  Harbor,  Massachusetts. — New  Bedford  Harbor  is  an 
estuary  of  Buzzards  Bay,  and  is  the  port  of  the  cities  of  New  Bedford 
and  Fair  Haven. 

Before  improvement  the  channel  had  a  depth  of  about  12J  feet  at 
mean  low  water.  Old  projects  of  1874  and  1877  provided  for  a  chan- 
nel 300  feet  wide  and  15  feet  deep  at  mean  low  Avater  from  the  deep 
water  just  above  Palmer  Island  to  the  wharves  at  New  Bedford.  This 
work  was  completed  in  1877  at  a  cost  of  $20,000. 

The  approved  project  of  1887  provides  for  the  deepening,  widening, 
and  straightening  of  the  channel  from  Buzzards  Bay  to  New  Bedford, 
so  as  to  obtain  18  feet  depth  at  low  water  over  200  feet  width  and  over 
its  entire  length,  at  a  total  cost  estimated  in  1887  at  $35,000,  of  which 
$27,500  was  appropriated  prior  to  1894. 

At  the  adoption  of  the  present  project  the  channel  was  winding  and 
only  about  15  feet  deep. 

The  sum  of  $20,263.87  had  been  expended  on  this  work  up  to  June 
30,  1893,  by  which  the  straight  channel  had  been  completed  on  its 
western  side  to  15  feet  depth  with  80  feet  width  over  its  entire  length; 
and  a  slightly  crooked  channel  of  80  feet  width  with  18  feet  depth  also 
existed  over  the  same  distance,  wandering  a  little  from  the  projected 
channel. 

During  the  past  fiscal  year  work  of  dredging  under  old  contracts  was 
commenced  and  completed,  securing  full  widths  and  depths  in  the  upper 
harbor  and  over  half  widths  in  lower  portions. 

Further  dredging  must  await  further  appropriations. 
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July  1,  1893,  balance  unexpended $7, 236. 13 

Juno  30,  1884,  amount  expended  during  fiscal  year 6, 555. 57 

July  1,  1894,  balance  unexpended 680.56 

July  1,  1894,  outstanding  liabilities 51.80 

July  1,  1894,  balance  available 628.76 

Amount  appropriated  by  act  of  August  17, 1894 7, 500. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 8, 128. 76 

(See  Appendix  C  6.) 

7.  Canapitsit  Channel^  Massachusetts. — This  waterway  lies  about  20 
miles  south  of  New  Bedford,  running  between  the  islands  of  Cuttyhunk 
and  Nashawena,  and  connecting  the  waters  of  Vineyard  Sound  and 
Buzzards  Bay. 

The  object  of  the  improvement  is  to  make  this  channel  safe  for  the 
use  of  light-draft  sail  boats,  and  also  especially  of  the  surf  boats  belong- 
ing to  the  life-saving  station  of  this  dangerous  locality. 

The  approved  project  of  1891  provides  for  the  widening  and  deepen- 
ing of  the  present  channel  from  Vineyard  Sound  to  the  ocean  between 
the  islands  of  Nashawena  and  Cuttyhunk,  Massa<jhu setts,  so  as  to  secure 
a  depth  of  6  feet  at  low  water  with  a  least  width  of  150  feet  over  its 
entire  length,  at  a  total  cost  estimated  in  1893  at  $9,800,  of  which 
$4,800  had  been  appropriated  prior  to  1894. 

At  the  adoption  of  the  present  project  the  sand  shoals,  and  espe- 
cially the  numerous  bowlders,  made  this  passage  specially  dangerous 
to  the  life-saving-station  boats  and  other  shallow-draft  row  and  sail 
boats. 

The  sum  of  $1,539.54  had  been  expended  on  this  work  up  to  June  30, 
1893,  by  which  a  channel  of  about  (oQ  feet  width  and  at  least  5  feet 
depth  at  low  water  had  been  cut  entirely  across  the  shoal,  completing 
about  half  of  the  proposed  work. 

During  the  past  fiscal  year  a  few  more  of  the  worst  bowlders  were 
blasted  from  the  cleared  channel. 

Further  work  in  theflield  must  await  further  appropriations. 

July  1, 1893,  balance  unexpended $3,  260.  46 

Juno  30, 1894,  amount  expended  during  fiscal  year 3, 140.76 

July  1, 1894,  balance  unexpended 119.70 

July  1, 1894,  outstanding  liabilities 41.  01 

Jnly  1, 1894,  balance  available 78.69 

Amount  appropriated  by  act  of  August  17, 1894 5, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 5, 078.  69 

(See  Appendix  0  7.) 

8.  Taunton  River^  Massachusetts. — This  river  rises  in  Norfolk  County, 
Mass.,  and  empties  into  Narragansett  Bay  at  Fall  River,  Tlie  object 
of  the  improvement  is  to  deepen  and  widen  the  channel  leading  to  the 
city  of  Taunton,  at  the  head  of  navigation,  so  that  vessels  of  11  feet 
draft  can  reach  the  city  at  high  water. 

In  its  original  condition  the  channel  was  narrow  and  obstructed  by 
bowlders,  and  from  Berkley  bridge  to  Taunton  the  deptli  was  not,  in 
places,  more  than  5  feet  at  mean  high  water.  A  vessel  of  30  tons  bur- 
den was  as  large  as  could  go  up  to  Taunton. 

From  1870  to  1870  $03,000  was  appropriated  to  secure  9  feet  depth 
at  high  waticr.    This  work  was  completed  in  1870. 


Digitized  by  VjOOQIC 


BIVER  AND   HARBOfi   IMPROVEMENTS.  55 

Th«  approved  project  of  1880  provides  for  the  widening  and  deepen- 
ing of  the  river  so  as  to  secure  a  channel  of  at  least  12  feet  depth  at 
hig:h  water,  with  100  feet  width  from  its  mouth  up  to  Berkley  bridge 
(above  Dighton),  thence  12  feet  depth  with  80  feet  width  (100  feet  width 
at  bends)  up  to  Briggs  Shoal,  thence  11  feet  depth  with  80  fRet  width  up 
to  tlie  shipyard,  thence  11  feet  depth  with  00  feet  width  up  to  Weir 
bridge,  Taunton;  all  at  a  total  cost  estimated  in  1803  at  $125,000,  of 
wfaieh  $108,000  was  appropriated  prior  to  1894- 

At  the  adoption  of  the  present  project  the  channel  was  limited  to  9 
feet  at  high  water,  and  was  too  narrow  and  too  much  obstructed  by 
bowlders  for  easy  navigation  by  the  craft  making  use  of  it. 

The  sum  of  $107,945.22  had  been  expended  on  this  work  up  to  June 
30,  1893,  by  which  a  large  part  of  the  proposed  work  had  been  done, 
especially  at  the  places  most  complained  of  by  the  vessels  using  this 
river.  Vessels  of  11  feet  draft  could  reach  Tauntou,  at  the  head  of 
navigation. 

Daring  the  past  fiscal  year  operations  were  necessarily  restricted  to 
minor  office  work  and  care  of  property. 

There  remains  to  complete  the  existing  project,  widening  and  deep- 
ening at  a  few  points  above  the  bridge  and  the  removal  of  a  small 
amount  of  ledge  rock. 

Further  dredging  must  await  further  appropriations  by  Congress. 

July  1.  1893,  balance  unexpended $.">  I.  78 

June  30,  1894,  amount  expended  during  fiscal  year 2. 89 

July  1,  1894,  balance  unexpended 51.89 

Amount  appropriated  by  act  of  August  17,  1894 5, 000. 00 

Amount  available  for  fiscal  year  ending  Juno  30,  1895 5, 051. 89 

{Amount  (estimated)  required  for  completion  of  existing  project 12,  000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 189(^    12, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  C  8.) 

9.  Pawtucket  River^  Rhode  Island. — This  river,  otherwise  called  See- 
konk  River,  is  the  upp^r  portion  of  Providence  Kiver,  and  extends  from 
Pawtucket  to  Providence.  Before  improvement  the  channel  in  the 
river  had  a  ruling  depth  of  about  5  feet  at  mean  low  water. 

Between  1867  and  1882  852,000  were  appropriated  to  dredge  the  chan- 
nel to  7  feet  depth.    This  work  was  finished  in  1876. 

The  approved  project  of  1883  provides  for  the  deepening  of  the  river 
so  as  to  secure  a  channel  of  at  least  12  feet  depth  at  low  water,  with 
100  feet  width  from  its  mouth  at  i^rovidence  up  to  opposite  Grant  & 
Oo.'s  wharf  at  Pawtucket,  and  thence  12  feet  depth  with  40  feet  width 
through  a  stone  ledge  for  a  short  distance  farther  to  Pawtucket  bridge; 
all  at  a  total  cost  estimated  in  1883  at  8382,500,  of  which  8180,000  was 
appropriated  prior  to  1894. 

At  the  adoption  of  the  present  i)rqject  the  channel  was  narrow  and 
only  about  5  feet  deep. 

The  sum  of  $145,551.77  had  been  expended  on  this  work  up  to  June 
30,  1893,  by  which  the  shoalest  places  had  been  improved  and  about 
nine-tenths  of  the  needed  work  done,  securing  a  chjinnel  about  12  feet 
deep  and  from  40  to  100  feet  wide  (the  greater  portion  being  100  feet 
wide)  up  to  above  the  lower  wharves  of  the  city  of  Pawtucket. 

This  completed  portion  of  the  channel  had  been  already  a  great  ben- 
efit to  the  commerce  of  the  river. 
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During  the  past  fiscal  year  work  of  dredging  under  old  contracts 
was  commenced  and  completed,  securing  full  widths  aud  depths  up  to 
the  rock  ledge;  and  by  hired  labor  and  the  Government  plant  the 
worst  ])art8  of  the  ledge  were  removed. 

The  work  yet  to  be  done  is  to  straighten  the  channel  in  its  lower 
portions  and  to  dee[)en  the  channel  through  the  ledge  to  full  depth  with 
a  width  of  40  feet. 

The  balance  available  will  be  applied  to  continuing  the  improvement. 

July  1 ,  1893,  balftnce  unexpended $34, 448. 23 

June  30,  1894,  amount  expended  during  fiscal  year 23, 424. 74 

July  1,  1894,  balance  unexpended 11,023.49 

July  1,  1894,  outstanding  liabilities 149.28 

July  1,  1894,  balance  available 10,874.21 

Amount  appropriated  by  act  of  August  17,  1894 25, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 35, 874. 21 

{Amount  (estimated)  required  for  completion  of  existing  project 177,  500.00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896  100,  000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  0  9.) 

10.  Providence  River  and  Narragansett  Bay,  Rhode  Island, — The 
object  of  this  improvement  is  to  furnish  z  wide  and  deep  channel  for 
foreign  and  coastwise  commerce  from  the  ocean  to  Providence. 

Before  the  improvement  of  the  river  was  commenced  in  1853  many 
shoals  obstructed  navigation,  and  at  one  point  in  the  channel,  a  place 
called  "The  Crook,"  the  available  low- water  depth  was  but  4 J  feet. 
Between  1852  and  1873  $56,500  was  appropriated  to  secure  first  9  and 
then  12  feet  depth  of  channel.    This  work  was  finished  in  1873. 

The  approved  project  of  1878,  as  modified  in  1882,  provides  for  the 
deepening  of  the  river  and  the  deepening  and  widening  of  its  anchor- 
age basins,  so  as  to  secure  a  channel  of  at  least  25  feet  depth  at  low 
water  with  300  feet  width  from  the  deep  water  of  Karragansett  Bay  up 
to  Providence,  R.  I.,  and  so  as  to  secure  anchorage  basins  of  20  feet 
depth  with  600  feet  width,  18  feet  dei)th  with  725  feet  width,  12  feet 
depth  with  940  feet  width,  and  6  feet  depth  with  1,060  feet  width,  from 
Fox  to  Fiehl  Point;  all  at  a  total  cost  estimated  in  1882  at  8675,000, 
of  which  $610,000  was  appropriated  prior  to  1894. 

At  tbe  adoption  of  the  present  project  the  channel  was  limited  to 
12-f()0t  depths,  and  the  anchorage  areas  were  much  too  small  and  shal- 
low for  the  craft  seeking  them. 

The  sum  of  $564,098.28  had  been  expended  on  this  work  up  to  June 
30, 1893,  by  which  all  the  25-foot  channels,  most  of  the  20-foot  anchor- 
ages, and  a  part  of  the  18-foot  anchorages  had  been  dredged,  this  being 
about  five  sixths  of  all  the  proposed  work. 

During  the  past  fiscal  year  work  of  dredging  under  old  contracts 
was  continued  and  completed,  securing  full  depths  and  widths  over  all 
the  dredgeable  portions  of  the  anchorage  basin;  and  then  by  the  Gov- 
ernment plant  and  hired  labor,  the  few  remaining  places  were  cleared 
of  ledge  rock  down  to  full  depths. 

Tliere  is  required  for  the  completion  of  existing  project  a  final 
redredging  of  the  main  channel  where  it  has  shoaled  since  1882. 

Further  dredging  must  await  further  appropriations. 


Digitized  by  VjOOQIC 


RIVEB   AND   HARBOR   IMPROVEMENTS.  57 

Jnly  1, 1893,  balunce  unexpended $-15, 901. 72 

June  30, 1894,  amount  expended  during  fiscal  year 43, 358. 68 

July  1, 1894,  balance  unexpended 2, 543. 04 

July  1, 1894,  outstanding  liabilities 1,102.49 

July  1,1894,  balance  available 1,440.55 

Amount  appropriated  by  act  of  August  17, 1894 17,500.00 

Amount  available  for  fiscal  year  ending  June  30, 1895 18, 940. 55 

{Amount  (estimated)  required  for  completion  of  existing  project 47, 500. 00 
Amount  that  can  be  profitably  expended m  fiscal  year  ending  June  30, 1896    47, 500. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  C  10.) 

11.  Removal  of  Green  Jacket  Shoalj  Providence  River ^  Rhode  Island, — 
This  shoal  is  in  that  part  of  Providence  liiver  which  constitutes  the 
harbor  of  Providence.  It  hes  off  the  wharves,  on  the  south  front  of 
the  city,  and  occupies  a  part  of  the  harbor  that  is  required  for  anchor- 
age purposes,  covering  an  area  of  about  18  acres  between  the  15-foot 
curves,  and  about  30  acres  in  all. 

The  approved  project  of  1885  provides  for  the  removal  to  25  feet 
depth,  at  low  water,  of  a  middle-ground  shoal  of  about  30  acres  area, 
in  Providence  River,  opposite  the  city,  the  portion  to  be  removed  to 
beat  least  200  feet  distant  from  the  harbor  lines  of  the  city;  all  at  a 
total  cost  estimated  in  1885  at  $112,346,  of  which  $89,250  was  appropri- 
ated prior  to  1894. 

At  the  adoption  of  the  present  project  the  shoal  in  many  places  car- 
ried only  1  foot  of  water,  and  was  a  very  troublesome  obstruction. 

The  sum  of  $79,574.37  had  been  expended  on  this  work  up  to  June 
30, 1893,  by  Avhich  18  acres  out  of  the  original  30  of  this  shoal  had 
been  removed  to  a  depth  of  25  feet  at  mean  low  water,  making  an 
important  addition  to  the  anchorage  facilities  of  Providence  Harbor. 

During  the  past  fiscal  year  work  of  dredging  under  old  contracts 
Mas  commenced  and  completed,  securing  16  feet  depth  over  all  the 
central  portions  of  the  shoal  and  20  feet  depth  over  all  the  main  chan- 
nel way.  ^ 

Further  dredging,  to  full  25  feet  depth,  must  await  further  appro- 
priations. 

July  1,  1893,  balance  unexpended $9,  675. 63 

June  30,  1894,  amount  expended  during  fiscal  year 9, 192. 65 

July  1,  1894,  balance  unexpended 482. 98 

July  1,  1894,  outstiinding  liabilities 18.  66 

Jnly  1,  1894,  balance  available 464.32 

Amount  appropriated  by  act  of  August  17,  1894 7,  500.  00 

Amount  available  for  fiscal  year  ending  June  30,  1895 7,  964.  32 

(Amount  (estimated)  required  for  completion  of  existing  project 15,  oi)6. 00 

Amonntthatcan  be  profitably  expended  in  fiscal  year  ending  June  30, 1896  15,  596. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  C  11.) 

12.  Newport  Harbor^  Rhode  Island. — This  harbor  is  at  the  main 
entrance  to  Narragansett  Bay,  and  all  the  year  it  serves  as  an  easily 
aecessible  harbor  of  refuge  to  foreign  and  coastwise  commerce. 

Before  improvement  the  capiicitj  of  the  inner  harbor  was  limited  by 
shoals,  and  it  was  not  adequate  to  the  number  and  size  of  the  vessels 
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seeking  it  for  refuge.  The  southern  or  main  entrance  was  obstructed 
by  a  bar  which  stretched  out  from  Goat  Island,  and  the  general  busi- 
ness wharves  of  the  city  could  not  be  reached  at  low  tide  by  vessels 
drawing  more  than  8  feet. 

Between  1873  and  1875  $28,500  was  appropriated  to  secure  12  feet 
depth  in  the  harbor.    This  work  was  completed  in  1876. 

The  approved  project  of  1880,  as  modified  in  1882-'83-'84.  and  1890, 
provides  for  the  widening  and  deepening  of  the  channel  from  Narragan- 
sett  Bay  into  Newport,  so  as  to  secure  15  feet  depth  at  low  water  with  at 
least  750  feet  width ;  for  the  extension  of  the  13-foot  depth  and  10-foot 
depth  anchorage  basins;  for  the  partial  cutting  off  of  the  shoal  spit  at 
the  southern  end  of  Goat  Island,  and  for  the  construction  of  jetties  on 
the  western  shore  of  Goat  Island  so  as  to  protect  the  end  of  this  island 
from  erosion,  and  to  prevent  the  drift  of  sand,  etc.,  around  the  island 
into  the  adjacent  parts  of  the  channel  and  harbor;  all  at  a  total  cost 
estimated  in  1890  at  $156,200,  of  which  $129,500  was  appropriated 
prior  to  1894. 

At  the  adoption  of  the  present  project  this  harbor  was  limited  to  12 
feet  depth  at  low  water,  and  its  anchorage  area  was  too  small  for  the 
craft  seeking  harborage  at  this  place  during  the  summer  and  all  the 
year  during  storms. 

The  sum  of  $105,143.03  had  been  expended  on  this  work  up  to  June 
TjO,  1893,  by  which  the  15-foot  channels  and  13  foot  anchorage  basins 
had  been  dredged,  and  one  jetty,  133  feet  long,  had  been  built  west- 
ward from  Goat  Island.  The  southern  entrance  had  been  completed 
ibr  vessels  of  15  feet  draft,  and  of  the  total  area  to  be  dredged  within 
the  harbor  (about  90  acres)  about  66  acres  had  been  completed. 

During  the  past  fiscal  year  work  of  dredging  under  old  contracts  was 
commenced  and  completed,  securing  the  complete  removal  of  the  Goat 
Island  Spit  to  15  feet  depth. 

The  work  required  to  complete  the  existing  project  is  the  excavation 
of  a  small  remaining  j)ortion  of  the  10-foot  anchorage  area;  also  the 
building  of  additional  jetties  outside  of  Goat  Island,  whenever  they 
may  be  required,  to  arrest  the  drift  of  littoral  sand  and  gravel  into  the 
harbor  entrance. 

The  balance  available  is  to  be  applied  to  continuing  the  improvement. 

July  1, 1893,  balsmco  unexpended $24,356.97 

J  uuo  30, 1894,  amount  expended  during  fiscal  year 22,  416. 04 

July  1, 1894,  balance  unexpended 1 ,  940. 93 

.July  1, 1894,  outstanding  liabilities $32.28 

July  1, 1894,  amount  covered  by  uncompleted  contracts 400. 00 

432. 28 

.Tuly  1, 1894,  balance  available 1,508.65 

Amount  appropriated  by  act  of  August  17, 1894 7,  500. 00 

Amount  available  for  fiscal  year  ending  Juno  30,1895 9,008.65 

{Amount  (estimated)  required  for  completion  of  existing  project 19,  200. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    19, 200. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(Sec  Appendix  C  12.) 

13,  Harbor  of  refuge  at  Point  Judith,  Rhode  Island. — Point  Judith  is 
the  southeastern  extremity  of  South  Kingston,  li.  1.,  and  marks  the 
southwestern  entrance  to  Narragansett  Bay,  A  long  ledge,  known  as 
Squid  Ledge,  extends  for  nearly  a  mile  in  a  south-by-easterly  direction 
about  1^  miles  west  of  the  point. 
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The  approved  project  of  1889  x)rovides  for  the  construction  of  a 
national  liarbor  of  retuge  nearly  a  mile  square  at  this  {)oint  by  means 
of  stone  breakwaters,  planned  so  as  to  give  protection  against  easterly, 
southerly,  and  westerly  storms,  the  mainland  itself  forming  a  protec- 
tion .on  the  north,  all  at  a  total  cost  estimated  in  1889  at  $1,250,000,  of 
which  $250,000  was  appropriated  prior  to  1894. 

By  the  act  of  July  13, 1892,  authority  was  given  to  the  Secretary  of 
War  to  make  contracts  for  the  completion  of  the  project,  on  .the  basis 
of  the  above-estimated  total  cost,  the  work  to  be  paid  for  as  appropria- 
tions may  from  time  to  time  be  made  by  law. 

At  the  adoption  of  the  project  this  point  was  a  specially  dangerous 
place  for  boats  and  tows  to  pass  during  storms  and  even  ordinarily  bad 
weather. 

The  sum  of  $75,347.60  had  been  expended  on  this  work  up  to  June  30, 
1893,  by  which  quarries  had  been  opened,  special  plant  had  been  built, 
and  the  breakwater  had  been  commenced  at  its  center,  about  200  feet 
length  raised  to  about  low- water  level,  and  a  beacon  light  established 
thereon. 

During  the  past  fiscal  year  work  of  placing  stone  under  old  contracts 
was  commenced  and  continued,  by  which  about  100,000  tons  of  stone 
has  been  placed  in  the  breakwater,  raising  about  2,000  feet  length  up  to 
about  low-water  level. 

It  is  proi)osed  to  apply  the  balance  available  and  the  appropriation 
asked  for  to  continuing  the  construction  of  the  breakwater. 

.Jnly  1,  1893,  balance  nnexpended $174, 652. 40 

JaibB  30,  1894,  amount  expended  during  fiscal  year 87, 922. 58 

July  1,  1894,  balance  unexpended 86,729.82 

July  1,  189^1,  outstanding  liabilities $35,  482. 28 

Jnly  1,  189-i,  amount  covered  by  uncompleted  contracts 45, 154. 51 

80,636.79 

July  1,  1894,  balance  available 6,093.03 

Amount  appropriated  by  sundry  civil  act  of  August  18,  1894 100,  000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 10(3, 093. 03 

{Amount  (estimated)  required  for  completion  of  existing  project 900, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896  800,  000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
liarbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  0  13.) 

li.  Harbor  of  refuge  at  Block  Island^  Rhode  Island, — This  island  is 
about  14  miles  east  of  the  eastern  end  of  Long  Island  and  about  10 
miles  distant  from  the  nearest  point  of  the  mainland. 

The  object  of  the  improvement  is  to  furnish  a  harbor  of  refuge  for 
vessels  engaged  in  foreign  and  coastwise  commerce. 

Before  the  construction  of  the  present  harbor  Block  Island  had  no 
harbor  which  afforded  protection  for  decked  vessels. 

Between  1870  and  1876,  $285,000  was  appropriated  for  a  breakwater 
for  a  harbor  for  medium-drait  vessels,  "this  work  being  completed  in 
1878.  Between  1880  and  1882,  $25,000  was  appropriated  for  an  inner 
basin  and  the  protection  of  the  shore  next  the  breakAvater,  this  work 
being  completed  in  1884.  In  1884,  $15,000  was  appropriated  for  addi- 
tions to  the  old  breakwater,  this  money  being  so  spent  in  1884-'85. 

The  approved  project  of  1884,  as  modified  in  1888,  provides  for  the 
construction  of  a  harbor  of  refuge  on  the  eastern  side  of  the  island, 
cousistiug  of  an  enlarged  inner  harbor  (or  basin)  for  small  vessels  and 
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an  exterior  harbor  for  large  ones.  The  basin  was  to  be  about  800  feet 
square  and  completely  inclosed  except  at  its  100  feet-wide  entrance. 
The  exterior  harbor  was  already  formed  by  an  old  breakwater  on  the 
east  and  the  adjacent  shore  on  the  south  and  west ;  but  an  old  gap  near 
the  end  of  this  breakwater  was  to  be  filled  uj).  The  project  covers^the 
construction  of  the  stone  sea  walls  of  the  enlarged  inner  harbor 
($46,000)  the  repair  of  the  old  breakwater  ($24,000)  and  a  little  dredg- 
ing ($5,000)  along  the  western  side  of  the  old  breakwater  and  also 
inside  the  harbor;  all  at  a  total  cost  estimated  in  1888  at  $75,000,  of 
which  $74,000  was  appropriated  prior  to  1894. 

At  the  adoption  of  the  present  project,  this  harbor  was  neither  large 
enough  nor  well  enough  protected  for  the  proper  harborage  of  the  craft 
seeking  refuge  at  this  place  during  storms  and  bad  weather. 

The  sum  of  $51,621.78  had  been  expended  on  this  work  up  to  June 
30, 1893,  by  which  the  gap  in  the  old  breakwater  had  been  filled  up  so 
as  to  make  the  breakwater  of  1,900  feet  total  length ;  tlie  north  sea  wall 
had  been  built  to  170  feet  length  with  full  height,  then  came  a  gap  of 
190  feet  length,  then  130  feet  length  to  full  height,  then  100  feet  length 
tohigh-wat^r  level,  and  then  150  feet  length  to  low- water  level;  the 
west  sea  wall  had  been  started  for  50  feet  at  its  shore  end;  and  the 
shoal  west  of  the  breakwater  had  been  dredged  to  a  depth  of  9  feet 
from  the  steamboat  wharf  to  within  100  feet  of  the  north  wall. 

During  the  past  fiscal  year  work  of  placing  stone  under  old  contracts 
was  commenced  and  completed,  and  work  of  removing  old  jetties  and 
scattered  bowlders,  and  of  strengthening  weak  places  in  the  sea  walls 
and  old  breakwater  was  also  commenced  and  completed,  securing  the 
completion  of  the  harbor  walls  except  as  to  pier  heads  at  the  harbor 
entrance. 

The  balance  on  hand  will  be  applied,  under  the  existing  project,  to 
the  construction  of  the  pier  heads  and  to  strengthening  thp  existing 
sea  walls  at  their  weakest  i)oints. 

July  1,  1893,  balance  unoxpended $22,378.22 

J  une  30,  1894,  amount  expended  d  uriug  fiscal  year 19,  892.  66 

July  1, 1894,  balance  unexpended 2,485.56 

July  1,  1894,  outstanding  liabilities 422.82 

July  1,  1894,  balance  available 2,062.74 

Amount  appropriated  by  act  of  August  17,  1894 2, 500. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 4, 562. 74 

(See  Appendix  C  14.) 

15,  Paiccatuck  Rivcr^  Rhode  Island  and  Connecticut — The  navigable 
part  of  the  Pawcatuck  Kiver  extends  from  the  town  of  Westerly  to 
Little  Narragansett  Bay,  and  the  object  of  the  improvement  is  to  deepen 
and  widen  this  channel. 

Before  improvement  the  channel  was  crooked  and  obstructed  by 
numerous  shoals,  on  some  of  which  there  was  but  IJ  feet  of  water  at 
mean  low  water. 

Between  1871  and  1876  $50,000  was  appropriated  for  the  excavation 
of  a  channel  5 J  feet  deep  at  mean  low  water  and  75  feet  wide  below  the 
wharves,  and  from  35  to  40  feet  wide  between  the  upper  and  lower 
wharves,  this  work  being  completed  in  1876. 

The  approved  project  of  1885  provides  for  the  deepening  and  widen- 
ing of  the  river  so  as  to  secure  a  channel  of  at  least  8  feet  depth  at 
low  watei-,  with  100  feet  width  from  its  mouth  up  to  the  lower  wharves 
of  Westerly,  and  thence  a  channel  of  the  same  depth  with  about  40 
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feet  width  up  to  the  upper  wharves  of  the  city;  all  at  a  total  cost  esti- 
mated iu  1891  at  $42,400,  all  of  which  was  appropriated  prior  to  1894. 

At  the  adoption  of  the  present  project  the  channel  was  limited  to  5.5 
feet  depth,  over  75  feet  width  below  the  city,  and  the  same  depth  over 
35  feet  width  opposite  the  city  j  and  rock  ledges  covered  the  channel 
at  several  points. 

The  sum  of  $39,253.25  had  been  expended  on  this  work  up  to  June 
30,  1893,  by  which  the  8-foot  channel  had  been  completed  from  deep 
water  upward  for  full  width  to  within  a  half  mile  of  the  city,  and  for 
partial  width  for  the  remaining  distance;  and  the  rock  ledge  obstruc- 
tions had  been  removed  from  the  channel  below  the  city.  -» 

During  the  past  fiscal  year  work  of  rock  removal  under  the  Govern- 
ment force  and  plant  was  commenced  and  completed,  securing  the 
removal  of  all  loose  bowlders  and  ledge  rock  from  the  channel  way 
opposite  the  city. 

The  balance  available  will  be  applied  to  the  extension  of  the  channel 
according  to  the  project. 

July  1, 1893,  balance  unexpended $3, 146. 75 

June  30, 1894,  amount  expended  during  fiscal  year 1, 980. 67 

July  1, 1894,  balance  unexpended 1, 166. 08 

July  1, 1894,  outstanding  liabilities 61. 37 

July  1, 1894,  balance  available 1,104.71 

Amount  appropriated  by  act  of  August  17, 1894 6, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 7, 104. 71 

(See  Appendix  C  15.) 

16.  Harbor  of  refuge  at  Stonington,  Conn. — Stonington  Harbor  lies 
on  the  north  side  of  the  eastern  entrance  from  the  ocean  into  Long 
Island  Sound,  and  its  breakwaters  are  for  the  purpose  of  making  the 
harbor  a  harbor  of  refuge  for  vessels  entering  and  leaving  this  eastern 
entrance  of  the  sound.  Stonington  Harbor  originally  was  an  open  bay, 
unprotected  from  southerly  storms  and  obstructed  by  a  shoal  having  a 
low-w^at«r  depth  of  but  6  feet  at  the  shoalest  part.  Between  1827  and 
1831  about  $37,000  was  spent  in  constructing  piers  or  breakwaters  in 
the  inner  harbor  for  the  protection  of  the  general  harborage.  Between 
1871  and  1873  846,166  was  appropriated  for  a  survey  of  the  harbor  and 
for  dredging  the  harbor  to  12  feet  depth,  this  work  being  finished  in 
1875.  Between  1875  and  1879  $112,500  was  appropriated  for  the  con- 
struction of  a  western  breakwater  about  2,000  feet  long,  extending  to 
18  feet  depth  of  water,  and  for  dredging  the  harborage  to  12^eet  depth 
inside  this  breakwater,  this  work  being  completed  in  1880. 

The  approved  project  of  1880  provides  for  the  construction  of  an 
eastern  breakwater  as  a  protection  to  the  outer  harbor,  this  breakwater, 
about  a  half  mile  long,  to  extend  from  the  vicinity  of  Bartletts  Reef 
to  the  vicinity  of  the  Middle  Ground  Shoal,  or  uutil  it  gives  sufficient 
protection  to  the  harbor  against  southerly  winds;  all  at  a  total  cost 
estimated  in  1884  at  $143,0(K),  all  of  which  was  appropriated  prior  to 
1894. 

At  the  adoption  of  the  present  project  the  harbor  had  no  eastern 
breakwater. 

The  sum  of  $131,062.32  had  been  expended  on  this  work  up  to  June 
30,  1893;  this  expenditure  resultjid  in  the  extension  of  this  eastern 
breakwater  to  a  total  length  of  2,377  feet. 

During  the  past  iiscal  year  minor  surveys  were  made  and  bids 
solicited  for  the  further  extension  of  the  breakwater. 
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The  balance  on  hand  will  be  expended  in  extending  the  eastern 
breakwater. 

July  1, 1893,  balance  unexpended $11, 937. 68 

June  30, 1894,  amount  expended  during  fiscal  year 1, 267. 01 

July  1, 1894,  balance  unexpended 10,670.67 

July  1,  1894,  outstanding liabiliticfiT 249.26 

July  1, 1894,  balance  available 10,421.41 

Amount  appropriated  by  act  of  August  17, 1894 S%  000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 15, 421. 41 

(See  Appendix  0  16.) 

17.  Removing  sunken  vessels  or  craft  obstructing  or  endangering  naviga- 
tion.— a.  Wreck  of  steam  yacht  Alva. — This  steam  yacht,  on  a  pleasure 
trip,  was  sunk  by  collision  in  July,  1892,  in  the  middle  of  Pollock  Eip 
Channel,  eastern  entrance  to  Nantucket  Sound,  Massachusetts.  Her 
owners  were  allowed  the  two  months  guaranteed  them  bylaw  in  which 
to  remove  her.  After  this  time  the  wreck  was  duly  advertised  and  her 
removal  awarded  to  the  lowest  bidder  under  contract  dated  December 
12,  work  to  be  completed  by  May  14, 1893.  Unusual  stress  of  weather 
during  the  winter  caused  this  time  to  be  extended  until  July  14, 1893. 
Work  was  finally  finished  and  final  iusi)ection  made  July  5, 1893. 

&.  Wreck  of  old  stone  schooner  at  Monomoy  Point. — This  schooner, 
loaded  with  stone,  sunk  several  years  ago  on  the  southern  edge  of 
Shovelful  Shoal,  Monomoy  Point,  Southern  Cape  Cod,  Massachusetts, 
had,  in  1893,  become  a  dangerous  obstruction  to  navigation.  The  wreck 
was  removed  by  the  Government  force  and  i)lant,  work  being  completed 
in  July,  1893. 

c.  Wreck  of  schooner  Nellie  V,  Rokes. — This  schooner,  loaded  with 
stone,  sunk  in  1890  about  0.5  mile  southeast  of  the  Monomoy  Life-Saving 
Station,  Southern  Cape  Cod,  Massachusetts,  had  in  1893  become  a 
dangerous  obstruction  to  navigation.  The  wreck  was  removed  by  the 
Government  force  and  plant,  work  being  completed  in  August,  1893. 

d.  Wreck  of  schooner  Rogers.— Thi^  schooner,  loaded  with  coal,  was 
stranded,  in  April,  1893,  in  the  slue  of  Handkerchief  Shoal,  about  1.5 
miles  southwest  of  Monomoy  Point,  Southern  Cape  Cod,  Massachusetts. 
The  wreck  was  removed  by  the  Government  force  and  plant,  work  being 
completed  in  July,  1893. 

e.  Wrecks  in  Vineyard  Haven,  Massachusetts. — Seven  old  wrecks,  of 
several  years'  age,  were  reported  in  July,  1893,  as  lying  in  Vineyard 
Haven  Harbor  and  still  obstructing  its  navigation  and  endangering  the 
safety  of  its  shipping.  They  were  all  removed  by  the  Government  force 
and  plant,  work  being  completed  in  August,  1893. 

/.  Wreck  of  schooner  Acacia. — This  vessel,  wrecked  in  August,  1893, 
was  reported  the  same  month  as  lying  about  6  miles  east-southeast  of 
Chatham,  Mass.,  its  masts  endangering  the  safety  of  other  craft.  The 
wreck  was  removed  bj'  the  Government  plant  and  force,  work  being 
completed  in  October,  1893. 

g.  Wreck  of  barge  N.  and  W.,  No.  4. — This  vessel,  loaded  with  coal, 
was  sunk  by  collision  in  August,  1893,  in  Providence  Eiver,  Khode 
Island.  The  wreck  was  removed  by  its  owners,  work  being  completed 
prior  to  the  expiration  of  the  two  months'  limit  allowed  them  by  law. 

h.  Wreck  of  schooner  John  F.  Kelsey. — This  vessel,  on  fire,  sunk  on 
or  before  September  23,  1893,  about  1.5  miles  east  of  Handkerchief 
light-ship,  Nantucket  Sound,  Massachusetts.  The  wreck  was  removed 
by  the  Government  plant  and  force,  work  being  completed  in  January, 
1894. 
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t.  Wreck  of  schooner  G.  M.  Farnstcorth. — This  vessel,  sunk  and  aban- 
doned several  years  ago  on  the  Common  Flats,  Old  Chatham  Eoads, 
Massachusetts,  was  reported  in  October,  1893,  as  still  endangering  navi- 
gation. The  wreck  was  removed  by  the  Government  plant  and  force, 
work  being  completed  in  January,  1894. 

j.  Wreck  of  schooner  Annie  W.  Akers. — This  vessel,  sunk  in  Novem- 
ber, 1893,  about  200  yards  southwest  of  the  railroad  wharf  at  Hyannis 
Harbor,  Massachusetts.  The  wreck  was  removed  by  the  Government 
plant  and  force,  work  being  completed  in  March,  1894. 

k.  Wreck  of  schooner  Stephen  Raymond. — This  vessel  sunk  in  Novem- 
ber, 1893,  about  35  yards  west  of  the  railroad  wharf  at  Hyannis  Harbor, 
Massachusetts.  The  wreck  was  removed  by  the  Government  plant 
and  force,  work  being  completed  in  February,  1894. 

L   Wreck  of  schooner  Katie  Mitchell. — This  vessel  sunk  in  August, 

1893,  on  a  bar  about  3  miles  southeast  from  Hyannis,  Mass.  The 
wreck  was  removed  by  the  Government  plant  and  force,  work  being 
completed  in  February,  1894. 

m.  Wreck  of  schooner  Franklin. — ^This  vessel  sunk  in  November,  1893, 
on  Bearses  Shoal,  about  0.5  mile  southeast  by  east  from  Monomoy 
Point  light-house,  Mass.  The  wreck  was  removed  by  the  Government 
plant  and  force,  work  being  completed  in  March,  1894. 

n.   Wreck  of  schooner  Laura  E.  Messer. — This  vessel  sunk  in  January, 

1894,  on  Bearses  Shoal,  about  1.5  miles  east  from  Monomoy  Point  light- 
houi«e,  Mass.  During  the  two  months'  delay  required  by  law  the  wreck 
was  broken  up  and  scattered  by  the  ocean  so  as  to  no  longer  be  an 
obstruction  to  navigation. 

o.  Wreck  of  schooner  Asa  H.  Fervei'e. — This  vessel  sunk  several  years 
ago,  about  2.4  miles  south-by- west  from  Chatham  lights,  close  to  Mono- 
moy Beach,  Massachusetts,  was  reported  in  March,  1894,  as  still  endan- 
gering navigation.  The  wreck  was  removed  by  the  Government  plant 
and  force,  work  being  completed  in  March,  1894. 

p.  Wreck  near  Browns  Ledge. — Various  reports  received  from  Janu- 
ary to  May,  1894,  indicated  the  presence  of  a  wreck  somewhere  near 
Browns  Ledge,  southwest  of  Cuttyhunk  and  west  of  Marthas  Vine- 
yard, Mass.  This  wreck  was  scattered  by  dynamite  by  the  U.  S.  Navy 
cruiser  Vesuvius  in  June,  1894,  leaving  nothing  further  to  be  done  by 
the  War  Department. 

q.  Wreck  of  schooner  L.  F.  Hopkins. — This  wreck,  on  fire,  sunk  across 
the  channel  of  the  river  at  Pawtucket,  R.  I.,  on  May  16,  1894.     Prepa 
rations  have  been  made  to  commence  her  removal  on  July  IC,  at  the 
end  of  the  two  months'  delay  required  by  law. 

r.  Wreck  near  Parkers  River. — This  wreck  was  reported  in  June,  1894, 
as  lying  somewhere  near  the  shore  of  Nantucket  Sound,  Massachusetts, 
between  Parkers  River  and  Bass  River.  Preparations  are  being  made 
for  its  removal. 

The  cost  of  work  on  the  wrecks  removed  during  the  year  was 
$11,544.74. 

(See  Appendix  C  17.) 

IMPBOVEMENT  OF  CONNECTICUT  RIVER  AND  OF  RIVERS  AND  HARRORS 
IN  CONNECTICUT  AND  NEW  YORK  TRIBUTARY  TO  LONG  ISLAND 
SOUND,  AND   ON   SOUTHERN  SHORE   OF  LONO  ISLAND. 

This  district  was  in  the  charge  of  Lieut.  Col.  Henry  M.  Eobert,  Corps 
of  Engineers,  having  under  his  immediate  orders  Lieut.  Thomas  II. 
liees,  Corps  of  Engineers,  to  August  22, 1893,  and  Lieut.  W.  E.^  Craig- 
hill.  Corps  of  Engineers,  since  November  20,  1893. 
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1.  Mystic  River ^  Connecticut — This  is  a  tidal  river  about  4  miles  in 
length,  extending  northward  from  Fishers  Island  Sound.  Its  natural 
depth  for  the  lower  2  miles  was  15  feet  or  more  at  low  tide,  in  a  very 
crooked  and  narrow  channel;  thence  for  a  mile  farther,  to  the  village 
of  Mystic,  the  depth  shoaled  to  about  9  feet. 

Above  Mystic  there  has  been  little  navigation.  In  1888  an  exami- 
nation of  the  river  was  made,  and  subsequently  a  project  was  adopted 
for  dredging  to  carry  the  depth  of  15  feet  at  mean  low  water,  with 
width  of  100  feet,  up  to  the  highway  bridge,  and  to  widen  five  bends 
in  the  stream  at  an  estimated  cost  of  $30,000. 

Up  to  July  1,  1893,  J?16,350.97*had  been  expended  on  this  improve- 
ment in  dredging  to  make  an  available  depth  of  15  feet  at  mean  low 
water  up  to  Mystic,  where  the  previous  depth  had  been  9  feet;  the 
widening  of  the  upper  of  the  five  bends  had  been  completed,  and  the 
second  nearly  completed ;  the  sharp  bend  at  the  mouth  of  the  river 
had  also  been  widened  by  26  to  75  feet. 

During  the  past  fiscal  year  work  at  the  second  bend  was  comi)leted, 
and  an  additional  width  of  25  feet  was  dredged  for  a  length  of  800 
feet  at  the  worst  part  of  the  lower  bend  opposite  the  Noank  shipyards. 

The  total  amount  appropriated  for  this  improvement  is  $23,500. 

Future  appropriations  will  be  applied  to  dredging,  to  widen  the 
channel  at  the  lower  bends,  as  provided  in  the  project. 

July  1, 1893,  balance  unexpended $3,649.0? 

June  30,  1894,  amount  expended  during  fiscal  year 3,  378. 64 

July  1, 1894,  balance  unexpended 270.39 

Amount  appropriated  by  act  of  August  17, 1894 3,  500. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 3, 770. 39 

(Amount  (estimated)  required  for  completion  of  existing  project 6,  r)00. 00 
Amount  that  canbeprofitably  expended  in  fiscal  year  ending  June  30, 1896      6, 500. 00 
SubiiilLted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  D  1.) 

^,  Thames  River,  Connecticut. — This  river  is  a  tidal  stream  extending 
from  the  city  of  Norwich,  15  miles  south,  to  Long  Island  Sound.  For 
11  miles  above  its  mouth  the  depth  ranges  from  13  to  80  feet. 

Until  1889,  improvements  were  confined  to  a  stretch  of  3i  miles  below 
Norwich,  in  which  the  most  troublesome  bars  lay.  In  1829  the  channel 
depth  over  these  bars  was  about  6  feet  at  mean  low  water. 

In  1836  a  project  was  adopted  for  making  a  channel  100  feet  wide  and 
14  feet  deep  at  mean  high  water  (11  feet  at  low  water)  by  dredging  and 
by  building  piers. 

In  1878  a  channel  14  feet  deep  at  low  water  was  projected,  and  in 
1882  a  modification  was  adopted  providing  for  a  channel  200  feet  wide 
and  14  feet  deep  at  mean  low  water,  to  be  obtained  by  dredging  and 
by  building  five  dikes  or  training  walls  along  the  outer  sides  of  tl  e 
channel  curves.  The  estimated  cost  was  $208,080,  and  a  balance  of 
$20,000  from  previous  appropriations  was  then  available.  In  1888  the 
project  was  extended  to  include  making  IG  feet  depth  as  far  as  AUyn 
Point,  and  14  feet  from  there  to  Easter  Point  at  an  additional  cost  of 
$40,000. 

Under  the  provisions  of  the  river  and  harbor  act  of  July  13,  1892, 
$10,000  of  the  jippropriation  for  Thames  Kiver  was  authorized  to  be 
expended  in  the  improvement  of  Sliaws  Cove,  New  London,  and  the 
total  estimated  cost  of  this  additional  work,  $48,000,  has  been  added 
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to  the  estimate  required  for  completion  of  the  existing  project  for  the 
improvement  of  the  river.  The  original  depth  in  this  cove  was  fipom 
2J  to  8  feet  at  mean  low  water,  and  the  channel  was  narrow  and 
crooked.  The  project  provides  for  making  a  channel  100  feet  wide 
and  12  feet  deep,  with  an  anchorage  basin  of  the  same  depth,  about  800 
by  400  feet. 

Up  to  July  1, 1893,  three  of  the  proposed  dikes  had  been  completed, 
and  the  fourth  one  nearly  so;  and  the  channel  had  an  available  depth 
of  14  feet  up  to  Mohegan  (3  miles  below  Norwich)  and  thence  to  Norwich 
a  depth  of  12  feet  at  mean  low  water.  The  channel  in  Shaws  Cove  had 
been  made  the  fall  length  and  depth  with  width  of  60  feet,  and  the 
anchorage  basin  had  been  begun. 

The  total  amount  expended  on  this  improvement  up  to  July  1, 1893, 
including  outstanding  liabilities,  was  $389,492.91. 

During  the  past  fiscal  year  37,715  cubic  yards  was  dredged,  extend- 
ing the  channel  of  14  feet  depth  up  to  the  "  Sand  Pier''  (about  IJ  miles 
below  Norwich)  with  width  of  100  feet.  No  work  was  done  in  Shaws 
Cove. 

The  total  amount  appropriated  since  1821  for  improying  this  river, 
including  Shaws  Cove,  is  $404,300. 

Future  appropriations  will  be  applied  to  dredging  to  complete  the 
14- foot  channel  to  Norwich,  and  to  complete  the  projected  anchorage 
basin  in  Shaws  Cove. 

Jnly  1,  1893,  balance  unexpended $24,061.45 

Jane  30,  18S4,  amount  expended  daring  fiscal  year 21, 090. 41 

July  1, 1894,  balance  unexpended 2,961.04 

Amount  appropriated  by  act  of  August  17,  1894 12,500.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 15, 461. 04 

{Amount  (estimated)  required  for  completion  of  existing  project 81, 100. 00 
Amountthatcanbenrofitabl^expendedinfiscalyear  endme  JuneSO,  1896    50, 000. 00 
Submitted  in  compliance  witb  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  D  2.) 

3.  Co7in€cticut  River^  Masaach^isetta  and  Connecticut — Above  Hart- 
ford.— From  Holyoke,  Mass.,  34  miles  above  Hartford,  down  to  Enfield 
Falls  or  Rapids,  a  distance  of  18  miles,  there  is  a  fair  channel  4  to  5 
feet  deep. 

Enfield  Rapids  extends  about  6  miles  over  a  rocky  and  uneven  bed, 
with  a  total  fall  of  32  feet.  From  the  foot  of  Enfield  Rapids  to  Hart- 
ford, a  distance  of  11  miles,  the  river's  bed  is  broad  and  sandy,  with  a 
channel  from  2  to  5  feet  deep  at  low  water. 

Several  years  ago  the  Connecticut  River  Company  constructed  a 
small  canal  around  Enfield  Rapids,  through  which  boats  of  3  feet  draft 
and  80  feet  length  can  pass. 

The  several  projects  under  which  work  has  been  done  have  been  for 
dredging  at  Barbers  Landing  and  for  wing  dams.  In  1878  plans  and 
estimates  were  submitted  for  construction  of  a  canal  8  feet  deep  around 
Enfield  Rapids.  These  estimates  were  revised  in  1880.  The  estimated 
cost  of  the  canal  was  $1,322,805.  It  was  not  considered  advisable  to 
commence  construction  with  a  less  sum  than  $450,000,  which  has  not 
yet  been  appropriated. 

Up  to  the  close  of  the  present  fiscal  year  $100,000  has  been  appro- 
priated for  this  part  of  the  river,  of  which  $91,059.70  has  been  expended. 
ENG  94 5 
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All  the  work  done  lias  been  dredging  and  the  construction  and  repair 
of  seven  wing  dams. 

No  work  has  been  done  during  the  past  fiscal  year. 

The  last  appropriation  for  this  part  of  the  river  was  made  in  1880. 
and  the  last  work  done  was  repair  of  wing  dams  in  1886.  Except  the 
fixing  and  defining  of  the  channel  by  wing  dams,  the  results  of  the 
improvement  so  far  made  have  not  been  permanent. 

The  funds  on  hand  from  previous  appropriations  are  sufiicient  for 
such  repairs  and  temporary  improvement  as  may  be  needed  during  the 
ensuing  fiscal  year.    Ko  other  work  is  at  present  contemplated. 

July  1, 1893,  balance  unexpended $8,940.30 

July  1, 1894,  balance  unexpended 8,  940. 30 

Connecticut  River  heloic  Hartford, — Between  Hartford  and  Long 
Island  Sound,  a  distance  of  50  miles  by  course  of  channel,  the  depth  on 
the  bars  was  formerly  5  feet  at  low  water,  the  worst  places  being 
between  Hartford  and  Middletown,  a  distance  of  19  miles,  and  at  Say- 
brook  Bar  at  the  mouth  of  the  river.  Dredging  was  carried  on  and 
small  wing  dams  were  constructed  by  private  parties  and  by  a  State 
corporation  up  to  1868,  with  no  permanent  benefit. 

In  1868  a  project  for  improvement  by  the  United  States  was  sub- 
mitted, under  which  a  pile  dike  was  built  at  Hartford,  and  annual 
dredging  done  on  the  bars  below  Hartford  until  1883. 

In  1873  a  project  for  the  construction  of  three  jetties  on  Saybrook  Bar 
was  adopted.  Two  of  these  have  been  built;  the  third  will  probably 
not  be  required. 

In  1880  a  project  for  permanent  improvement  of  six  of  the  worst 
bars  between  Hartford  and  Middletown  was  adopted :  it  contemplated 
building  riprap  wing  dams,  rectifying  the  banks,  and  protecting  the 
caving  banks  by  mattresses,  at  a  total  estimated  cost  of  $330,487.  It 
was  afterwards  found  necessary  to  extend  the  project  to  include  annual 
dredging  at  these  and  other  bars,  and  the  extension  and  repairs  of  the 
Saybrook  jetties. 

Two  of  the  contemplated  works  have  been  built,  a  training  wall  at 
Hartford  Bar  and  a  wing  dam  at  Glastonbury  Bar,  their  total  cost 
being  $40,715.34.  In  addition  to  the  work  included  in  the  estimate  of 
$330,487,  the  east  and  west  jetties  at  Saybrook  have  been  extended 
and  repaired,  and  a  channel  130  feet  wide  and  12  feet  deep  has  been 
dredged  between  them,  and  from  $5,000  to  $10,000  has  been  annually 
expended  in  dredging  to  maintain  a  depth  of  9  feet  on  the  bars  between 
Hartford  and  Saybrook. 

Experience  has  shown  that,  on  account  of  the  frequency  and  height 
of  freshets  in  this  river,  the  permanent  works  projected  in  1880  would 
be  inadequate  to  maintain  the  desired  depth,  or  even  to  materially 
reduce  the  amount  of  dredging  annually  required.  Therefore  in 
December,  1887,  a  new  project  was  adopted  confining  future  operations 
to  the  completion  of  the  Saybrook  jetties  to  a  height  of  5  feet  above 
high  water,  with  a  top  width  of  6  feet,  and  widening  the  channel 
between  the  jetties  to  400  feet,  with  a  depth  of  12  feet  at  mean  low 
water,  at  an  estimated  cost  of  $80,000,  with  annual  dredging  to  maintain 
a  9-foot  channel  between  Hartford  and  Long  Island  Sound,  at  an  aver- 
age cost  of  $10,000  per  year.  In  1S90  an  extension  of  the  project  was 
adopted  to  provide  for  raising  the  Hartfort  Dike  to  about  15  feet  above 
low-water  level,  at  an  additional  estimated  cost  of  $50,000,  making  the 
total  estimated  cost  for  the  revised  project  now  in  force  $130,000  for 
permanent  work,  and  $10,000  annually  for  maintaining  the  navigable 
channel  by  dredging. 
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Under  the  existing  project,  up  to  July  1,  1893,  no  permanent  work 
had  been  done,  the  available  funds  having  been  required  for  dredging 
to  maintain  the  navigable  cliannel. 

Of  the  permanent  works  built  before  the  adoption  of  the  existing 
project  (in  1887)  the. Hartford  Dike  and  jetties  at  Saybrook  are  in  good 
condition ;  the  jetties  have  secured  the  permanence  of  the  entrance 
channel,  and  the  dike  has  partly  secured  the  channel  at  Hartford  Bar; 
the  Glastonbury  Dike  is  mostly  covered  by  sand.  The  channel  at  the 
entrance  retains  nearly  full  width  and  depth. 

The  total  amount  expended  by  the  United  States  for  this  improve- 
ment from  its  beginning  in  1836  to  July  1,  1893,  including  liabilities 
then  outstanding,  was  $425,710.08. 

During  tlie  tiscal  year  dredging  was  done  to  maintain  the  navigable 
channels  in  the  river,  and  work  is. now  in  progress  removing  the  shoals 
which  formed  during  the  spring  freshets.  The  appropriation  of  1892 
has  been  and  will  be  applied  wholly  to  annual  maintenance  or  chan- 
nels and  will  not  reduce  the  estimate  for  completion  of  permanent 
work.  Dredging  early  in  each  year  to  restore  the  channels  filled  by 
spring  freshets  is  imperatively  necessary  for  the  commerce  of  this 
river  and  should  be  done  whenever  funds  are  available  in  preference 
to  the  projected  permanent  improvements.  Since  this  part  of  the 
l>roject  has  been  definitely  adopted  and  put  in  practice  the  river  has 
been  on  the  average  in  much  better  navigable  condition  than  before. 

Future  appropriations  will  be  applied  to  the  maintenance  of  the 
9-foot  channels  necessary  for  navigation  of  the  river,  to  raising  the 
Hartford  Dike,  and  completing  the  Saybrook  Jetties,  and  to  widening 
the  channel  at  Saybrook  Bar. 

The  estimated  cost  of  completion,  reported  in  1893  as  $110,000, 
should  be  $130,000,  the  appropriation  of  $20,000  made  by  act  of  July 
13,  1892,  being  applied  wholly  to  the  indispensable  maintenance  of 
channels.  , 

July  1, 1893,  balance  unexpended $16,  740. 03 

June  30. 1894,  amount  expended  during  tiscal  year 8, 933. 27 

July  1,  1894,  balance  unexpended 7, 806. 76 

Jaly  1,  1894,  outstandingliabilities $2,987.56 

July  1,  1894,  amount  covered  by  uncompleted  contracts 3, 157. 44 

6,145.00 

July  1,  1894,  balance  available 1, 661. 76 

Amount  appropriated  by  act  of  August  17,  1894 20,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 21, 661. 76 

'  Amount  (estimated)  required  for  completion  of  existing  project 130, 000. 00 

Amount  (estimated)  required  for  maintenance  annually 10, 000. 00 

Amountthat  can  be  profitably  expended  in  fiscal  year  ending  June  30,  1896    90, 000. 00 
Snbmitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  D  3.) 

4.  Harbor  of  reftige  at  Duck  Island  Harbor,  Connecticut — This  har- 
bor is  a  broad  bay  on  the  north  side  of  Long  Island  Sound,  about 
midway  between  the  harbors  of  New  Haven  and  New  London,  a  dis- 
tance of  46  miles  in  the  widest  part  of  the  sound  where  there  is  no 
safficient  harbor  of  refuge  for  general  commerce.  Duck  Island  flarbor 
is  large  enough  for  such  use,  but  is  naturally  unprotected  from  storms 
from  any  southerly  quarter. 

By  order  of  Congress,  examinations  of  this  harbor  were  made  in  1883 
and  188C,  and  subsequently  a  project  was  adopted  for  making  it  a 
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harbor  of  refuge  by  constructing  three  riprap  breakwaters,  the  west 
one  extending  westerly  from  Duck  Island,  the  middle  one  extending 
northeasterly  from  Duck  Island,  the  east  one  extending  southwesterly 
from  Menunketesuck  Point  to  the  east  limit  of  the  harbor.  The  totiU 
length  of  these  breakwaters  was  to  be  5,880  feet  and  their  estimated 
cost  is  $463,540. 

Work  under  this  project  was  begun  in  May,  1891,  and  up  to  July  1, 
1893, 1,240  linear  feet  of  the  west  breakwater  had  been  built,  extend- 
ing it  westwardly  from  Duck  Island  to  a  depth  of  about  15  feet  at  mean 
low  water.  At  this  length  it  affords  a  limited  shelter  from  southeast 
and  south  storms. 

During  the  past  fiscal  year  the  work  has  been  extended  420  linear 
feet,  making  it  1,660  feet  long;  its  present  end  is  in  depth  of  16J  feet 
at  mean  low  water. 

The  total  amount  appropriated  for  this  improvement  is  $90,000. 

Futtlre  appropriations  will  be  applied  to  continuing  breakwater  con- 
struction. 

July  1,  1893,  balance  unexpended $32,865.18 

June  30,  1894,  amount  expended  during  fiscal  year 31, 224. 50 

July  1,  1894,  balance  unexpended 1,640.68 

July  1,  1894,  outstanding  liabilities 22.00 

July  1,  1894,  balance  available 1,618.68 

Amount  appropriated  by  act  of  August  17,  1894 30, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 31, 618. 68 

Amount  (estimated)  required  for  completion  of  existin^^  project 373,540.00 

rofitably  expended  in  fiscal  year  ending  June  30, 189^ 


!  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896  100, 000. 00 
]  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
I     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  D  4.) 

5.  Clinton  Harbor j  Connectimit — This  harbor  is  10  miles  west  of  the 
mouth  of  the  Connecticut  Eiver.  Its  channel  runs  for  nearly  a  mile 
inside  of  a  beach,  through  which  a  breach  was  made  about  the  year 
1840,  after  which  the  channel  shoaled  in  two  places  to  about  4  feet 
depth  where  it  had  been  8  feet  deep. 

The  project  for  improvement  adopted  in  1882  provided  for  closing 
the  breach,  and,  if  that  did  not  restore  the  channel  depth,  for  dredging 
a  channel  100  feet  wide  and  6  feet  deep  at  mean  low  water  through  the 
shoals.  The  entire  cost  was  estimated  at  $10,000.  In  1893  a  modifi- 
cation of  the  project  was  adopted,  which  provided  for  a  channel  of  75 
feet  width  and  reduced  the  total  estimate  for  completion  to  $8,500. 

The  breach  was  closed  by  building  a  riprap  dike  across  it  in  1883 ;  this 
dike  was  repaired  in  1892.  In  1893  a  channel  6  feet  deep  at  mean  low 
water  was  dredged,  with  width  of  85  feet  through  the  inner  bar  and  75 
feet  through  the  outer  bar,  completing  the  modified  project  in  May, 
1893. 

No  work  was  done  during  the  past  fiscal  year.  The  dike  and  dredged 
channels  remain  in  good  condition. 

The  project  being  completed,  no  further  appropriation  is  required. 

July  1,  1893,  balance  unexpended $243.78 

June  30;  1894,  amount  expended  dnring  fiscal  year 243. 78 

(See  Appendix  I)  5.) 

6.  Neic  Haven  Harbor^  Connecticut. — The  original  available  low- water 
depth  up  to  the  wharves  in  this  harbor  was  about  9  feet. 
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The  first  project  for  deepening  the  channel  provided  for  making  it  13 
feet  deep,  which  was  done  in  1871.  It  was  widened  at  different  times 
until  1878,  when  a  project  was  adopted  for  dredging  a  channel  16  feet 
d^p  and  not  less  than  400  feet  wide.  In  1882  a  project  was  adopted 
for  building  a  dike  to  extend  out  from  Sandy  Point,  with  an  arm  par- 
allel to  the  channel  and  3,200  feet  long,  in  order  to  contract  the  channel 
and  maintain  16  feet  depth  on  Fort  Hale  Bar,  when  that  depth  should 
be  obtained  by  dredging. 

Up  to  July  1, 1893,  the  shore  arm  and  2,089  feet  of  the  channel  arm 
of  the  Sandy  Point  Dike  had  been  built;  a  16-foot  channel  from  400 
to  700  feet  wide  had  been  made  and  maintained  all  tbe  way  up  the 
harbor  to  Tomlinson^s  bridge,  except  over  the  Fort  Hale  Bar,  where 
the  depth  is  but  13  feet. 

During  the  past  fiscal  year  nothing  was  done.  The  last  work  done 
in  this  harbor  was  in  1892-'93,  when  the  channel  in  the  upper  part  of 
the  harbor  was  widened  and  shoal  spots  removed,  affording  more  room 
in  this  crowded  part  of  the  harbor. 

The  total  amount  appropriated  for  improving  this  harbor  since  the 
beginning  of  work  in  1867  is  $316,000. 

Future  appropriations  will  be  applied  to  dredging  and,  if  necessary, 
to  extending  the  dike. 

July  1,  1893,  balance  unexpended $270. 58 

June  30, 1894,  amount  expended  during  fiscal  year 91. 47 

July  1,  1894,  balance  unexpended 179.11 

Amount  appropriated  by  act  of  August  17,  1894 10,000.00 

Amount  available  for  fiscal  year  ending  June  30, 1895 10, 179. 11 

f  Amount  (estimated)  required  for  completion  of  existing  project 38, 000. 00 

!  Amount  that  can  be  profitably  expended  in  fiscal  vear  ending  June  30, 1896    38, 000. 00 
\  Submitted  iu  compliance  with  requirements  of  sections  2  of  river  and 
{     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  B  6.) 

7.  Breakwaters  at  New  Haven^  Conn. — In  1880  a  project  was  adopted 
for  making  a  harbor  of  refuge  at  the  entrance  of  New  Haven  Harbor  by 
construction  of  two  riprap  breakwaters;  the  first  to  be  3,300  feet  long, 
extending  northeasterly  from  the  light-house  on  Southwest  Ledge  to 
Quixes Ledge;  the  second  to  be  4,200  feet  long,  extending  northwest- 
erly from  Luddingtou  Rock.    The  estimated  cost  was  $1,311,134. 

The  river  and  harbor  act  of  August  H,  1888,  provided: 

And  the  Chief  of  Engineers  may,  if  deemed  necessary,  relocate  the  western  break« 
water,  and  the  Secretary  of  War  is  authorized,  in  his  discretion,  to  expend  any  por- 
tion of  said  sum  iu  commencing  its  construction. 

The  New  Haven  Harbor  commissioners  proposed  a  plan  for  relo- 
cation of  the  western  breakwater,  which  would  largely  increase  the 
anchorage  afforded  under  the  original  project,  and  which  would  cost 
abont  $5,000,000. 

There  was  no  doubt  of  the  desirability  of  increasing  the  anchorage 
ground,  but  the  expenditure  required  by  this  plan  was  larger  than  the 
present  demands  of  commerce  seemed  to  warrant.  A  plan  was  sug- 
gested by  tbe  officer  in  charge  for  changiug  the  location  of  the  western 
breakwater  to  the  southwest  about  6,000  feet,  and  constructing  a  break- 
water 5,000  feet  long,  which  should  start  at  a  point  1,000  feet  nortb,  54^ 
ea«t  from  Luddington  Eock,  and  extend  south  54°  west,  crossing  the 
rock;  also  for  constructing  a  smaller  breakwater  from  the  east  shore 
towards  Quixes  Ledge  to  better  protect  the  harbor  from  easterly 
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storms,  leaving  an  eastern  entrance*  ckannel  800  feet  wide  and  3  Ifeet 
deep.  The  cost  of  these  works,  in  addition  to  the  estimates  of 
Jl,311,134,  would  be  about  $840,000. 

Upon  appropriation  of  $120,000  by  the  river  and  harbor  act  of  1890, 
the  modifications  of  project  above  described  were  adopted.  Further 
details  concerning  this  plan,  and  a  sketch  showing  location  of  proposed 
works,  are  printed  in  the  Annual  Report  for  1889,  Part  I,  pp.  60  and  61  j 
also  Appendix  D  6,  pp.  675-685. 

Up  to  July  1, 1893,  the  east  breakwater,  3,450  feet  long,  had  been 
completed,  affording  considerable  shelter  to  the  east  side  of  the  harbor, 
and  2,911  linear  feet  of  the  middle  breakwater,  overlying  Luddington 
Rock,  had  been  built,  though  not  to  full  cross-section.  During  the 
past  fiscal  year  the  middle  breakwater  has  been  extended  255  feet, 
making  its  total  length  3,166  feet  j  the  depth  at  the  west  end  of  the  work 
is  22^  feet  at  mean  low  water.  At  its  present  length  the  breakwater 
affords  shelter  from  southeast  storms  to  more  than  one-half  of  the  har- 
bor entrance. 

The  total  amount  appropriated  for  this  project  since  its  commence- 
ment is  $735,000. 

Future  .appropriations  will  be  applied  to  extending  and  enlarging 
the  breakwater. 

July  1, 1893,  balance  unexpended $87,057.18 

Jiine  30,  1894,  amount  expended  during  fiscal  year 84, 326. 16 

July  1,1894,  balance  unexpended 2,731.02 

July  1,  1894,  outstanding  liabilities 50.00 

July  1,  1894,  balance  available 2,681.02 

Amount  appropriated  by  act  of  August  17,  1894 125, 000. 00 


Amount  available  for  fiscal  year  ending  Juuo  30,  1895 127, 681. 02 


Amount  (estimateil)  required  for  completion  of  existing  project 1,416,134.00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June 

30,1896 500,000.00 

Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 

harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893 . 

(See  Appendix  D  7.) 

8.  Milford  Harbor,  Connecticut — This  harbor  consists  of  a  broad, 
open  bay,  from  the  head  of  which  a  small  tidal  stream  extend^  three- 
quarters  of  a  mile  inland  to  the  upper  wharf.  Origiuallj''  the  depth  on 
the  bar  at  the  mouth  of  the  river  was  less  than  2  feet  at  mean  low  water ; 
in  parts  of  the  river  the  channel  ran  ne^irly  bare. 

Under  the  first  project  for  improvement,  adopted  in  1872,  a  channel 
4  feet  deep  and  100  feet  wide  was  excavated  through  the  bar,  ancj  thence 
40  to  CO  feet  wide  to  the  upper  wharf;  small  jetties  were  built  to  pro- 
tect the  east  bank  from  erosion,  and  two  jetties  were  built  to  preserve 
the  channel  on  the  bar,  at  a  total  cost  of  $34,000.  In  1881  a  project  was 
adopted  for  making  the  channel  through  the  bar  8  feet  deep  at  mean 
low  water  and  100  feet  wide,  at  an  estimated  cost  of  $11,000. 

The  8-foot  channel  has  been  completed  to  100  feet  width. 

July  1, 1893,  the  channel  over  the  outer  bar  was  in  fair  condition; 
that  from  the  bar  to  the  upper  wharves  had  shoaled  somewhat,  espe- 
cially in  the  upper  part.  Long  Jetty  had  been  repaired  as  far  as  then 
seemed  necessary,  and  the  project  for  the  improvement  was  considered 
completed. 

In  the  storm  of  August  24,  1893,  Long  Jetty  suffered  damage  which 
needed  prompt  repair  to  prevent  its  increasing.    There  being  no  funds 
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available  for  this  harbor,  an  allotment  of  $250  was  made  from  the 
appropriation  for  '^examiuations,  surveys,  and  contingencies  of  rivers 
and  harbors,"  and  the  rej^airs  urgently  required  were  made. 

JJ-pon  request  of  parties  interested  in  the  navigation  of  this  harbor, 
a  plan  for  harbor  lines  was  prepared  and  is  now  under  consideration. 
The  necessary  surveys  and  maps  were  prepared  under  an  allotment 
from  ^*  examinations,  surveys,  and  contingencies  of  rivers  and  harbors.' 

(See  Appendix  D  8.) 

9.  Housatonie  RiveVj  Connecticut — The  navigable  part  of  the  river 
extends  from  Derby,  Conn.,  to  Long  Island  Sound,  a  distance  of  13 
miles,  and  was  originally  obstructed  by  several  bars  upon  which  the 
low- water  depth  was  from  3  to  5  feet. 

In  1871  a  project  was  adopted  for  making  a  channel  7  feet  deep  at 
mean  low  water  and  from  150  to  200  feet  wide,  by  dredging  and  rock 
removal  and  by  building  a  dike  in  the  river  and  a  breakwater  to  pro- 
tect the  channel  from  the  outer  bar,  at  a  total  estimated  cost  of 
$404,901. 

This  project  was  modified  in  1887,  to  reduce  the  width  of  channel  in 
the  river  to  100  feet  and  to  fix  the  length  of  the  proposed  breakwater 
at  5,750  feet,  and  the  estimate  for  completion  was  revised,  making  it 
then  $202,000,  or  from  the  beginning  in  1871,  $275,500.  The  annual 
cost  of  maintenance  df  channels  was  estimated  at  $4,000. 

Up  to  July  1, 1893,  Drews  Eock  had  been  removed,  a  jetty  had  been 
built  at  Sow  and  Pigs  Reef,  and  the  breakwater  at  the  river's  mouth 
had  been  made  4,740  feet  long,  and  channels  of  the  required  depth  had 
been  several  times  dredged. 

During  the  past  fiscal  year  the  channel  through  the  outer  bar  has 
been  made  75  feet  wide  with  full  7  feet  depth  at  low  tide  and  the 
breakwater  has  been  extended  285  feet,  making  its  total  length  5,025 
feet.  Work  was  begun  upon  a  riprap  dike,  intended  to  straighten  the 
channel  at  the  bend  below  Stratford,  near  the  mouth  of  the  river,  and 
555  linear  feet  of  the  dike  was  constructed. 

The  total  amount  appropriated  for  improving  this  river  since  the 
beginning  of  work  in  1871  is  $188,500. 

Future  appropriations  should  be  applied  mainly  to  extending  and 
enlarging  the  breakwater  and  to  dredging. 

July  1, 1893,  balance  unexpended $16, 456. 19 

June  30, 1894,  anionnt  expended  during  fiscal  year 15, 021. 19 

July  1, 1894,  balance  imexpended 1,435.00 

Amount  appropriated  by  act  of  August  17,1894 25,000.00 

Amonn  t  available  for  fiscal  year  ending  Juno  30, 1895 26, 435. 00 

(Amount  (estimated)  required  for  completion  of  existing  project 87, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30,1896    87, 000.  OQi 
Submitted  in  compliance  vfith  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  D  9.) 

10.  Bridgeport  Harbor j  Connecticut. — The  available  depth  in  this  har- 
bor was  originally  6  feet  at  mean  low  water. 

The  first  project  for  improvement  provided  for  an  S-foot  channel  over 
the  outer  and  inner  bars.  This  was  dredged  on  the  outer  bar  in  1837, 
and  on  both  bars  in  1853.  In  1871  a  project  was  adopted  for  making  a 
channel  12  feet  deep  and  100  feet  wide,  subsequently  modified  to  30O 
ffeet,  and  for  building  a  jetty  on  the  east  shore  to  check  the  influx  of 
sand. 
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This  was  accomplished  in  1882,  and  a  new  project  was  adopted  for 
widening  to  600  feet  the  channel  from  the  Inner  Beacon  to  the  Naaga- 
tuck  Eailroad  wharf,  to  provide  for  vessels  driven  in  by  bad  weather, 
without  blocking  the  main  channel.  The  estimated  cost  of  the  latter 
project  was  $60^000 ;  it  is  very  nearly  completed.  A  small  area  remains 
near  the  Inner  Beacon^  which  it  is  considered  desirable  to  dredge.  The 
project  was  extended  in  1888  to  include  widening  the  channel  above 
the  railroad  wharf  in  order  to  relieve  the  crowding  at  that  point,  and 
was  further,  extended  by  act  of  Congress  authorizing  the  expenditure 
of  the  appropriation  of  1888  toward  dredging  a  9-foot  channel  up  to 
the  head  of  the  upper  harbor  above  the  bridges,  and  by  the  river  and 
harbor  act  of  1890  which  directed  the  beginning  of  the  breakwater 
from  the  Tongue  to  the  Inner  Beacon.  The  total  estimated  cost  of  these 
extensions  was  $65,000,  of  which  $30,000  has  been  appropriated. 

Up  to  July  1, 1893,  a  channel  12  feet  deep  at  mean  low  water  had 
been  dredged  to  the  lower  bridge,  with  width  of  200  to  300  feet,  and 
with  additional  width  of  470  feet  between  the  Tongue  and  the  Inner 
Beacon  (total,  770  feet)  for  anchorage  j  at  the  outer  bar  and  immediately 
below  the  bridge,  shoaling  had  reduced  the  width  of  the  12- foot  chan- 
nel to  about  75  feet.  Above  the  lower  bridge  and  practically  to  the 
head  of  navigation,  the  channel  was  9  feet  deep  at  mean  low  water 
with  from  60  to  90  feet  width.  The  breakwater  ftom  the  Tongue  to  the 
Inner  Beacon  had  been  built  its  full  length,  1,165  feet,  but  not  to  the 
full  cross  section  considered  necessary  for  i)ermanence;  it  afforded  a 
shelter  of  value  to  the  anchorage  ground  and  to  the  lower  wharves. 

Nothing  was  done  during  the  past  fiscal  year. 

The  total  amount  appropriated  for  this  harbor  since  the  beginning  of 
work  by  the  United  States  in  1836,  is  $292,485.38. 

The  completion  of  the  project  includes  extending  and  widening  the 
channel  above  the  horse-railroad  bridge,  removing  shoals  from  the  harbor 
channel,  and  enlarging  the  breakwater  at  an  estimated  cost  of  $35,000^ 

J  uly  1,  1893,  balauco  unexpended $1, 188. 37 

June  30,  1894,  amount  expended  during  fiscal  year 843. 97 

July  1,  1894,  balance  unexpended 344. 40 

Amount  appropriated  by  act  of  August  17,  1894 10, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 10,  344. 40 

{Amount  (estimated)  required  for  completion  of  existing  project 25, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30,1896    25, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  D  10.) 

11.  Black  Bock  Harbor j  Connecticut, — ^This  harbor  consists  of  a  bay 
partly  sheltered  by  Fayerweather  Island,  and  of  two  small  streams 
extending  inland  from  the  head  of  the  bay.  The  depth  in  Cedar  Creek, 
the  more  important  of  these  streams,  was  from  2  to  4  feet  at  mean  low 
water,  and  the  channel  was  narrow  and  very  crooked. 

The  project  for  improvement  submitted  in  1883  included  dredging 
a  channel  3,300  feet  long,  80  feet  wide,  and  6  feet  deep,  to  extend  up 
Cedar  Creek,  and  a  breakwater  from  Fayerweather  Island  to  the  main- 
land.   The  estimated  cost  was  $80,000. 

Up  to  July  1, 1893,  the  breakwater  had  been  built  to  the  full  length, 
but  not  to  the  width  and  height  projected.  The  proposed  channel  had 
been  dredged  to  the  full  extent  projected,  but  had  slightly  shoaled  on 
the  sides.  This  channel  was  largely  used  and  was  indispensable  to  the 
commerce  of  the  upper  part  of  the  harbor. 
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During  the  past  fiscal  year  dredging  was  done  to  widen  and  remove 
shoals  from  the  channel,  which  was  made  fiilly  80  feet  wide  and  6  teet 
deep  at  mean  low  water. 

The  breakwater  is  not  built  to  the  dimensions  originally  designed, 
but  this  does  not  now  appear  necessary  and  the  project  is  considered 
completed. 

The  total  amount  appropriated  for  this  harbor  since  the  beginning 
of  improvement  in  1884  is  $47,500. 

No  appropriation  is  needed  for  the  ensuing  year. 

Jnly  1,  1893,  balance  unexpended $4,969.66 

June  30,  1894,  amount  expended  during  fiscal  year 4^6Q4.47 

July  1,  1894,  balance  unexpended 305.19 

Amount  appropriated  by  act  of  August  17, 1894 2,500.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 2,805. 19 

(See  Appendix  D  11.) 

12.  SattgatticJc  Biver,  Connecticut — This  river  is  a  tidal  stream,  extend- 
ing inland  about  4^  miles  by  course  of  channel  from  Long  Island  Sound 
to  Westport,  Conn.  It  has  a  natural  depth  of  5  feet  at  mean  low  water, 
in  a  rather  narrow,  crooked  channel,  up  to  the  railroad  bridge  at  Sauga- 
tuck,  about  3  miles  from  the  sound;  thence  the  depth  decreases  gradu- 
ally until  at  Westport  it  is  less  than  1  foot.  The  channel  is  somewhat 
obstructed  by  rocks  in  its  upper  part. 

From  1826  to  1838  a  short  breakwater  was  built  on  Cedar  Point,  the 
east  side  of  the  river's  mouth,  to  prevent  sand  obstructing  the  entrance; 
the  work  was  repaired  and  extended  in  1870.  In  1836-'40  a  canal  wa« 
cut  through  "Great  Marsh ^'  to  shorten  the  sailing  course  to  the  west- 
ward; since  1850  it  has  been  so  filled  up  as  to  be  of  little  use. 

Under  the  terras  of  the  river  and  harbor  act  of  1892  a  project  was 
adopted  providing  for  deepening  the  channel  to  the  village  of  Westport, 
making  it  60  feet  wide  and  4  feet  deep  at  mean  low  water,  at  an  estiinatad 
cost  of  $10,000. 

July  1, 1893,  the  channel  depths  had  not  materially  changed;  the 
breakwater  at  Cedar  Point  needed  some  repair;  the  canal  was  seldom 
used,  being  passable  for  light-draft  vessels  only  at  high  tide.  Dredg- 
ing had  just  been  begun  to  make  a  channel  4  feet  deep  up  to  Westport, 
with  width  of  60  feet. 

During  the  past  fiscal  year  the  4-foot  channel  has  been  extended  to 
the  lower  wharf  on  the  east  side  of  the  river  at  Westport,  making  it  60 
feet  wide  for  2,735  feet  and  40  feet  wide  for  the  rest  of  the  distance, 
550  feet. 

The  total  amount  appropriated  for  Saugatuck  Eiver  under  the  exist- 
ing project  is  $10,000. 

Future  appropriations  will  be  applied  to  widening  the  channel  as 
projected. 

July  1,  1893,  balance  unexpended $6,029.07 

J  uue  30,  1S94,  amount  expended  during  fiscal  year 5, 150. 12 

July  1,  1894,  balance  unexpended 878. 95 

Amount  appropriated  by  act  of  August  17,  1894 3, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 3, 878. 95 

(See  Appendix  D  12.) 

13.  Wilsons  Point  Harbor,  Connecticut. — This  harbor  is  a  bay  on  the 
north  shore  of  Long  Island  Sound,  sheltered  from  all  storms,  except 
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p^oatlierly  ones.  Its  natiirnl  depth  of  IG  feet  at  tlio  mouth  shoaled  to 
about  5  feet  at  low  water  at  the  wharves  of  the  New  England  Terminal 
Company,  a  corporation  formed  to  secure  water  privileges  for  the 
Housatonic  Railroad  system  and  its  connections. 

In  1888  $25, 000  was  appropriated  for  this  improvement  as  a  part  of 
Norwalk  Harbor,  and  a  project  was  adopted  for  making  a  channel  300 
feet  w^ide  and  15  feet  deep  up  to  the  vicinity  of  the  wharves.  The 
required  depth  was  secured  with  width  of  400  feet. 

In  1800  830,000  was  appropriated  for  this  harbor,  and  up  to  July  1, 
1893,  with  a  total  expenditure  of  $53,670.90,  the  channel  up  to  the 
vicinity  of  the  wharves  had  been  made  15  feet  deep  at  mean  low  water, 
and  about  700  feet  wide,  with  an  additional  width  of  200  feet  for  750 
feet  on  the  east  side  near  the  wharves.*  The  15- foot  channel  was  also 
extended  northward,  parallel  to  and  75  feet  west  of  the  wharves,  with 
width  of  200  feet.  This  permitted  vessels  of  15  feet  draft  to  approach 
the  wharves  at  any  ordinary  stage  of  tide. 

July  1, 1893,  the  dredged  channels  were  in  good  condition  and  the 
I>roject  was  reported  completed. 

Nothing  was  done  during  the  past  fiscal  year. 

No  further  improvement  at  this  point  is  needed  and  no  further  appro- 
priation is  required. 

July  1, 1893,  balance  unexpended $1, 323. 10 

July  1, 1894,  balance  unexpended , 1,323.10 

(See  Appendix  D  13.) 

14,  Five  Mile  River  Harbor y  Connecticut, — This  harbor  is  a  small  inlet 
over  a  mile  long,  and  from  300  to  800  feet  wide,  on  the  north  shore  of 
Long  Ishind  Sound.  The  natural  low- water  depth  at  the  mouth  is  about 
3  feet,  shoaling  to  zero  half  way  up  the  harbor. 

The  project  for  improvement  proposed  in  a  report  on  a  survey  made 
in  1886,  and  adopted  under  an  appropriation  of  $5,000  made  August  11, 
1888,  provides  for  dredging  a  channel  8  feet  deep  at  mean  low  water, 
100  feet  wide,  and  about  6,000  feet  long,  extending  to  the  head  of  the 
harbor.    The  cost  was  estimated  at  $25,000. 

The  total  amount  appropriated  for  this  improvement  is  $17,500. 

Up  to  July  1,  1893,  $9,971.42  had  been  expended,  and  a  channel  60 
feet  wide  and  2,450  feet  long  had  been  dredged  to  a  depth  of  8  feet  at 
mean  low  water,  extending  from  Long  Island  Sound  to  the  vicinity  of 
the  lower  wharves. 

During  the  past  fiscal  year  the  channel  of  8-feet  depth  at  mean  low 
water  has  been  extended  1,130  feet  farther  up  the  harbor,  making  60 
feet  width.  This  channel  has  been  extended  to  several  of  the  wharves 
by  private  work,  and  is  now  used  for  anchorage  and  commercial  jmr- 
poses. 

Future  appropriations  will  be  applied  to  wideniug  and  extending  the 
channel  as  projected. 

For  reasons  fully  stated  in  the  report  of  the  officer  in  charge,  it  has 
been  found  necess<ary  to  increase  the  estimate  for  completion  of  this 
project  to  $30,000,  making  the  total  estimated  cost  from  the  beginning 
$45,000. 

J\\\y  1,  1893,  balance  unexpended $5,028.58 

Jane  30,  1894,  amount  expended  during  fiscal  year 4, 694. 43 

July  1,  1894,  balance  unexpended 334. 15 

Amount  appropriated  by  act  of  August  17,  1894 2, 500.  00 

Amount  available  for  fiscal  year  ending  June  30,  1895 2, 834. 15 
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{Amount  (estimated)  required  for  completion  of  existing  project $27, 500. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  une  30, 1896    10, 000. 00 
Submitted  in  compliance  TV'ith  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  D  14.) 

.15.  Stamford  Harbor^  Connecticut, — This  harbor  consists  of  a  bay  on 
the  north  shore  of  Long  Island  Sound,  and  of  two  tidal  inlets,  known 
as  the  East  and  West  branches,  extending  np  to  the  city  of  Stamford. 
The  original  depth  in  the  West  Branch  was  from  1  to  3  feet,  gradually 
increasing  in  the  bay  to  a  depth  of  12  feet;  the  East  Branch  was  orig- 
inally a  small  marshy  creek,  deepened  by  privates  dredging  to  a  dejith 
of  about  8  feet  at  mean  low  water. 

The  project  of  improvement  adopted  in  1886  provided  for  dredging  a* 
5-foot  channel  80  feet  wide  up  to  the  head  of  the  West  Branch,  This 
w^as  accomplished  in  1892.  In  that  year  a  project  was  adopted  provid- 
ing for  enlarging  the  channel  of  the  West  Branch  to  150  feet  width  and 
7  feet  depth,  and  dredging  out  the  basin  between  the  harbor  lines  at 
the  head  of  this  branch ;  also  for  making  the  channel  of  the  East  Branch 
100  feet  wide  for  a  length  of  8,535  feet,  and  50  feet  wide  for  a  length  of 
1,200  feet,  with  depth  of  9  feet.,  at  a  total  estimated  cost  of  $123,500. 

July  1,  1893,  dredging  had  been  recently  begun  ui)on  the  9-foot 
channel  of  the  East  Branch. 

During  the  past  fiscal  year  dredging  in  the  East  Branch  was  contin- 
ued and  the  channel  was  made  60  feet  wide  and  9  feet  deep  up  to  the 
steamboat  dock,  with  slightly  less  depth  and  width  above  to  the  head 
of  naA'igation.  Several  bowlders  and  parts  of  ledges  were  removed 
from  the  channel.  A  small  amount  of  dredging  was  also  done  to  remove 
shoals  from  the  channel  of  the  West  Branch. 

The  total  amount  appropriated  for  this  harbor  since  the  beginning  of 
improvement  in  1886  is  $45,000,  of  which  $15,000  has  been  applied  to 
the  existing  project. 

Future  appropriations  will  be  applied  to  widening  and  deepening  the 
channels  as  projected. 

July  1,  1893,  balance  unexpended $14,094.94 

Jane  30,  18S4,  amount  expended  during  fiscal  year 13, 368. 65 

Jalyl,  1894,  balance  unexpended -■ 726.29 

Aznonnt  appropriated  by  act  of  August  17,  1894 10,000.00 

Amount  available  for  fiscal  year  ending  June  30, 1895 10, 726. 29 


{Amount  (estimated)  required  for  completion  of  existing  project 98, 500. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    50, 000. 00 
Submitted  in  compliance  -with  reauirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  D  15.) 

16.  Harbor  at  Cos  Cob  and  Mianus  Biver^  Connecticut. — This  harbor  is 
a  small  inlet  on  the  north  shore  of  Long  Island  Sound,  extending  inland 
about  2  miles  to  the  village  of  Mianus.  The  low-water  channel  is  rather 
narrow,  bordered  by  wide  mud  flats,  and  has  a  depth  of  12  feet  or  over 
at  the  entrance,  decreasing  to  5  feet  at  the  railroad  bridge,  half  way 
up  the  inlet,  and  thence  to  Mianus,  decreasing  2  feet. 

The  project  for  improvement,  adopted  in  1892,  provides  for  dredging 
to  make  a  channel  6  feet  deep  at  mean  low  water,  with  150  feet  width 
to  the  raih'oad  bridge,  and  thence  to  Mianus  100  feet  wide,  estimated 
to  cost  $36,000. 

Up  to  July  1, 1893,  the  projected  channel  had  been  made  over  75 
feet  wide  up  to  the  railroad  bridge  and  dredging  was  then  in  progress. 
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During  the  past  fiscal  year  the  channel  below  the  railroad  bridge 
was  widened  to  150  feet. 

The  total  amount  appropriated  for  this  improvement  is  $11,000. 

Future  appropriations  will  be  applied  to  extending  the  dredged 
channel. 

July  1,  1893,  balance  unexpended $6,558.56 

June  30,  1894,  amount  expended  during  fiscal  year 6, 141. 03 

July  1,  1894,  balance  unexpended 417. 53 

Amount  appropriated  by  act  gf  August  17, 1894 4,  000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 4, 417. 53 

•  r  Amount  (estimated)  required  for  completion  of  existing  project 25, 000. 00 

J  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30,1896    20, 000. 00 
I  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
[     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  D  16.) 

17.  Part  Chester  Harbor,  New  Tark. — This  harbor  consists'  of  a  bay- 
opening  into  Long  Island  Sound  at  the  mouth  of  Byram  Eiver  and  of 
the  lower  part  of  the  river  itself  which  is  navigable  for  about  a  mile 
above  its  mouth. 

The  original  available  depth  in  the  river  was  not  more  than  a  foot  at 
low  water,  and  Salt  Rock  in  the  river  and  Sunken  Rock  in  the  bay  were 
considered  dangerous  obstructions. 

The  project  for  improvement,  adopted  in  1871,  provided  for  the 
removal  of  these  rocks  to  9  and  11  feet  depth,  respectively,  and  for  the 
construction  of  a  breakwater  at  Byram  Point,  at  the  mouth  of  the  har- 
bor, the  estimated  cost  being  $96,632. 

In  1884  the  project  was  extended  to  provide  for  dredging  a  channel 
2J  feet  deep  and  from  60  to  100  feet  wide  from  the  bay  to  the  vicinity 
of  the  village  wharves. 

In  1888  the  project  was  further  modified  to  omit  the  removal  of 
Sunken  Rock  and  to  build  a  breakwater  from  that  rock  to  Byram 
Point,  which  should  also  serve  as  a  beacon  on  the  rock.  A  revised 
estimate,  made  in  1890,  in  accordance  with  the  modification,  reduced 
the  cost  of  completion  by  about  $40,000. 

Up  to  July  1, 1893,  Salt  Rock  had  been  removed  to  9  feet  depth,  a 
channel  2J  feet  deep  had  been  dredged  from  60  to  100  feet  wide  up  to 
within  150  feet  of  Port  Chester  bridge  and  25  feet  wide  to  the  bridge, 
and  the  breakwater  had  been  built  to  a  length  of  783  feet. 

The  dredging  and  rock  removal  have  resulted  in  admitting  safely 
vessels  of  greater  draft  than  formerly.  The  partial  completion  of  the 
breakwater  has  served  to  mark  Sunken  Rock  and  to  shelter  a  small 
anchorage  area  at  the  mouth  of  the  river. 

During  the  past  fiscal  year  the  breakwater  was  extended  72  feet 
shoreward,  and  part  of  the  work  previously  built  was  enlarged.  It  is 
now  built  to  the  full  length  i)rojected,  but  not  to  the  required  cross 
section. 

Future  appropriations  will  be  applied  to  completing  the  breakwater 
and  to  maintaining  or  enlarging  the  dredged  channel. 

July  1,  1893,  balance  unexpended $4,327.24 

June  30,  1894,  amount  expended  during  fiscal  year 4, 102. 98 

July  1,  1894,  balance  unexpended 224. 26 

Amount  appropriated  by  act  of  August  17,  1894 5,  000.  00 

Amount  available  for  fiscal  year  ending  June  30,  1895 5,  224. 26 
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{Amonnt  (estimated)  required  for  completion  of  existing  project $10, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  vear  ending  June  30, 1896    10, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  D  17.) 

18.  Larchmont  Harbor,  New  Y^ork. — This  is  a  bay  about  half  a  mile 
wide  and  extending  three-quarters  of  a  mile  inland,  with  depth  gradu- 
ally diminishing  from  18  feet  at  and  near  the  mouth.  The  mouth  of 
the  bay  was  obstructed  by  two  rocks  (Umbrella  Eock  and  Huron  Eock), 
always  covered,  and  owing  to  its  width  the  harbor  anchorage  was  little 
protected  from  easterly  and  southerly  storms. 

A  survey  was  ordered  by  Congress  in  1888,  and  afterwards  a  project 
was  adopted  tor  connecting  Umbrella  Eock  with  the  west  shore  and 
Huron  Eock  with  the  east  shore  by  riprap  breakwaters,  which  would 
sufficiently  mark  the  rocks  and  would  cover  the  harbor.  The  estimated 
cost  of  the  project  was  $105,000. 

Up  to  July  1, 1893,  $4,879.05  had  been  expended  in  constructing  74 
linear  feet  of  the  Umbrella  breakwater  and  64  linear  feet  of  the  Huron 
breakwater,  the  location  being  over  the  rocks.  The  breakwaters  serve 
to  mark  the  rocks,  but  are  not  long  enough  to  afford  any  appreciable 
shelter. 

No  work  has  been  done  during  the  past  fiscal  year. 

Future  appropriations  should  be  applied  to  completing  the  break- 
waters. 

July  1,  1893,  balance  unexpended $120. 95 

July  1,  1894,  balance  unexpended 120. 95 

{Amount  (estimated)  required  for  comnletion  of  existing  project 100, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    50, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  B  18.) 

19.  East  Cfiester  Creek,  New  York. — ^This  is  a  small  tidal  stream 
emptying  into  Pelham  Bay.  It  was  navigable  at  high  tide  only,  for 
vessels  drawing  7  feet,  up  to  Lockwood,  a  distance  of  2 J  miles.  The 
rise  of  tide  is  7.1  feet. 

The  project  for  improvement  adopted  in  1872  and  subsequently  modi- 
fied provided  for  a  channel  9  feet  deep  at  mean  high  water,  extending 
to  a  point  3,000  feet  above  Lockwood  and  terminating  at  the  upper  end 
in  a  tidal  basin.  Part  of  the  lower  course  of  the  channel  was  to  be 
protected  by  dikes,  and  the  whole  work  was  estimated  to  cost  $221,000. 

In  1891  this  estimate  was  revised  and  reduced  by  omitting  the  dikes, 
which  seemed  unnecessary  for  maintenance  of  channels,  making  the 
total  estimate  of  cost  from  beginning  $124,000. 

Up  to  July  1, 1893,  $69,000  had  been  appropriated  for  this  improve- 
ment, of  which  $08,984.67  had  been  expended  in  dredging  and  rock 
removal  to  make  a  channel  9  feet  deep  at  high  water  (2  feet  at  low 
water),  with  width  of  125  feet,  to  the  head  of  Goose  Island,  one-half 
mile  from  the  mouth  of  the  creek;  thence  to  Town  Dock  with  width  of 
100  feet;  thence  to  Lockwood  with  nearly  the  same  width;  thence  for 
about  1,300  feet  above  the  drawbridge  with  60  feet  width.  Above  Town 
Dock  1,235  linear  feet  of  diking  had  been  built  to  sustain  the  sides  of 
the  channel. 

During  the  past  fiscal  year  no  work  has  been  done  by  the  United 
States.  Private  parties  have  cut  a  slip  into  the  west  bank  above  Lock- 
wood  and  have  made  a  landing  for  a  newly-established  freight  line 
between  Mount  Vernon  and  New  York  City. 
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The  channel  between  Town  Dock  and  Lockwood  has  shoaled  near 
the  banks,  and  the  present  available  width  is  not  over  50  feet. 

Future  appropriations  should  be  applied  to  completing  the  proposed 
cut  above  Lockwood  and  to  repairing  and  maintaining  the  previously 
dredged  channels.  A  revised  estimate,  submitted  with  the  annual 
report  for  1891,  reduced  the  cost  of  completing  this  work  to  $55,000. 

July  1,  1893,  balance  unexpended $15. 33 

Juno  30,  1894,  amount  expended  during  fiscal  year 15. 33 

Amount  appropriated  by  act  of  August  17, 1894 12,000.00 

{Amount  (estimated)  required  for  completion  of  existing  project 43, 000. 00 
Amonntthatcanbeprofttably  expended  in  fiscal  vear  ending  June  30, 1896  43, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  D  19.) 

20.  Greenport  Harbor ^  JSFeio  York. — This  harbor,  at  the  eastern  end 
of  Long  Island,  is  exposed  to  easterly  storms;  its  anchorage  ground, 
which  was  sheltered  by  Joshua  Point,  has  materially  shoaled  by  the 
erosion  of  the  point  and  by  the  influx  of  drifting  sand. 

The  project  of  improvement^  adopted  in  1882,  provided  for  the  con- 
struction of  a  riprap  breakwater  extending  from  Joshua  Point  1,700 
feet  in  a  southeasterly  course,  to  arrest  drifting  sand,  to  check  the  ero- 
sion of  the  point,  and  to  increase  the  sheltered  area.  Its  cost  was  esti- 
mated at  $46,000. 

In  1890  the  project  was  modified  to  provide  for  increasing  the  height 
of  the  breakwater  from  3  to  5  feet  above  high  water,  instead  of  extend- 
ing it,  and  to  apply  the  rest  of  the  estimated  amount  for  completion  to 
dredging  and  enlarging  the  anchorage  basin. 

Up  to  July  1, 1893,  $46,000  had  been  appropriated  for  this  improve- 
ment; the  breakwater  had  been  completed  and  dredging  had  been 
done  to  increase  the  area  of  sheltered  anchorage  ground. 

During  the  past  fiscal  year  the  anchorage  ground  was  further 
enlarged  by  dredging,  and  the  existing  project  was  completed  in  Sep- 
tember, 1893. 

^o  further  work  is  proposed  and  no  additional  appropriation  is 
required. 

July  1,  1893,  balance  unexpended $9,840.48 

JuneSiO,  1894,  amount  expended  during  fiscal  year 8,544.71 

July  1,  1894,  balance  unexpended 1, 295. 77 

(See  Appendix  D  20.) 

21.  Fort  Jefferson  Harbor^  New  YorJc. — This  harbor  is  a  large  and 
deep  inland  bay,  with  a  narrow  entrance  or  inlet,  outside  of  which 
was  originally  a  shoal  with  4  feet  depth  at  low  water.  The  location  of 
the  inlet  is  one  of  the  most  exposed  on  Long  Island  Sound. 

Under  a  project  adopted  in  1871,  and  modified  in  1873  and  1877,  an 
east  jetty  1,390  feet  long  and  a  west  jetty  940  feet  long  were  built,  both 
witli  scant  cross  section,  and  a  channel  8  feet  deep  and  100  feet  wide 
was  dredged  through  the  bar.  The  work  was  completed  in  1883,  at  a 
total  coat  of  $79,000. 

By  order  of  Congress  an  examination  of  Port  Jefferson  Inlet  was 
made  in  1888,  and  subsequently  a  project  was  adopted  for  repairing 
and  enlarging  the  jetties  and  dredging  to  make  a  channel  10  feet  deep 
and  200  feet  wide,  at  an  estimated  cost  of  $90,000. 

Under  the  existing  project,  up  to  July  1,  1893,  the  jetties  htid  been 
enlarged,  though  not  to  the  extent  required,  and  a  narrow  channel  of 
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10  feet  depth  had  been  excavated  through  the  inlet  under  a  contract 
then  in  progress. 

During  the  past  fiscal  year  the  10-foot  channel  through  the  inlet  was 
ina'Je  200  feet  wide  or  more,  by  dredging. 

The  total  amount  appropriated  for  improving  Port  Jefferson  Harbor 
since  the  beginning  of  work  in  1871  is  $121,500,  of  which  $35,000  was 
appropriated  for  work  under  the  existing  project. 

Future  appropriations  will  be  applied  to  maintaining  the  dredged 
channel  and  to  repairing  and  enlarging  the  jetties. 

July  1, 1893,  balance  unexpended $18,216.78 

JiiBo  30^  1894,  amount  expended  during  fiscal  year 17, 017.  77 

July  1, 1894,  balance  unexpended 1, 199.01 

Amount  appropriated  by  act  of  August  17,  1894 7, 500. 00 

Amonnt  available  for  fiscal  year  ending  June  30,  1895 8, 699. 01 

{Amount  (estimated)  required  for  completion  of  existing  project 47, 500. 00 
Amountthat  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    35, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  B  21.) 

22.  Huntington  Harbor,  New  York. — This  is  a  tidal  inlet,  extending 
southward  from  Huntington  Bay  to  the  village  of  Huntington.  It  is 
about  2  miles  long,  quite  narrow  and  landlocked,  and  has  a  natural 
available  depth  of  nearly  8  feet  at  mean  low  water  up  to  within  three- 
fourths  of  a  mile  of  the  head  of  the  harbor,  where  the  low-water  depth 
shoaled  gradually  to  zero. 

lu  1872-'73  a  channel  3  feet  deep  and  150  feet  wide  was  dredged  in 
the  upper  part  of  the  harbor  by  the  United  States,  at  a  cost  of  $22,500. 
Within  ten  years  following,  this  had  nearly  filled  up. 

In  1884  a  survey  was  ordered  by  Congress,  and  subsequently  a 
project  for  improvement  was  adopted,  providing  for  redredging  a  chan- 
nel 8  feet  deep  and  100  feet  wide  up  to  the  upper  wharves,  at  an  esti- 
mated cost  of  f42,000.  The  estimate  includes  also  a  pile  protection  for 
pai't  of  the  channel,  but  it  seems  probable  that  equally  good  results  can 
be  obtained  by  applying  the  funds  to  dredging  a  greater  width. 

Up  to  July  1,  1893,  the  8-foot  channel  had  been  dredged  105  feet 
wide  to  the  bend  at  the  steamboat  landing,  with  width  of  185  feet  at 
the  bend,  and  thence  to  the  upper  landings  90  feet  wide. 

No  work  was  done  during  the  past  fiscal  year. 

The  total  amount  appropriated  for  this  harbor  since  the  beginning  of 
work  in  1872  is  $39,500,  of  which  $15,000  was  appropriated  for  work 
under  the  existing  i)roject. 

Putnre  appropriations  will  be  applied  to  dredging  to  maintain  and 
farther  widen  and  extend  the  channel. 

July  1,  1893,  balance  unexpended $397.49 

June  30,  1894,  amount  expended  during  fiscal  year 187. 50 

July  1,  1894,  balance  unexpended 209.99 

Amount  appropriated  by  act  of  August  17,  1894 2,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 2, 209. 99 

{Amonnt  (estimated)  required  for  completion  of  existing  project 15, 000. 00 

Amonnt  thatcan  be  profitably  expended  in  fiscal  year  ending  June  30, 1896  10, 000.  CO 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  B  22.) 

23.^  Olen  Cove  Harbor j  New  York. — This  harbor  i&  an  inlet  on  the  east 
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side  of  Hempstead  Bay ,  which  is  accessible  only  at  high  tide,  and  a  break- 
water was  needed  to  shelter  vessels  while  at  anchor  waiting  for  tides. 

The  project  for  improvement,  adopted  in  1888,  provides  for  a  riprap 
breakwater  about  2,500  feet  long,  extending  in  a  west-southwesterly  direc- 
tion from  the  northwest  corner  of  the  Glen  Cove  dock,  the  top  to  be  6 
feet  wide  and  3  feet  above  mean  high  water,  and  slopes  to  be  1  on  L 
Its  estimated  cost  was  $201,960. 

Up  to  July  1, 1893, 1,056  linear  feet  of  the  breakwater  had  been  built 
to  a  reduced  cross  section,  and  nearly  all  of  it  subsequently  enlarged, 
affording  a  small  area  of  shelter  which  enabled  vessels  to  use  the  main 
landing  in  all  weather  and  to  lie  at  anchor  securely  until  the  rise  of 
tide  made  the  inner  harbor  at  Glen  Gove  navigable. 

During  the  past  fiscal  year  the  enlargement  of  the  breakwater  to  4 
feet  above  high  water,  with  3  feet  top  width,  was  completed,  and  the 
whole  work  was  extended  20  feet,  making  its  total  length  1,076  feet. 

Future  appropriations  will  be  applied  to  extending  the  breakwater 
as  projected. 

July  1, 1893,  balance  unexpended $6,  795.06 

June  30,  1894,  amount  expended  during  fiscal  year 6, 562. 82 

July  1, 1894,  balance  unexpended 232. 23 

July  1,  1894,  outstanding  liabilities 16.00 

July  1,  1894,  balance  available 216.23 

Amount  appropriated  by  act  of  August  17,  1894 : 10,000.00 

Amount  available  for  fiscal  year  ending  J uue  30,  1895 10, 216. 23 

(Amount  (estimated)  required  for  completion  of  existing  project 146, 960. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  une  30, 1896    50, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  D  23.) 

24.  Fhishing  Bay,  New  York. — Before  improvement  the  available 
depth  in  this  broad,  shallow  bay,  and  in  the  channel  leading  up  to 
Flushing,  was  less  than  4  feet  at  mean  low  water. 

The  project  for  improvement,  adopted  in  1879,  contemplated  building 
16,700  feet  of  diking  to  form  a  tidal  basin  which,  by  filling  and  dis- 
charging through  the  main  channel,  would  maintain  a  channel  depth 
of  6  feet  or  more  at  mean  low  water,  after  once  dredging.  The  bottom 
is  soft  mud.    The  estimated  cost  of  this  work  was  $173,500. 

In  1888  the  project  was  modified  to  omit  part  of  the  diking,  which 
then  appeared  unnecessary,  and  in  1891,  at  tlie  request  of  many  citizens, 
the  extension  of  dikes  was  wholly  omitted  from  the  project. 

Up  to  July  1, 1893,  4,603  linear  feet  of  diking  had  been  built,  and 
the  channel  of  100  feet  width  and  6  feet  depth  at  mean  low  water  had 
been  dredged  and  redredged. 

During  the  past  fiscal  year  no  work  was  done. 

The  total  amount  appropriated  for  this  improvement  is  $119,000. 

The  further  work  in  Flushing  Bay  consists  in  repair  and  maintenance 
of  the  dredged  cliannel.  It  has  been  found  expedient  to  dredge  to  a 
greater  depth  than  6  feet  in  order  to  maintain  a  depth  of  6  feet  for 
more  than  one  season. 

Jnly  1,  1893,  balance  unexpended $5,019.02 

June  30,  1894,  amount  expended  during  fiscal  year 4, 427. 77 

July  1,  1894,  balance  unexpended 591.25 

Amount  appropriated  by  act  of  August  17,  1894 4, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 4, 591. 25 
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{Amonnt  (estimated)  required  for  completion  of  existing  project $54, 500. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30,1896   20, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March3,  1893. 

(See  Appendix  D  24.) 

25,  Patchogue  River,  New  Fork. — This  is  a  shallow  tidal  inlet  extend- 
ing about  a  mile  northward  from  the  shore  of  Great  South  Bay,  Long 
Island,  to  the  village  of  Patchogue.  The  natural  depth  in  the  stream 
and  over  a  bar  at  the  mouth  was  from  2  to  3  feet  at  mean  low  water, 
and  the  rise  of  tide  is  about  1  foot. 

In  1880,  and  again  in  1886,  examinations  were  made  by  order  of  Con- 
gress, and  subsequently  a  project  was  adopted  for  making  a  channel  6 
feet  deep  at  mean  low  water  and  60  feet  wide  up  to  the  village  wharves, 
to  be  protected  at  the  mouth  by  a  jetty  on  the  west  side,  at  an  estimated 
cost  of  $40,000. 

Up  to  July  1, 1893,  $23,000  had  been  appropriated  for  this  work,  and 
had  been  nearly  all  expended  in  constructing  1,340  linear  feet  of  jetty 
and  in  dredging  a  channel  6  feet  deep  and  60  feet  wide  from  the  Great 
South  Bay  about  halfway  up  to  the  village;  inside  the  mouth  of  the 
river  the  channel  is  from  50  to  150  feet  wide,  being  enlarged  by  private 
work  mainly. 

The  existing  channel  affords  access  to  the  wharves  in  the  lower  part 
of  the  river,  but  should  be  extended  to  the  head  of  the  stream  to  make 
it  generally  useful. 

During  the  past  fiscal  year  nothing  was  done. 

The  channel  at  and  outside  the  mouth  of  the  river  has  shoaled  some- 
what, the  banks  being  very  soft  mud. 

Future  appropriations  will  be  applied  mainly  to  dredging. 

July  1,  1893,  balance  unexpended $4, 180.17 

June  30,  1894,  amount  expended  during  fiscal  year 3, 585. 97 

July  1,  1894,  balance  unexpended 594. 20 

Amount  appropriated  by  act  of  August  17,  1894 4, 000, 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 4, 594. 20 

{Amount  (estimated)  required  for  completion  of  existing  project 13, 000  00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  une  30, 1896    13, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  D  25.) 

J26.  Browns  Creek,  Sayville,  N.  T. — This  is  a  naiTow  stream  extend- 
ing northward  from  Great  South  Bay  to  the  Sayville  highway  bridge, 
alK)ve  which  it  is  wholly  a  freshwater  creek.  The  natural  depth  in 
the  creek  was  from  1  to  3  feet  at  low  tide,  and  on  a  bar  at  the  mouth 
it  was  less  than  1  foot. 

A  survey  was  made  by  order  of  Congress  in  1889,  and  a  project  was 
adopted  for  making  the  creek  100  feet  wide  and  4  feet  deep  at  mean 
low  water,  the  entrance  channel  to  be  protected  by  riprap  jetties  on 
either  side,  at  a  total  estimated  cost  of  $46,000. 
.  The  total  amount  appropriated  for  this  work  is  $21,000. 

July  1, 1893,  the  west  jetty  had  been  completed  to  a  length  of  492 
feet,  and  the  east  jetty  to  438  feet.  A  channel  100  feet  wide  and  4  feet 
deep  at  mean  low  water  had  been  dredged  1,893  feet  long,  extending 
up  the  stream.  This  channel  wa«  freely  used  by  oyster  boats  for 
refuge,  and  private  canals  cut  through  the  adjacent  meadows  were 
used  for  the  same  purpose. 

Daring  the  past  fiscal  year  nothing  was  done. 
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Future  appropriations  will  be  applied  to  maintainiug  and  extending 
the  dredged  channel  and  to  such  repairs  and  extensions  of  the  jetties 
as  become  necessary. 

July  1,  1893,  balance  unexpended $375. 83 

June  30,  1894,  amount  expended  during  fiscal  year 175. 00 

July  1,  1894,  balance  unexpended 200.83 

Amount  appropriated  by  act  of  August  17,  1894 4, 000. 00 

Amount  available  for  fiscal  year  ending  Juno  30,  1895 4, 200. 83 

r  Amount  (estimated)  required  for  completion  of  existing  project 25, 000. 00 

I  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  une  30, 1896  20, 000. 00 
)  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
I     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  B  26.) 

J27.  Removing  sunken  vessels  or  craft  obstructing  or  endangering  navi- 
gaiion. — 1.  The  mast  of  a  vessel,  sunk  in  about  18  fathoms  of  water  in 
Block  Island  Sound,  was  reported  as  a  danger  to  navigation.  An 
examination  was  made.and  no  other  part  of  the  vessel  was  found  at  a 
depth  of  30  feet  below  low  water.  At  the  time  of  examination  the  mast 
was  taken  out  by  hired  labor. 

It  is  thought  that  the  mast  was  part  of  the  schooner  Harry  Whiter 
sunk  by  collision  in  that  vicinity  in  March,  1892. 

2.  The  schooner  Eliza  Anderson  was  sunk  in  Long  Island  Sound, 
near  Faulkners  Island,  in  June,  1893.  She  was  raised  and  towed  into 
New  Haven  Harbor  by  a  wrecking  company,  and,  after  being  stripped, 
was  abandoned  where  she  was  liable  to  seriously  injure  passing  vessels. 
The  matter  was  referred  to  the  Attorney-General  of  the  United  States, 
and  the  wrecking  company,  upon  being  convinced  that  their  action  was 
in  violation  of  law,  again  raised  the  wreck  and  sunk  it  in  deep  water  in 
Long  Island  Sound. 

3.  The  steamer  Panther^  an  iron-built  ocean  tug,  was  sunk  August 
24,  1893,  in  56  feet  of  water  in  the  Atlantic  Ocean,  off  Southampton, 
N.  Y.  Her  standing  mast  was  considered  dangerous  to  navigation. 
The  wreck  was  examined  and  no  parts  were  found  above  30  feet  depth, 
except  the  mast  and  a  small  derrick  spar,  which  were  removed  by  hired 
labor  at  the  time  of  examination,  October  11, 1893. 

4.  The  schooner  Lizzie  Raymond  capsized  and  sunk  in  Long  Island 
Sound  at  a  point  near  the  west  end  of  Long  Sand  Shoal.  The  required 
notice  to  owners  or  interested  parties  was  given  by  publication,  and 
after  advertising  for  proposals,  a  contract  was  entered  into  for  the 
removal  of  the  wreck  by  means  of  explosives.  Under  this  contract  all 
parts  of  the  wreck  which  were  above  the  level  of  the  surrounding  bot- 
tom were  shattered  to  splinters  by  use  of  large  quantities  of  dynamite. 
The  removal  was  accomplished  October  12  and  13,  1893. 

The  expense  to  the  United  States  for  the  removal  of  these  wrecks 
wa«  8910.35. 
(See  Appendix  I)  27.) 

IMPROVEMENT  OF  HIDSON  RIVER  AND  NEW  YORK  HARBOR  AND  OP 
RIVERS  AND  HARBORS  IN  THEIR  VICINITY,  NEW  YORK  AND  NEW 
JERSEY. 

This  district  was  in  the  charge  of  Lieut.  Col.  G.  L.  Gillespie,  Corps 
of  Engineers,  having  under  his  immediate  orders  Lieut.  James  G. 
Warren,  Corps  of  P^nginecrs,  to  December  27, 1893,  and  Lieut.  Eobert 
McGregor,  Cori)s  of  Engineers,  since  that  date. 
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1.  ffudsan  Biver^  New  Yorl\ — The  improvement  of  this  river  was 
restricted,  prior  to  1892,  by  the  wording;:  ot^  the  appropriation  acts,  to 
that  part  of  it  lying  between  Troy,  at  the  head  of  navigation,  C  miles 
above  Albany,  and  New  Baltimore,  about  14  miles  below  Albany. 

Before  the  improvement  was  begun  the  navigable  depth  in  the  chan- 
nel between  New  Baltimore  and  Albany  was  T^feet  at  mean  low  water; 
between  Albany  and  Troy,  4  feet. 

The  mean  range  of  tides  at  State  Dam  at  Troy  is  0.80  feet ;  at  Albany, 
2.32  feet;  and  at  New  Baltimore,  3.42  feet. 

The  plan  of  improvement  adopted  in  1867  proposed  making  the  navi- 
gable depth  between  New  Baltimore  and  Albany  11  feet,  and  between 
Albany  and  Troy  9  feet.  This  was  to  be  accomplished  by  the  construc- 
tion of  longitudinal  dikes  to  direct  the  currents  and  by  dredging. 

The  estimatejl  cost  of  making  this  improvement,  prepared  in  1882, 
subject  to  be  increased,  was  $1,078,304.  In  1889  the  estimated  cost 
was  81,424,435. 

The  river  and  harbor  act  of  July  13, 1892,  sanctioned  the  new  project 
submitted  in  1891,  which  provided  for  maintaining  old  improvements 
and  constructing  new  regulating  works  along  8  additional  miles  of  the 
river  below  New. Baltimore,  and  also  for  deepening  the  entire  reach  of 
the  river  under  improvement  so  as  to  afford  a  channel  400  feet  wide  and 
12  feet  deep  at  mean  low  water  from  Goxsackie  to  the  foot  of  Broad- 
way, Troy,  N.  Y.,  and  thence  300  feet  wide  and  12  feet  deep  to  the 
State  Dam.    The  estimated  cost  of  the  project  is  $2,500,000. 

The  amount  expended  to  June  30,  1893,  inclusive  of  outstanding 
liabilities,  was  $1,303,065.06  of  which  sum  a  large  part  has  however, 
from  the  necessities  of  the  case,  been  applied  partly  to  the  repair  of 
decaj'ing  dikes  and  partly  to  dredging.  At  that  date  the  dikes  pro- 
vided for  in  the  project  of  improvement,  so  far  as  built,  had  resulted  in 
securing  a  channel  depth  of  10  feet  nearly  all  the  way  from  New  Balti- 
more to  Albany  and  of  8  feet  nearly  all  tlie  way  from  Albany  to  Troy. 

Under  the  new  project,  contract  was  entered  into  with  P.  Sanford 
Ross,  December  19, 1892,  for  the  removal  of  all  the  rock  and  sand  cov- 
ering rock  in  place;  and  with  Edwards,  Ilowlett,  &  Thompson,  Decem- 
ber 23,  1892,  for  all  the  dike  work  and  dredging  required  for  the 
improvement. 

The  amount  expended  during  the  fiscal  year  ending  June  30,  1894, 
inclusive  of  outstanding  liabilities,  was  $283,992.86,  and  was  applied, 
under  contract,  to  the  construction  of  10,592  feet  of  new  dikes;  to  the 
repairs  of  1,000  feet  of  old  dikes;  to  dredging  544,520  cubic  yards  of 
material  from  the  channel  at  Breaker  Island,  Stone  Light,  Nine  Mile 
Tree,  Mulls  Cross-Over,  and  at  New  Baltimore  Bar;  to  the  removal  of 
13,091.0  tons  of  rock  and  2,259.1  tons  of  sand  covering  at  Austins 
Rock,  rock  in  front  of  Watervliet  Arsenal,  and  at  Van  Wies  Landing; 
and  to  the  removal  of  two  wrecks  from  navigable  channel  under 
improvement. 

July  1,1893,  balance  unexpended $674,202.60 

June  30,  1894,  amount  expended  during  fiscal  year 210, 176. 25 

July  1,  1804,  balance  unexpended 464,026.35 

July  1, 1894,  outstanding  liabilities $73, 816. 61 

July  1,  1894,  amount  covered  by  uncompleted  contracts. ..  371, 118.05 

444,934.66 

July  1, 1894,  balance  available 19,091.69 

Amoiint  appropriated  by  sundry  civil  act  of  August  18, 1894 145, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 164, 091 .  69  , 
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Amount  (estimated)  required  for  completion  of  existing  project $1, 615, 406. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 

1896 500,000.00 

Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 

harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  El.) 

2.  Harbor  at  SaitgertieSy  y,  Y. — This  harbor  is  formed  by  the  moath 
of  Esopiis  Creek,  which  empties  into  the  Hudson  River  on  the  west 
bank,  about  100  miles  above  New  York  City. 

The  bar  at  the  entrance  at  the  time  of  the  original  examination,  made 
in  November,  1883,  with  the  view  of  preparing  estimates  for  improve- 
ment, had  a  navigable  depth  of  3  feet  only  at  mean  low  water,  and  the 
distance  between  the  6-foot  curves  across  it  was  1,100  feet.  The  har- 
bor could,  therefore,  be  entered  only  at  high  water  even  by  the  smallest 
class  of  vessels.    The  range  of  tides  is  4  feet,  approximately. 

The  plan  of  improvement  which  was  adopted  in  1887  provided  for 
securing  a  depth  of  8  feet,  mean  low  water,  from  the  entrance  to  the 
head  of  navigation.  If  miles,  by  the  construction  of  two  parallel  dikes, 
each  2,300  feet  long,  260  feet  apart  on  the  inside  and  280  feet  apart  on 
the  outside,  and  by  dredging,  if  found  necessary,  30,000  cubic  yards  of 
material  from  the  channel  between  the  dikes. 

The  estimated  cost  of  the  improvement  was  $52,000. 

The  amoant  expended  upon  the  project  up  to  the  close  of  the  fiscal 
year  ending  June  30,  1893,.  inclusive  of  outstanding  liabilities,  was 
$44,338.01.  At  that  date  both  dikes  had  been  completed;  the  north 
dike  had  then  a  length  of  2,058  feet  and  the  south  dike  a  length  of 
2,363  feet,  and  the  waterway  between  them  was  260  feet  wide,  and  the 
navigable  channel  had  been  deepened  by  dredging  for  a  width  of  150 
feet  between  9-foot  curves. 

The  amount  expended  during  the  fiscal  year  ending  June  30, 1894, 
was  $2,626.47,  and  was  applied  in  removing,  by  hired  labor  and  use  or 
the  U.  S.  Engineer  drill  scow  Hudson^  the  reef  at  Barclays  Point  for  a 
distance  of  (y%  feet  from  its  northern  margin  to  a  depth  of  9  feet  at 
mean  low  water. 

The  existing  channel,  from  the  entrance  to  the  head  of  navigation,  is 
150  feet  wide  and  8  feet  deep  at  mean  low  water. 

July  1,  1893,  balance  unexpended $2,817.22 

Juue  iW),  1894,  amount  expended  during  fiscal  year 2, 626.  47 

July  1,  1894,  balance  unexpended 190.75 

Amount  appropriated  by  act  of  August  17,  1894 5,  000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 5, 190.  75 

(See  Appendix  E  2.) 

3.  Harbor  at  Bondouty  y.  ¥. — This  harbor  is  formed  by  the  mouth  of 
Eondout  Creek,  which  empties  into  the  Hudson  Eiver  on  its  west  side 
about  90  miles  above  the  city  of  !N^ew  York,  and  is  the  eastern  terminus 
of  the  Delaware  and  Hudson  Canal.  The  creek  is  a  tidal  stream  for  3 
miles  above  its  mouth,  and  prior  to  1871  all  improvements  had  been 
made  by  private  parties.    The  range  of  tides  is  4  feet,  approximately. 

The  Government  made  a  survey  of  the  harbor  in  1869,  and  the  avail- 
able depth  of  water  then  in  the  channel  was  7  feet  at  mean  low  water. 
The  project  of  improvement,  based  on  this  survey,  was  for  the  forma- 
tion and  maintenance  of  a  channel  100  feet  wide  and  14  feet  deep, 
mean  low  water,  at  the  mouth  of  the  creek,  to  be  obtained  by  means 
of  dikes  and  dredging.  The  parallel  channel  dikes,  350  feet  apart  at 
the  entrance,  were  to  be  built  outward  into  the  Hudson  Kiver,  and  a 
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branch  dike  upstream,  starting  at  outer  end  of  north  pier,  to  protect 
the  north  dike  against  destruction  by  ice. 

The  estimated  cost  of  the  project  was  $172,500. 

The  project  was  completed  in  1880  at  an  actual  cost  of  $90,000  only. 
At  that  time  the  length  of  the  north  dike  was  2,200  feet,  and  that  of 
the  south  dike  2,800  feet,  and  there  was  a  channel  between  them  50 
feet  wide  and  13^  feet  deep,  mean  low  water,  and  100  feet  wide  and  12 
feet  deep,  mean  low  water. 

The  appropriations"  which  have  been  made  since  1880  have  been 
applied  exclusively  to  the  repair  of  the  dikes. 

The  amount  expended  upon  the  project  and  upon  repairs  up  to  the 
close  of  the  fiscal  year  ending  June  30, 1893,  inclusive  of  outstanding 
liabilities,  was  $109,428.67,  at  which  date  the  navigable  channel  was 
100  feet  wide  and  from  12J  to  13^  feet  deep,  mean  low  water.  The  dikes 
were  built  originally  of  timber  and  stone  to  the  height  of  mean  high 
water,  but  the  timber  has  since  become  so  damaged  by  age  and  by  the 
ice  that  the  stone  filling  in  many  places  has  fallen  out  from  between 
the  rows  of  piles  and  the  height  of  the  dikes  has  been  correspondingly 
lowered. 

The  amount  expended  during  the  fiscal  year  ending  June  30,  1894, 
was  $3,256.89,  and  was  applied  in  repairing  the  north  branch  and  south 
dikes,  by  replacing  worn  and  decayed  timber  and  refilling  with  stone. 

The  channel  is  in  only  fair  condition,  and  annual  repairs  to  the  dikes 
will  continue  to  be  needed.  • 

The  harbor  needs  an  appropriation  of  $15,000  to  reconstruct  200  feet 
of  the  south  dike,  to  dredge  the  harbor  and  channel  entrance,  extending 
from  Boyce's  dock  to  the  bar,  and  to  remove  rock  from  channel  near 
South  Boundout  Ferry. 

July  1,  1893,  bal&nce  unexpended $3, 256. 89 

J  one  30, 1894,  amount  expended  daring  fiscal  year 3, 256. 89 

Amount  appropriated  by  act  of  August  17, 1894 5,000.00 

Amount  (estimated)  required  for  completion  of  existing  project 10, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    10, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  E  3.) 

4.  Wappinger  Creek,  Netv  York. — Wappinger  Creek  is  a  small  stream 
which  empties  into  the  Hudson  Eiver  on  the  left  bank  one  half  mile 
below  the  village  of  l^ew  Hamburg,  N.  Y.  The  navigable  portion, 
extending  from  the  mouth  to  Wappinger  Falls,  is  2  miles  long,  approx- 
imately, and  before  improvement  afforded  navigation  to  small  boats 
drawing  not  exceeding  6  feet  in  a  waterway  which  had  a  width  varying 
from  25  feet  to  75  feet.  The  range  of  tides  at  entrance  is  4  feet,  approx- 
imately. 

The  project  for  its  improvement  contained  in  the  report  upon  the 
survey,  November  11, 1889,  to  comply  with  the  river  and  harbor  act  of 
August  11, 1888,  contemplates  a  channel  80  feet  wide  and  8  feet  deep 
from  the  mouth  to  the  falls.  The  estimated » cost  of  the  improvement 
was  $13,000.  The  amount  appropriated  by  the  river  and  harbor  act  of 
September  19, 1890,  was  $13,000. 

The  amount  expended  up  to  the  close  of  the  fiscal  year  ending  June 
30,  1893,  inclusive  of  outstanding  liabilities,  was  $12,837.15.  At  that 
date  the  channel  was  80  feet  wide  and  8  feet  deep,  mean  low  water, 
from  the  mouth  to  the  falls. 
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The  balance  of  $162.85,  remaining  at  tlie  end  of  last  fiscal  year,  was 
expended  during  the  fiscal  year  ending  June  30,  1894,  for  office 
expenses. 

The  approved  project  for  the  improvement  was  completed  April  30, 
1892. 

July  1,  1893,  balance  unexpended $162.85 

June  30, 1894,  amount  expended  during  fiscal  ^rear 162. 85 

(See  Appendix  E  4.) 

5.  Harlem  Biver,  New  York. — The  Harlem  River  and  Spuyten  Duyvil 
Creek  are  both  included  in  this  improvement. 

Originally  there  was  no  navigable  waterway  between  the  two  streams, 
as  the  bed  of  the  connecting  reach  at  Kingsbridge  was  a  long  reef  of 
solid  rock,  bare  at  low  water.  The  head  of  navigation  at  low  tide  in 
the  Harlem  River  was  practically  at  High  bridge,  5  miles  from  its 
junction  with  the  East  River  at  Hell  Gate,  for  vessels  of  7  feet  draft, 
and,  at  high  tide,  in  Spuyten  Duyvil  Creek,  near  Kin gsbridge,  If  miles 
from  the  Hudson,  for  vessels  of  8  feet  dralt. 

The  object  of  the  improvement  is  to  form  a  navigable  channel  between 
the  East  and  Hudson  rivers. 

The  project  for  the  improvement,  as  originally  adopted  in  1875,  was 
for  a  channel  350  feet  wide  and  15  feet  deep  at  mean  low  water.  In 
1879  the  project  was  so  far  modified  as  to  increase  the  width  of  the 
channel  in  the  Harlem  River  and- Spuyten  Duyvil  Creek  to  400  feet, 
retaining  the  original  Avidth  of  350  feet  through  Dyckman  Meadow,  but 
increasing  the  depth  there  to  18  feet,  mean  low  water.  This  project 
was  revised  in  1886  by  narrowing  the  channel  immediately  north  of 
High  bridge,  where  it  skirts  the  Ogden  estate  on  the  east  bank,  to  a 
least  width  of  375  feet. 

The  estimated  cost  of  the  work  was  82,700,000. 

The  amount  expended  upon  the  improvement  up  to  the  close  of  the 
fiscal  year  ending  June  30, 1893,  inclusive  of  outstanding  liabilities,  was 
$748,274.10.  At  that  date  the  excavation  of  the  section  of  canal  prism 
lying  between  the  two  dams  had  been  completed,  with  the  exception  of  a 
ledge  of  rock,  covering  an  area  of  about  8,000  square  feet,  in  the  north- 
east corner  of  the  cut,  which  was  in  process  of  removal  when  the  dams 
were  breached  during  the  severe  storm  of  April  21,  1893,  and  which 
will  be  removed  by  drilling  and  blasting  without  restoring  the  dams. 
A  lotal  of  730  linear  feet  of  stone  retaining  wall  and  190  linear  feet  of 
timber  revetment  had  been  built  to  protect  the  side  slopes  of  the  canal 
chamber  where  necessary,  to  prevent  the  loose  rock  and  earth  arising 
from  degradation  of  the  slopes  from  falling  into  the  cut  after  the  canal 
had  been  opened  to  navigation. 

In  the  Harlem  River  a  channel  9  feet  deep,  mean  low  water,  and 
about  160  feet  wide  had  been  dredged  from  a  point  GOO  yards  north  of 
Morris  dock,  where  it  connects  with  the  natural  channel,  to  within 
200  feet  of  the  east  dam.  A  number  of  large  bowlders  had  also  been 
removed  from  the  channel  at  High  Bridge  and  from  the  cross-over 
directly  south  of  Morris  dock,  increasing  the  navigable  depth  from  7J 
feet  to  10  feet  at  the  former  point,  and  from  6J  feet  to  8  feet  at  the 
latter. 

In  Spuyten  Duyvil  Creek  a  channel  9  feet  deep,  mean  low  water, 
and  140  feet  to  150  feet  wide  had  been  dredged  from  the  Hudson  River 
Railroad  drawbridge  at  tlie  mouth  of  the  creek,  through  the  point  of 
meadow  known  as  Bell  Pumpkin,  and  also  through  the  point  of  meadow 
lying  directly  north  of  the  Government  dock,  to  within  140  feet  of  the 
west  dam. 
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The  amount  expended  during  the  fiscal  year  ending  June  30, 1894, 
inclusive  of  outstanding  liabUities,  was  $108,539.39.  At  that  date  the 
excavation  of  the  section  of  canal  prism  lying  between  the  two  dams 
had  been  completed,  with  the  exception  of  about  600  cubic  yards  of 
rock  in  the  northeast  comer  of  the  cut,  covering  an  area  of  50  by  60 
feet,  with  a  least  depth  of  13  feet  over  it  at  mean  low  water ;  the 
remains  of  the  dam  at  the  west  end  of  the  cut  were  removed  to  a  depth 
of  18  feet  at  low  water,  and  the  section  of  meadow  lying  directly  west 
of  the  west  dam  was  excavated  to  a  depth  of  from  12  feet  to  15  feet  below 
low  water  to  a  connection  with  the  channel  dredged  under  former  con- 
tracts through  the  bed  of  Spuyten  Duyvil  Creek  and  intervening 
meadows  to  the  Hudson  Eiver,  thus  establishing  a  continuous  water- 
way from  the  Hudson  River  to  the  new  drawbridge  now  under  con- 
struction across  the  canal  at  Broadway,  Kingsbridge.  From  the  rock 
cut  westward,  the  improved  channel  was  from  140  to  150  feet  wide  and 
9  feet  deep  at  mean  low  water,  while  the  rock  cut  itself  has  a  depth  of 
18  feet  at  low  water,  and  width  of  about  350  feet. 

In  the  Harlem  River  a  channel  9  feet  deep,  mean  low  water,  had  been 
dredged  from  a  point  600  yards  north  of  Morris  dock,  where  it  connects 
with  the  natural  channel,  to  within  120  feet  of  the  temporary  bridge 
located  directly  east  of  the  east  dam,  and  built  by  the  city  of  New 
York  for  use  during  the  construction  of  the  above-mentioned  perma- 
nent bridge  at  this  point.  There  was  an  opening  about  120  feet  wide 
in  the  east  dam,  through  which  the  tide  flowed  freely,  but  navigable 
communication  between  the  Hudson  and  Harlem  rivers  was  shut  off 
by  the  temporary  bridge,  which  is  not  provided  with  a  drawspan. 

The  channel  at  the  cross-over  directly  south  of  Morris  dock  had  been 
deepened  to  a  depth  of  10  feet  at  mean  low  water  for  a  width  of  150 
feet  by  the  removal  of  bowlders  and  other  hard  material,  and  the  water- 
way through  the  east,  west,  and  center  bays  of  High  Bridge  had  been 
cleared  of  bowlders  and  other  obstructions  to  a  depth  of  10  feet  at  low 
water  so  that  vessels  drawing  10  feet  could  ascend  the  river  at  low 
water  as  fiwr  as  Morris  dock,  from  which  point,  as  already  stated,  9  feet 
could  be  carried  in  a  channel  140  to  160  feet  wide  to  within  120  feet  of 
the  temporary  bridge  at  Broadway. 

July  1, 1893,  balance  unexpended $178,824.08 

June  30, 1884,  amount  expended  during  fiscal  year 89, 581.  44 

July  1, 189-1,  balance  unexpended 89,242.64 

July  1, 1894,  outstanding  liabilities $18,957.95 

July  1, 1894,  amount  covered  by  uncompleted  contracts 49. 035. 92 

— '■ 67, 993. 87 

July  1, 1894,  balance  available 21,248.77 

Amount  appropriated  by  act  of  August  17, 1894 125, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 146,  248. 77 


Amount  (estimated)  required  for  completion  of  existing  project 1, 680, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June 

30,1896 500,000.00 

Submitted  in  compliance  \^ith  requirements  of  sections  2  of  river  and 

harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,1893. 

(See  Appendix  E  5.) 

6,  Ea^t  River  and  Hell  Oate,  Ifew  York. — Originally  the  channel  of 
East  River  contained  many  dangerous  rocky  obstructions  to  naviga- 
tion, lying  both  above  and  below  mean  low  water.  Especially  was  this 
the  case  at  Hell  Gate,  where  the  bounding  beaches  had  irregular  and 
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shoal  rocky  foreshores,  and  the  iuclosed  waterway  had  a  few  detached 
rocky  isles  with  crests  rising  several  feet  above  high- water  mark. 

At  Hell  Gate  the  channel  turns  at  right  angles  around  Hallets  Point, 
Astoria,  and  the  current  runs  with  a  velocity  varying  at  different 
stages  of  the  tide  from  3  to  10  miles  an  hour  over  or  around  Way  lleef, 
Pot  Rock,  Shell  Drake,  Frying  Pan,  Hullets  Point,  Negro  Point, 
Holmes  Rock,  Hog  Back,  Heel  Tap,  Flood  Rock,  Hen  and  Chickens, 
Gridirou,  Mill  Rocks,  The  Negro  Heads,  Rhinelander  Reef,  and  Bread 
and  Cheesa 

Hallets  Point  projected  from  the  shore  at  Astoria  under  water  325 
feet  to  the  26-foot  contour,  mean  low  water,  and  embraced  an  area  of  3 
acres. 

The  detached  rocks  in  the  inclosed  waterway  had  varying  depths 
over  them.  The  Middle  Reef,  with  an  area  of  about  9  acres,  lay  in  the 
middle  of  the  channels  of  Ilell  Gate.  It  had  a  small  backbone,  pro- 
jecting above  high  water,  called  Flood  Rock,  upon  which  vessels  were 
frequently  stranded  at  ebb  tide,  when  the  currents  swept  directly  over 
the  rock.  To  the  northward,  near  the  mouth  of  the  Harlem  River, 
lay  the  two  Mill  Rocks,  both  of  which  were  usually  visible  at  high 
water.  To  the  eastward,  Frying  Pan  had  only  11  feet,  mean  low  water ; 
Heel  Tap,  12  feet;  Pot  Rock,  20  feet,  and  North  Brother  Island  Reef, 
16  feet. 

Tbe  project  of  improvement  adopted  in  1867  provided  for  the  removal 
to  the  depth  of  26  feet,  mean  low  water,  of  the  rocks  and  reefs  that  lay 
directly  in  the  channel  at  Hell  Gate,  and  for  the  construction  of  sea 
walls  and  dikes  upon  others,  that  lay  near  the  edge  of  the  channel. 
The  estimated  cost  of  the  project,  revised  in  1870,  was  $4,689,820. 

Besides  the  obstructions  before  enumerated  submerged  rocks  were 
known  to  exist  at  other  points  in  the  channel,  such  as  Diamond  Reef, 
16  J  feet,  mean  low  water,  off  the  Battery;  Coenties  Reef,  14.3  feet,  mean 
low  water,  off  Coenties  Slip ;  Shell  Reef,  9  feet,  mean  low  water,  between 
Eighth  and  Tenth  streets;  Ferry  Reef,  7  feet, mean  low  water,  and  Char- 
lotte Rock,  14 J  feet,  mean  low  water,  opposite  Thirty-fourth  street;  the 
Middle  Ground,  11 J  feet,  mean  low  water,  off  Sunken  Meadow,  at  the 
entrance  to  little  Hell  Gate,  and  Mid-Channel  Reef,  16J  feet,  mean  low 
water,  at  Baretto  Point  opposite  Rikers  Island. 

The  project  was  enlarged  in  1874,  and  the  total  cost  estimated  at 
$5,139,120  (Annual  Report  Chief  of  Engineers,  1874,  Part  II,  p.  164). 
Besides  the  improvements  already  projected  at  Hell  Gate,  the  new 
project  provided  for  tbe  construction  of  a  riprap  dike  to  connect  the 
Mill  Rocks,  sea  walls  upon  Hog  Back  and  Holmes  Rock,  and  the  removal 
to  a  depth  of  20  feet,  mean  low  water,  of  Diamond  Reef,  Coenties  Reef, 
and  the  small  rocks  known  as  Scaly  Rock,  Blackwells  Rock,  and  tl  e 
rock  off  Woolsey's  bath  house. 

The  project  was  enlarged  in  1884  to  provide  for  the  removal  of  Pilgrim 
Rock,  opposite  Nineteenth  street,  to  24  feet,  mean  low  water;  in  1889 
for  the  removal  of  reef  off  Diamond  Reef  to  26  feet,  mean  low  water, 
and  Ferry  Reef  and  Charlotte  Rock,  opposite  Thirty-fourth  street,  to 
26  feet,  mean  low  water;  in  1890  for  the  removal  of  Shell  Reef  and  reef 
off  Sunken  Meadows,  to  18  feet,  mean  low  water;  and  in  1892  for  the 
removal  of  Baretto  Reef  to  24  feet,  mean  low  water. 

The  amount  expended  up  to  the  close  of  the  fiscal  year  ending  June 
30, 1893,  inclusive  of  outstanding  liabilities,  was  $4,192,142.86.  At  that 
date  Hallets  Point,  covering  3  acres,  Way  lleef.  Shell  Drake,  Diamond 
Reef,  North  Brother  Island  Reef,  Coenties  Reef,  reef  off*  Diamond  Reef, 
Baretto  Reef,  and  Scaly  Rock  had  been  removed  to  the  depth  contem- 
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plated  in  the  project.  Pilgrim  Eock  and  Ferry  Keef,  off  Thirty-fourth 
street,  had  been  reduced  to  a  least  depth  of  24  feet,  Heel  Tap  had  been 
broken  to  26  feet  and  dredged  to  20.5  feet,  and  the  least  depths  on 
Frjing  Pan  and  Pot  Rock  were  18  feet  and  22.8  feet,  at  mean  low  water, 
respectively.  Flood  Rock  and  connecting  reefs,  covering  9  acres,  had 
been  broken  to  30  feet,  and  198,502  tons  of  debris  had  been  removed. 
The  Negro  Heads  and  Hen  and  Chickens  had  been  reduced  to  18  feet, 
mean  low  water,  and  a  new  18  foot  channel,  600  feet  wide,  had  been 
opened  across  the  reef.  Shell  Reef,  off  Ninth  street,  had  been  reduced 
to  18  feet,  mean  low  water,  except  at  a  few  points. 

A  sea  wall  had  been  built  by  the  Government  to  connect  Great  and 
Little  Mill  rocks,  and  another  by  the  city  authorities  on  Bread  and 
Cheese.    These  results  have  been  of  the  greatest  value  to  navigation. 

The  amount  expended  during  the  fiscal  year  ending  June  30,  1894, 
was  $53,147.90,  and  was  applied  in  removing,  by  hired  labor,  5,513 
tons  of  broken  stone  from  Flood  Rock  by  the  use  of  the  U.  S.  engineer 
dredge  Flood  Rock  and  in  removing  0,560  tons  of  broken  stone  by  the 
use  of  U.  8.  steam  drilling  scow  Oen.John  Newton,  U.  8.  engineer  dredge 
Hell  Gate,  and  hired  dredge  from  reef  off  Sunken  Meadow. 

July  1,  1893,  balance  unexpended $64,555.48 

June  30,  1894,  amount  expended  during  fiscal  year 53, 147. 90 

July  1,  1894,  balance  unexpended 11, 407. 58 

Amount  appropriated  by  act  of  August  17,  1894 75, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 86, 407. 58 

{Amount  (estimated)  required  for  completion  of  existing  project 813,  840. 67 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  une  30,1896  200,  000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  E  6.) 

7,  Newtoicn  Creek,  New  York. — This  is  a  tidal  stream,  about  4  miles 
long,  running  through  the  eastern  part  of  Brooklyn  and  emptying  into 
the  East  River  opposite  Thirty-fourth  street,  New  York  City. 

It  had  formerly  a  depth  of  12J  feet,  mean  low  water,  at  the  mouth, 
gradually  decreasing  to  4  feet  at  the  head. 

The  original  project  for  improvement,  adopted  in.  1880,  but  modified 
ill  1883,  provided  for  a  channel  200  feet  wide  and  21  to  22  feet  deep, 
mean  low  water,  extending  from  the  mouth  up  to  Vernon  avenue 
bridge,  and  from  that  point  up  to  the  head  of  navigation  on  both 
branches,  a  channel  decreasing  from  175  feet  to  100  feet  in  width  and 
from  18  feet  to  10  feet  in  depth,  at  an  estimated  cost  of  $255,569. 

The  amount  expended  up  to  the  close  of  the  fiscal  year  ending  June 
30,  1893,  inclusive  of  outstanding  liabilities,  was  $177,500.    At  that 
date  the  channel  from  the  entrance  to  Vernon  avenue  bridge  was  175 
feet  wide  and  18  feet  deep,  mean  low  water ;  from  Vernon  avenue  bridge 
to  Central  Oil  Works,  80  feet  wide  and  16  feet  deep;  from  Central  Oil 
Works  to  Queens  County  Oil  Works,  100  feet  wide  and  14  feet  deep;  j 
from  Queens  County  Oil  Works  to  Mchol's  Chemical  Works,  75  feet  1 
wide  and  10  feet  deep;  from  Nichol's  Chemical  Works  to  Maspeth] 
avenue,  50  feet  wide  and  10  feet  deep ;  from  Maspeth  avenue  to  Metro- 
politan avenue,  east  branch,  100  feet  wide  and  9  feet  deep,  and  on  west 
branch,  50  feet  wide  and  10  feet  deep.    In  the  English  Kills  Branch  the 
channel  was  100  feet  wide  and  8  feet  deep,  mean  low  water,  from 
NichoFs  Chemical  Works  to  a  point  700  feet  to  the  eastward. 
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No  work  was  done  during  the  fiscal  year  ending  June  30,  1894,  as  no 
funds  w^re  available. 

The  cause  of  the  habitual  shoalings  immediately  following  dredging 
is  the  absence  of  bulkheads  to  confine  the  banks. 

Tiie  existing  channel  is  not  adequate,  in  width  or  depth,  to  the 
demands  of  commerce,  and  the  adopted  project  for  improvement  should 
be  completed  as  early  as  practicable,  by  methods  which  will  carry  the 
improvement  progressively  from  the  mouth  to  the  head  of  navigation. 

Amount  aiii)ropriated  by  act  of  August  17,  1894 $20,  000. 00 


r  Amount  (estimated)  required  for  completion  of  existing  project 58, 000. 00 

I  Amountthatcanboprotitably  expended  in  liRcal  year  ending  June  30, 1896    58, 000. 00 
J  Submitted  in  compliance  with  requirements  oi'  sections  2  of  river  and 
I     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  E  7.) 

8.  Buttermilk  Channel^  New  York  Harbor, — Buttermilk  Channel  lies 
between  the  city  of  Brooklyn,  N.  Y.,  and  Governors  Island,  New  York 
Harbor,  and  was  formerly  obstructed  by  three  shoals. 

(1)  A  shoal  lying  above  and  northeast  of  Governors  Island,  project- 
ing into  Buttermilk  Channel  and  extending  over  to  the  main  channel 
on  the  other  side,  which  originally  had  a  least  depth  over  it  of  9J  feet 
at  mean  low  water. 

(2)  A  slioal  i)utting  out  from  Red  Hook  Point,  on  the  Brooklyn  side, 
and  extending  up  the  eastern  side  of  the  channel  to  the  entrance  to 
the  Atlantic  Basin,  with  a  least  depth  over  it  of  about  6  feet  at  mean 
low  water. 

(3)  A  shoal  putting  out  from  the  southern  side  of  Governors  Island 
and  extending  toward  Red  Hook  Point  Shoal,  which  is  partly  dry  at 
mean  low  water. 

The  original  project  of  improvement,  adopted  in  1880,  provided  for 
the  removal  to  a  depth  of  26  feet,  mean  low  water,  of  such  parts  of  the 
first-mentioned  shoal  as  came  within  850  feet  of  the  Brooklyn  wharves. 
It  embraced  the  crest  of  the  shoal  and  gave  elsewhere  to  the  north  and 
west  a  depth  of  not  less  than  15  feet,  mean  low  water. 

The  estimated  cost  of  the  improvement  was  $210,000.  In  view  of 
the  increasing  importance  of  the  wharves  on  the  Brooklyn  shores  and 
the  difficulty  experienced  by  deep-draft  vessels  in  getting  up  to  them 
by  reason  of  this  shoal,  the  project  of  improvement  was  modified  in 
1885  so  as  to  provide  for  the  removal  of  the  entire  shoal  to  a  depth  of 
26  feet,  mean  low  water,  at  an  estimated  additional  cost  of  $150,000, 
making  the  total  estimated  cost  of  the  project  $360,000. 

The  river  and  harbor  act  of  September  19,  1890,  mjide  provision  for 
the  survey  of  Red  Hook  Shoal,  lying  at  the  southern  etitrance  to  tho 
Buttermilk  Channel,  and  the  estimated  cost  of  the  removal  of  this 
shoal  to  a  depth  of  26  feet  at  mean  low  water  was  $529,000. 

The  amount  expended  to  the  close  of  the  fiscal  yejir  ending  June  30, 
1893,  inclusive  of  outstanding  liabilities,  was  $334,327.99,  and  was 
applied  mainly  in  dredging  the  shoal  lying  above  Governors  Island. 
This  shoal  has  been  entirely  removed  to  a  depth  of  26  feet,  mean  low 
water. 

The  amount  expended  during  the  fiscal  year  ending  June  30,  1894, 
was  8117,416.88,  and  was  applied  in  dredging  345,090  cubic  yards  of 
material  from  Red  Hook  Shoal.  This  shoal  has  been  dredged  to  a 
►depth  of  26  feet,  mean  low  water,  for  a  width  of  440  feet  from  the  north- 
ern edge  of  the  shoal  marked  by  red  buoy  No.  2  southward  toward 
the  Brooklyn  shore. 
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July  1,  1893,  balance  unexpended $118, 353. 81 

Juno  30,  1894,  amount  expended  during  fiscal  year 117, 416. 88 

July  1,  1894,  balance  unexpended • 936. 93 

Amount  appropriated  by  act  of  August  17,  1894 50, 000. 00 

Amount  available  for  fiscal  year  ending  J  une  30,  1895 50,  936. 93 

fAmonut  (estimated)  required  for  completion  of  existing  project 354,  000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  une  30, 1896  200, 000. 00 
Submitted  ^n  compliance  witli  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  E  8.) 

9.  Govcanus  Bay,  New  York — Red  Hookj  Oowanus  Creek,  and  Bay 
Ridge  channels. — Gowanus  Bay  is  a  part  of  New  York  Harbor,  lying  at 
the  mouth  of  Gowanus  Greek,  in  the  southwestern  part  of  the  city  of 
Brooklyn. 

The  depth  of  water  in  the  channel  of  Gowanus  Creek  and  Bay  was 
originally  only  from  7  to  12  fe^t  at  mean  low  water,,  which  was  wholly 
insuflScient  for  the  passage  of  vessels  employed  in  the  commerce  of  tlie 
district. 

The  plan  of  improvement  adopted  in  1881  provided  for  a  depth  of  18 
feet  to  the  channels  in  the  bay  leading  up  to  the  mouth  of  the  creek 
on  both  the  north  and  south  sides,  and  for  carrying  the  improvement 
with  the  same  depth  up  the  creek  to  Hamilton  avenue  bridge,  a  dis- 
tance of  1  mile. 

The  channel  widths  were  to  be  200  feet,  except  for  the  last  few 
hundred  feet  up  to  the  bridge,  in  which  distance  the  width  Avould 
gradually  decrease. 

The  estimated  cost  of  this  improvement  was  §192,564.90. 

The  project  for  1881  was  modified  in  1888  by  increasing  the  depth  to 
21  feet  and  the  width  to  400  feet,  while  to  facilitate  the  handling  of 
vessels  in  the  contracted  space  near  the  mouth  of  Gowanus  Creek  more 
room  was  provided  for  by  cutting  away  the  angle  on  the  south  side, 
at  an  estimated  total  cost  of  $000,000. 

The  amount  expended  on  the  Red  Hook  and  Gowanus  Creek  channels 
up  to  June  30, 1893,  inclusive  of  outstanding  liabilities,  was  $194,316.32. 
At  that  date  this  channel,  froin  the  entrance  to  Erie  Basin  to  Twenty- 
eighth  street,  was  255  feet  wide  and  21  feet  deep,  mejin  low  water,  and 
thence  to  the  foot  of  Twenty-third  street  150  feet  wide  and  21  feet 
deep,  mean  low  water. 

The  improvement  of  Bay  Ridge  Channel,  extending  from  Twenty- 
eighth  street  south  and  west  to  Sixtieth  street,  south  shore,  which, 
under  the  project  of  1881,  was  suspended  in  1884,  was  resumed  in  1891, 
under  a  specific  appropriation  of  $100,000,  contained  in  the  river  and 
harbor  act  of  September  19,  1890,  which  provided  for  a  channel  400 
feet  wide  and  21  feet  deep.  Up  to  June  30, 1893,  the  sum  of  $100,772.57, 
inclusive  of  outstanding  liabilities,  had  been  expended  under  contract. 
At  that  date  this  channel  was  140  feet  wide  and  21  feet  deep,  mean  low 
water,  from  Twenty-eighth  street  south  to  Thirty-third  street,  thence 
120  feet  wide  and  21  feet  deep  to  Thirty-ninth  street,  and  thence  90 
feet  wide  and  21  feet  deep  to  Sixtieth  street,  opposite  Bay  Kidge. 

The  amount  expended  during  the  fiscal  year  ending  June  30, 1894, 
on  the  Red  Hook  and  Gowanus  Creek  channels,  inclusive  of  outstanding 
liabilities,  was  $50,298.01  and  was  applied  in  removing  342,270  cubic 
yards  under  contract.  At  that  date  the  Red  Hook  Channel,  from  the 
entrance  to  Erie  Basiil  to  a  point  2,000  feet  south,  was  400  feet  wide 
and  21  feet  deep,  mean  low  water ;  thence  to  Henry  street,  325  feet 
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wide  and  21  feet  deep.  The  Gowanus  Creek  Channel,  from  Henry 
Btreet  to  the  foot  of  Percival  street,  was  215  feet  wide. 

The  amount  expended  on  tlie  Bay  Ridge  Channel  during  the  fiscal 
year  ending  June  30,  1894,  inclusive  of  outstanding  liabilities,  was 
$70,675.97,  and  was  applied  in  removing  509,867  cubic  yards  of  mate- 
rial under  contract.  At  that  date  this  channel  was  375  feet  wide  and 
21  feet  deep,  mean  low  water,  from  Twenty-eighth  street  south  to  Forty- 
second  street,  and  thence  300  feet  wide  and  21  feet  deep  to  Sixtieth 
street.  Bay  liidge. 

The  beds  of  both  channels  have  been  lowered  from  5  to  15  feet,  and 
as  the  material  removed  has  been  sand,  the  banks,  having  no  confin- 
ing bulkheads,  have  correspondingly  increased  their  slopes,  the  unsta- 
ble material  sliding  into  the  channels  and  reducing  their  depths. 

The  channels  also  suffer  from  deposits  carried  down  from  Gowanus 
Canal,  and  from  deposits  brought  in  from  outlying  shoals  by  tbe 
waves. 

These  sources  of  degradation  will  be  appreciably  exhausted  only 
when  permanent  bulkheads  are  built  along  both  shores  to  hold  the 
soft  and  unstable  banks. 

July  1,  1893.  balance  unexpended $198,795.91 

Jane  io,  1894,  amount  expended  during  fiscal  year 110^  892.  34 

July  1,  1894,  balance  unexpended 87,903.57 

July  1,  1894,  outstanding  liabilities $22,  081. 64 

July  1,  1894,  amount  covered  by  uncompleted  contracts 56,  487.  27 

78, 568.  91 

July  1,  1894,  balance  available 9,334.66 

Amount  appropriated  by  act  of  August  17,  1894 150, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 159, 334. 66 

{Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1896 125,000.00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  E  9.) 

10.  New  York  Harbor,  New  TorJc. — Before  the  improvement  of  the 
main  entrance  into  New  York  Harbor  was  undertaken  by  the  United 
States  the  least  depth  in  midchannel  on  the  bar  Avas  23.7  feet  at  mean 
low  water,  and  the  same  was  the  limiting  depth  across  three  other 
shoals  between  the  bar  and  deep  water  in  harbor. 

Al  large  proportion  of  the  vast  commerce  of  tlie  port,  which  is  carried 
on  in  vessels  of  great  draft,  could  only  cross  these  shoals  at  or  near 
high  water. 

The  project  for  the  improvement  of  Gednoy  Channel  was  approved 
by  the  Secretary  of  War  in  December,  1884,  and  its  extension  to  cover 
the  whole  of  the  main  entrance  to  the  harbor  received  his  approval 
December  27, 188G.  It  provides  for  dredging  a  channel  1,000  feet  wide 
and  30  feet  deep  at  mean  low  water  from  deep  water  below  tlie  Nar- 
rows through  the  main  Ship  Channel  and  Gedney  Channel  to  deep 
water  outside  the  bar;  maintaining  this  channel,  should  it  be  neces- 
sary, either  by  periodical  dredging  or  by  contracting  the  entrance  by 
the  construction  of  a  dike  running  across  the  shoals  from  the  Coney 
Island  side,  with  suitable  protection  for  the  head  of  Sandy  Hook  to 
prevent  its  being  scoured  away  by  the  increased  current. 

The  estimated  cost  of  ootaining  the  dredged  channel  was  $1,490,000 
for  dredging  4,300,000  cubic  yards,  and  the  entire  cost  of  the  improve- 
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meiit,  should  the  contraction  works  prove  to  be  netvBssary,  was  esti- 
mated at  between  $5,000,000  and  86,000,000. 

Under  this  project  an  extended  survey  of  the  lower  bay  was  made, 
on  which  the  method  of  improvement  was  based. 

The  total  amount  expended  to  June  30,  1893,  inclusive  of  outstand- 
ing liabilities,  wa&  $1,579,827.37. 

At  that  time  the  approved  project  for  this  work  by  dredging  had 
been  completed,  and  a  depth  of  30  feet,  mean  low  water,  for  a  channel 
width  of  1,000  feet,  had  been  secured  from  deep  water  below  the  Nar- 
rows to  deep  water  beyond  the  bar. 

The  riprap  sea  wall  authorized  by  the  Chief  of  Engineers  February 
20, 1890,  for  the  protection  of  the  north  shore  of  Sandy  Hook,  was  built 
from  Jetty  No.  1  westward  to  a  point  119  feet  westward  of  Jetty  No. 
11,  a  total  distance  of  2,575  feet. 

Baxter  Ledge,  a  narrow  ledge  of  rock  lying  in  the  entrance  to  Kill 
Van  Kull  from  Upper  New  York  Bay,  northeast  from  St.  George,  Staten 
Island,  and  having  over  it  originally  a  least  depth  of  18  feet,  mean  low 
water,  had  been  removed  to  a  depth  of  25.5  feet,  mean  low  water. 

The  amount  expended  during  the  fiscal  year  ending  June  30, 1894J 
inclusive  of  outstanding  liabilities,  was  $70,964.63,  and  was  applied  in 
operating  the  U.  S.  steamer  Gedney^  by  hired  labor,  in  removing  348,963 
cubic  yards  of  material  from  the  various  channels,  and  in  strength- 
ening the  riprap  sea  wall  built  for  the  protection  of  the  north  shore  of 
Sandy  Hook. 

July  1,  1893,  balance  unexpended $88,707,77 

June  30,  1894,  amount  expended  during  fiscal  year 67, 744. 39 

Julvl,  1894,  balance  unexpended ;.     20,963.38 

July  1,  1894,  outstanding  liabilities 3,220.24 

July  1,  1894,  balance  available 17,743.14 

Amount  Jippropriated  by  act  of  August  17,  1894 75, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 92,  743. 14 

i  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896  150, 000. 00 
<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(      harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  E  10.) 

11.  Jamaica  Bay^  New  York. — Jamaica  Bay  is  a  tidal  bay,  situated 
on  the  south  side  of  Long  Island,  near  the  western  end,  whose  waters 
flow  into  the  Atlantic  Ocean  through  Kockaway  Inlet. 

Inside  the  entrance  there  is  a  deep-water  basin,  from  which  one  navi- 
gable channel  leads  to  the  northward  in  the  direction  of  Canarsie,  and 
another^  called  Beach  Channel,  to  the  eastward,  behind  Eockaway 
Beach,  m  the  direction  of  Far  Eockaway.  From  the  eastern  terminus 
of  one  of  the  branches  of  the  latter  channel,  which  passes  through 
Couch  Hole,  an  artificial  cut  into  Far  Eockaway  Bay  was  made  several 
years  ago  by  citizens  to  enable  small  boats  to  pass  eastward  through 
that  bay  into  Hempstead  Bay  and  beyond. 

The  project  for  this  improvement,  contained  in  the  report  upon  the 
survey  October  29, 1891,  to  comply  with  the  river  and  harbor  act  of  Sep- 
tember 19,  1890,  and  sanctioned  by  river  and  harbor  act  of  July  13, 
1892,  contemplated  a  channel  60  feet  wide  and  5  feet  deep,  mean  low 
water,  from  entrance  to  Bass  Channel  to  foot  of  Bayswaler  avenue, 
Far  Eockaway. 

The  estimated  cost  of  the  project  was  $9,460.  The  full  amount  of 
this  estimate  was  appropriated  by  the  river  and  harbor  act  approved 
July  13, 1892. 
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The  amoiiut  exp.eiide(l  uj)  to  the  close  of  the  fiscal  year  ending  June 
30,  1893,  inclusive  of  outstanding  liabilities,  was  $3,727.61.  At  that 
date  2,200  feet  of  the  channel  had  been  dredged  to  the  full  projected 
width  of  60  feet  and  depth  of  5  feet,  mean  low  water. 

The  amount  expended  during  the  fiscal  year  ending  June  30,  1894, 
was  $8,091.85,  and  was  applied  in  dredging  20,174  cubic  yards  of  mate- 
rial from  the  channel  under  contract;  the  channel  had  been  dredged 
to  a  width  of  60  feet  and  a  depth  of  5  feet,  mean  low  water,  to  within 
400  feet  of  the  bulkhead  at  the  foot  of  Bayswater  avenue. 

July  1,  1893,  balance  unexpended $8, 091. 85 

Juuo  30,  1894,  amouut  expended  during  fiscal  year 8, 091. 85 

(See  Appendix  E  11.) 

12.  Earitan  Bay^  Netc  Jersey, — Earitan  Bay  forms  the  western  part 
of  the  large  triangular  bay  inclosed  be'tween  Sandy  Hook,  the  New 
Jersey  shore,  and  Staten  Island. 

The  channel  undergoing  improvement  lies  to  the  southeast  of  Seguine 
Point  on  the  south  shore  of  Staten  Island.  At  the  time  of  the  origi- 
nal survey,  August,  1880,  the  least  depth  on  the  shoal  lying  between 
the  21-foot  curve  at  Seguine  Point  and  the  21-foot  curve  at  the  head  of 
the  bay  was  14J  feet,  mean  low  water.  The  project  of  improvement, 
based  upon  the  survey,  i)rovided  for  a  channel  across  the  shoal  300  feet 
wide  and  21  feet  deep,  mean  low  water,  at  an  estimated  cost  of 
$126,500. 

The  project  was  enlarged  in  1885,  providing  for  a  channel  of  equal 
width  and  depth  over  the  shoals  in  thevicinity  of  Wards  Point,  Staten 
Island,  where  the  original  depth  was  18  feet,  mean  low  water,  giving 
a  navigable  channel  21  feet  deep,  mean  low  water,  up  to  Perth  Amboy ; 
and  further  providing  for  a  channel  300  feet  wide  and  15  feet  deep, 
mean  low  water,  from  Great  Beds  Light  to  South  Amboy,  where  the 
original  depth  was  12  J  fee.t,  mean  low  water,  at  an  estimated  total  cost 
of  $240,500  for  the  two  works  from  the  beginning,  which  estimate  was 
again  increased  in  1888  to  8246,500  to  provide  for  the  removal  of 
deposits  which  had  taken  place  in  the  interval  of  three  years. 

The  channel  from  deep  water  at  the  head  of  Raritan  Bay,  past  Seguine 
Point  to  Perth  Amboy,  exceeds  5  miles  in  length,  is  crooked,  and 
is  subject  to  constant  shoalings.  As  the  amount  appropriated  any  one 
year  for  the  execution  of  the  project  has  been  much  less  than  the  esti- 
mated cost  of  the  improvement,  and  as  the  channel  excavated  under 
each  approi)riation  has  been  impaired  by  shoaling  in  a  greater  or  less 
degree  before  work  could  be  resumed  under  the  succeeding  appropria- 
tions, the  original  estimates  for  this  improvement  have  little  value  and 
can  not  be  used  for  determining  the  amouut  required  for  completing 
the  project  at  this  date.  The  cost  of  completing  the  i^roject,  if  all  the 
required  money  could  be  made  available  at  one  time,  was  estimated  in 
1891  at  $175,375. 

The  amount  expended  upon  the  modified  project  of  1885,  up  to  the 
close  of  the  fiscal  year  ending  June  30,  1893,  inclusive  of  outstanding 
liabilities,  was  $256,405.58.  At  the  close  of  the  contract,  June  15, 1888, 
the  channel  was  300  feet  wide  and  21  feet  deep,  mean  low  water,  from 
Perth  Amboy  to  the  bend  at  Great  Beds  Light,  Jind  300  feet  wide  and 
20  feet  deep,  mean  low  water,  across  the  crest  of  the  shoal  in  the  chan- 
nel leading  from  the  bend  toward  Seguine  Point.  At  the  close  of  the 
year  the  channel  eastward  of  Seguine  Point  was  250  feet  wide  with  a 
depth  of  21  feet,  mean  low  water,  and  the  channel  from  Great  Beds 
Light  to  South  Amboy  was  300  feet  wide  and  15  feet  deep,  mean  low 
water. 
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The  amoaut  expended  during  the  fiscal  year  ending  June  30, 1894, 
was  $19,641.33,  and  was  applied  in  dredging  18,736  cubic  yards  of 
material  from  Seguine  Point. 

At  the  close  of  the  fiscal  year  ending  June  30, 1894,  the  channel  lead- 
ing eastward  from  Seguine  Point  is  250  feet  wide  and  21  feet  deep, 
mean  low  water,  and  the  channel  from  Great  Beds  Light  to  South. 
Amboy  is  300  feet  wide  and  15  feet  deep,  mean  low  water. 

July  1,  1893,  balance  unexpended $21,188.51 

June  30,  1894,  amount  expended  during  fiscal  year 19, 641. 33 

July  1,  1894,  balance  unexpended 1, 547. 18 

Amount  appropriated  by  act  of  August  17,  1894 40, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 41, 547. 18 

(Amount  (estimated)  required  for  completion  of  existing  project 55,  375. 00 
Amount  that  can  be  nrofitabl^  expended  in  fiscal  year  ending  June  30, 1896    55, 375. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  E  12.) 

13.  R&inoving  sunken  vessels  or  craft  obstructing  or  endangering  navi- 
gation, — The  steam  tug  Talisman  was  removed  from  Gedney  Channel, 
New  York  Harbor,  May  10,  1894,  under  contract  with  Townsend  & 
Johnston,  at  a  cost  of  8850. 

A  contract  was  entered  into  with  John  Austin  March  8, 1894,  for  the 
removal  of  the  wreck  of  the  U.  8.  engineer  dredge  Flood  RocJc^  sunk 
off  Sunken  Meadow,  East  Eiver.    This  contract  is  still  in  force. 

The  barge  Milton  was  wrecked  on  reef  off  Sunken  Meadow,  East 
River,  and  lies  in  S5  feet  of  water,  with  50  feet  over  her  deck.  An 
attempt  will  be  made  to  destroy  the  hull  of  the  vessel,  to  prevent 
irregularities  of  the  currents. 

(See  Appendix  E  13.) 

IMPROVEMENT  OP  RIVERS  AND  HARBORS  IN  SOUTHWESTERN  PART 
OP  LONG  ISLAND  AND  NEAR  STATEN  ISLAND,  NEW  YORK,  AND  IN 
NORTHEASTERN  NEW  JERSEY. 

This  district  was  in  the  charge  of  Capt.  Thos.  L.  Casey,  Corps  of  Engi- 
neers;  Division  Engineer,  Col.  Henry  L.  Abbot,  Corps  of  Engineers. 

1,  Sumpatcanus  Inlet^  New  York. — The  channel  depth  at  the  time  of 
the  adoption  of  the  project  varied  from  5  feet  in  the  bay  at  mean  low 
water  to  2  feet  at  the  wharf  at  the  mouth  of  the  creek,  a  distance  of  a 
little  over  half  a  mile. 

The  project  for  the  improvement  of  this  inlet,  adopted  in  1880,  pro- 
vides for  dredging  a  cliannel  4,500  feet  long  and  from  100  to  150  feet 
wide  and  6  feet  deep  at  mean  low  water,  beginning  at  tbe  5-foot  curve 
in  the  Great  South  Bay  and  extending  up  to  the  town  of  Babylon, 
Long  Island,  at  an  estimated  cost  of  $23,115. 

The  amount  expended  under  this  project  to  June  30,  1893,  was 
$7,000. 

With  this  amount  a  channel  75  feet  wide  and  5  feet  deei)  from  the 
steamboat  wharf  to  a  point  750  feet  below  it  was  dredged,  besides 
dredging  two  cuts,  each  25  feet  wide,  alongside  the  wharf. 

Outside  of  the  cuts  so  made  and  extending  to  the  5-foot  curve  in  the 
bay  a  shoal  was  left,  on  which  the  depth  was  only  4f  feet. 

The  commerce  of  the  inlet  is  reported  for  tbe  calendar  year  1893  to 
he  1,350  tons,  against  1,420  tons  for  1892. 
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There  were  no  expenditures  on  account  of  this  work  during  the  fiscal 
year  ending  June  30, 1894,  there  being  no  funds  available. 

{Amount  (estimated)  required  for  completion  of  existing  project $16, 115. 00 
Amount  that  can  be  profitably  expended  in  fiscalyear  ending  June  30, 1896    10, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  F  1.) 

2.  Oanarsie  Bay,  New  York. — The  original  condition  of  the  channel 
leading  to  Oanarsie  answered  to  a  depth  of  4^  feet,  mean  low  water. 

The  original  project,  adopted  in  1879,  provides  for  obtaining  a  navi- 
gable channel  G  feet  deep  at  mean  low  water  from  Canarsie  Landing  to 
the  deep  water  in  Jamaica  Bay  by  means  of  diking  and  the  formatitm 
of  a  tidal  basin  at  an  estimated  cost  of  $88,000.  In  the  Annual  Eeport 
of  the  Chief  of  Engineers,  1880,  Part  I,  p.  574,  General  Newton  ex- 
pressed a  doubt  as  to  adequate  appropriations  being  made  for  carry- 
ing out  the  authorized  project,  and  suggested  that  dredging  be  tried 
as  an  expedient. 

The  amount  expended  to  the  close  of  the  fiscal  year  ending  June  30, 
1893,  was  $48,535.88. 

With  this  amount  two  pile  dikes  have  been  built  and  maintained,  one 
on  the  north  side  of  the  outer  end  of  the  channel,  the  other  on  the 
south  side,  their  lengths  being  1,058  and  820  feet,  respectively ;  the 
channel  dredged  to  a  depth  of  6  feet,  mean  low  water,  and  width  of 
125  feet  from  Canarsie  Landing  to  deep  water  in  Jamaica  Bay.  In  addi- 
tion to  this,  several  other  improvements,  not  contemplated  in  the  main 
project,  but  which  added  materially  to  the  facility  of  navigation,  viz, 
the  excavation  of  a  cut  100  feet  long  and  50  feet  wide,  with  a  depth  of  6 
feet,  on  the  east  side  of  the  steamboat  landing  at  Canarsie,  and  a  cut 
at  the  end  of  the  wharf  at  Canarsie  Landing  extending  through  to  the 
southwest  to  connect  with  the  southwest  channel,  the  latter  for  the 
purpose  of  promoting  tidal  circulation. 

The  amount  expended  during  the  fiscal  year  is  $4,462.02,  With  this 
amount  the  main  channel  alongside  and  in  front  of  Canarsie  Landing 
was  dredged  to  a  depth  of  6  feet,  mean  low  water,  and  width  of  70  feet 
for  a  distance  of  440  feet,  and  the  west  channel  was  given  a  4-foot  mean 
low-water  depth  with  widths  of  from  20  to  70  feet  for  a  distance  of 
1,317  feet;  there  were  also  slight  repairs  made  to  the  east  dike. 

The  commerce  for  the  calendar  year  1893  is  reported  to  be  69,510  tons, 
against  67,510  tons  for  1892. 

Julj^  1,  1893,  balance  unexpended $4, 464. 12 

June  30,  1894,  amount  expended  during  fiscal  year 4, 462. 02 

July  1,  1894,  balance  unexpended 2. 10 

Amount  appropriated  by  act  of  August  17,  1894 2, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 2, 002. 10 

{Amount  (estimated)  required  for  completion  of  existing  project 33, 000. 00 
Amouutthat  canbe  profitably  expended  in  fiscal  year  ending  June  30, 1896      8, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  F  2.) 

3.  Sheepshead  Bay,  New  Tork. — The  original  condition  of  the  navigable 
channel  was,  for  the  entrance,  a  depth  of  a  little  over  2  feet  at  mean  low 
water,  and  lor  the  interior  channel  not  less  than  4  feet,  except  at  two 
narrow  bulkheads  across  said  channel. 

The  originally  adopted  project  (1879)  was  to  deepen  the  entrance  by 
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means  of  converging  jetties  and  to  improve  the  interior  channel  by 
longitudinal  dikes  so  placed  as  in  some  instances  to  form  tidal  reser- 
voirs for  the  scour  of  the  channel.  The  project  was  revised  in  1881  and 
provides  for  excavating  a  channel  at  the  outlet  100  feet  wide  and  6  feet 
deep  at  mean  low  water,  to  connect  the  bay  with  Dead  Horse  Inlet,  and 
to  dredge  the  interior  channel;  this  was  modified  in  February,  1889,  the 
modified  project  contemplating  a  channel  6,350  feet  long,  60  feet  wide, 
and  5  J  feet  deep,  mean  low  water,  from  the  town  of  Sheepshead  to  within 
1,080  feet  of  Dead  Horse  Inlet  Cut,  to  connect  with  the  channel  of  simi- 
lar width  and  depth  already  existing  at  that  point. 

The  amount  expended  on  this  project  to  the  end  of  the  fiscal  year 
ending  June  30, 1893,  was  $25,943.45. 

With  this  amount  a  channel  had  been  dredged  100  feet  wide  and  6 
feet  deep  at  mean  low  water,  connecting  the  east  end  of  the  bay  with 
Dead  Horse  Inlet,  and  the  interior  channel  dredged  CO  feet  wide  and 
5 J  feet  deep  at  mean  low  water,  for  a  distance  of  3,400  feet  from  the 
town  of  Sheepshead  toward  Dead  Horse  Inlet.  The  first-mentioned 
channel,  from  a  survey  in  1887,  was  observed  to  have  not  maintained 
itself,  having  contracted  to  a  width  of  60  feet  with  an  average  depth 
of  oi  feet  mean  low  water. 

The  expenditures  during  the  fiscal  year  amount  to  $24.50  for  office 
expenses. 

The  commerce  of  the  bay  has  increased,  being  reported  for  the  cal- 
endar year  1892  to  be  132,000  tons,  against  106,400  for  1890. 

July  1, 1893,  balance  unexpeuded $56. 55 

Juoe  Sk),  1894,  amount  expended  during  fiscal  year 24. 50 

July  1,  1894,  balance  unexpended v 32. 05 

July  1,  1894,  outstanding  liabilities 29. 68 

July  1,  1894,  balance  available 2. 37 

(  Amonut  (estimated)  required  for  completion  of  existing  project 8, 200. 00 

\  Submitted  in  comph'ance  with  requirements  of  sections  2  of  river  and 
(      harbor  acts  of  1866  and  1867. 

(See  Appendix  ¥  3.) 

4.  Arthur  Kill,  Keiv  York  and  New  Jersey. — A  history  of  this  improve- 
ment, which  originated  by  special  resolution  in  the  Senate,  is  given  in 
the  Annaal  Report  of  the  Chief  of  Engineers,  1889,  Part  I,  p.  819. 

The  improvement  consists  in  the  removal  of  a  i)oint  of  land  near  and 
to  the  south  of  the  Staten  Island  bridge,  for  the  purpose  of  straighten- 
ing the  channel,  in  order  that  the  currents  may  be  directed  more  truly 
in  a  direction  perx)endicular  to  the  draw  span  of  the  bridge,  thus  facil- 
itating the  passage  of  long  tows.    It  is  estimated  to  cost  $26,500. 

A  statement  of  condemnation  proceedings  for  acquii'iug  to  the  United 
States  the  land  needed  for  this  improvement  will  be  found  in  the 
Annual  Report  of  the  Chief  of  Engineers  for  1890,  Part  I,  p.  843. 

The  sum  of  $21,090.74  had  been  expended  up  to  June  30, 1893,  in 
acquiring  land  and  in  dredging  off  about  1^  acres  of  the  point,  with  a 
resulting  increase  of  225  feet  in  the  channel  width  and  a  uniform  mean 
low- water  depth  of  13  feet,  where  the  land  was  ortginally  6  feet  above 
that  plane.  -  The  total  channel  width  at  this  point  is  now  725  feet  with 
a  minimum  depth  of  13  feet  at  mean  low  water. 

The  available  balance  from  the  appropriation  of  1892  was  too  small 
to  continue  active  operations  during  the  fiscal  year,  consequently  no 
work  has  been  done,  and  the  expenditures,  amounting  to  $380,  have 
been  for  office  expenses. 
BNa94 7 
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The  commerce  for  the  calendar  year  1893  is  reported  to  bo  3,384,308 
tons,  against  4,835,004  tons  for  1892. 

July  1, 1893,  balance  unexpended $909. 26 

June  30, 1894,  amount  expended  during  fiscal  year 380. 00 

July  1, 1894,  balance  unexpended 52.).  26 

Amount  appropriated  by  act  of  August  17, 1894 4, 500. 00 

Amount  available  for  fiscal  year  ending  Juno  30, 1895 5, 029. 26 

(See  Appendix  F  4.) 

5.  Channel  between  Staien  Island  and  New  Jersey. — Before  this 
improvement  was  undertaken  by  the  United  States  there  was  a  navi- 
gable channel  having  a  minimum  depth  of  9,2  feet  from  the  deep  water 
in  Newark  Bay  to  Elizabethport. 

The  first  project  for  the  improvement  of  the  channel  was  made  in  1873. 
This  provided  for  dredging  it  to  a  depth  of  16  feet  for  a  width  of  150 
feet  at  its  shallowest  part  and  protecting  the  cut  by  parallel  dikes. 
The  estimated  cost  of  this  work  was  $443,210, 

This  project  was  changed  in  1880  so  as  to  dredge  a  channel  400  feet 
wide  and  13  feet  deep  over  the  middle  200  feet  of  its  width,  leaving  it  but 
12  feet  deep  over  the  remaining  widths  of  100  feet  on  each  side.  The 
estimated  cost  of  this  work  was  $125,705.  In  addition  to  this,  it  was 
proposed,  should  it  be  found  necessary,  to  build  four  detjiched  dikes 
along  the  line  of  the  channel,  two  on  the  north  and  two  on  the  south 
side,  the  estimated  cost  of  which  was  $60,000,  bringing  the  total  esti- 
mated cost  of  the  proposed  improvement  up  to  $185,705.  Subsequently 
it  was  decided  to  give  the  channel  13  feet  depth  for  its  full  width  of  400 
feet,  increasing  the  estimate  to  $210,000. 

A  modification  of  this  project,  having  in  view  the  abandonment  of 
the  dikes,  was  submitted  May  9,  1889,  and  was  approved  by  Depart- 
ment letter  dated  May  15,  and  a  farther  modification,  calling  for  a  uni- 
form channel  depth  of  14  feet  at  mean  low  water  over  the  entire  width 
of*  400  feet,  was  approved  October  20,  1890. 

The  amount  expended  to  June  30, 1893,  was  $198,243.88. 

With  this  amount  2,237  feet  of  dike  was  built,  the  channel  dredged 
throughout  its  entire  projected  length  to  a  mean  low-water  depth  of  13 
feet,  with  widths  varying  from  300  to  350  feet,  and  in  the  vicinity  of 
the  bend  at  the  Corner  Stake  Light,  for  a  distance  of  3,000  feet,  the 
width  had  been  increased  to  400  feet,  with  mean  low-water  depths  of 
from  13  to  14  feet. 

A  survey  made  in  November,  1893,  shows  that  the  300  to  350-foot 
channel  between  Shooters  Island  and  the  Corner  Stake  Light  has  con- 
tracted in  places  to  a  width  of  about  200  feet,  and  in  the  bend  at  the 
Stake  Light  to  a  width  of  about  140  feet. 

An  appropriation  of  $15,000  was  made  in  the  river  and  harbor  act  of 
July  13,  1892,  and  a  x>i'oject  for  its  expenditnre  in  dredging  the  channel 
to  the  required  dimensions  was  approved  July  26,  1892. 

Work  will  be  begun  early  in  July,  when  it  is  expected  the  plant  Avill 
have  completed  the  season's  work  on  the  Raritan  Eiver. 

The  expenditures  during  the  fiscal  year  ending  June  30, 1894,  amount 
to  $1,727  for  oflGice  expenses  and  repairs  to  the  dredging  plant  in  fitting 
out  for  work  on  this  improvement. 

The  amount  of  commerce  reported  for  the  calendar  year  1893  is 
3,483,911  tons,  against  3,642,914  tons  for  1892. 
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July  1,  1893,  balance  unexpended $15, 756. 12 

June  30,  1894,  amount  expended  dnring  fiscal  year 1, 727. 00 

Jnly  1,  1894,  balance  nnox^nded 14, 029. 12 

July  1,  1894,  outetandinj;  liabilities 128.50 

Jnly  1,  1894,  balance  available 13,900.62 

Auionnt  appropriated  by  act  of  Angnst  17,  1894 6, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 19, 900. 62 

f  Amount  (estimated)  required  for  completion  of  existing  project 40, 000. 00 

j  Amount  that  can  be  profitably  expended  in  fiscalyear  ending  June  30, 1896    30, 000. 00 
)  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
I      harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  F  5.) 

6.  Passaic  River^  New  Jersey, — This  river  is  being  improved  under 
tw^o  separate  projects,  the  first  applying  to  the  river  below  Center  street 
bridge,  Newark,  to  and  beyond  the  shoals  in  Newark  Bay,  a  distance 
of  7f  miles,  and  the  second  to  the  upper  course  of  the  river  from  Cen- 
ter street  bridge  as  far  as  Passaic,  a  distance  of  8  miles.  The  most 
recent  appropriation  was,  however,  made  in  a  single  sum  for  the  entire 
river,  and  the  two  projects  will  hereafter  be  united,  so  that  the  funds 
can  be  expended  at  those  parts  of  the  river  most  urgently  needing  con- 
trol or  repair  in  the  interests  of  navigation. 

a.  Below  NetcarJc. — The  lower  portion  of  the  river,  from  Center  street 
bridge  t-o  Newark  Bay,  was  first  surveyed  by  the  Engineer  Department 
in  1879.  The  greatest  depth  in  the  chaniiel  at  a  point  above  the  Elbow 
Beacon  was  only  7.1  feet,  and  in  many  places  the  greatest  depth  was 
7.5  feet  at  mean  low  water. 

A  project  was  adopted,  based  on  this  survey,  providing  for  obtain- 
ing, by  diking  and  dredging,  a  channel  200  feet  wide  and  10  feet  deep 
at  mean  low  water,  from  the  Center  street  bridge  to  Newark  Bay,  at  a 
cost  of  $232,875. 

This  project  was  modified  in  1884,  pursuant  to  the  river  and  harbor 
act  of  that  year,  providing  for  extending  the  dike  at  the  mouth  of  the 
river  into  the  bay,  a  distance  of  12,000  feet,  and  for  dredging  a  channel 
across  the  shoal  in  Newark  Bay  200  feet  wide  and  10  feet  deep  at  mean 
low  water,  increasing  the  original  estimate  to  $353,875. 

The  amount  expended  to  June  30,  1893,  was  $236,283.24. 

With  this  amount  6,205  feet  of  dike  had  been  built  and  maintained, 
the  channel  through  the  shoal  in  the  bay  and  the  channel  up  the  river 
as  far  as  Lister  dock  dredged  to  the  required  dimensions,  and  a  bar 
above  the  Zinc  Works  dock  removed  to  the  required  depth,  with  a 
width  of  120  feet  for  a  distance  of  1,600  feet  upstream.  A  survey 
made  in  December,  1892,  showed  that  the  above  conditions  had  been 
fairly  w^ell  maintained. 

The  expenditures  during  the  fiscal  year  ending  June  30, 1894,  amount 
to  $30,209.71.  ^W^ith  this  amount  the  channel  between  Center  street 
and  Market  street  bridges,  Newark,  was  dredged  to  the  required 
mean  low  Avater  depth  of  10  feet  and  Avidtli  of  210  feet  for  a  distance  of 
1,800  feet  downstream,  thence  from  a  point  1,000  feet  below  Market 
street  bridge  to  the  Newark  Steel  Works,  a  distance  of  5,000  feet,  the 
channel  was  increased  in  width  25  to  100  feet,  completing  it  to  the  full 
requirements  of  the  project ;  a  cut  of  the  requisite  depth,  having  a  width 
of  30  feet  and  length  of  1,000  feet,  was  made  along  the  south  side  of  the 
channel  opx>osite  Lister  dock,  increasing  the  channel  width  at  this 
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point  to  175  to  200  feet.  Extensive  repairs  were  made  to  the  dike  in 
Newark  Bay  for  its  preservation  and  maintenance. 

6.  Above  Newark. — Before  its  improvement  was  undertaken  the  upper 
part  of  the  river  had  a  navigable  6-foot  channel,  except  at  Middle, 
Bellville,  Eutherford  Park,  and  Holzman  bars,  where  the  depths  were 
4.5  feet,  3.9  feet,  3  feet,  and  3.5  feet,  respectively. 

The  project  of  improvement  was  adopted  in  1872,  and  provided  for  a 
channel  a<;ro8s  and  above  the  shoals  from  7^  to  0  feet  deep  mean  low 
water,  and  from  200  to  50  feet  wide,  to  be  obtained  by  dredging  and 
diking  at  a  cost  of  $123,924.  It  was  modified  in  1885  by  extending  the 
channel  below  Middle  Bar  1,500  feet  to.  the  Erie  Railroad  bridge,  increas- 
ing tlie  estimate  to  $129,000,  which  Avas  further  increased  in  1886  to 
$133,702.  A  further  modification,  to  include  the  removal  of  Third 
Eiver  Bar,  the  redredging  of  bars  formed  by  freshets,  and  removal  of 
bowlders  at  various  points  in  the  river,  increasing  the  estimate  to 
$193,822,  was  approved  October  6, 1890. 

The  amount  expended  to  June  30, 1893,  was  $138,484.97,  with  which 
channels  had  been  dredged  to  the  requisite  depth,  with  widths  of  from 
60  to  75  feet,  a  channel  through  Third  Kiver  Bar  dredged  to  the 
required  depth,  with  width  of  100  feet  for  a  distance  of  800  feet,  and 
below  this  bar  the  channel  was  increased  in  width  by  40  feet  with  the 
same  depth  for  a  distance  of  700  feet,  and  by  20  feet  for  a  farther  dis- 
tance of  245  feet,  giving  a  continuous  channel  through  this  reach  having 
a  width  of  100  feet  and  a  depth  of  6  feet  mean  low  water.  In  addition 
a  channel  through  Belleville  Bar  was  comi)leted  to  a  width  of  100  feet 
and  a  mean  low  water  depth  of  from  6  to  7  feet. 

The  expenditures  during  the  fiscal  year  ending  June  30, 1894,  amount 
to  $6,846.25.  With  this  amount  the  channel  through  Eutherford  Park 
Bar  was  given  a  mean  lo^v  water  depth  of  6  to  8  feet  and  a  width  of  85 
to  100  feet  for  a  distance  of  1,035  feet,  and  the  channel  through  Holz- 
man Bar  given  a  similar  mean  low- water  depth  and  widened  35  feet 
for  a  distance  of  418  feet.  The  channels  are  now  in  good  condition  for 
6-foot  navigation. 

The  commerce  of  the  entire  river  for  the  calendar  year  1893  is 
reported  to  be  1,276,169  tons,  against  1,362,647  tons  for  1892. 

As  the  river  and  harbor  act  approved  July  13,  1892,  makes  the 
appropriation  for  the  two  reaches  of  the  river  under  one  heading,  the 
following  consolidated  money  statement  for  Passaic  River  is  presented : 

July  1, 1893,  balance  iinoxpended $48,581.79 

June  30,  1894,  amount  expended   during  J  Below  Newark..     $30,299.71 

fiscal  5'ear \  Above  Newark . .        6,  846. 25 

37, 145.  96 


July  1,  1894,  balance  unexpended 11, 435. 83 

July  1,  1894,  outstanding  liabilities 1,  3.56. 31 

July  1,  1894,  balance  available 10, 079. 52 

Amount  appropriated  by  act  of  August  17,  1894 15, 000. 00 

Amount  available  for  fiscal  year  ending  J  uue  30,  1895 25,  079. 52 


{Amount  (estimated)  required  for  completion  of  existing  project 109,347.00 
Amount  that  caabe  profitably  expended  in  fiscal  year  ending  June  30, 1896    60, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  F  6.) 

7.  Elizabeth  River^  New  Jersey. — This  stream,  wbich  is  2f  miles  in 
length  from  its  mouth  to  the  head  of  navigatioD,  at  Broad  street,  Eliz- 
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abetb,  has  a  width  of  from  50  to  90  feet,  and  before  its  improvement 
the  wharves  in  the  city  could  only  be  reached  at  high  water  by  vessels 
drawing  less  than  4  feet;  its  commerce  was  estimated  at  45,000  tons 
annually.  Tlie  range  of  the  tide  was  about  4.7  feet  at  its  mouth  and 
3.4  feet  at  Bridge  street. 

The  project  for  the  improvement  was  adopted  in  1878  and  provides 
for  obtaining,  by  dredging,  a  channel  60  feet  wide  and  7  feet  deep  at 
high  water  from  the  mouth  of  the  river  to  the  head  of  navigation,  at  an 
estimated  cost  of  $25,530;  this  was  increased  in  1882  to  $43,160,  the 
increase  being  due  to  Advanced  prices. 

The  amount  expended  under  this  project  to  June  30,  1893,  was 
$32,353.46. 

With  this  amount  the  channel  had  been  dredged  in  1883  to  the 
required  depth  to  within  1,000  feet  of  Broad  street  bridge,  but  soon 
became  obliterated  by  reason  of  deposits  of  silt  and  sewage  refuse. 

It  was  redredged  in  1891,  shoals  being  removed  from  the  river  at  the 
bend  above  South  street,  at  South  street  bridge,  at  John  street,  at  the 
bend  in  the  river  below^  John  street,  and  at  the  New  York  and  Long 
Branch  Railroad  bridge  to  a  depth  of  7  feet  at  mean  high  water,  with 
widths  of  30  to  50  feet,  giving  a  7-foot  mean  high-water  channel  with 
widths  varying  from  30  to  50  feet  from  the  mouth  of  the  river  to  within 
900  feet  of  Bridge  street  bridge,  in  the  town  of  Elizabeth. 

A  survey  made  in  November,  1892,  indicated  a  channel  from  30  to  50 
feet  wide  extending  from  the  mouth  to  Bridge  street  bridge,  the  head 
of  navigation,  with  mean  high-water  depths  of  from  less  than  5  feet  to 
more  than  7  feet. 

The  amount  expended  during  the  fiscal  year  ending  June  30, 1894,  is 
$2,148.01. 

The  work  during  the  fiscal  year  consisted  in  dredging  the  channel 
from  the  bend  above  South  street  bridge  to  within  125  feet  of 
Bridge  street  bridge,  a  distance  of  about  900  feet,  to  a  width  of  45  feet 
and  mean  high- water  depth  of  7  feet,  removing  5,200  cubic  yards  of 
material,  principally  shale  and  gravel. 

The  commerce  ol  the  river  for  the  calendar  year  1893  is  reported  to  be 
28,554  tons,  against  39,575  tons  reported  for  1892. 

July  1,  1893,  balance  unexpended $4, 646. 54 

June  30,  1894,  amount  expended  daring  fiscal  year 2, 148. 01 

July  1,  1894,  balance  nnexpeuded 2,498.53 

July  1,  1894,  outstanding  liabilities 2,434.66 

July  1,  1894,  balance  available 63.87 

Amount  appropriated  by  act  of  August  17, 1894 3, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 3, 063. 87 

{Amount  (estimated)  required  for  completion  of  existing  project 3, 160. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896      3, 160. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acta  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  F  7.) 

8.  Baltic  ay  River  ^  Netc  Jersey. — In  its  original  condition  the  Eah- 
way  Eiver  had  a  depth  of  8  feet  and  more  at  mean  high  water  from  its 
mouth  to  Bricktown,  3|  miles;  7  feet  to  Edgar  dock,  4^  miles;  4.4  feet 
to  Milton  avenue  bridge,  4f  miles;  and  4  feet  to  Main  street  bridge, 
5  miles,  in  the  town  of  Eahway.  Its  commerce  was  estimated  at 
120,000  tons,  and  three  attempts  had  been  made  to  establish  a  line  of 
steamboats  on  the  river,  but  had  failed  on  account  of  the  bad  condition 
of  the  stream. 
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The  original  project  for  its  improvement  was  adopted  in  1878,  and 
provides  for  dredging  a  channel  125  feet  wide  and  8  feet  deep  at  high 
water  from  Bricktown  to  Milton  avenue  bridge,  and  100  feet  wide 
from  than  point  to  Main  street  bridge,  at  an  estimated  cost  of  $66,250. 

The  amount  expended  on  this  improvement  to  June  30,  1893,  was 
$37,000. 

With  the  above  amount  the  channel  had  been  given  a  depth  of  7  feet 
at  mean  high  water  and  width  of  from  100  to  50  feet  to  within  550  feet 
of  the  head  of  navigation. 

There  has  been  no  appropriation  for  this  work'  since  1882,  and  there 
have  been  no  funds  for  expenditure  since  the  fiscal  year  ending  June  30, 
1890.    The  channels  have  reverted  nearly  to  their  original  condition. 

{Amount  (estimated)  required  for  completion  of  existing  project $29,250.00 
Amouu  tthat  can  be  profitably  expended  in  fiscal  year  ending  Juije  30, 1896    29,  250. 00 
Submitted  in  compliance  with  requirements  of  flections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  F  8.) 

9.  Baritan  River ^  New  Jersey. — Before  its  improvement  by  the  United 
States  the  Raritan  River  had  a  depth  of  8.5  feet  at  "The  Stakes/'  3 
miles;  of  6.5  feet  at  the  "Middle  Grounds,"  4 J  miles;  of  7.5  feet  at 
Whitehead  Sand  dock,  8 J  miles;  and  between  this  point  and  New 
Brunswick,  12^  miles  above  the  mouth,  the  channel  was  obstructed  by 
a  number  of  rocky  shoals  with  depths  of  from  8.4  to  G.9  feet  at  mean 
low  water.  The  city  of  New  Brunswick  and  the  Delaware  and  Raritan 
■  Canal,  which  terminates  here,  together  with  extensive  brickyards  on 
the  South  River,  did  a  large  commerce,  estimated  in  1871  at  3,053,857 
tons. 

The  present  project  was  adopted  in  1874,  and  provides  for  obtaining 
by  diking  and  dredging,  and  where  necessary  by  drilling  and  blasting 
rock,  a  channel  200  feet  wide  and  10  feet  deep,  mean  low  water,  from 
the  mouth  to  New  Brunswick,  at  a  cost  of  $2,093,6(52.05.  It  was  modi- 
fied in  1881,  pursuant  to  the  river  and  harbor  act  of  that  year,  by  add- 
ing to  it  the  dredging  of  the  South  Channel,  about  13,000  feet  long, 
100  feet  wide,  and  oj  feet  deep  at  mean  low  water,  from  Kearney  dock 
to  Crab  Island. 

The  amount  expended  to  June  30,  1893,  under  this  project  was 
$577,366.27. 

The  above  amount  was  expended  in  the  construction  and  maintenance 
of  certain  dikes  required  by  the  project  at  "The  Stakes"  and  ''Middle 
Grounds,"  in  dredging  channels  200  feet  wide  and  12  feet  deep  at  mean 
low  water  at  these  i>oints,  and  in  blasting  and  dredging  a  channel  of 
the  same  dimensions  across  the  rocky  shoal  at  Whiteliead  Sand  dock, 
and  thence  up  the  river  with  a  width  of  100  feet  and  dei)th  of  10  feet  to 
within  1,880  feet  of  the  canal  lock  at  New  Brunswick,  and  the  channel  to 
Acken  dock  redredged  to  a  mean  low-water  dei)th  of  6  feet  and  width 
of  50  feet  from  Raritan  River  to  Acken  wliarf,  a  distance  of  600  feet. 
Under  two  special  allotments  made  for  it  in  the  acts  of  March  3,  1881, 
and  August  2,  1882,  the  South  Channel  was  dredged  to  the  required 
depth  for  a  distance  of  4,000  feet.  The  commerce  of  the  river  is 
reported  for  the  calendar  year  1893  to  be  1,446,658  tons,  against 
1,120,302  tons  lor  1892. 

The  expenditures  during  the  fiscal  year  amount  to  $23,482.77.  With 
this  amount  the  channel  has  been  given  a  width  of  100  feet  and  depth 
of  10  feet  mean  low  water,  for  a  distance  of  400  feet,  through  a  river 
bed  of  extremely  hard  shale  rock,  bringing  the  100-foot  channel  to 
within  1,480  feet  of  the  canal  lock  at  New  Brunswick.  Some  necessary 
repairs  to  the  dikes  at  the  Middle  Grounds  were  also  made. 
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The  amount  of  shale  rock  removed  during  the  fiscal  year  is  10,876 
eubic  yards,  at  a  cost  of  $1.93  per  cubic  yard. 

July  1,  1893,  balance  unexpended $33,883.73 

Jane  30,  1894,  amount  expended  during  fiscal  year 23, 482. 77 

Julv  1,  1894,  balance  unexpended 10,400.96 

July  1,  1894,  outstanding  liabilities 8,885.10 

July  1,  1894,  balance  available 1,515.86 

Amount  appropriated  by  act  of  August  17,  1894 20, 000. 00 

Amount  available  for  fiscal  year  ending  June  30^  1895 21, 515. 86 


'Amount  (estimated)  required  for  completion  of  existing  project 1,462,412.05 

Amount  tbat  can  be  profitably  expended  in  fiscal  year  ending  June 

30,1896 100,000.00 

Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 

harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  F  9.) 

10.  South  River ^  New  Jersey. — Before  the  improvement  of  this  stream 
was  undertaken  by  the  United  States,  the  navigation  of  the  lower  2^ 
miles  of  its  course  had  been  abandoned,  and  a  private  canal  dredged 
from  near  Washington  to  Sayreville  on  the  Raritan  Elver.  In  1880, 
when  the  present  project  for  improving  the  river  was  adopted,  the 
mouth  of  the  canal,  on  account  of  its  faulty  location,  had  shoaled  con- 
siderably. Above  Washington  a  depth  of  2.7  feet  existed  to  Bissetts, 
3f  miles,  and  of  2.5  feet  to  Old  Bridge,  the  head  of  navigation,  g| 
miles  above  the  mouth  of  the  canal  at  Sayreville. 

The  project  adopted  in  1880  provided  for  closing  the  river  below  the 
head  of  the  canal,  correcting  the  direction  of  the  mouth  of  the  latter, 
and  obtaining,  by  diking  and  dredging,  a  depth  of  8  feet  mean  low 
water,  to  "Washington,  0  feet  to  Bissetts,  and  4  feet  to  Old  Bridge, 
straightening  the  channel  at  two  points  by  cutting  across  the  meadow; 
estimated  to  cost  $194,695.  This  was  modified  July  30, 1892,  by  omit- 
ting the  proposed  cut-off  and  dikes,  and  substituting  therefor  the  dredg- 
ing of  the  river  between  Washington  and  the  Raritan  River  Railroad 
bridge,  reducing  the  original  estimate  to  $176,975. 

The  amount  expended  under  this  project  to  June  30, 1893,  was 
$7(;,038.97. 

With  this  amount  the  direction  of  the  mouth  of  the  canal  had  been 
changed,  the  dikes  below  Washington  comi)leted  and  maintained,  a 
small  amount  of  dredging  done  on  a  shoal  above  Washington,  a  shoal 
at  the  mouth  of  W^ashington  Canal  removed,  a  channel  dredged  60  feet 
wide  through  the  canal  and  50  feet  wide  across  the  shoal  in  the  river 
below  Washington,  the  channel  between  the  Turnpike  bridge  and  Rari- 
tan River  Railroad  bridge  dredged  50  to  100  feet  wide  and  6  feet  deep 
mean  low  water, and  the  channel  for  a  distance  of  350  feet  above  the 
bridge  dredged  to  4  feet  mean  low  water  and  width  of  70  feet.  At 
Rourke  Reach  the  channel  was  given  a  depth  of  6  feet  at  mean  low 
water,  and  width  of  60  feet  for  a  distance  ol  860  feet;  in  addition, a  bar 
opposite  Whitehead's  brickyard  was  removed  to  a  depth  of  8  feet  at 
mean  low  water,  and  width  of  60  feet  for  a  distance  of  450  feet,  and  at 
the  junction  of  the  canal  and  South  River  a  channel  was  excavated  3  >0 
feet  long,  60  feet  wide,  and  6  feet  deep  at  the  same  stage  of  the  tide. 
.  The  balance  of  funds  available  being  insufficient  to  carry  on  the  work 
of  improvement,  no  active  operations  were  in  progress  during  tlie  Sscal 
year,  and  the  expenditures,  amounting  to  $1,000,77,  have  been  for  office 
expenses  and  examinations. 
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The  present  condition  of  the  river  is  such  that  it  may  be  navigated  at 
any  stage  of  the  tide  by  vessels  of  6  feet  draft  for  a  distance  of  about 
3  miles  above  its  mouth. 

The  commerce  of  the  river  was  reported  for  the  calendar  year  1892 
to  be  162,462  tons,  and  for  the  calendar  year  1893  it  is  given  as  156,260 
tons. 

July  1,  1893,  balance  unexpended $1,C61.03 

June  30,  1894,  amount  expended  during  fiscal  year 1, 000. 77 

July  1,  1894,  balance  unexpended 960. 26 

Amount  appropriated  by  act  of  August  17,  1894 5, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 5, 960. 26 

{Amount  (estimated)  required  for  completion  of  exi8tin;|?  project 93,  973.  00 
Amount  tliat  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    10, 000. 00 
Submitted  in  complianco  with  requirements  of  sections  2  of  river  and 
harbor  acta  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  F  10.) 

11.  Keyport  Harbor ^  New  Jersey. — Keyport  Harbor  was  originally 
accessible  at  low  water  only  to  vessels  drawing  less  than  4  feet.  Before 
its  improvement  was  undertaken  by  the  United  States  a  6  foot  channel 
had  been  dredged  at  private  expense,  which  had  shoaled  in  1872  to  5J 
feet,  and  in  1882  to  5  feet,  the  range  of  the  tide  being  4.7  feet.  A  large 
commerce  was  carried  on,  however,  valued  at  $2,932,000. 

The  project  for  the  improvement  was  adopted  in  1873  and  provided  for 
dredging  a  channel  4,700  feet  long,  8  feet  deep  at  mean  low  water,  and 
200  feet  wide,  from  the  steamboat  dock  to  the  8-foot  contour  in  liaritan 
Bay,  at  an  estimated  cost  of  $30,476.  The  revised  estimate  of  1884 
was  $40,475. 

The  amount  expended  on  this  improvement  to  the  close  of  the  fiscal 
year  ending  June  30, 1893,  is  $35,389.32. 

Witli  the  above  amount  a  channel  was  dredged  in  1883,  from  the  8-foot 
depth  in  Karitan  Bay  to  Keyport  wharf,  a  distance  of  5,000  feet,  with 
a  width  of  200  feet  for  the  first  4,200  feet  and  100  feet  for  the  remain- 
der. The  channel  did  not  prove  permanent,  having  deteriorated  to  a 
width  of  30  to  50  feet,  and  mean  low-water  depth  of  0  to  7  feet,  and  was 
redredged  in  1893  to  the  projected  mean  low-water  depth,  with  width 
of  from  70  to  140  feet  for  a  distance  of  400  feet  in  front  of  Keyport 
wharf;  thence  for  a  distance  of  2,200  feet  outward  a  cut  35  feet  wide 
was  made  along  the  northerly  side  of  the  old  channel. 

!No  active  operations  have  been  in  progress  on  this  improvement  dur- 
ing the  fiscal  year,  there  being  no  funds  available,  and  the  expendi- 
tures, amounting  to  $2.20,  have  been  for  office  expenses. 

The  commerce  was  reported  for  the  calendar  year  1892  to  be  358,391 
tons. 

July  1,  1893,  balance  unexpended $85. 68 

June  30,  1894,  amount  expended  during  fiscal  year 2. 20 

July  1,  1894,  balance  unexpended 83. 48 

Amount  appropriated  by  act  of  August  17,  1894 5, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 5, 083. 48 

(See  Appendix  F  11.) 

12.  Mattawan  Creekj  New  Jersey. — Before  its  improvement  by  the 
United  States  this  small  stream  was  obstructed  at  its  entrance  into 
Keyport  Harbor  by  a  mud  Hat,  on  which  the  best  depth  at  the  worst 
section  was  3.1  feet  at  mean  low  water,  though  the  3  foot  channel  was 
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too  narrow  and  tortuous  for  use.  Above  this  flat  a  good  4-foot  channel 
existed  to  1 J  miles  above  the  mouth,  and  thence  to  the  steamboat  dock 
at  Mattawan  3.5  feet,  shoaling  to  1.8  feet  at  the  freight  dock,  600  feet 
above  and  IJ  miles  from  the  mouth.  The  range  of  the  tide  is  4.7  feet. 
Notwithstanding  the  above  difficulties  it  carried  commerce  valued  in 
1880  at  $800,000. 

The  project  for  this  improvement  was  adopted  in  1881,  and  provides 
for  dredging  a  channel  4  feet  deep  at  mean  low  water  and  100  feet 
wide  from  the  mouth  to  Winkson  Creek,  and  thence  75  feet  wide  to  the 
railroad  bridge  at  Mattawan,  250  feet  above  the  freight  dock,  at  an 
estimated  cost  of  $33,120. 

To  June  30,  181)3,  the  amount  expended  under  this  project  was 
$24,121.58. 

With  this  amount  channels  had  beeu  dredged  in  1881  and  1882  to  the 
required  depth  from  the  mouth  to  the  freight  dock  at  Mattawan,  with 
widths  varying  from  100  to  30  feet,  and  in  1891  a  cut  35  feet  wide  was 
redredged  to  the  required  depth  along  the  northerly  side  of  the  channel 
for  a  distance  of  1,420  feet  upstream  from  the  mouth  of  the  creek. 

A  survey  made  in  November,  1892,  showed  that  the  channels  dredged 
in  1881  and  1882  had  almost  reverted  to  their  original  condition,  hence 
the  appropriation  made  by  river  and  harbor  act  of  July  13,  1892,  viz, 
$9,620,  for  completing  the  improvement  in  accordance  with  the  approved 
plans  will  be  insufficient  for  that  purpose. 

The  expenditupes  during  the  fiscal  year  ending  June  30, 1894,  amount 
to  $8,752.06.  With  this  amount  the  channel  between  the  mouth  of  the 
creek  and  steamboat  dock  at  Keyport  was  redredged  on  its  southerly 
side  to  a  mean  low-water  depth  of  4J  feet  for  a  distance  of  2,100  feet 
upstream  from  Keyport  dock,  and  given  a  width  of  50  feet  for  the  first 
1,500  feet,  with  25  feet  for  the  remainder,  and  on  its  northerly  side 
redredged  to  a  similar  depth  with  a  width  of  25  feet  for  a  distance  of 
630  feet,  extending  from  Keyport  dock  upstream;  from  Winkson  Creek 
to  Mattawan  steamboat  dock  the  channel  was  redredged  to  a  mean  low- 
water  depth  of  4  to  5  feet  and  width  of  60  feet  for  a  distance  of  4,000 
feet. 

The  commerce  for  the  calendar  year  1893  is  reported  to  be  578,700 
tons,  against  320,500  tons  for  1892. 

July  1,  1893,  balance  unexpended $8, 998. 42 

June  30,  1894,  amount  expended  during  fiscal  year 8, 752. 06 

July  1,  1894.  balance  unexpended 246. 36 

Amount  appropriated  by  act  of  August  17,  1894 3,  Odo.  00 

Amount  available  for  fiscal  year  ending  June  30,  1895 3,246. 36 

i  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896      7, 000. 00 
■  SaJ>raitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     linrbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  F  12.) 

i.?.  Shoal  Harbor  and  Compton  Creek^  New  Jersey. — Shoal  Harbor  is 
an  indentation  of  the  shore  on  the  south  side  of  Sandy  Hook  Bay,  5 
miles  west  of  the  entrance  to  Shrewsbury  Uiver.  It  is  bare  at  low  water 
and  the  water  deepens  so  gradually  outward  that  the  5-foot  curve,  mean 
low  water,  is  only  reached  at  a  distance  of  3,000  feet  from  the  high- water 
line.  Compton  Creek,  which  flows  into  Shoal  Harbor,  is  5  to  G  miles 
long  with  3  to  5  feet  of  water  iu  the  lower  reath.  At  one-quarter  of  a 
mile  from  its  mouth  it  is  crossed  by  a  fixed  bridge,  which  limits  navi- 
gation.   Between  this  bridge  and  the  harbor  there  is  a  harbor  of  refuge 
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of  limited  capacity,  having  a  depth  of  9  feet  iu  places,  to  which  fishing 
vessels  resort  when  the  tides  allow  them  to  cross  the  shoal  at  the 
entrance.    The  range  of  the  tide  is  4.5  feet. 

The  plan  of  improvement  adopted  in  1884  had  in  view  the  connection 
of  the  5-foot  mean  low-water  curve  of  the  creek  on  the  inside  with  the 
5-foot  curve  of  the  bay  by  means  of  a  dredged  channel  150  feet  wide, 
and  the  protection  of  this  channel  against  shoaling  by  means  of  a  tim- 
ber dike  placed  on  the  west  side  of  the  harbor,  at  a  total  estimated 
cost  of  $64,130. 

The  total  expenditure  on  this  improvement  to  June  30,  1893,  was 
$5,139.29,  with  which  the  channel  was  dredged  in  1891  to  a  mean  low- 
water  depth  of  4J  feet  for  a  distance  of  1,200  feet,  beginning  near  the 
bulkhead  at  the  mouth  of  the  creek,  with  a  width  of  100  feet  for  the 
first  800  feet,  and  70  feet  for  the  remainder.  A  survey  made  iu  October 
1892  showed  that  this  channel  had  deteriorated  to  widths  of  from  60  to  80 
feet,  and  mean  low-water  depths  of  from  3.2  to  4.2  feet. 

No  work  of  improvement  has  been  done  during  the  fiscal  year  ending 
June  30,  1894.  An  offer  was  received  and  accepted  to  dredge  this 
channel  at  54  cents  per  cubic  yard,  the  work  to  commence  upon  the 
completion  of  the  work  on  Elizabeth  Kiver,  awarded  to  the  same  bidder, 
and  on  which  his  plant  is  now  engaged.  This  work,  it  is  expected,  will 
be  finished  in  the  month  of  July. 

The  commerce  of  the  creek  is  reported  for  the  calendar  year  1893  to 
be  69,500  tons,  against  62,000  tons  for  1892. 

July  1,  1893,  balance  unexpended $2, 860. 71 

July  1,  1894,  balance  unexpended 2, 860. 71 

Amount  appropriated  by  act  of  August  17,  1894 3, 000. 00 

Amount  available  for  fiscal  year  ending  J  uno  30,  1895 5, 860. 71 

{Amount  (estimated)  required  for  completion  of  existing  project 53, 130. 00 
Amount  tbat  can  be  profitably  expended  in  fiscal  year  eudiug  June  30, 1896      8,  000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  F  13.) 

14.  Shrewsbury  River ^  New  Jersey. — When  the  present  project  for  this 
improvement  was  adopted  in  1879,  the  river  was  obstructed  by  a  num- 
ber of  shifting  sand  bars,  which  had  caused  the  complete  suspension  of 
navigation  in  the  South  Branch,  and  only  permitted  the  passage  of 
vessels  engaged  in  commerce  up  the  North  Branch  at  or  near  high 
water.  A  considerable  trade  was  carried  on,  however,  even  under  these 
difficult  conditions. 

The  project  originally  adopted  was  to  dredge  a  channel  G  feet  deep 
at  mean  low  water,  and  Irom  300  to  150  feet  in  width  across  the  shoals 
from  the  mouth  to  Ked  Bank  on  the  North  Branch,  8  miles,  and  Branch- 
port  on  the  South  Branch,  9  miles,  maintaining  these  channels  by  longi- 
tudinal dikes.  This  project  has  not  been  modified  as  to  the  end  sought, 
but  estimates  of  the  diking,  dredging,  and  cost  have  been  increased 
from  time  to  time. 

The  amount  exi)ended  on  this  project  to  June  30,  1893,  was  $227,- 
646.55. 

With  this  amount  numerous  dikes  have  been  built  and  maintained 
and  channels  dredged  and  ledredged  iu  various  parts  of  both  branches 
and  main  stem,  6  feet  deep  and  from  25  to  100  feet  wide. 
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The  expenditures  as  shown  for  the  present  fiscal  year  amount  to 
$0,770.55.  Of  this  amount  $4,025.02  was  due  for  work  performed  in  the 
previous  fiscal  year  and  reported  in  Annual  Report  of  the  Chief  of  Engi- 
neers, 1893,  Part  I,  p.  1130. 

The  work  during  the  fiscal  year  consisted  in  oi>ening  up  the  naviga- 
ble channels,  which  w.ere  partially  filled  with  sand  during  the  past 
winter,  by  the  removal  of  two  bars  to  a  depth  of  7  feet  mean  low  water, 
one  in  the  Xorth  Branch  above  Upper  Rocky  Point,  the  other  in  the 
South  Branch,  opposite  Dike  J;  the  former  to  a  length  of  140  feet  and 
width  of  150  feet,  and  the  latter  to  a  length  of  280  feet  and  width  of 
75  feet.  This  work  required  the  excavation  of  4,200  cubic  yards  of 
matcriaL    Necessary  repairs  to  the  dike  at  the  mouth  were  also  made. 

The  commerce  of  the  river  was  reported  for  the  calendar  year  1392 
to  be  072,000  tons.  This  has  increased  to  737,000  tons  for  the  calendar 
year  1893. 

Jnly  1,  1893,  balance  unexpended $6, 853. 45 

June  30y  1894,  amount  expended  during  fiscal  year 6,  776. 55 

July  1,  1894,  balance  unexpended  ...."" 76. 90 

July  1,  1894,  outstanding  liabilities 9. 00 

July  1,  1894,  balance  available 67. 90 

Amount  appropriated  by  act  of  August  17,  1894 5, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 5, 067. 90 

{Amount  (estimated)  required  for  completion  of  existing  project 15, 062. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  en  ding  June  30,1896    15, 062. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
barbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  F  14.) 

15.  Manasqvan  (Squan)  River y  New  Jersey. — In  its  original  condition 
this  stream  had  a  depth  of  from  4  to  0  feet  at  mean  low  water  for  sev- 
eral miles  above  its  mouth,  but  was  obstructed  at  its  outlet  into  the 
ocean  by  a  sand  spit,  which  had  deflected  the  stream  into  a  channel 
parallel  with  the  beach,  communicating  with  the  ocean  across  shifting 
sand  bars,  on  which  the  best  depth  did  not  exceed  1^  feet  at  mean  low 
water;  mean  range  of  tide  2.4  feet.  In  severe  storms  this  channel 
was  sometimes  entirely  closed  by  sand,  remaining  so  until  the  fresh 
water  in  the  river  had  accumulated  suifficlently  to  force  a  new  outlet. 
Under  these  conditions  the  river  could  not  be  used  by  commerce. 

The  project  for  its  improvement  was  adopted  in  1879  and  contem- 
plated dredging  the  lower  river  and  obtaining,  by  means  of  jetties,  a 
permanent  outlet  nearly  at  right  angles  to  the  beach,  with  a  depth  of 
6  feet  at  mean  low  water,  at  an  estimated  cost  of  $52,120.  This  was 
increased  to  $72,000  in  1882,  the  increase  being  due  to  advanced  x)rices 
and  to  a  proposed  increase  in  the  length  of  the  jetties. 

The  amount  expended  under  this  project  to  June  30,  1893,  was 
$39,000. 

With  this  amount  two  jetties  had  been  constructed,  but  neither  to 
its  full  length,  appropriations  having  ceased  in  1882.  No  permanent 
improvement  had  been  effected. 

An  appropriation  of  $2,000  was  made  in  the  act  of  September  19, 
1800,  to  be  exjiended  in  the  removal  of  obstructions  placed  by  the  Gov- 
ernment at  the  mouth  of  the  river,  if,  in  the  discretion  of  the  Secretary 
of  War,  the  same  should  be  done.    There  were  no  expenditures  during 
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the  fiscal  year  ending  June  30, 1894,  as  the  removal  of  the  obstructions 
alluded  to  in  the  act  of  September  19, 1890,  was,  in  the  opinion  of  the 
engineer  in  charge,  deemed  unnecessary,  and  so  reported  under  date 
of  December  19,  1890,  and  was  approved  by  the  Secretary  of  War 
December  30, 1890. 

July  1, 1893,  balance  unexpended : $2,000.00 

July  1,  1894,  balance  unexpended :>,000.00 

(  Amount  (estimated)  required  for  completion  of  existing  project 31,  000. 00 

<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867. 

(See  Appendix  F  la.) 

16.  Removing  sunken  vessels  or  craft  obstructing  or  endangering  navi- 
gation, — The  wrecks  of  three  canal  boats  lying  in  the  channel  of  Eliza- 
beth Kiver,  New  Jersey,  for  the  removal  of  which,  by  the  United  States, 
an  allotment  of  $800  was  authorized  by  the  Secretary  of  War  March 
26, 1894,  have  been  removed  by  the  owner,  George  A.  Morrell,  of  Eliza- 
beth, N.  J.,  at  his  own  expense. 

(See  Appendix  F  IC.) 

IMPROVEMENT  OF  RIVERS  AND  HARBORS  IN  SOUTHERN  NEW  JER- 
SEY;  of  DELAWARE  RIVER  AND  BAY,  AND  OF  WATEKS  TRIBU- 
TARY THERETO,  NEW  JERSEY,  PENNSYLVANIA,  AND  DELAWARE. 

This  district  was  in  the  charge  of  Maj.  C.  W.  Eaymond,  Corps  of  Engi- 
neers; Division  Engineer,  Col.  Henry  L.  Abbot,  Corps  of  Engineers. 

1.  Delaware  Biver^  Nexo  Jersey  and  Pennsylvania, — Trenton,  the  head 
of  natural  navigation  on  the  Delaware  Eiver,  is  about  30  miles  above 
the  upper  part  of  the  ix)rt  of  Philadelphia.  In  its  original  condition 
this  part  of  the  river  was  obstructed  by  shoals  at  the  following  locali- 
ties: Between  Bordentown  and  Trenton,  a  distance  of  about  5  miles, 
a  narrow  and  circuitous  channel  existed,  which  carried  from  3  to  6  feet 
at  mean  low  water;  at  Kinkora  Bar,  about  9  miles  below  Trenton,  a 
shoal  carrying  7^  feet,  and  at  Five  Mile  Bar,  at  the  upper  part  of 
Philadelphia,  a  shoal  across  the  Pennsylvania  Channel  carrying  only  3 
to  4  feet  at  mean  low  water,  there  being,  however,  13  feet  of  water  past 
Five  Mile  Bar,  in  the  New  Jersey  Channel,  passing  south  of  Petty 
Island. 

Below  Philadel])hia  the  river  in  its  original  condition  presented 
obstructions  at  Mifflin  Bar,  which  reduced  the  depth  at  mean  low  water 
to  17  feet;  at  Schooner  Ledge  and  Cherry  Island  Flats  to  18  feet;  at 
Bulkhead  Shoal  and  Dan  Baker  Shoal  to  about  20  feet. 

In  that  part  of  the  Delaware  River  between  Trenton,  N.  J.,  and 
Bridesburg,  Pa.,  efforts  in  the  past  have  been  directed  toward  relieving 
commerce  from  the  obstructions  which  exist  in  the  upper  9  miles  of  the 
river  and  deepening  the  channel  across  Kinkora  Bar. 

Previous  to  1885  the  efforts  to  improve  the  i  iver  between  Philadel- 
phia and  the  bay  were  confined  to  dredgiug,  except  at  Schooner  Ledge, 
where  solid  rock  was  removed  under  appropriaticms  for  special  locali- 
ties and  also  under  general  appropriations  for  the  Delaware  River 
below  Bridesburg. 

A  Board  of  Engineers,  convened  by  direction  of  the  Secuetary  of  War 
for  the  purpose  of  considering  the  subject  of  permanent  improvement 
of  Delaware  River  and  Bay,  recommended,  under  date  of  January 
23,  1885,  the  formation  of  a  ship  channel  from  a  point  opposite  Phila- 
««delphin,  and  about  midway  between  the  American  Shipbuilding  Corn- 
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pany's  yard  and  the  Gas  Trust  wharf,  to  deep  water  in  Delaware  Bay, 
having  a  least  width  of  COO  feet  and  a  depth  of  20  feet  at  mean  low 
water.  The  formation  of  such  a  channel  is  to  be  obtained,  except  at 
Schooner  Ledge,  where  rock  would  require  to  be  removed,  by  regulating 
the  tidal  flow  by  means  of  dikes,  with  recourse  to  dredging,  where 
necessary,  as  an  aid  to  such  contracting  and  regulating  works.  The 
estimated  cost  of  obtaining  a  channel  of  the  above  dimensions  is  about 
$2,425,(KK),  which  covers  the  estimated  cost  of  the  permanent  improve- 
ment of  the  Delaware  Eiver  between  the  upper  part  of  Philadelphia 
and  deep  water  in  the  bay.  This  estimate  of  cost  does  not  include  the 
improvement  of  Philadelphia  Harbor,  which  is  a  separate  project. 
With  the  present  requirements  of  commerce  above  Philadelphia  it  is 
not  considered  that  the  part  of  the  river  lying  between  Trenton  and 
Bridesburg  demands  any  further  improvement. 

The  entire  amount  expended  on  the  improvement  of  the  Delaware 
Eiver  from  1830  to  June  30, 1893,  under  appropriations  both  for  special 
localities  and  the  general  river,  was  $2,103,825.73,  of  which  $118,500  was 
expended  on  that  part  of  the  river  between  Ti'enton  and  the  upper  part 
of  Philadelphia.  As  a  result  of  this  expenditure  there  had  been  formed 
at  the  latter  date  a  channel  of  navigable  width  and  7^  feetdeei)  at  mean 
low  w^ater  through  the  bars  between  Bridesburg  and  Borden  town;  a 
channel  across  Kinkora  Bar  7 J  feet  deep;  a  channel  across  Five  Mile 
Bar  200  feet  wide  and  from  12  to  15  feet  deep ;  a  channel  from  200  to  400 
feet  wide  and  from  24  to  20  feet  deep  through  the  shoal  areas  at  Port 
Eichmond ;  a  channel  across  Mifflin  Bar  150  feet  wide  and  from  24  to 
24.4  feet  deep;  a  channel  through  Schooner  Ledge  330  feet  wide  and24 
feet  deep,  except  over  a  small  area  recently  discovered,  where  the  depth 
is  reduced  to  23  feei  at  mean  low  water;  a  channel  through  Cherry 
Island  Fhits  200  feet  wide  and  20  feet  deep,  and  a  channel  across  Bulk- 
head Bar  from  100  to  340  feet  wide  and  from  24  to  20  feet  deep. 

The  channel  between  Philadelphia  and  Camden  across  Smith  Island 
Bar  had  been  improved  by  the  formation  of  a  dredged  cut,  protected 
by  revetment,  so^s  to  give  a  channel  100  feet  wide  with  a  minimum 
depth  of  6  feet  at  mean  low  water.  The  revetment  on  the  south  side 
of  this  channel  has  been  removed  in  the  work  of  improving  the  harbor 
of  Philadeli)hia,  and  the  revetment  on  the  north  side  will  be  removed 
in  July,  1894. 

During  the  fiscal  year  ending  June  30, 1894,  the  sum  of  $50,383.16 
was  expended  in  surveys,  examinations,  the  repair  of  the  dike  at 
Bulkhead  Bar,  under  the  existing  contraet  for  repair  of  the  dike 
at  Mifflin  Bar  and  dredging  at  Cherry  Island  Flats,  making  a  total 
expenditure  since  1836  of  $2,214,208.89,  of  which  $862,208.89  has  been 
expended  on  the  present  project. 

The  changes  during  the  past  fiscal  year  are  summarized  as  follows : 

The  dredged  channel  across  Kinkora  Bar  has  shoaled  the  minimum 
depth  at  mean  low  water,  being  now  about  7^  feet.  At  Five  Mile  Bar 
the  dike  has  formed  a  channel  from  13  to  15  feet  deep  at  mean  low 
water  and  270  feet  wide.  At  Mifflin  Bar  the  channel  has  a  least  depth 
of  24.6  feet  at  mean  low  water.  The  24-foot  channel  has  now  a  minimum 
width  of  100  feet.  At  Cherry  Island  Flats  a  channel  was  dredged  400 
feet  wide  and  from  25  to  27  feet  deep.  This  channel  is  now  shoaled  to 
a  depth  of  less  than  24  feet  over  a  distance  of  4,000  feet,  the  minimum 
depth  being  19  feet  at  mean  low  water.  At  Bulkhead  Bar  the  24-foot 
channel  has  a  least  width  of  350  feet.  The  26-foot  channel  has  shoaled 
for  a  distance  of  about  1,200  feet,  the  minimum  depth  over  this  distance 
being  25.1  feet  at  mean  low  w^ater. 
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July  1, 1893,  balance  uiioxpended $138, 174. 27 

June  30,  1894,  amount  expended  during  fiscal  year 50, 383. 16 

July  1, 1894,  balance  unexpended 87, 791. 11 

July  1,  1894,  outstanding  liabilities $1, 101. 68 

July  1,  1894,  amount  covered  by  uncompleted  contracts 30, 253. 32 

31, 355. 00 

July  1,1894,  balance  available 56,436.11 

Amount  appropriated  by  act  of  August  17,  1894 170, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 226, 436. 11 

f  Amount  (estimated)  required  for  completion  of  existing  project 1, 305, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June 
30,  1896 500,000.00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893.      . 

(See  Appendix  G  1.) 

*  2.  Harbor  heticeen  Philadelphia^  Pa.^  and  Camden,  N.  J. — At  the 
time  of  the  adoption  of  the  present  project  the  islands  in  the  Dela- 
ware River  between  Philadelphia  and  Camden  compelled  the  flood 
and  ebb  currents  to  pursue  different  paths,  narrowed  the  existing 
channels,  and  prevented  the  extension  of  wharves  necessary  for  the 
purposes  of  commerce.  The  j)lan  of  improvement  originally  adopted 
by  Congress  provides  for  the  removal  of  Smith  and  Windmill  islands 
and  a  part  of  Petty  Island,  and  the  formation  of  a  channel  of  ample 
depth  and  about  2,000  feet  in  width  from  Kaighn  Point  to  Fishers 
Point.  The  project  contemplates  the  advance  of  wharves  and  bulk- 
heads on  both  the  Philadelphia  and  Camden  shores  during  the  progiess 
of  the  work.  The  excavation  is  to  be  done  by  the  General  Govern- 
ment. The  advance  of  wharves  and  bulkheads  is  under  the  control  of 
the  local  authorities  and  private  owners,  a  portion  of  the  material  to 
be  removed  by  the  Government  being  considered  available  for  the 
necessary  filling.  The  estimated  cost  of  the  work  to  be  done  by  the 
United  States,  exclusive  of  the  cost  of  the  islands,  is  $3,500,000. 

The  project  was  modified  by  Congress  in  the  sundry  civil  act 
approved  March  3,  1891,  by  authorizing  a  change  in  the  line  limiting 
the  excavation  on  Petty  Island,  and  by  requiring  that  all  material 
removed  under  appropriations  made  to  that  date  should  be  deposited 
and  spread  on  League  Island.  The  latter  requirement  was  revoked 
by  Congress  in  the  river  and  harbor  act  approved  July  13, 1892,  which 
I)rovides  that  the  material  removed  may  be  deposited  in  any  place  or 
places  approved  by  the  engineer  officer  in  charge  of  the  work. 

The  amount  expended  under  the  project  to  June  30,  1803,  was 
$l()0,534.r>2.  At  tbat  date  7,825  linear  i'eet  of  revetment  had  been 
removed,  918,537  cubic  yards  of  material,  as  measured  in  scows,  had 
been  excavated  by  dredging,  and  G14,9G4  cubic  yards  had  been  depos- 
ited on  League  Island. 

During  the  fiscal  year  ending  June  30,  1894,  14,839  linear  feet  of 
piling  and  revetment  were  removed  from  Smith,  Windmill,  and  Petty 
islands,  4,924,390  cubic  yards  of  material,  as  measured  in  scows,  were 
dredged  from  Smith,  Windmill,  and  Petty  islands  and  the  adjacent 
shoals,  and  1,021,123  cubic  yards,  as  measured  in  scows,  were  deposited 
on  League  Island. 

Smith  and  Windmill  islands  were  dredged  to  a  ])lanc  12  feet  below 
mean  low  water,  and  the  north  side  of  Petty  Island  was  dredged  back 
so  as  to  make  the  minimum  width  of  the  I'enusylvania  channel  at  that 
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poiat  about  1,400  feet.    Work  was  carried  on  under  a  cou tract  with  the 
American  Dredging  Company,  dated  June  1, 1893. 

During  the  fiscal  year  ending  June  30,  1895,  it  is  expected  that  all 
remaining  revetment  will  be  removed,  that"  at  least  2,700,000  cubic 
yards,  as  measured  in  scows,  will  be  excavated  and  deposited,  and  that 
at  least  700,000  cubic  yards,  as  measured  in  place,  will  be  deposited 
and  spread  6n  League  Island. 

Jnly  1,  1893,  balance  unexpended $1,088,465.48 

JiiDe  30,  1894,  amount  expended  during  fiscal  year 750, 792. 84 

.lul V  1 ,  1894,  balance  unexpended 329, 672. 64 

Jnly  1,  1894,  outstanding  liabilities $156, 093. 38 

.July  1,  1894,  amount  covered  by  uncompleted  contracts. .     173, 579. 26 

329, 672. 64 


Amount  appropriated  by  sundry  civil  act  of  August  18, 1894 250, 000. 00 

'  Amount  (estimated)  required  for  completion  of  existing  project 2, 009, 000. 00 

Amount  tbat  can  be  profitably  expended  in  fiscal  year  euding  Juno 

30,1896 1,000,000.00 

Submitted  in  compliance  witb  requirements  of  sections  2  of  river 

and  harbor  acta  of  1866  and  1867  and  of  sundry  civil  act  of  March 

3, 1893. 

(See  Appendix  G  2.) 

3.  Schuylkill  River^  Pennsylcania, — When  the  work  of  improvement 
was  commenced  in  1870  tbere  was  a  channel  of  entrance  into  the  mouth 
of  the  river  carrying  a  depth  of  only  10  feet  at  mean  low  water. 

The  original  project  under  which  work  was  commenced  in  1870  pro- 
posed the  formation  of  a  channel  100  feet  wide,  with  a  depth  of  20  feet, 
from  the  mouth  of  the  river  to  Gibson  Point,  about  4  miles,  and  a 
depth  of  18  feet  from  thence  to  Chestnut  street  bridge,  in  Philadelphia, 
about  3  miles. 

In  1875  and  1883  this  project  was  amended  so  as  to  increase  the  low- 
water  channel  between  the  mouth  and  Girard  Point,  a  distance  of 
about  1  mile,  to  400  feet  wide  and  24  feet  deep,  and  from  Girard  Point 
to  Gibson  Point,  about  3  miles,  to  250  feet  wide  and  20  feet  deep.  In 
1892  the  project  was  agaiti  modified  so  as  to  provide  for  the  construc- 
tion of  dikes  to  maintain  a  navigable  depth  at  the  mouth.  The  esti- 
mated cost  of  the  entire  improvement  is  $529,959, 

The  amount  expended  upon  this  project  to  June  30,  1893,  was 
$453,784.59,  and  had  resulted  in  the  formation  of  a  channel  about  150 
feet  wide  and  from  18  to  21.4  feet  deep  at  mean  low  water  across  the 
bar  at  the  river^s  mouth;  a  channel  about  250  feet  wide  and  from  20 
to  24  feet  deep  from  inside  the  bar  to  Gibson  Point,  except  at  Yankee 
Point,  where  the  width  is  300  feet;  and  from  thence  to  Chestnut  street 
bridge  a  channel  of  navigable  width  and  from  17  to  20  feet  deep. 

During  the  fiscal  year  ending  June  30, 1894,  the  sum  of  $24,100.19 
was  expended  in  repairs  to  tbe  pile  and  earthen  dikes  at  the  mouth  of 
the  river,  planting  willow  trees  along  the  length  of  the  earthen  dike, 
and  in  dredging  between  Girard  and  Gibson  points.  All  the  work  of 
dredging  contemplated  by  the  project  has  been  completed.  ' 

The  dei)th  of  the  channel  over  the  bar  at  the  mouth  has  increased  2 
feet,  the  minimum  depth  being  21.4  feet  at  mean  low  water.  The  dis- 
tance across  the  bar  is  lessened  270  feet,  the  24-foot  curves  of  depth 
on  either  side  of  it  having  approached  each  other.  It  is  proposed 
to  apply  available  funds  to  dike  construction  and  to  dredging,  if  found 
necessary. 
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July  1,  1893,  balance  unexpended $31, 215. 41 

June  30,  1894,  amount  expended  during  fiscal  year 24, 100. 19 

July  1,  1894,  balance  unexpended 7, 115.22 

Amount  appropriated  by  act  of  August  17,  1894 20,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 27, 115. 22 

{Amount  (estimated)  lequired  for  completion  of  existing  project 24, 959. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    24, 959. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  G  3.) 

4.  Ice  Harbor  at  Marcus  HooJcj  Pennsylvania, — This  work,  in  its 
present  plan,  was  commenced  in  1866,  the  object  being  to  provide  a 
harbor  in  the  Delaware  River  to  protect  vessels  against  moving  ice. 

In  1 785  the  Commonwealtb  of  Pennsylvania  built,  for  tbe  conven- 
ience of  commerce,  piers  at  Marcus  Hook,  extending  from  the  shore 
line  into  tbe  river.  It  is  assumed  that  at  some  subsequent  time  these 
shore  piers  were  turned  over  to  the  United  States,  since  in  1829  an 
approi)riation  was  made  of  $5,000  for  repairing  these  piers,  improving 
the  harbor,  and  removing  obstructions.  No  further  appropriation  was 
made  until  1866. 

At  this  latter  date  the  project  was  adopted  for  the  construction  of 
detached  piers  in  the  harbor,  consisting  of  stone  superstructures  upon 
crib  foundations  filled  with  stone,  together  with  the  deepening  of  the 
harbor,  by  dredging. 

In  1881  it  was  proposed  to  increase  the  area  of  the  harbor  by  the 
construction  of  a  bulkhead  about  1,800  feet  in  length,  parallel  to  the 
shore  line  and  about  150  feet  outside  of  high-water  line,  and  the  deep- 
ening of  this  added  area  by  dredging.  Nothing  was  done  toward  the 
carrying  into  effect  of  the  modification  of  1881,  on  account  of  the 
objections  of  some  of  the  abutting  property  owners,  and  in  1881  this 
hitherto  proposed  modification  was  abandoned  and  an  increased  depth 
proposed  for  the  areas  protected  by  the  detached  piers  outside  of  the 
natural  shore  line  of  the  river. 

The  amount  expended  from  1866  to  June  30, 1803,  was  $210,635.62, 
which  was  applied  to  the  construction  of  two  landing  piers  and  seven, 
detached  ice  piers,  the  deepening  by  dredging  of  the  protected  area, 
the  placing  of  mooring  piles,  repairs  to  landing  piers  and  mooring 
piles,  and  the  necessary  examinations. 

During  the  fiscal  year  ending  June  30, 1894,  two  landing  piers  were 
repaired  and  one  group  of  mooring  piles  was  replaced  at  a  cost  of 
$416.99. 

July  1,  1893,  balance  unexpended $3,364.38 

June  30,  1894,  amount  expended  during  fiscal  year 416. 99 

July  1,  1894,  balance  unexpended 2, 947. 39 

(See  Appendix  G  4.) 

5.  Ice  Harbor  at  head  of  Delaware  Bay^  Delaware. — The  act  of  August 
2,  1882,  appropriated  $25,000  for  the  commencement  of  work  on  the 
ice  harbor  at  the  head  of  Delaware  Bay,  to  include  the  removal  of  some 
sunken  piers,  the  remains  of  an  old  ice  harbor,  in  the  channel  ea^t  of 
Keedy  Island,  Delaware. 

The  desirability  of  an  ice  harbor  at  the  head  of  Delaware  Bay  has 
been  long  recognized,  but  until  the  improvement  of  the  main  ship  chan- 
nel shall  have  been  materially  advanced  it  is  believed  that  appropria- 
tions can  be  applied,  with  better  results  to  commerce,  to  the  improve- 
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ment  of  the  channel  rather  than  to  the  formation  of  an  ice  harbor  suited 
to  the  requirements  of  the  case.  As  to  location,  the  prevailing  judg- 
ment would  place  the  ice  harbor  at  or  very  neai*  Listen  Point,  but  since 
the  works  already  planned  for  the  improvement  of  the  channel  in  this 
part  of  the  river  involve  the  construction  of  about  11  miles  of  dikes, 
the  changes  which  may  result  from  such  extensive  constructions  render 
the  prior  location  of  an  ice  harbor  hazardous. 

The  amount  expended  to  June  30, 1893,  was  $8,763.07,  of  which  $3,700 
was  applied  to  the  removal  of  the  sunken  piers  back  of  Eeedy  Island, 
as  provided  in  the  act  of  August  2,  1882,  making  the  appropriation  of 
$25,000.  The  balance  was  expended  in  surveys,  examinations,  prelim- 
inary studies,  and  office  expenses. 

During  the  fiscal  year  ending  June  30,  1804,  no  expenditures  were 
made. 

July  1,  1893,  balance  unexpended $16,236.93 

July  1,  1894,  balance  unexpended 16,236.93 

(See  Appendix  G  6.) 

6.  Construction  of  iron  pier  in  Delaware  Bay,  near  Lewes,  Bel, — The 
original  project  for  this  work  proposed  the  construction  of  a  landing 
pier  about  1,700  feet  in  length,  extending  from  the  shore  south  of  the 
breakwater  into  Delaware  Bay  to  a  depth  of  22  feet  at  mean  low  water, 
the  pier  to  consist  of  a  substructure  of  wrought  iron  screw  piles  sur- 
mounted with  a  timber  superstructure.  The  work  was  commenced  in 
1871,  and  completed,  except  as  to  superstructure,  in  1880. 

The  amount  expended  to  June  30, 1890,  Avas  $308,453.66,  and  resulted 
in  the  construction  of  1,165  linear  feet  of  pier  21  feet  in  width,  and  546 
linear  feet  42  feet  in  width,  or  a  total  length  of  1,701  feet  The  depth 
of  water  at  the  outer  end  of  the  pier  head  was  about  21  feet  at  mean 
low  water. 

During  the  fiscal  year  ending  June  30, 1891,  $7,033  was  expended  in 
replacing  about  200  linear  feet  of  the  pier  destroyed  by  the  collisions 
of  wrecked  vessels  in  1889,  and  in  placing  fender  piles  along  1,200 
linear  feet  of  the  shore  arm  of  the  pier.  The  total  amount  expended 
in  construction,  repairs,  and  inspection  was  $378,500. 

During  the  fiscal  year  ending  June  30,  1894,  there  were  no  expendi- 
tures on  account  of  this  work. 

The  right  to  use  this  pier  for  railway  purposes,  granted  in  the  act  of 
July  15,  1870,  has  never  been  exercised,  and,  doubtless,  never  will  be, 
as  the  pier  has  not  suflftcient  strength  to  support  the  weight  of  modern 
freight  engines.  It  is  therefore  impossible  to  obtain  any  assistance 
from  the  railroad  company  in  maintaining  and  repairing  the  structure. 

The  timber  superstructure  is  greatly  impaired  by  natural  decay,  and 
is  in  a  dangerous  condition.  It  should  be  thoroughly  repaired  as  a 
matter  of  public  safety.    The  cost  of  this  work  will  not  exceed  $6,300. 

During  the  ice  period  of  the  winter  of  1892-'93  the  pier  suffered  some 
injuries  from  ice  or  vessels.  The  cluster  piles  at  the  pier  head  were 
broken  and  five  fender  piles  were  torn  out.  The  repair  of  these  inju- 
ries is  estimated  to  cost  about  $050. 

The  need  of  clear  regulations  governing  the  use  of  this  pier  and  the 
neighboring  anchorage  under  the  shelter  of  the  Delaware  Breakwater 
becomes  very  apparent  during  seasons  of  ice  and  storms,  when  the 
harbor  is  crowded  with  shipping.  Legislation  providing  for  the  estab- 
lishment of  such  regulations  with  penalties  for  their  enforcement  is 
recommended. 

An  appropriation  of  $860  is  recommended,  to  provide  for  urgent 
BNO  94 8 
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repairs  of  unexpected  injuries  and  the  supervision  and  protection  of 
the  property  and  adjacent  anchorage. 

(  Amoant  that  can  be  profitably  expended  in  fiscal  year  ending  June  30,1896    $7, 810. 00 
N  Submitted  in  complianoe  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  G  6.) 

7.  Delaware  Breakwater ^  Delaware. — Under  the  act  of  Congress,  May 
7, 1822,  $22,700  was  appropriated  for  a  survey  of  Delaware  Bay,  near 
Cape  Henloi)en,  for  the  purpose  of  determining  upon  the  site  for  a  har- 
bor of  shelter.  In  1828  an  appropriation  of  $250,000  was  made  for 
commencing  the  work  under  a  plan  submitted  by  a  board  of  commis- 
sioners appointed  by  Congress. 

The  project  of  the  board  contemplated  the  construction  in  the  con- 
cavity of  the  bay,  just  inside  Cape  Henlopen,  of  two  massive  works  in 
Win  jpierrcs  perdties  or  riprap  system,  separated  by  an  interval  or  gap  of 
1,350  feet,  the  greater,  called  the  breakwater,  to  afford  safe  anchorage 
during  the  gales  from  the  north  and  east;  the  other,  called  the  ice- 
breaker, to  protect  shipping  against  northwesterly  gales  and  the  heavy 
drifting  ice  of  the  bay.  This  project  was  completed  in  1869  under 
aggregate  appropriations,  including  the  first  for  survey,  of  $2,192,103.70. 
The  stone  used  in  the  work  amounted  to  892,528  gross  tons,  and  varied 
from  one-quarter  of  a  ton  to  7  tons  in  weight,  the  smaller  constituting 
the  bulk  of  the  mass,  the  larger  "used  to  cover  the  exterior  slopes. 

As  completed  in  1869  the  breakwater  is  2,558  feet  long,  and  the  ice- 
breaker  1,359  feet  long  on  top.  The  average  width  on  top  is  22  feet, 
and  at  base  160  feet.  The  top  is  from  12  to  14  feet  above  mean  low 
water. 

In  1882  a  project  was  adopted  for  closing  the  gap  between  the  break- 
water and  the  ice  breaker  by  means  of  a  random  stone  foundation  with 
a  concrete  superstructure.  The  random  stone  foundation  was  to  be 
brought  to  a  height  of  12  feet  below  low  water  with  a  width  on  top  of 
48  feet;  the  concrete  superstructure  to  have  a  width  on  bottom  of  24 
feet,  rising  to  a  height  of  12  feet  above  mean  low  water,  with  a  width 
on  top  of  12  feet.    The  estimated  cost  of  this  project  was  $675,000. 

In  1883  and  1884  the  project  was  modified  by  providing  a  foundation 
of  brush  mattresses  for  the  random  stone  substructure  and  omitting 
the  construction  of  a  pile  bridge  across  the  gap,  which  formed  part  of 
the  i)rqject  of  1882  for  closing  the  gap. 

In  1890  the  concrete  superstructure  was  further  modified  by  estab- 
lishing its  base  at  15  feet  below  low  water  by  making  it  rectangular  in 
section,  with  a  width  of  27  feet  and  height  of  27  feet,  and  by  construct- 
ing the  work  to  above  the  i)lane  of  high  water  of  large  concrete  blocks, 
above  which  concrete  in  mass  was  to  be  used.  The  estimated  cost  of 
the  modified  project,  including  the  $356,250  appropriated  from  1882  to 
1888,  was  8856,250. 

In  1891  the  random  stone  substructure  having  been  practically  com- 
pleted to  an  average  level  of  15  feet  below  low  water,  the  project  for 
the  hitherto  proposed  concrete  supers .'^ructure  was  modified  by  substi- 
tution of  random  stone  for  the  remaining  part  of  the  work,  so  as  to 
raise  the  structure  to  a  height  of  14  feet  above  mean  low  water,  with  a 
width  on  top  of  20  feet,  the  width  at  low  water  to  be  40  feet,  and  the 
slopes  below  this  plane  to  be  such  as  may  be  formed  by  the  action  of 
the  sea  J  between  low  water  and  the  top  the  slopes  to  be  about  1  on 
0.7,  formed  by  heavy  stones  laid  in  position.  The  estimated  cost  of 
completing  this  part  of  the  work  is  $270,000,  or,  including  the  8486,250 
appropriated  from  1882  to  1892,  the  cost  of  closing  the  gap  is  $756,250. 
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From  the  beginning  of  the  work  iu  1822  to  June  30, 1893,  the  total 
amount  expended  was  $2,678,191.20,  of  which  $486,087.50  was  expended 
on  the  existing  project  for  closing  the  gap,  the  substructure  having 
been  thereby  raised  to  the  level  of  mean  low  water  over  the  entire 
length  of  the  gap,  a  distance  of  1,350  feet. 

During  the  fiscal  year  ending  June  30, 1894,  the  sum  of  $109.88  was 
expended  in  office  expenses. 

Should  funds  become  available  it  is  proposed  to  apply  them  to  the 
construction  of  the  superstructure  and  the  strengthening  of  the  slopes 
if  necessary. 

The  increase  in  the  dimensions  of  vessels  since  the  present  harbor 
was  designed,  in  1822,  and  the  shoaling  which  has  ensued  behind  the 
breakwater  render  the  harbor  in  its  present  condition  inadequate  to 
the  requirements  of  commerce.  Upon  the  completion  of  the  present 
project  of  closing  the  gap  additional  anchorage  area  will  be  added  to 
the  harbor,  and  it  is  probable  that  the  shoaling  will  cease  and  the 
anchorage  be  deepened. 

Under  favorable  conditions  the  work  can  be  completed  in  a  single 
working  season.  Its  immediate  completion  is  urgently  necessary,  since 
the  substructure  in  its  present  condition  is  a  serious  danger  to  naviga- 
tion, being  invisible  at  the  higher  stages  of  the  tide.  Two  vessels  have  . 
been  totally  wrecked  upon  it  and  several  others  have  been  severely 
injured.  It  has  been  found  impossible  to  mark  it  in  such  a  way  as  to 
insure  the  safety  of  coasting  vessels.  The  appropriation  of  the  whole 
amount  necessary  for  the  completion  of  the  work  is  therefore  recom- 
mended. 

July  1,1893,  balance  unexpended $162.44 

June  SK),  1894,  amount  expended  during  fiscal  year 109. 88 

July  1,  1894,  balance  unexpended 52. 56 

Amount  appropriated  by  act  of  August  17, 1894 50,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 50, 052. 56 

{Amount  (estimated)  required  for  completion  of  existinj^  project 220, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896  220, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  G  7.) 

8.  Eancocas  River,  New  Jersey. — In  its  original  condition  Eancocas 
River  carried  a  minimnm  low-water  depth  of  4J  feet  between  the  mouth 
and  Centerton,  a  distance  of  about  l\  miles,  and  from  Centerton  to 
Mount  HoUy,  a  distance  of  about  5^  miles,  a  ruling  depth  of  about  2^ 
feet. 

The  original  project  of  1881  proposed  the  formation,  by  a  dike  at 
Coats  Bar  and  dredging  elsewhere,  of  a  channel  from  150  to  200  feet 
wide  and  6  feet  deep  at  mean  low  water  from  the  mouth  to  Centerton, 
and  from  thence  to  Mount  Holly  a  channel  5  feet  deep. 

Operations  were  carried  on  under  this  project  from  1881  to  1892, 
under  appropriations  aggregating  $30,000,  made  in  1881,  1882,  and 
1890.  To  the  close  of  the  fiscal  year  ending  June  30, 1893,  $34,745.13 
had  been  expended  in  the  formation  of  a  low-water  channel  100  feet 
wide  and  6  feet  deep  from  the  month  to  Centerton,  50  feet  wide  and  5 
feet  deep  for  a  distance  of  about  three- fourths  of  a  mile  above  Center- 
ton,  and  from  thence  to  Mount  Holly  25  feet  wide  and  4  feet  deep,  and 
in  the  removal  of  three  wrecks. 
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During  the  fiscal  year  ending  June  30,  1894,  the  sum  of  $115.19  was 
expended  in  office  expenses.  • 

July  1,  1893,  balance  unexpended $154.78 

June  30;  1894,  amount  expended  during  fiscal  year 115. 19 

July  1,  1894,  balance  unexpended 39.59 

Amount  appropriated  by  act  of  August  17,  1894 3, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 3, 039. 59 

{Amount  (estimated)  required  for  completion  of  existing  project 43, 000. 00 
Amount  tnat  can  be  profitably  expended  in  fiscal  vear  endingJune  30, 1896    12, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civU  act  of  March  3,  1893. 

(See  Appendix  G  .8.) 

.9.  AUoway  Creek,  New  Jersey. — In  its  original  condition  Alio  way 
Creek  was  obstructed  between  its  mouth  and  Quinton,  a  distance  of 
about  10  miles,  by  shoal  areas  in  the  upper  half  of  the  stream,  which 
reduced  the  low- water  depths  to  from  1.3  to  4  feet. 

The  original  project  of  1889  proposed  the  formation,  by  dredging,  of 
a  channel  6  feet  deep  at  mean  low  water  and  60  feet  wide  from  Quinton 
to  a  point  about  1,000  feet  above  the  Upper  Hancock  bridge;  from 
thence  a  channel  of  the  same  depth  and  75  feet  wide  to  a  locality  known 
as  the  Square,  where  the  work  is  to  be  supplemented  by  a  dike.  At  a 
locality  known  as  the  Canal,  in  addition  to  a  channel  of  the  last-named 
dunensions,  the  width  of  the  stream  was  to  be  increased  to  about  160 
feet  between  its  low- water  lines. 

Up  to  the  close  of  the  fiscal  year  ending  June  30,  1893,  $8,821  had 
been  expended  in  dredging  at  and  above  the  Canal,  at  the  Square, 
Upper  Hancock  bridge,  and  at  the  shoal  betweeathe  Square  and  Han- 
cock bridge,  whereby  channels  from  40  to  75  feet  wide  and  6  feet  deep 
at  mean  low  water  were  formed  through  the  worst  bars. 

During  the  fiscal  year  ending  June  30, 1894,  the  sum  of  $108.12  was 
expended  in  office  expenses. 

July  1,1893,  balance  unexpended $179.00 

June  30, 1894,  amount  expended  during  fiscal  year •. 108.12 

July  1,  1894,  balance  unexpended ......••. 70.88 

Amount  appropriated  by  act  of  August  17,  1894 8,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 3,070.88 

{Amount  (estimated)  required  for  completion  of  existing  project 13, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30,1896    13, 000. 00 
Subi?iitte<l  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 
(See  Appendix  G  9.) 

10.  Salem  River,  New  Jersey. — In  1872  the  upper  part  of  this  river 
was  separated  from  the  lower  part  by  a  dam  and  connected  with  the 
Delaware  River  by  a  canal.  Thus  two  independent  streams  were 
formed. 

In  its  original  condition  the  channel  of  the  Upper  Salem  Kiver  cai- 
ried  about  3  feet  at  mean  low  water  over  the  bar,  from  5  to  11  feet 
through  the  canal,  and  about  3  feet  to  Hoxie's  bridge. 

The  original  project  for  its  improvement  was  adopted  in  1881.  It 
provided  for  the  removal  of  a  shoal  near  Biddle's  Landing  at  an  esti- 
mated cost  of  $4,500.  The  work  done  in  1881  and  1882  resulted  in  the 
formation  of  a  channel  00  feet  wide  and  from  6  to  7  feet  deep  at  mean 
low  water  jfrom  the  head  of  the  canal  to  a  point  about  200  feet  above 
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Biddle's  Xianding,  leaving  about  700  feet  to  be  improved.  On  account 
of  shoaling,  it  was  then  estimated  that  the  completion  of  the  improve- 
ment would  cosb  ironi  $4,000  to  $6,000. 

The  amount  expended  upon  this  project  to  June  30, 1893,  was  $3,112.93. 

No  work  had  been  in  progress  since  1882  until  the  past  fiscal  year, 
and  during  that  year  the  sum  of  $2,349.80  was  expended  in  the  forma- 
tion, by  dredging,  of  a  low-water  channel  6  feet  deep  and  60  feet  wide, 
from  aeep  water  at  the  head  of  the  canal  for  a  distance  of  1,100  feet 
toward  Hoxie's  Landing,  and  in  office  expenses. 

It  is  believed  that  the  improvement  will  be  temporary. 

July  1, 1893,-balance  unexpended $2,396.41 

Jaiie  SOy  1894,  amount  expended  during  fiscal  year 2, 349. 80 

July  1, 1894,  balance  unexpended 46.61 

Amount  appropriated  by  act  of  August  17, 1894 1,700.00 

Amount  available  for  fiscal  year  .ending  June  30, 1895 1, 746. 61 

(i5ee  Appendix  G  10.) 

11.  Ooshen  CreeJc^  New  Jersey. — In  its  original  condition,  Goshen 
Creek  carried  a  low- water  depth  of  from  2  to  4  feet,  with  a  least  low- 
water  width  of  20  feet  and  a  high-water  width  of  36  feet,  from  Goshen 
to  a  point  about  4,000  feet  below;  and  from  thence  to  the  mouth,  a  dis- 
tance of  about  2,500  feet,  a  low-water  depth  of  from  3  to  6  feet  with  a 
least  width  of  30  feet. 

The  project  for  its  improvement,  adopted  in  1891,  proposed  the  deep- 
ening and  widening  by  dredging  of  the  4,000  feet  of  the  creek  below 
Goshen  Landing  to  a  low- water  depth  of  3  feet  and  a  width  of  30  feet; 
the  formation  of  a  dredged  channel  3  feet  deep  and  about  50  feet  wide 
through  the  bar  at  the  mouth  to  tbe  limit  of  the  sand  beyond  the  low- 
water  line  and  the  protection  of  the  channel  by  a  sheet-pile  jetty. 

The  improvement  was  commenced  during  the  iiscal  year  ending  June 
30, 1893,  and  to  the  close  of  that  year  the  sum  of  $2,770.16  was  expended 
in  widening  and  deepening  the  channel  to  the  proposed  dimensions  over 
a  distance  of  about  3,975  feet  below  Goshen  Landing.  By  this  work 
about  one-fourth  of  the  projected  improvement  has  been  completed  and 
the  navigable  conditions  have  been  proportionately  improved. 

The  sum  of  $206.70  was  expended  during  the  past  fiscal  year  for  office 
expenses. 

July  1,  1893,  balance  unexpended $229.84 

Jane  20,  1894,  amonn t  expended  during  fiscal  year 206. 70 

JnJy  1, 1894,  balance  unexpended 23. 14 

Amount  appropriated  by  act  of  August  17, 1894 3, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 1 3, 023. 14 

Amount  (estimated)  recinired  for  completion  of  existing  project 6, 000. 00 

Amountthat  can  be  profitably  expended  in  tiscalyear  ending  June  30, 1896      6, 000. 00 
Submitted  in  compliance  with  requirements  of  sectons  2  of  river  and 
i      harbor  acts  of  ItiGG  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  G  11.) 

13.  Removing  sunken  vessels  or  craft  obstrv-eting  or  endangering  navi- 
gation.— During  the  past  fiscal  year  the  following  wrecks  were  removed 
under  the  provisions  of  the  act  of  July  14,  1880.  The  schooner  Booth 
Brothers^  from  Brigantine  Shoal,  New  Jersey;  the  canal  boat  General 
Orantj  from  the  channel  of  the  Delaware  River  off  the  foot  Bridge 
street,  Bridesburg,  Pa. ;  a  portion  of  an  unknown  vessel,  from  the 
cLannel  opposite  Barnegat  Light,  New  Jersey;  the  schooner  Kenty 
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from  tlie  bar  above  the  head  of  Smith  Island,  Delaware  River:  the 
steamer  Maryland^  from  the  channel  of  Schuylkill  River,  below  roint 
Breeze;  and  the  canal  boat  Enterprise^  from  the  channel  in  Delaware 
River  at  the  entrance  to.  Salem  River,  New  Jersey.  The  cost  of  the 
work  of  removing  these  vessels  was  $3,262.93. 
(See  Appendix  G  12.) 

IMPROVEMENT    OF    RIVERS    AND    HARBORS    IN    DELAWARE,   AND    IN 
MARYLAND   AND   VIRGINIA,   EAST   OF    CHESAPEAKE   BAY. 

This  district  was  in  the  charge  of  William  F.  Smith,  UnitM  States 
agent,  major  of  engineers,  U.  S.Arniy,  retired;  Division  Engineer,  Col. 
William  P.  Craighill,  Corps  of  Engineers. 

1,  Wilmington  Harbor j  Delaware. — Previous  to  1836,  when  the  first 
appropriation  for  the  improvement  of  Christiana  River  was  made,  the 
depth  of  water  at  the  entrance  was  about  8J  feet.  The  minimum  depth 
in  the  channel  of  tne  portion  of  the  river  below  Third  street  bridge 
was  8  feet.  This  depth  was  increased,  by  dredging,  in  that  year  to  10 
feet.  Under  a  project  commenced  in  1871  and  completed  in  1881  a 
12-foot  channel  from  100  to  200  feet  wide  was  made  from  the  mouth  to 
above  the  city  of  Wilmington.  The  present  project  was  adopted  in 
1881,  and  is  for  a  15-foot  low-water  channel  from  the  mouth  of  the  river 
to  the  Pulp  Works,  with  a  width  of  150  feet  from  the  mouth  to  the 
Rolling  Mill  wharf,  100  feet  to  the  Delaware  and  Western  Railroad 
bridge,  and  75  feet  to  the  Pulp  Works.  The  project  included  further  a 
channel  12  feet  deep  and  50  feet  wide,  from  the  latter  works  to  the  Dela- 
ware Railroad  bridge,  and  construction  of  a  jetty  on  the  north  side  of 
the  mouth  of  the  river.  Dredging  operations  and  the  construction  of 
the  jetty  were  begun  in  the  following  year.  The  original  estimate  was 
$175,551,  which  was  increased  in  1883  to  $191,384  by  changing  the 
width  of  the  proposed  channel  to  150  feet  throughout.  In  1884  the  pro- 
ject was  amended  by  raising  the  height  of  the  jetty  4  feet.  An  exten- 
sion of  322  feet  to  the  jetty,  as  then  built,  was  also  proposed  and 
approved,  but  has  not  yet  been  carried  out. 

tip  to  the  close  of  the  fiscal  year  ending  June  30,  1893,  the  sum  of 
$215,840.21  had  been  expended  under  this  project.  There  was  then  an 
improved  channel  15  feet  deep  at  mean  low  water  and  150  feet  wide 
from  the  15-foot  depth  outside  the  bar  at  the  mouth  to  a  point  75  feet 
east  of  Market  street  bridge,  except  over  the  rock  below  Third  street 
bridge,  the  removal  of  which  to  15  feet  was  then  in  progress. 

During  the  past  fiscal  year  the  contract,  dated  November  19,  1892, 
for  dredging  and  renioval  of  rock,  was  completed,  and  the  channel 
extended  in  an  up-river  direction  4,370  feet.  Of  this  distance  the  lower 
2,590  feet  have  been  dredged  to  the  approved  width  of  150  feet;  within 
the  following  820  feet  the  channel  was  made  80  feet  wide,  and  the 
remaining  distance  of  9G0  feet  40  feet  wide,  terminating  at  the  Pulp 
Works,  the  upper  limitof  the  proposed  improvements.  Thedepth  made 
is  15  feet  at  mean  low  water.  The  ledge  of  rock  in  mid-river  below 
Third  street  bridge,  was  removed  by  blasting  to  the  same  depth.  The 
total  amount  of  material  removed  during  the  fiscal  year  was  85,411  cubic 
yards  sand,  gravel,  mud,  and  clay,  in  equal  i)roportions,  and  217  cubic 
yards  of  rock.  Vessels  drawing  from  12  to  15  feet  of  water  can  now 
reach  the  Walton  &  Whann  Chemical  Works  and  the  Pulp  Works  at 
any  stage  of  the  tide,  which  heretofore  they  could  do  only  at  high 
water. 
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There  remains  to  complete  the  present  project  the  widening  of  the 
channel  dredged  the  past  fiscal  year  to  the  approved  width  of  150  feet, 
and  the  extension  of  the  jetty. 

July  1, 1893,  balance  unexpended $27,909.79 

June  30, 1894,  amount  expended  during  fiscal  year 24, 716. 54 

July  1, 1894,  balance  unexpended 3, 193.25 

Amount  appropriated  by  act  of  Augfust  17, 1894 25, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 28, 193. 25 

f  Amount  (estimated)  required  for  completion  of  existing  project 22, 634. 00 

I  Amountthatcanbeprofitably  expended  in  fiscal  year  ending  June  30, 1896    22,  634. 00 
]  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
[     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  H  1.) 

^.  Ice  harbor  at  New  CastUj  Del. — This  harbor  is  one  of  the  oldest 
on  the  Delaware  River  constructed  for  the  protection  of  vessels  against 
floating  ice,  its  origin  dating  back  to  Colonial  times.  For  many  years 
it  was  the  northern  terminus  of  the  New  Castle  and  Frenchtown  Kail- 
road,  one  of  the  oldest  in  the  country,  from  which  transfers  were  made 
upon  boats  sailing  to  and  from  Philadelphia  and  farther  north.  Since 
the  beginning  of  the  present  century  its  improvement  and  enlarge- 
ment has  been  carried  on  by  the  United  States  Government  at  dif- 
ferent periods,  and  up  to  the  close  of  the  fiscal  year  ending  June  30, 
1893,  $235,200.94  had  been  expended. 

The  present  project,  which  was  adopted  in  1884,  provided  for  the 
repair  of  Pier  M,  the  placing  of  riprap  around  it  and  Pier  N,  and  the 
rebuilding  of  Pier  H;  also  the  increase  of  the  area  and  depth  of  the 
harbor  by  dredging,  the  amount  appropriated  therefor  being  822,000. 
The  project,  so  far  as  relates  to  the  ice  piers,  was  comi)leted  in  1891. 

During  the  past  fiscal  year  the  available  balance  of  the  appropriation 
of  September  19,  1890,  was  expended  in  dredging  the  shoaler  portion 
of  the  harbor  to  a  depth  of  18  feet  below  mean  low  water  from  the 
18-foot  contour  to  within  10  feet  of  the  wharf  line.  The  harbor  space 
for  deep-draft  vessels  was  thus  materially  increased.  This  completes 
the  project. 

The  harbor  in  its  present  condition  affords  the  best  shelter  in  winter 
to  vessels  proceeding  up  or  down  the  Delaware  when  the  ice  is  run- 
ning. It  has,  however,  on  many  occasions  proved  inadequate  to  pro- 
tect all  those  that  sought  refuge  in  exceptionally  severe  weather,  and, 
in  consequence,  those  moored  near  the  outer  ice  piers  were  much 
exposed.  An  additional  ice  pier  farther  out  in  the  river  would  give 
better  i>rotection,  and  as  the  ice  piers,  especially  the  older  ones,  are 
liable  to  be  damaged  by  ice  or  by  collision  with  vessels  and  may  need 
immediate  repairs,  a  small  sum  should  be  available  to  keep  them  in 
proper  condition. 

July  1, 1893,  balance  unexpended $3,583.00 

June  30, 1894,  amount  expended  during  fiscal  year 3, 454. 35 

July  1, 1894,  balance  unexpended 128.  65 

(See  Appendix  H  2.) 

3.  AppoquininiinJc  River^  Delaware. — This  stream  is  a  tidal  tributary 
of  Delaware  Bay,  flowing  through  Newcastle  County,  Del.  It  is 
navigable  for  about  10  miles  for  vessels  of  light  draft.  A  bar,  having 
only  1  j  feet  of  water  over  it  at  low  tide,  obstructs  the  mouth  of  the 
river  seriously  during  that  stage  of  the  tide.    The  average  rise  and 
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fall  of  the  tide  is  6  feet  at  the  mouth  and  3.2  feet  at  Odessa,  the  head 
of  navigatioD. 

The  project  for  improvement  proposed  in  a  report  on  a  survey  of  the 
river  made  in  1889  and  adopted  under  an  appropriation  made  by  the 
river  and  harbor  act  approved  September  19, 1890,  provides  for  dredg- 
ing a  channel  8  feet  deep  at  mean  low  water  with  a  width  of  100  feet 
from  the  mouth  to  New  bridge,  near  Townsend's  wharf,  and  thence  80 
feet  wide  to  the  county  bridge  at  Odessa,  a  total  distance  of  5  miles, 
the  estimated  cost  of  the  improvement  being  $39,963.  At  the  close  of 
the  fiscal  year  ending  June  30,  1893,  the  sum  of  $10,000  had  been 
expended  and  the  river  had  been  dredged,  in  a  down-river  direction, 
from  Watkins  wharf  to  a  point  6,762  feet  below  Odessa  bridge,  result- 
ing in  a  greatly  increased  harbor  space  at  the  town  of  Odessa  and  a 
marked  improvement  of  the  channel,  which  gave  great  relief  to  ship- 
ping. The  actual  distance  dredged  is  6,462  feet,  of  which  2,670  feet 
is  80  feet  wide  and  3,892  is  50  feet  wide 

There  were  no  operations  during  the  fiscal  year  1894,  the  appropria- 
tion having  been  exhausted  the  previous  year. 

Amount  appropriated  by  act  of  August  17, 1894 $5, 000. 00 

{Axnouut  (estimated)  required  for  completion  of  existing  project 24, 963. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    10,  000.00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  H  3.) 

4.  Smyrna  River^  Delaicare, — This  river,  formerly  called  Duck  Creek, 
bad,  before  improvements  began  in  1879,  a  minimum  depth  of  2J  feet 
within  the  river  and  about  4  feet  over  the  bar  at  the  mouth.  Naviga- 
tion was  possible  only  at  high  tide,  and  was  carried  on  by  one  steamer 
and  seven  small  schooners. 

In  1878  a  i)roject  was  made  for  the  improvement  of  the  whole  river, 
including  a  plan  for  deepening  the  channel  across  the  bar  at  the  mouth. 
By  special  direction  of  Congress  the  improvement  of  the  bar  was  com- 
menced first,  and  during  the  following  four  years  three  appropriations, 
aggregating  $10,000,  were  expended  in  dredging  a  channel  across  this 
obstruction  100  feet  wide  and  8  feet  deep  at  mean  low  water.  The 
dredged  channel  soon  filled  up  again. 

A  new  project  was  submitted  in  1887  for  a  7-foot  low-water  channel 
60  feet  wide  inside  the  river  and  100  feet  at  the  bar,  the  chanuel  at  the 
latter  point  to  be  protected  on  each  side  by  stone  jetties.  The  esti- 
mated cost  of  this  project  is  $90,098.40  The  portion  of  the  project 
relating  to  dredging  has  been  adopted,  tlie  estimated  cost  thereof  being 
$37,305.20 

Up  to  the  close  of  the  fiscal  year  ending  June  30,  1893,  the  sum  of 
$14,950.82,  had  been  expended  in  dredging  inside  the  river  and  a  chan- 
nel had  been  dredged  40  feet  wide  and  GJ  feet  deep  at  mean  low  water 
between  Smyrna  Lauding,  the  head  of  navigation,  and  Eagle  Nest 
Landing,  about  5  miles  below. 

The  channel  made  has  been  of  great  benefit  to  navigation  and  has 
facilitated  expeditious  and  regular  transportation  which  before  was 
impossible. 

During  the  past  fivscal  year  the  dredged  channel  was  widened  and 
deepened  to  the  full  approved  dimensions  at  six  different-  localities 
that  needed  the  enlargement  most,  five  within  the  upper  and  one  within 
the  middle  section  of  the  river,  and  upon  request  of  the  Smyrna  Steam- 
boat Company  a  cut  was  dredged  to  a  width  of  50  feet  and  a  depth  of 
7  feet  across  a  narrow  shoal  situated  one-halfof  a  mile  above  the  mouth 
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of  the  river;  19,593  cubic  yards  of  material  was  removed  duriug  these 
operations. 

Aboat  4  miles  of  the  channel  now  40  feet  wide  and  6J  feet  deep 
remain  to  be  enlarged  to  the  dimensions  called  for  by  the  project. 

Several  large  factories  .have  been  built  near  Smyrna  Landing  and 
the  erection  of  others  is  in  contemplation,  and  it  is  reported  that  these 
improvements  are  due  to  the  increased  shipping  facilities  afforded  by  the 
improved  channel. 

Julyl,  1893,  balance  nnexpended $3,049.18 

Jime  30, 1894,  amount  expended  during  fiscal  year 2, 855. 09 

July  1,  1894,  balance  unexpended 194. 09 

Amount  appropriated  by  act  of  August  17,  1894 5, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 5, 194. 09 

{Amount  (estimated)  re€|uired  for  completion  of  existing  project 11,  365. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    10, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893 

(See  Appendix  H  4.) 

5.  Murderkill  Rrver^  Delaware, — This  river  is  a  tidal  stream  and  a 
tributary  of  Delaware  Bay,  and  flows  through  Kent  County,  Del.  Its 
navigable  portion  is  about  9  miles  long.  The  condition  of  the  river  is 
fair  for  the  greater  part  of  its  length,  the  average  width  and  depth 
being  90  and  6  feet,  respectively.  Outside  the  junction  with  Delaware 
Bay,  however,  exists  a  serious  obstruction,  the  flats,  which  are  nearly 
bare  at  low  tide  and  extend-  for  nearly  a  mile  from  the  shore.  The 
average  rise  and  fall  of  the  tide  at  the  mouth  is  3.83  feet. 

The  project  for  improvement  proposed  in  a  report  on  a  survey  made 
in  1891  provides  for  a  channel  7  feet  in  depth  at  mean  low  water,  80 
feet  in  width  from  Frederica,  at  the  head  of  navigation,  to  the  mouth 
of  the  river,  and  150  feet  in  width  across  the  flats  at  the  mouth  to  the 
7-foot  depth  in  Delaware  Bay,  the  cut  at  the  mouth  to  be  protected  by 
forming  an  embankment  of  the  dredged  material  on  each  side,  the 
estimated  cost  being  $47,550. 

The  first  appropriation  for  this  improvement,  being  $7,000,  was  made 
by  the  river  and  harbor  act  of  July  13,  1892,  and  at  the  close  of  the 
fiscal  year  ending  June  30,  1893,  dredging  at  the  mouth  of  the  river 
was  in  progress,  $153.90  having  been  expended,  and  a  cut  220  feet  long, 
60  feet  wide,  and  5  feet  deep  at  mean  low  water  had  been  dredged  at 
the  shore  end  of  the  proposed  channel  across  the  flats. 

Operations  were  continued  during  the  first  two  months  of  the  fiscal 
year,  and  were  completed  on  August  31,  the  5-foot  channel  60  feet  in 
width  having  been  dredged  across  tlve  flats  to  the  corresponding  depth 
in  Delaware  Bay,  a  distance  of  4,840  feet. 

Immediately  after  the  cut  had  been  completed  a  steamboat  line  was 
established  between  the  town  of  Frederica  and  Philadelphia,  the  boat 
making  semiweekly  trips. 

July  1,  1K93,  balance  unexpended $6,847.10 

June  30,  1894,  amonn  t  expended  during  tiscal  year 6,  823. 32 

July  1,  1894,  balance  unexpended 23. 78 

Amoant  appropriated  by  act  of  August  17,  1894 *  6, 500. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 6, 523.  78 


I 


•  Of  this  amount  $1,500  may  be  used  in  removing  shoal  at  month  of  St.  Jones 
Biver. 
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{Amount  ^estimated)  required  for  completion  of  existing  project $35, 550. 00 
Amount  tnat  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    10, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  H  6.) 

6.  Miapillion  River ^  Delaware. — This  river  is  a  tributary  of  Delaware 
Bay  and  enters  the  latter  about  17  miles  northwest  of  Cape  Henlopen. 
It  is  navigable  for  about  12  miles,  as  far  as  Milford,  a  thriving  town 
with  shipyards  and  numerous  factories.  The  mouth  of  the  river  is 
greatly  obstructed  by  a  flat  foreshore  without  a  channel.  Vessels  can 
only  enter  and  depart  at  high  water,  which  rises  on  an  average  4  feet. 

The  river  from  Milford  to  the  mouth  was  improved  by  the  General 
Government  between  the  years  1879  and  1889,  and  $17,000  expended 
in  making  a  channel  40  feet  wide  and  6  feet  deep  at  mean  low  water. 

The  project  for  improvements  at  the  mouth  of  the  river,  proposed  in  a 
report  on  a  survey  made  in  1891,  provides  for  a  cut  across  the  flats  in 
a  southeasterly  direction,  having  a  width  of  150  feet  and  a  depth  of 
6  feet  at  mean  low  water,  beginning  opposite  the  light-house  and 
ending  in  deep  water  in  the  bay;  the  cut  to  be  protected  on  the  upper 
or  north  side  by  a  bank  made  of  excavated  material.  The  estimated 
cost  is  $24,000. 

An  appropriation  of  $12,000  for  this  work  was  made  by  the  river 
and  harbor  act  approved  July  13, 1892. 

Up  to  the  close  of  the  fiscal  year  ending  June  30, 1893,  $1,089.38  was 
expended  on  the  project.  A  contract  had  been  made  for  dredging 
about  80  feet  in  width  of  the  proposed  cut,  and  work  thereon  had  been 
l.egun  in  May,  1893;  but  owing  to  the  strong  currents  inside  the  mouth 
of  the  river  and  the  live  condition  of  the  dredged  material  the  con- 
iractor  had  been  unable  to  maintain  a  proper  depth  in  the  cut  made 
until  some  protective  works  could  be  built.  Dredging  was  therefore 
suspended  in  June,  1893,  6,829  cubic  yards  of  material  having  been 
ilredged.  It  was  then  concluded  to  build  a  pile  dike  on  the  side 
exposed  to  the  waves  and  cross  curreats,  to  protect  the  inner  end  of 
the  cut,  which  could  not  be  kept  open  by  the  dredge.  This  having 
been  approved  and  an  allotment  made  from  the  available  appropria- 
tion, 500^  feet  of  dike  were  built  during  September  and  October,  1893, 
along  the  north  edge  of  the  proposed  cut,  beginning  at  high-water 
mark  on  Sandy  Point.  Dredging  operations  were  then  resumed  on 
October  20,  and  were  completed  on  November  30,  a  cut  570  feet  long, 
80  feet  wide,  and  5  feet  deep  at  mean  low  water  having  been  made  in  a 
southeasterly  direction  into  the  flats  from  deep  water  inside  the  mouth 
of  the  river.  Additional  cuts  were  made  along  the  dike,  the  excavated 
material  being  used  to  form  mud  revetments  on  both  sides  of  the  8ame. 

On  account  of  the  great  distance  across  the  obstructing  mud  flats 
the  proposed  improvements  can  not  even  be  partially  made  available 
for  navigation  until  they  are  nearly  or  entirely  completed. 

July  1, 1893,  balance  UDexpendcd $10, 910. 62 

June  30, 1894,  amount  exponded  during  fiscal  year 9, 416.  71 

July  1, 1894,  balance  unexpended 1, 493. 91 

Amount  appropriated  by  act  of  August  17, 1894 10, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 11, 493. 91 

{Amount  (estimated)  required  for  completion  of  existinjj  project 2, 000. 00 
Amountthatcanbeprotitably  expended  in  fiscal  year  ending  June  30, 1896      2, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  H  6.) 


Digitized  by 


Google 


EIVER   AND    HARBOR    IMPROVEMENTS.  123 

7.  BroadJciln  Biver,  Delaware. — In  its  original  condition  the  depth  of 
water  in  the  river  was  from  3  to  4  feet  at  the  nnmerous  shoals  which 
impeded  navigation.  The  depth  at  the  entrance  was  and  still  is  from 
1^  to  2  feet  at  low  water. 

The  original  project  for  improvement  was  made  in  1871,  and  is  for  a 
6-foot  low- water  navigation,  with  a  minimum  width  of  40  feet  from  the 
mouth  of  the  river  to  Milton,  the  head  of  navigation,  and  for  a  new 
entrance,  protected  by  a  jetty,  at  an  estimated  cost  of  $80,447.  This 
project  was  modified  in  1881  relative  to  the  entrance,  and  the  estimate 
reduced  to  $51,450.  The  channel  within  the  river  has  been  completed 
in  accordance  with  the  project  at  an  expense  of  $35,000,  which  was  the 
total  amount  expended  at  the  close  of  the  fiscal  year  ending  June  30, 
1893.  After  entering,  vessels  are  no  longer  detained  by  the  shoals  at 
low  tide  and  proceed  directly  to  their  destination. 

The  amount  required  for  the  completion  of  the  project  is  for  the 
improvements  at  the  mouth  of  the  river  as  designed  in  1871  and  modi- 
fied in  1881.  In  view,  however,  of  the  projected  location  (only  a  few 
miles  below  the  Broadkiln  Eiver)  of  the  outlet  for  the  inland  water- 
way from  Chincoteague  Bay  to  Delaware  Bay,  a  question  has  arisen 
whether  the  Broadkiln  Eiver  can  not  be  connected  with  the  waterway 
at  much  less  cost  and  with  greater  advantage  to  both.  It  is  there- 
fore not  considered  advisable  to  continue  work  on  the  project  at  present. 

^  Amount  (estimated)  required  for  completion  of  existing  project $21,  500. 00 

<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867. 

(See  Appendix  H  7.) 

8.  Inland  Waterway  from  Chincoteague  Bay,  Virginia,  to  Delaware 
Bay  J  at  or  near  Letccs,  Del. — This  improvement  is  made  with  a  view  to 
forming  an  inland  navigation  route  about  75  miles  in  length,  beginniog 
in  Chincoteague  Bay  and  following  generally  deep  water  in  Synepux- 
ent,  Isle  of  Wight,  and  Big  and  Little  Assawaman  bays;  thence  across 
the  country  for  about  4  miles  from  Little  Assawaman  Bay  to  Indian 
Eiver  Bay;  thence  across  the  latter  into  and  up  Eehoboth  Bay;  thcuce 
from  the  head  of  Eehoboth  Bay,  for  about  8  miles,  across  Lewes  and 
Eehoboth  Hundred  into  Delaware  Bay,  at  the  Delaware  Breakwater 
Harbor.  The  project,  adopted  in  188G,  contemplated  a  dead-level  tidal 
canal  70  feet  wide  at  bottom,  the  depth  to  be  made  to  6  feet  below  the 
mean  low-water  level  in  the  Delaware  Breakwater  Harbor,  at  an  esti- 
mated cost  of  $350,000.  This  project  was  modified  in  1892  so  far  as  it 
relates  to  the  section  of  the  waterway  situated  between  Eehoboth  Bay 
and  Delaware  Bay  by  reducing  the  width  at  the  bottom  to  20  feet. 

Up  to  the  close  of  the  fiscal  year  ending  June  30,  1893,  $69,182  had 
been  expended.  Little  Assawaman  and  Indian  Eiver  bays  had  been 
connected  by  a  cut  20  feet  wide  and  4  feet  deep,  over  which  three  tem- 
porary wooden  bridges,  provided  with  draws,  were  constructed,  and  the 
route  between  Eehoboth  and  Delaware  bays  had  been  located  and  the 
necessary  land  ceded  to  the  United  States  by  the  State  of  Delaware. 
By  this  cession  the  appropriations  of  $50,000  and  $25,000  of  Septem- 
ber 19, 1890,  and  July  13,  1892,  respectively,  became  available,  and  a 
project  to  expend  these  amounts  in  dredging  in  the  lower  bays  and  in 
the  Assawaman  Canal  and  in  excavating,  as  far  as  could  be  done  with 
the  funds  on  hand,  a  cut  across  the  land  north  of  Eehoboth  Bay  had 
been  approved,  and  bids  for  the  work  had  twice  been  invited  with  no 
satisfactory  results. 

New  proposals  were  oi)ened  July  18, 1893.  No  satisfactory  bid  for 
dredging  in  the  lower  bays  was  received.    The  work  north  of  Eehoboth 
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Bay  was  let  to  Patricias  McMaims,  of  Philadelphia,  Pa.  Work  was 
commenced  on  August  5, 1893,  and  is  still  in  progress.  At  the  end  of 
the  fiscal  year  232,823  cubic  yards  of  material,  sand  and  some  little 
mud,  had  been  excavated,  and  2,300  feet  of  the  proposed  cut  had  been 
completed. 

July  1, 1893,  balance  unexpended $74,568.00 

June  30, 1894,  amount  expended  during  fiscad  year 49, 198. 44 

July  1, 1894,  balance  unexpended 25,369.56 

July  1, 1894,  outstanding  liabilities $350. 00 

July  1, 1894;  amount  covered  by  uncompleted  contracts 18, 500. 00 

18,850.00 

July  1, 1894,  balance  available 6,519.56 

Amount  appropriated  by  act  of  August  17, 1894 25, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 31,519.56 

{Amount  (estimated)  required  for  completion  of  existing  project 181, 250. 00 
Amount  that  can  be  profitably  expended  in  fiscalyear  ending  June  30, 1896  100, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  H  8.) 

9.  Susquehanna  River  above  and  heloio  Havre  de  Orace^  Md, — Before 
improvements  were  begun  in  this  section  of  the  river  the  least  depth  of 
water  over  the  shoals  between.  Havre  de  Gra«e  and  Spesutia  Island 
was  5  feet  at  low  water.  The  channel  above  Havre  de  Grace  between 
Watson  Island  and  the  shoal  running  out  from  the  west  shore  was  nar- 
row, and  believed  to  be  one  of  the  causes  of  ice  gorges  at  and  near 
Port  Deposit. 

Improvements  have  been  in  progress  since  1852.  The  ]>resent  gen- 
eral project  is  for  a  15-foot  low- water  channel  below  Havre  de  Grace 
and  for  the  removal  of  the  shoal  opposite  Watson  Island  to  a  depth 
of  8  feet  below  mean  low  water.    Estimated  cost,  $168,000. 

The  channel  below  Havre  de  Grace  was  dredged  the.  last  time  in 
1885.  It  has  shoaled  again.  The  channel  at  Watson  Island  has  been 
widened  about  400  feet,  but  the  shoal  which  was  removed  has  nearly 
entirely  reformed  since  the  discontinuance  of  work  in  1889. 

Up  to  the  close  of  the  fiscal  year  ending  June  30,  1893,  $158,851.63 
had  been  expended  on  this  section  of  the  river,  including  $49,729.15  for 
work  for  the  Fish  Commissicm. 

There  were  no  operations  during  the  fiscal  year  ending  June  30, 1894, 
the  small  amount  available  being  limited  to  expenditure  above  the 
Pliiladelphia,  Wilmington  and  Baltimore  Railroad  bridge,  and  regarded 
insufficient  to  bring  about  results  permanent  enough  to  justify  its 
expenditure. 

July  1,  1893,  balance  unexpended $8,038.37 

July  1,  1894,  balance  unexpended 8,038.37 

Amount  appropriated  by  act  of  August  17, 1894 4, 000, 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 12, 038. 37 

{Amount  (estimated)  required  for  annual  dredging 20, 000. 00 
Amoun  t  that  can  be  profitably  expended  in  fiscaTyear  ending  Juno 30, 1896    20, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  H  9.) 

10,  Elk  River,  Maryland. — This  river  is  a  tributary  of  Chesapeake 
Bay,  and  is  navigable  for  17  miles,  as  far  as  the  town  of  Elkton,  in 
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Cecil  County,  where  the  average  rise  of  tide  is  2^  feet.  Before  improve- 
ments  were  began  in  1873  the  least  depth  in  the  channel  was  1^  feet. 

In  1884  a  project,  giving  a  channel  80  feet  wide  over  the  bar  at  Cedar 
Point,  3  miles  below  Elktou,  and  70  feet  wide  from  Cedar  Point  to  the 
county  bridge  in  the  town,  with  a  general  depth  of  7  feet  at  mean  low 
water,  was  completed  at  an  expense  of  $31,500.  The  channel  near  the 
bridge  soon  filled  in  again,  reducing  the  depth  to  about  5  feet  at  low 
water. 

The  project  for  improvement  adopted  in  1890  provides  for  an  8-foot 
low- water  channel,  100  feet  wide,  from  the  lower  county  bridge  at  Elk- 
ton  to  the  club  house,  opposite  Cedar  Point,  a  distance  of  about  2  miles, 
at  an  estimated  cost  of  $24,000.  At  the  close  of  the  fiscal  year  ending 
June  30, 1893,  $11,504.06  had  been  expended,  exclusive  of  outstanding 
liabilities,  and  the  channel  completed  as  projected. 

July  1, 1893,  balance  unexpended $3, 495. 94 

June  30, 1894,  amount  expended  during  fiscal  year 3, 492. 57 

July  1, 1894,  balance  unexpended 3. 37 

(See  Appendix  H  10.) 

11.  Fairlee  Greeks  Maryland. — The  original  depth  at  the  mouth  before 
improvements  were  begun  was  2  feet  at  low  tide.  Within  the  creek  it 
was  about  6  feet.  Navigation  was  and  still  is  carried  on  by  a  few  flat- 
bottomed  so-called  lime  boats  and  by  one  small  s.chooner. 

The  existing  i>roject  is  for  a  7-foot  low-water  channel  100  feet  wide 
from  deep  water  in  Chesapeake  Bay  to  a  point  about  3  miles  above  the 
mouth  of  the  creek;  also  the  conditional  dredging  of  a  turning  basin 
at  the  upper  end  of  the  channel,  the  estimated  oost  being  $15,558. 

Dp  to  the  close  of  the  fiscal-year  ending  June  30, 1803,  $10,000  had 
been  expended  and  the  channel,  as  proposed,  from  deep  water  in  the 
bay  to  the  mouth,  had  been  completed  and  a  portion  of  the  channel 
inside  the  creek  had  been  dredged  to  the  required  depth  for  a  distance 
of  4,738  feet  and  for  a  width  of  60  feet. 

No  appropriation  was  made  for  this  creek  in  the  last  river  and  har- 
bor act,  and  there  were,  consequently,  no  operations  during  the  fiscal 
year  ending  June  30,  1894.  There  are  as  yet  no  indications  that  the 
commerce  of  the  creek  is  increasing. 

{Amount  (estimated)  required  for  completion  of  existing  project $5, 558. 00 

Amount  tbat  can  beproiitabl^  expended  in  fiscal  year  ending  June  30, 1896  5, 558. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  H  11.) 

12.  Chester  River,  Maryland,  from  Crumpton  to  Jones  Landing. — This 
river  is  a  tidal  stream  40  miles  long,  forming  the  boundary  line  between 
Kent  and  Queen  Anne  counties,  eastern  shore  of  Maryland,  and  flows 
into  Chesapeake  Bay.  It  is  navigable  for  vessels  drawing  6  feet  of 
water  at  low  tide  as  far  as  Crumpton,  about  33  miles  above  the  mouth. 
The  least  depth  of  water  within  the  last  7  miles  of  the  river  is  3  feet. 
At  Crumpton  the  average  rise  of  the  tide  is  2.1  feet.  A  short  distance 
from  this  town  several  shoals  have  previously  been  improved  by  the 
United  States. 

The  existing  project  for  improvement  is  for  a  6-foot  low- water  chan- 
nel 60  feet  wide  from  Crumpton  to  Jones  Landing,  a  distance  of  6^  miles, 
at  an  estimated  cost  of  $12,750. 

Up  to  the  close  of  the  fiscal  year  ending  June  30,  1893,  $7,958  had 
been  expended  improving  the  channel  for  about  4 J  miles,  and  regular 
trips  are  now  made  by  vessels  trading  in  the  river.    The  dredged  chan- 
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nel  is  in  good  condition;  it  does  not  as  yet  extend  far  enoagh^  however^ 
to  have  any  marked  inflnence  upon  the  commerce  of  the  river. 

!No  work  was  done  during  the  fiscal  year  1894,  the  funds  provided  by 
the  appropriation  of  1892  having  been  used  early  in  1893. 

July  1, 1893,  balance  unexpended $42. 00 

June  30, 1894,  amount  expended  during  fiscal  year 33. 67 

July  1, 1894,  balance  unexpended 8. 33 

Amount  appropriated  by  act  of  August  17,  1894 1, 500. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 1, 508. 33 

{Amount  (cstimat-ed)  required  for  completion  of  existing  project 3, 250. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  unc  30^1896      3, 250. 00 
Submitted  in  compliance  witli  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  H  12.) 

:t3.  Choptanic  River,  Maryland, — Before  improvements  ^vere  begun  in 
1879  the  depth  of  water  in  the  channel  between  Denton  and  Greens- 
boro varied  from  2  to  8  feet  at  low  water.  [Navigation  carried  on  by 
small  sailing  vessels  extended  only  to  3  miles  above  Denton.  Upon  the 
remaining  5  miles,  to  Greensboro,  all  freight  had  to  be  transported 
upon  scows. 

A  project  for  improvement  was  made  in  1880  for  an  8-foot  low- water 
channel,  75  feet  wide,  1?he  estimated  cost  being  $79,000.  The  project 
was  adopted  the  same  year.  Since  that  time  the  channel  ha«  been 
dredged  at  various  points  to  depths  of  6,  7,  and  8  feet,  and  for  a  width 
of  40  feet  only.  Up  to  the  close  of  the  fiscal  year  ending  June  30,  1893, 
$48,000  had  been  expended  in  making  a  channel  not  less  than  75  feet 
wide  and  7^  feet  deep  between  Greensboro  and  the  Brick  Mills,  a  dis- 
tance of  about  4  miles.  The  remaining  4  miles,  to  Denton,  have  been 
partly  improved  by  dredging  the  channel,  where  needed,  to  a  deptfi  of 
5  and  6  feet  and  widening  it  to  about  40  feet.  This  section  and  several 
points  in  the  upper  river  remain,  therefore,  to  be  dredged  to  the  pro- 
posed width  and  depth,  75  feet  and  8  feet,  respectively.  Shortly  after 
the  main  obstructions  had  been  removed,  in  1887,  steamboat  navigation 
with  Baltimore  was  established,  and  since  that  time  commerce  has 
steadily  increased. 

No  work  was  done  the  past  fiscal  year,  all  available  funds  having 
been  expended  on  the  project  the  previous  fiscal  year. 

Amount  appropriated  by  act  of  August  17, 1894 $2, 000. 00 

{Amount  (estimated)  required  for  completion  of  existing  project 18,  000.  00 
Amounttbatcanbeprofitably  expended  in  fiscal  year  ending  June  30, 1896    10, 000.  00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  H  13.) 

14.  La  Trappe River,  Maryland. — This  river,  formerly  called  Dividing 
Creek,  is  in  Talbot  County,  Eastern  Shore  of  Maryland,  and  flows  into 
the  Choptank  River,  one  of  the  larger  tributaries  of  Chesapeake  Bay. 
It  is  about  3  miles  long  and  has  no  fresh-water  inflow  at  the  head,  and 
was  originally  only  4  feet  deep.  The  entrance  to  the  river  was  seri- 
ously obstructed  by  several  shoal  bars,  with  a  least  depth  of  9  feet  in 
the  narrow  channel,  which  was  very  tortuous  and  about  one-half  of  a 
mile  long.    The  average  rise  of  the  tide  is  1.55  feet. 

Previous  to  the  adoption  of  the  i)resent  project  the  sum  jof  $5,333.50, 
raised  by  private  subscription,  had  been  expended  in  dredging  at  the 


Digitized  by  VjOOQIC 


RIVER  AND  HARBOR  IMPROVEMENTS.  127 

head  of  tlie  river  and  at  the  bar  at  the  mouth.  The  average  depth  in 
the  river  was  thereby  increased  to  8  feet  and  the  channel  at  the  mouth 
was  somewhat  widened. 

The  present  project  for  improvement,  which  was  proposed  iu  a  report 
on  a  survey  made  in  1891,  provides  for  a  channel  150  feet  wide  and  11 
feet  deep  across  the  bar  at  the  mouth  and  for  a  channel  75  feet  wide 
and  8  feet  deep  at  mean  low  water  inside  the  river  as  far  as  Trappe 
Landing,  situated  at  the  head  of  navigation,  and  a  turning  basin  at  the 
latter  point.     The  estimated  cost  is  $7,250. 

An  appropriation  of  $2,500  was  made  for  this  work  by  the  river  and 
harbor  act  approved  July  13, 1892. 

Up  to  the  close  of  the  fiscal  year  ending  June  30,  1893,  $2,496.30  had 
been  expended,  and  the  channel  across  the  mouth  had  been  dredged 
to  a  width  of  100  feet  and  a  depth  of  11  feet  at  mean  low  water.  The 
channel  is  of  great  benefit  to  the  steamers,  which  usually  enter  and 
leave  the  river  during  the  night  time. 

I^o  work  was  done  during  the  past  fiscal  year,  for  want  of  funds. 

Jaly  1,  1893;  balance  nnezpended $3. 70 

Jnly  1 ,  1894,  balance  unexpended 3.  70 

AjDoant  appropriated  by  act  of  August  17,  1894 4, 750. 00 

Amoniit  available  for  fiscal  year  ending  June  30,  1895 4,  753. 70 

(See  Appendix  H  14.) 

15.  Warwick  River ^  Maryland. — This  river,  formerly  named  Secretary 
Creek,  is  in  Dorchester  County,  Eastern  Shore  of  Maryland,  and  flows 
into  the  Choptank  lliver,  one  of  the  large  tributaries  of  Chesapeake 
Bay.  It  is  a  small  tidal  basin  2  miles  long,  with  no  fresh-water  influx 
at  the  head,  and  was  originally  only  4  feet  deep.  The  average  rise  of 
the  tide  is  1.7  feet. 

Before  the  adoption  of  the  present  project  about  $12,000  had  been 
expended  in  the  improvement  of  this  river,  $6,000  by  the  General  Gov- 
eiiiment  and  the  remaining  amount  by  private  parties. 

The  present  project  for  improvement,  which  was  proposed  in  a  report 
on  a  survey  made  in  1891,  provides  for  a  channel  100  feet  wide  and  10 
feet  deep  at  mean  low  water  from  the  10-foot  depth  in  Choptank  Kiver 
to  Secretary  Landing,  at  the  head  of  the  river,  including  a  turning 
basin  at  the  latter  i)oint,  at  an  estimated  cost  of  $18,000. 

An  appropriation  of  $6,000  for  this  work  was  made  by  the  river  and 
harbor  act  approved  July  13, 1892. 

Up  to  the  close  of  the  fiscal  year  ending  June  30, 1893,  $5,991.23  was 
expended  on  this  project,  and  4,400  feet  of  the  channel  as  approved 
had  been  completed,  beginning  in  the  Choptank  lliver  outside  the 
iDOuth  of  the  river,  and  part  of  the  turning  basin  at  Secretary  Lauding 
dci^pencd  to  10  feet.  The  obstructions  at  the  entrance,  which  formerly 
seriously  impeded  navigation  during  low  tides  and  high  northwesterly 
winds,  are  now  removed,  but  the  channel  inside  the  river  remains  to  be 
improved. 

No  work  was  done  during  the  fiscal  year  1894,  all  the  available  funds 
having  been  used  on  the  project  in  the  previous  fiscal  year. 

Jaly  1,  1893,  balance  unexpended $8.77 

July  1,  1894,  balance  unexpended 8.77 

Amount  appropriated  by  act  of  August  17, 1894 2, 000. 00 

AfflouDt  available  for  fiscal  year  ending  June  30, 1895 2, 008. 77 
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{Amount  (ostimated)  required  for  completion  of  existing  project $10,  600. 00 
Amount  tnat  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896      6, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  H 15.)* 

16.  Cambridge  Harbor j  Maryland. — The  entrance  to  this  harbor  had 
originally  a  depth  of  water  of  only  4 J  feet  at  low  tide.  Within  the 
harbor  the  depth  was  about  3  feet  upon  an  average.  During  strong 
northwesterly  winds  vessels  drawing  over  3  feet  of  water  could  not 
cross  the  bar.  The  local  commerce  was  carried  on  by  a  limited  number 
of  small  sailing  vessels  and  one  steamer  of  light  draft. 

Previous  to  1871  the  citizens  of  Cambridge  expended  $7,500  in  dredg- 
ing the  harbor.  In  that  year  the  General  Government  began  improve- 
ments under  a  project  completed  in  1879,  resulting  in  a  channel  not 
less  than  100  feet  wide  across  the  bar  and  8  feet  in  depth,  certain  por- 
tions of  the  inner  harbor  being  dredged  to  the  same  depth  at  the  same 
time.  The  channel  across  the  bar  was  increased  in  width  somewhat 
in  1884  with  the  $2,500  appropriated  in  1879.  The  amount  expended 
under  this  project  was  $32,500. 

The  present  project  is  based  upon  a  survey  in  1887  and  was  adopted 
in  1888.  It  provides  for  a  channel  12  feet  deep  at  mean  low  water, 
having  a  width  of  150  feet  from  the  12  foot  depth  in  the  Choptank 
liiver  to  the  railroad  wharf,  and  for  dredging  the  irregular  area  of  the 
inner  harbor  below  and  above  the  bridge  to  a  depth  of  10  feet  and  8 
feet  below  mean  low  water,  respectively,  at  an  estimated  cost  of 
$17,736.60. 

At  the  close  of  the  fiscal  year  ending  June  30, 1893,  $6,028.89  had 
been  expended  and  operations  were  in  progress.  On  that  date  the 
12-foot  channel  from  the  Choptank  River  to  the  railroad  wharf  had 
been  completed  and  about  one-fourth  the  area  of  the  harbor  below  the 
bridge  had  been  deepened  to  10  feet. 

Work  continued  during  the  first  month  of  the  past  fiscal  year  until 
the  24th,  when  the  contract  wa«  closed.  The  remaining  shoal  area  of 
the  harbor  below  the  bridge  was  dredged  to  the  approved  depth  of  10 
feet  and  the  12-foot  channel  previously  dredged  was  slightly  widened 
at  a  turn  which  it  makes  at  the  entrance  to  the  harbor. 

The  harbor  above  the  bridge  remains  to  be  dredged  to  complete  the 
project.  The  funds  now  available  are  sufficient  for  that  purpose,  but 
are  withheld  until  the  county  authorities  widen  the  draw  in  the  bridge 
crossing  the  upper  harbor. 

July  1, 1893,  balance  unexpended $11,708.11 

June  30, 1894,  amount  expended  during  fiscal  year 4,  846. 17 

July  1, 1894,  balance  unexpended 6, 861. 94 

(See  Appendix  H  16.) 

17.  Broad  Creek  River^  Delaware. — This  river  is  a  tidal  stream  and  a 
tributary  of  the  east  fork  of  the  Nanticoke  Eiver,  which  flows  into  the 
Chesapeake  Bay.  It  is  wholly  in  the  western  portion  of  Sussex  (>ounty, 
Del.,  its  navigable  length  being  about  7  miles;  Laurel,  a  growing  man- 
ufacturing town,  is  at  the  head  of  navigation. 

Broad  Creek  River,  formerly  named  Broad  Creek,  has  previously 
been  improved  by  the  General  Government.  Before  improvements  were 
commenced  in  1881,  the  low-water  depth  at  Laurel  was  2  feet;  below 
the  town  it  was  in  some  places  only  IJ  feet.  At  the  close  of  the  year 
1889,  when  the  origiiml  project  was  completed,  a  channel  6  feet  deep  at 
mean  low  water  and  50  feet  wide  had  been  dredged  from  Bethel  to 
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Laurel,  a  distance  of  nearly  3  miles,  and  contributed  toward  making 
Lanrel  an  important  shipping  point  on  the  peninsula.  The  cost  of  these 
improvements  was  $35,000;  but  the  rapidly  increasing  commerce  on 
the  river  demanded  an  enlargement  of  the  channel. 

The  project  for  improvement  proposed  in  a  report  upon  an  examina- 
tion made  to  comply  with  requirements  of  the  river  and  harbor  act 
approved  September  19, 1890,  provides  for  dredging  a  channel  70  feet 
wide  and  8  feet  deep  at  mean  low  water  from  Bethel  to  the  head  of  nav- 
igation at  Laurel,  at  an  estimated  cost  of  $15,000. 

An  appropriation  of  $5,000  for  this  work  was  made  by  the  river  and 
harbor  act  approved  July  13, 1892. 

TTp  to  the  close  of  the  fiscal  year  ending  June  30, 1893,  $4,900.45  had 
been  expended,  and  6,455  feet  of  the  channel  as  approved  had  been 
completed  above  Bethel,  and  an  additional  cut  was  made  8  feet  deep 
but  only  40  feet  wide  for  a  length  of  215  feet  across  a  shoal  situated 
just  beyond  the  section  of  the  channel  that  had  been  dredged  to  the 
fiill  width,  and  navigation  at  several  sharp  turns  in  this  section  of  the 
river  was  thereby  much  improved. 

No  work  was  done  during  the  fiscal  year  1894  for  want  of  funds. 

July  1, 1893,  balance  unexpended $99.65 

June  30, 1894,  amount  expended  during  fiscal  year 88.60 

July  1, 1894,  balance  unexpended 10.95 

Amount  appropriated  by  act  of  August  17,  1894 5,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 5, 010. 95 

(Amount  (estimated)  required  for  completion  of  existing  project 5, 000. 00 
Amount  th  at  can  be  profitably  expended  in  fiscal  vear  ending  June  30, 1896      5, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  H  17.) 

18.  Wicomico  River ^  Maryland. — ^The  portion  of  the  river  at  and  just 
below  Salisbury  has  been  under  improvement  by  the  United  States 
since  1872.  At  that  time  the  navigable  channel,  with  a  minimum  depth 
of  8  feet  at  low  water,  extended  to  2  miles  below,  or  within  2  miles  of, 
Salisbury.  The  extreme  upper  jwrtion  as  far  as  the  mill-dam  in  the 
heart  of  the  town  was  quite  shoal,  and  had  an  average  depth  of  only 
18  inches  at  low  tide.  Between  1872  and  1885  a  channel  75  to  nearly 
100  feet  wide  and  7  feet  deep  at  low  water  was  dredged  from  deep  water 
below  to  the  drawbridge  in  the  town,  at  a  cost  to  the  Government  of 
about  (49,000. 

The  present  project,  demanded  by  the  remarkable  increase  in  the 
shipping  and  dependent  industries,  is  based  upon  a  survey  of  the  river 
made  in  1889.  It  provides  for  a  channel  9  feet  deep  at  mean  low  water 
from  that  depth  below  to  the  drawbridge  at  Salisbury,  the  width  to  be 
from  100  to  150  feet,  at  an  estimated  cost  of  $23,200. 

On  June  30,  1893,  $10,394.99  had  been  expended,  and  a  cut  had  been 
made  30  feet  wide  and  9  feet  deep  from  the  lower  to  the  upper  end  of 
the  section  which  is  under  improvement. 

During  the  past  fiscal  year  the  cut  was  widened  to  the  approved 
width  of  the  channel  from  the  dock  of  the  Maryland  Steamboat  Com- 
pany to  Island  Point,  a  distance  of  about  4,000  feet,  the  least  depth 
made  being  9  feet.  About  one-half  the  length  of  the  channel  remains 
to  be  completed.  The  improvements  made  so  far  have  increased  the 
harbor  room  and  give  greater  facilities  to  vessels  entering  and  leav- 
ing. 

Ewa  94 ^9 
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July  1,  1893,  balance  anexpended $7, 062. 07 

June  30,  1894,  amount  expended  during  fiscal  year 6, 710. 74 

July  1,  1894,  balance  unexpended 351. 33 

Amouut  appropriated  by  act  of  August  17,  1894 8, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 3, 351. 33 

{Amount  (estimated)  required  for  completion  df  existing  project 3, 700. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  une  30, 1896      3, 700. 00 
Submitted  in  complianee  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  H  18.) 

19.  Manohin  River^  Maryland. — Before  improvements  were  com- 
menced in  1891,  the  depth  of  water  at  the  month  of  the  river,  at  the 
so-called  *^  Mud  Flats,''  was  between  1  and  2  feet  at  low  tide.  These 
flats  are  about  2^  miles  wide,  and  made  navigation,  except  at  high 
water,  imi)ossible,  thereby  rendering  the  upper  part  of  the  river,  which 
has  a  very  fair  depth  and  width,  almost  useless  for  extensive  shipping 
purposes.    The  average  rise  of  the  tide  at  the  flats  is  2.6  feet. 

The  adopted  project  for  improvement  is  for  a  channel  6  feet  deep  at 
mean  low  water  and  100  feet  wide  from  Locust  Point  to  Sharp  Point, 
embracing  the  section  called  the  "  Mud  Flats,"  at  an  estimated  cost  of 
$30,000. 

Up  to  the  close  of  the  fiscal  year  ending  June  30, 1893,  $14,360.05 
had  been  expended,  and  the  proposed  cut  across  the  "  Mud  Flats  "  had 
been  made  for  a  width  of  60  feet  and  a  depth  of  6  feet  at  low  water, 
which  opened  the  river  for  navigation  during  low  tide.  Several  sharp 
points  in  the  upper  river,  above  Sharp  Point,  were  also  removed  and 
navigation  upon  the  whole  river  at  low  tide  was  thereby  greatly 
improved. 

During  the  fiscal  year  1894  no  work  was  done  for  want  of  funds. 

July  1, 1893,  balance  unexpended $639.95 

June  30, 1894,  amouut  expended  during  fiscal  year 175. 00 

July  1, 1894,  balance  unexpended 464. 95 

Amount  appropriated  by  act  of  August  17, 1894 4,000.00, 

Amount  available  for  fiscal  year  ending  June  30, 1895 4, 464. 95 

r  Amount  (estimated)  required  for  completion  of  existing  project 11, 000. 00 

J  Amount  that  can  be  profitably  expendedinfiscal  year  ending  J  une  30, 1896    10, 000. 00 
]  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 


t     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  H  19.) 

20.  Onancock  Harbor,  Virginia. — Onancock  Harbor,  or  Onancock 
Eiver,  is  about  5  miles  long  and  flows  through  a  portion  of  Accomac 
County,  Va.,  into  Chesapeake  Bay.  The  original  depth  at  the  head  of 
the  river  was  4  feet  at  mean  low  water,  and  at  the  mouth,  which  is 
obstructed  by  a  wide  bar,  it  was  5  feet.  The  average  rise  of  the  tide 
is  2  feet. 

In  1879,  $3,000  was  appropriated  and  expended  in  dredging  a  channel 
at  the  bar  100  feet  wide  and  8  feet  deep.  After  a  lapse  of  ten  years  the 
width  had  been  reduced  to  50  feet  and  the  depth  to  5J  feet,  caused  by 
fine  sand  rolling  into  the  cut  under  the  impulse  of  littoral  currents 
coming  down  the  north  shore.  An  appropriation  of  $5,000,  made  in 
1880,  was  expended  under  the  same  project  in  dredging  inside  the 
creek.    The  improvements  made  then  are  more  permanent. 

The  present  project  for  improvement,  adopted  in  1890,  provides  for 


Digitized  by  VjOOQIC 


BIVEB  AND   HARBOR   IMPROVEMENTS.  131 

an  8-foot  low-water  channel  300  feet  wide  at  the  outer  bar  and  200  feet 
wide  at  the  inner  bai*,  called  the  <' Middle  Ground.^'  The  estimated 
cost  is  $12,511.  At  the  close  of  the  fiscal  year  ending  June  30, 1893, 
$5,931.40  had  been  expended  on  this  project  and  a  channel  of  one-half 
the  proposed  width  nad  been  dredged  at  both  bars  to  a  depth  of  8  feet. 

During  the  past  fiscal  year  the  channel  as  proposed  was  completed. 
That  at  the  outer  bar  was  made  300  feet  wide  and  that  at  the  inner  bar 
200  feet;  in  both  cases  the  depth  made  was  8  feet  at  mean  low  water. 
The  diflRculties  experienced  by  vessels  in  entering  or  leaving  Ouancock 
Harbor  have  been  very  much  lessened  by  these  improvements,  but  as 
the  causes  which  formerly  tended  to  close  the  dredged  channel  still 
prevail,  it  is  believed  that  the  channel  will  eventually  resume  its  orig- 
inal depth  of  5  feet. 

The  project  having  been  completed  no  further  funds  for  it  are  needed. 

July  1,  1893,  balance  uuexpended $6,579.60 

June  30,  1894,  amoant  expended  during  fiscal  year 6,579.60 

(See  Appendix  H  20.) 

21.  Harbor  and  approaches  at  Cape  Charles  City,  Ya. — This  harbor  is 
an  artificial  rectangular  basin  of  about  10  acres  area,  originaly  exca- 
vated to  a  dei^th  of  12  feet  in  a  pond  just  back  of  the  shore  of  Chesa- 
peake Bay,  about  12  miles  north  of  Cape  Charles.  It  is  in  Northamp- 
ton County  and  forms  the  shore  terminus  of  tlie  New  York,  Philadel- 
phia and  Norfolk  Kailroad,  transfer  of  passengers  and  freight  being 
made  by  boat  to  and  from  Norfolk,  Va.  The  tide  rises  on  an  average 
2.C  feet. 

The  project  for  improvement  propose  in  a  report  on  a  survey  made 
in  1889  provides  for  dredging  the  harbor  to  a  depth  of  14  feet;  And 
the  entrance  thereto  and  the  channels  in  Cherrystone  Inlet  and  across 
Cherrystone  Bar  to  a  depth  of  16  feet  below  mean  low  water,  the 
width  at  the  inlet  and  bar  to  be  100  and  200  feet,  respectively,  and  for 
protective  works  of  stone  at  the  entrance.  The  estimated  cost  of  t^e 
project  is  $142,340,  of  which  $45,400  is  for  dredging. 

The  dredging  project  was  adopted  in  1890,  and  at  the  end  of  the  fis- 
cal year  ending  June  30, 1893,  $23,110.93  had  been  expended  in  dredg- 
ing about  one-half  of  the  area  of  the  harbor  to  a  depth  of  14  feet;  in 
widening  the  channel  in  the  entrance  and  deepening  it  to  16  feet,  and 
in  removing  part  of  the  shoal  in  Cherrystone  Inlet,  about  a  mile  below 
the  harbor,  to  the  same  depth.  The  improvements  are  of  great  benefit 
to  the  large  class  of  vessels  that  daily  leave  and  enter  the  harbor. 

The  dredged  channels  are  supposed  to  be  in  a  fair  condition  except 
the  one  at  the  entrance,  which  has  partially  shoaled  again,  and  needs 
protective  works. 

No  work  was  done  during  the  past  fiscal  year,  and  the  appropria- 
tion of  $10,000,  made  July  13,  1892,  is  still  on  hand,  as  the  owners  have 
not  yet  filed  an  acceptance  of  the  conditions  upon  which  the  appropria- 
tion was  made. 

Jnly  1, 1K93,  balance  unexpended $11, 889. 07 

June  30, 18iU,  amount  expended  during  fiscal  year 100. 00 

July  1, 1894,  balance  unexpended 11,789.07 

{Amount  (estimated)  required  for  compleiion  of  existing  project $10, 400. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    10, 400. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  H  21.) 
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22.  Removing  sunken  vessels  or  craft  obstructing  or  endangering  naviga- 
tion.— Wreck  of  tugboat  Charles  Lea^  Mispilliou  Biver,  Delaware.  This 
wreck,  for  the  removal  of  which  preparations  were  begun  in  June,  1893, 
was  broken  up  and  landed  above  high- water  mark  in  September,  1893, 
at  a  total  cost  of  $123.53. 

Obstruction  caused  by  a  sunken  schooner  oft  Kent  Island,  Chesapeake 
Bay.    This  was  removed  July  21,  1893,  at  a  cost  of  $34.29. 

Wreck  of  canal  boat  J.  D.  Eiltony  Christiana  Eiver,  Delaware. 
Eemoval  completed  February  23, 1894,  at  a  cost  of  $397.90. 

Wreck  of  canal  boat  Loring  Monroe^  sunk  in  Brandy  wine  Creek, 
Delaware.  Examined  and  reported  upon  May  31, 1894.  Under  author- 
ity from  the  Chief  of  Engineers,  its  removal  was  begun  June  29, 1894, 
and  at  the  end  of  the  fi^scal  year  the  work  was  still  in  progress. 

(See  Appendix  H  22.) 

IMPROVEMENT  OF  PATAPSOO   RIVER  AND  BALTIMORE  HARBOR,  MARY- 
LAND, AND  JAMES  RIVER,  VIRGINIA. 

These  works  were  in  the  charge  of  Col.  William  P.  Craighill,  Corps  of 
Engineers. 

1.  Fatapsco  Biver  and  channel  to  Baltimore^  Md. — The  depth  of  this 
channel  has  by  successive  steps  been  increased  from  17  feet  at  mean 
low  water  to  27  feet,  with  an  average  rise  of  tide  of  about  18  inches. 

The  project  of  improvement  first  adopted  and  commenced  in  October, 
1863,  had  for  its  object  to  give  a  channel  22  feet  deep  at  mean  low 
water,  with  a  width  of  150  feet. 

Little  was  done  before  the  late  war,  but  afterwards  these  dimensions 
were  increased,  a  depth  of  24  feet  at  mean  low  water  being  determined 
upon,  with  a  width  of  channel  ranging  from  250  to  400  feet. 

This  channel  was  completed  in  1874,  important  changes  of  posi- 
tion having  been  given  to  a  portion  of  it,  by  which  the  distance  was 
materially  lessened  and  the  expense  of  maintenance  decreased. 

The  object  of  the  improvement  was  to  permit  the  approach  to  Balti- 
more, at  mean  low  water,  of  vessels  drawing  from  22^  to  23  feet,  and 
at  ordinary  high  water  of  vessels  drawing  24  and  24J  feet.  Later  the 
project  had  in  view  a  depth  of  27  feet  at  mean  low  water,  with  a  width 
of  600  feet,  to  allow  the  entrance  and  departure  of  the  largest  vessels., 

Up  to  June  30,  i893,  the  United  States  had  expended  $3,186,215.10. 
The  city  of  Baltimore  and  the  State  of  Maryland,  chiefly  the  former, 
have  also  contributed  to  the  same  object  more  than  $500,000.  The 
expenditure  up  to  June  30, 1894,  by  the  United  States  was  $3,203,956.47. 

In  1890  Congress  gave  authority  for  contracting  for  the  comi)letion 
of  the  work,  which  was  accomplished  in  1892,  the  channel  being  made 
600  feet  wide  and  27  feet  deep  throughout  at  mean  low  water,  the 
width  being  much  greater  at  the  turns. 

A  careful  survey  made  in  1893  shows*  that  the  channel  was  in  good 
condition,  but  it  will  require  repairs  from  time  to  time,  like  all  other 
artificial  highways.  For  its  maintenance  in  good  order  the  sum  of 
$50,000  will  be  annually  needed.  This  is,  however,  a  small  sum  when 
contrasted  with  the  great  gain  to  Baltimore  and  her  dependent  inter- 
ests, as  well  as  in  revenue  to  the  United  States  Treasury,  by  the  increase 
of  the  depth  from  17  to  27  feet  at  low  water,  which  means  the  introduc- 
tion of  many  lines  of  deep-ocean  steamers  to  European  and  other  foreign 
and  domestic  ports  within  the  past  twenty  years,  whereas  there  were 
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none  before  of  any  importance.    The  expense  of  repairs  is  increased  if 
they  are  not  regularly  and  systematically  made. 

Jnly  1,  18^  balance  unexpended $20,612.06 

June  30,  1^4,  amount  expended  during  fiscal  year 17, 741. 37 

July  1,  1894,  balance  unexpended '.-..       2,870.69 

July  1,  1894,  outstanding  liabilities 600.00 

July  1,  1894,  balance  available 2,270.69 

Amount  appropriated  by  act  of  August  17,  1894 50,000.00 

Amount  available  for  fiscal  year  ending  June  30, 1895 52, 270. 69 

(  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896  100, 000. 00 
<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1806  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  1 1.) 

2.  Channel  to  Ourtis  Bay^  in  Patapsco  River j  Baltimore  Harbor j  Mary- 
land.— The  river  and  harbor  act  of  1892  contained  the  following  item: 

Improving  Patapsco  River,  Baltimore  Harbor,  Maryland :  For  dredging  a  channel 
150  feet  wide  at  bottom  and  of  a  depth  of  27  feet,  mean  low  water,  from  the  main 
ship  channel  to  Curtis  Bay,  in  accordance  with  reconunendatiou  of  Col.  William  P. 
CraighiU,  Corps  of  Engineers,  submitted  December  13, 1890,  $28,000. 

The  total  estimated  cost  of  the  improvement  was  $85,000.  The  first 
appropriation  of  $28,000  was  expended  in  dredging  to  a  depth  of  25 
feet  at  low  water,  under  a  contract  with  the  National  Dredging  Com- 
pany; work  was  commenced  in  November,  1892,  and,  after  considerable 
interruption  by  ice  and  severe  weather,  was  satisfactorily  completed 
in  May,  1893.    The  channel  was  made  150  feet  wide. 

Amount  appropriated  by  act  of  August  17,  1894 $12,000.00 

(Amount  ^estimated)  required  for  completion  of  existiu^  project 45, 000. 00 
Amount  tnat  can  be  profitably  expended  in  fiscal  year  ending  J uue  30, 1896    45, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  I  2.) 

3.  James  River^  Virginia, — When  the  improvement  of  the  James 
Eiver  was  regularly  undertaken  by  the  Government  the  navigation 
was  obstructed  by  sunken  vessels,  by  remains  of  military  bridges,  and 
by  other  obstructions  put  into  the  river  during  the  late  war  to  prevent 
the  national  fleets  from  approaching  too  close  to  Bichmond. 

There  were  also  other  natural  obstructions.  Eockett  Reef  and  Rich- 
mond Bar  had  only  7  feet  of  water  at  mean  low  tide.  From  Warwick 
Bar  to  Richmond  the  channel  was  crooked  and  obstructed  by  danger- 
ous rocks  and  ledges.  The  Dutch  Gap  Cut-off  was  not  then  open,  and 
the  river  was  in  a  poor  condition  as  regards  its  availability  for  com- 
mercial purposes. 

The  original  project  of  improvement  was  to  secure  a  depth  of  18  feet 
at  full  tide  (corresponding  to  about  15  feet  at  low  tide)  to  Richmond, 
with  a  channel  width  of  180  feet.  This  project  had  reached  an  advanced 
state  of  progress  when  Congress,  by  act  approved  July  6, 1884,  adopted 
another  looking  to  22  feet  at  mean  low  tide  from  the  sea  to  Richmond, 
the  width  to  be  400  feet  from  the  sea  to  City  Point,  300  from  thence  to 
Drewry  Bluff,  and  200  feet  from  thence  to  Richmond. 

The  total  amount  expended  on  this  river  by  the  United  States  up  to 
June  30, 1893,  was  $1,382,875.88,  which  includes  the  sum  of  $651,91)1.33 
expended  since  the  new  project  was  entered  upon  to  give  a  depth  of  22 
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feet  at  mean  low  water.  The  condition  of  the  river  June  30,  1893,  is 
shown  by  the  table  below,  the  depth  being  given  at  mean  low  water, 
as  also,  for  comparison,  the  depths  in  1870,  before  the  improvement  was 
begun,  with  a  channel  width  not  less  than  80  feet  : 


From  tho  city  to  Groodes  Rooks 

Goodea  Rocks  Lodge* 

Richmond  Bar 

Richmond  Bar  to  Drowry  Bluff 

Drewry  Blnff  to  Curies  Keck  (least  depth  being  in  Trcuts  Reach,  Dutch 

Gnp*Cut-off  not  being  open) 

Curies  Neck  to  Hampton  lioads 


Loogth. 

1870. 

1893. 

MUeM. 

FeH. 

Feet. 

2 

8 

16 

.25 

7 

13.8 

.75 

7 

16 

3.75 

9 

18 

14 

7 

15.5 

80 

14.8 

17 

*  A  cut  20  feet  deep,  55  feet  wide,  is  completed  through  this  ledge  and  being  widened  to  80  feet  under 
an  existing  contract. 

The  amount  expended  in  the  year  ending  June  30, 1894^,  is  $73,907.26. 

The  most  expensive  and  tedious  part  of  the  improvement  is  near  the 
city  of  Eichmond,  where  the  depth  of  water  is  least,  and  much  of  the 
material  to  be  removed  to  give  greater  depth  is  rock.  When  the 
material  is  such  that  an  increase  of  velocity  given  by  contracting  and 
regulating  works  can  remove  it,  and  thus  obtain  and  then  maintain  tho 
required  depth,  these  works  have  been  successful  and  the  results  good. 
The  conditions  are  now  such  that  the  best  results  can  be  obtained  from 
liberal  appropriations. 

In  the  fiscal  year  a  contract  has  been  in  force  with  Mr.  John  A. 
Curtis,  dated  October  15,  1892,  and  is  to  be  completed  December  1, 
1894. 

The  work  required  under  the  contract  with  Mr.  Curtis  included 
the  enlargement  of  the  channel  between  Richmond  city  limits  and 
Goodes  liocks  to  not  less  than  80  feet  wide  and  18  feet  deep;  the 
widening  of  Goodes  Eocks  cut  to  80  feet  and  the  channel  through 
Eichmond  Bar  to  80  feet  by  18  feet;  the  deepening  of  Dutch  Gap  Cut- 
off to  25  feet  for  100  feet  of  its  width,  and  redredging  and  enlarging  the 
channels  at  Harrisons  Bar  and  Goose  Hill  Flats  to  200  by  18  feet.  In 
works  of  regulation  the  wing  dams  on  Eichmond  Bar  and  from  Warwick 
Bar  to  Drewry  Bluff  were  to  be  extended  to  new  lines  of  contraction, 
and  wing  dams  constructed  for  the  first  time  in  Wards  Eeach,  Willis 
Eeach,  and  at  Curies.  Two  of  the  wing  dams  at  Varina,  built  in  1880 
and  shortened  by  the  freshet  of  1886,  were  to  be  restored,  and  new 
wing  dams  constructed  on  the  right  bank  covering  the  whole  length 
of  the  shoal,  to  produce  further  contraction  and  scour  out  the  channel 
300  by  22  feet,  required  by  the  project  of  1884.  The  openings  in  train- 
ing walls  below  Eichmond  Bar  and  in  Kingsland  Eeach  were  to  be 
closed. 

Mr.  Curtis,  in  the  fiscal  year  1894,  has  done  the  following  work: 


Locality. 

Earth. 

Cobble. 

Soft  rock. 

Solid 
rock. 

TotaL 

Richmond  to  Steams  Dike 

Cub.pdt. 

1, 577. 6 

1,932.8 

489.8 

11, 589.  C 

Cub.  yds. 
51.6 
ft4.3 
14 

Cub.  yds. 

6,  556.  8 

5,722.6 

954.8 

Cub.  yds. 
1,801 

200. 9 
2,  299. 8 

Cub.  yds. 
9,987 
7, 920. « 

StearuH  Di  ke  to  Goodes  Hocks 

Goodee  Rocks 

3  758  4 

Datch  Gap  Cut-off 

11  589.6 

Total 

15, 589. 8 

129.9     l»  Mi  9 

4.301.7 

33,255.6 
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Seven  thousand  one  hundred  and  forty  and  four-tenths  linear  feet 
win^  dams  built,  and  531.3  linear  feet  renewals  and  repairs. 

The  condition  of  the  channel  June  30, 1894,  is  shown  by  the  follow- 
ing table,  the  depths  being  at  mean  low  water  in  a  channel  not  less 
than  80  feet  wide,  the  minimum  vridth  being  in  rock. 


I : 


Milca. 


Sicbmond  to  Goodes  Rocks 2 

Goodes  Rocks !        .2."> 

Bichmond  Bar I        .75 

Riehmond  Bar  to  Drewry  Bluff 3.75 

Drowryniuff  to  Curies I  14 

Cnrloa  to  Hampton  Roads I  80 


Total.-* 100.75 

I 


1870.    '    1894. 


Ftel.  j    Feet. 

6  JG 

7  I        13. 8 
7  16 

0  18 

14  16. 7 

14.  8  !        17 


The  present  available  depth  for  navigation  at  full  tide  is  19^  feet  from 
the  sea  to  Eichmond  Bar,  and  16^  feet  thence  to  city  limits  of  Rich- 
mond. 

When  the  proposed  improvement  is  completed,  an  annual  expendi- 
ture of  $20,000  will  be  necessary  for  the  maintenance  of  the  channel. 

July  1,1893, balance  unexpended $181,587.33 

June  30, 1894,  amount  expended  during  fiscal  year 73, 907. 26 

July  1, 1894,  balance  unexpended 107, 680.  07 

July  1, 1894,  outstandiug  liabilities $2,000.00 

July  1, 1894,  amount  covered  by  uncompleted  contracts 69, 687. 32 

71, 687. 32 


July  1, 1894,  balance  available •      35,992.75 

Amount  appropriated  by  act  of  August  17, 1894 100, 000. 00 

Amount  available  for  fiscal  year  cndiug  June  30, 1895 135, 992. 75 

'  Amount  (estimated)  required  for  completion  of  existing  project 3, 236, 070. 45 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 

1896 400,000.00 

Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  1 3.) 

IMPR0VEMB;NT  of  POTOMAC  BIVER  and  its  TRTBUT ABIES,  AND  OP 
CEBTAIN  BIVEBS  IN  MABYLAND  AND  VIRGINIA  ON  WESTERN  SHORE 
OP  CHESAPEAKE  BAY. 

This  district  was  in  the  charge  of  Maj.  Charles  E.  L.  B.  Davis,  Corps 
of  Engineers,  with  Lient  George  A,  Zinu,  Cori>s  of  Engineers,  under 
his  immediate  orders  to  May  4, 1894;  Division  Engineer,  Col.  William 
P.  Craighill,  Corps  of  Engineers. 

i.  Potomac  River  at  Washingtofiy  D.  C. — Before  the  commencement  of 
this  improvement  the  channel  to  Georgetown,  D.  C,  was  narrow  and 
crooked,  and  had  not  sufficient  depth  to  meet  the  n^eds  of  commerce. 
Vessels  drawing  16  feet  frequently  grounded  at  high  tide  above  Long 
bridge,  and  frequent  dredging  was  necessary  to  maintain  even  this 
depth.  The  channel  was  of  insufficient  width,  as  the  appropriations 
for  dredging  were  too  small  to  provide  for  more  than  a  narrow  cut 
through  the  bar.  The  Washington  Channel  was  narrow  aud  shoal,  and 
inadequate  to  the  wants  of  commerce.  Extensive  mud  flats  existed 
along  the  city  front  from  Observatory  Hill  to  a  point  opposite  the 
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Arsenal.  Below  Long  bridge  these  flats  were  separated  from  the  city- 
front  by  the  Washington  Channel.  The  greater  portion  of  these  flats 
was  exposed  at  low  tide  and  covered  at  high  tide  with  water  polluted 
by  the  sewage  of  the  city.  At  the  foot  of  Seventeenth  street  "NW.  a 
large  sewer  discharged  directly  upon  the  flats.  These  conditions  ren- 
dered a  portion  of  the  city  almost  uninhabitable. 

By  act  passed  August  2,  1882,  Congress  adopted  a  project  which  has 
for  its  object  the  improvement  of  the  navigation  of  the  river  by  widen- 
ing and  deepening  its  channels,  the  reclamation  or  filling  of  the  marshes 
on  the  city  front  by  aepositing  on  them  the  material  dredged  from  the 
channels,  and  the  establishment  of  harbor  lines  beyond  which  no 
wharves  or  obstructions  should  be  built.  The  project  provides  in  detail 
for  such  depths  of  chanrfels  as  will  accommodate  the  largest  vessels 
that  can  reach  Arsenal  Point,  with  such  depth  at  the  wharves  as  will 
allow  vessels  to  receive  full  cargoes  without  grounding  at  low  water; 
for  filling  the  flats  above  Long  bridge  to  a  height  of  3  feet  above  the 
flood  line  of  1877,  and  the  middle  part  of  the  flats  below  Long  bridge 
to  the  same  height,  but  sloping  each  way  to  a  height  of  6  feet  above 
low  tide  at  the  margin  of  the  fill;  that,  in  order  to  purify  the  water  in 
the  Washington  Channel,  which  will  be  cut  off  at  its  upper  end  from  the 
Virginia,  or  main  channel,  a  tidal  reservoir  or  basin  be  established 
above  Long  bridge,  to  be  filled  with  water  from  the  Virginia  Channel 
on  the  flood  tide  and  discharged  into  the  Washington  Channel  on  the 
ebb. 

The  plan  also  jontemplates  the  rebuilding  of  Long  bridge  with  longer 
spans  and  fewer  piers  during  the  progress  of  the  work,  and  the  inter- 
ception of  all  sewage  now  discharged  into  Washington  Channel  and  its 
conveyance  to  James  Creek,  but  neither  the  reconstruction  of  the  bridge 
nor  the  bililding  of  the  intercepting  sewer  were  included  in  the  esti- 
mate of  the  cost  of  the  improvement. 

The  estimated  cost  of  the  improvement  is  $2,716,365. 

Up  to  the  close  of  the  fiscal  year  1893  the  expenditures  aggregated 
$1,843,165.85,  and  the  following  work  had  been  accomplished:  The 
Virginia  Channel  above  Long  bridge  had  been  deepened  to  20  feet 
at  low  tide  for  a  width  of  from  400  to  550  feet,  a  part  of  which  has  since 
filled  up  and  been  redredged  to  a  width  of  250  feet.  The  Virginia  Chan- 
nel immediately  below  Long  bridge  had  been  widenecL  the  depth  made 
being  20  feet.  The  bar  in  the  same  channel  below  Long  bridge  had 
been  dredged  to  a  depth  of  20  feet  and  a  width  of  about  350  feet.  This 
part  of  the  Virginia  Channel  has  maintained  itself  to  the  full  depth 
originally  dredged,  or  has  deepened.  The  Washington  Channel  had 
been  dredged  to  a  depth  of  20  feet  for  a  width  of  350  feet  throughout 
its  entire  length  and  to  a  depth  of  12  feet  from  the  20  foot  channel  nearly 
to  the  easterly  margin  of  the  fill,  except  a  small  area  near  the  Seventh 
street  wharf.  This  channel  for  the  most  part  maintained  itself  until 
the  freshet  of  June,  1889,  when  considerable  filling  took  place.  The 
junction  of  the  Virginia  and  the  Washington  channels  had  been 
dredged  to  depths  of  20  feet,  15  feet,  and  12  feet.  The  greater  part  of 
the  tidal  reservoir  had  been  dredged  to  a  depth  of  8  feet.  The  mate- 
rial dredged  from  the  river,  9,465,200  cubic  yards  in  all,  had  been  depos- 
ited on  the  flats.  The  entire  area  of  the  flats,  about  621  acres,  had  been 
outlined,  and  practically  the  entire  area  to  be  reclaimed  had  been 
raise<l  to  a  height  of  6  feet  above  low  tide. 

The  riprap  foundation  for  the  sea  wall  had  been  put  in  place  around 
the  entire  river  front  of  the  reclaimed  area  and  the  margin  of  the  tidal 
reservoir.  The  construction  of  the  sea  wall,  for  the  protection  of  the 
margin  of  the  fill  from  erosion  by  the  waves  and  the  action  of  the  tidal 
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currents,  had  been  commenced  and  about  18,290  linear  feet  of  wall  con- 
structed. The  construction  of  a  dike  on  the  westerly  side  of  the  Vir- 
ginia Channel  above  Long  bridge,  with  a  view  to  reducing  the  deposit 
at  that  locality,  was  in  progress.  The  outlet  gates  at  the  tidal  reser- 
voir at  the  head  of  the  Washington  Channel  had  been  completed^  with 
the  exception  of  the  railing. 

During  the  fiscal  year  ending  June  30, 1894,  the  construction  of  the 
sea  wall  was  continued  and  7,205  linear  feet  built,  making  a  total  to 
date  of  25,495  linear  feet. 

In  the  Washington  Channel,  the  anchorage  ground  between  the  navi- 
gationchanneland  the  wall — dredged  to  adepth  of  12feet — has  been  com- 
pleted. The  navigation  channel  has  been  redredged  and  widened  for  a 
length  of  6,297  linear  feet,  the  width  being  generally  400  feet  and  the 
depth  20  feet. 

The  unfinished  portion  of  the  tidal  reservoir  was  dredged  to  the 
required  depth  of  8  feet  at  low  tide. 

The  channel  dredged  in  1892  through  the  upper  bar  in  the  Virginia 
Channel  above  Long  bridge  was  found  to  have  filled  in  by  freshets,  and 
has  been  partly  redredged  to  a  depth  of  20  feet. 

Work  on  the  training  dike  on  the  west  side  of  the  Virginia  Channel 
has  been  continued. 

Long  bridge. — On  June  30, 1892,  the  northerly  end  of  the  Long  bridge 
across  the  Washington  Channel  had  been  nearly  reconstructed  by  the 
Baltimore  and  Potomac  Bailroad  Company  on  plans  approved  by  the 
Secretary  of  War,  the  work  being  incomplete  owing  to  the  settlement 
and  movement  of  the  abutments. 

Eeference  is  made  in  the  report  of  the  officer  in  local  charge  to  the 
necessity  of  rebuilding  Long  bridge.  In  event  of  a  freshet  occurring 
when  the  Potomac  Eiver  is  full  of  ice  great  damage  is  to  be  expected. 
The  piers  of  the  bridge  are  of  such  faulty  construction  that  an  ice 
gorge  would  be  probable,  which  would  cause  the  water  to  back  up  and 
overflow  portions  of  the  city  front  and  through  the  sewers  above  the 
bridge  such  portions  of  the  lower  parts  of  the  city  as  may  be  drained 
by  them.  Great  damage  was  done  by  the  freshet  of  June,  1889,  but 
greater  damage  may  occur  from  a  freshet  of  lesser  magnitude  if  accom- 
panied by  an  ice  gorge. 

A  plan  for  the  reconstruction  of  the  bridge  was  submitted  to  Con- 
gress April  5,  1890. 

July  1,1893,  balance  unexpended '$191,834.15 

June  30, 1894,  amount  expended  during  fiscal  year 140, 301. 83 

July  1, 1894,  balance  unexpended 51,532.32 

July  1, 1894,  outstanding  liabilities $666.00 

July  1, 1894,  amount  covered  by  uncompleted  contracts  ....     19, 122. 00 

19,788.00 

July  1, 1894,  balance  available 31,744.32 

Amount  appropriated  by  act  of  August  17,1894 150,000.00 

Amount  available  for  fiscal  year  ending  June  30, 1895 181, 744. 32 


Amount  (estimated)  required  for  completion  of  existing  project 531, 365. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June 

30,1896 531,365.00 

Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 

harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  J  1.) 


"In  the  Annual  Report  for  1893  the  balance  available  for  ^'Eastern  Branch"  of 
the  Potomac  River  was  included  in  this  statement. 
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2.  Anacostia  Biver^  District  of  Columbia, — The  channel  of  the  Ana- 
costia  River,  District  of  Columbia,  was  obstructed  between  its  inouth 
and  the  Washington  navy-yard  by  three  bars,  on  two  of  which  there 
were  ruling  depths  of  18  feet,  and  on  the  third  a  ruling  depth  of  about 
11)  feet.  The  channel  is  exceedingly  narrow  and  tortuous  and  vessels 
of  moderate  length  navigate  it  with  difficulty. 

The  project  for  the  improvement  of  the  Anacostia  River  provides  for 
dredging  a  channel  24  feet  deep  and  200  feet  wide  from  its  mouth  to 
the  navy-yard  bridge,  the  channel  to  be  widened  with  a  reduced  depth 
to  1,000  feet,  as  the  demands  of  commerce  require. 

In  front  of  the  navy-yard  a  basin  is  proposed  400  feet  wide  and  24 
feet  deep.  The  material  dredged  is  to  be  deposited  on  the  flats  of  the 
river,  and  the  estimated  cost  of  the  improvement  is  $656,000. 

Up  to  June  30, 1893,  $18,121.94  had  been  expended,  and  channels  200 
feet  wide  and  20  feet  deep  were  dredged  through  two  shoals.  A  basin 
from  100  to  200  feet  wide  and  22  feet  deep  has  been  dredged  at  the  navy- 
yard  by  i\ie  Ifavy  Department.  No  work  has  been  done  during  the 
fiscal  year  ending  June  30, 1894,  for  want  of  funds. 

July  1, 1893,  balance  unexpended *  $1,878.06 

June  30, 1884,  amount  expended  during  fiscal  year 105. 00 

J uly  1, 1894,  balance  unexpended 1,  773. 06 

(Amount  (estimated)  required  for  completion  of  existing  project 636, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending:  J  une  30, 1896  200, 000. 00 
Submitted  in  compliance  yrith  requirements  of  sectional  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

I     (See  Appendix  J  2.) 

3.  Occoguan  Creek,  Virginia. — Occoquan  Creek  is  a  tributary  of  the 
Potomac  Kiver,  which  it  enters  about  25  miles  below  Washington,  D. 
C.  Ifavigation  was  obstructed  by  four  bars,  which  were  improved 
between  1873  and  1880  by  the  expenditure  of  four  appropriations, 
aggregating  $25,000,  giving  a  navigable  depth  of  about  6  feet  to  Occo- 
quan, the  head  of  navigation,  4  miles  above  the  mouth.  When  the 
original  survey  was  made,  November,  1872,  the  ruling  depths  over  the 
several  bars  were  as  follows:  Lower  Mud,  2.7  feet;  Sand  Bar, 4  feet. 
Occoquan  Bar  does  not  appear  to  have  been  in  existence.  A  narrow 
channel  had  been  dredged  by  the  citizens  at  the  Upper  Mud,  having  a 
depth  of  6  feet.  In  compliance  with  the  provisions  of  the  river  and 
harbor  act  of  August  11, 1888,  a  new  survey  ^as  made  in  1889,  and  the 
condition  of  the  several  bars  found  as  follows: 

Lower  Mud,  about  3.5  miles  below  Occoquan.  This  bar  is  about  4,000 
feet  long  and  had  a  ruling  depth  of  about  3  feet.  The  former  dredged 
channel  had  filled  in. 

Upper  Mud,  about  2.25  miles  below  Occoquan.  The  channel  dredged 
in  1874-'75  was  found  to  have  maintained  its  original  dimensions,  being 
about  50  feet  wide  and  from  5  to  6  feet  deep. 

Sand  Bar,  about  one-half  mile  below  Occoquan.  The  former  dredged 
channel  had  filled  in,  the  least  depth  being  4.2  feet. 

Occoquan  Bar,  a  short  bar  opposite  Occoquan.  The  channel  dredged 
here  had  filled  in,  and  the  least  depth  was  4  feet. 

The  project  for  the  new  improvement  comprises  the  dredging  of 
channels  6  feet  deep  and  from  100  to  150  feet  wide  through  the  bars, 
with  the  construction  of  such  dikes  as  may  be  required  to  maintain  the 

*  In  the  annual  report  for  1893  the  balance  available  for  this  improvement  was 
included  in  the  statement  for  Potomac  Kiver. 
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depth  secared  by  dredging.  The  first  appropriation  for  the  new  work 
was  made  September  19,  1890.  At  the  close  of  the  fiscal  year  ending* 
June  30, 1893,  $12,506.32  had  been  expended.  At  that  date  a  channel 
6  feet  deep  and  from  100  to  150  feet  wide  had  been  dredged  through  the 
Lower  Mud.  A  part  of  the  channel  at  the  Upper  Mud  had  been  deep- 
ened to  6  feet  and  widened  to  100  feet.  A  width  of  100  feet  and  a 
depth  of  6  feet  had  been  secured  at  the  Sand  Bar.  A  channel  8  feet 
deep  and  100  feet  wide  had  been  dredged  through  Occoquan  Bar,  and 
the  dike  at  Occoquan  Bar  had  been  nearly  completed. 

The  amount  expended  during  the  fiscal  year  ending  June  30,  1894, 
has  resulted  in  the  completion  of  1,350  linear  feet  in  all  of  the  channel 
of  the  Upper  Mud  to  the  required  dimensions  of  100  feet  in  width  and 
6  feet  in  depth. 

July  1, 1893,  balance  nnexpondod $2,493.68 

June  30, 18S4,  amount  expended  during  fiscal  year 1, 926. 98 

July  1, 1894,  balance  unexpended 566. 70 

Amount  appropriated  by  act  of  August  17, 1894 5, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 5, 566. 70 

{Amount  (estimated)  required  for  completion  of  existing  project 25, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  u  ne  30, 1896    25, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civU  act  of  March  3, 1893. 

(See  Apx)en^dix  J  3.) 

4,  Aquia  CreelCy  Virginia. — Aquia  Creek  is  a  tributary  of  the  Potomac 
River,  which  it  enters  about  41  miles  below  Washington,  D.  C.  The 
stream  is  about  7  miles  long,  and  in  1872  its  navigation  was  chiefly 
obstructed  by  shoals  between  the  mouth  and  the  "Narrows,'^  4.5  miles 
above.  Here  the  creek  takes  the  character  of  a  wide  bay,  from  1,000 
to  0,000  feet  wide,  while  the  depth  of  water  ranged  from  2  to  4  feet  over 
an  almost  continuous  shoal  of  soft  mud.  Above  the  "Narrows"  the 
creek  is  from  60  to  200  feet  wide,  with  a  depth  of  from  2  to  17  feet,  the 
shoaler  portions  being  near  the  head  of  navigation.  The  stream  is 
crossed  by  a  bridge  of  the  Richmond,  Fredericksburg  and  Potomac 
Railroad,  about  3  miles  above  the  mouth,  the  draw  of  the  bridge  being 
but  28  feet  wide. 

From  1872  to  1878  appropriations  amounting  to  $10,000  were  made 
by  Congress,  and  the  navigation  improved  by  dredging  a  channel  from 
40  to  50  feet  wide,  and  from  4  to  5  feet  deep,  through  the  shoaler  parts 
of  the  creek,  chiefly  above  the  railroad  bridge. 

A  new  sur\"ey  of  the  creek  was  provided  for  in  the  river  and  harbor  act 
of  August  11, 1888,  and  was  made  in  1889.  The  channel  dredged  from 
1872  to  1878  was  found  to  have  maintained  its  dimensions  between  the 
railroad  bridge  and  the  "  Narrows,"  but  at  other  places  it  had  filled  in. 
The  general  depth  of  water  in  the  creek  remained  substantially  as  in 
1872.  Estimates  for  improving  the  navigation  were  submitted  Janu- 
ary 18, 1890,  and  an  appropriation  of  $10,000  made  by  the  river  and 
harbor  act  of  September  19,  1890. 

The  project  for  the  improvement,  approved  December  4, 1890,  pro- 
poses a  channel  80  feet  wide  and  6  feet  deep,  dredged  through  the 
shoals  where  less  than  6  feet  is  found  between  the  mouth  of  the  creek 
and  the  "  Narrows." 

At  the  close  of  the  fiscal  year  ending  June  30,  1893,  $10,014.25  had 
been  expended.    A  channel  80  feet  wide  and  6  feet  deep  had  then  been 
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dredged  from  Thorny  Point,  at  the  lower  end  of  the  shoal,  up  to  the 
i^ailroad  bridge,  a  distance  of  12,280  feet. 

During  the  fiscal  year  ending  June  30,  1894,  a  channel  80  feet  wide 
and  6  feet  deep  has  been  dredged  for  a  distance  of  3,823  feet  above  the 
railroad  bridge. 

July  1,  1893,  balance  unexpended $4, 985.  75 

June  30,  18£4,  amount  expended  during  fiscal  year 3, 550. 98 

July  1,  1894,  balance  unexpended 1, 434. 77 

Amount  appropriated  by  act  of  August  17,  1894 3,000.00 

Amount  available  for  fiscal  year  ending  Juno  30,  1895 4, 434. 77 

{Amount  (estimated)  required  for  completion  of  existing  project 22, 000. 00 
Amountthat  can  be  profitably  expended  in  fiscalyear  ending  June  30, 1896    15, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  J  4.) 

5.  Nomini  Creek^  Virginia, — This  stream  is  an  important  tributary  of 
the  Potomac,  which  it  enters  about  82  miles  below  Washington,  D.  0. 

Navigation  was  obstructed  in  1872  by  a  bar  of  sand  and  oyster  shells 
at  its  mouth,  over  which  but  3  feet  could  be  carried  at  low  tide,  and 
the  dangers  and  difficulties  of  passing  the  bar  were  further  increased 
by  a  rapid  current  and  cross  tides.  After  passing  the  bar  8  feet  can 
be  carried  to  Nomini  Ferry,  about  4  miles  above  the  mouth. 

The  original  project  for  the  improvement,  adopted  in  1873,  provided 
for  dredging  a  channel  100  feet  wide  and  9  feet  deep  through  the  bar. 
The  project  was  modified  in  1879  by  increasing  the  width  to  150  feet, 
and  again  in  1885  by  increasing  the  width  to  200  feet.  In  1890  a  fur- 
ther modification  was  made,  proposing  the  construction  of  two  jetties 
paraDel  to  the  outer  channel,  retaining  the  width  of  dredging  at  150 
feet.  The  total  cost  of  this  modified  project  was  placed  at  $72,500.  At 
the  close  of  work  in  1883  a  channel  about  100  feet  wide  and  9  feet 
deep  had  been  dredged  through  the  bar.  During  the  suspension  of 
work  from  1883  to  1889  the  cut  was  reduced  in  depth  and  width  by 
deposits  of  sand.  In  1889  the  outer  channel  was  widened  and  redredged 
on  the  westerly  side  for  a  width  of  94  feet  and  a  length  of  1,470  feet, 
the  depths  being  from  8.9  to  13.8  feet. 

During  the  fiscal  year  ending  June  30, 1891,  the  channel  at  and  out- 
side of  White  Point  was  dredged,  the  width  attained  being  from  130  to 
150  feet,  and  the  depth  9  feet.  A  riprap  dike  was  built  inside  White 
Point  to  check  the  cross  tidal  currents. 

No  work  was  done  during  the  fiscal  year  ending  June  30, 1892. 

Up  to  the  close  of  the  fiscal  year  ending  June  30, 1893,  $43,877,11 
had  been  expended.  Two  hundred  linear  feet  of  the  east  jetty  outside 
White  Point  was  finished.  During  the  fiscal  year  ending  June  30, 
1894,  265  linear  feet  of  the  east  jetty  has  been  completed,  making  a 
total  of  465  linear  feet. 

July  1, 1893,  balance  unexpended $8,622.89 

Juno  30, 1894,  amount  expended  during  fiscal  year 2, 366. 95 

July  1, 1894,  balance  unexpended 6, 255. 94 

July  1, 1894,  amount  covered  by  uncompleted  contracts 5, 978. 00 

July  1, 1894,  balance  available 277.94 

Amount  appropriated  by  act  of  August  17, 1894 5,  000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 5,277.94 
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{Amount  ^estimated)  required  for  completion  of  existing  project $15,000.00 
Amount  that  can  be  profitably  expended  in  fiscal  vear  ending  June  30, 1896    15, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  I'iver  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  J  5.) 

6.  Lawer  Machodoe  Creeks  Virginia. — Lower  Machodoc  Creek  is  a 
tributary  of  the  Potomac  River,  which  it  enters  on  the  right  about  85 
miles  below  Washington,  D.  C.  It  has  a  navigable  length  of  about 
4  miles,  and  the  lower  part  of  the  stream  afibrds  a  good  harbor  for 
vessels  drawing  12  feet  or  less.  In  1892  navigation  was  obstructed 
by  a  bar  at  the  "Narrows"  2  miles  above  the  mouth,  over  which  but 
4  feet  could  be  carried  at  low  tide.  After  passing  the  bar  depths  of 
from  10  to  14  feet  are  found,  gradually  diminishing,  however,  to  about 
6  feet  at  Drum  Bay,  the  head  of  navigation. 

The  project  for  the  improvement,  based  on  the  survey  of  1892,  made 
subsequent  to  the  appropriation  of  July  13  of  that  year,  provides  for 
dredging  a  channel  9  feet  deep  and  150  feet  wide  through  the  bar  at 
the  "  Narrows,'^  at  an  estimated  cost  of  $15,000. 

The  first  appropriation  for  the  improvement  was  made  July  13, 1892, 
the  amount  being  $3,000. 

At  the  close  of  the  fiscal  year  ending  June  30, 1893,  $227.65  had  been 
expended.  A  survey  of  the  bar  had  been  made  and  dredging  com- 
menced. 

During  the  fiscal  year  ending  June  30, 1894,  the  dredging  of  the 
channel  through  Narrows  Bar  wa^  continued  as  far  as  the  available 
funds  would  permit,  and  a  channel  6  feet  deep  and  150  feet  wide 
secured  through  the  bar. 

July  1,  1893,  balance  unexpended $2, 772. 35 

Jane  30,  ISH,  amount  expended  during  fiscal  year 2,635.74 

July  1,  1894,  balance  unexpended 136. 61 

*  Amount  appropriated  by  act  of  August  17,  1894 3,000.00 

Amount  aTailable  for  fiscal  year  ending  June  30,  1895 3, 136. 61 

{Amount  (estimated)  required  for  completion  of  existing  project 9, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896      9, 000. 00 
Submitted  in  compliance  witb  requirements  of  sections  2  of  river  and 
harbor  acta  of  1^  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  J  6.) 

7.  Patuxent  River,  Maryland, — The  present  head  of  navigation  on  the 
Patnxent  River  is  Bristol,  Md.,  about  46  miles  above  the  mouth.  Prior 
to  the  commencement  of  the  improvement  navigation  below  Bristol  was 
obstructed  by  two  mud  bars;  (1)  Swann  Point  Bar,  about 43  miles  above 
the  mouth,  having  a  least  depth  of  7.8  feet,  and  (2)  Bristol  Bar,  at 
Bristol,  having  least  depths  in  front  of  the  two  wharves  of  7.6  and  4.3 
feet.  Two  other  bars  below,  viz.  Pope  Shoal  (24  miles  above  the  mouth) 
and  Warren  Beach  Bar  (34  miles  above  the  mouth),  were  mentioned  in 
the  report  of  the  preliminary  examination  as  worthy  of  survey,  but 
they  offer  no  obstruction  to  the  present  standard  of  navigation. 

The  original  project  was  adopted  in  1888,  and  contemplated  dredging 
a  cut  200  feet  wide  and  from  12  to  13  feet  deep  through  Swann  Point 
Bar  and  Bristol  Bar,  so  as  to  secure  a  permanent  channel  about  100  feet 
wide  and  12  feet  deep  at  low  tide.  This  project  was  modified  in  1890, 
so  as  to  provide  for  a  channel  120  feet  wide  and  12  feet  deep  (then 
already  dredged)  at  Bristol  Bar,  and  a  channel  100  feet  wide  and  9  feet 
deep  at  Swann  Point  Bar;  these  last-named  dimensionss  being  regarded 
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as  sufficient  for  the  present  and  immediate  prospective  demands  of 
commerce. 

At  tlie  close  of  the  fiscal  year  ending  June  30, 1893,  $10,114,13  had 
been  expended.  A  channel,  120  feet  wide  12  feet  deep  and  794  feet 
long,  had  been  dredged  at  Bristol  Bar,  and  a  channel  9  feet  deep,  about 
100  feet  wide  and  a^ut  2,250  feet  long,  through  Swann  Point  Bar. 

A  survey  of  these  two  bars,  made  in  June,  1894,  shows  that  the  pres- 
ent dimensions  of  chanuel  are  sufficient  for  the  navigation  of  the  river, 
and  no  further  appropriations  are  recommended. 

Jnly  1, 1893,  balance  uuexpended $855. 87 

June  30, 1894,  aniounli  expended  during  fiscal  year 473. 17 

July  1, 1894,  balance  unexpended 1 . .  382. 70 

(See  Appendix  J  7.) 

8.  Rappahannock  River,  Virginia. — The  obstructions  to  navigation  of 
the  Eappahannock  River  before  improvement  were  nine  bars  between 
Tappahannock,  41  miles  above  the  mouth,  and  Fredericksburg,  100 
miles  above  the  mouth,  over  which  the  ruling  depths  were  from  4  to 
10.5  feet.  The  chief  obstructions  were  in  the  12.5  miles  of  river  below 
Fredericksburg,  where  seven  of  the  bars  are  found.  Of  these  bars, 
Fredericksburg  Bar,  with  a  least  depth  of  4  feet,  and  Spottswood  Bar, 
4  miles  below  Fredericksburg,  with  a  least  depth  of  6  feet,  caused  the 
most  delay  to  steamboats  and  vessels. 

The  original  project  adopted  in  1871  proposed  a  channel  10  feet  deep 
and  100  feet  wide  through  all  the  bars.  This  was  modified  in  1879  by 
increasing  the  dimensions  of  the  channel  between  Port  Royal  and 
Tappahannock  to  15  feet  in  depth  and  200  feet  in  width,  to  accommodate 
the  larger  class  of  vessels. 

Up  to  June  30,  1893,  $90,500  had  been  expended  on  the  original 
project  and  $129,231.27  on  the  modified  project,  making  a  total  of 
$219,731.27,  and  depths  of  from  8.4  to  9.5  feet  secured  through  the 
bars  between  Fredericksburg  and  Port  Royal  by  dredging  and  the 
construction  of  dikes.  Wrecks  and  snags  obstructing  navigation 
had  also  been  removed. 

During  the  fiscal  year  ending  June  30,  1894,  $11,403.41  has  been 
expended.  The  channel  through  Fredericksburg  Bar,  which  was  in 
progress  on  June  30, 1893,  has  been  redredged  as  far  as  the  available 
funds  would  permit.  A  channel  100  feet  wide  and  10  feet  deep  was 
dredged  for  a  distance  of  2,500  feet,  while  for  a  farther  distance  of 
2,200  feet  a  width  of  67  feet  and  a  depth  of  10  feet  were  secured.  The 
material  deposited  behind  the  dikes  at  this  bar  has  been  protected  by 
bmsli  fences  from  erosion  during  freshets. 

As  each  recurring  freshet  brings  additional  deposits  of  sand  and  silt 
into  the  river,  the  officer  in  charge  recommends  an  annual  appropria- 
tion of  $7,500  for  the  maintenance  of  the  improvement. 

July  1,  1893,  balance  unexpended $14,768.73 

June  30,  1894,  amount  expended  during  fiscal  year 11, 403. 41 

July  1,  1894,  balance  unexpended 3, 365. 32 

July  1,  1894,  outstanding  liabilities *  1, 929. 00 

July  1,  1894,  balance  available 1,436.32 

Amount  appropriated  by  act  of  August  17,  1894 10, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 11,436.32 


•  $1,916.97  due  on  contract  witb  George  E.  Ward,  dated  April  5,  1889. 
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{Amount  (estimated)  leq aired  for  completion  of  existing  project $137, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  en  ding  June  30, 1896    25, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  J  8.) 

9.  Urbana  CreeJcj  Virginia, — TJrbaiia  Creek  is  a  tributary  of  the 
Bappahannock  Biver,  whicli  it  enters  16  miles  above  the  mouth. 
Before  improvement  navigation  was  obstructed  by  a  bar  outside  the 
mouth,  over  which  but  6.5  feet  could  be  carried,  and  a  shoal  within  the 
creek  having  a  least  depth  of  7  feet 

The  original  project,  adopted  in  1879,  provided  for  dredging  a  channel 
150  feet  wide  and  10  feet  deep  through  the  outer  bar.  This  project 
was  extended  in  1883  so  as  to  include  dredging  to  10  feet  through  a 
shoal  within  the  creek  near  the  town  of  Urbana. 

Up  to  the  close  of  the  fiscal  year  ending  June  30,  1893,  $22,206.48 
had  been  expended.  The  channel  through  the  outer  bar  had  been 
dredged  to  a  depth  of  10  feet  and  a  width  of  140  feet,  but  owing  to  the 
action  of  storms  the  width  had  decreased  from  sand  filling  to  110  and 
shoaled  to  depths  of  from  8  J  to  9^  feet.  It  was  therefore  necessary  to 
redredge  the  channel  in  order  to  maintain  the  standard  of  navigation. 
This  work  was  in  progress  on  June  30, 1893. 

A  channel  had  also  been  dredged  through  the  shoal  within  the  creek 
firom  80  to  170  feet  wide  and  10  feet  deep,  and  dikes  and  jetties  had 
been  built  along  the  sand  spit  to  check  the  movement  of  the  sand, 
which  tends  to  close  the  natural  channel  at  the  end  of  the  spit.  This 
channel  was  widened  70  feet  by  dredging  off  the  end  of  the  sand  sx)it. 
The  depth  made  was  10  feet  at  low  tide. 

During  the  fiscal  year  ending  June  30, 1894,  the  redredging  of  the 
outer  channel  lias  been  completed  as  far  as  the  funds  would  permit, 
and  a  channel  10  feet  deep  and  120  feet  wide  has  been  secured  through 
the  bar. 

July  1,1893,  balaoce  unexpended $2,293.52 

June  30,  1894,  amount  expended  during  fiscal  year 2, 277.63 

July  1,  1894,  balance  unexpended 1.5.89 

Amount  appropriated  by  act  of  August  17,  1894 3, 000. 00 

Amount  aTailable  for  fiscal  year  ending  June  30,  1695 3, 015. 89 

{Amount  (estimated)  required  for  completion  of  existing  project 7, 080. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30,1896      7,  080. 00 
Submitted  in  cominiance  with  requirements  ojr  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  J  9.) 

10.  Tork  Biverj  Virginia. — The  Pamunkey  and  Mattaponi  rivers 
unite  at  West  Point,  Va.,  to  form  the  York  River,  which  is  41  miles  in 
length  and  empties  into  Chesapeake  Bay  about  16  miles  above  Old 
Point,  Va.  Prior  to  the  commencement  of  the  improvement  naviga- 
tion was  obstructed  by  Potopotank  Bar,  9  miles  below  West  Point,  on 
which  the  ruling  depth  was  18.5  feet;  by  West  Point  Bar,  extending 
about  2  miles  below  West  Point,  and  having  a  ruling  depth  of  15.5 
feet,  and  by  shoal  water  in  front  of  the  West  Point  wharves,  at  the 
mouth  of  the  Pamunkey. 

The  original  project  provided  for  a  channel  22  feet  deep  and  200  feet 
wide  through  these  bars,  with  an  increased  width  at  the  wharves.  In 
1884  the  proposed  channel  width  was  increased  to  400  feet,  and  in  1887 
the  project  was  amended  so  as  to  include  the  construction  of  a  dike 
along  the  flats  on  the  right  of  the  channel  to  contract  the  waterway 
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and  maintain  the  depth  dredged,  which  had  decreased  from  continued 
silting. 

Up  to  the  close  of  the  fiscal  year  ending  June  30, 1893,  $148,277.60 
had  been  expended  in  the  following  work:  A  channel  105  feet  wide 
and  22  feet  deep  was  dredged  in  1880-'81  through  Potopotank  Bar, 
which  had,  however,  shoaled  in  1890  to  20.8  feet.  A  channel  22  feet 
deep  and  from  161  to  257  feet  wide,  with  a  center  cut  24  feet  deep  and 
40  feet  wide,  had  been  dredged  at  West  Point  Bar  below  the  wharves, 
but  this  channel  has  shoaled  to  such  an  extent  that  much  redredging 
has  been  necessary.  The  channel  in  front  of  the  West  Point  wharves 
has  been  dredged  to  a  width  of  160  feet  and  a  depth  of  22  feet,  the 
length  being  2,700  feet.  The  construction  of  the  dike  at  West  Point 
Bar  had  been  commenced. 

During  the  fiscal  year  ending  June  30, 1894,  7,639  linear  feetof  sheet- 
pile  dike  has  been  built  at  West  Point  Bar, 

July  1. 1893,  balance  unexpended $45,472.40 

June  30, 1894,  amount  expended  during  fiscal  year 35, 822. 88 

July  1, 1894,  balance  unexpended 9, 649. 52 

July  1, 1894,  outstanding  liabilities $50.00 

July  1, 1894,  amount  covered  by  uncomplet>ed  contracts 5, 330. 42 

5,380.42 

July  1, 1894,  balance  available 4, 269. 10 

Amount  appropriated  by  act  of  August  17,1894 20,000.00 

Amount  available  for  fiscal  year  ending  Juno  30, 1895 24, 269. 10 

{Amount  (estimated)  required  for  completion  of  existing  project 95, 050. 00 
Amount  tbatcan  be  profitably  expended  infiscal  year  ending  June  30, 1896    95, 050. 00 
Submitted  ^n  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  J  10.) 

11.  Mattaponi  River ^  Virginia. — The  Mattaponi  Kiver  is  navigable  for 
small  steamers  from  its  mouth,  at  West  Point,  Va.,  to  Ayletts,  Va.,  a 
distance  of  about  52  miles,  and  can  be  made  navigable  for  barges  for 
about  26  miles  above  Ayletts  to  Munday  bridge.  The  obstructions  to 
5.5-foot  navigation  are  five  bars  below  Ayletts,  having  ruling  depths  of 
from  2.5  to  3.6  feet,  and  wrecks,  snags,  logs,  and  overhanging  trees. 

There  were  eight  bars  reported  above  Ayletts,  but  no  improvement 
of  them  is  proposed. 

The  approved  project  adopted  in  1880  provides  for  a  channel  40  feet 
wide  and  5.5  feet  deep  through  the  bars  below  Ayletts  and  the  removal 
of  logs,  snags,  overhanging  trees,  wrecks,  etc.,  as  far  up  as  Munday 
bridge.  The  river  and  harbor  act  of  July  13, 1892,  directed  the  expend- 
iture of  $1,500  in  improvement  of  the  river  between  Ayletts  and  Guinea 
bridge,  near  Milford  Station,  on  the  Eichmond,  Fredericksburg  and 
Potomac  Railroad. 

Up  to  the  close  of  the  fiscal  year  ending  June  30, 1893,  $20, 098.30 
had  been  expended  in  removing  snags,  wrecks,  logs,  and  other  obstruc- 
tions between  Robinson  Bar  and  Munday  bridge,  a  distance  of  34  miles, 
in  building  2,226  linear  feet  of  dike  at  Robinson  Bar,  and  the  con- 
struction of  the  plant  necessary  for  these  operations. 

During  the  fiscal  year  ending  June  30,  1804,  the  removal  of  snags 
was  continued  under  the  appropriation  of  $4,000  made  July  13,  1892. 

Owing  to  the  shoal  water  found,  only  a  small  part  of  the  work  above 
Ayletts  could  be  done. 
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July  1,  1893,  balance  unexpended $3,201.70 

Jnne  30,  1894,  amount  expended  during  fiscal  year 866. 81 

July  1,  1894.  balance  unexpended 2, 334. 89 

Amount  appropriated  by  act  of  August  17, 1894 4,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 : 6, 334. 89 

{Amount  (estimated)  required  for  completion  of  existing  project 44, 800. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    10, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  J  11.) 

12.  Famufikey  River,  Virginia. — The  Pamunkey  Eiver  has  a  Daviga- 
ble  length  of  69  miles,  and  empties  into  the  York  Eiver  at  West  Point, 
Va.  Navigation  was  originally  obstructed  by  five  bars  in  the  upper 
part  of  the  river,  and  by  snags,  logs,  and  overhanging  trees. 

The  project  was  adopted  in  1880  and  amended  in  1885,  and  provides 
for  channels  100  feet  wide  and  7  feet  deep  through  Spring  Bar  and 
Skidmore  Bar,  or  to  a  distance  of  47  miles  above  West  Point,  and 
channels  40  feet  wide  and  from  3  to  5  feet  deep  through  the  bars  above, 
together  with  the  removal  of  logs,  wrecks,  snags,  and  overhanging 
trees. 

The  amount  expended  to  June  30, 1893,  was  $18,500.  Snags,  logs, 
and  overhanging  trees  had  then  several  times  been  removed  from  22.5 
miles  of  the  river  between  Garlick  Ferry  and  Hanovertown;  dikes  had 
been  built  at  Spring  Bar  and  Skidmore  Bar,  and  a  channel  95  feet 
wide  and  from  6  to  7  feet  deep  had  been  dredged  through  Skidmore 
Bar.  The  plant  necessary  for  snagging  operations,  pile-driving,  etc., 
had  been  constructed,  being  paid  for  in  part  from  appropriations  for 
this  river. 

During  the  fiscal  year  ending  June  30,  1894,  snags,  logs,  and  simi-* 
lar  obstructions  were  again  removed  between  White  House  and  Han- 
overtown,  a  distance  of  30  miles. 

July  1, 1893,  balance  unexpended $3, 000. 00 

June  30, 1894,  amount  expended  during  fiscal  year 381. 02 

July  1, 18M,  balance  unexpended 2,618.96 

Amount  appropriated  by  act  of  August  17, 1894 2, 000. 00 

Amount  available  for  fiscal  year  ending  Jnne  30, 1895 4, 618. 98 

(Amount  (estimated)  required  for  completion  of  existing  project 6,000.00 
Amountthat  can  be  profitably  expended  in  fiscal  year  ending  June  30,1896      5, 000.00 
Submitted  in  comfdiance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Api>eudix  J  12.) 

13.  Removing  sunken  vessels  or  craft  obstructing  or  endangering  navi- 
gation.— The  wreck  of  the  schooner  Samuel  W.  Thomas,  in  St.  Georges 
liiver,  Maryland,  was  reported  on  October  4,  1893,  as  an  obstruction  to 
navigation.  The  usual  notice  of  thirty  days  to  persons  interested  was 
published  and  proposals  for  removing  the  wreck  opened  December  9, 
1893.  A  contract  for  the  work  was  entered  into  for  tbe  sum  of  $323, 
and  the  wreck  successfully  removed  December  28-31, 1893,  The  total 
expenditure  was  $498.79. 

The  steamer  W.  W.  Coit  was  burned  in  the  Washington  Channel  of 

tlie  Potomac  River,  November  5, 1893,  and  sank  soon  after,  becoming  a 

dangerous  obstruction  to  navigation.    After  the  usual  notice  of  thirty 

days  to  parties  interested,  proposals  were  opened  for  removing  the  wreck 
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on  Janaary  2, 1894.    A  contract  for  the  work  was  entered  into  Jana- 
ary  0, 1894,  for  the  sum  of  $1,137,  and  the  removal  of  the  wreck  was 
completed  June  21, 1894.    The  total  expenditure  was  $1,418.98. 
(See  Appendix  J  13.) 

IMPROVEMENT    OF    RIVERS    AND    HARBORS    IN    SOUTHEASTERN   VIR* 
GINIA  AND  NORTHEASTERN  NORTH  CAROLINA. 

This  district  was  in  the  charge  of  Capt.  Edward  Burr,  Gorps  of 
Engineers;  Division  Engineer,  Col.  William  P.  Craighill,  Corps  of 
Engineers. 

1.  Harbor  of  Norfolk  and  its  approaches^  Virginia, — In  1877,  previous 
to  the  commencement  of  the  present  improvement,  the  harbor  of  Nor- 
folk was  obstructed  by  shoals  at  the  mouths  of  the  Eastern  and  South- 
ern branches,  the  shoal  in  the  Eastern  Branch  being  about  one-third 
of  a  mile  long,  with  a  low-water  depth  of  15  to  16  feet,  and  the  shoal 
in  the  Southern  Branch  being  short  and  with  a  depth  of  22  to  23  feet. 

The  approaches  to  the  harbor  were  obstructed  by  shoals  at  Se walls 
Point,  3  miles  long,  with  a  low-water  depth  of  20  feet,  and  at  the  mouth 
of  the  Western  Branch  1  mile  long,  with  a  low- water  depth  of  19  feet 
The  depths  on  these -shoals  and  the  widths  of  the  channels,  particu- 
larly in  the  inner  harbor  where  encroached  upon  by  the  Portsmouth 
and  Berkley  flats,  were  insufficent  for  the  requirements  of  the  i)ort. 

The  plan  of  improvement  adopted  in  1878  was  to  deepen  and  widen 
the  channels  at  the  mouth  of  the  Southern  Branch  and  along  Ports- 
mouth and  Berkley  flats  in  the  harbor  proper,  and  to  improve  the 
approaches  to  the  harbor  by  dredging  a  channel  500  feet  wide  and  25 
feet  deep  at  ordinary  low  water  through  the  shoals  at  Sewalls  Point 
and  at  the  mouth  of  the  Western  Branch. 

.  The  revised  project  of  1885  is  a*  follows:  (1)  To  dredge  a  channel, 
not  less  tban  500  feet  wide  and  25  feet  deep  at  ordinary  low  water,  from 
the  deep  water  in  Hampton  Eoads  to  Norfolk  and  the  United  States  navy- 
yard  on  the  Southern  Branch,  and  also  to  dredge  a  channel  in  the  Eastern 
Branch  not  less  than  22  feet  deep  at  ordinary  low  water,  with  a  width 
of  700  feet  at  its  mouth  and  of  not  less  than  300  feet  at  the  Norfolk 
and  Western  Kailroad  bridge;  (2)  to  ultimately  dredge  the  entire  area 
bounded  by  lines  parallel  to  ana  75  feet  from  the  port- warden  lines  to  a 
depth  not  less  than  25  feet  from  Fort  Norfolk  to  the  United  States  navy- 
yard  and  not  less  than  22  feet  from  the  mouth  of  the  Eastern  Branch 
to  Campostella  bridge,  and  to  build  a  bulkhead  at  Berkley  flats. 

To  the  project  of  1885  there  was  added  in  1800,  the  dredging  of  an 
anchorage  at  the  mouth  of  the  Western  Branch,  with  a  depth  of  not  less 
than  25  feet  at  ordinary  low  water,  at  an  estimated  cost  of  $150,000, 
which  amount  was  added  to  the  original  estimate. 

With  slight  modifications  all  operations  have  been  conducted  in 
accordance  with  the  adopted  i)rojects. 

The  amount  expended  on  this  improvement  to  June  30, 1893,  was 
$743,611.07,  from  which  resulted  a  channel,  not  less  than  500  feet  wide 
and  25  feet  deep  at  ordinary  low  water,  from  Hampton  Beads  to  Nor- 
folk Harbor,  a  channel  of  the  same  depth  and  from  400  feet  to  650  feet 
wide  in  the  Southern  Branch  to  the  United  States  navy-yard,  and  a 
channel  not  less  than  22  feet  deep  at  ordinary  low  water  and  from  500 
feet  to  1,050  feet  wide  in  the  Eastern  Branch  to  the  Norfolk  and  Western 
Bailroad  bridge. 

The  channels  thus  dredged  were  in  good  condition,  with  the  excep- 
tion  of  the  bars  at  Sewalls  Point  and  Lambert  Point.    Examina- 
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tioDS  made  la  Angnst^lSdS^show  shoal  spots  having  from  23j^  to  24  feet 
on  the  former,  and  considerable  shoaling  on  the  eastern  side  of  the 
dredged  channel  through  the  latter. 

One  hundred  and  fifty  thoasaud  dollars  was  ax>propriated  for  this 
improvement  by  act  of  July  13, 1892,  and  a  contract  was  made  with  the 
Morris  and  Comings  Dredging  Gomi^any  of  New  York,  N.  Y.,  to  remove 
aboot  1,000,000  cubic  yards  of  material,  the  contract  to  be  completed 
by  December  31, 1893. 

Dredging  was  commenced  under  this  contract  in  November,  1892, 
and  by  Jane  30, 1893, 917,170  cubic  yards  of  material  had  been  removed 
and  redeposited  on  Willoughby  Bank,  to  the  eastward  of  the  Ripraps, 
in  Hampton  Roads.  During  the  past  fiscal  year  50,131  cubic  yards  of 
material  were  excavated  from  the  anchorage  at  the  mouth  of  the 
Western  Branch.  The  contract  was  completed  July  31, 1893,  the  total 
amount  of  material  excavated  being  973,301  cubic  yards. 

The  dredging  at  the  mouth  of  the  Western  Branch  added  2.5  acres 
to  the  proposed  anchorage,  with  a  depth  of  not  less  than  25  feet  at 
ordinary  low  water,  excepting  over  a  number  of  old  wrecks  that  were 
uncovered  by  the-  dredging  and  have  not  yet  been  removed.  As  the 
result  of  the  past  operations,  58.5  acres  of  the  proposed  aucborage  had 
been  dredged  and  17  acres  requiring  no  dredging  has  been  made 
available. 

The  expenditures  during  the  fiscal  year  amounted  to  $38,416.74,  and 
were  applied  to  payments  on  contract,  repairs  to  plant,  ofiice,  and 
operating  expenses,  etc. 

JbIj  1,  1893,  balance  nnezpended $41,456.43 

Jnne  ^,  1894,  amonnt  expended  daring  fiscol  year 38, 4 16.  74 

Jnly  1,  1894,  balance  unexpended 3,0)9.69 

Amonnt  appropriated  by  act  of  August  17,  1894 100,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 103, 039. 69 

{Amount  (estimated)  required  for  completion  of  existing  project 156,  744. 56 
Amonntthat  can  be  profitably  expended  in  fiscalyear  ending  J  unu30,1896  156, 744. 56 
Submitted  in  compliance  with,  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893.      , 

(See  Appendix  K  1.) 

2.  Aj^roach  to  Norfolk  Harbor  and  the  United  States  {Norfolk)  navy- 
yard  between  Lambert  Point  and  Fort  Norfolk. — In  its  orip:iiial  condi- 
tion this  portion  of  the  approach  to  Norfolk  Harbor  was  obstructed  by 
a  shoal  at  the  mouth  of  the  Western  Branch,  about  1  mile  long,  with  a 
depth  of  10  feet  at  ordinary  low  water. 

The  project  of  1878  was  to  dredge  through  this  shoal  a  channel  500 
feet  wide,  with  a  depth  of  not  less  than  25  feet  at  ordinary  low  water. 

The  revised  project  of  1886  is  (1)  to  secure  a  channel  not  less  than 
500  feet  w^ide  and  25  feet  deep  at  ordinary  low  Avater  from  Lambert 
Point  to  Fort  Norfolk  by  the  construction  of  a  dike,  and  by  dredging, 
and  (2)  to  ultimately  widen  this  channel  to  within  75  feet  of  a  straight 
line  drawn  from  Fort  Norfolk  to  the  deep  water  off  Lambert  Point, 
C,800  feet  of  which  is  the  proposed  port-warden  line,  making  the  chan- 
nel at  least  700  feet  wide. 

The  amount  expended  on  this  improvement  between  July  5,  1884, 
and  June  30,  1893,  was  $197,593.75,  from  which  resulted  .a  channel 
between  Lambert  Point  and  Fort  Norfolk  700  feet  wide  and  25  feet 
deep  at  ordinary  low  water,  and  a  channel  of  the  same  depth  and  COO 
feet  wide  from  deep  water  off  Lambert  Point  to  the  port- warden  line. 
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There  were  no  expenditures  during  the  fiscal  year  ending  June  30, 
1894,  for  this  improvement. 

The  project  of  1886  has  been  completed  with  the  exception  of  the 
dike.    The  survey  of  1889  and  examinations  of  April,  1890,  and  May, 

1891,  did  not  show  any  shoaling  of  the  dredged  channel.  A  survey 
made  in  May,  1892,  showed  a  shoaling  on  the  eastern  side  of  the  chan- 
nel, thought  not  to  be  due  to  natural  causes,  and  a  resurvey  in  August, 

1892,  shows  a  further  shoaling,  and  partially  confirms  this  view.  It  is 
not  thought  that  the  proposed  dike  will  be  necessary  for  the  mainte- 
nance of  this  channel.  To  maintain  the  projected  depth,  redredging  of 
a  portion  of  the  channel  will  soon  be  necessary,  but  it  can  be  provided 
for  out  of  the  funds  for  improving  harbor  at  Norfolk  and  its  approaches, 
Virginia,  and  no  further  appropriation  will  be  required  for  this  project 
at  present. 

(See  Appendix  K  2.) 

3,  Nansemond  River,  Virginia. — This  river  is  one  of  the  important 
tributaries  of  Hampton  Roads,  Virginia,  and  is  navigable  at  high  water 
for  vessels  drawing  11  feet  as  far  as  the  city  of  Suffolk,  16  miles  from 
its  mouth. 

Five  railroads,  two  of  which  terminate  at  this  place,  put  this  city  in 
communication  with  the  South  and  West,  and  two  lines  of  steamers 
run  between  it  and  Norfolk  and  Baltimore. 

In  1872,  before  any  improvement  was  undertaken,  the  navigable 
channel  of  the  Nansemond  River  was  5  feet  deep  at  low  water,  and  was 
much  obstructed  by  wrecks,  snags,  etc. 

Between  187.3  and  1878  the  Government  dredged  the  channel,  wherever 
necessary,  8  feet  deep  at  Iova-  water,  from  Suffolk  to  Hampton  Roads,  at 
a  cost  of  $37  000.  This  depth  not  being  sufficient  to  meet  the  demands 
of  its  growing  commerce,  in  obedience  to  the  requirements  of  the  river 
and  harbor  act  of  August  5,  1886,  an  examination  and  survey  of  the 
river  were  made  to  determine  what  other  improvement  was  necessary. 

The  plan  of  iui])rovcment  then  proposed  and  since  adopted  is  to 
secure  a  channel  not  less  than  100  feet  wide  at  bottom,  12  feet  deep  at 
mean  low  water,  from  the  head  of  navigation  to  the  mouth  of  the  West- 
ern Branch,  5.37  miles,  including  a  turning  basin  200  feet  square,  300 
feet  below  Suffolk  bridge,  by  dredging  and  by  the  construction  of  spurs 
and  training  walls;  and  a  channel  of  like  depth  from  the  mouth  of  the 
Western  Branch  to  dee])  water  at  Town  Point,  200  feet  wide  at  bottom  at 
its  npi)erend,  and  gradually  increasing  to  at  least  400  feet  at  its  lower 
end,  etc.,  the  total  estimated  cost  being,  in  round  numbers,  $152,500. 

The  amount  exx)ended  in  the  present  project  to  June  30,  1893,  was 
$20,908.72,  which  was  applied  to  dredging  a  channel  80  feet  wide  and  12 
feet  deep,  at  ordinary  low  water,  through  Suffolk  Shoal  and  five  other 
shoals  between  Suffolk  and  a  point  3J  miles  below.  A  survey  made  in 
September,  1893,  shows  the  dredged  channel  to  be,  generally,  in  good 
condition.  It  also  shows  other  shoals  requiring  dredging  before  the  con- 
struction of  the  works  of  permanent  improvement  can  be  commenced. 

The  amount  expended  during  the  fiscal  year  was  $25.50,  and  was 
applied  to  surveys,  office,  and  incidental  expenses,  etc 

July  1,  1893,  balaiico  unexpended $31.  28 

June  30, 1894,  amount  expended  during  fiscal  year 25. 50 

July  1,  1894,  {)alance  unexpended 5. 78 

Amount  appropriated  by  act  of  August  17,  1894 10, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 10, 005. 78 
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{Amount  (estimated)  reanired  for  completion  of  existing  project $112, 500. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    50, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  K  3.) 

4.  Chickdhominy  RiveVy  Virginia. — This  river  is  one  of  the  principal 
tributaries  of  the  James  River,  and  is  navigable  at  tigh  water  for  ves- 
sels drawing  12  feet  to  Binn  Bar,  2^  miles  below  Windsor  Shades.  The 
latter  place  is  the  head  of  navigation,  and  is  25  miles  from  the  mouth 
of  the  river. 

Previous  to  any  improvement,  the  channel  from  Binn  Bar  to  Wind- 
sor Shades  was  obstructed  by  several  shoals,  with  a  depth  of  4  to  5 
feet  at  low  wati»r,  and  the  entrance  to  the  river  was  obstructed  by  a  bar. 

The  present  project  of  improvement  is  to  dredge  a  channel  from  100 
to  150  feet  wide,  and  not  less  than  8  feet  deep  at  low  waten  through  the 
shoals  near  the  head  of  navigation,  and  a  channel  200  ^et  wide  and 
14  to  15  feet  deep  at  low  water,  through  the  bar  at  the  entrance.  The 
rise  of  the  tide  is  about  3  feet. 

The  amount  expended  on  the  present  project  to  June  30, 1893,  wa« 
$2.>,827.71.  The  channel  through  the  bar  at  the  entrance  to  the  river 
has  been  dredged  to  the  projected  dimensions.  The  channel  through 
the  shoals  between  Binn  Bar  and  Windsor  Shades  has  been  dredged 
to  not  less  than  8  feet  deep  at  low  water,  and  to  a  width  of  60  feet, 
excepting  a  part  of  Windsor  Shades  Bar,  where  the  width  is  40  feet. 

Five  thousand  dollars  was  appropriated  for  this  improvement  by  act 
of  July  13, 1892,  and  a  contract  was  made  with  Chester  T.  Caler,  of 
Norfolk,  Ya.,  to  do  the  required  dredging,  the  work  to  be  completed  by 
April  30, 1894.  The  contract-or  failed  to  begin  work  before  the  expira- 
tion of  the  time  named  and,  upon  his  application,  an  extension  of  sixty 
days  of  the  time  of  completion  was  granted  him.  Work  wa«  begun 
June  9, 1894,  and  the  contract  had  not  been  completed  at  the  end  of 
the  fiscal  year. 

Seventeen  thousand  four  hundred  and  forty-six  cubic  yards  of  mate 
rial  was  removed,  and  redeposited  by  dumping  from  scows,  in  accord- 
ance with  the  terms  of  his  contract,  resulting  in  an  increase  of  the 
width  of  the  channel  at  Windsor  Shades  Bar  to  100  feet,  with  a  depth 
of  8  feet  at  ordinary  low  water. 

The  funds  available  for  the  present  contract  will  practically  com- 
plete the  present  project,  and  furnish  all  the  facilities  necessary  for  the 
transportation  interests  on  this  stream.  No  further  appropriations  are 
necessary. 

The  amount  expended  during  the  fiscal  year  was  $2.20. 

July  1,  1893,  balance  unexpended $5, 172. 29 

June  30,  1894,  amount  expended  during  fiscal  year 2. 20 

July  1,  1894,  balance  unexpended 5, 170. 09 

July  1,  1894,  outstanding  liabilities $2,267.98 

July  1,  1894,  amount  covered  by  uncompleted  contracts 2,  432. 02 

4, 700. 00 

July  1,  1894,  balance  available 470.09 

(See  Appendix  K  4.) 

5.  Appomattox  River j  Virginia. — This  river  is  one  of  the  principal 
tributaries  of  the  James  Kiver,  into  which  it  empties  at  City  Point,  Va. 
It  is  navigable  as  far  as  the  city  of  Petersburg,  about  11  miles  from  its 
mouth,  and  before  improvement  had  a  tortuous  channel,  obstructed  by 
shoals,  over  which  there  was  about  6^  feet  of  water  at  high  tide. 

The  project  for  this  improvement  was  adopted  in  1870,  and  provided 
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for  a  channel  GO  feet  wide  at  bottom,  and  12  feet  deep  at  ordinary  high 
water.  As  subsequently  modified,  the  project  is  to  provide  a  channel 
from  Petersburg  to  natural  deep  water  at  Point  of  Rocks,  80  feet  wide 
at  the  bottom  and  12  feet  deep  at  ordinary  high  water,  by  dredging, 
by  constructing  regulating  and  contracting  works,  and  by  making  a 
cut-ofi:  called  Puddledock  Gut.  With  slight  modifications  of  details 
all  operations  have  been  conducted  in  accordance  with  this  project. 

This  stream  is  subject  irregularly  to  freshets,  by  which  large  quan- 
tities of  sand  are  brought  down  and  deposited  in  the  navigable  portion 
of  the  river.  The  currents  of  ordinary  stages  of  the  river  have  not  suf- 
ficient power  to  lemove  the  shoals  thus  formed,  and  the  sum  of  $10,000 
per  annum  is  estimated  as  required  fortheir  removal  by  dredging,  and  for 
repairing  damages  to  contracting  and  regulating  works  by  freshets  and 
deterioration.  The  sums  appropriated  for  this  improvement  have  for 
many  years  been  but  little  in  excess  of  the  amount  required  for  the 
repairs  to  the  channel  and  the  works  already  constructed.  The  com- 
pletion of  the  permanent  improvement  of  the  river  has  consequently 
dragged  beyond  all  reason,  and  the  apparent  cost  of  the  improvement 
has  been  much  in  excess  of  the  original  estimates,  while  the  actual 
amount  expended  in  accordance  with  these  estimates  has  been  but  a 
small  proportion  of  the  total  expenditures. 

The  amount  expended  by  the  United  States  on  this  improvement  to 
June  30,  1893,  was  $416,643.63. 

By  1875  a  channel,  00  feet  wide  and  12  feet  deep  at  ordinary  high 
water,  had  been  secured  from  Petersburg  to  Point  of  Kocks,  by  dredg- 
ing such  shoals  as  required  it,  and  by  making  a  cut-off  called  Puddledock 
Cut.  This  channel  was  subsequently  increased  in  width  to  80  feet, 
and  has  been  maintained  with  a  depth  of  11  to  12  ifeet  as  constantly 
as  i)ossible  by  redredging  shoals  formed  by  freshets  and  by  construct- 
ing contracting  and  regulating  works. 

The  redredging  of  shoals  formed  by  the  winter  and  spring  freshets  was 
begun  in  April,  1894.  The  dredged  channels  on  the  shoal  on  Magazine 
Bend  and  in  the  South  Channel,  below  Gatlings  Landing,  have  been  ob- 
literated. The  shoal  at  the  Closure  Dike  shows  encouraging  signs  of 
improvement,  due  to  the  action  of  the  low  dam  constructed  behind  the 
dike,  and  it  is  hoped  that,  after  the  channel  is  well  opened,  no  further 
great  amount  of  dredging  will  be  necessary  on  this  shoal  in  the  future. 

The  total  amount  dredged  during  the  year  was  17,150  cubic  yards,  of 
which  4,900  cubic  yards  was  removed  from  Magazine  Bend,  1,950  cubic 
yards  from  the  shoal  at  the  Closure  Dike,  and  10,300  cubic  yards  from 
the  shoal  below  the  mouth  of  the  South  Channel.  The  material  from 
Magazine  l^end  and  the  Closure  Dike  was  placed  behind  the  Closure 
Dike  dam  to  strengthen  it. 

The  dredging  was  done  by  hired  labor,  the  use  of  the  Government 
plant,  and  the  hire  of  the  dredge  belonging  to  the  city  of  Petersburg. 
The  average  cost  was  18  cents  per  cubic  yard. 

The  amount  expended  during  the  fiscal  year,  $5,278.31,  was  applied 
to  the  above  work,  to  office  and  incidental  expenses,  the  care  and 
repair  of  plant,  etc. 

July  1.  1893,  balance  unexpended $7, 280. 87 

Juno  :iO,  189>1,  amount  expended  during  fiscal  year 5, 278. 31 

July  1. 1894,  balance  unexpended 2, 002. 56 

July  1, 1894,  outstanding  liabilities 480.00 

July  1, 1894,  balance  available 1,522.56 

Amount  appropriated  by  act  of  August  17, 1894 5, 000.  00 

Amount  available  for  fiscal  year  ending  June  30, 1895 6, 622. 58 
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Amonnt  (estimated)  required  for  the  completion  of  existing  project $48, 090. 00 

For  maintenance  and  repairs  for  fiscal  year  ending  June  30,  1896 10, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  endinjji;  J  uiio  30, 1896    58, 090. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  K  5.) 

6.  Inland  water  route  from  Nor/olky  Va.y  to  Albemarle  Sound  j  North  Gar- 
olUwy  through  Currituck  Sound. — This  is  one  of  the  most  important  links 
in  the  chain  of  inland  water  com munication  along  the  Atlantic  coast. 

It  connects  Chesapeake  Bay  with  Albemarle  Sound,  and  is  composed 
of  the  following  bodies  of  water :  Elizabeth  River,  North  Landing  Ki\  er, 
Currituck  Sound,  Coanjok  Bay,  North  River,  and  the  Albemarle  and 
Chesapeake  Canal.  With  the  exception  of  the  canal,  which  was  con- 
structed and  is  maintained  by  private  enterprise,  all  are  natural  water- 
ways. 

Before  any  improvement  was  undertaken  by  the  Government  there 
waa  over  this  route  an  indifferent  channel  5  to  7  feet  deep  at  low  water, 
the  navigation  of  which  was  obstructed  by  overhanging  growth,  snags, 
and  sharp  bends  in  all  the  rivers. 

The  project  adopted  was  to  secure  a  channel  80  feet  wide  and  9  feet 
deep  at  low  water  over  the  entire  route,  about  58  miles,  by  dredging, 
by  removing  obstructions,  and  by  constructing  a  dike. 

Steady  progress  has  been  made  toward  securing  this  result,  and  at 
present  the  regular  steamboat  lines  running  between  North  Carolina 
ports  and  Norfolk  and  Baltimore  employ  vessels  whose  maximum 
dimensions  are:  Length,  190  feet;  width,  25.2  feet;  draft,  8  feet,  and 
tonnage,  421  tons. 

In  the  river  and  harbor  aets  before  that  of  September  19, 1890,  three 
separate  items  were  inserted  for  this  improvement;  in  that  of  Septem- 
ber 19, 1890,  and  in  subsequent  acts,  one  item  was  made  to  cover  the 
entire  route. 

Since  the  appropriation  of  September  19, 1890,  $9,300.23  had  been 
expended  on  thi?*   mprovement  to  June  30, 1892. 

Nine  thousana  dollars  was  appropriated  for  this  improvement  by  act 
of  July  13, 1892,  and  a  contract  was  made  with  Chester  T.  Caler,  of 
Norfolk,  Va.,  to  do  the  required  dredging,  the  work  to  be  completed  by 
April  30, 1894.  Dredging  on  North  River,  North  Carolina,  was  com- 
menced under  this  contract  on  February  28, 1894,  and  completed  April 
16, 1894.  Thirty-nine  thousand  two  hundred  and  seventy-six  cubic 
yards  of  material  and  34  saw  logs^were  removed  and  redeposited 
in  accordance  with  the  contract.  A  channel  80  feet  wide  and  9  feet 
deep  at  low  water  and  5,150  feet  long  was  dredged  from  the  southern 
end  of  the  North  Carolina  cut  of  the  Albemarle  and  Chesapeake  Canal 
to  a  point  southward  2,000  feet  from  Beacon  No.  9. 

Twenty-five  thousand  seven  hundred  and  twenty-four  cubic  yards  was 
dredged  in  deepening  the  channel  in  Currituck  Sound,  between  Beacons 
No.  5  and  No.  6.  A  channel  70  feet  wide  and  9  feet  deep  at  low  wsiter 
was  dredged  for  a  length  of  4,300  feet,  beginning  at  Beacon  No.  6. 

The  total  amount  dredged  during  the  year  was  65,000  cubic  yards. 

The  amount  expended  during  the  fiscal  year  was  $9,623.23,  atid  was 
applied  to  payments  on  contract,  office,  and  incidental  expenses,  etc. 

July  1 ,  1893,  balance  unexpended $9, 699. 74 

June  30,  1894,  amount  expended  during  fiscal  year 9,  623. 23 

July  1,  1894,  balance  unexpended 76.51 

Amount  appropTiated  by  act  of  August  17,  1894 10,000.00 

Amount  available  for  fiscal  yea-r  ending  June  30,  1895 10, 076. 51 
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{Amount  (estimated)  required  for  completion  of  existing  project $39, 667. 08 
Amount  that  can  be  profitably  expended  in  fi seal  year  ending  June  SO,  1896    89  667. 08 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acta  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  K  6.) 

7.  North  Landing  River,  Virginia  and  North  Carolina. — This  river 
forms  a  part  of  tlie  "  Inland  water  route  from  Norfolk  Harbor  to  Albe- 
marle Sound,"  described  above. 

Before  improvement  the  navigation  of  this  river  was  obstructed  by 
shoals  over  which  the  depth  was  6  feet  at  low  water,  by  snags,  and  by 
sharp  bends. 

The  plan  of  improvement,  adopted  in  1879,  was  to  secure  a  channel 
80  feet  wide  and  9  feet  deep  at  low  water  by  dredging  shoals  and 
removing  bends  and  obstructions. 

This  project,  was  completed  June  30, 1884,  at  a  cost  of  $49,777.34,  and 
the  desired  channel  obtained  over  a  distance  of  17  miles.  Since  that 
time  $6,379.54  has  been  expended  on  this  river  in  removing  sunken  logs 
which  have  become  detached  from  passing  rafts,  making  a  total  expend- 
iture on  this  improvement  to  June  30,  1893,  of  $56,156.88. 

The  river  was  last  cleared  of  sunken  logs  in  August  and  Sept^ember, 
1892,  these  obstructions  having  by  that  time  become  troublesome  to 
navigation. 

The  method  adopted  for  rafting  logs  in  these  waters  is  very  faulty, 
resulting  in  a  considerable  loss  of  logs  to  the  owners  and  the  material 
obstruction  tc  navigation  on  this  river  and  the  connecting  portions  of 
the  **  Inland  water  route,''  by  decreasing  the  availa,ble  navigable  depth 
by  at  least  1  foot,  and  by  remaining  a  menace  to  the  hulls  and  propel- 
lers of  passing  vessels. 

These  sunken  logs  are  now  the  controlling  element  of  the  available 
depth  in  these  streams,  and  the  desirability  of  doing  any  further  dredg- 
ing while  the  rafting  business  is  carried  on  under  the  present  system  is 
questionable. 

There  were  no  expenditures  during  the  fiscal  year.  There  is  still  a 
small  balance  available  for  the  continuance  of  operations,  and  no  fur- 
ther appropriation  for  this  work  is  necessary. 

July  1, 1893,  balance  unexpended $1,512.81 

July.  1, 1894,  balance  unexpended 1,512.81 

(See  Appendix  K  7.) 

8.  BemoHng  sunken  vessels  or  ctaft  obstructing  or  endangering  naviga- 
tion.—  Wrecks  of  the  schooners  Lulu,  Edith  Berwind,  and  Mary  E.  H. 
0.  Dow. — The  three-masted  wooden  schooner  Lulu,  loaded  with  coaf, 
went  ashore  on  the  Horseshoe,  Chesai^eake  Bay,  and  became  a  wreck. 
The  four-masted  wooden  schooners  Edith  Berwind  and  Mary  E, 
H.  6,  Dow,  loaded,  respectively,  with  phosphate  rock  and  with  coal, 
went  ashore  on  the  Kautilus  Shoal  and  the  Outer  Middle  Ground,  res- 
pectively. Cape  Charles,  Virginia,  and  became  wrecks.  They  were 
allowed  by  their  owners  to  remain  as  obstructions  to  navigation  for 
periods  longer  than  two  months,  and,  it  having  become  apparent  that 
their  owners  did  not  propose  to  remove  them,  the  thirty  days'  notice 
required  by  law  was  published  and  specifications  for  their  removal 
were  issued. 

A  contract  was  entered  into  on  June  19,  1893,  with  W.  H.  French,  of 
Norfolk,  Va.,  for  their  removal,  at  a  cost  of  $1,500  for  the  Lulu^  $1,700 
for  the  Edith  Berwind,  and  $1,800  for  the  Mary  E.  H.  O.  Dow,  the  work 
to  be  commenced  by  July  1, 1893,  and  completed  by  August  31, 1893. 
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Oi)eratious  were  commenced  under  this  contract  on  July  3, 1893,  and 
completed  August  1, 1893. 
The  total  cost  of  the  removal  of  the  three  wrecks  was  $5,181.92. 
(See  Appendix  K  8.) 

IMPROVEMENT    OF    CERTAIN     RIVERS    AND     HARBORS    IN    VIRGINIA^ 
NORTH   CAROLINA,   AND   SOUTH   CAROLINA. 

This  district  was  in  the  charge  of  Maj.  W.  S.  Stanton,  Corps  of  Engi- 
neers, with  Lieut.  E.  W.  Van  0.  Lucas,  Corps  of  Engineers,  under  his 
immediate  orders;  Division  Engineer,  Col.  William  P.  Craighill,  Corps 
of  Engineers. 

i.  Roanoke  River ^  North  Carolina, — When  the  United  States  com- 
menced this  improvement,  in  1872,  navigation  by  vessels  of  10  feet  draft 
was  embarrassed  by  the  wreck  of  a  gunboat  6  miles  above  the  mouth 
of  the  river  and  by  war  obstructions  at  two  other  points  9  and  13  miles 
above  its  mouth.  The  river  was  also  somewhat  obstructed  for  that 
draft  by  snags  in  the  channel  and  by  leaning  trees  67  miles  to  Indian 
Highland  Bar;  thence  62  miles  up  to  Weldon  its  channel  depth  on  the 
bars  was  not  less  than  about  5  feet  during  about  eight  months  annu- 
ally, affording  a  continuous  low- water  navigation  of  not  more  than  2  or 
3  feet,  and  its  channel  was  badly  obstructed  by  snags,  logs,  stumps, 
and  leaning  and  overhanging  trees. 

The  original  project  of  1872  is  to  secure  at  all  seasons  of  the  year  an 
unobstructed  channel  with  a  least  width  of  60  feet  from  the  mouth  129 
miles  to  Weldon,  with  a  low- water  depth  of  5  feef  from  Hamilton  67 
miles  to  Weldon,  and  to  clear  the  natural  cQannel  of  snags  and  artifi- 
cial obstructions  from  the  mouth  62  miles  to  Hamilton  to  the  depth 
requisite  for  vessels  navigating  the  North  Carolina  sounds,  which  draw 
not  more  than  8  feet,  by  removing  the  war  obstructions,  snags,  fallen 
and  overhanging  trees,  sand  bars,  and  ledges  by  dredging;  the  construc- 
tion of  training  dikes,  and  blasting,  at  an  estimated  cost,  at  the  high 
prices  of  that  time,  of  $269,000. 

To  June  30,  1893,  $144,471.97  had  been  expended  upon  the  improve- 
ment. 

At  that  date  the  natural  channel  depth  was  not  less  than  10  feet 
from  the  mouth  67  miles  to  Indian  Highland  Bar  at  extreme  low  water, 
and  was,  at  ordinary  low  water,  not  less  than  5  feet  thence  62  miles  to 
Weldon,  except  upon  sand  bars  150  feet  long  at  Spring  Gut  21  miles 
above  Hamilton,  about  1,600  feet  long  at  Halifax  57  miles  above  Ham- 
ilton, and  about  800  feet  long  IJ  miles  below  Weldon,  and  upon  a  ledge 
Of  rock  about  2,830  feet  in  length,  extending  from  old  Weldon  Ferry 
up  to  ohl  Weldon  Landing,  the  depth  at  these  four  localities  being 
about  4  feet  at  ordinary  low  water,  assumed  at  the  zero  of  the  Weldon 
gauge. 

From  a  point  about  8  miles  below  Hamilton  at  intervals  down  about 
21  miles  to  Cades  Eddy,  33  miles  above  the  mouth,  the  removal  of 
snags  from  the  channel  and  the  clearing  of  the  banks  at  bends  was 
requisite,  and  between  a  point  7  miles  above  Hamilton  and  a  point  43 
miles  above  it,  the  trimming  of  about  12^  miles  of  single  bank  was 
needful;  otherwise  the  river  was  in  good  navigable  condition. 

With  the  amount  applied  during  the  fiscal  year  ending  June  30, 1894, 
40J  miles  of  channel  extending  from  a  point  12J  miles  to  a  iK)int  52 
miles  above  the  mouth,  and  11  miles  of  channel  extending  from  a  point 
119  miles  above  the  mouth  down  to  a  point  108  miles  above  the  mouth, 
have  been  cleared  of  snags;  also  17.7  miles  of  single  bank  interspersed 
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along  34  miles  from  a  point  52  miles  above  the  mouth  of  the  river  have 
beeu  cleared  of  obstructions. 

July  1,  1893,  balance  unoxpende*! $-W,  829. 14 

June  30,  1894,  amount  expeucled  during  fiscal  year '. 13, 774. 14 

July  1,  189i,  balance  unexpended 31,  Q55. 00 

July  1,  1894,  outstanding  liabilities..-. $398.18 

July  1,  1894,  amount  covered  by  uncompleted  contracts 5,000.00 

5,  398. 18 

July  1,  1894,  balance  available 25,656.82 

Amount  appropriated  by  act  of  August  17,  1894 30, 000. 00 

Amount  available  for  liscal  year  ending  Juno  30,  1895 55, 656. 82 

(See  Appendix  L  1.) 

Z  Pasquotank  River^  North  Carolina. — When  the  United  States 
began  this  improvement,  in  1801,  the  river  had  a  wide  channel,  nowhere 
less  than  9^  feet  deep  in  calm  weather  and  8  feet  in  northerly  winds, 
from  Albemarle  Sound  up  17  jniles  to  Elizabeth  City,  and  a  narrower 
but  good  channel,  but  little  obstructed,  not  less  than  7  feet  deep  13 
miles  farther  up,  to  the  entr<mce  to  the  Dismal  Swamp  Canal  at  the 
lower  end  of  Turners  Cut;  thence  about  5  miles  to  the  original  terminus 
of  the  canal  and  upper  end  of  Turners  Cut  in  a  tributary,  the  Moccasin 
Track,  1,100  feet  above  its  confluence  with  the  river,  the  natural  depth 
was  not  less  than  5  feet,  the  channel  very  sinuous,  and  badly  choked  with 
snags  and  stumps,  and  obstructed  by  overhanging  trees,  and  above  the 
Moccasin  Track  the  river  was  likewise  choked  and  obstructed. 

The  original  project  of  1880  was  first  to  clear  the  5  miles  of  channel 
in  the  river  and  Moccasin  Track  from  the  lower  end  of  Turners  Cut  to 
the  original  terminus  of  the  canal  to  permit  boats  passing  through  the 
canal  to  avoid  Turners  Cut,  which  had  shoaled;  and,  second,  to  clear 
out  the  river  C  miles  farther  to  Lebanon  bridge,  for  navigation  by  pole 
or  flat  bojits,  at  an  estimated  cost  of  $9,000. 

By  letter  of  August  3,  1892,  the  Chief  of  Engineers  authorized  the 
application  of  $3,0:0,  appropriated  by  act  of  July  13,  1892,  to  bo 
restricted  to  the  removal  of  such  obstructions  from  the  channel  below 
the  lower  mouth  of  Turners  Cut  as  interfere  with  boats  of  the  draft, 
about  3  feet,  that  can  be  carried  through  the  canal,  because  as  great  a 
draft  can  be  carried  through  Turners  Cut,  because  boats  traversing 
the  canal  continued  to  use  Turners  Cut  in  preference  to  the  sinuous 
and  longer  route  in  the  river  and  Moccasin  Track,  where  a  practicable 
channel  had  been  cleared  for  them  in  1891,  and  because  of  the  very 
little  commerce,  merely  by  flat  or  pole  boats,  in  the  river  above. 

The  sum  of  $4,497.17  had  been  expended  to  June  30,  1893. 

At  that  date,  for  boats  of  the  draft  that  can  navigate  the  canal, 
the  river  channel  was  unobstructed  up  to  the  entrance  of  the  canal  at 
the  lower  mouth  of  Turners  Cut. 

No  work  has  been  done  upon  the  river  during  the  fiscal  j^ear  ending 
June  30, 1894. 

July  1, 1893,  balance  unexpended $1, 508. 83 

Juno  30,  189-t,  amount  expended  during  fiscal  year 9. 98 

July  1 ,  1894,  balance  unexpended 1,  498. 85 

July  1,  1894,  outstanding  liabilities 57.50 

July  1,  1894,  balance  available 1, 441. 35 

Amount  appropriated  by  act  of  August  17,  1894 1, 000. 00 

Amt>uut  available  for  fiscal  year  ending  June  30,  1895 2, 441. 35 

(See  Appendix  L  2.) 
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3.  Mackeys  Creekj  North  Carolina. — When  the  United  States  began 
to  improve  it  in  1892  the  depth  was  only  7  feet  in  the  somewhat  cir- 
cuitous channel  on  the  shoal  at  the  mouth  of  the  creek  in  Albemarle 
Sound. 

The  project  of  1889  was  to  dredge  a  straight  channel  9  feet  deep, 
100  feet  wide,  and  about  2,100  feet  long  through  the  shoal,  modified  m 
May,  1892,  by  increasing  the  width  of  the  channel  to  140  feet. 

To  June  30, 1893,  $14,501.04  had  been  expended  upon  this  improve- 
ment, and  a  channel  2,200  feet  long,  140  feet  wide,  and  9  feet  deep  had 
been  dredged  through  the  shoal  in  completion  of  the  project. 

i^o  money  has  been  expended  for  its  maintenance  during  the  fiscal 
year  ending  June  30, 1894. 

July  1,  1893,  balance  unexpended $603.55 

June  30,  1894,  amount  expended  during  fiscal  year 139. 06 

July  1,  1894,  balance  unexpended.- 464.49 

July  1,  1894,  outatanding  liabilities 50.00 

July  1,  1894,  balance  available 414.49 

(See  Appendix  L  3.) 

4.  Ocracoke  Inlet^  North  Carolina, — In  1828,  when  the  United  States 
began  to  improve  the  inlet,  vessels  drawing  9  feet  could  cross  the  ocean 
bar  and  enter  the  inlet  at  low  water;  but  the  channel  through  the 
shoals  immediately  within  the  inlet  into  Pamlico  Sound  was  not  prac- 
ticable for  vessels  drawing  more  than  5  feet. 

In  1837  the  sum  of  $133,732.40  was  expended,  producing  an  increase 
of  3^  feet  in  the  depth  of  one  of  the  channels  to  Pamlico  Sound  and 
"a  material  increase  in  the  number  of  vessels  seeking  this  outlet  from 
North  Carolina  ports  to  the  sea,"  but  the  shoaling  of  the  dredged 
channel  and  destruction  of  a  jetty  constructed  to  prevent  it  led  to  the 
abandonment  of  the  improvement. 

In  1891,  when  the  inlet  was  surveyed  preparatory  to  resuming  its 
improvement  with  the  sum  of  $90,000  appropriated  by  the  act  of 
September  19, 1890,  the  depth  in  the  channel  on  the  bar  was  not 
less  than  14  feet  at  low  water  and  on  the  inner  shoals  was  7  feet  in 
the  channel  then  navigated  and  5  feet  in  the  channel  selected  for 
imx>rovement. 

The  project  of  1889  was  to  dredge  a  channel  300  feet  wide  and  about 
6,000  feet  long  through  the  inner  shoals,  at  an  estimated  cost,  if  10 
feet  deep,  of  $100,000;  if  13  feet  deep,  of  $190,000;  and  if  15  feet  deep, 
of  $280,000,  with  the  x>ossible  cdhstruction  of  necessary  protecting 
dikes  at  an  additional  cost  of  $320,000,  aggregating  $600,000. 

To  June  30, 1893,  $5,128.16  had  been  expended. 

At  that  date  the  channel  to  be  improved  on  the  inner  shoals  h^id  been 
surveyed  but  no  dredging  had  been  done,  and  the  depth  on  the  ocean 
bar  had  diminished  to  12  feet  at  mean  low  water. 

With  the  amount  expended  during  the  fiscal  year  ending  June  30, 
1894,  a  careful  supplemental  survey  of  the  inner  shoals  and  an  exten- 
sive series  of  current  and  tidal  observations  in  their  several  channels 
have  been  made  and  completed  and  final  detailed  report  thereon  sub- 
mitted. 

In  July,  1894,  a  modification  of  the  project  for  this  work  was  approved, 
and  provides  for  improving  Wallace  Channel  by  dredging  to  a  depth 
of  9  feet  on  Eoyal  Shoal  to  obtain  a  channel  with  a  bottom  width  of  300 
feet  and  to  a  depth  of  9  feet  at  Beacon  Island  Slue,  at  an  estimated 
cost  of  $51,513.39. 
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July  1, 1893,  balance  unexpended $99,876.85 

June  30, 1894,  amount  expended  during  fiscal  year - 4, 864. 58  ] 

July  1, 1894,  balance  unexpended 95,012.27 

July  1, 1894,  outstanding  liabilities 32.68 

July  1, 1894,  balance  available 94,979.59 

(See  Appendix  L  4.) 

5.  Fishing  Creek,  North  Carolina, — From  its  confluence  with  the  Tar 
Eiver,  56  miles  above  Pamlico  Sound,  for  about  50  miles  up  to  Bel- 
lamys Mill,  Fishing  Creek  averages  about  75  to  100  feet  wide,  and  has 
a  channel  of  good  practicable  width  for  small  steamboats.  September 
19,  1890,  when  the  first  appropriation  was  made  for  its  improvement, 
the  controlling  chanu  el  depth  on  its  bars  was  3  feet  at  the  average  high- 
water  stage  of  winter  and  spring.  From  its  mouth  about  17  miles  to 
Savages  bridge  the  channel  was  more  or  less  obstructed  by  submerged 
snags;  for  the  lower  and  greater  part  of  the  25  miles  thence  to  the 
vicinity  of  the  Wilmington  and  Weldon  Railroad  bridge  it  was 
obstructed  by  many  submerged  snags  and  by  large  masses  of  trees  and 
logs,  forming  in  many  places  dense  barricades  spanning  the  creek  and 
making  its  descent  slow  and  tedious  in  a  skiff. 

From  the  railroad  bridge  about  8  miles  up  to  Bellamys  Mill  the  chan- 
nel was  impracticable  on  account  of  its  sinuous  character  around  a 
short  ledge  of  rock,  masses  of  rock  projecting  from  the  concave  bank 
at  six  sharp  bends,  many  leaning  trees,  and  more  or  less  submerged 
snags.    In  summer  the  channel  depth  is  but  a  few  inches. 

The  project  of  1889  is  "  to  clear  out  its  natural  obstructions  from  its 
mouth  up  to  Bellamys  Mill  at  a  total  expense  of  about  $25,000." 

No  money  has  been  expended  upon  its  improvement  to  June  30, 1894, 
as  the  benefit  to  navigation  resulting  from  improvement  of  the  creek 
would  be  very  restricted  and  not  commensurate  with  the  cost,  and  the 
subject  Was  reported  to  Congress,  on  pages  1377  to  1380  of  the  Annual 
Report  of  Chief  of  Engineers  for  1893,  for  its  further  instructions, 
which  are  still  awaited. 

July  1,  1893,  balance  unexpended $15,000.00 

July  1.  1894,  balance  unexpended 15,000.00 


1 


Amount  (estimated)  required  for  completion  of  existing  project 10,  000. 00 

Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867. 

(See  Appendix  L  5.) 

6.  Pamlico  and  Tar  rivers,  North  Carolina. — (One  river,  called  the  Pam- 
lico below  and  the  Tar  above  Washington). — When  the  United  States 
began  to  improve  it,  in  1877,  its  channel  was  obstructed  in  two  places 
below  Washington  by  piles;  just  below  Sparta  by  scuttled  lighters; 
1  mile  below  Tarboro  by  the  wreck  of  a  steamer;  immediately  below 
Washington  by  a  bar  with  a  depth  of  5  feet  at  low  water  on  its  crest  in 
the  channel;  between  Washington  and  Tarboro  the  available  depth 
exceeded  2  to  3  feet  not  more  than  eight  months  annually,  and  above 
Washington  the  entire  river  was  more  or  less  obstructet  by  snags,  logs, 
and  stumps  in  its  channel  and  by  trees  overhanging  from  its  banks. 

The  project  is  that  adopted  in  1875  to  secure  by  dredging  and  removal 
of  war  obstructions  a  clear  and  safe  channel  9  feet  deep  at  low  water 
up  to  Washington,  extended  in  1879  to  clear  a  channel  60  feet  wide,  3 
feet  deep  at  low  water  22  miles  farther  to  Greenville,  and  20  inches 
deep  at  low  water  26  miles  farther  to  Tarboro;  again  extended  in  1889 
to  clear  the  river  to  its  natural  dimensions  40  miles  farther  to  Little 
^Falls,  2  miles  below  Eocky  Mount,  by  removal  of  war  obstructions, 
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snags,  logs,  stamps,  and  overhanging  trees,  at  a  total  final  cost  esti- 
mated in  1891  at  $137,200. 

To  June  30, 1893,  $84,926.56  had  been  expended  upon  this  work. 

At  that  date  vessels  could  carry  7^  feet  of  water  at  all  seasons  up 
the  Pamlico  39  miles  to  Washington,  whence  22  miles  to  Greenville 
there  was  a  channel  3  feet  deep  at  low  water,  but  only  35  feet  in  width 
at  Red  Banks  Shoal,  2  miles  below  Greenville,  which  considerably  cur- 
tailed the  time  annually  during  which  steamboats  could  ascend  to 
Greenville.  From  Greenville  26  miles  to  Tarboro  the  channel  depth  at 
low  water  was  not  less  than  20  inches  as  prescribed  in  the  project. 
The  channel  about  1  mile  below  Washington  was  obstructed  by  stumps 
found  with  frequency  for  about  1,100  feet  and  with  infrequency  for  an 
additional  650  feet.  Between  Washington  and  Tarboro  there  were 
scattering  snags  in  the  channel. 

Although  the  channel  from  Tarboro  up  40  miles  to  Little  Falls  had 
been  cleai*ed  of  snags  and  trees,  only  one  small  boat  ran  a  distance  of 
3  miles  above  Tarboro. 

With  the  amount  applied  during  the  fiscal  year  ending  June  30, 
1804,  of  the  1,100  feet  most  obstructed  by  stumps  below  Washington, 
500  linear  feet  has  been  cleared  and  653  linear  feet  of  dike  built  on 
the  shoal  at  Bed  Banks,  which  has  so  improved  it  that  it  has  ceased  to 
be  an  obstruction,  and  there  is  now,  from  Washington  48  miles  to  Tar- 
boro, a  channel  of  the  dimensions  prescribed  in  the  project. 

Joly  1, 1893,  balance  anexpended $3, 566. 41 

June  30, 1894,  anioant  cxpeuded  during  fiscal  year 2, 922. 20 

July  1, 1894,  balance  unexpended 644.21 

July  1, 1894, outBtandiug  liabilities 119.04 

July  1, 1894,  balance  available 525. 17 

Amount  appropriated  by  act  of  August  17,1894 10,000.00 

Amount  available  for  fiscal  year  ending  June  30, 1895 10, 525. 17 

{Amount  (estimated)  required  for  completion  of  existing  project 39, 200. 00 
Amouutthatcanbeprofitably  expended  in  fiscal  year  ending  June  30, 1896    10, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
barbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  L  6.) 

7.  Conientnia  Creek,  North  Carolina. — When  the  United  States  began 
to  improve  it,  in  1881,  it  was  badly  choked  with  fallen  timber,  snags, 
logs, and  stumps;  also  obstructed  by  sand  bars,  and  navigation  ren- 
dered exceedingly  difficult,  in  many  places  next  to  impossible,  by  the 
dense  overhanging  growth. 

The  i)roject  of  1881  is,  by  clearing  it  of  these  obstructions,  to  obtain, 
from  its  confluence  with  the  Neuse  63  miles  to  Stantonsburg,  a  depth 
of  not  less  than  3  feet  during  the  higher  stages  of  about  9  months' dura- 
tion annually,  at  a  cost  estimated,  in  1888,  at  877,o00. 

To  June  30, 1893,  $56,614.41  had  been  expended  upon  this  work. 

At  that  date  the  reclearing  of  the  channel  from  the  mouth  31  miles 
up  to  Snow  Hill  was  in  progress  and  had  been  nearly  completed,  and 
the  channel  had  been,  in  1888,  roughly  cleared  from  Snow  Hill  up  32 
miles  to  Stantonsburg,  but  above  Snow  Hill  had  not  been  navigated 
even  by  a  pole  boat. 

With  the  amount  applied  during  the  fiscal  year  ending  June  30, 1894, 
the  clearing  of  the  channel  from  Snow  Hill  to  the  mouth  of  the  creek 
of  snags,  logs,  stumps,  and  overhanging  obstructions  had  been  com- 
pleted, and  by  the  building  of  dikes  the  depth  of  the  channel  at  Spring 
Slough,  1  mile  above  the  mouth,  increased  about  6  inches. 
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July  1,  18!^,  balance  nnexpended $3,495.23 

June  30,  1^4,  amount  expended  during  fiscal  year 2,809.37 

July  1,  1894,  balance  une2q>ended 685.86 

July  1,  1894,  outstanding  liabilities 4.30 

July  1. 1894,  balance  available 681.56 

Amount  appropriated  by  act  of  August  17,  1894 10, 000. 00 

Amount  available  for  fiscal  year  ending  J  uno  30,  1895 10, 681. 56 

{Amount  (estimated )  required  for  completion  of  existing  project 8, 500. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  uue30,1896      7. 000.  00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  L  7.) 

8.  Trent  River,  North  Carolina. — When  the  United  States  began  to 
improve  it,  in  1879,  the  river  was  comparatively  free  from  obstructions 
from  Newbern  18  miles  to  Pollocksville,  between  which  points  a  draft 
of  0  feet  could  be  carried  at  low  water.  Above  Pollocksville  it  was 
obstructed  by  bars  of  sand  and  rock,  and  especially  by  great  numbers 
of  snags  in  the  11  miles  from  Lower  Quaker  bridge  up  to  Trenton. 
One  steamer  ran  regularly  to  Pollocksville,  and  one  occasionally  9 
miles  farther  to  Lower  Quaker  bridge,  above  which  point  navigation 
was  confined  to  flatboats  and  rafts. 

The  project  of  1879  was  to  secure  a  channel  3  feet  deep  at  low  sum- 
mer stage  from  Pollocksville  to  Trenton  by  removing  all  obstructions 
and  dredging  a  cut  50  feet  wide  through  the  shoals  at  a  cost  estimated, 
in  1887,  at  $59,000. 

In  1889  the  project  was  extended  to  remove  obstructions  to  permit 
navigation  by  small  steamboats  33  miles  above  Trenton,  and  by  pole 
boats  6i  miles  farther  to  Upper  Quaker  bridge,  at  an  additional  cost 
of  $13,000,  the  two  projects  aggregating  $72,000. 

To  June  30,  1893,  $55,763.02  had  been  exi)ended  upon  this  work. 

At  that  date  about  2,000  feet  of  channel  within  the  mile  and  a  quarter 
next  below  Trenton  which  had  been  dredged  to  3  feet  had  shoaled  to  a 
dei)th  of  only  about  18  inches,  and  at  ten  bends  in  the  11  miles  next 
below  Trenton  the  dredged  channel  had  narrowed  by  shoaling  so  as  to 
hamper  boats  in  turning,  and  the  turning  basin  at  Trenton,  which  had 
been  dredged  to  0  feet,  had  shoaled  so  as  to  greatly  reduce  its  depth 
and  area.  Between  Newbern  and  Trenton  snags  had  again  accumu- 
lated in  the  channel,  considerably  impeding  navigation. 

With  the  amount  applied  during  the  fiscal  year  ending  June  30, 1894, 
a  channel,  aggregating  2,085  feet  in  length,  has  been  reoredged  through 
the  shoals  immediately  below  Trenton,  incre<ising  the  depth  16  inches, 
so  that  the  single  boat  running  on  the  river  can  ascend  to  Trenton 
with  the  loss  of,  at  most,  only  a  very  few  trips  annually;  the  turning 
basin  at  Trenton  has  been  redredged  to  the  depth  of  1  to  3  feet,  and  the 
channel  from  Newbern  to  Trenton  thoroughly  cleared  of  snags,  logs, 
stumps,  and  overhanging  obstructions. 

July  1,  1893,  balance  unexpended ^,  162.22 

June  30,  1894,  amount  expended  during  fiscal  year 4, 449. 48 

July  1,  1894,  balance  unexpended 712. 74 

July  1,  1894,  outstanding  liabUities 268.37 

July  1,  1894,  balance  available 444.37 

Amount  appropriattul  by  act  of  August  17,  1894 4,  000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 , 4, 444. 37 
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{Amount  (estimated)  ren  aired  for  completion  of  existing 'project $7, 500. 00 
Anioupt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30,1896     7, 500. 00 
Submitted  in  compliance  with.  r9(][i]irement8  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  L  8.) 

9.  Neuse  River,  North  Carolina. — When  the  United  States  began  to 
improve  it  in  1878,  the  miuiinam  channel  depth  daring  nine  mouths 
annually  was  9  feet  from  the  month  40  miles  up  to  Newbern,  4  feet 
thence  50  miles  to  Kinston,  3  feet  46  miles  farther  to  Goldsboro,  and  2 
feet  thence  53  miles  to  Smithfield.  Between  Newbern  and  Kinston 
there  were  long  stretches  of  shoals,  upon  at  least  one  of  which  the 
depth  at  the  low-water  season  was  only  about  18  inches.  The  channel 
was  obstructed  at  two  points  below  Newbern,  and  at  two  between  New- 
bern and  Kinston,  by  inclined  iron-pointed  spars  and  boxes  or  vessels 
or  cribs  filled  with  stones.  From  Contentuia  Creek  up  119  miles  to 
Smithfield  the  river  was  badly  obstructed  by  overhanging  trees  and 
by  dense  masses  of  logs  and  snags  in  the  channel. 

The  project  <rf'1871,  as  modified  or  extended  in  1878, 1879, 1880,  and 
1883,  was  to  remove  the  war  obstructions,  to  clear  the  channel  to  Smith- 
field  of  all  snags,  logs,  and  overhanging  trees,  to  contract  the  channel 
way  by  jetties  so  as  to  insure  during  the  entire  ye-ar  an  unobstructed 
8-foot  navigation  to  Newbern,  a  similar  4-foot  navigation  to  Kinston, 
and  during  nine  months  annually  a  3-foot  navigation  to  Smithfield,  at 
a  total  final  estimated  cost  of  $374,000. 

To  June  30, 1893,  $262^35.42  had  been  expended  ui)on  this  work. 

At  that  date  there  was  a  good  navigable  channel  8  feet  deep  to  New- 
bern, but  between  Newbern  and  Kinston  there  were  numerous  shoals 
upon  which  for  short  distances  the  depth  was  less  than  4  feet  prescribed 
in  the  project. 

With  the  amount  applied  during  the  fiscal  year  ending  June  30, 1894, 
the  river  from  Kinston  to  Newbern  has  been  fairly  cleared  of  snags 
and  the  necessaiy  surveys  made  preparatory  to  improving  the  shoals 
by  the  construction  of  jetties. 

Joly  1, 1893,  balance  Tiuex])ended $20,914.55 

June  BO,  If^,  amount  expended  during  fiscal  year 5, 541.  &1 

July  1, 1894, balance  unexpended 15,372.91 

July  1, 1894,  ontatanding  liabilities 751.73 

July  1, 1894,  balance  available 11,621.18 

Amount  appropriated  by  act  of  August  17, 1894 7, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 21, 621. 18 

{Amount  (estimated)  required  for  completion  of  existing  project 84,  500. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  une  30, 1896    15, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
barber  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  L  9.) 

10.  Inland  waterway, 'between  Neichern  and  Beaufort,  JST.  C. — (Via 
Neuse  and  Clubfoot  rivers,  Clubfoot  and  Ilarlowe  Canal,  and  Ilarlowe 
and  Newport  rivers  to  Beaufort  Harbor).  When  the  United  States 
began  to  improve  it  in  1885  the  shallow  part  from  the  Neuse  River  to 
Beaufort  Harbor  was  navigable  by  boats  16  feet  wide,  with  a  draft  of  1 
foot  at  low  water  and  about  2  J  feet  at  high  water. 

The  project  of  1884  is  to  obtain  a  channel  30  feet  wide  at  bottom  and 
6  feet  deep  at  mean  low  water,  from  the  Neuse  River  to  Beaufort  Har- 
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bor,  by  dredging  in  Clubfoot,  Newport,  and  Harlowe  rivers,  and  by 
improvement  of  the  canal,  at  a  cost  estin^ted  in  1886  at  $92,000. 

To  June  30, 1893,  $27,416.46  had  been  expended  upon  this  work. 
At  that  date  2  feet  could  be  carried  through  the  canal  at  low  water  and 
2J  feet  at  high  water. 

With  the  money  applied  during  the  fiscal  year  ending  June  30, 1894, 
inspections  have. been  made,  and  the  traffic  through  the  waterway 
observed  and  recorded.    No  work  has  been  done. 

July  1,  1893,  balance  unexpended $7, 711. 18  * 

June  30,  1894,  amount  expended  during  fiscal  year 199. 06 

July  1,  1894,  balance  unexpended 7, 512. 12 

July  1,  1894;  outstanding  liabilities 32. 00 

July  1,  1894,  balance  available 7,479.52 

(  Amount  (estimated)  required  for  completion  of  existing  project 57, 000. 00 

<  Submitted  in  compliance  with  requirements  of  sections  2  of  riVer  and 
(     harbor  acts  of  1866  and  1867. 

(See  Appendix  L  10.) 

11.  Harbor  at  Beaufort^  K.  C, — When  its  improvement  by  the  United 
States  (begun  in  1836)  was  resumed  in  1881  the  erosion  of  Fort  Macon 
and  Shackletbrd  points  and  widening  of  the  entrance  between  them 
caused  serious  shoaling  of  the  channel  on  and  inside  the  bar,  across 
which  there  was  then  a  mid-channel  depth  of  not  less  than  15.3  feet  at 
low  water.  Within  the  harbor  from  the  Bulkhead  Channel  a  draft  of 
only  2  feet  at  low  water  could  be  carried  to  the  wharves  at  Beaufort. 

The  project  of  1881  was  to  stop  the  erosion  at  Fort  Macon  and 
Shackleford  points  by  jetties;  to  prevent  the  widening  and  shoaling  of 
the  entrance  to  the  harbor  itself  by  deposit  of  eroded  material;  to 
dredge  a  channel  200  feet  wide  and  9  feet  deep  at  low  water  from  the 
Bulkhead  Channel  1,950  feet  to  the  wharves  at  Beaufort;  and  to  dredge 
a  channel  100  feet  wide  and  6  feet  deep  at  mean  low  water  from  the  6-foot 
contour  at  Beaufort  down  tlie  Old  Town  Channel  and  north  of  Horse 
Island  to  the  G-foot  contour  leading  to  North  River,  a  distance  of  12,670 
feet.  • 

In  1887  the  project  was  modified  by  postponing  for  the  present  the 
dredging  of  the  cut  through  the  Old  Town  Channel  to  North  River  and 
by  reducing  to  the  width  of  100  feet  and  depth  of  o  feet  the  channel  to 
be  dredged  from  the  Bulkhead  Channel  to  Beaufort;  and  in  1890  the 
project  was  again  modified  by  increasing  the  latter  dredging  to  the 
depth  of  7  feet  at  a  cost  estimated  in  1887  at  $163,000. 

To  June  30, 1893,  $137,422.37  had  been  expended  upon  this  work. 

At  that  date  the  erosion  of  Foil;  Macon  and  Shackleford  points  had 
been  arrested,  and  a  cut  100  feet  wide  and  7  to  8  feet  deep  at  low  water 
had  been  dredged  through  the  Bulkhead  Channel  a  distance  of  1,895 
feet  to  the  channel  along  the  wharves  at  Beaufort;  but  at  the  entrance 
to  the  Bulkhead  Channel  from  the  main  channel  of  the  harbor  a  shoal 
had  formed  upon  which  the  depth  was  5.6  feet  at  low  water  and  8.6 
feet  at  high  wat^r. 

With  the  amount  applied  during  the  fiscal  year  ending  June  30, 1894^ 
the  erosion  of  about  900  feet  of  the  northerly  shore  of  Shackleford 
Point  has  been  arrested  and  the  favorable  condition  of  Fort  Macon 
and  Shackleford  i)oints  preserved. 

At  low  water  the  channel  depth  is  12  feet  leading  into  the  harbor 
and  5.3  feet  to  the  wharves  at  Beaufort. 
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July  1,  1893,  balance  anexpended $12,736.63 

June  30,  1894,  amount  expended  during  fiscal  year 2, 977. 09 

July  1,  1894,  balance  unexpended 9,759.64 

July  1, 1894,  outstanding  liabilities 365. 65 

July  1,  1894,  balance  available 9,393.89 

(  Amouut  (estimated)  required  for  completion  of  existing  project 13, 000. 00 

<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867. 

(See  Appendix  L  11.) 

12.  Inland  waterway  between  Beaufort  Harbor  and  New  River ^  North 
Carolina. — When  the  first  appropriatioii  was  made  in  1886  there  were 
in  the  2S  miles  from  Beaufort  to  Swausboro  6  shoals,  aggregating  about 
4  miles  in  length,  over  which  not  more  than  18  inches  could  be  carried 
at  low  water.  Elsewhere  the  channel  was  not  less  than  3  feet  deep. 
From  Swansboro  22  miles  to  New  Kiver  the  route  followed  intricate 
tidal  sloughs  varying  from  1,000  to  12  feet  in  width  and  10  feet  to  6 
inches  iu  depth  at  high  water. 

The  project  adopted  in  1885  embraced  only  that  part  of  the  route 
from  Beaufort  to  Swansboro,  and  is  to  obtain  a  channel  of  the  minimum 
depth  of  3  feet  and  width  of  100  feet  by  dredging  through  all  the  shoals, 
at  an  estimated  cost  of  $50,000. 

To  June  aO,  1893,  $30,299.83  had  been  expended  upon  this  work  for 
this  purpose. 

At  that  date  a  channel  of  the  variable  widths  of  40,  GO,  and  100  feet, 
and  not  less  than  3  feet  deep  at  low  water,  had  been  obtained  by  dredg- 
ing through  6  shoals,  aggregating  4.12  miles  in  length,  but  at  two 
localities,  aggregating  1,927  feet  between  shoals  which  had  been  dredged, 
there  was  a  depth  of  less  than  3  feet,  and  at  the  shoalest  point  of  only 
2J  feet  at  low  water. 

The  amount  expended  during  the  fiscal  year  ending  June  30,  1894, 
has  been  applied  to  surveys  only. 

Jnly  1,  1893,  balance  unexpended : $9,700.17 

June  30,  1994,  amount  expended  during  fiscal  year 945. 36 

July  1,  1894,  balance  unexpended 8, 754. 81 

July  1,  1894,  outstanding  liabilities 10.30 

July  1,  1894,  balance  available 8,744.61 

Amoaut  appropriated  by  act  of  August  17,  1894 2, 500. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 11,  244. 51 

{Amount  (estimated)  required  for  completion  of  existing  project 7, 500. 00 
Amount  tbat  can  be  profitably  expended  i  ii  fiscal  year  ending  J  uue  30, 1896      7, 500. 00 
Submitted  iu  compliance  with  requirements  of  sections  1  of  riv(*r  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  L  12.) 

13,  Inland  waterway  bettceen  New  River  and  Sivansboro^  N  (7. — When 
the  first  appropriation  was  made,  September  19,  1890,  for  its  improve- 
ment, the  crooked  and  intricate  bayoa  which  this  waterway  follows,  22 
miles  through  the  marshes  between  the  mainland  and  outlying  sand 
banks,  had  at  low  water  a  minimum  depth  of  about  6  inches  upon  the 
shoals  or  *^  divides"  where  the  tides  meet  between  the  four  inlets  to  it 
from  the  ocean,  and  varied  from  12  to  1,000  feet  in  width. 

The  project  of  1889  is  to  dredge  a  channel  40  feet  wide  and  4  feet 
deep  at  high  water  through  the  shoals  at  a  cost  estimated  at  $43,000. 
To  June  30, 1893,  $617.75  had  been  spent  in  surveying  the  shoals. 
ENG  94 11  ^  , 
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To  this  (late,  Jane  30,  1894,  no  work  lias  been  done,  because  the 
Wrightsville  and  Onslow  Navigation  Company  claims  to  control  the 
waterway  under  an  act  of  the  State  of  North  Carolina  of  February  13, 
1889.  (See  House  Ex.  Doc.  No.  26,  Fifty-second  Congress,  first  session ; 
also  p.  1147,  Annual  Eeport  Chief  of  Engineers,  1892.) 

July  1 ,  1893,  balance  unexpended $4, 382. 25 

June  30,  1894,  amount  expended  during  fiscal  year 2. 25 

July  1,  1894,  balance  unexpended 4, 380. 00 

Amount  (estimated)  required  for  completion  of  existing  project 38, 000. 00 

Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867. 

(See  Appendix  L  13.) 

14.  New  River^  North  Carolina. — In  1886,  when  the  United  States 
began  to  improve  it  around  the  marsh,  commencing  about  1^  miles 
within  the  bar,  tliere  was  a  narrow  and  circuitous  channel  about  7,000 
feet  in  lengtli  and  somewhat  crooked,  in  places  between  beds  of  oyster 
rock,  with  two  short  shoals  upon  which  the  depth  was  only  about  3 
feet.  Across  the  bar  and,  with  the  exception  of  these  shoals,  from  the 
bar  to  Jacksonville,  23  miles  above  it,  a  draft  of  5  feet  could  be  carried. 

In  1882  a  project  was  adopted  to  improve  the  7;000  feet  of  channel 
around  the  marsh  by  straightening  and  widening  it  to  150  feet,  and  deei>- 
ening  it  to  5  feet,  at  an  estimated  cost  of  $23,000  to  $40,000. 

In  1885  the  in^oject  was  changed  to  dredge  a  straight  channel  4  feet 
deep  at  mean  low  water,  150  feet  wide,  and  about  5,710  feet  long,  through 
Cedar  Busli  Marsh,  instead  of  improving  the  channel  around  it;  also 
in  place  of  the  channel  around  Wrights  Island,  to  dredge  a  channel 
of  the  above  width  and  depth  1,200  feet  in  length  through  it. 

August  9, 1892,  the  project  was  modified  to  leave  the  cut  through 
Wrights  Island  as  at  that  date,  namely  abcmt  100  feet  wide,  and  June 
18,  1894,  it  was  again  modified  to  obtain,  by  a  training  wall  and  by 
dredging,  a  channel  4  feet  deep  through  the  shoals  obstructing  the  cir- 
cuitous natural  channel  around  Cedar  Bush  Marsh,  instead  of  main- 
taining the  straight  cut  that  had  been  dredged  through  the  marsh. 

To  June  30,  1893,  $20,442.35  had  been  expended  upon  this  work. 

At  that  date  a  channel  40  feet  wide  and  4  feet  dc^p  had  been  dredged 
5,800  feet  long  through  Cedar  Bush  Marsh,  and  90  to  100  feet  wide,  4 
feet  deep,  and  1,200  feet  long  through  Wrights  Island.  The  channel 
at  Cedar  Bush  Marsh  had  shoaled  for  a  distance  of  1,700  feet  at  its 
upper  end,  for  about  1,000  feet  of  which  distance  the  average  depth  was 
2|  feet,  and  for  about  100  feet  it  was  only  IS  inches  at  low  water. 

The  cut  through  Wrights  Island  had  scoured  to  the  width  of  100 
feet  and  depth  of  7  to  10  feet,  but  at  its  two  ends  and  at  the  lower  end 
of  Cedar  Bush  Marsh  cut  shoals  had  formed,  upon  which  there  was 
only  2  to  3  feet  of  water  at  low  tide.  The  natural  channel  around 
Wrights  Island  had  narrowed  to  the  minimum  width  of  about  50  feet, 
but  a  draft  of  5  feet  could  be  carried  through  it  and  a  draft,  of  3  feet 
through  the  natural  channel  around  Cedar  Bush  Marsh. 

The  amount  expended  during  the  fiscal  year  ending  June  30,  1894, 
has  been  applied  to  surveys  only. 

July  1, 1893,  balance  unexpended $12, 657.  €5 

Jane  30, 1891,  amoant  expended  daring  fiscal  year 1,083.97 

July  1, 1894,  balance  unexpended 11, 473. 68 

July  1, 1894,  outHtanding  liabilities 87. 31 

July  1, 1894,  balance  available 11,886.37 
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(  Amoant  (estimated)  required  for  completion  of  existing  project $7, 000. 00 

s  Submitted  in  compliance  witli  requirements  of  sections  2  of  river  and 
(     liarbor  acts  of  1866  and  1867. 

(See  Appendix  L  14.) 

15,  North  East  (Cape  Fear)  River ^  North  Carolina. — When  the  United 
States  began  to  improve  it  in  1890,  a  draft  of  at  least  G  feet  couhl  be 
carried  up  48  miles  to  Baunermans  bridge  at  lowest  stage.  From 
Baunermans  bridge  55  miles  up  to  Komegays  bridge  the  river  is  so  shal- 
low its  navigation  even  by  flatboats  is  not  usually  practicable  for  any 
periods  of  considerable  duration,  but  is  dependent  upon  freshet  stages 
and  therefore  intermittent  at  all  seasons  of  the  year.  Above  Banner- 
mans  bridge  it  was  badly  obstructed  by  snags  and  overhanging  trees. 

The  project  of  1889  is  to  clear  the  channel  to  its  natural  depth  and 
to  a  good  width  for  small  light-draft  steamers  up  to  Hallsville  and  for 
pole  boats  up  to  Kornegays  bridge,  at  an  estimated  cost  of  $30,000. 

To  June  30, 1893, 85,074.15  had  been  expended  upon  this  improvement. 

At  that  date  the  channel  to  its  natural  depth  and  to  a  width  of  40 
feet  had  been  cleared  merely  of  its  worst  obstructions  to  a  high-water 
navigation  from  Baunermans  bridge  up  31^  miles  to  Chinquepin,  and 
again  thoroughly  cleared  4}  miles  from  Rafting  Oar  to  the  vicinity  of 
Coxs  Bluff,  70  miles  above  the  confluence. 

With  the  amount  applied  during  the  fiscal  year  ending  June  30, 1894, 
the  channel  for  a  width  of  50  feet  and  to  the  full  depth  of  water  on 
the  bars  has  been  thoroughly  cleared  from  Coxs  Bluff  up  29f  miles  to 
Millers  Landing. 

July  1,  1893,  balance  unexpended $4, 925. 85 

Jane  30,  18S4,  amount  expended  during  fiscal  year 2, 925. 91 

July  1,  1894,  balance  unexpended 1,999.94 

July  1,  1894,  outstanding  liabilities 272. 22 

July  1.  18M,  balance  avanable 1,727.72 

Amount  appropriated  by  act  of  August  17,  1894 5, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 6,  727. 72 

(  Amonnt  (entimated)  re<]^uir6d  for  completion  of  existing  project 15,  (K)*).  00 

I  Amonnt  that  can  be  protitably  expended  in  fiscal  year  ending  JuneSO,  1896      1, 500. 00 
I  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
I     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  L  15.) 

16,  Black  River  J  North  CaroliTia. — When  the  United  States  began  to 
improve  this  river  in  1887  the  channel  from  the  mouth,  24  miles  to  Point 
Caswell,  was  fairly  cleared  to  a  depth  not  less  than  4  feet  at  low  sum- 
mer stages,  and  was  roughly  cleared  03  miles  farther  to  Lisbon,  with 
a  least  channel  depth  of  2^  feet  at  low  stage  in  the  10  miles  from  Point 
Caswell  to  Ilaws  Narrows^  thence  52  miles  to  Lisbon  the  depth  at  low 
summer  stage  was  18  inches  to  3  feet  on  the  shoals  and  10  to  12  feet  in 
the  pools. 

The  project  of  1885  was  to  apply  at  least  $10,000  to  removing  logs, 
snags,  and  overhanging  trees  from  the  bed  and  banks  and  rounding  off 
a  few  of  the  sharpest  bends  in  the  river  from  its  confluence  with  the 
Gape  Fear  up  86  miles  to  Lisbon.  In  1803  it  was  modified  to  confine 
the  improvement  to  the  78  miles  up  to  Clear  Run. 

To  June  30, 1893,  $7,874.57  had  been  exi^ended  upon  this  work. 

At  that  date  the  channel  had  been  well  cleared  from  Clear  Run  down 
18  miles,  but  the  24  miles  thence  to  Point  Caswell  were  much  obstructed 
by  saags,  logs,  and  trees.    The  channel  was  also  obstructed  by  shoals 
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of  sand  at  Goffs,  Haws,  and  South  River  Narrows,  where  the  water 
flows  from  the  channel  through  swamps. 

With  the  amount  applied  during  the  fiscal  year  ending  June  30, 1894, 
24  miles  of  channel  have  been  cleared  down  to  Point  Caswell. 

July  1,  1893,  balance  unexpended $6,456.33 

June  30,  1894,  amount  expended  during  fiscal  year 4, 130. 15 

July  1,  1894,  balance  unexpended 2,326.18 

July  1,  1894,  outstanding  liabilities 4. 85 

July  1,  1894,  balance  available 2,321.33 

Amount  appropriated  by  act  of  August  17,  1894 2, 000. 00 

Amoun  t  available  for  fiscal  year  ending  June  30,  1895 4, 321. 33 

{Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1896,  for  maintenance 3,000.00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  L  16.) 

17.  Cape  Fear  River  above  Wihnington,  K.  C. — When  the  United  States 
began  to  improve  it  in  1882  a  draft  of  4  feet  could  be  carried  at  lowest 
stages  50  miles  above  Wilmington  to  Browns  Eeach,  thence  05  miles  to 
Fayetteville  there  were  43  shoals  aggregating  about  16§  miles  in  length 
on  which  the  depth  was  not  more  than  12  to  14  inches  during  the  low 
stage;  from  Indian  Wells  Landing,  37  miles  above  Wilmington,  78 
miles,  to  Fayetteville,  the  river  was  badly  obstructed  by  snags,  logs,  and 
overhanging  trees. 

The  project  of  1881,  as  matured  in  1885  and  1880,  is  to  obtain  at  all 
times  of  the  year  a  depth  of  4  feet  from  Wilmington,  73  miles,  to  Eliza- 
bethtown,  and  of  3  feet  thence,  42  miles,  to  Fayetteville,  by  removing 
snags  and  rock  from  the  bed  and  overhanging  trees  from  the  banks,  by 
contracting  the  channel  by  jetties  on  the  shoals,  and  by  a  little  dredg- 
ing at  a  bar  of  clay,  at  a  total  cost,  estimated  in  1893,  of  $275,000. 

To  June  30, 1893,  8112,330.20  had  been  expended  upon  this  work. 

At  that  date  the  channel  was  not  less  than  4  feet  deep  from  Wil- 
mington, 50  miles,  to  Browns  lieach  at  all  stages,  and  not  less  than  2.6 
feet  deep,  23  miles  fi  rther,  to  Elizabethtown,  whence  42  miles,  to  Fayette- 
ville the  least  low-water  depth  was  1.2  feet. 

With  the  amount  applied  during  the  fiscal  year  ending  June  30, 1894, 
the  two  most  troublesome  shoals  on  the  river,  Old  Ferry,  9  miles,  and 
Little  Sugar  Loaf,  49J  miles  below  Fayetteville,  have  been  improved  so 
as  not  to  interfere  with  navigation. 

July  11893,  balance  unexpended $5,986.16 

June  30,  1894,  amount  expended  during  fiscal  year 3, 597. 50 

July  1,  1804,  balance  unexpend«»d 2,388.66 

July  1,  1894,  outstanding  liabilities 327,67 

July  1,  1894,  balance  available 2,060.99 

Amount  apiiropriatod  by  act  of  August  17,  1891 14, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 16, 060. 99 

{Amount  (estimated)  required  for  completion  of  existing  project 142, 750. 00 
Amount  that  can  be  profitably  oxpendedinfiscal  year  ending  June  30, 1896    25, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  L  17.) . 

18.  Cape  Fear  River  at  and  lelow  Wilmington.  N.  (7. — The  United 
States  began  to  improve  the  river  between  the  bar  and  Wilmington 
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in  1829  and  the  channel  on  the  bar  in  1853.  In  1829  the  river  was  so 
obstructed  that  vessels  drawing  more  that  10  feet  were  obliged  to  anchor 
14  miles  below  Wilmington  and  discharge  a  part  of  their  cargoes  into 
lighters.  In  1853,  at  low  water  on  the  bar,  the  least  mid-channel  depth 
was  7  feet  in  the  western  channel,  7  J  feet  in  the  eastern  channel,  and  8 
feet  at  New  Inlet  7  miles  above  the  mouth. 

The  original  project  of  1827  was  to  deepen  the  channel  through  the 
shoals  in  the  8  miles  next  below  Wilmington  bj'  contracting  it  by  jetties 
and  by  diverting  into  it  water  from  Brunswick  River  and  from  Fishing 
and  Kodmans  creeks. 

The  project  of  1853  was  to  straighten  and  deepen  the  channel  on  the 
bar  by  building  jetties  and  a  wing  dam,  by  dredging,  by  diverting  water 
through  it  from  New  Inlet,  by  building  a  jetty  at  Federal  Point,  and  by 
closing  two  small  breaches  in  Zekes  Island. 

The  project  of  1870  was  to  deei)en  the  bar  channel  by  closing  the 
breaches  between  Smiths  and  Zekes  islands,  with  the  ultimate  closure 
of  New  Inlet  in  view. 

The  project  of  1873,  to  deepen  the  channel  through  the  bar,  added  to 
that  of  1870,  to  dredge  in  the  Baldhead  (eastern)  Channel,  to  extend 
across  Zekes  Island  and  be^^ond  it  into  the  river,  the  dam  then  being 
built  to  close  the  breaches  between  Smiths  and  Zekes  islands,  and  to 
dose  New  Inlet,  commencing  with  the  building  of  a  jetty  from  Federal 
Point. 

The  project  of  1874  was  "to  get  12  feet  at  low  water  as  high  as  the 
city  of  Wilmington"  by  dredging  a  channel  100  feet  wide  through 
Horseshoe  Shoal  below  New  Inlet  and  through  three  other  shoals  near 
Wilmington. 

The  project  of  1881  was  to  dre<lge  a  channel  2f  miles  in  length  through 
Horseshoe  Shoal,  and  through  eight  other  shoals  above  it  270  feet 
wide  and  16  feet  deep  at  mean  low  water  from  deep  water  at  Smith- 
ville  (Southport)  to  Wilmington. 

February  28,  1889,  pursuant  to  a  requirement  of  the  river  and  har- 
bor act  of  August  11, 1888,  the  cost  of  obtaining  a  channel  20  feet  deep 
at  mean  low  water  from  Wilmington  to  the  ocean  was  reported  to  be 
$1,800,000.  In  the  Annual  Report  for  1889  it  was  reported  that  an 
additional  appropriation  of  $25,000  would  be  required  to  comi)lete  the 
project  of  IbSl  and  obtain  a  channel  16  feet  deep  from  Wilmington  to 
the  ocean.  By  the  river  and  harbor  act  of  September  19, 1890,  Con- 
gress apiiropriated  8170,000  for  improving  the  Cape  Tear  River  at  and 
below  Wilmington,  and  December  24,  1890,  a  contract  was  entered  into 
for  dredging  to  the  depth  of  20  feet,  which  commenced  at  Wilmington 
January  19, 1891,  and  ceased  at  Brunswick  River  shoal,  4J  miles  below 
Wilmington,  September  7,  1892. 

Since  September  7, 1892,  work  has  been  in  i)rogre88  to  obtain  a  chan- 
nel through  the  shoals  between  Wilmington  and  the  bar  and  on  the 
latter  18  feet  deep  at  mean  low  water. 

To  June  30,  1893,  $2,665,171.33  (including  outstanding  liabilities) 
had  been  expended  upon  this  improvement. 

At  that  date  the  depth  at  mean  low-water  was  on  the  outer  bar  18.2 
feet  and  on  its  inner  shoals  15.2  feet,  on  Snows  Marsh  Shoal,  7  miles 
above  the  bar,  14.2  feet,  and  on  two  other  shoals,  Lillii)ut  and  Mid- 
night, between  Snows  Marsh  and  Wilmington,  14  and  15  feet  respect- 
ively. The  minimum  channel  depth  was  therefore  15.2  feet  on  the  bar 
and  14  feet  in  the  river. 

With  the  amount  applied  during  the  fiscal  year  ending  June  30, 1894. 
a  channel  of  the  variable  widths  of  50  to  209  feet  has  been  obtained 
from  Wilmington,  22  miles,  to  Snows  Marsh  18  feet  in  depth,  with  the 
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exception  of  the  lower  extremity  of  Lilliput  Shoal,  where,  since  dredg- 
ing, it  has  shoaled  to  16.5  feet  at  mean  low  water,  with  a  bottom  of  very 
soft  slndge. 

July  1,  1893,  balance  iinexx)eiidod $178,054.59 

June  30, 1894,  amount  expended  during  fiscal  year 76, 516. 25 

July  1,  1894,  balance  unexpended 101,538.34 

July  1,  1894,  outstanding  liabilities $21,773.12 

July  1, 1894,  amount  covered  by  uncompleted  contracts 32,  349. 68 

54,122.80 


July  1,  1894,  balance  available 47,415.54 

Amount  appropriated  by  act  of  August  17,  1894 200, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 247,  415. 54 


'Amount  (estimxited)  required  for  completion  of  existing  project: 

IftolSfeet 200,000.00 

If  to  20  feet 1,230,000.00 

AmountthatcanbeprofitablyexpendedinfiscalyearondingJune30,1896     250, 000. 00 
'Submitted  in  compliance  with  requirements  ot  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Api)endix  L  18.) 

19.  Lockwooda  Folly  River ^  North  Carolina. — When  the  United  States 
began  this  improvement  in  1892,  the  depth  on  the  changeable  ocean 
bar  was  usually  4  feet  at  low  and  8  feet  at  high  water.  These  depths 
could  bo  carried  at  low  stages  1 J  miles  up  the  channel  to  a  inud  flat, 
over  which,  for  1 J  miles,  the  channel  depth  averaged  less  than  1  foot  at 
low  water.  A  little  above  these  flats  there  was  a  shoal  300  feet  long 
upon  which  the  depth  at  low  water  was  about  2^  feet,  thence  about  22 
miles  by  river  to  Lockwoods  Folly  bridge  the  depth  was  nowhere  less 
than  5  feet. 

The  project  was  adopted  in  1887  to  dredge  a  channel  through  the 
flats  100  feet  wide  and  7  feet  deep  at  low  water. 

To  June  30, 1893,  $4,975.14  had  been  expended. 

At  that  date  one  cut,  40  feet  wide  and  5  feet  deep  at  low  water,  had 
been  dredged  the  length  of  2,530  feet,  about  one-third  of  the  distance, 
through  the  shoal. 

The  amount  ($3,000)  appropriated  July  13,  1892,  being  too  small  to 
form  a  contract  for  dredging  at  an  advantageous  rate,  the  Secretary  of 
War,  August  4, 1892,  authorized  it  to  be  withheld  from  expenditure  for 
the  present,  and  no  work  has  been  done  during  the  fiscal  year  ending 
June  30, 1894. 

July  1,  1893,  balance  unexpended $3,024.86 

June  30,  1894,  amount  expended  during  fiscal  year 24. 86 

Jnly  1,  1891,  balance  unexpended .3,000.00 

Amount  appropriated  by  act  of  August  17,  1894 10, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 13, 000. 00 


{Amount  (estimated)  required  for  completion  of  existing  project 22, 000. 00 
Amountthat  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    22, 000. 00 
Submitted  in  compllanco  with  requirements  of  sections  2  of  river  aiul 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  L  19.) 

20,  Georgetown  Harbor,  South  Carolina. — This  harbor  is  that  part  of 
the  Sampit  liiver  immediately  within  the  bar  at  its  mouth,  near  the 
head  of  Winyaw  Bay. 

When  the  United  States  began  t-o  improve  it  in  1884  there  was  iu 
the  channel  on  the  ocean  bar  at  the  mouth  of  the  bay  at  low  water 


uigiTizea  oy  '" 


.oogle 


BIVEB   AND   HARBOR    IMPROVEMENTS.  167 

about  8f  feet  aud  about  12  feet  at  high  water;  tlieuce  up  the  bay  there 
was  a  depth  of  13  feet  to  the  bar  at  the  mouth  of  the  Sampit,  upon 
which  there  was  only  9  feet  at  ordinary  low  water. 

The  project  of  1881  was  to  dredge  a  channel  200  feet  wide  to  the 
depth  of  12  feet  at  ordinary  low  water  through  this  shoal  or  bar  to 
permit  vessels  to  reach  the  wharves  at  Georgetown. 

To  June  30, 1893,  $42,228.31  had  been  expended  upon  this  work. 

At  that  date  a  channel  12  feet  deep  had  been  dredged  entirely 
through  the  shoal  to  the  prescribed  width  of  200  feet. 

With  the  amount  applied  during  the  fiscal  year  ending  June  30, 1894, 
34  logs  and  2  stumps  were  removed  in  maintenance  of  the  channel,  and 
four  beacons  built  to  guide  vessels  clear  of  its  banks. 

July  1, 1893,  balance  unexi>ended $2,271.69 

Jane  30, 1894,  amount  expended  daring  fiscal  year 644. 11 

Jnly  1, 1894,  balance  unexpended 1, 627. 58 

July  1, 1894,  outstanding  liabilities 2.60 

July  1, 1894,  balance  available 1,624.98 

(See  Appendix  L  20.) 

21.  Winy  aw  Bay,  South  Carolina. — ^When  the  TJnited  States  began  to 
improve  it  in  1890,  there  was  at  mean  low  water  in  the  main  (southerly) 
channel  on  its  ocean  bar  7  to  9  feet,  and  in  the  Bottle  (easterly)  Chan- 
nel C  to  8  feet  of  water,  both  channels  being  changeable;  thence  12 
miles  to  the  head  of  the  bay  vessels  could  draw  12  feet  at  lowest  tides. 

The  project  of  1885,  as  approved  by  the  Board  of  Engineer  Officers 
in  1888  and  by  the  Chief  of  Engineers  in  1889,  is  to  increase  the  depth 
of  water  in  Bottle  Channel  to  about  15  feet  at  mean  low  water  by 
building  to  the  height  of  6  feet  above  that  plane  a  jetty  from  Xorth 
Island  10,700  feet  long  and  a  jetty  from  South  Island  17,500  feet  long 
across  the  main  channel  to  the  18-foot  curve,  at  a  total  estimated  cost 
of  $2,500,000. 

To  prevent  the  overflow  to  the  depth  of  about  1  foot  at  mean  high 
water  of  a  wide  expanse  of  marsh  on  the  southerly  side  of  the  entrance 
to  the  bay  (ensuing  from  the  degradation  of  about  3  miles  of  beach)  and 
hurtful  changes  to  the  tidal  regime  of  the  bay,  a  dike  not  less  than 
10,500  feet  in  length  is  to  be  built  at  a  cost  of  about  $3.24  per  linear 
foot,  by  authority  from  the  Chief  of  Engineers  of  May  10, 1892. 

To  June  30,  1893,  $272,528.88  (including  outstanding  liabilities)  had 
been  expended  upon  this  work. 

At  that  date  the  north  jetty  had  been  built  to  a  distance  of  2,220  feet 
from  the  shore  and  height  of  18  inches  above  mean  low  water. 

With  the  amount  applied  during  the  fiscal  year  ending  June  30, 
1894,  the  mattresses  with  ballast  and  jetty  to  partial  height  have  been 
extended  1,279  feet.  There  has  been  no  increase  in  depth  on  the  bar 
since  the  jetty  was  commenced. 

July  1, 1893,  balance  nuexpended $67,470.19 

June  90, 1894,  amount  expended  during  fiscal  year 34, 588. 49 

July  1, 1894,  balance  unexpended 32,881.70 

July  1,  1894,  outstanding  liabilities $2, 949.88 

Jal  V  1, 1894.  amount  coveittd  by  uncompleted  contracts 27, 213. 81 

30, 163. 69 

July  1,  1894,  balance  available 2,718.01 

Amount  appropriated  by  act  of  August  17,  1894 110,000.00 

Amount  available  for  fiscal  year  ending  June  30.  1895 112, 718. 01 
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'  Amount  (estimated)  required  for  completion  of  existing  project $2, 071;  250. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 

1896 600,000.00 

Submitted  in  compliance  with  requirements  of  sections  2  of  liver  and 

harbor  acts  of  18iS6  and  1867  and  of  soudry  civil  act  of  March  3, 1893. 

(See  Appendix  L  21.) 

22.  Removing  sunken  vessels  or  craft  obstructing  or  endangering  navi- 
gation.— The  removal  of  the  wreck  of  the  schooner  George  G.  Green 
which  was  dangerous  to  navigation  in  8 J  fathoms  of  water  in  the  track 
of  vcvssels  10  miles  from  the  mouth  of  the  Cape  Fear  River,  was  author- 
ized December  15, 1893,  but  was  removed  by  the  U.  S.  dynamite  gun- 
boat Vesuvius. 

The  removal  of  the  wreck  of  the  schooner  Unchantress,  at  the  west- 
erly verge  of  the  channel  of  the  Cape  Fear  River  just  below  Wilming- 
tou,  which  was  a  dangerous  obstruction  to  navigation,  was  authorize 
December  23, 1893,  but  its  removal  is  now  in  progress  by  the  owners 
of  the  cargo. 

December  13, 1893,  a  sunken  three-masted  schooner  was  reported  lOJ 
miles  NE.  J  N.  from  Cape  Hatteras.  Unless  it  has  been  removed  by 
the  U.  S.  dynamite  gunboat  Vesuvius  its  removal  will  be  undertaken  in 
July,  1894. 

December  28, 1893,  a  sunken  wreck  was  reported  about  12  miles  S.  by 
E.  magnetic  from  Cape  Lookout  light-house.  A  search  failing  to  find  it, 
the  sum  of  $300  was  allotted  for  searching  for  this  wreck  and  for  two 
others  which  were  rumored  to  be  in  the  locality  and  dangerous  to  navi- 
gation. The  former  wreck  was  removed  and  the  two  latter  examined 
and  found  by  the  master  of  the  U.  S.  revenue  cutter  Col/ax  in  June, 
1894,  to  be  not  dangerous  to  navigation. 

(See  Appendix  L  22.) 


IMPROVEMENT  OF  WACCAMAW  AND  LUMBER  RIVERS,  NORTH  CARO- 
LINA AND  SOUTH  CAROLINA,  AND  OF  CERTAIN  RIVERS  AND  HAR- 
BORS IN   SOUTH   CAROLINA. 

This  district  was  in  the  charge  of  Capt.  Frederic  V.  Abbot,  Corjw 
of  Engineers;  Division  Engineer,  Col.  William  P.  Craighill,  Corps  of 
Engineers. 

1.  Waccamatc  River ^  North  Carolina  and  South  Carolina. — In  1880 
this  river  was  navigable  for  boats  of  12  feet  draft  at  all  stages  of  water 
from  Georgetown  23  miles  to  Bull  Creek,  and  at  high  water  4  miles 
farther  to  Buck's  lower  mills;  thence forboatsofTfeetdraftathigh  water 
22  miles  farther  to  Conway;  thence  it  possessed  an  obstructed  channel 
for  boats  of  3  feet  draft  at  ordinary  winter  water  ()8  miles  to  Beeves 
Ferry;  thence  an  obstructed  channel  with  3  feet  depth  at  high  water 
30  miles  to  Lake  Waccamaw. 

The  project  provides  for  a  channel  12  feet  deep  at  all  stages  of  watei 
and  80  feet  bottom  width  from  the  mouth  of  the  river  to  Conway;  thence 
a  cleared  channel  to  Lake  Waccamaw.    The  estimated  cost  is  $138,400. 

The  work  of  the  year  has  been  snagging.  Up  to  June  30,  18»4, 
$86,853.10  has  been  spent,  giving  a  thoroughly  cleared  channel  with 
100  feet  least  width,  7  feet  deep  at  low  water,  as  far  as  Conway,  and  40 
feet  width  and  3  feet  deep  72  miles  above  Conway. 

The  commerce  of  the  year  amounts  to  99,298  tons. 
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July  1,  1893,  balance  unexpended $4, 801. 30 

June  30,  18S4,  amount  expended  during  fiscal  year 3, 754. 40 

July  1,  1894,  balance  unexpended 1,046.90 

July  1,  1894,  outstanding  liabilities 101. 05 

July  1,  1894,  balance  available 945.85 

Amount  appropriated  by  act  of  August  17,  1894 6,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 6, 945. 85 

(Amount  (estimated)  required  for  completion  of  existing  project 44, 500. 00 
Amount  that  can  beprontably  expended  in  fiscal  year  ending  June  30, 1896    30, 000.00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  M  1.) 

2.  Lumber  Biverj  North  Carolina  and  South  Carolina. — The  river 
was  obstructed  by  logs,  snags,  and  overhanging  trees,  and  in  places 
by  sand  bars.  It  was  crossed  by  a  number  of  bridges  without  draws. 
The  project  contemplates  the  removal  of  snags,  logs,  overhanging 
trees,  et<5.,  for  70  miles  below  Lumberton  at  an  estimated  cost  of 
$35,000.  The  work  of  the  year  has  been  snagging.  The  railroad 
bridge  in  South  Carolina  has  been  supplied  with  a  steel  draw.  Tlie 
Korth  Carolina  bridges  have  been  provided  with  draw-spans  or  dis- 
continued. The  commerce  of  the  year  amounts  to  10,550  tons.  Total 
expenditures  to  June  30,  1894,  $14,912.07. 

July  1, 1893,  balance  unexpended $1, 932. 04 

June  30, 1894,  amount  expended  during  fiscal  year 1, 844. 11 

July  1, 1894,  balance  unexpended. . .* 87. 93 

July  1, 1894,  outstanding  liabilities : 56. 00 

July  1, 1894,  balance  available 31.93 

Amount  appropriated  by  act  of  August  17, 1894 4, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 4, 031. 93 

{Amonnt  (estimated)  required  for  completion  of  existing  project 16, 000. 00 
Amonntthatcan  beprofitabl^  expended  in  fiscal  yearendingJnne30, 1896    16,  000.  00 
Submitted  in  compliance  with  requirements  of  sections  z  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Api)endix  M  2.) 

5.  Little Pedee  River ^  South  Carolina, — The  river  was  much  obstructed 
by  snags  and  overhanging  trees,  and  in  places  was  subdivided  into  sev- 
eral branches.  The  project  contemplates  providing  for  steamboat  nav- 
igation to  Lumber  River  and  pole-boat  navigation  to  Little  Rock.  The 
estimated  cost  is  $50,000.  AU  bridges  on  that  i)art  of  river  improved 
for  steamers  have  been  supplied  with  draws.  No  work  has  been  done 
during  the  year.  This  year's  commerce  amounts  to  8,375  tons.  Total 
expenditures  to  June  30, 1894,  $14,218.18. 

July  1, 1893,  balance  unexpended $2, 416. 14 

June  3H0,1894,  amount  expended  during  fiscal  year 1, 634. 32 

Jul v  1,  1894,  balance  unexpended 781. 82 

July  1,1894,  outstanding  liabilities 279.00 

July  1,  1894,  balance  available 502.82 

Amount  appropriated  by  act  of  August  17,  1894 4,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 4, 502. 82 
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i  Amount  (estimated)  required  for  completion  of  existing  project $31, 000.00 
Amount  that  can  be  profitably  expende<l  in  fiscal  year  ending  J  une  30, 1896    20, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
liarbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Api>endix  M  3.) 

4,  Great  Fedee  River^  South  Carolina, — Tbe  river  was  dangerously 
obstructed  by  snags  and  logs.  The  project  provides  for  thoroughly 
cleared  9-foot  navigation  52  miles  to  Smith  Mills,  and  SJ-foot  naviga- 
tion to  Oheraw,  172  miles  above  the  mouth,  at  all  stages  of  water,  at  an 
estimated  cost  of  $117,000.  The  work  of  the  year  has  been  snagging. 
This  year's  commerce  amounts  to  91,025  tons.  Total  exi)enditures  to 
June  30,  1894,  $87,352.37. 

July  1,  1893,  balance  unexpended $6, 178. 28 

June  30,  1894,  amount  expended  dnring  fiscal  year 4, 030. 65 

July  1,  1894,  balance  unexpended 2, 147. 63 

July  1,  1894,  outstanding  liabilities 219.00 

July  1,  1894,  balance  available 1,928.63 

Amount  appropriated  by  act  of  August  17,  1894 6, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 7, 928. 63 

{Amount  (estimated)  required  for  completion  of  existing  project 21, 500. 00 
Amount  that  can  bo  profitably  expended  in  fiscal  year  ending  June  30, 1896    21, 500. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  M  4.) 

5.  Clark  River ,  South  Carolina, — This  river  forms  the  southern  mouth 
of  Lynch  River.  Its  upper  end  was  entirely  choked  by  driftwood  and 
fallen  trees.  The  project  provides  for  closing  the  northern  mouth  of 
Lynch  River  and  snagging  Clark  River,  The  estimated  cost  is  $7,50(). 
No  work  has  been  done  during  the  year.  All  that  is  needed  before 
Lynch  River  is  opened  for  steamers  has  been  done.  This  year's  com- 
merce amounts  to  about  7,000  tons.  Total  expenditures  to  June  30, 
1894,  $7,464.58. 

July  1, 1893,  bahince  unexpended $413.81 

June  30, 1894,  amount  expended  dnring  fiscal  year 378. 39 

July  1, 1894,  balance  unexpended 35.42 

(See  Appendix  M  5.) 

6'.  Mingo  Creeky  South  Carolina, — This  stream  was  much  obstructed 
by  STiags  and  overhanging  trees.  The  project  provides  for  removing 
obstructions  from  the  mouth  to  Williams  Landing  for  steamboat  navi- 
gation and  above  for  pole-boat  navigation.  The  estimated  cost  is 
$17,000.  The  work  of  the  year  has  been  snagging.  This  year's  com 
meice  amounts  to  114,375  tons.  Total  expenditures  to  June  30,  1804, 
812,968.94. 

July  1, 1893,  balance  unexpended .* $1, 453. 98 

Juno  30, 1894,  amount  expended  during  fiscal  year 1,  422. 92 

July  1, 1894,  balance  unexpended 31. 06 

Amount  appropriated  by  act  of  August  17, 1894 4, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 4, 031. 06 

(See  Appendix  M  6.) 

7.  Santee  River j  South  Carolina, — This  river  xras  obstructed  by  sunken 
logs  and  snags.  The  bar  was  narrow,  crooked,  and  shifting,  with  only 
about  4  feet  depth  at  low  tide.    The  project  i>rovides  for  leaving  the 
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Mosquito  Creek  Canal,  which  has  been  completed  for  about  $100,000, 
as  a  lumber  route,  and  for  a  new  cut  between  Estherville  and  Minim 
Creek,  at  an  estimated  cost  of  $250,000,  and  for  completely  snagging 
the  Saiitee  River  itself  at  a  cost  of  $100,000.  During  the  past  year 
dredging  on  the  new  canal  continued  with  the  new  dredge  owned  and 
operated  by  the  United  States,  at  a  cost  of  between  3  and  4  cents  a 
cubic  yard.  The  lowest  price  here  by  contract  was  over  35  cents — 
about  ten  times  greater  than  this  year's  cost  by  hired  labor. 

Up  to  June  30,  1894,  $158,015.62  had  been  spent  in  giving  a  passage 
30  feet  wide  and  5  feet  deep  at  high  water,  from  San  tee  River  to  Winy  aw 
Bay,  in  building  a  drawbridge  over  Mosquito  Creek,  in  replacing  dam- 
aged rice  drainage,  and  dredging  on  the  new  Estherville-Minim  Creek 
Canal.    This  year's  commerce  amounts  to  115,428  tons. 

July  1. 1893,  balance  uuexpemled $16,040.37 

June  dO,  IB&i,  amount  expended  during  fiscal  year 14, 305. 99 

July  1, 1894,  balance  unexpended 1, 734.  38 

July  1,  1894,  outstanding  liabilities 431.46 

July  1, 1894,  balance  available 1,302.92 

Amount  appropriated  by  act  of  August  17,  1894 40,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 41, 302. 92 

{Amount  (estimated)  required  for  completion  of  existlnj^  project 250, 000. 00 
Amount  tha^  can  be  profitably  expeuded  in  fiscal  year  ending  J  une  30, 1896  200, 000. 00 
Submitted  in  compliance  vitb  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(Sec  Appendix  M  7.) 

8.  Wateree  River,  South  Carolina. — This  river  had  a  low- water  depth 
of  from  3  to  4  feet  from  its  mouth  67  miles,  to  Camden.  It  was  much 
obstructed  by  snags  and  by  two  railroad  bridges  without  draws.  The 
project  provides  for  4-foot  steamboat  navigation  to  Camden.  Total 
exi)enditares  to  June  30, 1894,  $61,929.74. 

The  appropriation  of  September  19,  1890,  completes  the  original 
estimated  cost,  and  for  this  sum  the  river  has  been  put  into  a  satis- 
factory condition.  The  engineer  officer  in  charge  reports  that  an 
annual  appropriation  of  $6,500  is  needed  for  maintenance.  This 
yeai-'s  commerce  amounts  to  18,075  tons. 

July  1,  1893,  bilanco  unexpended ^     $3,015.66 

June  30,  1894,  amount  expended  during  fiscal  year 2, 475. 40 

July  1, 1894,  balance  unexpended 570.  i;6 

July  1,  1894,  outstanding  liabilities 85.00 

July  1,  1894,  balance  available 485.26 

Amount  appropriated  by  act  of  August  17,  1894 2,  500. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 2,  985. 26 

(  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30,1896      6,500. 00 
s  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(    harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  M  8.) 

D.  Congaree  Rivevj  South  Caroh'na.— This  river  had  a  low- water  depth 
of  from  3  to  4  feet  from  its  mouth  48  miles  to  the  railroad  bridge  at 
Columbia,  thence  1-foot  low- water  depth  2  miles  farther.  The  lower  47 
miles,  from  Granby  to  the  mouth,  was  blocked  by  snags  and  a  railroad 
bridge  without  a  draw.  The  3  miles  above  Granby  was  impassable, 
being  rapids.  The  original  project  provides  for  4-foot  navigation  below 
Granby,  and  a  cleared  channel  through  the  rapids  above. 
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A  new  project,  submitted  in  accordance  with  House  resolution  of 
December  15, 1893,  provides  for  the  same  depth  up  to  Columbia.  The 
work  of  the  year  has  been  snagging.  Total  expenditures  to  June  30, 
1894,  $24,501.75.    This  year's  commerce  amounts  to  7,974  tons. 

July  1,  1893,  balance  uDexpended $3, 007. 74 

June  30,  1894,  amount  expended  during  fiscal  year 2, 509. 49 

July  1,  1894,  balance  unexpended 498. 25 

July  1,  1894,  outstanding  liabilities 127.20 

July  1,  1894,  balance  available 371.05 

Amount  appropriated  by  act  of  August  17,  1894 4, 000. 00 

Amount  available  for  fiscal  year  ending  June  30.  1895 4, 371. 05 


{Amount  (estimated)  required  for  completion  of  existing  project 25, 500. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    25, 000.  00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  M  9.) 

10.  Charleston  Harbor^  South  Carolina. — The  work  in  progress  since 
1878  comprises  two  jetties  of  riprap  with  mattress  foundation,  and  in 
some  places  of  mattress  hearting.  The  jetties  spring  from  Morris  and 
Sullivan  islands  and  converge  on  curves  so  as  to  cross  the  bar  on  par- 
allel lines  about  2,900  feet  apart.  They  are  to  establish  and  maintain 
a  channel  across  the  bar  not  less  than  21  feet  deep  at  low  water  where 
heretofore  the  low-water  depth  has  not  exceeded  12  feet.  The  action 
of  the  jetties  is  to  be  assisted  by  dredging.  Estimated  cost  for  jetties 
up  to  low  water,  $4,380,500;  up  to  3  feet  above  mean  low  water, 
$5,334,500. 

Dredging  continued  throughout  the  year,  under  contract  with  Messrs. 
Egan  &  Friday,  using  the  Government  dredge.  Stonework  continued 
under  the  contract  with  the  same  firm.  During  the  year  214,232  tons 
of  stone  was  deposited  on  the  jetties,  and  503,055  cu^ic  yards  of  mate- 
rial was  dredged.  No  settlement  of  the  jetties  has  occurred  during  the 
year,  but  some  of  the  very  high  portions  had  the  top  knocked  off  down 
to  high-water  mark  during  the  hurricane  of  August  27, 1893.  No  prac- 
tical injury  was  done  to  either  jetty  by  this  storm.  About  2J  miles  of 
the  South  Jetty  and  13  miles  of  the  North  Jetty  have  been  raised  to 
high  water  since  work  began. 

The  annual  survey  shows  a  marked  improvement  in  the  jetty  chan- 
nel. There  is  now  17  feet  of  water,  sufficiently  wide  for  navigation, 
all  the  way  through  at  low  tide.  Total  expenditures  to  June  30, 1894, 
$2,940,234.64. 

July  1, 1893,  balance  unexpended $631,286.33 

June  30, 1894,  amount  expended  during  fiscal  year 394, 019.  97 

July  1, 1894,  balance  unexpended 237,265.36 

July  1,  1894,  outstanding  liabilities $370,  600. 00 

July  1,  1894,  amouut  covered  by  uncompleted  contracts  ..  1, 126,  461.  26 

1,497,061.26 

Amount  appropriated  by  sundry  civil  act  of  August  18,  1894 450, 000. 00 

Amount  (estimated)  required  for  completion  of  existing  project 753, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 

1896 753,000.00 

Submitted  in  compliance  with  requiremeut-s  of  sections  2  of  river  and 

harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  M  10.) 

77.  Ashley  River,  South  Carolina. — The  plan  of  improvement  com- 
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ton,  S.  C,  where  there  was  only  9  feet  of  water  at  low  tide,  and 
another  just  below  the  Wando  Phosphate  Works,  where  there  was  only 
6  feet.  Low- water  depths  of  from  10  to  11  leet,  with  widths  of  from 
100  feet  to  200  feet,  have  been  obtained.  This  year's  commerce  amounts 
to  525,000  tons.    Total  expenditures  to  June  30, 1894,  $5,498.23. 

July  1, 1893,  balance  unexpended $2. 81 

Jane  30, 1894,  amount  expended  during  fiscal  year 1. 04 

July  1, 1894,  balance  unexpended 1. 77 

(See  Appendix  M  11.) 

12.  Wappoo  Cutj  South  Carolina.^The  project  provides  for  a  channel 
60  feet  wide  and  6  feet  deep  at  low  water  between  Ashley  and  Stono 
rivers.  There  is  now  a  narrow  5J-foot  channel  all  the  way  through. 
This  vear's  commerce  amounts  to  242,000  tons.  Total  expenditures  to 
June'aO,  1894,  $50,284.28. 

Jnlyl,  1893,  balance  unexpended $2,715.72 

July  1,  1894,  balance  unexpended. 2, 715, 72 

Amount  appropriated  by  act  of  August  17,  1894 7, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 9, 715. 72 

{Amount  (estimated)  required  for  completion  of  existing  project 28, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  endinflf  June  30, 1896    28, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  M  12.) 

13.  Edisto  River,  South  Carolina. — The  river  was  much  obstructed 
by  snags  and  shoals.  The  project  provides  for  a  channel  for  rafts  and 
flatboats  from  the  sea,  2G0  miles,  to  Guignard  Landing,  on  the  South 
Fork,  at  an  estimated  cost  of  $33,385.  Xo  work  has  been  done  during 
the  year.  The  project  has  been  satisfactorily  completed  for  less  than 
the  estimated  cost. 

This  year's  commerce  amounts  to  120,870  tons.  Total  expenditures 
to  June  30, 1894,  $33,010.30. 

The  sum  of  $2,500  could  be  advantageously  expended  in  removing 
obstructions  which  fell  into  the  river  during  the  hurricanes  of  August 
and  October,  1893. 

July  1, 1893,  balance  unexpended $449. 15 

Juiie  30, 1894,  amount  expended  during  fiscal  year 74. 45 

July  1, 1894,  balnnce  unexpended 374. 70 

July  1, 1894,  outstanding  liabilities 14. 80 

July  1,1894,  balance  available 359.90 

{Amount  (estimated)  required  for  completion  of  existing  project 2, 500. 00 
Amountthatcan  be  profitably  expended  in  fiscal  year  ending  June  30, 1896      2, 500. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Ajipendix  M  13.) 

14.  Salkahatchie  River,  South  Carolina. — The  river  was  very  mueh 
obstructed  by  snags.  The  project  provides  for  a  continuous  flatboat 
channel  from  5  miles  above  Toby  Bluif  to  Hickory  Hill,  at  an  estimated 
cost  of  $18,000.  This  year's  commerce  has  amounted  to  27,000  tons. 
The  last  appropriation  completes  the  estimated  cost  and  no  farther 
fdnds  will  be  required,  the  improvement  being  completed  and  a  suffi- 
cient balance  being  left  for  maintenance.  Total  expenditures  to  June 
30,  1894,  $15,378.85. 
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July  1, 1893,  balance  imexpended .• $3,  758-34 

June  30, 1894,  amount  exi>ended  during  fiscal  year 1, 137. 19 

July  1, 1894,  balance  unexpended 2, 621. 15 

July  1, 1894,  outstanding  liabilities i 12.00 

July  1, 1894,  balance  available 2,  609. 15 

(See  Appendix  M  14.) 

15.  Beaufort  Biver^  South  Carolina. — The  portion  to  be  improved  is 
near  Coosaw  River,  where  there  was  only  about  4  feet  depth  at  low 
water  for  a  short  distance.  A  through  channel  7  feet  deep  has  been 
provided  by  dredging,  as  projected.  The  estimated  cost  is  $40,000. 
Total  expenditures  to  June  30, 1894,  have  been  $24,970.93.  The  amount 
appropriated  was  not  sufficient  to  give  the  required  width,  as  more 
rock  was  encountered  than  was  anticipated.  As  recommended  by  the 
district  engineer,  the  original  estimate  ($25,000)  has  been  increased 
by  $15,000.    This  year's  commerce  amounts  to  215,000  tons. 

July  1, 1893,  balance  unexpended $62. 77 

June  30, 1894,  amount  expended  during  fiscal  year 33. 70 

July  1, 1894,  balance  unexpended 29. 07 

July  1, 1894,  outstanding  liabilitieB 6. 60 

July  1,1894,  balance  available * 23.07 

Amount  appropriated  by  act  of  August  17, 1894 5, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 5, 023. 07 

{Amount  (estimated)  required  for  completion  of  cxistiui^  project 10, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30,1896    10,  000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  Marcli  3, 1893. 

(See  Appendix  M 15.) 

IG.  Bemoving  sunlcen  vessels  or  craft  obstructing  or  endangering  navi- 
gation—  WrecJc  of  schooner  Kate  V.  Aithmj  in  Svca^h  Channel^  Churleston 
Harbor  J  SotUh  Carolina. — At  the  close  of  the  last  fiscal  year  a  contract 
was  let  to  Messrs.  Charles  W.  Johnston  and  Enoch  Townsend,  to  remove 
this  wreck  for  the  sum  of  $4,745.  They  began  work  and  succeeded  in 
removing  a  portion  of  the  vessel,  but  from  the  start  failed  to  comply 
with  the  specifications  regarding  the  disposition  of  cargo  and  A^essel. 
They  requested  an  extension  of  time,  which  was  granted  them.  Up 
to  the  close  of  the  fiscal  year  they  had  not  resumed  work.  Their  exten- 
sion of  time  expires  August  31, 1894. 

Wrecic  of  sloop  in  draicspan  of  Ashley  River  Bridge. — During  the 
gale  of  August  27, 1893,  a  small  sloop  sunk  in  over  30  feet  of  water  in 
the  draw  opening  of  the  above  bridge.  Her  mast  is  an  obstruction  to 
navigation.  The  rest  of  the  boat  is  so  deeply  submerged  as  to  be  out 
of  the  way.  Five  dollars  was  allotted  for  removing  the  mast.  At  the 
close  of  the  year  this  had  not  been  done,  as  the  parties  who  were  rejiair- 
ing  the  bridge  had  x)romised  to  pull  it  out  for  that  i>rice,  but  had  failed 
to  do  so. 

The  expenditures  during  the  year  have  aggregated  $3GG.67. 

(See  Appendix  M  16.) 

IMPROVEMENT  OF  RIVERS   AJJTD   HARBORS   IN  EASTERN   GEORGIA. 

This  district  was  in  the  charge  of  Capt.  O.  M.  Carter,  Corps  of 
Engineei-B;  Division  Engineer,  Col.  William  P.  Craighill,  Corpsof  Engi- 
neers. 

J.  Savannah  Harbor^  Georgia. — The  plan  of  improvement  under  which 
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operatiojis  have  beeu  carried  on  in  Savannah  Harbor  during  the  last 
fiscal  year  was  approved  by  the  Secretary  of  War  on  July  22, 1890. 
The  project  contemplates  the  establishment  of  a  navigable  channel  2G 
feet  d«ep  at  mean  high  water  between  the  city  of  Savannah  and  Tybee 
Koads.  The  mean  rise  and  fall  of  tides  varies  from  about  7  feet  at  Fort 
Pulaski  to  about  6  feet  in  front  of  the  city  wharves. 

Tbe  estimated  cost  of  the  improvement  is  §3,500,000. 

In  1873,  prior  to  improvement,  the  channel  was  in  places  not  more 
than  9  feet  deep  at  mean  low  water,  and  the  usual  high-water  draft  of 
vessels  was  not  more  than  14.5  feet. 

Prior  to  July  1, 1893,  there  had  been  placed  in  the  work  under  the 
present  project  312,887.35  square  yards  of  log  and  brush  mattresses, 
37,638.14  cubic  yards  of  stone,  118,483.23  cubic  yards  of  brush  fascines, 
5,844  piles,  and,  aside  from  these,  268  groups  of  tie  piles,  and  51  clus- 
ters of  fender  piles;  also  302,027.60  feet,  B.  M.,  of  6  by  10  inch  timber, 
and  33,399.1  pounds  of  iron  bolts.  There  had  been  removed  from  the 
channel^  by  dredging,  920,833.84  cubic  yards  of  material. 

The  nver  and  harbor  act  approved  July  13, 1892,  contained  an  appro- 
priation of  $318,750  for  continuing  this  improvement,  with  the  follow- 
ing provision : 

Provided,  That  contracts  may  bo  entered  into  by  the  Secretary  of  War  for  such 
materiftlfi  and  work  as  may  be  necessary  to  complete  the  present  project  of  improvo- 
menty  to  be  paid  for  as  appropriations  may  from  time  to  time  bo  made  by  law,  not 
to  exceed  in  the  aggregate  two  million  sight  hundred  and  thirty-one  thousand  two 
hundred  and  fifty  dollars,  exclusive  of  the  amount  herein  and  heretofore  approi)ri- 
ated. 

A  contract  was  entered  into  with  P.  Sanford  Boss,  of  Jersey  City,  N. 
J.,  for  all  of  the  dredging,  and  with  the  Atlantic  Contracting  Company, 
of  New  York,  for  all  of  the  other  work  required  for  the  improvement. 

During  tbe  fiscal  year  just  closed  there  were  used  in  the  Marsh 
Island  training  wall  and  closing  dam,  in  the  Garden  Bank  training 
wall,  the  Fig  Island  jetty,  the  Mackay  Point  training  wall,  the  South 
Channel  training  wall  and  spur  dams,  the  Barnwell  Island  training 
wall  and  spur  dams,  the  Barnwell  Island  closing  dams,  the  North  Elba 
Island  training  wall,  the  South  Elba  Island  training  wall,  Wing  Dam 
No.  14,  Philbricks  Cut  dam,  the  Lower  Flats  training  wall,  the  Venus 
Point  training  wall,  Big  Gap  dam,  the  Jones  Island  spur  dams.  Wing 
Dam  No.  33,  the  Long  Island  training  wall,  the  Oyster  Bed  training 
wall,  and  the  Cockspur  Island  training  wall,  699,536.65  square  yards 
of  brush  mattresses,  99,192.83  cubic  yards  of  brush  fascines,  57,633.63 
cubic  yards  of  riprap  stone,  325,299  feet,B.  M.,  of  6  by  10  inch  sawed 
timber,  33,153.28  pounds  of  iron  bolts.  There  were  driven  6,155 
piles,  making  an  aggregate  advance  of  pile  work  of  24,576.1  linear  feet; 
597  piles  were  driven  as  guides  for  the  mattress  work,  which  are  an  • 
equivalent  of  2,388  linear  feet  of  pile  work.  There  were  also  driven 
441  groups  of  tie  piles  and  23  clusters  of  fender  i)iles,  making  a  total  of 
7,703  piles  driven  during  the  fiscal  year. 

Between  the  old  waterworks  and  Tybee  Knoll  978,096.80  cubic  yards 
of  material  was  removed  by  dredging  during  the  fiscal  year. 

The  removal  of  a  number  of  old  crib  obstructions  and  wing  dams 
projecting  too  far  into  the  channel  has  been  connnenced  by  the  snag 
boats  Toccoa  and  the  SatiUa^  the  work  being  done  by  hired  labor  and 
the  purchase  of  material  in  open  market.  The  material  thus  far 
removed  at  various  places  consists  of  2,400  feet,  B.  M.,  of  sawed  timber, 
216J  cubic  yards  of  riprap  stone,  2,759  logs,  and  35  piles. 

A  steam  holster  for  use  upon  the  rivers  and  in  Savannah  Harbor 
has  been  coostracted  by  lured  iaibor  and  puix^ase  of  material  in  open 
ntaikct. 
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Besides  the  usual  examinations  and  surveys,  preparations  were  made 
for  a  final  gauging  of  the  river. 

The  total  amount  expended  under  the  present  project  to  June  30, 
1893,  including  all  outstanding  liabilities,  amounted  to  $827,669.48, 

There  is  now  a  navigable  channel  from  the  city  to  the  sea  with  a  min- 
imum low-water  depth  of  16  feet,  a  gain  of  about  7  feet  since  the  work 
was  begun,  and  of  half  a  foot  during  the  fiscal  year  just  closed. 

July  1,  1893,  balance  unexpended $1,000,102.20 

June  30, 1894,  amount  expended  during  fiscal  year 750, 102. 20 

July  1,  1894,  balance  unexpended 250,000.00 

July  1, 1894,  outstanding  liabilities ^ $653,  864. 58 

July  1,  1894,  amount  covered  bv  uncompleted  contracts..     408, 034. 40 

1,061,898.98 


Amount  appropriated  by  sundry  civil  act  of  August  18,  1894 975, 000. 00 


Amount  (estimated)  required  for  completion  of  existing  project 856,  250. 00 

Amount  that  can  bs  profitably  expended  in  fiscal  year  ending  June 

30,  1896 856,250.00 

Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 

harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1^3. 

(See  Appendix  N  1.) 

2.  Savannah  River^  Georgia. — The  present  project  for  the  improve- 
ment of  this  river  was  adopted  in  1890,  the  object  being  to  secure  a 
low-water  steamboat  channel,  not  less  than  5  feet  in  depth,  between  the 
cities  of  Augusta  and  Savannah,  Ga. 

The  estimated  cost  of  the  improvement  is  $332,000.  Prior  to  improve- 
ment navigation  was  much  impeded  by  logs,  snags,  piles,  and  other 
obstructions.  The  depth  at  summer  low  water  over  some  of  the  shoals 
did  not  exceed  2  or  3  feet. 

The  total  amount  expended  under  the  present  project  to  June  30, 
1893,  including  all  outstanding  liabilities,  was  $34,105.35,  and  resulted 
in  removing  1,508  snags,  stumps,  and  logs,  and  11,849  overhanging 
trees  from  the  most  troublesome  places  throughout  the  whole  extent  of 
the  river.  Seven  spur  dams  were  constructed  for  the  protection  of 
caving  banks  below  the  city  of  Augusta,  and  some  of  the  old  dams 
were  repaired.  There  were  i)laced  in  this  work  4,861.40  cubic  yards  of 
brush  fascines,  and  3,352.47  cubic  yards  of  stone. 

There  have  been  removed  from  the  river  during  the  present  fiscal 
year  306  snags,  logs,  and  stumps,  and  359  overhanging  trees;  15  logs 
were  cut  up  on  bank. 

Under  a  contract  with  Albert  J.  Twiggs,  of  Augusta,  Ga.,  55  new 
spur  dams  were  constructed  near  that  city  and  a  number  of  old  ones 
were  repaired.  There  were  placed  in  this  work  7,232.04  cubic  yards  of 
brush  fascines  and  6,742.46  cubic  yards  of  stone. 

Tlie  expenditures  during  the  year  ending  June  30, 1894,  including  all 
outstanding  liabilities,  amounted  to  $22,760.62,  and  resulted  in  protect- 
ing the  caving  banks  of  the  river  near  Augusta  and  in  removing  the  most 
serious  obstructions  to  navigation  between  Savannah  and  Augusta. 

July  1, 1893,  balance  unexpended $26,023.59 

Juno  30,  1894,  amount  expended  during  fiscal  year 22, 730. 67 

July  1,  1894,  balance  unexpended 3,292.92 

July  1,  1894,  outstanding  liabilities 29.95 

July  1,  1894,  balance  available 3,262.97 

Amount  appropriated  by  act  of  August  17,  1894 15, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 18,262.97 
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{Amoant  (estimated)  required  for  completion  of  existing  project $257, 000.00 
Amountthat  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896  100, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  N  2.) 

3.  Savannah  River  above  Augmta^  Ga. — ^Tlie  present  project  for  the 
improvement  of  this  part  of  Savannah  Elver  is  outlined  in  report  of 
Capt.  O.  M.  Carter,  Corps  of  Engineers,  dated  January  31, 1890,  and 
adopted  in  1892.  It  contemplates  the  establishment  of  a  pole-boat 
channel  between  Petersburg,  Ga.,  and  the  Locks,  above  Augusta,  Ga., 
12  to  25  feet  wide  and  navigable  at  ordinary  summer  low  water  for 
boats  drawing  2  feet.  This  is  to  be  accomplished  by  the  removal  of 
sand  shoals,  ledges  of  rock  or  gravel,  and  overhanging  trees,  and  by 
the  construction  of  spur  dams  and  training  walls  to  maintain  the  depth 
of  the  improved  channel. 

The  estimated  cost  of  the  improvement  is  $33,000. 
Prior  to  July  1, 1892,  there  was  no  work  done  under  the  present 
project. 
The  total  amount  expended  under  the  i)resent  project  up  to  June  30, 

1893,  including  all  outstanding  liabilities,  was  $9,956.64,  and  resulted 
in  the  building  of  new  dams  and  the  repairing  of  old  ones  and  the 
excavation  of  roc)t  from  the  channel  at  various  places.  There  were 
used  in  this  work  2,018.66  cubic  yards  of  fascines,  1,186.30  cubic  yards 
of  riprap  stone,  and  there  was  excavated  from  the  channel  341.5  cubic 
yards  of  rock,  using  200  pounds  of  explosives. 

Operations  during  the  fiscal  year  just  closed  were,  owing  to  lack  of 
funds,  confined  to  office  work. 
The  total  amount  expended  under  the  present  project  to  June  30, 

1894,  is  $10,000. 

July  1, 1893,  balance  unexpended $4,180.08 

June  30, 1894,  amount  expended  during  fiscal  year  ...  1 4, 180. 08 

Amount  appropriated  by  act  of  August  17,  1894 6,000.00 

{Amount  (estimated)  required  for  completion  of  existing  project 17, 000. 00 
Amount  tnat  can  be  profitably  expended  in  fiscal  vear  ending  June  30, 1896    17, 000. 00 
Submitted  in  compliance  with  requirements  or  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893w 

(See  Appendix  1^  3.) 

4.  Darien  Harbor^  Georgia, — ^The  plan  of  improvement  under  which 
operations  have  been  carried  on  in  Darien  Harbor  during  the  last  fiscal 
year  was  adopted  in  1885.  The  project  contemplates  the  establishment 
of  a  navigable  channel  12  feet  deep  at  mean  low  water  between  Darien 
and  Doboy.    The  mean  rise  and  fall  of  the  tide  is  about  6,5  feet. 

The  estimated  cost  of  the  improvement  is  $170,000. 

No  work  was  ever  done  under  the  existing  project  prior  to  the  fiscal 
year  ending  June  30, 1891. 

The  total  expenditures  under  the  present  project  of  improvement  to 
June  30,  1893,  including  all  outstanding  liabilities,  amounted  to 
$49,546.08,  and  resulted  in  the  removal  by  dredging  of  86,640.2  cubic 
yards  of  material  from  various  shoals  and  in  the  construction  of  20  spur 
dams,  of  an  aggregate  length  of  4,172.6  feet. 

Owing  to  the  lack  of  funds,  operations  during  the  fiscal  year  just 
closed  were  confined  to  an  examination  of  the  harbor  and  miscellaneous 
office  work. 

The  total  expenditures  under  the  present  project  of  improvement  to 
June  30, 1894,  amounted  to  $50,000. 
EKa  94 12 
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July  1,  1893,  balance  unexpended T        $557. 44 

June  dO,  18d4,  amount  expended  daring  fiscal  year 557.44 

Amount  ajjpropriated  by  act  of  August  17,  1894 25,000.00 

(Amount  ^estimated)  required  for  completion  of  existing  project 95, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  une  30, 1896    95,  000. 00 
Submitted  ia  eomplianco  witji  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  N  4.) 

5.  Altamaha  River,  Georgia. — The  plan  of  improvement  under  which 
operations  have  been  carried  on  upon  the  Altaraalia  River  during  the 
last  fiscal  year  was  adopted  in  1890. 

The  project  contemplates  the  establishment  of  a  steamboat  channel 
3  feet  in  depth  at  ordinary  summer  low  water  between  Darien  and  the 
junction  of  the  Oconee  and  Ocmulgee  rivers. 

The  estimated  cost  of  the  improvement  is  $129,000. 

Prior  to  improvement  navigation  was  much  impeded  by  logs,  snags, 
and  other  obstructions,  the  low-water  depths  at  some  points  not  exceed- 
ing 2  feet. 

The  total  amount  expended  undfjr  the  present  project  to  June  30, 
1893,  including  all  outstanding  liabilities,  was  $20,400.04,  and  resulted 
in  removing  741  snags  and  stumps  and  2,780  overhanging  trees;  20 
logs  were  cut  on  bank.  At  Beards  Bluff  3,100  linear  feet  of  wattled 
pile  dam  was  built,  and  at  Marrowbone  Bar  79  linear  feet  of  shore 
protection.  In  this  work  there  were  used  482  piles,  2,402  square  yards 
and  1,030  cubic  yards  of  brush  mattresses,  and  371  cubic  yards  of  rip- 
rap stone.  All  this  work  -was  done  by  hired  labor  and  purchase  of 
material  in  open  market.  There  were  constructed  at  Gouper  Bar  a 
training  wall  and  3  spur  dams,  aggregating  932  feet  in  length,  in  the 
construction  of  which  there  were  used  4,390.11  cubic  yards  of  brush 
fascines,  141.51  cubic  yards  of  riprap  stone,  12,502.25  feet,  B.  M.,  of  0 
by  10  inch  timber,  as  waling,  cross  and  back  ties,  and  3 ,285.40  pounds 
of  iron  bolts  for  the  fastening  of  the  timber  to  the  pile  work.  There 
were  driven  471  piles,  20  groups  of  tie  piles,  and  11  clusters  of  fender 
piles,  making  a  total  of  550  piles.    This  work  was  done  by  contract. 

There  were  removed  from  the  river  during  the  fiscal  year  just  closed 
342  snags  and  stumps  and  4,533  overhanging  trees;  5  logs  were  cut 
up  on  bank.  The  snag  boat  also  removed  the  wreck  of  the  steamer  Tar 
Heelj  which  was  lying  in  the  channel  at  Oswells  Cut.  At  Beards  Bluff 
00  fender  piles  were  driven,  and  at  Town  Bluff  Shoal  45  cubic  yards  of 
rock  was  removed  from  the  channel.  All  this  work  was  done  by  hired 
labor  and  purchase  of  material  in  open  market. 

The  expenditures  during  the  fiscal  year  ending  June  30,  1894, 
resulted  in  improving  the  channel  at  Town  Bluff  and  in  removing  the 
most  serious  obstructions  to  navigation  over  the  entire  length  of  the 
river. 

July  1,  1893,  balance  unexpended $4,214.7i) 

June  30,  1894,  amount  expended  daring  fiscal  year 3, 521.  26 

July  1,  1894,  balance  unexpended 693. 53 

Amouut  appropriated  by  act  of  August  17,  1894 10, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 10, 693. 53 

{Amount  (estimated)  required  for  completion  of  existing  project 89, 000. 00 
Amountthatcau  be  profitably  expended  in  fiscal  year  ending  June30,1896    50, 000, 00 
Submitted  in  compliance  witb  requirements  of  sections  2  of.  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  K  5.) 
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61  Oconee  Riverj  Georgia. — The  plan  of  improvement  under  which 
operations  have  been  carried  on  upon  the  Oconee  Biver  during  the  ladt 
fiscal  year  was  adopted  in  1890. 

The  project  contemplates  the  establishment  of  a  steamboat  channel 
3  feet  in  depth  at  ordinary  summer  low  water,  between  Milledgeville 
and  the  mouth  of  the  river. 

The  estimated  cost  of  the  improvement  is  $171,000. 

Prior  to  improvement,  navigation  was  much  impeded  by  sand  bars, 
overhanging  trees,  snags,  and  sunken  logs.  On  some  shoals  there  were 
low-water  depths  of  not  more  than  2  feet. 

Prior  to  July  1, 1803,  tbere  were  removed  from  the  channel,  under 
the  present  project,  3,096  snags  and  stumps,  17,061  overhanging  trees, 
and  366.5  cords  of  driftwood;  131  trees  were  girdled,  and  269  logs 
were  cut  up  on  bank.  There  was  placed  in  the  closing  dam  at  Fish 
Trap  Cut  600  cubic  yards  of  stone.  In  building  spur  dams  at  Old 
Boat  Yard  there  were  driven  165  piles;  935  linear  feet  of  piling  was 
wattled  with  poles,  and  991  linear  feet  of  brush  mattresses  18  feet 
wide  was  sunk.  A  new  snag  boat,  the  Satillaj  was  completed  October 
3, 1891. 

The  total  amount  expended  under  the  present  project  to  June  30, 
1893,  including  all  outstanding  liabilities,  is  $33,264,15. 

There  were  removed  from  the  channel  during  the  ^cal  year  just 
closed  6,819  snags  and  stumps,  5,672  overhanging  trees,  and  2G6J 
cubic  yards  of  gravel,  clay,  and  sand;  503  logs  were  cut  up  on  bank; 
8  trees  were  girdled,  and  966  pounds  of  explosives  was  used.  In 
repairing  the  jetties  at  Old  Boat  Yard  there  were  used  20  linear  feet 
of  brush  mattresses  18  feet  wide,  15  cubic  yards  of  brush  fascines,  and 
5  cubic  yards  of  riprap  stone;  11  piles  were  driven  and  80  linear  feet 
of  pile- work  was  wattled;  165  pounds  of  explosives  was  used. 

The  total  expenditures  during  the  fiscal  year  ending  June  30,  1894, 
including  all  outstanding  liabilities,  amounted  to  $16,327.84,  and 
resulted  in  opening  a  navigable  channel  from  the  river's  mouth  to  Mil- 
ledgeville. 

Jiily  1, 1893,  balance  unexpended $17, 162. 43 

Jnne  30, 18^4,  amount  expended  during  iiscal  year 16,  231. 84 

Jnly  1, 1894,  balance  unexpended 930. 59 

July  1, 1894,  outstanding  liabilities 96. 00 

July  1, 1894,  balance  available 834.59 

Amount  appropriated  by  act  of  August  17, 1894 10,  000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 10, 8^.  59 

{Amount  (estimated)  required  for  completion  of  existing  project Ill,  000. 00 
Amount  that  can  be  profitably  expend ca  in  fiscal  yea**  ending  Juno  30, 1896    50, 000. 00 
Submitted  in  coniplianco  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  N  6.) 

7.  Oemulgee  River ,  Georgia. — The  plan  of  improvement  under  which 
operations  have  been  carried  on  upon  the  Oemulgee  liiver  during  the 
last  fiscal  year,  was  adopted  in  1890«  The  project  contemplates  the 
entablishmeut  of  a  steamboat  channel  3  feet  in  depth  at  ordinary  sum- 
mer low  water  between  Macon  and  the  mouth  of  the  river. 

The  estimated  cost  of  the  improvement  is  $210,000. 

Prior  to  improvement  navigation  was  much  impeded  by  rock  shoals, 
sand  bars,  overhanging  trees,  snags,  and  sunken  logs,  the  low-water 
depth  at  some  places  not  exceeding  2  feet 
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The  total  amount  expended  nnder  the  present  project  up  to  Jane  30, 
1893,  including  all  oustauding  liabilities,  was  $43,782.36,  resulting  in 
the  removal  of  5,305  snags  and  stamps,  and  16,053  overhanging  trees; 
134  logs,  were  cut  up  on  bank  and  125  trees  were  deadened.  Jetties 
and  bank  protection  have  been  built  at  Tillman s  Bar.  All  this  work 
was  done  by  hired  labor  and  purchase  of  material  in  open  market. 

During  the  fiscal  year  just  closed  there  have  been  removed  from  the 
channel  1,461  snags  and  stumps,  4,498  overhanging  trees,  573  cubic 
yards  of  rocks  and  loose  bowlders,  and  the  wrecks  of  3  steamboats; 
919  trees  were  girdled  and  58  logs  were  cut  up  on  bank;  394  pounds 
of  explosives  was  used. 

The  total  exx)euditures  during  the  fiscal  year  ending  June^O,  1894, 
amounted  to  $10,882.96,  and  resulted  in  opening  a  navigable  channel 
from  the  river's  mouth  to  Macon. 

July  1,  1893,  balance  unexpended $11,958.63 

June  30,  1894,  amount  expended  during  fiscal  year 10, 882. 96 

July  1,1894,  balance  unexpei^ed 1,075.67 

Amount  appropriated  by  act  of  August  17,  1894 10, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 11, 075. 67 

{Amount  (estimated)  required  for  completion  of  existing  project 145, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    50, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  N  7.) 

8.  Brunswick  Harbor,  Georgia, — The  plan  of  improvement  under 
which  operations  have  been  carried  on  in  Brunswick  Harbor  during 
the  last  fiscal  year  was  adopted  in  1880,  and  modified  and  enlarged  in 
1886. 

The  project  contemplates  the  establishment  of  a  navigable  channel 
not  less  than  15  feet  deep  at  mean  low  water.  The  mean  rise  and  fall 
oftideis6.8feet. 

The  cost  of  the  project  of  1880  was  estimated  at  $73,187.50,  and  as 
enlarged  in  1886,  at  $190,000,  inclusive  of  appropriations  already  made. 

In  1880,  prior  to  improvement,  the  channel  was  not  more  than  9  feet 
deep  at  mean  low  water. 

The  amount  expended  to  June  30,  1893,  including  all  outstanding 
liabilities,  was  $180,918.92,  and  has  resulted  in  securing  a  navigable 
low- water  channel  not  less  than  15  feet  deep. 

During  the  fiscal  year  just  closed  there  were  put  into  the  training 
wall  3,332.46  cubic  yards  of  brush  fascines  and  780.87  cubic  yards  of 
riprap  stone.  The  total  expenditures  during  the  fiscal  year  ending 
June  30, 1894,  amounted  to  $17,251.13.  and.  resulted  in  completing  the 
training  wall  in  the  harbor. 

July  1, 1893,  balance  unexpended $17,251.13 

June  SfO,  1894,  amount  expended  during  fiscal  year 17, 251. 13 

Amount  appropriated  by  act  of  August  17, 1894 10, 000. 00 

(Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1896,  for  maintenance 10,000.00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  N  8.) 

9.  Brunsicick  Outer  Bar,  Georgia. — ^The  act  of  Congress  approved 
July  27, 1892,  provided  for  payments  to  Mr.  0.  P.  Goodyear,  upon  his 
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procuring  a  channel  of  certain  widths  and  depths  within  periods  speci- 
fied across  the  outer  bar  at  Brunswick,  Ga.,  north  of  the  present 
channel,  by  the  explosion  of  dynamite  on  or  beneath  the  bottom  of  the 
channel.  The  examinations  made  by  the  local  engineer  showed  that 
the  depths,  25  and  23  feet,  required  by  the  act  to  be  obtained  by 
November  1, 1892,  and  January  1, 1893,  were  not  secured.  By  act  of 
March  1, 18U3,  the  time  for  procuiing  the  various  channel  depths  was 
extended  to  November  1, 1893.  An  examination  made  by  the  local 
engineer  in  November,  1893,  showed  that  the  depth  of  22  feet  required 
by  the  act  to  be  obtained  by  November  1, 1893,  had  not  been  secured. 
Correspondence  in  the  matter  and  the  reports  of  the  local  officer  upon 
the  inspection  of  the  work  done  are  submitted. 
(See  Appendix  N  9.) 

10.  Jekyl  Greeks  Georgia, — The  ^lan  of  improvement  under  which 
operations  have  been  carried  on  m  Jekyl  Creek  during  the  last  fiscal 
year  was  adopted  in  1888.  The  project  contemplates  the  establishment 
of  a  navigable  channel  through  the  creek  7  feet  deep  at  mean  low  water. 
The  mean  rise  and  fall  of  the  tide  is  about  7.1  feet. 

The  estimated  cost  of  the  improvement  is  $38,590. 

Prior  to  improv^tnent  the  low- water  depth  at  some  places  did  not 
exceed  3  feet. 

The  total  amount  expended  to  June  30, 1893,  including  all  outstand- 
ing liabilities,  was  $34,748.77,  of  which  $19,811.08  were  on  account  of 
the  appropriation  for  the  improvement  of  Jekyl  Creek. 

The  total  expenditures  during  the  fiscal  year  just  closed  amounted 
to  $3,822.20. 

The  navigable  depth  over  the  bar  at  the  mouth  of  Jekyl  Creek  is  now 
6  feet. 

July  1,1893,  balance  unexpended $3,822.20 

Jane  30,  1894,  amount  expended  during  fiscal  year 3, 822. 20 

Amount  appropriated  by  act  of  August  17,  1894 4,000.00 

C  Amount  (estimated)  required  for  completion  of  existing  project 14, 590. 00 

ded  in  fiscal  year  endm 

r equirements  of  sections  i 

y    harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 


I  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  II  ^        ""'      '   ~ 

(See  Appendix  N  10.) 

11.  Cumberland  Sound^  Georgia. — The  plan  of  improvement  under 
which  operations  have  been  carried  on  at  Cumberland  Sound  during 
the  last  fiscal  yeai:  was  adopted  in  1879,  and  revised  in  1891.  The  pro- 
ject contemplates  the  establishment  of  a  navigable  channel  across  the 
bar  19  feet  deep  at  mean  low  water.  The  mean  rise  and  fall  of  tide  Is 
6.9  feet.  The  estimated  cost  of  the  improvement  is  82,079,500,  exclu- 
sive of  the  work  done  prior  to  1891. 

Prior  to  improvement  the  low- water  depth  of  the  entrance  varied 
from  11  to  12.5  feet,  with  a  mean  rise  and  fall  of  tide  of  5.9  feet. 

The  total  amount  expended  under  the  present  project  up  to  June  30, 
1893,  including  all  outstanding  liabilities,  was  $761,914.92. 

The  exx)enditures  during  the  fiscal  year  just  closed  amounted  to 
$755.27. 

The  navigable  depth  over  the  bar  at  present  is  somewhat  more  than 
14  feet  at  mean  low  water. 

July  1,  1893,  balance  unexpended $755. 27 

June  30, 1894,  amount  expended  during  fiscal  year 755. 27 

Amount  appropriated  by  act  of  August  17, 1894 170,000.00 
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Amount  (estimated)  required  for  completion  of  existing  project $1,647, 500.  <K) 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June 

30,  1896 , 1,000,000.00 

Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 

harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1^. 

(Seo  Appendix  K  11.) 

12.  Inside  water  route  between  Savannah^  Ga,,  and  FemandinOy 
Fla. — The  existiug  project  of  improvemeut,  Bubmitted  in  report  of  sur- 
vey dated  November  25, 1891,  provides  for  the  establishment  of  a  chan- 
nel 7  feet  deep  at  mean  low  water  between  Savannah,  Ga.,  and  Fernan- 
dina,  Fla. 

The  estimated  cost  of  the  improvement  is  $105,000,  provided  that 
amount  may  be  made  at  once  available. 

An  appropriation  of  $15,000,  the  first  for  this  work,  was  made  by  the 
river  and  harbor  act  approved  July  13, 1892. 

In  its  present  condition  the  channel  depth  is  less  than  5  feet  in  some 
places. 

The  work  has  so  far  been  entirely  confined  to  the  mouth  of  Jekyl 
Creek,  where  the  depth  across  the  bar  now  is  5  feet  as  against  4,08  feet 
before  its  improvement. 

The  total  amount  expended  up  to  Juno  30,  1893,  including  all  out- 
standing liabilities,  was  $14,937.09. 

The  expenditures  during  the  fiscal  year  just  closed  amounted  to 
$14,653.31. 

July  1,  1893,  balame  unexpended $14,653.31 

Juno  30,  1894,  amount  expended  during  Hscal  year 14, 653. 31 


Amoun t  appropriated  by  act  of  August  17,  1894 20, 000. 00 


{Amount  (estimated)  required  for  completion  of  existing  project 70, 000.  00 
Amountthat  can  be  protitably  expended  in  fiscal  year  ending  June  30, 1896    70, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  IStJJ  anil  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  N  12.) 

13.  Removing  sunJcen  vessels  or  craft  obstructing  or  endangering  navi- 
gation.— The  wreck  of  the  Austrian  bark  Undine  was  removed  from 
Savannah  Harbor  during  the  past  fiscal  year.  The  work  of  removing 
by  hired  labor  four  other  wrecks  from  Savannah  Harbor  has  been 
begun,  but  has  not  yet  been  completed.  The  total  expenditure  during 
the  year  on  removing  sunken  vessels  is  $8,418.97. 

(See  Appendix  N  13.) 

IMPROVEMENT   OF  EIVERS   AND   HARBORS  IN  FLORIDA. 

This  district  was  in  the  temporary  charge  of  Lieut.  Albert  M.  D'Armit, 
Corps  of  Engineers,  to  May  15, 1894,  and  in  the  charge  of  Maj.  Thomas 
H.  Handbury,  Corps  of  Engineers,  with  Lieutenant  D'Armit  under  his 
immediate  orders  since  that  datej  Division  Engineer,  Col.  William  P. 
Craighill,  Corps  of  Engineers. 

1.  St.  Johns  River ^  Florida. — Operations  for  the  improvement  of  this 
river  have  been  carried  on  in  conformity  with  a  project  submitted  in 
1879,  by  the  late  Col.  Q.  A.  Gillmore,  Corps  of  Engineers.  The  plan 
contemplates  the  formation  of  a  continuous  channel,  15  feet  deep  at 
mean  low  water,  from  Jacksonville  to  the  ocean.  The  points  where 
work  is  required  are  in  a  reach  near  Dames  Point,  12  miles  from  the 
mouth,  and  on  the  bar  atthe  mouth.  Kear  Dames  Point  the  mean  low- 
water  depth  varies  from  12  to  13  feet,  with  a  tidal  range  of  about  2  feet. 
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The  bar  at  the  mouth  is  formed  of  sand.  B^ore  work  was  begun  the 
mean  low  water  chaunel  depth  across  it  varied  fix>m  5  to  7  feet,  with  a 
tidal  range  of  5.8  feet.  The  channel  across  the  bar  shifted  contin- 
uoasly  north  and  south  through  a  mile  range.  The  work  was  divided 
into  two  parts:  (1)  The  formation  of  a  channel  across  the  bar  at  the 
mouth,  by  the  concentration  and  direction  of  the  tidal  currents  by  two 
jetties  to  start  from  the  opposite  shores  of  the  entrance,  and  to  converge 
until  on  the  bar  their  outer  ends  should  be  approximately  parallel  and 
1,600  feet  apart;  and  (2)  the  improvement  of  the  Dames  Point  Reach 
by  dredging,  and  the  construction  of  works  of  protection,  under  a 
project  approved  Juue  11, 1891,  and  approved  in  a  modified  form  M.arch 
28,1892. 

It  was  estimated  that  the  cost  of  obtaining  a  channel  over  the  bar  15 
feet  in  depth  at  mean  low  water  by  this  project  would  be  $1,306,409, 
and  improving  the  river  in  accordance  with  the  approved  modified 
project,  which  contemplated  a  navigable  channel  having  a  depth  at  low 
water  of«18  feet  from  inside  the  bar  to  Jacksonville,  would  be  $324,000. 

The  aggregate  of  the  appropriations  made  for  this  work  since  the 
adoption  of  the  present  project  is  $1,417,000,  all  of  which  has  been 
made  applicable  to  the  improvement  of  the  bar. 

The  amount  expended  up  to  June  30, 1893  was  $1,030,488.05. 

The  aet  of  July  13, 1892,  authorized  a  contract  to  be  made  for  the 
completion  of  the  work  at  the  mouth  of  the  river,  the  amount  of  the 
contract  not  to  exceed  $397,000.  The  sundry  civil  act  approved  March 
3,1893,  contained  the  item  of  $284,500  for  completing  the  work. 

The  increased  cost  of  the  work  over  the  original  estimate  is  $110,591. 
This  is  attributable  to  the  fact  that  for  many  years,  during  the  early 
part  of  its  progress,  long  and  frequent  intermissions  were  made  neces- 
sary by  reason  of  a  want  of  adequate  appropriations  for  carrying  on  a 
work  of  this  magnitude.  Under  these  circumstances  favorable  con- 
tracts could  not  be  made  and  the  uncompleted  work  was  subject  to 
great  deterioration  during  these  suspensions. 

From  the  year  1865  to  the  adoption  of  the  project  in  1879,  a  sum 
aggregating  $57,476.38  had  been  expended  in  dredging  for  tem]>orary 
improvement  of  lihe  bar  channel.  For  making  preliminary  surveys  and 
preparing  the  project  the  sum  of  $2,523.74  was  expended. 

Under  the  provisions  of  the  contract  entered  into  with  I.  H.  Hatha- 
way &  Co.,  under  date  of  November  30, 1892,  there  were  placed  ui)ou 
the  south  jetty  3,920.6  tons  of  first-class  stone,  24,167.8  tons  of  sec- 
ond-class stone,  and  41,030.5  tons  of  third-class  stone. 

The  foundation  course  of  matting  for  the  south  jetty  wa«  extended 
during  the  year  from  station  9498  to  station  10712,  a  distance  of  1,214 
feet,  making  the  total  length  of  this  jetty  11,192  feet.  This  includes 
the  shore  approach  of  480  feet.  In  matting  the  foundation  for  the 
year,  15,673  square  yards  of  mattress  work  was  used. 

No  work  was  done  on  the  north  jetty  during  the  year. 

For  the  purpose  of  ascertaining  the  condition  of  the  channel  over 
the  bar,  and  the  effect  of  the  work  being  done,  monthly  hydrographic 
surveys  have  been  made. 

The  work  of  closing  the  sailing  gap  in  the  south  jetty  through  which 
vessels  passed  out  and  in,  finding  a  little  better  water  by  that  course 
than  directly  out  between  the  jetties,  was  commenced  June  11.  A 
large  body  of  water  was  passing  out  during  ebb  tide  through  this  open- 
ing. It  was  deemed  advisable  to  direct  this  upon  the  bar  and  transfer 
its  erosiye  effect  to  that  channel. 
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South  Jetty, — The  foundation  of  this  jetty  is  now  at  station  10712, 
which  is  as  far  out  as  it  is  at  present  contemplated  to  extend  it.  At  this 
point  it  now  rests  on  the  outer  slope  of  the  bar  in  24  feet  of  water. 

The  crest  of  the  jetty  from  station  1500  back  to  the  shore,  slopes  from 
mean  low  to  mean  high  water.  From  station  1500  to  3500  it  is  at  mean 
low  water;  thence  to  station  7000  it  will  average  about  2  feet  belpw 
low-water  line.  From  7000  to  7500  it  is  5  feet  below;  and  from  tbence 
to  about  8500  it  is  near  the  mean  high-water  line;  from  thence  to  about 
10300  it  is  1  foot  below  mean  low  water;  thence  it  slojjes  off  rapidly  to 
the  bottom  at  the  end  of  the  foundation.  It  is  proposed  to  raise  this 
jetty  throughout  to  about  the  mean  high- water  line,  with  the  expectation 
that  with  the  settling  and  the  adjustment  of  its  material  under  the 
action  of  the  waves  it  will  finally  rest  about  3  feet  above  mean  low 
water. 

North  Jetty, — No  work  has  been  done  on  this  jetty  since  December, 
1891.  Its  foundation  at  that  time  was  out  as  far  as  station  10934.  It 
is  not  contemplated  at  this  time  to  extend  this  further.  The  crest  of 
this  jetty  from  the  shore  end  out  to  station  7000  is  now  at  mean  low- 
water.  From  this  station  to  station  8500  it  will  average  2  feet  below- 
low  water,  and  from  station  8500  to  the  end  the  average  is  6  feet.  Until 
the  south  jetty  has  been  raised  to  its  full  height,  and  the  eflfect  produced 
carefully  observed,  it  can  not  be  definitely  determined  what  further 
work,  if  any,  will  be  necessary  upon  the  north  jetty. 

During  the  last  week  in  June  a  careful  survey  was  made  of  the  bar 
and  its  vicinity  for  the  purposes  of  this  annual  report.  Comparing  this 
with  a  similar  survey  made  the  preceding  June,  marked  change,  due  to 
the  jetties,  will  be  observed. 

The  south  jetty  has  in  the  meantime  been  extended  1,200  feet.  The 
crest  of  the  bar  has  moved  out  400  feet.  The  30-foot  curve  has  remained 
practically  the  same.  The  outer  24-foot  curve  has  advanced  about  200 
feet,  and  the  15  and  18-foot  curves  about  the  same  distance.  The  area 
between  theouter  ends  of  the  jetties  and  the  deep  water  has  been  mate- 
rially deepened.  The  average  over  the  whole  is  probably  not  less  than 
2  feet.  The  deepest  water  over  the  bar  at  mean  low  water  last  year 
did  not  exceed  7  feet.  This  year  we  find  11  feet.  The  15-foot  curve 
on  the  inside,  between  the  jetties,  has  advanced  500  feet,  while  the 
18-foot  curve  has  gone  forward  but  200  feet. 

This  comparison  shows  very  encouraging  results  and  gives  every 
assurance  of  the  ultimate  success  of  the  works.  Had  it  been  practi- 
cable to  have  closed  the  sailing  gap  in  the  south  jetty  earlier  in  the  sea- 
son, there  is  no  doubt  but  there  would  now  be  a  better  straight-out 
channel  between  the  jetties.  This  was  left  open  until  the  last  moment 
because  of  the  better  water  found  on  the  south  side  of  the  south  jetty, 
which  pilots  wished  to  take  advantage  of  and  for  the  convenience  of 
the  contractor  in  moving  his  boats  about  the  work. 

Improveme7it  of  the  river  between  the  bar  and  Jacksonvilley  Fla. — 
The  project  of  1879,  as.  stated  above,  provided  for  the  improvement  of 
this  portion  of  the  river  so  as  to  give  a  navigable  ship  channel  at  low 
water  nowhere  less  than  15  feet.  At  the  instance  of  the  citizens  of 
Jacksonville  a  project,  with  estimate  of  cost,  was  prepared,  which  pro- 
vided for  a  navigable  ship  channel  having  a  low- water  depth  of  18  feet 
from  the  bar  to  that  city.  The  cost  of  carrying  this  project  into  execu- 
tion was  estimated  at  $324,000.  The  citizens  of  Duval  County,  Fla», 
in  which  Jacksonville  is  situated,  realizing  the  immense  advantage  that 
this  depth  of  water  would  be  to  their  commerce  and  to  the  develop- 
ment of  the  resources  of  their  State,  by  permission  of  their  State  legis- 
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lature,  determined  to  bond  their  county  to  the  extent  of  $300,000  for 
the  purpose  of  at  once  carrying  this  project  into  execution.  The  act 
of  the  State  legislature  provided  that  this  matter  should  be  under  the 
control  of  a  board  of  trustees. 

^n  March  28, 1892,  the  project  for  the  improvement  was  approved 
by  the  Secretary  of  War;  and  under  necessary  restrictions  and  regu- 
lations these  trustees  were  permitted  to  proceed  with  the  work. 

The  operations  of  the  board  of  trustees  extended  from  Dames  Point 
to  Mile  Point,  a  distance  of  10  miles,  measured  on  the  channel  line, 
and  includes  all  those  portions  of  the  river  between  the  bar  and  Jack- 
sonville in  which  a  navigable  channel  with  a  depth  of  18  feet  at  low 
water  could  not  be  found. 

The  work  was  commenced  in  July,  1892,  and  'finished  by  the  end  of 
May,  1894.  During  this  time  this  board  of  trustees  did  work  rep- 
resented by  19,265  feet  of  training  walls,  shore  protection,  and 
dams;  and  736,291  cubic  yards  of  dredged  material,  at  a  total  cost  of 
$298,949.29;  and  resulting  in  a  practical  ship  channel  from  Jackson- 
ville to  the  bar  at  the  mouth  of  the  river  nowhere  less  than  18  feet 
at  mean  low  water. 

July  1,  1893,  balance  unexpended $386,541.95 

June  30, 1894,  amount  expended  during  fiscal  year 147, 338. 43 

July  1,1894,  balance  unexpended 239,203.52 

July  1,  1894,  amount  covered  by  uncompleted  contracts 215, 542. 48 

July  1,  1894,  balance  available 23,661.04 

(See  Appendix  O  1.) 

2.  Upper  8t  Johns  River ^  Florida, — By  the  river  and  harbor  act  of  July 
5, 1884,  the  sum  of  $5,000  was  appropriated  for  improving  the  Upper 
St.  Johns  Eiver,  Florida,  this  being  the  first  appropriation  made  for 
this  work. 

The  stream  has  sufficient  depth  for  the  class  of  vessels  adapted  to 
its  navigation,  but  is  very  crooked. 

The  approved  project  of  1883  was  to  establish  a  straighter  channel 
by  suitable  cut-offs,  to  be  made  6  feet  deep  at  low- water  stage  and  100 
feet  wide  at  the  bottom,  at  an  estimated  cost  of  $38,800. 

The  work  was  advertised,  but  no  bids  were  received  on  account  of  the 
small  sum  appropriated,  and  operations  were  deferred  until  further 
appropriations  might  be  available. 

On  April  2, 1892,  the  original  project  was  modified  so  that  the  money 
available  might  be  expended  in  removing  the  worst  points  at  the  bends 
where  cut-offs  had  been  proposed. 

A  contract  was  let  for  the  work  and  operations  began  March  IG,  1893. 
The  plant  provided  by  the  contractors  has  proven  inadequate,  and  only 
2,006.7  cubic  yards  had  been  removed  up  to  the  end  of  June,  1893. 

Work  under  the  above  contract  was  continued  into  the  present  fiscal 
year.  It  resulted  in  theremoval  of  9,397.5  cubic  yards  of  material  (phice 
measurement)  and  a  consequent  improvement  of  the  channel  around 
the  bends.  The  channel  of  the  entii*  upper  river  is  now  fairly  naviga- 
ble with  the  exception  of  one  bend,  known  as  the  Eevolving  Bend, 
where  no  work  has  been  done,  as  it  is  proposed  to  make  a  cut-oft'  at  this 
X>oint  as  soon  as  funds  become  available.  The  material  excavated  was 
pumped  back  on  shore,  behind  suitable  retaining  walls,  is  rapidly  becom- 
ing covered  with  vegetation,  and  presents  a  reasonable  assurance  of  per- 
manency. 
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Available  fands  were  exhausted  October  14,  aiid  the  dredge 
moved  to  Yolasia  Bar  for  work  at  that  point* 

The  amount  expended  up  to  June  30, 1893,  was  $455.20. 

It  is  recommended  that  Congress  be  asked  to  appropriate  $5,000  for 
continuing  this  improvement. 

July  1, 1893,  balance  unexpended $4, 544. 80 

J unc  30, 1894,  amount  expended  during  fiscal  year 4, 240. 51 

July  1, 1894,  balance  unexpended : - 304. 29 

{Amount  (estimated)  required  for  completion  of  existing  project 33, 800. 00 
Amount  that  can  be  profitably  expended  in  fiscal  yearending  Juue30, 1896      5, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  O  2.) 

3,  Volusia  Bar^  Florida, — Volusia  Bar  is  located  at  the  south  end  or 
head  of  Lake  George,  about  162  miles  by  river  from  the  mouth  of  St. 
Johns  Kiver,  at  the  i>oint  where  the  waters  of  the  river  tiow  into  the 
lake. 

An  examination  of  Volusia  Bar  with  a  view  to  its  improvement  was 
made  in  March,  1879. 

Before  its  improvement  the  channel  over  the  bar  was  very  crooked, 
jiiul  had  a  least  depth  varying  from  3 J  to  4^  feet. 

The  approved  pix)ject  is  to  establish  and  maintain  a  channel  G  feet 
deep  across  the  bar  by  the  increased  velocity  of  flow  produced  by  two 
ronverging  jetties  of  brush  and  stone,  assisted  by  dredging,  if  neces- 
i  ury,  and  to  define  and  protect  the  channel  thus  formed  by  rows  of 
lender  piles.  In  1887  this  project  was  modified  to  limit  the  depth  to 
1  he  5  feet  already  attained,  as  that  depth  is  sufScient  for  the  steamers 
navigating  the  Upper  St,  Johns  Eiver,  and  is  as  great  as  can  be  earned 
over  the  bars  between  Lake  Moiiroe  and  Lake  George. 

The  aggregate  of  the  approx)riations  for  this  work  is  $27,000. 

The  amount  expended  up  to  June  30, 1893,  was  $25,937.54. 

Two  jetties  have  been  built,  starting  from  opposite  sides  of  the  river 
bank  at  the  south  edge  of  the  lake  and  converging  until  on  the  bar  the 
clear  channel  way  between  them  was  230  feet  wide.  The  east  jetty  is 
0,400  feet  long,  and  is  built  to  the  level  of  mean  low  water.  Two  rows 
of  fimly  set  piles  provided  with  waling  strips  confine  boats  to  a  100-foot 
channel  across  the  crest  of  the  bar.  In  1887  the  depth  attained  was 
reported  to  be  ample  for  the  existing  commerce. 

With  the  $1,000  appropriated  July  13,  1892,  repairs  have  been  made 
to  the  fender  piles  at  a  cost  of  $225.  Under  contract  with  the  same 
parties,  Messrs.  Marzyck  &  Browne,  of  Jacksonville,  Fla.,  dredging  was 
begun  and  finished  in  November,  1893;  A  total  of  257.7  cubic  yards  of 
material,  measured  in  place,  was  removed,  making  a  cut  50  feet  wide 
and  310  feet  long,  having  a  depth  of  G  feet.  Since  the  completion  of  this 
cut  no  complaints  have  been  received. 

A  careful  survey  of  this  bar,  made  in  May,  1894,  shows  a  good.steam- 
boat  channel  through  it,  having  a  depth  of  practically  0  feet  at  extreme 
low  water.  During  high  water  of  the  St.  Johns  Eiver  some  sediment 
is  brought  down.  Upon  reaching  the  wide  portion  of  its  bed  at  this 
place  it  is  deposited.  If  the  fall  is  sudden  this  will  interfere  with  nav- 
igation to  a  limited  extent  until  the  current  has  time  to  scour  a  channel 
through  it. 

An  annual  appropriation  of  $1,000  will  be  sufficient  to  repair  the  jet- 
ties and  keep  this  bar  in  good  navigable  condition  at  all  times. 
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July  1,  1893,  balance  unexpended $1,062.46 

Jnne  30,  1894,  amount  expended  during  fiseal  yeni 829. 05 

July  1,  1894,  balance  unexpended 233. 41 

Amount  appropriated  by  act  of  AugustlT,  1894 1,000.00 

Amount  available  for  fiscal  year  ending  Jnne  30,  1895 1, 233. 4 1 

A  mount  that  can  bo  profitably  expended  in  fiscal  year  ending  June  30, 1896  1, 000. 00 
liiance  with  requirements  of  sections  2  of  ] " 


J 


Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  O  3.) 

4.  Ocklawalui  Biver^  Florida. — The  i)ortion  of  the  Ocklawaha  River 
which  it  is  proposed  to  improve  lies  between  Leesburg,  on  Lake  Grif- 
fin, and  the  mouth,  a  distance  of  94  miles.  The  channel  width  varies 
from  30  to  70  feet  and  the  depth  from  5  to  0  feet.  From  the  outlet  of 
Lake  Griffin  for  a  distance  of  28  miles  the  river  is  sluggish  in  current, 
has  numerous  bends,  and  is  badly  obstructed  by  floating  islands  and 
grass.  For  the  remaining  58  miles  the  current  is  strong  and  the  prin- 
cipal obstructions  are  snags  and  overhangiog  trees. 

The  approved  project  is  to  clear  the  channel  between  Lake  Griffin 
and  the  mouth  by  removing  snags  and  the  worst  overhanging  trees, 
and  by  moving  the  floating  islands  out  of  the  channel  and  staking  them 
in  x>lace  by  i>iles. 

The  amount  appropriated  for  this  improvement  up  to  the  close  of  the 
fiscal  year  ending  June  30, 1894,  was  $11,000. 

The  amount  exi)ended  up  to  June  30,  1893,  was  $10,998.30. 

Under  the  appropriation  made  by  act  of  September  19, 1890,  a  sur- 
vey and  map  of  the  river  were  made  and  the  channel  was  cleared  of 
its  worst  obstructions  from  the  mouth  to  the  prairie,  a  distance  of  60 
miles.  A  total  of  3,881  snags  and  705  overhanging  trees  were  removed, 
and  84  trees  were  trimmed. 

The  unprecedented  low  water  developed  a  few  shoals  which  it 
appears  desirable  to  have  removed  and  more  effective  means  being  pro- 
posed for  keeping  the  channel  clear  of  floating  islands.  A  revised 
project  has  been  adopted  in  1892  calling  for  an  additional  expenditure 
of  815,000.  The  estimated  annual  cost  for  maintenance  of  the  channel 
is  $1,000. 

The  $1,000  appropriated  July  13, 1892,  was  expended  in  clearing  the 
river  of  obstructions.  Five  hundred  and  seventy -four  snags  and  312 
overhanging  trees  were  removed,  and  14  trees  were  trimmed.  A  fairly 
navigable  channel  exists  at  high  water  as  far  as  the  floating  islands 
and  at  extreme  low  water  as  far  as  the  prairie. 

July  1, 1893,  balance  unexpended $1.  70 

Jnne  30, 1894,  amount  expended  d uring  fiscal  year 1 .  70 

Amount  appropriated  by  act  of  August  17, 1894 3, 000. 00 

{Amount  (estimated)  required  for  completion  of  existing  project 12,000.00 

AmouDtthatcanbeprofitably  expended  in  fiscal  year  ending  June  30, 1896  12, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

{See  Appendix  O  4.) 

5.  8t.  Aiigustine  Harbor,  Florida. — The  approved  project  is  to  protect 
the  shores  on  the  north  and  sonth  side  of  the  entrance  from  erosion,  by 
groins  constmcted  of  riprap  on  bmsh  foundation  and  capped  with  con- 
crete. 

The  aggregate  of  the  appropriations  for  this  work  is  $65,000 
The  amount  expended  up  to  June  30, 1893  was  $50,875.03. 
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Work  was  commenced  in  1889  and  had  resnlted  in  the  construction 
of  7  groins,  3  on  the  north  beach,  in  length  649  feet,  467  feet  and  415 
feet 5  and  4  on  the  south  beach,  or  Anastasia  Island,  near  the  light- 
house. These  have  lengths  of  341  feet,  623^  feet,  290  feet,  and  220  feet 
Where  it  has  been  found  necessary  to  protect  the  roots  of  them  from 
erosion,  wing  walls  have  been  built. 

Two  of  these  groins,  in  length  290  feet  and  220  feet,  with  suitable 
wing  walls,  were  built  during  the  last  fiscal  year. 

This  locality  was  visited  by  very  severe  storms  last  fall,  but  the  ero- 
sion of  the  shores  in  the  vicinity  of  the  groins  was  effectually  checked 
by  them. 

July  1,  1893,  balance  unexpended $8, 124. 97 

June  30,  1894,  amount  expended  during  fiscal  year 8, 042. 51 

July  1,  1894,  balance  unexpended 82.46 

Am<junt  appropriated  by  act  of  August  17,  1894 6, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 6, 082. 46 

{Amount  (estimated)  required  for  completion  of  existing  project 24, 000. 00 
Amountthat  can  be  profitably  expended  in  fiscal  yearending  Juue30, 1896    10, 000. 00 
Submitted  in  compliance  witii  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  O  5.) 

6,  Indian  River y  Florida, — The  total  length  of  this  reach  of  the  Indian 
River  is  81  miles.  Navigation  was  formerly  interrupted  by  numerous 
shoals  and  bais,  having  at  low  water  a  depth  of  from  2 J  to  4  feet. 

It  was  included  in  the  franchise  granted  by  the  State  of  Florida  to 
the  Florida  Coast  Line  Canal  and  Transportation  Company,  by  which 
this  company  was  authorizod,  in  consideration  of  ctTtain  improvements 
to  be  made  by  it,  to  own  vessels  and  navigate  this  waterway  and  to 
levy  tolls  upon  its  cuts  and  improved  channels. 

A  survey  and  examination  with  estimate  of  the  cost  of  the  improve- 
ment of  " Indian  Eiver  between  Titusville  and  Jupiter  Inlet"  was  pro- 
vided for  in  the  river  and  harbor  act  of  1890. 

The  report  made  in  compliance  with  this  provision  may  be  found  in 
the  Chief  of  Engineers'  report  for  1891,  page  l(>73et  seq.  The  project 
therein  mentioned  provides  for  making  a  continuous  channel  5  feet  deep 
at  low  water  and  at  least  75  feet  wide  in  the  straight  reaches,  with  as 
much  greater  width  in  the  turns  as  may  be  required,  by  widening  the 
cuts  of  the  canal  conipany  and  making  new  cuts  where  needed  and  by 
removing  some  of  the  mangroves  in  the  narrows.  It  was  estimated 
that  the  cost  of  the  proposed  work  would  be,  approximately,  $44,000. 

Prior  to  this  time  the  Florida  Coast  Line  Canal  and  Transportation 
Company,  under  its  charter  from  the  Stat«,  dredged  a  number  (23)  of 
cuts  a<;ross  shoals  within  this  reach,  making  a  continuous  navigable 
channel  60  feet  wide  and  6  feet  deep.  The  aggregate  length  of  these 
cuts  is  39,500  feet. 

By  act  approved  July  13,  1892,  $15,000  was  appropriated  for — 

Improving  Indian  River,  Florida,  between  Goat  Creek  and  Jnpiter  Inlet:  Pro- 
vided, That  no  part  of  the  money  appropriated  shall  be  expended  until  the  Florida 
Coast  Line  Canal  and  Transportation  Company  surrenders  and  relinqnishes  to  the 
United  States  all  the  rights  and  privileges  which  it  now  holds  under  State  charter 
along  the  entire  route. 

There  has  been  considerable  delay  in  obt-aining  the  requisite  relin- 
quishments from  the  company  required  by  the  provisions  of  this  act. 
The  matter  is  now  settled  and  the  relinquishments  have  been  made  in 
due  form  to  the  satisfaction  of  the  United  States  Attorney-General. 
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On  the  first  of  June  some  necessary  repairs  were  commenced  ux)on 
the  United  States  snag  and  dredge  boat  Suwanee^  lying  in  ordinary  at 
Tampa,  Fla.,  preparatory  to  taking  her  around  to  Indian  Eiver  for  the 
purpose  of  dred^ng,  in  accordance  with  the  approved  project.  These 
repairs  were  practically  completed  at  the  end  of  the  month.  The  boat 
will  enter  the  river  and  commence  operations  early  in  July. 

It  is  estimated  that  $15,000  can  be  profitably  expended  during  the 
fiscal  year  ending  June  30,  1896,  in  carrying  out  this  project. 

July  1,1893,  balance  unexpended $15,000.00 

June  30, 1894,  amount  expended  during  fiscal  year 1, 169. 42 

Jnlv  1.  1894,  balance  unexpended 13,830.58 

July  i;  1894,  outstanding  liabilities 1,077.62 

July  1, 1894,  balance  available 12,752.96 

Amount  appropriated  by  act  of  August  17,  1894 5, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 17, 752. 96 

{Amount  (estimated)  required  for  completion  of  existing  project 21, 000. 00 
Amount  tbat  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    15, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  ana  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  O  6.) 

7.  Northwest  entrance^  Key  West  Harbor ^  Florida. — A  bar  having  a  chan- 
nel depth  of  10.5  feet  obstructs  the  northern  entrance  to  this  harbor. 
During  storms  the  available  depth  is  so  much  reduced  that  vessels 
bound  to  and  from  gulf  ports  can  not  use  it,  but  are  compelled  to  make 
a  detour  of  about  100  miles  by  Dry  Tortugas  to  enter  or  leave  the  gulf. 

An  examination  of  the  entrauce,  with  a  view  to  its  improvement, 
was  made  in  18G7  and  again  in  1881.  lu  1882  Congress  made  an  appro- 
priation  of  $25,000  for  dredging  a  channel  300  feet  wide  and  17  feet 
deep  across  the  bar.  As  was  anticipated,  the  improvement  was  only 
temporary. 

In  the  act  approved  August  5, 1886,  $2,500  was  appropriated  for  a 
new  examination  and  survey  of  the  bar.  This  was  made  in  December, 
1886,  and  January,  1887.  The  bar  was  found  to  be  formed  and  main- 
tained by  interfering  tidal  currents.  The  project  for  its  improvement 
comprised  the  construction  of  one  or  more  training  walls,  with  dredg- 
ing, if  necessary. 

In  the  act  of  August  11, 1888,  Congress  appropriated  $25,000  for  this 
work,  with  the  proviso  that  the  Secretary  of  War  should  appoint  a 
Board  of  three  Engineer  Officers,  who  should  consider  the  subject  and 
report  on  the  advisability  of  continuing  the  work  under  the  above 
project,  and  that  he  should  submit  the  report,  together  with  the  views 
of  himself  thereon,  to  Congress  at  its  next  session. 

The  final  report  of  the  Board  was  submitted  in  November,  1889,  and 
printed  as  part  of  Appendix  P  4,  Report  of  the  Chief  of  Engineers, 
1890,  pages  1583-1589.  The  Board  was  of  opinion  that  the  work  is  of 
national  importance.  It  recommended  that  the  improvement  be  begun 
by  the  immediate  construction  of  a  jetty  along  the  northeast  side  of  the 
entrance,  probably  supplemented  as  the  work  progresses  by  a  jetty  on 
the  western  side.  The  estimated  cost  of  the  first  jetty  was  $500,000. 
The  depth  of  water  to  be  obtained  is  17  feet.  The  aggregate  of  the 
appropriations  to  June  30, 1894,  is  $115,000. 

Under  the  contract  in  force  at  the  end  of  last  fiscal  year  work  con- 
tinued until  November  30,  1893,  when  the  contract  wa«  completed.  A 
total  of  22,434.7  cubic  yards  of  stone  and  1,397.8  yards  of  quarry  chips 
were  placed  under  this  contract,  making  the  jetty  11,364  feet  long. 
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The  stoue  used  in  this  work  has  all  been  the  soft  limestone  quarried 
from  the  keys  of  the  locality^  and  is  so  light  that  it  will  not  stand  above 
from  4  to  5  feet  below  low  water.  The  jetty  having  been  extended  to 
its  full  length  a  jwrtion  of  the  rock  was  used  in  widening  the  base  to  50 
feet  over  a  part  of  its  length  instead  of  building  any  higher. 

No  sinking  of  the  jetty  has  occurred  even  where  stone  has  been 
deposited  on  a  layer  of  sand  overlying  the  natural  rock  bottom. 

As  a  result  of  the  jetty,  during  the  early  part  of  the  present  calendar 
year  a  new  channel  has  been  formed,  which  was  tried  by  the  steamers 
of  the  Plant  Steamship  Company  and  found  to  have  better  water  and  to 
be  straighter  than  the  former  sailing  channel.  Its  least  depth  is  12 
feet  at  mean  low  water,  and  there  is  but  one  turn  in  the  channel. 

July  1,  1893,  balance  unexpended $67,840.86 

Jnne  30,  1894,  amount  expended  during  fiscal  year 67, 444. 82 

July  1,  1894,  balance  unexpended 396. 04 

Amount  appropriated  by  act  of  August  17, 1894 80, 00 i.  00 

Amount  available  for  fiscal  year  ending  June  30,  1895 80, 396. 04 

{Amount  (estimated)  required  for  completion  of  existing  project 305,000.00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Jnne  30, 1896  305, 000. 00 
Submitt'Od  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  O  7.) 

8.  Caloosahatchee  River^  Florida, — Before  improvement  the  lower 
part  of  the  river  was  so  obstructed  by  oyster  bars  that  the  available 
channel  depth  was  only  5J  feet.  About  17  miles  above  the  mouth 
the  river  loses  the  characteristics  of  an  estuary,  and  there  are  numer- 
ous islands  and  a  broad  shoal. 

The  project  adopted  in  1882  called  for  the  formation  by  dredging  of 
a  <!hannel  100  feet  wide  and  7  feet  deep  from  the  bay  to  Fort  Myers,  a 
distance  of  17  miles.  In  1886  this  project  was  modified  so  as  to  inchide 
the  improvement  of  the  upper  river  as  far  as  Fort  Thompson  by 
removal  of  snags  and  overhanging  trees,  giving  a  low- water  depth  of  4 
feet  for  this  reach. 

The  aggregate  of  the  appropriations  for  this  work  amounts  to 
$28,G00. 

The  amount  expended  up  to  June  30, 1893,  was  $27,590.11. 

The  expenditure  of  this  amount  has  resulted  in  a  channel  6  feet  deep 
and  100  feet  wide  between  the  mouth  and  Fort  Myers.  A  narrow  cut 
5  feet  deep  had  boen  made  through  the  shoals  at  Beautiful  Islands  and 
partially  protected  by  a  training  wall,  and  the  worst  obstructions  had 
been  removed  from  the  river  as  far  as  Fort  Thompson. 

There  is  now  a  clear  channel  from  the  mouth  to  Fort  Myers,  having 
a  low- water  depth  of  6  feet,  and  from  there  to  Fort  Thompson  4  feet. 

The  $1,000  available  at  the  end  of  the  last  fiscal  year  has  been 
expended  in  clearing  the  upper  river  and  marking  the  channel  in 
the  lower  river.  The  work  was  done  by  the  United  States  snag  and 
dredge  boat  Suicanee,  The  river  is  now  reported  to  be  in  a  good  navi- 
gable condition,  and,  with  an  annual  appropriation  of  $1,000,  it  is 
believed  that  it  can  be  kept  so. 

July  1,  1803,  balance  unexpended $1,009.89 

June  30,  1894,  amount  expended  during  fiscal  year 1, 002. 52 

July  1, 1894,  balance  unexpended 7. 37 

Amount  appropriated  by  act  of  August  17,  1894 2,000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 2, 007. 37 
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( AmMiBtthatcanbeprofitablyexpendedinfiscalyeurendiiig Jime30, 1896    $1^  000.00 
J  Submitted  in  compliance  with  reqnireirients  of  sections  2  of  river  and 
(    harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3;  1893. 

(See  Appendix  O  8.) 

9,  Charlotte  Harbor  and  Pease  Creekj  Florida. — The  river  and  harbor 
act  approved  September  19, 1890,  contained  an  item  for  'improving, 
dredging,  and  deepening  the  channel  of  Charlotte  Harbor  and  Pease 
Creek,  Florida,  to  the  pier  at  Pnnta  Qorda,  the  terminus  of  the  Florida 
Soathern  Baiht>ad,  $35,000." 

Under  this  appropriation  a  survey  of  the  deep  water  of  the  harbor 
wa8  made  from  Boca  Grande  Pass  to  Punta  Gorda.  There  was  found 
at  that  time  a  channel  depth  of  10  feet  at  mean  low  water  on  the  bar  at 
the  Pass,  9  feet  nx>ou  the  shoals  south  of  Cape  Uaze,  and  10  feet  upon 
tbe  shoal  near  the  wharves  at  Punta  Gorda.  The  rise  of  tide  is  approx- 
imately about  2  feet.  An  estimate  was  made  for  dredging  a  channel  300 
feet  wide  and  23  feet  deep  through  the  bar  at  Boca  Grande  Pass.  The 
amount  of  this  was  $35,000.  A  separate  estimate  was  made  for  form- 
iog  a  channel  200  feet  wide  and  12  feet  deep  from  the  wharves  at 
Punta  Gorda  to  the  Pass.    The  amount  of  this  was  $127,500. 

Work  was  inaugurated  under  the  project  for  the  12-foot  channel, 
estimated  to  cost  $127,500,  and  the  funds  expended  in  dredging  the 
channel  near  Punta  Gorda  wharves.  The  work  thus  far  accomplished 
has  resulted  in  forming  a  channel  300  feet  wide  for  a  distance  of  300 
feet  in  front  of  the  wharves,  160  feet  wide  for  a  distance  of  4,720  feet, 
and  120  feet  wide  for  a  distance  of  1,764  feet,  where  it  connects  with 
the  12-foot  contours. 

The  total  length  of  the  dredged  cut  is  6,793  feet.  Over  nearly  the 
whole  of  this  length  the  depth  is  in  excess  of  13  feet. 

The  amount  expended  up  to  June  30,  1893,  was  $23,496.31. 

By  reason  of  the  early  exhaustion  of  the  appropriation  for  this 
work,  no  dredging  was  done  during  the  fiscal  year  ending  June  30, 


A  survey  of  the  shoal  north  of  Cape  Haze  was  made  in  May  for  the 
porpose  of  determining  the  best  location  in  which  to  develop  the  12- 
foot  channel  over  these  .shoals  when  additional  funds  are  made  avail- 
able for  the  work. 

Jnlyl,  1893,  balance  nnexpended $11,503.69 

Jnne  3iD,  1894^  amount  expended  during  fiscal  year 11, 154. 39 

Jnlj  1,1894,  balance  unexpended 349.30 

Amonnt  appropriated  by  act  of  August  17,  1894 20,000.00 

imonnt  available  for  fiscal  year  ending  J  one  30^  1895 20, 349. 30 

IAmoant  (eatimated)  required  for  completion  of  existing  project 72, 500. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  endine  June  30, 1896    35, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  O  9.) 

10.  Sarasota  Bayj  Florida. — ^An  examination  and  survey  of  tbis  bay 
was  made  in  1889.  An  appropriation  of  $5,000  was  made  in  tlic  act 
approved  September  19, 1890,  for  "improving  Barasota  Bay  from  Tampa 
Bay  to  Sarasota,  Florida.'^ 

A  navigable  channel  with  a  minimum  depth  of  5  feet  extends  through- 
oat  the  length  of  Big  Sarasota  Bay,  excepting  in  two  reaches,  Palina 
Sola  Pass  and  Long  Bar,  which  have  a  total  length  of  5,400  feet.  In 
these  reaches  the  available  depth  was  4.3  and  3.5  feet,  respectively. 
Tbe  tidal  rapge  in  the  bay  is  1.5  feet. 
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The  present  approved  project  calls  for  the  formation  of  a  continaons 
channel  100  feet  wide  and  5  feet  deep  at  mean  low  water  from  Tampa 
Bay  to  the  town  of  Sarasota,  Fla.,  a  distance  of  21^  miles,  at  an  esti- 
mated cost  of  $17,600. 

The  total  amonnt  appropriated  for  this  work  is  $7,500. 

With  this  amonnt  dredging  has  been  done  upon  the  Palma  Sola  shoal 
which  has  resulted  in  connecting  the  5-foot  contours  by  a  cut  2,292  feet 
long,  of  which  a  length  of  1,673  feet  is  38  feet  wide,  with  a  depth  of  6 
feet,  while  the  remaining  619  feet  of  the  cut  is  40  feet  wide  and  from  5  to 
6  feet  deep.  A  to  till  amount  of  6,456.5  cubic  yards  of  sand  and  shell 
(measured  in  place)  has  been  removed.  The  last  examination  shows 
that  this  cut  has  not  filled  in. 

July  1,  1893,  balance  unexpended $577.38 

June  30,  1894,  amount  expended  daring  fiscal  year 525. 21 

July  1,  1894,  balance  unexpended 52. 17 

Amonnt  appropriated  by  act  of  August  17,  1894 2,500.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 2, 552. 17 

{Amount  (estimated)  required  for  completion  of  existing  project 7, 500. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  une  30, 1896  7, 500. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  Mskrch  3,  1893. 

(See  Appendix  O  10.) 

11.  Manatee  River ^  Florida. — The  portion  of  the  Manatee  River  under 
improvement  is  the  lower  reach,  between  Kocky  Bluff  and  the  mouth, 
a  distance  of  about  12  miles.  This  had  a  mid-channel  depth  of  from  7 
to  20  feet.  The  general  width  is  about  three-fourths  of  a  mile.  At 
the  mouth  was  a  shoal  with  a  minimum  depth  of  7  feet.  Between 
Palmetto  and  Manatee,  about  6  miles  from  the  mouth,  was  another  bar 
covered  by  from  3  to  5  feet  of  water. 

The  river  was  examined  in  1881.  The  project  adopted  had  for  its 
object  the  formation  of  a  channel  100  feet  wide  and  13  feet  deep  at 
mean  low  water  from  Tainpa  Bay  to  McNeil  Point  (Palma  Sola).  Owing 
to  the  changed  commercial  relations  since  the  adoption  of  the  project, 
brought  about  by  the  extension  of  the  railroad  to  Tampa,  the  transfer 
to  Tampa  of  tlie  principal  gulf  steamship  lines,  and  the  service  of 
the  smaller  towns  around  Tampa  Bay  by  coasting  steamers  from 
Tampa,  the  project  was  modified  in  1886  to  provide  for  the  passage  of 
these  lighter  draft  vessels  to  all  of  the  towns  of  the  lower  river  by  the 
removal  of  the  bar  above  Palmetto. 

The  amount  expended  up  to  June  30, 1893,  was  $35,562.71. 

A  dredged  cut  was  made  across  the  bar  at  the  mouth  of  the  river, 
another  cut  was  made  across  the  bar  between  Manatee  and  Braiden- 
town,  and  a  survey  and  map  of  the  river  were  made.  The  cut  at  the 
mouth  had  been  nearly  obliterated,  but  a  channel  8  feet  deep  and  of  suffi- 
cient width  existed  from  Tampa  Bay  to  Manatee.  By  act  of  Septem- 
ber, 19,  1890,  $6,000  was  appropriated  for  continuing  the  improvement, 
which  amount  was  supplemented  by  a  further  appropriation  of  $6,000, 
made  by  act  of  July  13, 1892.  With  the  $12,000  thus  available,  exten- 
sive repairs  were  made  to  the  United  States  steam  snag  and  dredge  boat 
Suicanee,  with  a  view  of  better  adapting  it  to  this  work.  It  was  pro- 
X>osed  to  dredge  a  channel  12  feet  deep  at  mean  low  water  and  100  feet 
wide  through  the  bulkhead  at  Sneads  Point.  Work  was  begun  in 
June,  1893.  One  thousand  three  hundred  and  eighty-nine  cubic  yards 
(measured  in  place)  was  removed  during  that  month.    This  work  was 
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continued  uutil  completion  in  September,  1893,  resulting  in  a  total  of 
22,300  cubic  yards  excavated.  A  channel  was  formed  through  the 
hnikhead  80  feet  wide  and  12  feet  deep  at  mean  low  water. 

July  1,  1893,  balance  unexpended $4, 447. 29 

Jane  90,  1894,  amount  expended  during  fiscal  year 4, 390. 66 

July  1, 1894,  balance  unexpended 56.63 

Amount  appropriated  by  act  of  August  17,  1894 3, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 3, 056. 63 

(Amount  (estimated)  required  for  completion  of  existing  project 30, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  endi ng  June  30, 1896    15, 000. 00 
Submitted  in  compHance  with  requirements  of  sections  2  of  river  and 
harbors  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  O  11.) 

12.  Tampa  Bay^  Florida. — An  examination  of  this  bay  with  a  view 
to  its  improvement  was  made  in  1879.  A  navigable  depth  of  7  feet  at 
low  water  at  that  time  prevailed  from  Tampa  to  the  bay  and  from  there 
to  the  gulf  only  12  feet  could  be  carried.  The  approved  project  at  that 
time  adopted  was  to  deepen  and  widen  the  channel  from  Tampa  to  the 
bay,  a  distance  of  of  miles,  by  dredging  and  rock  excavation,  so  as  to 
give  a  clear  depth  of  9  feet  at  mean  low  water,  with  a  width  in  the 
river  of  200  feet  and  in  the  bay  of  150  feet.  The  estimated  cost  of  this 
improvement  was  $97,000. 

In  1888  this  project  was  modified  so  as  to  provide  for  a  channel  8  feet 
deep  in  Hillsboro  Bay  and  Hillsboro  Eiver  to  the  city  of  Tampa,  and  a 
channel  200  feet  wide  and  20  feet  deep  at  mean  low  water  from  the 
gulf  to  Port  Tampa,  a  town  situated  near  the  mouth  of  old  Tampa  Bay  and 
about  9^  miles  from  Tampa.  It  was  estimated  at  that  time  that  the 
completion  of  the  project  as  modified  would  cost  $35,000. 

The  amount  expended  up  to  June  30, 1893,  was  $126,774.61. 

All  the  funds  required  by  the  original  and  modified  projects  have 
been  provided. 

The  Port  Tampa  channel  was  completed  March  28,  1891,  at  which 
time  its  condition  was  as  follows: 

The  cut  at  the  entrance  had  a  mean  low- water  depth  of  20  feet,  with  a 
width  of  llofeetfor  one-half  its  length  and  of  100  feet  for  the  remaining 
distance,  with  an  a<lditional  width  of  75  feet  the  entire  length,  having 
a  mean  low- water  depth  of  19.7  feet.  The  tidal  range  is  1.5  feet.  Since 
that  date  no  apparent  change  has  taken  place  in  the  channel. 

Work  in  the  Hillsboro  Bay  channel  was  stopped  June  3,  1893,  at 
which  time  the  channel  was  200  feet  wide  in  the  mouth  of  Hillsboro 
River  and  from  75  to  100  feet  wide  in  the  bay,  with  a  depth  of  from  8 
to  9  feet  throughout.    This  condition  is  unchanged. 

July  1, 1893,  balance  unexpended $3, 225. 39 

June  30,  1894,  amount  expended  during  fiscal  year 3, 223. 52 

July  1, 1894,  balance  unexpended 1. 87 

(See  Appendix  O  12.) 

13.  WUhlacoochee  Eiver^  Florida. — This  river  is  120  miles  long  and 
has  a  normal  width  varying  from  75  to  180  feet,  though  at  numerous 
X>oints  a  defined  channel  is  almost  lost  in  broad  marshy  lakes  and 
cypress  swamps.  The  low- water  depth  varied  from  1  to  7  J  feet.  Before 
improvement  the  river  was  so  obstructed  by  shoals,  loose  rocks,  snags, 
fallen  trees,  floating  grass  islands,  and  bars  as  to  be  practically  impass- 
able, excepting  in  isolated  reaches. 

ENG  94 13 
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The  river  was  examiued  with  a  view  to  its  improvement  iu  1879. 
The  approved  project  calls  for  the  removal  of  snags,  overhanging  trees, 
loose  rocks,  and  some  of  the  worst  shoals  between  the  Gulf  of  Mexico 
and  Pemberton  Ferry,  a  distance  of  about  77  miles,  so  as  to  permit 
boats  of  2  feet  draft  to  navigate  the  river  during  one-half  the  year. 

Prior  to  June  30, 1891,  the  river  had  been  cleared  and  made  naviga- 
ble, as  called  for  by  the  project,  between  Pemberton  Ferry  and  Dunnel- 
loii.  Work  was  still  required  on  some  of  the  ledges  in  order  to  make 
navigation  safe.    Work  was  also  required  below  Duunellon. 

The  amount  appropriated  is  $23,900.  The  amount  expended  up  to 
June  30, 1893,  was  $23,888.55. 

In  the  act  approved  September  19, 1890,  $5,400  was  appropriated  for 
continuing  the  improvement.  Work  ander  this  appropriation  was 
begun  March  23, 1892.  On  account  of  the  very  low  stage  of  the  river 
the  United  States  snag  and  dredge  boat  Stiwanee  could  not  be  taken  up 
where  the  work  was  most  required.  The  boat  was  laid  uj)  and  a  party 
formed  from  the  crew,  and  the  work  of  removing  obstructions  was  car- 
ried on  from  the  small  boats  and  from  the  banks.  Operations  were  con- 
tinued during  1893  until  the  money  available  was  exhausted. 

No  work  was  done  during  the  ftscal  year  ending  June  30,  1894.  The 
channel  is  now  practically  clear  from  Pemberton  Ferry  to  the  mouth. 

July  1,  1893,  balance  unexpended $11.45 

Juno  30,  1894,  amount  expended  during  fiscal  year 1. 53 

July  1,  1894,  balance  unexpended 9. 92 

Amount  appropriated  by  act  of  August  17,  1894 800. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 809. 92 . 

i  Amount  that  can  be  profitably  expended  iu  fiscal  year  ending  June  30,1896         800. 00 
<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  O  13.) 

14.  Harbor  at  Cedar  Keys^  Florida. — The  improvement  of  this  harbor 
has  been  carried  on  from  time  to  time  under  various  appropriations 
made  since  1872.  It  was  obstructed  by  a  shoal,  known  as  the  middle 
ground,  lying  in  the  main  ship  channel  opposite  War  Key,  and  by 
shoals  elsewhere  in  the  channel  and  at  its  outer  extremity.  At  these 
points  the  general  channel  depth  of  12  feet  was  reduced  from  7  to  9 
feet  by  outcropphig  rocks  with  sand  and  shells. 

The  existing  project  for  the  improvement  has  for  its  object  the  for- 
mation of  a  channel  200  feet  wide  and  lOJ  feet  deep  through  these 
shoals.  Work  under  this  project  has  been  carried  on  under  appropria- 
tions since  1884 .    The  amount  appropriated  for  this  project  is  $22,000. 

The  amount  expended  np  to  June  30, 1803,  was  $21,988.70. 

A  clear  channel  of  the  required  depth  from  the  gulf  up  to  Oedjtf 
Keys  has  been  obtained.  Near  Buoy  jS^o.  12  and  in  the  middle  ground 
the  width  was  insuflScient.  Some  further  dredging  was  done  in  the 
middle  ground.  When  work  stopped  the  cut  there  had  a  width  of  200 
feet  and  a  least  depth  of  9  J  feet.  Along  its  east  side  the  depth  was  10 
feet. 

In  the  act  approved  September  19,  1890,  $2,500  was  appropriated  for 
this  harbor,  with  the  provision  that  a  i)ortion  could  be  expended  at  Der- 
rick Island  Gap  on  the  inside  channel  from  Suwanee  Eivcr.  The 
project  for  this  i)ortion  of  the  improvement  is  to  obtain  a  channel  5  feet 
deep  at  mean  low  water  from  the  harbor  of  Cedar  Keys  to  the  Suwanee 
Basin. 
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The  work  was  done  with  the  United  States  steam  snag  and  dredge  boat 
Suicanee.  When  operations  ceased,  owing  to  the  exhaustion  of  the  appro- 
priation, a  channel  had  been  dredged  in  the  vicinity  of  Derrick  Island 
Gap  1,19G  feet  long,  37  J  feet  wide,  and  6  feet  deep.    • 

There  were  no  operations  during  the  past- fiscal  year,  no  funds  being 
available,  and  further  appropriations  are  not  at  present  recommended, 
the  ])resent  commercial  requirements  being  fully  met  by  the  existing 
condition  of  the  harbor,  excepting  as  far  as  the  inside  passage  between 
the  town  of  Cedar  Keys  and  the  mouth  of  the  Suwanee  River  is  con- 
cerned, the  channel  in  the  vicinity  of  Derrick  Island  Gap  being  still 
incomplete. 

July  1, 1893,  balanee  nnexpended $11. 30 

Jnno  30, 181W,  amount  expended  during  fiscal  year 11. 30 

i  Amount  (estimated)  required  for  completion  of  existing  project 44, 000. 00 

<  Submitted  in  compliance  with  requirements  of  eections  2  of  river  and 
(     barbor  acts  of  1866  and  1867. 

(See  Appendix  O  14.) 

1/j.  Suwanee  River ^  Florida. — The  project  for  the  improvement  of  the 
Suwanee  Eiver  was  adopted  in  1879.  The  reach  of  the  river  covered 
by  the  project  extended  from  Ellaville  to  its  month  in  the  Gnlf  of 
Mexico,  a  distance  of  130  miles.  At  that  time  the  obstructions  in  this 
portion  of  the  river  consisted  of  shoals,  composed  of  soft,  nn stratified 
limestone,  mixed  with  flint,  extending  partly  or  entirely  across  the 
river,  in  some  places  covered  with  shallow  deposits  of  sand  and  in 
others  bare  5  also  snags  and  overhanging  trees.  The  channels  across 
these  shoals  were  often  narrow  and  very  crooked.  Their  depth  at  mean 
low  water  would  vary  from  16  inches  to  3  feet.  At  places  large  isolated 
limestone  bowlders  in  the  channel  were  constant  sources  of  danger  to 
navigation. 

An  examination  of  the  river  with  a  view  to  its  improvement  was 
made  in  1879.  The  proposed  improvement  consists  in  deepening  the 
bar  at  the  passes  by  dredging,  the  removal  of  snags  and  overhanging 
trees  along  the  river,  and  deepening  and  improving  the  channel  at 
various  places  by  the  removal  of  rocks  and  snags,  and  the  construction 
of  wing  dams,  so  as  to  straighten,  widen,  and  deepen  the  channel.  The 
depth  to  be  obtained  is  5  feet  through  the  bars  at  the  passes  for  a  width 
of  150  feet  and  up  the  river  as  far  as  New  Branford,  a  distance  of  80 
miles.  From  there  to  Ellaville,  a  distance  of  50  miles,  the  depth  is  to 
be  4  feet  and  the  width  00  feet. 

The  aggregate  of  the  amounts  appropriated  is  $44,000. 

The  amount  expended  up  to  the  close  of  the  fiscal  year  ending  June 
30,  1893,  was  $42,837.31. 

The  act  of  1888  provided  that  $10,000  of  the  amount  appropriated 
*'be  expended  in  the  purchase  or  construction  of  a  suitable  steam  snag 
boatv  wMth  dredging  and  pile-driving  machinery,  to  be  used  on  the 
rivers  of  the  west  coast  of  Florida."  Of  the  total  appropriated, 
$34,000  has  therefore  been  available  for  work  under  the  i)roject. 

With  this  amount  a  navigable  depth  of  5  feet  at  low  water  has  been 
obtained  from  New  Branford  up  as  far  as  Hudson — about  10  miles 
below  Ellaville. 

Work  under  the  appropriation  of  eluly  13, 1892,  was  begun  Novem- 
ber 14  and  suspended  because  of  exhaustion  of  funds  on  November  29, 
1893.  The  work  was  done  by  the  United  States  steam  snag  and  dredge 
boat  Sutranee.  Fivelargesnagsand2,873.1  cubicyardsof  material  were 
j  removed  and  10  channel  stakes  established.    Of  the  material  dredged, 
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1,696.4  cubic  yards  was  removed  from  Derrick  Gap,  making  two  cuts, 
one  420  feet  long  and  41  feet  wide  (excepting  for  100  feet,  where  it  is 
82  feet  wide)  and  the  other  126  feet  long  and  41  feet  wide,  the  whole 
having  a  uniform  depth  of  5  feet  at  mean  low  water.  One  thousand 
onehundred  and  seventy-six  and  seven-tenths  cubic  yards  was  removed 
from  the  mouth  of  the  river,  making  a  cut  375  feet  long  and  41  feet 
wide  with  a  depth  of  water  varying  from  5J  to  6  feet  at  mean  low 
water.  All  the  shoals  where  dredging  was  required  to  enable  boats  to 
cross  at  extreme  low  water  have  been  removed  and  the  channel  from 
I^orth  Key  Shoal  to  Suwanee  River  plainly  marked  with  palmetto 
cluster  and  single  stakes. 

July  1, 1893,  balance  unexpended $1,  357. 89 

June  30, 1894,  amount  expended  during  fiscal  year 1,  323. 19 

July  1, 1894,  balance  unexpended 34. 70 

Amount  appropriated  by  act  of  August  17, 1894 3, 000. 00 

Amount  available  for  fiscal  year  ending  Juno  30,  1895 3, 034. 70 

{Amount  (estimated)  required  for  completion  of  existing  project 18, 158. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending .)  une  30, 1896    10, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  O  15.) 

IMPROVEMENT   OF    RIVERS  AND  HARBORS  IN   WESTERN  GEORGIA  AND 
FLORIDA  AND  IN  EASTERN  ALABAMA. 

This  district  was  in  the  charge  of  Capt.  Philip  M.  Price,  Corps  of  Engi- 
neers, to  March  3,  1894,  and  of  Maj.  F.  A.  Mahan,  Corps  of  Engineers, 
since  that  date,  having  under  their  immediate  orders  Lieut.  William  B. 
Craighill,  Corps  of  Engineers,  to  November  14, 1893,  and  Lieut.  Charles 
Keller,  Corps  of  Engineers,  since  that  date;  Division  Engineer,  Col. 
C.  B,  Comstock,  Corps  of  Engineers. 

1.  Apalachicola  Bay^  Florida. — In  1879  there  was  a  minimum  depth  of 
3.5  feet  in  the  channel  over  the  bar  at  the  mouth  of  the  Apalachicola 
Eiver. 

The  bar  begins  about  one-half  mile  below  the  town  of  Apalachicola, 
Fla.,  and  is  about  7,300  feet  wide  between  the  8-foot  curves. 

In  1879  a  plan  of  improvement  was  adopted  which  contemplated 
dredging  through  the  bar  a  straight  channel  11  Ifeet  deep  and  100  feet 
wide,  to  be  afterwards  increased  to  200  feet  should  the  first  cut  produce 
results  to  warrant  it. 

In  1891  this  project  was  amended  to  include  dredging  a  straight 
channel  through  Bulkhead  Shoal  9  feet  deep  and  not  less  than  100  feet 
wide. 

Up  to  June  30,  1893,  the  sum  of  $126,828.61  had  been  expended  on 
this  improvement  in  dredging  a  straight  channel  through  the  bar  at 
the  mouth  of  the  Apalachicola  River  at  various  times  since  1881,  and 
in  dredging  a  channel  about  4,000  feet  long,  120  feet  wide,  and  9  feet 
in  depth  across  the  Bulkhead  Shoal  in  189l-'92.  Witli  the  appropria- 
tions available  the  dredged  cut  through  the  bar  had  never  exceeded  90 
feet  in  width  and  9.5  feet  in  depth,  and  had  gradually  filled  up  after 
each  dredging,  partly  by  the  deposit  of  silt  from  the  river  and  partly 
by  the  washing  in  of  material  from  the  sides  of  the  cut.  Between 
November,  1892,  and  April,  1893,  a  cut  5,600  feet  long,  from  70  to  120 
feet  wide,  and  8  feet  deep,  was  made  through  the  bar  at  the  mouth  of 
the  Apalachicola  River. 
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No  change  in  the  cut  through  Bulkhead  Shoal  is  rex)orted.  This 
shows,  apparently,  that  this  channel  is  fairly  permanent.  Longer 
experience  shows  that  dredging  to  the  amount  of  60,000  or  70,000  cubic 
yards  will  be  required  every  year  to  keep  open  the  bar  at  the  mouth  of 
the  Apalachicola  Eiver.  A  wider  and  deeper  channel,  which  could  be 
had  for  about  $50,000,  might  be  more  permanent. 

The  commerce  of  Apalachicola  Bay  consists  mainly  in  the  exporta- 
tion of  lumber,  which  is  transported  from  the  mainland  to  the  anchor- 
age grounds  in  lighters  and  rafts,  towed  by  tugs  drawing  from  5  to  7 
feet  of  water.  V^'hen  the  depth  in  the  channel  across  the  bar  is  reduced 
below  7  feet  much  trouble  is  experienced  in  carrying  on  the  business  of 
the  port. 

Jnly  1, 1893,  balance  unexpended $171.64 

Jane  30, 1894^  amount  expended  during  fiscal  year 79. 83 

July  1, 1894,  balance  unexpended 91.81 

July  1, 1894,  outstanding  liabilities 9. 54 

July  1,1894,  balance  available 82.27 

Amount  appropriated  by  act  of  August  17, 1894 15, 000. 00 

▲mount  available  for  fiscal  year  ending  June  30,  1895 15, 082. 27 

(  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    50, 000. 00 
<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  PI.) 

2,  Apalachicola  River ^  the  Cut-off ^  and  Lower  Chipola  River j  Florida. — 
The  examination  and  survey  of  the  Apalachicola  Biver,  finished  in 
1873,  showed  that  the  river,  throughout  its  length  of  105  miles,  had  a 
channel  not  less  than  6  feet  deep.  The  channel  was,  however,  much 
obstructed  by  the  accumulation  of  logs  and  snags  brought  into  it  by 
the  freshets  in  the  Chattahoochee  and  Flint  rivers  and  by  the  trees 
which  had  fallen  from  its  own  heavily  timbered  banks.  At  Moccasin 
Slough  the  river  had  been  obstructed  by  piles  driven  by  Confederate 
authorities  during  the  war.  Drift  had  accumulated  against  these  piles, 
forming  a  dam  across  the  river,  which  had  then  forced  a  narrow  and 
very  crooked  channel  through  its  banks  and  into  the  river  Styx. 
Navigation  was  difficult  at  the  upper  and  lower  Elbows  on  account  of 
the  abrupt  bends  and  narrow  channel. 

The  original  project  for  the  improvement  of  the  river  provided  for 
securing  a  channel  100  feet  wide  and  6  feet  deep,  by  the  removal  of  snags 
and  overhanging  trees  and  widening  and  straightening  the  channel  at 
Moccasin  Slough  and  the  Elbows,  at  an  estimated  cost  of  $80,333. 

In  conformity  with  the  act  of  September  19,  1890,  this  project  was  in 
that  year  modified  by  adding  thereto  the  securing  of  a  channel  60  feet 
wide  and  5  feet  deep  through  the  Cut-off,  Lee  Slough,  and  the  Lower 
Chipola  River,  at  an  estimated  cost  of  $7,500. 

The  expenditure  between  1874  and  June  30, 1893,  of  $49,565.90  had 
resulted  in  clearing  out  the  great  accumnlation  of  logs  and  snags  and 
overhanging  trees  which  originally  obstructed  tlie  Apalachicola  River, 
and  in  annually  removing  the  new  logs  and  snags  brought  in  by  the 
winter  freshets. 

A  partial  improvement  had  also  been  effected  at  Moccasin  Slough 
and  the  Elbows,  but  navigation  at  these  points  was  still  difficult.  A 
large  quantity  of  drift  and  many  overhanging  trees  were  removed  from 
the  Cut-off  and  the  Lower  Chipola  River,  and  steamboats  were  enabled 
to  reach  the  landings  above  and  below  Lee  Slough,  through  which 
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steamboat  navigation  was  completely  obstructed  by  drift,  sunken  logs, 
and  trees. 

During  1893  many  snags,  sunken  logs,  and  overhanging  trees  were 
removed  from  the  Apalachicola  River,  the  Cut-off,  and  Lower  Chipola 
River,  and  a  practicable  but  narrow  and  crooked  channel  was  opened 
through  Lee  Slough.  Steamboats  can  now,  with  some  difficulty,  pass 
through  the  Cut-off,  Lee  Slough,  and  Lower  Chipola  River  on  the 
upstream  passage.  These  waterways  afforded  the  only  practicable 
means  of  transportation  for  the  products  of  this  section  of  country, 
which  is  being  rapidly  settled  by  fruit-growers,  and  it  is  very  desirable 
that  a  sufficient  appropriation  shall  be  made  to  enable  a  safe  channel 
to  be  opened  through  Lee  Slough. 

There  having  been  no  funds  available,  no  work  was  done  during  the 
past  fiscal  year.  The  condition  of  the  improvement  is  about  as  reported 
June  30, 1893. 

The  Cut-off  is  a  navigable  waterway  about  3  miles  long,  connecting 
the  Apalachicola  River  with  the  Lower  Chipola  River  near  the  Dead 
Lakes.  The  Chipola  River  empties  into  the  Apalachicola  River  about 
14  miles  below  its  junction  with  the  Cut-off.  *'Lee  Slough'^  is  simply 
a  local  name  for  a  portion  of  the  Lower  Chipola  River,  about  3  miles 
long  (see  map  at  page  1697  of  the  Annual  Report  of  the  Chief  of  Engi- 
neers for  1891).  It  is  therefore  suggested  that  the  wording  of  the  next 
appropriation  for  this  river  be  changed  from  '*  Apalachicola  River, 
including  Lee  Slough,"  to  "Apalachicola  River,  including  the  Cut-off 
and  Lower  Chipola  River,"  in  order  that  tbe  work  required  to  be  done 
may  be  correctly  designated. 

Amount  appropriated  by  act  of  August  17,  1894 $5, 000. 00 

i  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    11, 000. 00 
^  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  P  2.) 

3.  Flint  Eiver,  Georgia. — Before  the  improvement  wa«  begun  the 
river  was  only  navigable  at  low  water  from  its  junction  with  the  Chat- 
tahoochee River  up  to  Bainbridge,  and  the  channel  over  this  portion 
was  narrow,  crooked,  and  much  obstructed  by  logs,  snags,  and  over- 
hanging trees. 

The  i)resent  project  for  the  improvement  of  this  river  was  adopted 
in  1873  and  modified  in  1879,  the  object  of  the  original  project  being  to 
afford  a  channel  100  feet  wide  and  3  feet  deep  at  low  water,  from  its 
mouth  up  to  Albany,  Ga.,  an  estimated  distance  of  105  miles,  and  of 
the  modification  to  provide  a  navigable  channel  for  light-drafb  steamers 
at  moderate  stages  of  water,  from  Albany  to  Montezuma,  an  estimated 
distance  of  77  miles. 

Previous  to  the  act  of  June  18,  1878,  $70,00D  was  appropriated  for 
the  "Chattahoochee  and  Flint  rivers,"  of  which  $18,000  was  expend^ 
on  the  Flint  River. 

The  expenditure  up  to  June  30,  1893,  was  8180,423.18. 

Above  Albany  the  channel  had  been  partially  cleared  of  logs  and 
snags  and  overhanging  trees,  and  to  a  limited  extent  of  loose  rock. 

Below  Albany  some  loose  rock  excavation  had  been  done  at  all  the 
shoals  between  Albany  and  Bainbridge.  There  was  a  completed  and 
permanent  channel  from  Albany  to  ^Newton,  33J  miles.  From  Newton 
to  Bainbridge,  21  miles,  the  channel  was  passable,  with  care,  at  moder- 
ate stages  of  water,  but  it  was  impracticable  at  many  places  during  low 
water.    From  Bainbridge  to  the  mouth  of  the  river,  36  miles,  the  river 

Digitized  by  VjOOQIC 


RIVER   AND   HARBOR   IMPROVEMENTS.  199 

was  navigable  throughout  the  year,  and  required  but  little  improve- 
meut  aside  from  the  removal  of  drift  logs  and  snags  brought  in  by  the 
winter  Hoods. 

During  the  fiscal  year  ending  June  30,  1894,  $7,500.76  was  expended 
in  removing  rock  bowlders  and  snags  from  the  bed  of  the  river  and  in 
altering  and  improving  the  snag  boat. 

Between  the  mouth  of  the  river  and  Bainbridge,  Ga.,  an  estimated 
distance  of  36  miles,  the  river  is  in  fairly  good  condition,  and  requires 
little  more  than  the  annual  clearing  of  snags  and  drift  brought  in  by 
the  winter  freshets.  On  this  portion  of  the  river  many  steamboats 
plying  on  the  Chattahoochee  and  Apalaehicola  rivers  make  regular 
trips  and  do  a  large  business,  and  the  maintenance  of  the  navigation 
is  therefore  of  great  commercial  benefit. 

Between  Bainbridge  and  Albany,  Ga.,  an  estimated  distance  of  65 
miles,  the  improvement  consists  mainly  in  excavating  a  channel  through 
the  many  rock  shoals  and  reefs  and  in  depositing  the  excavated  mate- 
rial in  spur  dams.  The  improvement,  when  completed,  will  be  of  a 
I)ermanent  character,  but  for  its  preservation  and  for  the  annual 
removal  of  the  snags  and  drift  it  will  be  necessary  to  maintain  a  snag 
boat  on  the  river,  at  an  estimated  cost  of  $6,000.  A  considerable  river 
trade  had  been  developed  on  this  section  of  the  river  in  consequence 
of  the  improvements  already  effected.  The  business  will  probably  be 
much  increased  as  low-water  navigation  is  facilitated  by  further  work. 

Above  Albany,  for  a  distance  of  38  miles,  to  Warwick,  Ga.,  low-water 
navigation  is  prevented  by  a  series  of  rock  shoals,  on  which  the  low- 
water  depth  varies  from  6  to  18  inches.  The  loose  bowlders  have  been 
partially  i  emoved  from  the  channel  on  this  portion  of  the  river.  Exi^eri- 
ence  in  the  work  shows  that  a  practicable  and  useful  navigation  of  this 
I>ortion  of  the  river  at  moderate  stages  of  water  can  probably  bo  secured 
only  by  providing  slack- water  navigation,  by  the  construction  of  locks 
and  dams  at  great  expense. 

Between  Warwick  and  Montezuma,  an  estimated  distance  of  39  miles, 
the  imiirovement  consists  mainly  in  the  removal  of  logs  and  drift  and 
overhanj^ing  trees,  and  has  been  sufficiently  accomplished  to  permit 
navigation  at  moderate  stages  of  water;  but  no  commercial  use  has 
been  made  of  this  section  of  the  river  since  July,  1890,  when  the  Mon- 
tezuma Steamboat  Company  disx>osed  of  their  small  steamer.  It  Is  not 
believed  that  any  commercial  benefit  has  since  been  derived  from  con- 
tinuing the  improvement  of  the  Flint  River  above  Albany.  Two 
bridges,  without  draw  openings,  at  distances,  resi>ectively,  of  16  and 
41  miles  above  Albany,  obstruct  steamboat  navigation,  but  no  measures 
have  been  taken  to  require  the  owners  of  the  bridges  to  provide  them 
with  draw  openings,  for  the  reason  that  no  complaints  have  been  made 
against  them. 

It  is  useless  to  continue  the  improvement  above  Albany  for  commer- 
cial purposes  unless  these  bridges  are  provided  with  draw  openings, 
and  it  seems  to  bo  an  unnecessary  hardship  to  compel  the  owners  to 
provide  draw  openings  to  accommodate  a  commerce  which  does  not 
now  exist  and  of  which  there  is  no  immediat-e  prospect.  For  this  rea- 
son, and  on  account  of  the  improbability  of  being  able  to  secure  a  sat- 
isfactory navigation  without  the  construction  of  locks  and  dams  at  a 
cost  entirely  incommensurate  with  any  prospective  commerce  to  be 
developed  thereby  it  is  recommended  that  no  further  allotments  be 
made,  for  the  i)resent  at  least,  for  the  improvement  of  the  Flint  River 
above  Albany,  but  that  the  whole  appropriation  be  expended  in  con- 
tinuing the  useful  and  important  work  below  Albany. 
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Julyl,  1893,  balance  unexpended $9,606.83 

June  30,  1894,  amount  expended  during  fiscal  year 7, 560. 76 

July  1,  1894,  balance  unexpended J 2, 046. 07 

Julyl,  1894,  outstanding  liabilities 252.33 

July  1,1894,  balance  available 1,793.74 

Amount  appropriated  by  act  of  August  17,  1894 8, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 9, 793. 74 

(  Amount  that  can  be  profitably  expended  in  fiscal  vear  ending  June  30, 1896    36, 000. 00 
<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867,  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  P  3.) 

4,  Chattahoochee  Eiver,  Georgia  and  Alabama. — The  river  was  origi- 
nally much  obstructed  by  logs,  snags,  and  overhanging  trees  and  by  a 
number  of  rock  and  marl  shoals  and  sand  bars,  so  tbat  navigation  was 
difficult  and  dangerous.  Steamboats  could  only  run  by  daylight,  and 
not  unfrequently  lay  for  weeks  at  a  time  awaiting  a  rise  in  the  river. 
Very  many  were  sunk  by  striking  obstructions. 

The  present  plan  of  improvement,  adopted  in  1873  and  modified  in 
1882,  contemplates  a  low-water  channel  4  feet  in  depth  and  100  feet  in 
width  from  Columbus,  Ga.,  to  Chattahoochee,  Fla.,  a  distance  of  224 
miles,  by  the  removal  of  snags  and  other  obstructions  from  the  channel 
and  overhanging  trees  from  the  banks,  by  the  excavation  of  rock  shoals, 
and  by  works  of  contraction  and  shore  protection. 

Previous  to  the  act  of  June  18, 1878,  $70,000  was  appropriated  for  the 
"Chattahoochee  and  Flint  rivers,"  of  which  $52,000  was  expended  on 
the  Chattahoochee  liiver. 

The  expenditure  of  $256,861.81  up  to  June  30,  1893,  had  resulted  in 
securing  and  maintaining  a  fairly  good  channel  between  Chattahoochee, 
Fla.,  and  Eufaula,  Ala.,  except  at  Eock  Island,  at  all  seasons  of  the 
year;  and  between  Eufaula,  Ala.,  and  Columbus,  Ga.,  except  during, 
low  water,  when  considerable  trouble  was  experienced  at  St.  Francis 
Bend,  Shell  Creek,  Upatoie,  and  Woolfolk  bars,  and  at  the  shoals  imme- 
diately below  Columbus,  on  account  of  the  lack  of  funds  for  keeping  in 
repair  and  extending  the  contraction  and  shore-protection  works  at 
those  points.  The  shore-protection  and  contraction  works  placed  at 
Mound  Bar  during  1893  improved  the  channel,  so  that  vessels  no  longer 
have  trouble  there. 

Trouble  is  also  experienced  at  low  water  at  Francis  Bend,  Shell  Creek, 
and  Upatoie  bars,  above  Eufaula,  and  at  Eock  Island,  about  200  miles 
below  Columbus. 

If  sufficiently  large  appropriations  were  made  to  improve  these  local- 
ities by  substantial  works,  it  is  believed  that  thereafter  the  navigation 
of  the  river  could  be  maintained  in  good  condition  throughout  the 
year  by  annual  appropriations  of  $10,000  for  the  operation  of  an  effi- 
cient snag  boat  and  for  the  maintenance  of  the  contraction  and  shore- 
protection  works. 

The  snag  boat  Chattahoochee  is  no  longer  fit  for  use.  The  wheel  and 
the  shear  frame  have  been  removed  and  put  up  on  the  bank  so  that  the 
hull,  having  no  longer  to  support  these  loads,  may  remain  afloat. 
Urgent  repairs  are  needed  to  other  parts  of  the  plant.  The  sum  of 
$15,000  is  necessary  for  urgent  repairs. 

For  the  above  reasons  an  estimate  of  $100,000  is  submitted  for  this 
improvement  for  the  fiscal  year  ending  June  30,  1896. 
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July  1,  1893,  balance  unexpended $8, 156.40 

June  30,  1894,  amount  expended  during  fiscal  year 7, 049. 60 

July  1,  1894,  balance  unexpended 1, 106. 80 

July  1,  1894,  outstanding  liabilitiea 141.67 

July  1,  1894,  balance  available 965.13 

Amount  appropriated  by  act  of  August  17,  1894 25,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 25, 965. 13 

(  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896  100, 000. 00 
<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

Between  West  Point  and  Franklin^  Oa. — This  section  of  38  miles  of 
the  river  consists  of  a  series  of  pools,  varying  in  length  from  one-half 
to  5  or  6  miles  and  separated  by  rock  shoals  and  rapids,  in  some  of 
which  the  fall  is  as  great  as  8  feet  to  the  mile.  In  the  pools  the  width 
of  the  river  is  from  300  to  600  feet,  with  a  channel  nowhere  less  than  4 
feet  deep.  At  the  shoals  the  river  is  much  wider,  with  numerous 
islands,  and  low- water  depths  in  many  places  of  only  a  few  inches. 
The  bottom  is  generally  of  rock  and  the  banks  are  stable.  There  are 
few,  if  any,  sand  or  gravel  bars  and  but  few  snags. 

The  river  and  harbor  act  of  September  19, 1890,  provided  for  a  pre- 
liminary examination  of  the  Chattahoochee  Eiver  between  West  Point 
and  Franklin.  This  examination  was  made  in  i^ovember,  1890,  and 
reports  of  results  are  printed  at  page  1756  of  the  report  of  the  Chief  of 
Engineers  for  1891. 

The  river  and  harbor  act  of  July  13,  1892,  provided  for  "  improving 
Chattahoochee  River,  Georgia  and  Alabama;  continuing  improve- 
ment, twenty-five  thousand  dollars,  of  which  five  thousand  dollars  are 
to  be  used  on  that  portion  of  the  river  between  West  Point  and 
Franklin." 

The  project  for  the  improvement  of  this  section  of  the  river, 
submitted  July  26, 1892,  and  approved  August  4,  1892,  contemplates 
removal  of  the  lesser  rock  shoals,  sand  and  gravel  bars  by  excavation 
and  by  works  of  contraction,  removal  of  overhanging  trees  from  the 
banks  and  snags,  logs,  and  other  obstructions  from  the  channel,  and 
the  construction  of  locks  and  dams  to  overcome  the  more  serious 
obstructions  to  give  a  minimum  depth  of  3  feet  at  low  water  in  the 
channel  between  West  Point  and  Franklin,  a  distance  of  38  miles. 

During  the  fiscal  year  ending  June  30, 1893,  $2,759.61  was  expended 
in  procuring  the  necessary  plant,  in  rock  excavation  at  certain  of  the 
shoals  above  West  Point,  and  in  depositing  the  excavated  material  in 
training  dams,  and  in  making  a  survey  for  a  short  canal  and  lock 
around  the  6-foot  milldam  at  Bentley  Mill. 

During  the  fiscal  year  ending  June  30, 1894,  a  channel  50  feet  wide 
and  3  feet  deep  was  secured  through  Flat  Rock  Shoals.  A  similar 
channel  was  begun  at  Roberts  Shoals,  but  was  left  incomplete,  the 
appropriation  being  exhausted.  As  a  useful  navigation  for  this  section 
of  the  river  can  only  be  had  by  means  of  locks  and  dams  at  a  cost 
which  the  traffic  of  the  stream  does  not  justify,  no  estimate  is  submitted 
for  the  fiscal  year  ending  June  30, 1890. 

July  1,  1893,  balaDce  unexpended $2,240.39 

June  30,  1894,  amount  expended  during  fiscal  year 2, 145. 72 

July  1,  1894,  balance  anexpended 94.67 

Amount  appropriated  by  act  of  August  17,  1894 5,000.00 

Amount  available  for  fiscal  year  ending  June  30, 1895 5,094.67 

(See  Appendix  P  4.) 
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5.  Choctawhatchee  River,  Florida  and  Alabama. — When  work  on  the 
improvement  was  begun,  in  1874,  the  river,  notwithstanding  an  aver- 
age width  of  300  feet,  was  almost  totally  obstructed  by  the  accumula- 
tion of  logs  and  snags,  and  navigation  was  only  possible  by  flatboats 
of  light  draft.  The  channel,  if  a  channel  existed  at  all,  was  exceed- 
ingly dangerous  to  navigation,  particularly  during  the  lower  stages  of 
water. 

The  project  for  improvement  adopted  in  1880  provided  for  obtaining 
a  low- water  navigable  channel  from  its  mouth  to  Geneva,  Ala.,  an  esti- 
mated distance  of  125  miles,  and  a  navigable  high-water  channel  from 
Geneva  to  ll^ewton,  Ala.,  an  estimated  distance  of  37  miles. 

In  1800  the  project  was  amended  to  provide  for  securing  a  low- water 
channel  from  Geneva  to  ^Newton. 

The  imi)rovement  consists  in  the  removal  of  logs,  in  deepening  band 
bars  by  works  of  contraction  and  shore  protection,  and  in  excavating 
a  channel  through  th^  rock  and  marl  shoals. 

The  expenditure,  up  to  June  30, 1893,  of  8111,700.94  had  resulted  in 
removing  the  obstructions  from  the  river  between  its  mouth  and  Cary- 
ville  sufficiently  to  meet  the  requirements  of  the  present  commerce  on 
that  section  of  the  river,  in  giving  a  fairly  navigable  channel,  except  at 
extreme  low  water,  from  the  crossing  of  the  Pensacola  and  Atlantic 
Bailroad  at  Cary  ville,  Fla.,  to  Geneva,  Ala.,  a  distance  of  25  miles,  and 
a  partially  improved  channel  from  Geneva  to  Pate  Landing,  25  miles 
above,  and  in  providing  a  plant  for  carrying  on,  at  the  troublesome 
bars,  works  of  contraction  and  shore  protection,  of  which  some  were 
applied  at  Buzzard  Bar,  Gumfield  Shoals,  and  Busby  Shoals  with  such 
successful  results  that  boats  have  exx>erienccd  no  trouble  since  then  in 
passing  them. 

Steamboats  now  run  with  considerable  regularity  from  Geneva,  AJa., 
to  the  railroad  at  Caryville. 

During  the  fiscal  year  ending  June  30, 1894,  $8,315.82  was  expended 
in  snagging,  in  the  construction  of  a  shore  protection  near  Caryville, 
in  cutting  off  the  Old  Eiver,  and  in  building  contraction  works  and 
shore  protection  at  Harveston  Whirl.  These  works  answer  their  object. 
They  have  made  the  passage  of  boats,  even  carrying  large  amounts  of 
freight,  safe  by  night  and  by  day. 

Geneva  is  a  thriving  town,  the  trading  and  shipping  center  for  arich 
agricultural  region  surrounding  it.  The  river  affords  the  only  practi- 
cable means'of  transportation  to  this  district.  During  recent  years 
the  work  has,  therefore,  mainly  been  directed  to  improving  this  section 
of  the  river,  and  has  resulted  in  clearing  out  a  large  number  of  the 
accumulated  logs  and  snags.  Low- water  navigation  is  impeded  by 
several  sand  bars,  which  can  be  readily  deepened  by  works  of  contrac- 
tion and  shore  protection  if  sufficient  funds  are  appropriated  for  the 
purpose. 

When  freight  offers  steamboats  occasionally  run  to  Pate  Landing  at 
favorable  stages  of  water. 

Since  the  completion  of  the  Alabama  Midland  Bailroad  from  Mont- 
gomery, Ala.,  to  Bainbridge,  Ga.,  which  passes  through  I^ewton,  the 
urgent  necessity  for  improving  the  upper  portion  of  the  river  no  longer 
exists,  and  it  is  doubtful  if  this  section  would  now  be  much  used  even 
if  the  improvements  were  completed. 

The  plan,  therefore,  contemplates  completing  the  improvement 
between  Geneva  and  Caryville,  and  then  between  Geneva  and  Pate 
Landing  before  beginning  any  work  upon  the  marl  shoals  which  now 
obstruct  navigation  between  Newton  and  Pate  Landing.    It  is  very 
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donbtfal  whether  a  safe  low-water  navigation  of  this  section  of  the 
river  can  be  secured  except  by  the  construction  of  locks  and  dams,  to 
provide  slack-water  navigation,  at  a  cost  not  warranted  by  any  pros- 
pective commerce  to  be  developed  thereby. 

July  1, 1893,  balance  unexpended $10,239.06 

June  30,  18W,  amount  expended  during  fiscal  year 8, 175. 12 

July  1,  1894,  balance  unexpended 2,063.94 

July  1, 1894,  outstanding  liabili ties 140. 70 

July  1,  1894,  balance  available 1,923.24 

Amount  appropriated  by  act  of  August  17,  1894 6,000.00 

Amount  available  for  fiscal  year  ending  June  30, 1895 r. .      7, 923. 24 

(  Amounttbat  can  be  profitably  expended  in  fiscal  yearendiug  June  30, 1896    30, 000. 00 
<  Submitted  in  complianco  Tvitb  rennirement?  of  sections  2  of  river  and 
(     barbor  acts  of  1886  and  1867  ana  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  P  5.) 

6.  Harbor  at  Fensacola^  Fla, — In  1878  the  channel  was  much 
obstructed  by  wrecks,  and  a  survey  made  in  1879  showed  that  the 
inner  bar  had  shoaled  to  a  least  depth  of  19.5  feet  at  mean  low  water. 
This  depth  was  not  suflQcient  to  accommodate  the  large  number  of 
vessels  seeking  entrance  to  the  port.  The  western  shore  of  the 
entrance  to  the  harbor,  which  is  the  site  of  old  Fort  McEee,  was  fast 
washing  away,  and  a  large  portion  of  the  fort  had  disappeared.  Cor- 
responding changes  in  the  direction  of  the  channel  and  of  the  tidal 
currents  had  occurred,  and  to  this  was  attributed  the  shoaling  of  the 
inner  bar.    The  removal  of  the  wrecks  was  begun  in  1878. 

The  plan  of  improvement  adopted  in  1881,  in  accordance  with  the 
report  of  The  Board  of  Engineers,  contemplated  dredging  a  channel  300 
feet  wide  and  24  feet  deei)  at  mean  low  water  across  the  inner  bar,  for 
the  temporary  relief  of  the  navigation  of  the  harbor  and  protecting 
the  shore  line  near  Fort  McRee  from  further  abrasion,  with  the  view 
of  i)reventing  injurious  changes  in  the  tidal  currents,  and  retaining 
this  position  for  defensive  purposes. 

A  channel  120  feet  wide  and  24  feet  deep  at  mean  low  water  was  the 
result  of  dredging  done  in  1886.  This  channel  filled  up  so  that  in  June, 
1891,  it  was  only  19  feet  deep.  It  was  then  dredged  out  again  to  a  least 
depth  of  20.5  feet,  but  this  depth  was  reduced  to  19.2  feet  in  November, 
1892. 

Two  ^oins,  built  near  the  site  of  Fort  McRee,  stopped  further  abra- 
sion of  the  shore  line.  They  were  360  and  220  feet  long,  respectively. 
They  were  finished  in  April,  1890. 

Up  to  June  30, 1893,  $266,706.15  had  been  expended  on  the  improve- 
ment of  this  harbor.  A  contract  was  made  with  Mr.  Eittenhouse 
Moore,  on  October  29, 1892,  to  dredge  the  channel  at  a  cost  of  63  cents 
per  cubic  yard.  The  contract  required  work  to  begin  not  later  than 
January  1,  1893.  This  time  was  extended  to  May  11,  1893.  The 
dredge  arrived  on  May  13  and  began  work  on  May  24.  Compara- 
tively little  was  done  up  to  the  close  of  that  fiscal  year. 

The  beginning  of  the  fiscal  year  ending  June  30, 1894,  found  the 
dredging  going  on.  It  was  continued  until  August  15,  when  it  came  to 
an  end  for  lack  of  funds.  The  work  done  was  a  channel  dug  between 
the  24-foot  curves  inside  and  outside  of  the  inner  bar.  The  channel  is 
1,400  feet  long  and  225  feet  wide.  Up  to  June  30, 1894,  the  channel  had 
again  tilled  up,  by  an  average  amount  of  3.7  feet.    A  part  of  the  channel 
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160  feet  wide  has,  at  the  close  of  the  year,  21.5  feet  of  water;   the 
remainder  is  only  19.5  feet  deep. 

On  January  17, 1891,  a  Board  of  Engineers  was  appointed  to  assemble 
at  Pensacola,  Fla.,  for  the  purpose  of  considering  and  reporting  upon 
the  improvement  of  the  harbor.  The  report  of  the  Board,  dated  July 
16, 1891,  is  printed  in  the  Annual  Report  of  the  Chief  of  Engineers  for 
1891,  page  1723,  and  extracts  therefrom,  describing  the  proposed  method 
of  securing  a  permanent  deep  channel  at  the  entrance  to  Pensacola 
Harbor  by  means  of  two  jetties,  starting  from  the  shores  near  forts 
Pickens  and  McRee,  respectively,  at  an  estimated  cost  of  $1,830,000, 
are  given  in  the  rei)ort  of  the  oflftcer  in  charge. 

July  1,  1893,  balance  unexpended $83,293.85 

June  30, 1894,  amount  expended  daring  fiscal  year 80, 770. 53 

July  1,  1894,  balance  unexpended 2, 523. 32 

July  1,  1894,  outstanding  liabilities 70. 48 

July  1,  1894,  balance  available 2,452.84 

Amount  appropriated  by  act  of  August  17,  1894 100, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 102, 452. 84 

(  Amouuttbat  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896  500,  000. 00 
<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(       harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  P  6.) 

7.  Escambia  and  Conecuh  rivers,  Florida  and  Alabama. — These  rivers 
are  really  one  river,  that  portion  of  the  river  from  its  headwaters  in 
south  Alabama  to  the  Florida  and  Alabama  State  line  being  called  the 
Conecuh  River,  and  the  portion  in  Florida,  61  miles  long,  being  called 
the  Escambia  River.  It  emi)ties  into  the  Escambia  Bay.  Fully  60 
per  cent  of  the  immense  quantity  of  timber  shipped  from  Pensacola 
Harbor  is  cut  on  lands  tributary  to  the  Escambia  River  and  floated 
down  hi  rafts  to  Pensacola  Harbor. 

The  river  originally  was  much  obstructed  by  snags,  sunken  logs, 
and  rock  shoals,  and  by  a  very  shoal  bar  at  the  mouth.  Steamboat 
navigation  was  not  attempted,  and  rafts  had  much  dif&culty  in  passing 
down  the  river. 

The  plan  of  improvement  for  this  river,  adopted  pursuant  to  exami- 
nations and  surveys  made  in  1878,  contemplates  the  removal  of  snags, 
sunken  logs,  and  other  obstructions  from  the  channel;  cutting  through 
the  rock  shoals,  and  deepening  sand  bars  by  works  of  contraction  and 
shore  protection,  from  the  mouth  of  the  river,  in  Pensacola  Bay,  to  the 
mouth  of  Indian  Greek,  an  estimated  distance  of  293  miles,  for  the  pur- 
pose of  facilitating  the  movement  of  saw  logs  and  timber  down  the 
river,  afifording  at  the  same  time  facilities  for  steamboat  navigation. 

The  expenditures  made  on  this  river  up  to  June  30,  1893,  were 
$.71,978.80.  Their  result  was  the  providing,  maintaining,  repairing,  and 
renewing  of  the  necessary  plant;  dredging  twice  through  the  bar  at 
the  mouth  of  the  river  to  let  tugs  pass  drawing  5  feet ;  removing  large 
quantities  of  logs  and  snags  from  the  mouth  to  Jordan  Shoals,  a  dis- 
tance of  136  miles :  keeping  the  improved  channel  free  from  logs  and 
snags.  At  the  end  of  1893  the  river  was  in  such  condition  that  rafts 
could  run  safely  on  stages  of  water  above  2  feet  for  a  distance  of  106 
miles  from  the  mouth. 

During  the  fiscal  year  ending  June  30, 1894,  the  operations  of  pre- 
vious years  were  continued,  and  the  condition  of  the  river  was  further 
improved. 
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This  river  and  its  tributaries  pass  through  the  extensive  timber  lands 
of  south  Alabama  and  Florida,  and  the  value  of  the  lumber  annually 
taken  to  market  by  the  river  is  estimated  at  over  $1,800,000. 

In  order  that  the  business  may  be  carried  on  safely  and  profitably 
the  river  should  be  kept  free  from  snags  and  like  obstructions  by  an 
efficient  snag  boat;  and  a  channel  100  feet  wide  and  8.5  feet  deep  should 
be  dredged  through  the  bar  at  the  mouth  of  the  river,  in  order  that  the 
large  tugs  eini>loyed  in  towing  the  rafts  to  Pensacola  may  cross  the  bar 
and  enter  the  river  for  the  purpose  of  reaching  the  rafts.  The  rafts  are 
now  floated  across  the  bar  and  fastened  to  timber  stands  in  the  open 
bay,  where  they  are  exposed  to  sudden  storms,  and  a  large  annual 
loss  in  money  and  lumber  is  thus  occasioned. 

The  cost  of  dredging  the  bar  at  the  mouth  of  the  river  is  estimated 
at  $12,000.  The  annual  cost  of  operating  the  snag  boat  is  estimated  at 
$6,000,  or  $12,000  for  two  years. 

July  1,  1893,  balance  unexpended $2,688.91 

June  30,  1894,  amount  expended  during  fiscal  year 2, 403. 83 

July  1, 1894,  balance  unexpended 285.08 

July  1,  1894,  outstanding  liabilities 81. 44 

July  1,  1894,  balance  available 203.64 

Amount  appropriated  by  act  of  August  17,  1894 6, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 6, 203. 64 

i  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    24, 000. 00 
<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  P  7.) 

8.  Alabama  River,  Alabama. — Before  improvements  were  begun,  in 
1878,  the  river  was  so  full  of  sunken  logs  and  snags  that  many  steam- 
boats were  destroyed  and  navigation  was  both  difficult  and  dangerous, 
on  account  of  the  many  bars,  shoals,  and  reefs,  having  low- water  depths 
of  only  2.5  to  3.5  feet.  That  portion  of  the  river  below  the  cut-off,  20 
miles  in  length,  was  absolutely  inaccessible  during  low  water,  and  all 
landings  situated  thereupon  had  been  deprived  of  steamboat  service. 
At  low-water  stages  boats  could  only  run  by  daylight,  and  long  deten- 
tions at  the  shoals  and  bars  were  frequent.  The  normal  width  of  the 
upper  river  is  from  500  to  600  feet,  and. of  the  lower  river  from  700  to 
800  feet.  In  the  portions  of  the  river  having  these  widths  the  low- 
water  depths  vary  from  8  to  15  feet,  but  where  the  river  has  been 
widened  by  the  erosion  of  its  banks,  bars,  shoals,  and  reefs  are  found. 

The  original  plan  of  improvement,  adopted  pursuant  to  an  examina- 
tion and  partial  survey  of  this  river  made  under  the  act  of  Congress 
approved  March  3,  1875,  provided  for  obtaining  a  4-foot  low- water 
channel  from  the  mouth  of  the  river  to  Wetumpka,  Ala.  In  1892,  the 
present  plan  of  improvements  was  adopted,  which  provides  for  obtain- 
ing a  low-water  channel  6  feet  deep  from  Wetumpka,  Ala.,  to  the 
junction  with  the  Tombigbee  Eiver,  44  miles  above  Mobile,  Ala.,  an 
estimated  distance  of  323  miles,  by  the  removal  of  logs  and  snags  from 
the  channel  and  overhanging  trees  from  the  banks;  by  the  removal  of 
rock  reefs  and  gravel  bars  by  blasting  and  dredging;  and  deepening 
sand  bars  by  works  of  contraction  and  shore  protection,  at  an  estimated 
cost  (prior  to  the  appropriation  of  July  13, 1892,  of  $70,000)  of  $386,251, 
exclusive  of  the  cost  of  maintenance  and  snagging,  estimated  at  $10,000 
per  annum. 
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The  expenditure  of  $216,258.17  to  June  30,  1893,  had  resulted  in 
clearing  the  river  of  dangerous  snags,  logs,  and  overhanging  trees;  in 
maintaining  an  efficient  stern  wheel  snag  boat;  in  procuring  an  effi- 
cient plant  for  the  construction  of  contraction  and  shore  protection 
works;  in  improving  many  of  the  worst  bars,  and  in  protecting  the 
shores  at  many  points. 

During  the  fiscal  year  ending  June  30,  1894,  the  various  operations 
of  snagging,  contracting  the  channel,  and  protecting  the  banks  were 
continued  with  satisfactory  results.  The  low-water  depths  on  8 
bars  is  now  4.5  to  5.5  feet.  The  increased  depths  vary  from  1.5  feet  to 
3.5  feet.  The  river  is  now  navigable  from  Montgomery  to  Mobile  at 
low  water  for  boats  not  exceeding  4.5  feet  draft. 

When  the  appropriation  of  $70,000  by  the  act  of  July  13, 1^92,  became 
available,  the  only  plant  on  this  river  consisted  of  the  efficient  stern- 
wheel  snag  boat  TTw.  J.  Twining.  A  plant  for  two  large  working 
parties,  one  on  the  upper  and  one  on  the  lower  river,  has  now  been  pro- 
cured, each  plant  consisting  of  one  stern-wheel  towboat,  one  quarter 
boat,  one  i"»ile-driver  barge,  one  small-decked  flatboat  for  carrying  piles, 
two  stone  barges,  and  one  brush  barge.  The  contraction  works,  built 
in  1878  and  1883,  and  in  1892, 1893,  and  1894,  have  given  so  satisfac- 
tory results  that  no  special  difficulty  is  anticipated  in  securing  low- 
water  depths  of  6  feet  on  the  bars  now  having  less  depths,  provided 
sufficiently  large  appropriations  are  made  to  carry  on  the  work  with  an 
efficient  plant  and  a  large  working  force  during  the  low-water  season. 

July  1,  1893,  balance  unexpended $38,741.83 

Juno  30,  1894,  amounts  received,  refund,  etc 149. 39 

38,891.22 
J  une  30,  1894,  amount  expended  during  fiscal  year 3-J,  798. 46 

July  1,  1894,  balance  unexpended 4,092.76 

July  1,  1894,  outstanding  liabilities 856.60 

July  1,  1894,  balance  available 3,236.16 

Amount  appropriated  by  act  of  August  17,  1894 5C),  000. 00 

Amount  available  for  fiscal  year  end  ing  June  30, 1805 53, 236. 16 


Amount  (estimated)  required  for  completion  of  existing  project  (exclud- 
ing cost  of  annual  maintaince  and  snagging,  $10,  000  per  year) 286, 251. 00 

Amount  tbat  can  be  profitably  expended  in  fiscal  year  ending  J  une  30,1896  200,  000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  P  8.) 

9.  Coosa  River ^  Georgia  and  Alabama. — With  head  waters  in  the 
mountains  of  northwestern  Georgia  the  Coosa wattee,  Oostenaula,  Coosa, 
Alabama,  and  Mobile  rivers  form,  in  fact,  one  great  river,  which,  when 
the  improvement  of  the  Coosa  river  is  completed,  will  furnish  a  con- 
tinuous route  of  water  transportation,  776  miles  in  length,  through 
the  mineral  fields  of  north  Alabama,  the  agricultural  belt  of  middle 
Alabama,  and  the  timber  region  of  south  Alabama  to  tide  water  at 
Mobile  Bay. 

A  distance  of  293  miles  of  this  waterway,  above  Lock  No.  4  (3  miles 
above  the  Georgia  Pacific  Railroad  bridge)  and  a  distance  of  367  miles 
between  Wetumpka  and  Mobile,  are  now  navigable. 

Between  I^ock  No.  4  and  Wetumpka,  a  distance  of  116  miles,  the 
Coosa  Kiver  has  a  fall  of  323  feet  and  is  obstructed  by  a  series  of  rock 
shoals  and  reefs,  separated  by  stretches  of  good  navigable  water,  vary- 
ing in  length  from  one-half  to  8  milcy.    The  low- water  discharge  of  the 
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Coosa  River  at  Wetiiinpka  is  5,800  cubic  feet  per  second  j  about  the 
sanie  as  tliat  reported  for  the  Mississippi  River  at  St.  Paul. 

The  abundance  of  water,  the  stability  of  the  banks  and  bottom  of 
the  river,  and  the  rock  foundations  for  locks  and  dams  presented  in 
nearly  all  cases,  make  the  lower  portion  of  the  river  peculiarly  suscep- 
tible to  permanent  improvement  by  a  system  of  slack-water  navigation. 

Pursuant  to  the  various  examinations  and  surveys  made  between 
1870  and  1889  a  plan  of  improvement  has  been  adopted  which  contem- 
plates the  removal  of  the  lesser  rock  shoals,  sand,  and  gravel  bars  by 
excavation  and  by  works  of  contraction,  and  the  construction  of  locks 
and  dams  to  overcome  the  more  serious  obstructions. 

By  the  various  acts  making  appropriations  for  its  improvement  the 
Coosa  River  has  been  divided  into  two  sections  by  the  East  Tennessee, 
Virginia  and  Georgia  Railroad  bridge. 

In  the  upper  section,  between  Rome  and  the  bridge  (236  miles  long), 
8  locks,  with  their  accessory  dams,  will  be  required,  of  which  3  have 
been  completed  and  opened  to  navigation,  and  the  fourth  is  now  under 
construction. 

In  the  lower  section,  between  Wetumpka  and  the  bridge  (68  miles 
long),  23  locks,  with  their  accessory  dams,  will  be  required,  of  which  Lock 
No.  31,  at  Wetumpka,  is  now  under  construction.  The  first  appropri- 
ation for  this  section  of  the  river  was  made  by  the  act  of  September 
19, 1890. 

(a)  Between  Borne,  Oa.,  and  the  East  Tennessee,  Virginia  and  Oeorgia 
Railroad  bridge. — Before  improvement  the  river  was  much  obstructed 
by  rock  shoals  and  sand  and  gravel  bars  between  Rome,  Ga.,  and 
Greensport,  Ala.,  a  distance  of  162  miles;  and  below  Greensportitwas 
not  navigable  at  all  on  account  of  the  many  shoals  and  rapids  formed 
by  ledges  of  rock  crossing  the  river  bottom  at  points  where  the  width 
of  the  river  was  greater  than  the  normal. 

The  expenditure  up  to  June  30, 1893,  of  $753,407.44  had  resulted  in 
securing  a  fairly  navigable  channel  from  Rome  to  Greensport  by  blast- 
ing out  the  rock  shoals  and  by  the  construction  of  wing  dams  to  scour 
out  the  sand  bars. 

Below  Greensport,  at  distances,  respectively,  of  0.68,  3.86,  and  5.24 
miles,  3  masonry  locks,  each  having  an  available  width  of  40  feet 
and  length  of  175  feet,  with  their  accessory  dams,  had  been  completed 
and  opened  to  navigation.  In  consequence  of  the  improvement  steam- 
boats made  regular  trips  between  Rome  and  Ga<lsden  and,  when  busi- 
ness demanded  it,  extended  their  trips  to  a  landing  1  mile  below  Lock 
Ko.  3. 

At  the  site  of  Lock  No.  4,  21  miles  below  Lock  No.  3,  the  permanent 
dam  and  abutment  had  been  nearly  completed  and  the  cofferdam 
partly  built,  making  navigation  practicable  on  a  moderate  rise  to  this 
IK)int. 

The  result  of  the  expenditure  during  the  year  ending  June  30,  1894, 
is:  The  abutment  of  the  dam  has  been  finished,  nearly  ^11  the  stone  for 
the  masonry  cut,  the  foundation  for  the  lock  wall  partly  excavated, 
and  some  of  the  masonry  of  the  wall  laid;  several  of  the  shoals  and 
reefs  have  been  improved. 

In  the  improved  portions  during  about  nine  months  of  the  year  there 
is  5  feet  or  more  of  wat^r  in  the  shoal  places,  and  for  the  remaining 
three  mon  ths  there  is  ordinarily  3  feet.    The  river  is  never  closed  by  ice. 

If  the  new  appropriation  be  sufficiently  large  it  is  expected  that 
Lock  No.  4  wiU  be  completed  and  opened  to  navigation  during  the 
year  ending  June  30, 1895. 
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July  1,  1893,  balance  unexpended $50,292.56 

June  30,  1894,  amount  expended  during  fiscal  year 46, 403. 65 

July  1,  1894,  balance  unexpended 3,888.91 

July  1,  1894,  outstanding  liabilities 1,700.28 

July  1,  1894,  balance  available 2,188.63 

Amount  appropriated  by  act  of  August  17,  1894 • 110,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 112, 188. 63 


(Amount  (estimated)  required  for  completion  of  existing  project 850, 133. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30,1896  600, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

h.  Between  WetumpJcUy  Ala.,  and  Ea^st  Tennessee^Virginiaand  Oeorgia 
Railroad  bridge. — The  first  appropriation  for  the  improvement  of  this 
section  of  the  river  was  made  by  the  act  of  September  19, 1890. 

To  June  30, 1893,  the  sum  of  $108,201.46  was  expended  in  securing  the 
necessary  outfit  and  in  making  detailed  surveys  for  the  precise  location 
of  the  locks  near  Wetumpka  and  in  making  a  series  of  velocity  and 
discharge  observations,  extending  from  high  to  low  water;  in  filling  up 
and  grading  the  yard  at  the  site  of  Lock  No.  31  and  building  thereon 
workshops,  etc.;  in  the  purchase  of  machinery  and  plant  for  the  con- 
struction of  the  cofferdam  and  Lock  No.  31 ;  in  excavating  rock  from  the 
channel  of  the  river  above  Wetumpka  bridge,  and  in  building  a  break- 
water to  divert  the  current  from  the  lock  site;  in  constructing  part  of 
the  cofferdam;  in  breaking  stone  and  storing  sand  for  concrete. 

The  amount  expended  during  the  year  ending  June  30, 1894,  has  been 
applied  to  constructing  a  narrow-gauge  road  from  the  lock  to  the  work 
at  the  head  of  the  rapids  and  to  the  yards  of  the  Louisville  and  Nash- 
ville Bailroad;  in  completing  the  cofferdam;  in  setting  up  pumping 
engines  and  concrete  mixing  plant;  in  building  storehouse  and  sheds 
for  materials,  and  in  continuing  excavation  in  the  river  above  the  lock. 
A  contract  has  been  made  with  the  Atlas  Cement  Company,  dated 
May  2,  1894,  for  furnishing  10,000  barrels  of  Portland  cement. 

July  1,  1893,  balance  unexpended $141,798.55 

June  30,  1894,  amounts  received,  refund,  etc 7. 25 


141, 805. 80 
June  30,  1894,  amount  expended  during  fiscal  year 67, 043.  24 

July  1,  1894,  balance  unexpended 74,762.56 

July  1,  1894,  outstanding  liabilities $4, 889. 82 

Juh'  1,  1894,  amount  covered  by  uncompleted  contracts 24, 300.00 

29,189.82 

July  1,  1894,  balance  available 45,672.74 

Amount  appropriated  by  act  of  August  17,  1894 110, 000.  OO 

Amount  available  for  fiscal  year  ending  June  30,  1895 155, 572. 74 

'  Amount  (estimated)  required  for  completion  of  existing  project 4, 733, 074. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June 

30,  1896 600,000.00 

*  Submitted  in  compliance  with  requirements  of  sections  2  of  river 
and  harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March 
3,  1893. 

(See  Appendix  P  9.) 

10,  Operating  and  care  of  canals  and  other  worTcs  of  navigation  on  Coosa 
River,  Georgia  and  Alabama, — The  expenses  of  operating  and  care  of 
locks  !Nos.  1,  2,  and  3,  and  the  canal  between  locks  ^os.  2  and  3,  dur- 
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ing  the  fiscal  year  ending  June  30,  1894,  amounting  to  $4,018.75,  bave 
been  paid  in  the  way  indicated  by  section  4,  act  of  July  5, 1884. 
(See  Appendix  P  10.) 

11.  Cahaba  River^  Alabama, — The  report  of  the  examination  of  this 
river  from  its  mouth  to  Centreville,  Ala.,  in  1874,  states  that — 

On  thirteen  of  tlio  shoals  there  is  only  1  foot  of  water,  and  on  two  as  little  as 
eiffht-tenths  of  a  foot.  Besides  this  there  are  innumerable  snags,  the  accumulation 
oi  years,  and  also  a  great  quantity  of  leaning  trees,  which  must  be  removed  owing 
tothenarrownessof  the  stream  even  at  a  stage  several  feet  above  low  water.  ♦  »  * 
The  river  is  spanned  by  three  bridges.  *  *  *  The  railroad  bridges  are  only  a 
few  inches  above  high  water,  while  the  road  bridge  is  sometimes  submerged. 

The  road  bridge  mentioned  was  carried  away  by  the  flooil  of  1881. 

Under  the  acts  of  Congress  approved  June  23, 1874,  and  June  17, 1880, 
examinations  and  partial  surveys  were  made  in  1874  and  1880,  and  a 
plan  of  improvement  was  adopted  which  provides  for  obtaining  for  the 
lower  Cahaba  River,  from  its  mouth  to  the  town  of  Centreville,  a  distance 
of  88  miles,  a  navigable  channel  with  a  width  in  open  river  of  100  feet, 
and  in  soft  rock  and  bar  cuts  of  (iO  feet,  and  a  depth  at  low  water  of  3 
feet,  by  the  removal  of  snags,  etc.,  from  the  channel  and  overhanging 
trees  from  the  banks,  by  cutting  through  the  soft  rock  and  gravel  bars, 
and  by  contracting  and  regulating  the  channel. 

The  expenditure  up  to  June  30,  1886,  of  $28,989.79  had  resulted  in 
the  partial  improvement  of  the  river,  from  its  mouth  to  the  town  of 
Centerville,  for  high-water  navigation;  but,  on  account  of  the  obstruct- 
ing railroad  bridges,  steamboats  were  unable  to  make  any  use  of  the 
improved  river.  Since  that  time  no  work  has  been  done,  because  of 
the  proviso  in  the  river  and  harbor  act  of  August  5,  1886,  that — 

No  part  of  said  snm  [$7,500  appropriated  for  this  work]  shall  be  expended  until 
the  officer  in  charge  shall  have  reported  that  the  railroad  and  other  bridges  across 
said  river  have  been  provided  with  good  and  sufficient  draw  openings. 

These  bridges  continue  to  obstruct  the  navigation  of  the  river,  not 
having  been  provided  with  draw  openings. 
The  act  of  September  19, 1890,  provided  that — 

The  existing  provision  restricting  the  expenditure  of  the  balance  now  available 
for  continuing  the  improvement  of  said  river  is  hereby  repealed,  and  said  balance 
shall  be  expended  in  continuing  the  improvement  thereof. 

Between  June  30, 1886,  and  June  30, 1892,  the  sum  of  $8,430.44  was 
expended.  In  the  spring  of  1891  active  operations  on  the  river  were 
resumed.  A  log  boat  suitable  for  snagging  operations  was  built,  and 
employed  during  the  following  summer  in  work  below  Wallace  Ferry. 

During  the  fiscal  year  ending  June  30,  1893,  $3,610.31  was  expended 
in  working  on  the  lower  21J  miles  of  the  river.  At  the  close  of  opera- 
tions in  December,  1892,  the  channel  for  this  distance  was  free  from 
overhanging  timber,  logs,  and  snags,  but  no  commercial  use  was  made 
of  the  improvement. 

During  the  year  ending  June  30,  1894,  the  sum  of  $3,934.46  was 
exi^ended  with  the  result  of  clearing  the  river  of  snags  and  logs  to  a 
point  38f  miles  above  the  mouth. 

On  March  31, 1892,  the  officer  in  charge,  in  conformity  with  section 
11  of  the  act  of  September  19,  1890,  reported  that  the  navigation  of 
the  Cahaba  Eiver  was  obstructed  by  the  bridge  of  the  Birmingham, 
Selma  and  Few  Orleans  Eailroad,  about  10  miles  above  the  mouth  of 
the  river,  and  by  the  bridge  of  the  Alabama  Central  Division  of  the 
East  Tennessee,  Virginia  and  Georgia  Bailroad,  about  22  miles  above 
ENO  94 14 
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its  mouth.  Neither  of  these  bridges  has  been  provided  with  draw 
spans. 

The  officer  in  charge  was  directed  to  griant  a  hearing  to  each  of  the 
railroad  companies,  in  accordance  with  the  instructions  of  the  War 
Department  of  September  IG,  1891. 

No  commercial  benefit  commensurate  with  the  cost  of  the  work  can 
be  derived  from  continuing  the  improvement  of  the  river  unless  the 
obstructing  bridges  are  provided  with  draw  spans  to  permit  of  steam- 
boat navigation.  There  is  no  apparent  desire  on  the  part  of  those 
interested  that  the  railroads  shall  be  compelled  to  provide  the  bridges 
with  draws.  At  the  hearing  mentioned  above  many  affidavits  by  resi- 
dents along  the  river  were  submitted,  protesting  against  compelling  the 
railroads  to  provide  the  bridges  with  draws,  and  not  a  word  was 
received  in  favor  of  such  action. 

In  view  of  these  facts  it  is  not  considered  that  any  money  can  be 
profitably  expended  in  the  improvement  of  the  river  during  the  fiscal 
year  ending  June  30, 1890,  and  no  estimate  is  submitted  therefor. 

July  1,  1893,  balance  unexpended $3, 969. 46 

June  30, 1894,  amount  expended  during  fiscal  year 3^914.85 

July  1,  1894,  balnnco  unexpended 54.61 

July  1,  1894,  outstanding  liabilitiea 19.61 

July  1,  1894,  balance  available 35.00 

(See  Appendix  P  11.) 

IMPROVEMENT  OF  BIVEBS  AND  HABBOBS  IN  VTESTEBN  AIjABAMA  A17D 
EASTERN  MISSISSIPPI,  AND  OF  BOOUE  CHITTO,  LOUISIANA. 

This  district  was  in  charge  of  Maj.  A.  N.  Damrell,  Corps  of  Engineers, 
with  Lieut.  Ebeii  E.  Wiuslow,  Corps  of  Engineers,  under  his  immediate 
orders;  Division  Engineer,  Col.  C.  B.  Comstock,  Corps  of  Engineers, 

1,  Mobile  Harbor  J  Alabama. — The  channel  had  originally  a  minimum 
depth  of  5^  feet  through  Choctaw  Pass  and  8  feet  on  Dog  River  Bar. 
This  was  deepened  to  10  feet  through  both  by  dredging,  under  appro- 
priations from  1826  to  1852  of  $228,830.68.  In  1860  the  channel  in  Choc- 
taw Pass  had  shoaled  to  7^  feet.  From  1870  to  1878  the  channel  was 
deepened  by  dredging  to  13  feet,  under  appropriations  amounting  to 
$401 ,000.    Length  of  Cut  8  miles. 

From  1881  to  1888  the  channel  was  deepened  by  dredging  to  17  feet, 
under  appropriations  aiaounting  to  $740,000,  but  this  project  was  not 
completed  when  the  last  project  was  adopted.  The  length  of  cut  was 
25.01  miles. 

The  present  project  for  the  improvement  of  this  harbor  was  adopted 
in  August,  1888,  the  object  being  to  afford  a  channel  of  entrance  from 
the  Gulf  of  Mexico  to  the  City  of  Mobile  of  280  feet  width  on  top  of  cut, 
with  a  central  depth  of  23  feet  at  mean  low  water,  by  dredging  at  an 
estimated  cost  of  $1,980,000.  Act  of  September  19,  1890,  extended  the 
work  up  Mobile  River  to  the  mouth  of  Chickasabogue  Creek,  and 
increased  the  estimated  cost  to  $2,043,800.  The  entire  length  of  chan- 
nel under  present  project  is  33.09  miles,  and  the  entire  length  of  con- 
tinuous cut  is  32.27  miles.  The  amount  expended  on  the  present  pro- 
ject up  to  the  close  of  the  fiscal  year  ending  June  30, 1893,  was  $760,- 
197.93  and  resulted  as  follows : 

The  average  central  depth  of  the  dredged  channel  on  June  30, 1893, 
was  23.86  feet,  and  the  minimum  depth  on  that  date  was  19.6  feet.    The 
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anMMUit  expended  during  the  fiscal  year  ending  Jane  30,  1894,  was 
$382,366.63,  and  on  that  date  the  average  central  depth  of  the  entire 
channel  was  25^  feet,  and  the  minimnm  central  depth  in  the  river  was 
19lO  leet  and  in  the  bay  was  20J5  feet^  with  an  average  increase  of  bot- 
tom width  of  75  fwt. 

July  1,  1893,  balance  nnexpended ^552,902.07 

June  dO,  1894,  amount  expended  during  fiscal  year 382, 366. 63 

July  1,  1894,  balance  unexpended 169,935.44 

July  1,  1894,  outstanding  liabilities $104, 158. 89 

July  1,  1894,  amonnt  covered  by  uncompleted  contracts 55, 000. 00 

159,153.89 

July  1,  1894,  balance  available 10,781.55 

Amonnt  appr«>priated  by  sundry  civil  act  of  August  18, 1894 390, 000. 00 

Amomt  Avsiilalile  for  fiscal  year  ending  Juse  30, 1895 400, 781. 55 

Amount  (estimated)  required  far  completaoB  of  existing  project 291, 300. 00 

Amonnt  (estimated)  required  for  preservation  of  improvement 240, 000. 00 

Amount  tbat  can  be  profitably  expended  in  fiscalyear  ending  June  30, 1896  291, 300. 00 
Submitted  iu  complianoe  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  Q  1.) 

^.  Bl€u^  Winriar  River^  AlabamOy/rom  Tuscaloowa  to  Daniels  Creek. — 
The  present  channel  is  only  navigable  during  very  high  water,  and  even 
then,  very  dangerous. 

The  present  project  for  the  improvement  of  the  river  was  approved 
in  1887,  the  object  being  to  afford  a  waterway  for  the  transportation  of 
coal,  iron  ore,  iron,  etc,  in  barges,  from  the  Warrior  Coal  Fields  to  the 
Gulf  of  Mexico,  by  the  eonstniction  of  five  locks  and  dams  at  an  esti- 
mated cost  of  $741,670« 

The  amonnt  expended  to  June  30, 1893,  was  9404,i34«71^  resulting  as 
follows : 

Lock  ISo.  1:  Masonry  of  lock  and  abutment  completed;  lock  tender's 
house  built;  lock  yard  paved  and  banks  sloped  and  paved,nearly;  tim- 
ber and  stone  filling  for  dam  on  hand;  needle  dam  ready  to  put  in. 

Lock  Ko.  2 :  Lock  masonry  comj^eted;  south  bank  sloped,  paved,  and 
torfed;  rock  filling  for  dam  on  hand,  378  yards;  grading  done  for  abut- 
ment, 3,091  yards;  lumber  for  needle  dam  on  hand  and  partly  framed; 
face  stone  and  coping  for  abutment  in  readiness. 

Lockl^o.  3:  Lock  chamber  excavated;  masonry  commenced;  2,579 
yards  of  cut  stone  on  hand;  1,750  yards  of  backing  on  hand;  932  yards 
of  earth  excavated  for  bank  wall;  2,321  yards  sand  for  mortar  hauled. 

Tlie  amount  expended  during  the  fiscal  year  ending  June  30, 1894, 
was  $7€,537«22,  and  resulted  as  follows: 

Completing  laying  of  masonry  iu  Lock  3  and  abutments  2  and  3 

Commencing  Dam  3. 

Putting  needle  dam  in  each  lock. 

Building  two  barges,  18  by  58. 

Delivering,  fitting  up,  and  partly  hamging  gates  for  Lock  No.  1. 

Excavating  channel  below  Lock  3. 

The  present  condition  of  the  work  is  as  follows: 

Locks  1,  2,  and  3  ai^e  completed  except  gates  and  valves.  These  are 
now  being  placed  in  Lock  1.  The  three  dam  abutments  are  also  fin- 
ished, and  the  dams  are  in  process  of  construction. 

The  gates  aad  valves  lor  locks  2  and  3  will  be  prepared  during  the 
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autamn  and  winter  and  will  be  hung  next  summer,  so  that  it  is  expected 
to  have  the  three  locks  ready  for  navigation  in  the  autumn  of  1895. 

The  entire  work  will  cost  about  $794,000,  or  about  8  per  cent  more 
than  the  original  estimate.  The  entire  increase  may  be  ascribed  to  the 
8-hour  law  for  labor. 

July  1,  1893,  unexpended $151,815.11 

June  30,  1894,  amount  expended  during  fiscal  year 76, 537. 22 

July  1,  1894,  balance  unexpended 75, 277. 89 

July  1, 1894,  outstanding  liabilities 6,133.66 

July  1,  1894,  balance  available 69,144.23 

Amount  appropriated  by  act  of  August,  17, 1894 37,500.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 106, 644. 23 

(Amount  (estimated)  required  for  completion  of  oxisting  project 200, 500. 00 
Amount  tnat  can  be  profitably  expended  in  fiscal  year  ending  J  une  30, 1896  200, 500. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  Q  2.) 

3.  Warrior  and  Tombigbee  rivers^  Alabama  and  Mississippi — {a)  War- 
riorBiver^  Alabama. — The  channel  of  this  river  was  originally  obstructed 
to  such  an  extent  by  logs,  snags,  overhanging  trees,  and  numerous  bars 
that  navigation  at  low  water  was  imx)ossibIe,  and  at  high  water  extremely 
hazardous. 

The  present  project  for  the  improvement  of  this  river  was  adopt>ed 
in  1890,  the  object  being  to  obtain  a  channel  6  feet  deep  at  ordinary 
low  water  from  Tuscaloosa  to  its  mouth,  by  removal  of  logs,  snags,  and 
overhanging  trees,  the  improvement  of  bars,  bank  revetments,  and  the 
construction  of  locks  and  dams,  at  an  estimated  cost  of  $557,000. 

The  amount  expended  up  to  the  close  of  the  fiscal  year  ending  June 
30, 1893,  was  $64,906.68,  in  preparation  of  plant  and  the  removal  of 
logs,  snags,  and  overhanging  trees. 

The  amount  expended  during  the  fiscal  year  ending  June  30, 1894, 
was  $34,294.06  in  the  removal  of  snags,  logs,  slip-ins,  and  overhanging 
trees,  and  resulted  in  considerably  reducing  the  time  required  to  run 
the  river  and  the  hazard  attending  it. 

July  1,1893,  balance  unexpended $69,001.30 

June  30,  1894,  amount  expended  during  fiscal  year 34, 294. 06 

July  1,  1894,  balance  unexpended $34,707.24 

Amount  appropriated  by  act  of  August  17,  1894 40, 000. 00 

Amount  available  for  fiscal  year  ending  Jane  30,  1895 74, 707. 24 

(Amount  (estimated)  required  for  completion  of  existiu^  project 417, 000. 00 
Amountthatcanbeprotitably  expend ed in  fiscal  ye<ar  ending  June 30, 1896  250, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(6)  Tombigbee  River  up  to  Demopolis,  Ala> — At  the  present  time  the 
channel  has  a  minimum  depth  of  2  feet.  The  present  project  for  the 
improvement  of  this  section  of  the  river  was  adopted  in  1890,  the 
object  being  to  secure  a  channel  of  6  feet  depth  at  low  water,  by 
reiiioval  of  logs,  snags,  trees  and  bank  revetment,  and  construction  of 
locks  and  dams,  at  an  estimated  cost  of  $508,808.  The  entire  length 
of  this  section  is  191  miles. 

The  amount  expended  prior  to  June  30, 1893,  was  $68,783.14,  and 
resulted  in  the  removal  of  logs,  snags,  trees,  etc.,  from  this  entire 
section  of  the  river,  in  the  repair  of  jetties  at  Osage  and  Barneys 
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Shoals,  the  partial  removal  by  blasting  of  rock  shoals  at  Woods  Bluff, 
and  McGrews  and  Pearsons  shoals. 

The  amount  expended  during  the  fiscal  year  ending  June  30, 1894, 
was  $24,730.94,  and  consisted  in  the  removal  of  snags,  logs,  etc.,  that 
had  accamulated  since  the  previous  year's  work  over  37  miles  of  the 
river;  and  dredging  at  Rainwater  Bar  and  Barneys  Shoal,  repair  of 
jetties  and  construction  of  shore  protection. 

Amount  expended  to  June  30, 1894,  $91,964.01,  of  which  $1,550.07 
was*for  preservation  of  improvement  already  obtained. 

July  1,  1893,  balance  nnexpended $111,216.86 

June  30,  1894,  amount  expended  during  fiscal  year 24, 730. 94 

Jnly  1,  1894,  balance  unexpended 86,485.92 

Amount  appropriated  by  act  of  August  17,  1894 75,000.00 

Amount  available  for  fiscal  year  ending  June  30, 1895 161, 485. 92 

{Amount  (estimate<l)  required  for  completion  of  existing  project 253, 808. 00 
Amounttbatcanbeprofitably  expendedinfiscal  year  ending  June30, 1896  253, 808. 90 
Submitted  in  compliance  witb  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(c)  Tombigbee  River  from  Demopolis,  Ala,,  to  Columbus,  Miss. — The 
present  channel  has  a  minimum  depth  of  1  root. 

The  present  project  for  the  improvement  of  this  section  of  the  river, 
156  miles  in  length,  was  adopted  in  1890,  the  object  being  to  obtain  a 
channel  of  6  feet  depth  at  ordinary  low  water  by  removal  of  logs,  snags, 
etc.,  bank  revetment,  and  construction  of  locks  and  dams,  at  an  esti- 
mated cost  of  $779,400. 

The  amount  expended  up  to  June  30,  1893,  was  $25,575.28,  and 
resulted  in  the  preparation  of  a  working  plant  and  the  removal  of  logs, 
snags,  etc.,  for  nearly  the  whole  distance.  The  amount  expended  duriug 
the  fiscal  year  ending  June  30, 1894,  was  $8,618.19,  and  resulted  in 
clearing  the  remaining  distance,  and  the  removal  of  obstructions  that 
had  accumulated  since  the  work  of  the  previous  year  over  the  greater 
portion  of  this  section. 

July  1.  1893,  balance  unexpended $24,424.72 

June  SO,  18(^,  amouut  expended  during  tiseal  year 8, 618. 19 

July  1,  1894,  balance  unexpended 15, 806. 53 

Amount  appropriated  by  act  of  August  17,  1894 50, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 , 65, 806. 53 

{Amount  (estimated)  required  for  completion  of  existing  project 679, 400. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  une  30, 1896  250, 000. 00 
Submitted  in  conipliauce  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  net  of  March  3, 1893. 

(d)  Tombigbee  River  from  Fnlton  to  Columbus, — The  channel  before 
improvement  was  not  navigable  at  all,  except  during  high  water,  and 
navigation  was  practically  susx)ended  when  the  river  reached  12  feet 
above  low  water. 

The  project  for  the  improvement  of  this  section  of  the  river,  from  Ful- 
ton to  Columbus,  144  miles,  was  adopted  in  1873,  the  object  being  to  give  a 
good  high- water  channel  throughout  by  the  removal  of  snags,  logs,  and 
overhanging  trees,  at  a  cost  of  $35,000,  and  was  completed  in  1882,  at 
a  cost  of  $27,293.65. 

The  amount  expended  to  June  30, 1893,  was  $41,326.72,  and  resulted 
in  the  completion  of  the  improvement  and  partial  preservation  of  same. 
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The  amount  expended  daring  tlie  fiscal  year  ending  Jane  30, 1894 
was  $2,685.52,  in  preservation  of  the  improvement. 

July  1,  1893,  balance  unexpended $2,806.53 

June  30,  1894,  amount  expended  during  fiscal  year 2,685.52 

July  1,  1894,  balance  unexpended 121. 01 

Amount  appropriated  by  act  of  August  17,  1894 4,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 4, 121. 01 

f  Amount  (estimated)  reijuired  for  preservation  of  improvement 20, 000. 00 

J  Amountthat  can  be  profitably  expended  in  fiscal  year  ending  June30,1896    20, 000. 00 
]  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
I    harbor  acts  of  1«66  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(e)  Tomhighec  River  fn^m  Walkerg  Bridge  to  Fulton^  Miss. — The  chan- 
nel was  originally  only  navigable  for  small  rafts  during  high  water  and 
very  troublesome  then. 

The  present  project  for  the  improvement  of  this  section  of  the  river 
was  adopted  in  1888-,  the  object  beingto  obtain  a  good  channel  for  nav- 
igation during  high  water  by  the  removal  of  logs,  snags,  stumps,  aud 
cutting  overhanging  trees,  at  an  estimated  cost  of  911,000. 

The  amount  expended  to  June  30,  1893,  was  $9,870.69  and  resulted 
in  completion  of  the  project. 

The  amount  expended  during  the  fiscal  year  ending  June  30,  1894, 
was  $1,111.48,  and  resulted  in  the  removal  of  the  annual  accumulation 
of  snags,  logs,  and  trees,  in  preservation  of  improvement. 

The  total  amount  exi)ended  on  the  improvement  up  to  June  30, 1894, 
was  $10,982.07,  of  which  $3,390.96  was  in  preservation  of  improvement. 

July  1, 1893,  balance  unexpended $1,129.41 

June  30, 1894,  amount  expended  during  fiscal  year 1, 1 11. 48 

July  1, 1894^ balance  unexpended 17.98 

Amount  appropriated  by  act  of  August  17,  1894 1, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 1, 017. 93 

{Amount  T estimated)  required  for  preservation  of  improvement 2, 000. 00 
Amountthat  can  be  profitably  expended  in  fiscal  yearending  Juno30,l896      2, 000.  00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  186;;  and  1867  and  of  sandry  civil  aetof  March  3, 1893. 

(See  Appendix  Q  3.) 

4.  Noxubee  River,  Mississippi. — The  original  condition  of  the  river 
was  such  that  during  all  seasons  of  the  year  and  at  all  stages  of  water 
navigation,  except  by  small  flatboats,  was  practically  impossible.  The 
present  project  for  the  improvement  of  this  river  was  adoi^ted  in  1880, 
the  object  being  to  afford  a  channel  for  small  river  steamers  from  its 
mouth  up  to  Macon,  Miss.,  of  navigable  width  and  depth  when  the 
water  is  above  ordinary  low-water  stage. 

Tlie  amount  expended  up  to  the  close  of  the  fiscal  year  ending  June 
30, 1893,  was  $52,966.41,  and  resulted  in  completion  of  the  project. 

Tlie  amount  expended  during  the  fiscal  year  ending  June  30, 1894, 
was  $1,096.22,  and  was  used  in  removing  the  obstructions  that  have 
accumulated  since  the  comi>letion  of  the  project. 

July  1,  1893,  balance  unexpended $3,033.59 

June  30,  1894,  amount  cxpende<l  during  fiscal  year 1, 096, 22 

July  1,  1894,  balance  unexpended 1,937.37 

Amount  appropriated  by  act  of  August  17,  1894 3, 000. 00 

Amount  availablo  for  fiscal  year  ending  June  90,  1895 4, 937. 37 
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{Amount  (estimated)  reqaired  for  preservatiou  of  improvement $9, 000. 00 
Aniomit  that  cftn  "be  profitably  expended  in  fiscal  year  ending  Juno  30,1896      9, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acta  of  1866  and  1867  ai|d  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  Q  4.) 

5.  Pascagoula  River^  Mississippi, — The  channel  over  the  bar  before 
the  improvement  commenced  had  a  least  depth  of  3  feet.  This  was 
increaseil  to  7^  feet,  with  a  width  of  180  feet,  by  dredging  from  1878  to 
1880,  at  a  cost  of  abont  942,500.  From  the  light-house  near  the  month 
of  the  river  to  its  head  there  was  a  navigable  channel  obtained  by  the 
removal  of  snags  and  overhanging  trees  from  1881  to  1884,  inclusive, 
at  a  cost  of  about  $15,000. 

The  present  project  for  the  improvement  of  this  river  was  adopted 
in  1886,  the  object  being  to  afford  a  channel  of  navigable  width  and 
minimum  depth  of  12  feet  at  mean  low  water  from  Moss  Point  down  to 
the  anchorage  in  the  sound,  and  to  maintain  the  river  above  Moss 
Point  in  its  improved  condition,  at  an  estimated  cost  of  $78,100  for  the 
channel  from  Moss  Point  down,  and  $2,500  annually  for  preservation 
of  improvement  above  Moss  Point. 

The  amount  expended  to  June  30, 1893,  was  $91,221.33,  and  i-esulted 
in  the  completion  of  more  than  three-fifths  of  the  work  needed  to  com- 
plete the  project  from  Moss  Point  down  to  the  anchorage  in  the  sound. 

Tlie  officer  in  charge  reports  that  it  has  been  necessary  to  increase 
the  estimate  for  completion  of  this  work,  owing  to  the  hardness  of 
a  XK>rtion  of  the  material  to  be  dredged  and  smallness  of  the  appropri- 
ations. 

The  amount  expended  during  the  fiscal  year  ending  June  30, 1894, 
was  $745.07,  and  resulted  in  the  improvement  of  32  miles  of  river, 
from  Carters  Landing  to  Wilkinsons  Ferry,  in  preservation  of  the 
improvement. 

Total  amount  expended  on  the  improvement  up  to  June  30, 1894, 
was  $91,906.40,  of  which  $5,821.79  was  in  preservation  of  the  improve- 
ment. 

July  1,  1893,  balance  unexpended ^ $778.67 

Juno  30,  1894,  amount  expended  during  fiscal  year 745. 07 

Jnly  1,  1894,  balance  unexpended 33.60 

Amount  appropriated  by  act  of  August  17,  1894 13, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 13, 033. 60 

Amount  (estimated)  required  for  completion  of  existing  project 36, 000. 00 

Amount  (estimated)  required  for  preservation  of  improvement  above 

Moss  Point 22,500.00 

Amount  that  can  beprofitabl^  expended  in  fiscal  year  ending  June  30, 1896  58, 500. 00 
Submitted  in  complianee  with  requirements  of  sections  2  of  river  and 

harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  Q  6.) 

6.  Chiclcasahay  River y  Mississippi, — At  the  time  of  the  adoption  of  the 
present  project  the  channel  was  only  navigable  for  small  rafts  during 
high  water,  and  was  difficult  and  troublesome  for  them.  The  minimum 
width  of  the  channel  is  50  feet,  and  the  minimum  depth  0.5  foot  at 
extreme  low  water.  The  project  for  the  improvement  of  this  river  was 
adopted  in  1890,  the  object  being  to  obtain  a  good  high- water  channel 
from  the  mouth  up  to  the  railroad  bridge  near  Shubuta  by  the  removal 
of  snags,  logs,  and  overhanging  trees,  etc.,  at  an  estimated  cost  of 
$30,000. 
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The  amount  expended  to  June  30, 1893,  was  $6,446.46,  and  resulted 
in  partial  improvement  of  river  from  the  mouth  up  to  Waynesboro. 

The  amount  expended  during  the  fiscal  year  ending  June  30, 1894, 
resulted  in  the  complete  improvement  of  the  river  from  the  mouth  up 
to  Crawfords  Landing,  a  distance  of  22|  miles. 

July  1,  1893,  balance  nuexpended $3, 553  54 

June  30^  1894,  amount  expended  during  fiscal  year 3, 513. 25 

July  1,  1894,  balance  unexpended -    40. 29 

Amount  appropriated  by  act  of  August  17,  1894 5, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 5, 040. 29 


r  Amount  (estimated)  required  for  completion  of  existing  project 15, 000. 00 

1  Amount  that  can  be  i)rofitably  expended  in  fiscal  vear  ending  June  30,  l'*96    15, 000. 00 
I  Submitted  iu  compliance  with  requirements  of  sections  2  of  river  and 
I     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  Q  6.) 

7.  Leaf  River,  Mississi^i. — At  the  time  of  the  adoption  of  the  present 
project  the  river  was  not  navigable  on  account  of  snags,  logs,  and  over- 
hanging trees. 

The  minimum  width  of  the  river  channel  is  100  feet,  and  the  minimum 
depth  2.5  feet. 

The  project  for  the  improvement  of  this  river  was  adopted  in  1890, 
the  object  being  to  obtain  a  high-water  channel  from  the  mouth  to  the 
mouth  of  Bowie  Creek,  a  distance  of  75  miles,  by  the  removal  of  snags, 
logs,  and  overhanging  trees,  at  an  estimated  cost  of  $25,000. 

The  amount  expended  to  June  30, 1893,  was  $5,125.78,  and  resulted 
in  giving  a  partially  improved  channel  from  Hattiesburg  to  Augusta, 
Miss.,  a  distance  of  40  miles,  and  a  fully  improved  channel  from  the 
mouth  up,  15  miles. 

The  amount  expended  during  the  fiscal  year  ending  June  30,  1894, 
was  $4,083.61,  and  resulted  in  giving  a  fully  improved  channel  for  45 
miles. 

Total  amount  expended  on  the  improvement  up  to  June  30,  1894, 
$9,209.39,  of  which  $2,617.27  was  in  preservation  of  improvement. 

July  1 ,  1893,  balance  unexpended ^ $4, 874. 22 

June  30;  1894,  amount  expended  during  fiscal  year 4, 083. 61 

July  1,  1894,  balance  unexpended 790. 61 

Amount  appropriated  by  act  of  August  17,  1894 2,500.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 3, 290. 61 

'  Amount  (estimated)  required  for  completion  of  existing  project 12, 500. 00 

Amount  required  for  preservation  of  improvement 1, 500. 00 

Amouuttbatcan  be  profitably  expendedin  fiscal  year  ending  June  30,1896    14, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  Q  7.) 

8.  Harbor  at  Biloxij  Miss, — The  original  condition  of  the  channel  was 
snch  as  to  allow  vessels  of  4  feet  draft  to  enter  the  harbor  at  low  water. 

The  present  project  for  the  improvement  of  this  harbor  was  adopted 
in  1882,  the  object  being  to  afford  a  channel  of  entrance  from  Missis- 
sippi Sound  to  the  wharves  of  Biloxi,  of  navigable  width  and  8  feet 
deep,  at  an  estimated  cost  of  $55,000. 

The  amount  expended  to  June  30, 1893,  was  $36,411.84,  and  resulted 
in  dredging  a  channel  9  feet  deep  at  mean  low  water  and  120  feet  wide 
throughout  and  completion  of  the  project. 
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Dnring  the  fiscal  year  ending  June  30, 1894,  $7,912.31  was  expended 
and  resisted  in  giviug  a  channel  160  feet  wide  and  9  feet  deep. 

Aboat  $8,000  every  four  or  five  years  will  be  ample  for  preservation 
of  the  improvement. 

Jnly  1, 1893,  balance  unexpended $8, 624. 16 

June  30, 1884,  auioant  expended  during  fiscal  year 7, 912. 31 

July  1, 1894,  balance  unexpended 711. 85 

(See  Appendix  Q  8.; 

9.  Pean  River  below  Jackson^  Miss. — ^The  original  condition  of  this 
portion  of  the  river  was  such  as  to  allow  navigation  only  during  high 
water  and  then  it  was  difficult  and  dangerous.  The  minimum  width 
of  the  stream  was  190  feet,  except  through  Holmes  Bayou,  which  was 
only  C>5  feet  wide.  The  minimum  width  of  the  channel  was  65  feet. 
The  minimum  depth  of  the  channel  at  low  water  was  IJ  feet. 

The  original  project  for  the  improvement  was  adopted  in  1880,  the 
object  being  to  obtain  a  5-foot  channel  at  low  water  at  an  estimated 
cost  of  $95,940.  This  depth  was  found  impracticable  and  the  project 
was  therefore  modified  in  1885  so  as  to  reduce  the  depth  to  2  feet  and 
increase  the  estimate  $50,000. 

The  amount  expended  on  the  work  up  to  June  30,  1893,  was 
$120,164.56. 

The  condition  of  this  section  of  the  river  on  June  30,  1893,  was 
such  as  to  allow  light-draft  boats  to  navigate  from  the  mouth,  at  the 
Bigolets,  Louisiana,  to  Wheals  Fields,  Miss.,  106  miles,  all  the  year; 
from  Wheats  Fields  to  0^'lumbia,  Miss.,  50  miles,  on  a  6-foot  rise,  and 
from  Columbia,  Miss.,  to  Jackson,  Miss.,  169  miles,  on  a  7-foot  rise, 
and  then  it  is  dangerous. 

The  amount  expended  during  the  fiscal  year  ending  June  30,  1894, 
was  $4,362.88,  and  resulted  in  allowing  light-draft  boats  to  navigate 
from  the  mouth  to  Wheats  Fields,  106  miles,  all  the  year,  completing 
that  portion  according  to  project. 

From  Wheats  Fields  to  Jackson,  209  miles,  the  river  has  only  been 
partially  improved. 

The  amount  expended  on  the-improvement  up  to  June  30, 1894,  was 
$124,527.44,  of  wtich  $21,457.11  was  in  preservation  of  improvement. 

July  1,  1893,  balance  unexpended $22,960.44 

June  90, 1894,  amount  expended  dnring  fiscal  year 4, 362. 88 

July  1, 1894,  balance  unexpended 18, 597. 56 

Amount  appropriated  by  act  of  August  17, 1894 5,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 23, 597. 56 

{Amount  (estimated)  required  for  completion  of  existing  project 15, 000. 00 
Amount  that  can  be  profitably  expendedinfiscalyear  ending  June  30,1896    15, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  Q  9.) 

10,  Pearl  River ^  between  Carthdge  and  Jackson,  Miss. — The  original 
condition  of  this  part  of  the  river  was  such  as  to  make  navigation 
almost  impossible  except  at  high  water. 

The  minimum  width  of  the  river  was  100  feet;  the  minimum  width 
of  the  channel  was  40  feet. 

The  original  project  was  to  afford  a  clear  channel  of  navigable  width 
5  feet  deep  at  low  water,  from  Jackson  to  Carthage,  105  miles,  at  an 
eetimated  cost  of  $21,000. 
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In  1880  the  project  was  changed  so  as  to  reduce  the  depth  to  be 
obtained  to  2  feet,  and  the  estimate  of  cost  was  increased  $29,000. 

The  amount  expended  on  this  work  up  to  the  close  of  the  fiscal  year 
ending  June  30, 1893,  was  $26,252.49,  and  resulted  in  completion  of  the 
project. 

The  condition  of  the  improvement  on  June  30,  1893,  was  such  as  to 
allow  light-draft  boats  to  navigate  safely  on  a  3-foot  stage  above  low 
water,  from  Jackson  to  Carthage. 

The  amount  expended  during  the  fiscal  year  ending  June  30, 1894, 
was  $3,489.43,  in  preservation  of  the  improvement.  ^ 

There  is  a  large  reduction  and  saving  in  freights  and  insurance 
rates. 

July  1, 1893,  balanco  uuexpended $4,997.51 

June  30,1894,  amount  expended  during  fiscal  year 3, 489.43 

July  1, 1894,  balance  unexpended 1, 508. 08 

Amount  appropriated  by  act  of  August  17, 1894 2,400.00 

Amount  available  for  fiscal  year  ending  Juno  30, 1895 3, 908. 08 

{Amount  (estimated)  required  for  preservation  of  improvement 4, 800. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June30, 1896      4, 800. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  Q  10.) 

11.  Pearl  River ^  between  Edinhurg  and  Carthage^  Miss. — The  original 
condition  of  this  portion  of  the  river  was  such  that  navigation  at  low 
water  was  impossible,  and  even  during  high  water  it  was  difficult  and 
dangerous. 

The  minimum  width  of  the  channel  was  20  feet;  the  minimum  depth 
at  low  water  was  8  inches. 

The  project  for  the  improvement,  adopted  in  1884,  was  to  afford  a 
higli-water  channel  from  Edinburg  to  Carthage,  a  distance  of  24^  miles 
for  six  or  eight  months  of  the  year,  at  an  estimated  cost  of  $13,464.00. 

Tlie  amount  expended  on  this  work  up  to  June  30, 1893,  was  $14,727.50, 
and  iesulted  in  completion  of  the  improvement. 

Tlie  condition  of  this  part  of  the  river,  June  30, 1893,  was  such  as 
to  allow  light  draft  boats  to  navigate  with  comparative  safety  from 
Edinburg  to  Carthage  on  a  4-foot  rise  above  ordinary  low  water. 

Tlie  amount  expended  during  the  fiscal  year  ending  June  30, 1894, 
was  $13.70. 

Total  amount  expended  on  the  improvement  up  to  June  30, 1894, 
$14,741.35,  of  which  $4,078.86  was  in  preservation  of  improvement. 

July  1,  1893,  balance  iinexpended $522.41 

Juiic  30,  1894,  aiuonnt  expended  during  fiscal  year 13. 76 

July  1,  1894,  balance  unexpended 508.65 

Amount  appropriated  by  act  of  August  17, 1894 500. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 1, 008. 65 

{Amount  (estimated)  required  for  preservation  of  improvement 1, 000. 00 
Aniounttbatcanbeprofitably  expended  in  fiscal  year  cndini?  June  30, 1896      1, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  ^  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  Q  11.) 

12.  Bogue  ChittOj  Louisiana. — The  channel  at  present  is  not  navigable 
at  ordinary  low  water,  it  being  obstructed  by  snags,  logs,  fish  traps,  etc 
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The  miiiiuium  width  of  the  stream  is  120  feet  and  that  of  the  channel 
SO  feet;  the  minimum  depth  is  3  feet. 

The  project  for  the  improvement  of  this  river  was  adopted  in  1890, 
the  object  being  to  obtain  a  3-foot  channel  daring  the  greater  part  of 
the  year  by  the  removal  of  logs,  snags,  fish  traps,  etc.,  from  the  mouth 
up  to  Alford's  bridge,  at  an  estimated  cost  of  $55,000, 

The  air.ount  expended  during  the  fiscal  year  ending  June  30, 1893, 
was  $2,072.40,  and  was  .applied  to  preparation  of  plant  for  the  work. 

The  amount  exiiended  during  the  fiscal  year  ending  June  30, 1894, 
was  $4,551.80,  and  resulted  in  the  improvement  of  18  miles  of  river 
from  the  mouth  up,  according  to  the  project. 

July  1,  1893,  balance  unexpended $6,927.60 

J  une  30,  1894,  amount  expended  during  fiscal  year 4, 551. 80 

July  1,  1894,  balance  unexpended 2,375.80 

Amount  appropriated  by  act  of  August  17,  1894 • 5,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 7, 375. 80 

{Araonnt  (estimated)  required  for  oompletion  of  existing  project •    40,  00(K  06 
Amount  that  can  be  urofitably  expended  in  fiscal  year  ending  June 30,1896    20, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Api)endix  Q  12.) 

13,  Renwviufi  sunken  vessels  or  craft  obstructing  or  endangering  navi- 
gation.— April  22,  1893,  au  allotment  was  made  from  the  permanent 
indefinite  appropriation  provided  for  by  section  4  of  the  river  and 
harbor  act  of  June  14, 1880,  for  the  removal  of  the  wreck  of  a  sunken 
dry  dock  in  Mobile  River,  Alabama. 

The  amount  expended  during  the  fiscal  year  ending  June  30, 1894, 
was  $615.57,  for  inspection  of  contract  work. 

Contract  was  made  with  W.  H.  Brown  for  this  work  for  $2,500. 

The  contractor  has  abandoned  the  work  ^thout  completing,  having 
removed  arches,  machinery,  top  and  greater  portion  of  sides  and  ends, 
leaving  ballast,  entire  bottom,  part  of  sides  and  ends  to  be  removed. 

(Scje  Appendix  Q  13.) 

INSPECTION    OF    TUE    IMPROVEMENT    OF    THE    SOUTH    PASS    OF  THE 

MISSISSIPPI  MVEK. 

The  act  of  Congress  of  March  3, 1875,  amended  by  acts  of  June  19, 
1878,  and  March  3, 1879,  made  provision  for  the  construction,  by  James 
B.  Eads  or  his  represciitsitives,  of  jetties  and  other  works  in  the  South 
Pass  of  the  Mississippi  River,  to  secure  and  maintain  a  channel  through 
the  pass  20  feet  de«p,  and  through  the  jetties  2G  feet  deep  and  200  feet 
wide  at  bottom,  with  a  central  depth  oi  30  feet;  an  annual  payment  of 
$100,000  was  provided  for  the  maintenance  of  such  a  channel  for  twenty 
years  after  first  obtaf\iing  it  by  the  works  built.  The  required  chan- 
nels were  secured  in  July,  1879. 

The  object  of  the  examinations  and  surveys  of  the  South  Pa«8,  the 
expenses  of  which  are  now  provided  for  by  the  permanent  indefinite 
appropriation  made  by  act  of  August  11, 1888,  is  to  determine  if  the 
channel  is  maintained  {is  required  by  law,  and  to  enable  the  inspecting 
officer  to  issue  the  certificates  required  for  the  quarterly  payments. 
The  officer  in  charge  of  these  surveys  is  Maj.  James  B.  Quinn,  Corps 
of  Engineers,  whose  annual  report  thereon  and  on  work  done  during 
the  year  is  submitted  as  Apxiendix  li; 
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JMv  1,  1893,  balance  unexpended .* $1,852.37 

Amonnt  allotted  for  fiscal  year  1893-^94  under  act  of  August  11, 1888 10, 000. 00 

11,852.37 
.1  line  30,  1894,  amount  expended  during  fiscal  year 10,  G99. 40 

July  1,  1894,  balance  unexpended 1, 152. 97 

.J  uly  1, 1894,  outstanding  liabilities T8. 41 

.Julvl,  1894,  balance  available 1,074.56 

Amount  allotted  for  fiscal  year  1894-'95  under  act  of  August  11,  1888 ....     10, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 11, 074. 56 

(See  Appendix  E.) 

IMPROVEMENT   OF  RIVERS   AND   HARBORS  IN    SOUTHERN   LOUISIANA 
AND  EASTERN  TEXAS. 

This  district  was  in  the  charge  of  Maj.  James  B.  Quinn,  Corps  of 
Engineers;  Division  Engineer,  Col.  C.  B.  Comstock,  Corps  of  Engineers. 

1.  Chefuncte  iTchefuncte)  River  and  Bogue  Falia^  Louisiana, — Pre- 
vious to  improvement  these  streams  were  obstructed  by  snags,  logs, 
and  overhan^ng  trees.  The  bar  at  the  mouth  of  the  river  had  a  depth 
of  water  of  about  4^  feet  at  the  lowest  stage. 

The  project  for  the  improvement  of  the  river  was  adopted  in  1880, 
and  contemplated  the  removal  of  obstructions  in  the  channel  and  the 
dredging  of  the  bar  at  its  mouth,  and  was  modified  in  1884  so  as  to 
provide  for  the  building  of  a  breakwater  su'toss  the  bar. 

With  the  first  two  appropriations  of  $1,500  each,  made  in  1881  and 
1882,  the  obstructions  were  removed  below  Covington,  and  part  of  the 
unexpended  balance  was  used  for  constructing  820  feet  of  the  break- 
water, but  the  bar  at^the  mouth  was  not  dredged,  as  it  would  be  likely 
to  re-form. 

To  prevent  this  or  retard  its  reformation  the  officer  in  charge  in 
1884  recommended  building  a  breakwater  extending  2,500  feet  into  the 
lake  and  then  dredging  a  channel  through  the  bar. 

The  original  estimated  cost  of  the  improvement  was  $5,460,  but  this 
did  not  provide  for  building  the  breakwater. 

*  Under  the  appropriation  of  $2,500  made  in  1886,  channels  5  feet  in 
depth  and  30  to  (K)  feet  wide  were  cut  through  the  bars  on  the  Bogue 
Falia  between  Old  Landing  and  Covington,  giving  better  navigation 
for  schooners  to  and  from  Covington. 

Under  the  appropriation  of  $1,000  made  in  1890,  work  was  com- 
menced in  October,  1891,  with  the  Government  snagging  plant  and 
hired  labor. 

The  river  was  cleared  of  logs,  snags,  impending  trees,  and  other 
obstructions  from  Madisonville  to  Old  Landing,  and  from  the  latter 
place  to  Covington,  on  the  Bogue  Falia,  as  far  as  the  available  funds 
would  permit.  Work  was  discontinued  November  30, 1891,  and  the 
plant  laid  up  at  Madisonville. 

The  total  amount  expended  on  these  streams  to  June  30, 1893,  was 
$6,758.74.  The  river  was  then  navigable  for  steamers  drawing  5  feet 
to  Old  Landing,  about  12  miles  above  its  mouth,  and  then  for  the 
lighter-draft  schooners  to  Covington,  about  2  miles  farther  up  on  the 
Bogue  Falia.  The  bar  at  the  mouth  of  the  river  has  a  depth  of  about 
6  feet  at  low  water. 

No  work  was  done  during  the  year  just  closed,  beyond  care  of  the 
plant. 

The  amount  expended  during  the  year  just  closed  was  $206.65. 
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July  1,  1893,  balance  unexpended $741.26 

June  90,  1894^  amount  expended  during  fiscal  year 206.65 

July  1, 1894,  balance  unexpended 534. 61 

Ajuouut  appropriated  by  act  of  August  17,  1894 1,000.00 

Amount  ayailable  for  fiscal  year  ending  June  30,  1895 1, 534. 61 

( Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896      1, 000. 00 

<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1^3. 

(Bee  Appendix  8  1.) 

2.  Tickfaw  River  and  its  tributaries^  Louisiana, — When  the  project 
for  improvemeut  was  adopted  the  Tickfaw  Kiver  and  its  navigable 
branches  were  obstructed  by  snags,  sunken  logs,  and  trees. 

Congress  authorized  an  examination  of  this  river  in  1879.  A  project 
was  submitted  in  1881  to  clean  out  the  river  and  its  principal  tribu- 
taries, tlie  Natalbany,  Blood,  and  Pontchatoula  rivers,  by  removing 
the  obstructions,  at  an  estimated  cost  of  $10,230. 

To  June  30, 1891,  the  appropriations  made  by  Congress  in  1881, 1882, 
1886,  and  1888,  aggregating  $7,000,  had  been  expended.  Twenty  miles 
of  the  Tickfaw,  and  the  Natalbany  to  Springfield,  the  head  of  naviga- 
tion, had  been  improved.  Work  was  also  done  on  the  Pontchatoula  as 
far  as  it  was  thought  advisable,  and  the  Blood  Eiver  had  been  cleaned 
out  as  far  as  navigable. 

Under  the  appropriation  of  $1,000  made  September  19, 1890,  work 
of  removing  the  obstructions  that  had  re-formed  since  1889  was  com- 
menced September  14,  1891,  with  hired  labor  and  the  use  of  the  Gov- 
ernment snagging  plant,  which  had  but  recently  finished  work  on  the 
Amite  River.    Operations  were  discontinued  in  October  of  that  year. 

Snags,  overhanging  trees,  and  logs  were  removed  from  the  Tickfaw, 
Natalbany,  and  Blocxl  rivers,  the  latter  being  cleared  to  the  head  of 
navigation.  The»extent  of  channels  improved  on  the  three  rivers  was 
about  39  miles. 

To  the  close  of  the  year  ending  June  30, 1893,  there  had  been  expended 
on  these  streams  the  sum  of  $8,796.30. 

The  work  done  has  resulted  in  a  very  material  increase  in  the  com- 
merce of  the  river.  Most  of  the  shipments  are  made  direct  to  New 
Orleans. 

Under  the  appropriation  of  July  13, 1892,  work  was  commenced  at 
the  mouth  of  the  river  on  December  20, 1892.  The  result  of  opera- 
tions during  that  fiscal  year  was  the  improvement  of  about  30  miles  of 
channel  by  removing  obstructions. 

No  work  has  been  done  during  the  past  year  beyond  care  of  the 
plant.    The  amount  expended  during  the  year  just  closed  was  $30. 

Obstructions  will  continue  to  form  in  all  these  streams,  and  the 
improvement,  therefore,  is  not  pennanent.  It  is  estimated  that  $1,000 
will  be  required  annually  to  keep  the  channels  in  good  condition. 

July  1,  1893,  balance  unexpended $203. 70 

June  30,  1894;  amount  expended  during  fiscal  year 30.00 

Jnly  1,  1894,  balance  unexpended 173. 70 

Amount  appropriated  by  act  of  August  17, 1894 1,000.00 

Amount  arailable  for  fiscal  year  ending  June  30, 1895 1, 173. 70 

(  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  39,1896     1, 000. 00 

<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 

(See  Appendix  8  2.) 
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5.  Amite  River  and  Bayou  ManchaCj  Louisiana. — Before  improTement 
was  commenced  the  Amite  River  and  Bayou  Manchac,  its  principal 
tributary,  were  navigable  by  the  ordinary  river  steamboat  below  and 
for  a  short  distance  above  their  x>oint  of  jonctioD,  bnt  the  navigation 
was  very  much  impeded  and  endangered  by  snags,  stumps,  impending 
trees,  etc. 

In  1880  a  project  was  adopted  for  the  improvement  of  the  AmiteEiver, 
providing  for  a  low-water  channel  5  feet  in  depth  as  far  up  stream  as 
ai>propriations  would  i)ermit,  the  main  jmrt  of  the  work  to  be  done  above 
the  mouth  of  the  Bayou  Manchac.  An  effort  was  made  to  do  the  work 
by  contract,  but  the  results  were  unsatisfactory,  and  in  1883  the  original 
project  was  modified  so  as  to  permit  the  use  of  the  Government  plant 
and  hired  labor,  the  improvement  to  be  made  below  the  mouth' of  the 
Bayou  Manchac 

Under  the  appropriation  of  September  19, 1800,  the  work  of  improve- 
ment was  continued  from  July  1  to  August  29, 1891,  with  the  Govern- 
ment snagging  plant.  Obstructions  were  removed  from  the  bayou 
between  its  mouth  and  Hope  Yilla,  and  from  the  river  between"  its 
mouth  and  the  junction  with  Bayou  Manchac.  The  extent  of  channel 
improved  during  this  time  was  about  13  miles. 

July  13, 1892,  an  appropriation  of  $2,500  was  made  for  maintenance, 
$1,000  of  which  WHB  to  be  used  to  construct  a  turning  basin  for  boats  at 
or  near  the  mouth  of  Wards  Creek,  on  Bayou  Manchac. 

As  tliis  sum,  $1,000,  was  not  deemed  sufficient  for  dredging  out  a 
turning  basin,  it  has  been  held  for  further  increase. 

After  thoroughly  repairing  the  snagging  plant  used  on  this  improve- 
ment, work  was  commenced  November  17, 1892,  with  the  remainder  of 
the  appropriation,  at  Wards  Creek,  on  Bayou  Manchac,  and  was eairied 
on  to  Port  Vincent,  on  the  Amite  Eiver,  removing  the  most  dangerous 
obstructions,  and  resulting  in  improving  about  20  miles  of  cli^nnel, 
giving  much  relief  to  the  navigation  of  the  river  and  bayou.  Operations 
were  discontinued  on  December  15  following. 

To  June  30,  1893,  the  sum  of  $25,044  had  been  expe&ded  on  tlie 
improvement  of  these  streams.  At  that  date  vessels  drawing  5  feet  of 
water  could  navigate  the  bayou  from  its  mouth  to  Wards  Creek,  on  the 
Bayou  Manchac,  and  the  river  was  navigable  for  vessel^  of  like  draft 
from  the  mouth  to  its  junction  with  the  Bayou  Manchac.  Navigation 
is,  however,  somewhat  hampered  by  obstructions  which  have  formed 
since  operations  ceased  in  December,  1892. 

No  work  has  been  done  during  the  past  year. 

The  amount  expended  duriug  the  year  ending  June  30,1894,  was  $45. 

Owing  to  the  caving  of  the  banks  of  these  streams,  the  permanent 
improvement  is  hardly  possible,  and  about  $2,500  will  be  required  annu- 
ally to  keep  them  free  of  obstructions. 

An  appropriation  of  $2,000  is  required,  in  addition  to  the  $1,000  now 
available,  for  dredging  a  turning  basin  for  boats  at  or  near  the  mouth 
of  Wards  Creek,  on  the  Bayou  Manchac. 

July  1,1893,  balance  unexpended $1,256.00 

Juno  30,  1894,  amonnt  expended  during  flscal  year 45. 00 

July  1,  1894,  balance  unexpended 1,211.00 

Amount  apptopriatcd  by  act  of  August  17,  1894 2, 500. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 3, 711. 00 

(  Amount  that  can  bo  profitably  ezpendedinfiscalyear  ending  June  30, 1896      4, 500. 00 
<  Submitted  in  corapUance  -^vitb  requirements  of  sections  2  of  rWer  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893, 

(See  Appendix  S  3.) 

Digitized  by  VjOOQIC 


MirEB  AXfD   HAUBOB  IXP1SOVZ»ENTB.  223 

4.  Ikufou  Lafourche,  Louisiana. — Prior  to  1870  the  navigatioiL  of  the 
Bayou  Lafourche  was  very  much  obstructed  by  snags,  logs,  raft  heaps, 
impeoding  trees,  and  wrecks. 

In  1879  a  project  was  approved  for  the  removal  of  these  obstructions, 
and  work  under  this  project  was  carried  on  until  1885, 

In  1888  Congress  appropriated  $50,000  for  the  improvement  of  the 
bayou  on  the  plan  of  Lieutenant  Crosby,  Corps  of  Engineers,  dated  June 
11, 1880,  and  provided  for  dredging  for  the  immediate  relief  of  low- water 
navigatioii. 

Lieutenant  Crosby's  project  was  for  a  lock  at  the  head  of  the  bayou, 
connecting  it  with  the  Mississippi  Eiver,  and  subsequent  dredging  of  the 
bayou  channel  to  a  width  of  75  feet^  witb  a  depth  of  5  feet  at  mean  low 
water  of  the  gulf.  The  estimated  cost  was  $450,000,  with  an  annual 
expenditure  of  $8,000  for  operation  and  maintenance. 

The  act  of 'September  1^,  1890,  appropriated  $50,000  for  this  strean^, 
aod  also  provided  for  immediate  dredging  to  secure  low-water  naviga- 
tiou.  July  13,  1892,  an  appropriation  of  $50,000  was  made  for  continu- 
ing improvement  and  removing  obstructions. 

Under  the  provision  of  the  act  of  August  11, 1888,  dredging  was 
oomfflenced  at  the  bead  of  the  bayou,  and  has  been  continued  since  at 
intervals.  There  bad  been  expended  on  the  improvement  of  this  stream 
to  Junci  30, 1893,  the  sum  of  $105,334.53,  witb  considerable  benefit  to 
the  low-water  navigation.  At  that  time  flatboat  navigation  was 
rendered  practicable  during  low  water  throughout  the  bayou. 

UiK>n  tbe  subsidence  of  the  high  water  in  1893  dredging  operations 
were  resumed  on  September  6,  and  continued  until  high  water  again 
cansed  a  suspension  of  the  work  on  March  1, 1894.  During  this  time 
dredging  was  done  on  that  iwrtion  of  the  bayou  between  Donaldson- 
ville  and  a  point  2  miles  above  Lockport,and  numerous  snags,  logs, 
stumps,  and  wrecks  were  removed  from  the  channel,  enabling  planters 
to  float  their  crops  and  merchandise  during  the  entire  period. 

The  amount  exx)ended  on  this  work  during  the  fiscal  year  ending 
Jane  30,  1894,  was  $14,645.10. 

Dredging  here  is  a  very  unsatisfactory  method  of  improvement,  as 
much  of  the  work  has  to  be  gone  over  again  after  the  subsidence  of  the 
flood  in  tbe  Mississippi  Kiver.  If  the  lock  were  constructed  whatever 
dredginjr  was  thereafter  done  would  be  practically  permanent,  and  the 
certainty  and  safety  of  the  navigation  of  the  bayou  assured. 

J«]y  1, 1893,  balanoo  vneKpended $74,605.47 

Jnoo30, 18d4,  amoiiut  expended  iliiring  fiscal  year 14,645, 10 

July  1, 1894,  balance  unexpended 60,020.37 

Amoant  appropriated  by  act  of  Angast  17, 1894 40,000.00 

Amoun  t  available  for  fiscal  year  ending  June  30, 1895 100, 020. 37 

{Amonnt  (eetimated)  roqaired  fmr  completion  of  cxietlng  iiroject 310, 000. 00 
Ampuntiiuit  caa  be  firofitably  expended  infifieal  yeareuding  June  30, 1896  100, 000. 00 
Submitted  in  compliaAce  with  i-equiremeots  of  sections  2  of  river  and 
harbor  acte  of  1866  and  1867  and  of  sundry  civil  net  of  March  3, 1893. 

(See  Appendix  S  4.) 

5.  Bayou  TtrrthonnCj  Louisiana, — When  work  vas  commenced  in 
1880,  Bayou  Terrebonne  was  little  better  than  a  drainage  ditch,  being 
about  11  feet  wide  when  dredging  began. 

The  project  called  for  the  dredging  of  a  cbannel  4  feet  deep  at  mean 
low  water  of  the  gulf  to  Houma.  The  cost  of  the  improvement  of  this 
bayou  was  estimated  at  $38,806.    The  eomxdetion  of  the  work  to  Houma 
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as  projectea  cost  $35,808,  enabling  planters  to  ship  tlieir  merchandise 
to  llouraa,  or  else  to  New  Orleans,  by  connecting  bayous  and  canals. 

The  dredge  belonging  to  this  appropriation  having  suffered  exten- 
sively from  decay,  was  put  in  good  repair,  exhausting  the  money  avail- 
able for  this  improvement. 

The  channel  dredged  by  the  United  States  has  stood  very  well,  but 
will  probably  require  some  attention  in  the  near  future  to  keep  it  in  good 
condition. 

The  amount  expended  during  the  year  ending  June  30.  1894,  was 
«1,755.26. 

July  1, 1893,  balance  unexpended $2, 992. 00 

Jnne  30, 1894,  amount  expended  during  fiscal  year 1, 755. 26 

July  1, 1894,  balance  unexpended 1, 236. 74 

July  1, 1894, outstanding  liabilities 1,079.34 

July  1, 1894,  balance  available $157. 40 

(See  Api)endix  S  5.) 

6,  Bayou  Plaqtiemine,  Grand  River ^  and  Pigeon  Bayous^  Louisiana, — 
The  work  of  securing  the  mouth  of  Plaquemine  Bayou  from  further 
caving  is  under  the  charge  of  Capt.  John  Millis,  Corps  of  Engineers, 
whose  annual  report  thereon  is  submitted  as  Appendix  T.  A  summary 
of  the  work  done  under  his  direction  is  given  below,  page  232. 

Previous  to  the  closing  of  the  mouth  of  Bayou  Plaquemine  by  a  dam, 
in  1867  or  1868,  the  Largest  steamboat  passed  through  it  into  Grand 
Lake  and  the  numerous  water  routes  connected  with  it. 

In  1885  a  project  was  proposed  for  reestablishing  thi^  water  route  by 
building  a  lock  at  the  hetid  of  the  bayou  and  dredging  out  the  channel 
below.  In  1888  $100,000  was  appropriated  for  improving  the  bayou 
and  protecting  the  bank  at  its  mouth  from  caving;  $75,000  of  this  sum 
was  allotted  to  bank  protection  at  the  mouth ;  the  remainder  has  been 
devoted  to  dredging  out  the  bayou,  so  as  to  give  a  channel  60  feet  wide 
and  6  feet  deep  at  mean  low-water  level  of  the  gulf. 

This  dredging  progressed  until,  at  the  end  of  June,  1891,  it  had  nearly 
reached  the  railroad  bridge.  The  cut  was  about  5  miles  long  and  30 
feet  wide,  and  $16,948.31  had  been  expended  on  this  work  at  that  time. 

During  the  following  fiscal  year  the  dredging  was  continued  until 
the  bridge  was  reached,  and  since  the  draw  in  this  bridge  had  not  been 
completed  the  dredge  turned  back  and  widened  the  cut  to  60  feet  for  a 
distance  of  about  one-half  mile  from  the  bridge.  The  amount  expended 
on  this  work  during  the  year  ending  June  30,  1802,  was  $5,846.41. 

The  proposed  channel  is  incomplete  and,  until  the  lock  at  the  head 
of  the  bayou  is  built,  of  but  little  service  to  navigation  and  liable  to 
deteriorate. 

In  1890  $100,000  was  appropriated  for  continuing  the  improvement. 
Of  this  sum  $60,000  was  allotted  for  bank  protecti<m  at  the  mouth.  A 
project  for  the  expenditure  of  the  remainder  by  commencing  work  upon 
the  lock  was  presented,  but  as  the  lock  proposed  by  a  Board  of  Engi- 
neer Officers  was  estimated  to  cost  $700,000,  the  sum  available  was 
held  for  increase  by  further  appropriation  by  Congress. 

The  total  expended  on  this  improvement  to  June  30,  1893,  from 
funds  allotted  to  tliis  office  was  $32,652.55. 

In  1892  $150,000  was  appropriated  for  continuing  improvement,  of 
which  $10,000  was  for  improving  Grand  liiver  and  Pigeon  Bayous, 
forming  a  part  of  the  Bayou  Plaquemine  route.  An  allotment  of 
$72,000  was  made  from  this  appropriation  for  bank  protection  at 
Plaquemine. 
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During  the  past  year  dredging  was  carried  on  in  tbe  bayou  from 
January  11  to  June  30^1894,  and  resulted  in  excavating  87,940  cubic 
yards  of  material,  consisting  mainly  of  hard  bule  clay,  and  removing  a 
number  of  logs  and  stumps  from  the  channel. 

Work  was  also  continued  from  August  17  to  October  2, 1893,  on  the 
Grand  River  and  Pigeon  Bayou  routes,  improving  about  30  miles  of 
channel  by  removing  1,484  sunken  logs  and  overhanging  trees  and  4J 
miles  of  raft.  The  completion  of  this  work  opens  a  competing  steam- 
boat route  in  connection  with  the  Texas  and  Pacific  Railway  at  Plaque- 
mine,  and  has  caused  a  reduction  of  about  33J  per  cent  in  freight  rates 
from  the  Teche. 

Title  to  all  the  land  needed  for  the  lock  at  Plaquemine  has  been 
obtained.  The  buildings  located  on  this  property  were  sold  at  public 
auction  and  the  proceeds  of  sale  turned  into  the  Treasury. 

The  money  available  for  commencing  work  on  the  lock  is  not  cpn- 
sidered  sufficient  to  carry  it  to  a  point  of  sjifety,  and  the  unexpended 
balance  is  held  for  further  increase. 

The  money  statement  following  is  for  the  entire  work  on  Bayou 
Plaquemine,  the  amounts  for  securing  the  mouth  of  the  bayou  from 
further  caving  (page  232)  being  included : 

Jnly  1,  1893,  balance  unexpended $210,432.91 

June  30,  1894,  amount  expended  during  fiscal  year 150, 517. 89 

July  1,  1894,  balance  unexpended 69, 915. 02 

July  1,  1894,  outstanding  liabilities 2,174.85 

July  1,  1894,  balance  available 57,740.17 

Amount  appropriated  by  act  of  August  17,  1894 110, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 167, 740. 17 


Amount  (estimated)  required  for  completion  of  existing  pro^ject 1, 248, 250. 00 

Amount  that  can  bo  profitably  expended  in  fiscal  year  ending  June 

30,  1896 500,000.00 

Submitted  in  compliance  with  requirements  of  sections  2  of  river  aud 

harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  S  6.) 

7.  Bayou  Coxir tableau^  Louisiana, — At  the  time  of  theadoptionof  the 
present  project  the  backwater  from  the  Atchafalaya  Kiver  formed  a 
large  sand  deposit,  known  as  Little  Devil  Bar,  at  tbe  mouth  of  the 
Courtableau. 

The  approved  project  of  1880  contemplated  the  closing  of  some  run- 
out bayous  in  order  to  confine  the  water  in  the  Courtableau  and  cause 
its  current  to  wash  out  the  bar  at  its  mouth  j  after  this  was  accom- 
plished, then  to  construct  a  timber  lock  and  dam  to  give  slack-water 
navigation  to  Washington,  La.  In  1883  the  estimate  was  increased  to 
878,500,  and  provided  for  a  masonry  lock. 

Up  to  June  30,  1803,  the  sum  of  $31,036.48  had  been  expended  in 
closing  run-out  bayous,  with  the  effect  of  partially  removing  the  bar. 

In  1890  $2,200  was  appropriated.  With  this  money  work  was  com- 
menced September  8,  1891,  and  continued  until  November  20  of  that 
year,  using  the  Government  plant  and  hired  labor.  During  this  time 
the  dams  at  bayous  Cane,  Manizelle,  and  Big  Fordoche  were  all  repaired 
with  piles  and  sheet  ]nles,  brush  aprons  being  placed  above  and  below 
them,  and  all  were  left  in  good  condition.  The  sum  of  $260.85  was 
expended  on  this  improvement  during  the  year  ending  June  30, 1893. 
Nothing  has  been  done  during  the  past  year  beyond  the  care  and  pres- 
ervation of  the  plant. 
ENO  94 15 
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Little  Devil  Bar  has  washed  out  considerably  under  the  influence  of 
the  dams,  so  as  to  give  a  navigable  depth  at  a  stage  of  water  in  the 
AtchafalayaEiver  7  feet  below  the  level  at  which  navigation  was  inter- 
rupted in  the  summer  of  1891,  but  it  is  considered  doubtful  if,  with  all 
the  run-out  bayous  closed,  a  channel  navigable  at  low  water  can  be 
maintained  over  this  bar  which,  under  any  circumstances,  will  certainly 
form  at  each  high  water  of  the  Atchafalaya. 

The  dams  are  in  fair  condition,  but  the  older  ones  will  require  exten- 
sive repairs  in  another  year. 

The  success  of  the  dams  so  far  built  appears  to  warrant  their  mainte- 
nance and  the  permanent  closure  of  the  remaining  run-out  bayous. 

There  seems  to  be  sufficient  water  in  the  bayou  to  wash  out  the  bar 
at  its  mouth,  formed  by  the  backwater  of  the  Atchafalaya,  if  it  can  be 
held  within  the  banks  which  the  closure  of  the  run-out  bayous  by  dams 
appears  to  aliect 

July  1,  1803,  balance  unexpended *$163.52 

July  1, 1894,  balance  unexpended 163.52 

Amount  appropriated  by  act  of  August  17, 1894 5, 000. 00 

Amount  available  for  fiscal  year  ending  Juno  30,  1895 5, 163. 52 

Amountthatcnnbeprofitablj- expendedinfi8calyearen(lin<; Jnuc30, 189G      5.  000. 00 
Submitted  in  compliance  witli  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893 

(See  Appendix  S  7.) 

8.  Bayou  Teche,  Louisiana. — Previous  to  improvement  the  bayou  had 
a  navigable  depth  of  about  8  feet,  but  the  channel  was  obstructed  by 
snags,  logs,  impending  trees,  aud  wrecks. 

The  project  adopted  contemplated  the  removal  of  these  obstructions, 
and  money  having  been  appropriated  the  stream  was  thoroughly  cleared 
from  Port  Barre  down. 

In  1886  this  work  was  completed,  but  further  obstructions  had 
formed  in  the  bayou  since  then,  and  in  1890  an  appropriation  of  $5,000 
was  ma<le  with  which  to  accomplish  their  removal,  the  work  to  be  con- 
fined to  that  portion  of  the  stream  between  the  mouth  and  St.  Martins- 
ville. 

Work  under  this  appropriation  was  commenced  by  hired  plant  on 
October  12, 1891,  and  continued  until  December  10  of  that  year,  result- 
ing in  the  improvement  of  about  59  miles  of  channel  from  St,  Martins- 
ville down,  and  giving  much  relief  and  satisfaction  to  the  commerce  of 
the  bayou. 

No  work  was  done  during  the  past  year. 

The  amount  expended  on  the  improvement  of  this  stream  to  June  30, 
1893,  was  $51,387.49. 

Sunken  logs,  fallen  trees,  and  coal-boat  wi'ecks  are  continually  form- 
ing obstructions  in  the  bayou,  consequently  the  improvement  can  not 
be  considered  as  permanent. 

The  stream  is  also  obstructed  at  present  by  shoals,  caused  by  material 
being  washed  into  the  channel  by  drainage  ditches.  The  navigable 
depth  over  these  bars  at  times  during  the  low-water  season  is  not  more 
than  3  feet. 

The  amount  expended  during  the  year  ending  June  30,  1894,  was 
$47.52. 

*  $6.07  of  this  amount  refunded  T>y  Southern  Pacific  Railroad  Company  on  accoant 
of  overpaym'^nt  on  freight  charges  between  New  Orleans  and  Morgan  City,  La. 
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July  1,  1893,  balance  nnespendod $612.51 

June  90,  18S4^  ainoant  expended  daring  fiscal  year 47. 52 

Jnly  1,  1894,  balance  unexpended 564. 99 

Amoant  appropriated  by  act  of  August  17,  1894 6,000.00 

Amount  available  for  fiscal  year  ending  Juno  30,  1895 6, 5&4. 99 

i  Amonn  t  tba  t  can  be  profitably  expended  in  fiscal  year  ending  J nne  30, 1896    30, 000. 00 
<  Bobmitted  in  compliance  witb  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sosdry  civil  act  of  March  3,  1893. 

(See  Appendix  S  8.) 

9.  Channel^  bay,  and  passes  of  Bayou  Vermillionj  Louisiana, — Bayoa 
Vermillion  was  at  one  time  navigated  tbronghiJat  its  length,  but  since 
the  constraetion  of  the  Southern  Pacific  Kailroad  the  navigation  has 
been  confined  to  that  portion  below  the  railroad  bridge. 

A  preliminary  examination  of  the  bayou,  bay,  and  passes  was  made 
in  January,  1891.  At  that  time  the  upper  12  miles  of  the  bayou  had 
not  a  navigable  depth  of  much  over  2  feet,  and  below  that  the  depth 
was  not  less  than  5^  feet  through  the  bayou,  bay,  and  passes.  The 
width  of  the  bayou  was  from  100  to  400  feet. 

The  approved  project  of  1892  contemplated  the  removal  of  obstruc- 
tions, such  as  snags,  sunken  logs,  and  impending  trees  in  the  bayou, 
and  the  marking  of  the  channel  through  the  bars  in  the  bay  with 
guide  piles.  The  estimated  cost  of  the  improvement,  to  provide  for  5 J 
feet  depth  of  water  up  to  the  railroad  bridge,  was  $25,000. 

July  13, 1892,  Congress  made  an  appropriation  of  $7,500  for  this 
work.  Work  under  contract  was  commenced  December  1,1892,  at  a 
point  about  18  miles  above  the  mouth,  imi)roving  37^  miles  of  channel 
and  securing  a  depth  of  5i  feet  over  that  portion  of  channel  improved 
by  removing  snags,  logs,  overhanging  trees,  and  other  obstnictions. 

The  snagging  part  of  the  contract  was  completed  March  9, 1893,  and 
hj  reason  of  the  force  and  violence  of  the  elements  an  extension  of 
time  was  granted  the  r»ontractor  for  driving  the  guide  piles  in  Vermil- 
lion Bay. 

Tbere  had  beeik  expended  on  this  work  to  June  30, 1893,  the  sum  of 
$5,923.20.  . 

The  work  done  during  the  fiscal  year  ending  June  30, 1894,  was  the 
driving  of  50  guide  piles  for  marking  the  channel  in  Vermillion  Bay, 
this  completing  the  contract  under  the  first  appropriation  for  this 
improvement.  The  mon(?y  exx>ended  during  the  year  just  closed 
amounted  to  $1,130.99. 

July  1,  1S93,  balaoee  imexpcntlwl $1, 576.  SO 

June  30,  1894,  ammtnt  expended  dtrring  fiscal  year 1, 130.9t> 

July  1,  1894,  balance  unexpended 445.81 

Amonnt  appropriated  by  act  of  A iigiist  17,  1894 5,  000.  00 

Amoxukt  ftyaiUble  for  fiscal  year  ending  J  iwe  30, 1895 5, 445. 81 

f  Amount  (estimated)  required  for  completion  of  existing  project 12, 500. 00 
Amoitnt  that  can  be  nrotitabl^  expendecl  in  fiscal  year  end  ing  J  nne  30, 1896    10, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
Larbor  acts  of  1866  and  1867  and  of  sundry  civU  act  of  March  3, 1893. 

(See  Appendix  S  9,) 

10.  Mermentan  River  and  iribniarieSj  Louisiana. — A  snrvey  of  this 
ifrer,  ioelndiDg  its  tribataries  aud  course  throagb  Lake  Arthur  and 
OrsiiMi  Lake  to  the  Galf  of  Mexieo,  was  made  in  1891.  At  that  time 
the  least  depth  at  Yiterbovillo  aud  for  a  distance  of  5  miles  below  that 
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point  was  7  feet;  thence  to  Lake  Arthur  the  depth  was  not  less  than 
30  feet.  Through  Lake  Arthur  the  channel  had  a  minimum  depth  of 
7  feet.  From  Lake  Arthur  to  Grand  Lake  the  least  depth  was  24  feet. 
•  Through  Grand  Lake  the  uniform  depth  was  6  feet.  Immediately  below 
Grand  Lake  the  river  was  30  feet  deep,  but  the  depth  from  that  point 
to  the  mouth  gradually  decreased.  At  the  mouth  inside  the  depth  was 
13  feet.  About  5  miles  above  the  mouth,  at  the  head  of  a  lake,  occurred 
a  shoal,  through  which  a  channel  was  found  of  7  feet,  available  for 
steamers,  b,ut  too  crooked  for  sailing  vessels,  as  there  was  but  5  feet 
over  the  flats.  All  the  soundings  were  referred  to  mean  low  tide  iu 
the  gulf. 

The  stream  had  a  width  of  70  feet  at  Viterboville,  and  maintained 
the  same  width  for  a  distance  of  7  or  8  miles,  where  it  began  to  grad- 
ually widen,  until  at  the  mouth  of  the  Nezpique  it  attained  a  width  of 
250  feet.  From  that  point  to  Lake  Arthur  the  Mermentau  River  was 
generally  350  feet  wide. 

In  1892  a  project  was  approved  which  contemplated  the  removal  o 
obstructions,  such  a«  logs,  snags,  and  overhanging  trees  in  the  upperf 
river  and  a  mud  flat  in  the  lower,  the  removal  of  this  flat  to  be  accom- 
plished by  brush  wing  dams.    The  cost  of  improving  this  stream  from 
Viterboville,  on  the  Bayou  Kezpique,  to  the  mouth  of  the  Mermentau 
Eiver,  was  placed  at  $23,615.25. 

July  13, 1892,  an  appropriation  of  $7,500  was  made  for  this  improve- 
ment. 

Work  under  this  appropriation  was  commenced  December  8, 1892, 
with  hired  plant  under  contract  at  the  lower  end  of  Lake  Arthur  and 
was  carried  on  up  the  Mermentau  River,  improving  about  38  miles  of 
channel  by  removing  snags,  overhanging  trees,  etc.,  materially  lessen- 
ing the  dangers  of  navigation  on  that  portion  of  the  stream  which  is 
most  used.    Work  ceased  on  March  7, 1893. 

The  amount  expended  on  this  work  to  the  close  of  the  year  ending 
June  30, 1893,  was  $7,054.03. 

There  has  been  expended  during  the  year  just  closed  $22.08. 

July  1,  1893,  balance  unexpended $445. 97 

June  30,  1894,  amount  expended  during  fiscal  year ^  22. 08 

July  1,  1894,  balance  unexpended 423.89 

Amount  appropriated  by  act  of  August  17, 1894 5, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 6, 423. 89 

{Amount  (estimated)  required  for  completion  of  existing  project 11, 115. 25 
Amountthatcan  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    10,  COO.  00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  S  10.) 

11,  Month  and  Passes  of  Calcasieu  River^  Louisiana. — Previous  to 
improveineiit  there  was  not  to  exceed  3  feet  depth  over  the  bars  in 
Calcasieu  Lake. 

In  1888  $10,000  was  appropriated  for  this  work,  but  as  the  perma- 
nency of  the  channels  re(iuired  that  they  be  protected  by  a  revetment  of 
some  kind,  this  sum  was  deemed  as  entirely  too  small,  and  was  held  for 
further  increase. 

In  1890  $75,000  was  appropriated  for  the  improvement  of  the  mouth 
of  the  Calcasieu  River,  but  as  the  kind  of  construction  indicated  in  the 
act  could  not  be  safely  undertaken  with  so  small  a  sum.  it  was  also  held 
for  further  increase. 
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The  approved  project  contemplates  tlie  dredging  of  suitable  channels 
12  feet  deep  through  the  head  and  foot  of  Calcasieu  Lake  and  revetting 
these  cfaaiinels  to  prevent  the  return  of  the  dredged  material,  and  to 
build  parallel  piers  of  brush  and  stoue  at  the  entrance  to  the  outer 
pass,  extending  from  the  shore  on  either  side  to  the  deep  water  of  the 
gulf,  and  to  dredge  between  these  piers,  if  necessary.  The  estimated 
cost  of  the  improvement  was  placed  at  $600,000. 

In  1892  $100,000  was  appropriated  for  the  improvement  of  the  river 
and  pass,  and  contracts  were  accordingly  let  for  the  construction  of  a 
jetty  upon  the  east  side  of  the  channel  across  the  bar  in  the  gulf  and 
for  the  construction  of  a  revetment  to  protect  a  channel  to  be  dredged 
through  the  bar  at  the  head  of  the  pass. 

Bids  were  invited  for  the  dredging,  but  none  were  received  which 
were  deemed  reasonable,  and  accordingly  this  work  was  authorized  to 
be  done  with  the  dredge  belonging  to  the  Government. 

The  total  amount  expended  on  the  improvement  to  June  30, 1893, 
was  856,462.95.  At  that  time  the  revetment  was  nearly  completed,  and 
1,104:  feet  of  the  east  jetty  had  been  built. 

During  the  year  ending  June  30,  1894,  the  10,000  linear  feet  of  the 
revetment  in  Calcasieu  Lake  was  completed,  but  was  afterwards  dam- 
aged considerably  by  storm  in  November  last,  and  $3,102.80  was 
expended  in  its  repair.  By  a  subsequent  storm  much  damage  was  done 
to  the  structure,  which  will  necessitate  further  repairs  as  soon  as  funds 
are  available. 

Dredging  was  commenced  in  July,  1893,  and  continued  until  February 
following,  when  the  dredge  was  hauled  out  and  thoroughly  repaired. 
Dredging  will  be  resumed  eaily  in  the  ensuing  year. 

Work  on  the  east  jetty  was  carried  on  throughout  the  year  and 
resulted  in  its  extension  by  5,753  feet.    Its  total  length  is  now  6,857  feet 

The  eflfect of  the  jetty  is  distinctly  marked,  although  it  has  not  reached 
a  point  suflSciently  far  out  to  give  certain  indications  as  to  whether 
it  will  answer  without  a  jetty  to  the  westward,  to  secure  the  required 
depth  by  natural  scour.  The  impression  is  thiU;  dredging  will  have  to 
be  resorted  to,  as  with  the  i>resent  length  of  jetty  the  depth  of  channel 
across  the  bar  is  little  greater  than  normal,  although  it  has  changed  its 
location  under  the  influence  of  the  jetty. 

The  amount  expended  on  this  improvement  during  the  fiscal  year 
ending  June  30,  1894,  was  $118,081.51. 

The  improvement  when  completed  will  be  of  considerable  benefit  to 
commerce,  and,  besides  the  deepening  of  the  water  across  the  bar  in  the 
gulf,  will  permit  vessels  to  enter  the  pass  for  refuge  during  stormy 
weather. 

July   1,  1893,  balance  nnexpended $175,037.05 

June  30,  1894,  amount  expended  during  fiscal  year 118, 081. 51 

July  1, 1894,  balance  unexpended 56, 955. 54 

July  1, 1894,  outstanding  liabilities $26,558.05 

July  1,  1894,  amount  covered  by  uncompleted  contracts 21,  929. 56 

48,487.61 

July  1, 1894,  balance  available 8,467.93 

Amount  appropriated  by  act  of  August  17, 1894 90, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 98, 467. 93 

{Amonnt  (estimated)  required  for  completion  of  existitrj?  project 335, 000. 00 
Amountthatcanbeprofitably  expended  in  fiscal  yearendinpj  June  30,1896  335, 000.00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  4ppoi!dix  S11.) 
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12.  Harbor  at  Sabine  Fass,  Texas. — Oiigiiially  there  was  scarcely  6 
feet  tleptli  of  water  on  the  bar  at  the  entrance  to  Sabine  Pass,  and,  as 
the  bar  was  composed  of  very  soft  mnd,  all  efforts  to  maintain  a  chan- 
nel through  it  of  12  or  16  feet  depth  by  dredging  were  unavailing. 

In  1882  a  project  for  the  improvement  of  this  entrance  was  approved. 
It  provided  for  the  construction  of  jetties  on  either  side  of  a  channd 
connecting  the  deep  water  of  the  pass  with  that  of  the  gulf. 

The  estimated  cost  of  this  improvement  was  $3,177,606.50. 

Since  the  approval  of  this  project  there  has  been  appropriated 
11,448,750.  A  total  of  $1,528,593.79  had  been  expended  to  June  30, 
1893,  of  which  sum  $1,208,593.79  was  expended  under  the  present 
project. 

The  east  jetty  then  had  a  length  of  17,100  feet,  16,615  feet  of  which 
had  been  raised  to  2  feet  above  mean  high  water  and  35  feet  up  to 
mean  low  water.  The  outer  450  feet  consisted  of  foundation  work 
only. 

The  west  jetty  at  that  date  had  a  length  of  12,840  feet,  6,609  feet  of 
which  had  been  raised  to  2  feet  above  mean  high  water,  and  the 
remainder  only  built  to  the  level  of  mean  low  water,  and  was  incom- 
plete. 

At  that  time  there  was  an  unobstructed  channel  into  the  pass  of  11 
feet,  but  owing  to  the  soft  material  composing  the  bar  vessels  drawing 
13  feet  could  pass  through  the  channel  in  safety. 

During  the  year  just  closed  work  on  the  west  jetty  and  dredging 
channel  between  jetties  have  been  carried  on  under  contracts. 

The  channel  is  now  full  16  feet  deep  at  mean  low  tide  from  deep 
water  in  the  pass  to  the  17-foot  contour  of  depth  in  the  gulf,  and  is 
100  feet  wide.    Vessels  drawing  17.5  feet  have  cleared  the  pass. 

The  west  jetty  is  now  14,875  feet  long,  6,609  feet  of  which  is  raised 
to  2  feet  above  mean  high  water  and  7,966  feet  is  being  brought  up  to 
mean  low  water.    The  outer  300  feet  is  foundation  work  only. 

The  east  jetty  has  a  length  of  17,100  feet.  The  outer  450  feet  is 
foundation  work  only.  The  crest  of  rock  section  is  9.8  feet  above  mean 
low  water.  There  has  been  an  apparent  settling  of  0.2  foot  in  this  sec- 
tion during  the  year.  The  jetty  remained  in  good  condition,  with  the 
exception  of  about  9,000  feet;  6,000  feet  of  which  had  settled  1 J  feet, 
and  3,000  feet  had  settled  2  feet,  leaving  this  portion  from  0  to  6  inches 
above  mean  high  water.  A  great  deal  of  this  subsidence  is  due  to  the 
displacement  of  the  rock  by  wave  action,  particularly  near  the  outer 
encl. 

In  the  beginning  the  jetties  were  built  of  alternate  layers  of  brush 
and  stone,  but  the  rapid  disappearance  of  the  brush  led  to  the  adoption 
of  the  present  method,  which  is,  first  to  lay  a  brush  mat  and  then 
build  a  riprap  structure  on  this  reaching  2  feet  above  mean  high 
water. 

Tlie  amount  exx)ended  on  this  improvement  during  the  fiscal  year 
ending  June  30,  1894,  was  $187,498.17. 

July  1,  1893,  balance  iiuoxpendecl $240, 156. 21 

Juno  30,  180J,  amount  expended  during  fiscal  year 187, 498. 17 

July  I,  1894,  balance  unexpended 52,  658. 04 

July  1,1894,  outstanding  liabilities 44,310.89 

July  1,  1894,  balance  available 8,347.15 

Amount  appropriated  by  act  of  August  17,  1894 275,  OOO.  00 

Amount  av  allable  for  fiscal  year  ending  J une  30,  1895 283, 347. 15 
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'  Amoont  (eAtimated)  required  for  completion  of  existing  project $1, 453, 856. 50 

Amount  that  can  bo  profitably  expended  in  fiscal  year  ending  Juno 

30,1896 1,000,000.00 

Snbmitted  in  compliance  with  requirements  of  sections  2  of  river  nnd 

harbor  acts  of  1866  and  1867  and  of  sundry-  civil  act  of  March  3, 1893. 

(See  Api>en(lix  8  12.) 

13.  Sabine  River ^  Texas. — When  the  improvement  of  the  river  was 
commenced  tlierc  was  a  depth  of  3J  feet  on  the  bar  at  its  mouth,  and 
also  above  the  town  of  Orange.  Logs,  snags,  etc.,  above  here  inter- 
fered with  navigation.  To  June  30, 1889,  there  had  .been  appropriated 
for  this  work  $34,700,  of  which  $30,760.39  had  been  expended. 

In  1880  a  channel  G  feet  deep  and  from  70  to  100  feet  wide  was 
dredged  through  the  bar.  In  1881  several  small  cuts,  to  avoid  bends 
obstructed  with  logs,  were  made  above  Orange. 

An  examination  above  Orange  showed  many  snags  in  parts  of  the 
channel,  and  a  project  was  prepared  and  contract  entered  into  for 
the  exi)enditure  of  the  remaining  balance  in  closing  both  branches  of 
Old  River,  at  tlie  head  of  the  Narrows,  with  pile,  brush,  and  earth 
dams,  to  throw  all  the  water  in  the  useful  channel,  and  removing  the 
obstructions,  such  as  snags,  overhanging  trees,  etc. 

The  smaller  Old  River  Channel  was  closed  and  most  of  the  piles 
driven  for  tlie  larger  dam,  when  a  sudden  rise  in  the  river  washed  out 
many  piles  in  the  latter.  The  river  remaining  so  high  that  satisfac- 
tory work  could  not  be  done,  the  contract  was  extended  to  the  next 
low-water  season. 

Work  was  resumed  in  September,  1890,  and  the  dams  finished,  as 
projected,  in  December  following,  completing  the  project. 
•    Thcdredged  channel  over  the  bar  at  the  mouth  is  somewhat  obstructed 
by  snags,  logs,  etc.,  but  the  depth  is  now  sufficient  for  the  present 
demands  of  commerce. 

The  amount  expended  on  the  improvement  of  this  river  to  June  30, 
1893,  was  $34,705.04. 

Under  i)rovisions  of  the  river  and  harbor  act  of  September  19, 1890, 
an  examination  of  this  river  from  Sabine  Lake  to  Sudduths  Blufi'  was 
made  and  a  project  submitted  providing  for  the  removal  of  obstruc- 
tions from  the  river  between  these  points,  at  an  estimated  cost  of 
$10,000. 

July  13,  1892,  Congress  appropriated  $5,000  for  improving  Sabine 
River  up  to  Sudduths  Bluff*,  Texas. 

The  snagging  plant  contracted  for  commenced  operations  at  a  point 
18  miles  above  Orange  on  July  1, 1893,  and  completed  the  work  Sep- 
tember 20,  1893,  improving  17J  miles  of  channel  by  the  removal  of  1,325 
obstructions. 

During  the  fiscal  year  ending  June  30,  1894,  the  sum  of  $4,736.93 
was  expended  on  this  improvement. 

After  the  obstructions  in  the  river  between  its  mouth  and  Sudduths 
Bluff  are  removed  about  $2,000  will  be  required  annually  to  keep  the 
stream  in  navigable  condition. 

Jnly  1,  1893,  balance  unexpended $4,904.96 

Jane  30,  1894,  a nionnt  expended  during  fiscal  year 4, 736. 93 

July  1,  1894,  balance  unexpended 168.03 

Amount  appropriated  by  act  of  August  17,  1894 5,000.00 

Amount  arailable  for  fiscal  year  ending  June  30,  1895 5, 168. 03 

(See  Appendix  S  13.) 
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14.  Neches  River^  Texas, — Before  this  river  was  improved  the  bar  at 
its  mouth  had  only  3  feet  of  water  over  it,  and  navigation  was  obstructed 
between  Yellow  Bluff  and  Bevilportby  snags  and  fallen  trees. 

The  project  adopted  for  the  improvement  of  this  river  called  for  the 
dredging  of  a  channel  over  the  bar  at  its  mouth  and  the  removal  of 
obstructions  from  the  river  between  Yellow  Bluff  and  Bevilport 

In  1880  a  channel  was  dredged  through  the  bar  at  the  mouth  of  the 
river  5  feet  deep  and  30  to  60  feet  in  width.  In  1882  the  river  between 
Yellow  Bluff'  and  Bevilport  was  cleared  of  obstructions. 

The  bar  at  the  mouth  had  again  shoaled,  so  that  at  extreme  low  water 
there  was  only  a  navigable  depth  of  about  3  feet.  The  channel  was 
again  dredged  to  a  depth  of  5  feet  by  the  Government  dredge,  which 
had  been  at  work  at  Calcasieu  Pa«8,  and  the  work  was  completed  in 
April,  1889,  since  which  time  no  work  has  been  done. 

The  improvement  will  not  be  permanent,  as  thebar  will  re-form. 

The  sum  of  $33,030  has  been  appropriated  for  this  work,  of  which 
$28,842.16  had  been  expended  to  June  30,  1893. 

July  1, 1893,  balance  unexpended $4, 157. 84 

July  1, 1894,  balance  unexpended 4,157.84 

(See  Appendix  S  14.) 

15.  Removing  sunken  vessels  or  craft  obstructing  or  endangering  navi- 
gation.— Authority  having  been  obtained,  the  following  wrecks  were 
removed,  under  contracts,  from  navigable  channels  during  the  year: 

The  dredge  boat  W.  H.  Moon,  in  Lake  Pontchartrain,  Louisiana. 
Contract  completed  January  23, 1894. 

The  steamboat  0.  W.  Anderson,  in  Grand  River,  Louisiana.  The 
contract  was  completed  on  January  15,  1894. 

The  wreck  or  obstruction  in  Ship  Island  Harbor,  Mississippi  Sound. 
The  work  was  completed  on  January  25,  1894. 

The  obstructions  were  blown  up  with  dynamite  and  all  parts  removed 
from  the  channels,  where  they  will  not  again  interfere  with  navigation. 
Nothing  of  value  was  recovered  from  the  wrecks. 

The  removal  of  the  wrecked  steamboat  E.  H.  Barmore,  in  Big  Pigeon 
Bayou,  Louisiana,  was  accomplished  without  cost  to  the  Government, 

The  total  cost  to  the  Government  of  the  removal  of  these  wrecks  was 
$2,312.99. 

(See  Ai)pendix  S  15.) 

SEOURINa  MOUTH    OF    BAYOU  PLAQUEMINE,   LOUISIANA,  FROM  FUR- 
THER  CAVING. 

This  work  was  in  the  charge  of  Oapt.  John  Millis,  Corps  of  Engi- 
neers; Division  Engineer,  Col.  C.  B.  Comstock,  Corps  of  Engineers. 

Bayou  Phiquemine  was  formerly  an  outflowing  branch  of  the  Mis- 
sissippi Hiver,  but  the  levee  system  on  the  west  bank  of  the  river  was 
carried  across  the  bayou  many  years  ago.  It  is  now  proposed  to 
improve  and  deepen  the  bayou  and  establish  navigable  connection 
between  it  and  the  Mississippi  by  a  system  of  locks  at  the  town  of 
Plaqueniine. 

The  west  bank  of  the  river  at  this  point  is  subject  to  rapid  caving, 
threatening  the  site  of  the  proposed  locks. 

The  project  adopted  for  the  improvement  contemplates  a  system  of 
submerged  spur  dikes  placed  at  intervals  of  about  900  feet,  with  inter- 
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vals  protected  by  contiiinous  revetment.  The  dikes  and  revetment  sire 
bnilt  of  timber  and  brush,  ballasted  with  rock. 

Up  to  the  close  of  the  fiscal  year  ending  Jnne  30,  1893,  there  liad 
been  expended  $106,661.54,  and  five  of  the  dikes  had  been  built. 

During  the  past  year  continuous  revetment  had  been  laid,  covering 
in  part  the  intervals  between  dikes,  so  there  is  now  1,400  linear  feet  of 
protection  work  below  the  site  of  the  proposed  lock  and  1,200  feet 
above,  with  an  unprotected  interval  of  500  feet  left  to  enable  necessary 
excavation  for  the  lock  entrance  to  be  made. 

During  the  year  $72,000  additional  was  allotted  for  this  work,  an, 
there  was  a  balance  of  $27,085.40  on  hand  from  the  last  allotment 
The  amount  expended  was  $99,059.75,  leaving  a  balance  of  $25.71. 

The  money  statement  is  consolidated  with  that  for  the  general 
improvement  of  Bayou  Plaquemine,  Louisiana,  page  225. 

(See  Api)endix  T.) 

IMPROVEMENT   OF   CERTAIN   RIVERS  AND   HARBORS   IN   TEXAS. 

This  district  was  in  the  charge  of  Maj.  A.  M.  Miller,  Corps  of  Engi- 
neers, having  under  his  immediate  orders  Lieut.  William  O.  Langtitt, 
Corps  of  Engineers,  to  August  23, 1893,  and  Lieut.  Lansing  H.  Beach, 
Corps  of  Engineers,  since  August  21,  1893;  Division  Engineer,  Col. 
C.  B.  Comstock,  Corps  of  Engineers. 

i.  Entrance  to  Galveston  Harbor^  Texas. — The  obstructions-  to  deep- 
water  navigation  at  this  harbor  have  been  the  outer  and  inner  bars. 
On  the  former  the  natural  depth  was  12  feet,  and  on  the  latter  about 
13  feet,  both  at  mean  low  tide. 

The  present  project  for  improvement  at  this  locality  was  adopted  in 
1874,  modified  in  1880,  and  again  modified  in  1880,  the  object  being  to 
deepen  the  channel  so  as  to  admit  seagoing  vessels  of  the  deepest 
draft.  The  projects  prior  to  1874  related  to  dredging  operations  on  a 
sma^i  scale. 

"^  he  projects  for  1874  and  1880  contemplated  construction  of  jetties 
tr  deei)en  the  channels  on  the  bars,  the  former  with  a  view  to  a  depth 
'/f  18  feet.  The  modification  of  1886  was  with  a  view  to  a  possible 
depth  of  30  feet  by  means  of  jetties,  to  be  supplemented,  if  need  be,  by 
dredging,  these  jetties  to  be  of  rock  and  to  be  built  to  a  height  of  5 
feet  above  mean  low  tide.  The  cost  of  the  modification  of  1886  (the 
present  project)  was  estimated  at  $7,000,000. 

The  total  amount  expended  under  the  foregoing  plans  to  June  30, 
1893,  was  $3,359,639.82,  in  addition  to  which  there  was  expended 
$100,000  subscribed  by  the  city  of  Galveston  in  1883.  There  was  then 
a  depth  at  mean  low  tide  of  14  feet  on  the  outer  bar  and  23  feet  where 
the  inner  bar  was,  an  increase  of  2  feet  and  10  feet,  respectively,  since 
the  work  began. 

The  expenditure  during  the  fiscal  year  ending  June  30,  1894,  of 
$1,008,824.68  has  resulted  in  obtaining  14.5  feet  on  the  outer  bar  and_ 
24J  feet  where  the  inner  bar  was,  an  increase  iu  depth  of  J  foot  and  IJ 
feet,  re8i)ectively,  since  last  year. 

The  work  during  the  year  consisted  in  extending  the  north  jetty 
gulfward  12,600  feet,  of  which  8,500  feet  was  completed.  The  total 
work  done,  since  operations  began  in  1887,  is  represented  by  32,829  feet 
of  south  jetty,  of  which  32,000  feet  is  completed  and  829  feet  uncom- 
pleted, and  16,200  feet  of  north  jetty,  of  which  10,000  feet  is  completed 
and  6,200  feet  is  uncompleted. 
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July  1,  1893,  balauco  unexpended $1,468,478.18 

June  30,  1894,  amount  expended  during  fiscal  yeai* 1, 008, 824. 68 

July  1,  1894,  balance  unexpended 459, 653. 50 

July  1,  1894,  outstanding  liabilities.. $222,164.00 

July  1,  1894,  amount  covered  by  uncompleted  contracts . .     2^,  662. 94       444, 826.  W 

July  1,1894,  balance  available 14,826.56 

Amount  api>ropriated  by  sundry  civil  act  of  August  18,  1894 600,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 614, 826. 56 

r  Amount  (estimated)  required  for  completion  of  existing  project 3, 050, 000.  OO 

Amount  that  can  bo  profitably  expended  in  fiscal  year  ending  June 

J      30,  1896.. 1,000,000.00 

)  Submitted  in  corapliauce  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 

t    mrs. 
(See  Appendix  U  1.) 

^.  8h%p  channel  in  Galveston  Bay^  Texas, — This  is  a  cbaiuiel  dredged 
through  Galveston  Bay  by  the  United  States  Government  from  Boli- 
var Channel  to  Morgan  Cut,  the  latter  terminating  at  a  point  4.8 
miles  from  Morgan  Canal,  an  excavation  across  Morgan  Point  at  the 
mouth  of  the  San  Jacinto  River.  Morgan  Cut  and  Canal  were 
formerly  the  i)roperty  of  the  Buffalo  Bayou  Ship  Channel  Company, 
but  were  purchased  by  the  United  States  and  the  transfer  was  made 
May  4,  1892. 

The  natural  depth  on  the  line  of  tbe  Galveston  Bay  Ship  Channel 
averaged  8^  feet  at  mean  low  tide,  with  a  depth  in  some  places  of  but 
Tfeetj  the  ruling  depth  in  Morgan  Cut  was  7^  feet,  and  in  the  canal  17 
feet. 

The  project  for  this  improvement  was  adoi)ted  in  1871,  modified  in 
1877,  and  again  modified  in  1892.  This  latter  incdificjition  became  neces- 
sary owing  to  the  acquisition  by  the  United  States  of  the  Morgan  Cut 
and  Canal.  The  object  of  the  imx>rovcment  is  to  excavate  and  main- 
tain a  channel,  100  feet  wide  at  the  bottom  and  12  feet  deep,  from  Bol- 
ivar Channel  to  the  San  Jacinto  lliver,  a  distance  of  24.33  miles,  thereby 
giving  an  outlet  to  the  commerce  of  Buffalo  Bayou,  of  San  Jacinto 
River,  of  Trinity  River,  and  of  Cedar  Bayou. 

A  channel,  having  a  lea«t  width  of  100  feet  and  depth  of  12  feet,  was 
excavated  from  Bolivar  Channel  to  Morgan  Cut  in  1  ^S  and  1889,  but 
as  no  dredging  was  done  from  then  to  June  30,  1893,  the  channel  had 
shoaled  again  to  an  average  depth  of  8  feet.  The  amount  exj)ended  on 
this  improvement  up  to  that  time  was  $557,315.80. 

The  sum  of  840,332.78  was  exi)ended  on  this  improvement  during  the 
liscal  year  ending  June  30,  1894,  and  was  applied  to  deei)ening  and 
Avidening  the  channel  from  the  Morgan  Canal  to  the  Morgan  Beacon,  a 
distance  of  4.8  miles.  The  amount  of  material  dredged  was  153,376 
cubic  3'ards,  the  depth  in  the  channel  being  increased  irom  8  to  9.5  feet 
a  gain  of  1.5  feet  for  navigation.  There  is  now  an  average  dejith  of 
9.5  feet  from  Bolivar  Channel  to  the  Morgan  Canal. 

This  project  is  not  capable  of  permanent  completion,  as  the  shifting 
sands  in  the  bay  cause  the  channel  to  shoal  considerably  when  work  is 
susi>ended.  It  is  estimated  that  the  sum  of  $100,000  will  be  required 
annually  to  maintain  the  channel  after  it  has  been  excavated  to  the 
required  width  and  depth. 
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July  1,  1893,  balance  nnexpended $69/184.20 

June  30,  1894,  amount  expended  during  fiscal  year 40, 332. 78 

July  1,  1894,  balance  unexpended 28,851.42 

July  1,  1894,  outstanding  liabilities $8,031.66 

July  1,  1894,  amount  covered  by  uncompleted  contacts 18, 772. 82 

26,804.48 

July  1,  1894,  balance  available 2,046.94 

Amount  appropriated  by  acT»  of  August  17,1894 50,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 52, 046. 94 

{Amonnt  (estimated)  required  for  completion  of  existing  project 219,  675. 44 
Amount  that  can  bo  nrofitably  expended  in  fiscal  year  ending  June  30,1896  200, 000.00 
Snbmitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  U  2.) 

3.  Channel  in  West  Galveston  Batfj  Texas. — Tlie  channels  tlirougb 
West  Galveston  Bay  were  originally  dredged  in  1859  by  the  State  of 
Texas  to  a  depth  of  5  feet,  but  daring  the  storm  of  1875  th^y  shoaled 
to  a  depth  of  from  2^  to  3  feet  at  mean  low  tide,  and  at  the  same  time 
became  too  narrow  to  allow  vessels  to  pass  through  tbem  except  at 
full  tide.  Subsequent  storms  probably  caused  further  filling  of  the 
chanuels. 

The  project  for  this  improvement  was  adopted  in  1892,  and  consisted 
in  widening,  deei>ening,  and  straightening  the  channel  by  dredging,  so 
as  to  afford  a  least  width  of  200  feet  and  depth  of  3J  feet  between  the 
railroad  bridges  and  San  Luis  Pass  in  the  bay,  and  a  legist  width  of  100 
fef^t  ami  depth  of  3  feet  along  Christmas  Point,  the  channel  to  be 
marked  by  suitable  beacons.    The  total  estimated  cost  was  $28,998.80. 

The  amount  exx)ended  on  this  improvement  to  June  30, 1893,  was 
$2,317.71,  and  was  applied  to  dredging  a  channel  at  Deer  Islands  reef. 
The  small  amount  of  material  remove<l  was  not,  however,  enough  to 
benefit  commeice,  as  no  portion  of  the  channel  had  been  completed. 

The  sum  of  $3,749.82  was  expended  during  the  i)resent  fiscal  year  in 
contiuuing  work  at  the  same  locality.  The  channel  across  the  reef  was 
nearly  completed,  only  a  small  portion  south  of  the  islands  remaining 
to  be  dredged.  As  soon  as  this  has  been  done,  one  obstacle  to  vessels 
navigating  the  bay  will  have  been  removed,  as  a  channel  from  100  to 
160  feet  wide  and  having  the  ret]uired  depth  of  3.5  feet  at  mean  low 
tide  will  be  available  for  navigation  across  Deer  Islands  reef. 

July  1,  1893,  balance  imexpenilod $12, 682. 29 

June  30y  ISai,  amount  oxpeudod  ilnring  fiscal  year 3, 749. 82 

July  1,  18W,  balance  unexpended 8,932.47 

July  1,  1894,  outstanding  liabilities $489. 47 

July  1,  ISH,  amount  covered  by  uncompleted  contracts. 8, 443. 00 

8. 932. 47 

Amount  appropriated  by  act  of  August  17,  1894 5,000.00 

{Amonnt  (eiitiraated)  required  for  completion  of  existing  project 9. 000. 00 
Amountthatcan  be  profitably  expended  in  fiscal  yearending.Jano30,1896      9, 000. 00 
Submitted  in  compliance  with  requirements  o^  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  U  3.) 

4.  Trinity  River y  Texas. — This  stream  discharges  into  Galveston 
Bay,  throngb  several  months  or  passes.  Opi>osite  each  of  these  a  bar 
exists,  over  which  there  is  a  depth  of  bnt  3.5  feet  at  mean  low  tide, 
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• 
which  is  not  sufficient  for  purposes  of  navigation,  at  least  5  feet  of 
water  being  required. 

The  project,  adopted  for  the  improvement  of  this  stream  in  1873  and 
amended  in  1889,  contemplates  the  erection  of  two  parallel  jetties  at 
the  mouth  of  the  middle  pa«8,  the  one  principally  used  by  vessels, 
extending  7,750  feet  into  Galveston  Bay  and  pla<!ed  about  275  feet  apart, 
and  in  closing  the  other  passes  by  submerged  dams,  the  object  being 
to  obtain  6  feet  of  water  on  the  bar  at  mean  low  tide. 

The  amount  expended  to  June  30,  1893,  was  $56,746.93.  Of  this 
amount  part  was  applied  to  constructing  jetties,  of  which  6,159  feet  of 
west  and  300  feet  of  east  jetty  is  still  in  good  condition,  and  the  bal- 
ance was  used  in  dredging  a  channel  across  the  bar.  Owing  to  sus- 
pension of  operations  and  natural  causes  this  channel  had  shoaled  so 
that  there  was  no  appreciable  change  in  the  depth  over  the  bar  at  that 
time. 

During  the  fiscal  year  ending  June  30,  1894,  $8,437.83  was  expended 
in  constructing  an  extension  of  1,200  feet  to  the  west  jetty,  making  it 
in  all  7,359  feet  long,  aiid  in  dredging  a  channel  across  the  oar,  having 
a  width  of  100  feet  and  depth  of  5  feet  at  mean  low  tide,  so  as  toaflTord 
immediate  benefit  to  navigation.  This  channel  is  ample  for  navigation 
purposes,  but  to  ])reserve  it  it  will  be  necessary  to  extend  the  east 
jetty  out  to  the  5-foot  contour  in  the  bay. 

•luly  1,  1893,  balance  unexpended $10,253.07 

June  30,  1894,  amount  expende<l  during  fiscal  year 8, 437. 83 

July  1,  1894,  balance  unexpended 1, 815. 24 

Amount  appropriated  by  act  of  August  17,  1894 5, 000. 00 

Amount  available  for  fiscal  jear  ending  June  30,  1895 6, 815. 24 

{Amount  (estimated)  required  for  completion  of  existing  project 17, 500. 00 
Amonnt  that  can  be  profitably  exi)endea  in  fiscal  year  ending  J  une  30, 1896    17, 500. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  U  4.) 

5.  Cedar  Bayou.,  Texas. — The  navigation  on  this  stream  was  obstructed 
by  a  bar  which  had  formed  at  the  mouth  of  the  bayou  where  it  emptied 
into  Galveston  Bay.  The  depth  of  water  in  the  bayou  above  the  bar 
was  7  feet,  and  in  the  bay  beyond  the  bar  5  feet,  whereas  the  natural 
depth  on  the  bar  between  the  two  was  but  3  feet. 

The  project  adopted  for  this  Improvement  consisted  in  the  construc- 
tion of  two  stone  and  brush  jetties,  about  250  feet  apart  where  they 
crossed  the  bar,  and  extending  from  the  mainland  to  the  5-foot  contour 
in  Galveston  Bay.  These  jetties  were  to  protect  a  channel  having  a 
depth  of  5  feet  and  a  width  of  about  100  feet,  which  was  to  be  dredged, 
connecting  the  5-foot  curve  in  the  bayou  with  the  5  foot  curve  in  the 
bay. 

The  amount  expended  to  June  30,  1893,  was  $24,478.45,  which  was 
applied  to  dredging  a  cut  on  the  bar  and  protecting  it  by  jetties,  result- 
ing in  a  channel  1,840  feet  long  by  64  feet  wide,  and  having  a  ruling 
depth  of  5  feet. 

The  amount  expended  during  the  fiscal  year  ending  June  30,  1894, 
was  $7,071.55  and  was  applied  to  extending  and  widening  the  channel 
between  the  jetties,  the  amount  of  material  removed  being  21,000  cubic 
yards.  The  completed  channel  is  now  2,830  feet  long,  90  feet  wide,  and 
5  feet  deep  at  mean  low  tide,  which  practically  completes  the  i>roject,  as 
far  as  the  dimensions  of  the  channel  are  concerned.    It  will,  however, 


Digitized  by  VjOOQIC 


RIVER   AND   HARBOR  IMPROVEMENTS.  237 

require  the  sum  of  $6,500  to  extend  the  jetties  to  a  length  sufficient  to 
preserve  this  channel. 

July  1, 1893,  balance  iinex]»ended $7,671.55 

June  30, 18S4,  amount  expended  during  fiscal  year 7, 671. 55 

{Amount  (estimated)  required  for  completion  of  existing  project 6,500.00 
Amount  that  can  l)e  profitably  expended  in  fiscal  year  ending  June  30, 1896      6,500.00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
barbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  U  5.) 

6\  Buffalo  Bayou,  Texas, — The  channel  of  this  stream  between  the 
city  of  Houston  and  Sinims  Bayou,  a  distance  of  11  miles,  was,  in  its 
natural  condition,  narrow  and  tortuous,  and  the  natural  depth  in  many 
places  was  not  more  than  5  feet.  Below  Simms  Bayou  it  is  wide  and 
deep. 

The  project  for  its  improvement  was  adopted  in  1881,  the  object  being 
to  straighten  the  channel,  widen  it  to  100  feet,  and  deepen  it  to  12  feet; 
also  to  remove  such  snags,  stumps,  and  overhanging  trees  as  were 
obstructions  to  navigation. 

The  amount  expended  to  June  30, 1893,  was  $173,217.98.  It  has 
resulted  in  clearing  the  channel  of  the  most  prominent  stumps,  snags, 
and  overhanging  trees,  in  easing  most  of  the  bends,  and  in  removing 
such  shoals  as  obstructed  an  8-foot  navigation. 

The  amount  expended  during  the  past  fiscal  year  was  $19,921.51,  and 
has  resulted  in  a  farther  easement  of  bends  and  deepening  of  the  bayou, 
80  that  a  10-foot  channel  is  now  available  in  the  bayou  from  Houston 
to  Harrisburg,  a  distance  of  8  miles.  Obstructions  were  also  removed 
from  the  bed  and  banks  of  the  stream.  These  obstructions  are  renewed 
ill  more  or  less  degree  every  year  through  action  of  foods.  The  project 
is  not  capable  of  permanent  completion. 

July  1,  1893,  balance  unexpended $20, 532. 02 

June  SO,  1894,  amount  expended  during  fiscal  year 19, 921. 51 

July  1,  1894,  balance  unexpended 610. 51 

Amount  appropriated  by  act  of  August  17,  1894 15, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 15, 610. 51 

{Amount  (estimated)  required  for  completion  of  existing  project 176, 549. 75 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30,1896    50, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  appendix  U  6.) 

7.  Harbor  at  Brazos  Santiago^  Texas. — In  its  natural  state  the  chan- 
nel over  this  bur  was  shifting  and  its  depth  varied  from  6  to  8  feet. 
The  present  (original)  project  for  its  improvement  was  adopted  in  1881, 
the  object  being  to  fix  the  position  of  the  channel  over  the  bar  at  the 
entrance  and  to  deepen  it.  The  total  amount  expended  to  June  30, 
1893,  was  $189,858.59,  besides  an  appropriation  of  $G,000  in  1878  applied 
to  removing  a  wreck.  This  expenditure  has  had  no  useful  effect  upon 
the  bar,  and  the  works  heretofore  constructed  have  practically  disap- 
peared. 

The  amount  expended  during  the  fiscal  year  was  $75.41,  and  was 
principally  applied  to  keeping  a  record  of  commercial  statistics. 

July  1, 1893,  balance  uuexpended $57,626.41 

June  30,  1894,  amount  expended  during  fiscal  year 75. 41 

July  1,1894,  balance  unexpended 57,551.00 
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C  Amonnt  (estimated)  required  for  completion  of  existinf;  project $1, 071,  OSO.  23 

<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867. 

(See  Appendix  U  7.) 

WESTERN    RIVERS. 

IMPROVEMENT  OF  CERTAIN  RIVERS  AND  WATERWAYS  IN  LOUISIANA, 
TEXAS,  ARKANSAS,  MISSISSIPPI,  AND  TENNESSEE,  TRIBUTARY  TO 
MISSISSIPPI  RIVER;  WATER  GAUGES  ON  MISSISSIPPI  RIVER  AND 
PRINCIPAL   TRIBUTARIES. 

This  district  was  in  the  charge  of  Capt.  J.  H.  Willard,  Corps  of 
Engineers ;  Division  Engineer,  Col.  C.  B.  Comstock,  Corps  of  Engineers. 

i.  Red  Kiver,  Louisiana  and  ArJcansas. — The  improvement  of  this 
river  was  begun  in  1828,  and  appropriations  aggregating  $535,765.50 
were  made  between  1828  and  1852.  Between  1841  and  1852  no  appro- 
priation was  made,  and  a  longer  interval  elapsed  between  1852  and 
1872,  during  which  the  results  of  former  work  were  lost. 

The  present  improvement  commenced  in  1872,  at  which  time  the  river 
above  Shreveport,  La.,  was  closed  by  the  great  raft  32  miles  long  and 
increasing  conthmally ;  the  falls  at  Alexandria  were  impassable  at  low 
stages;  navigation  was  afl'ected  seriously  by  the  gradual  enlargement 
of  Tones  Bayou  Outlet,  19  miles  below  Shreveport,  which  depleted  the 
main  channel;  and  navigation  was  obstructed  by  snags,  raft,  sunken 
logs,  wrecks,  and  leaning  timber  throughout  the  entire  length  of  the 
river. 

The  project  of  1872  contemplated  removing  the  great  raft  and  closing 
Tones  Bayou.  Subsequently  it  was  enlarged  to  include  the  removal  of 
jams,  snags,  wrecks,  leaning  trees,  etc. ;  opening  and  enlarging  thechan- 
nel  through  the  falls  of  Alexandria,  La.;  deepening  shoal  places,  and 
closing  outlets  and  constructing  andrei)airing  levees  to  confine  the  river 
to  the  adopted  channel ;  to  improve  and  keep  navigation  open  from  Ful- 
ton, Ark.,  to  the  head  of  Atchafalaya  River,  Louisiana,  a  distance  of 
507  miles;  also  to  protect  the  banks  at  Alexandria  and  Shreveport 
from  erosion,  and  to  make  a  thorough  and  comprehensive  survey  on 
which  to  base  plans  and  estimates  for  permanent  improvement. 

The  amount  expended  from  1872  to  Juno  30,  1893,  was  $1,079,()04.28 
(including  outstanding  liabilities  of  $1,076.32),  resulting  in  great  benefit 
to  navigation.  A  channel  was  cleared  through  the  great  raft  in  1873, 
opening  to  navigation  188  miles  of  river  between  Shreveport  and  Fulton, 
and,  at  high  stages,  about  138  miles  above  Fulton.  The  subsequent 
work  of  snag  boats,  aided  by  the  action  of  the  current  and  by  the  incom- 
plete levee  system,  secured  greater  width  and  deptli  throughout  the  raft 
region,  with  a  channel  constantly  scouring,  until  now  there  flows  iu  a 
course  marked  out  for  it  a  broad  and  deep  river,  safe  at  all  but  thelow- 
est  stages.  Since  1872  the  low- water  line  has  fallen  more  than  15  feet 
at  head  of  the  raft,  diminishing  to  about  3  feet  at  Shreveport,  and  a 
similar  reduction  has  been  going  on  in  the  river  below.  Moderate  esti- 
mates, made  in  1872,  placed  the  annual  saving  to  the  planting  interest 
by  the  removal  of  the  raft  at  $150,000,  besides  relievingto  a  great  extent 
not  less  than  25,000  acres  of  fertile  lands  from  overflow.  No  work  for 
the  closure  of  Tones  Bayou  has  been  done  since  1882,  when  the  dam 
under  construction  was  destroyed.  That  outlet,  however,  is  filling  up 
gradually  with  drift,  whicrh,  in  connection  with  the  Avork  done  iu  the 
old  raft  region  above  and  below  its  mouth,  has  caused  the  main  channel 
to  widen  and  scour^  until  Jiot  less  than  two*thirds  of  the  flood  water  is  • 
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carried  by  Red  River,  where  tvrenty-one  years  ago  tliree-quarters 
escaped  tliroagh  Tones  Bayou  or  over  the  banks  into  Bayoa  Pierre, 
and  as  the  stretch  has  been  leveed  along  both  sides  there  is  no  doubt 
that  Red  River  soon  will  carry  the  whole.  The  rock  excavation  and 
dam  at  the  falls  of  Alexandria  were  completed  in  1885,  increasing  the 
period  of  navigation  about  two  months,  and  as  a  general  thing  permit- 
ting boats  to  pass  the  falls  the  year  round.  The  passage,  however, 
was  found  difficult  at*low  stages,  and  in  1892-'03  dredging  was  resumed, 
improving  navigation  at  the  upper  falls  greatly,  and  leaving  only  a 
small  amount  of  work  to  make  it  safe.  A  crib  dam  and  training  wall 
were  built  in  1884-'85  to  protect  the  bank  in  front  of  Alexandria  from 
erosion,  and  in  1892-'93  this  work  was  strengthened  and  the  caving 
bank  below  the  influence  of  the  dam  revetted  with  the  stone  excavated 
at  the  upper  falls.  The  removal  of  obstructions  from  the  channel  and 
clearing  the  banks  for  the  general  improvement  of  the  river  were  not 
begun  until  1878,  but  since  1885  operations  have  consisted  chiefly  of 
that  class  of  work,  and  by  persistent  efforts  of  snag  boats  the  river  has 
been  kept  oi[)en,  raft  prevented  from  forming,  the  dangers  of  navigation 
reduced  to  a  minimum,  and  steamboats  enabled  to  make  regular  trips 
at  the  lowest  stages  of  water.  The  work  of  closing  outlets  and  building 
levees  to  confine  the  river  to  the  adopted  channel  was  begun  in  1891, 
when  the  Sale  and  Murphy  Outlet,  near  the  Arkansas  and  Louisiana 
hne,  was  closed  by  a  heavy  earthen  dam,  which  caused  the  channel 
through  the  old  raft  region  below  to  scour  rapidly.  In  the  fiscal  year 
1893  a  system  of  levees  was  begun  by  cooperation  with  the  State  of 
Louisiana  and  local  levee  boards,  and  during  that  year  work  was  under- 
taken to  the  amount  of  3,246,088  cubic  yards,  aggregating  75  miles  in  • 
length,  at  a  cost  of  more  than  $550,000,  of  which  only  about  one-tenth 
was  built  by  the  United  States,  and  the  proportion  of  its  cost  was  less 
than  9  ]>er  cent.  The  survey  of  the  river  was  caiTied  from  Fulton 
to  the  Atchafalaya,  and  checked  by  a  line  of  precise  level  from  Delta 
to  Shreveport,  La.,  and  continuing  down  Red  River  from  Shreveport  to 
the  mouth. 

During  the  fisc*al  year  ending  June  30,  1894,  the  removal  of  obstruc- 
tions by  means  of  snag  boats  was  continued  with  benefit  to  navigation 
at  all  stages,  and  especially  during  the  periods  of  low  water.  The 
river  between  the  head  of  the  old  raft  and  the  mouth  of  Black  River 
was  worked  over  thoroughly  twice,  special  attention  having  been  given 
to  the  most  obstructed  portions.  Valuable  work  was  accomplished  in 
the  raft  region  above  Shreveport,  permitting  the  local  packet  to  follow 
the  track  of  the  snag  boat,  making  quick  time  and  encountering  no 
obstructions  at  the  lowest  stage  of  water  of  record.  What  is  known 
as  the  Little  River,  below  Tones  Bayou  to  Knox  Point,  was  worked 
over  at  frequent  intervals,  to  remove  obstructions  in  the  channel,  shore 
snags,  and  timber  on  caving  and  sliding  banks.  Dredging  at  the  upper 
fiiUs,  near  Alexandria,  was  continued  until  the  allotment  for  the  work 
was  exhausted;  3,483  cubic  yards  of  rock  was  excavated  from  the 
channel,  the  greater  portion  of  which  was  used  for  raising  and 
strengthening  the  crib  dike  and  revetting  the  caving  brink.  For  con- 
fining the  river  to  the  adopted  channel,  about  79,000  cubic  yards  of 
levee  work  was  built  by  the  United  States,  in  conjunction  with  a 
mach  larger  quantity  done  by  local  districts  and  the  State  of  Louisiana. 
The  channel  through  the  lakes  and  Cypress  Bayou,  between  Shreve- 
port, La.,  and  Jefferson,  Tex.,  was  cleared  of  stumps,  leaning  timber, 
etc.,  under  the  allotment  for  that  work.  Field  work  of  the  survey  was 
limited  to  a  reconnoissance  from  Fulton  to  the  Atchafalaya  to  deter- 
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mine  changes,  make  borings,  etc.     Gauge  observations  at  high  and 
low  stages  were  made,  and  the  constraction  of  maps  was  continued. 
The  amounts  expended  during  the  year  Were: 

For  general  improvement $17,763.58 

For  work  at  Alexandria 1, 875. 35 

For  Little  River  from  Scopini  Cut-off  to  Knox  Point 2, 155. 52 

For  construction  of  levees 14, 539. 49 

For  survey  of  Red  River •. 15,732.89 

For  Cypress  Bayou  and  the  lakes 1, 682. 83 

Total 53,749.66 

July  1,  1893,  balance  unexpended $97, 072. 04 

Received  on  account  of  overpayments  to  land-grant  railroads 37. 31 

97,109.35 
June  30,  1894,  amount  expended  during  fiscal  year 53, 749. 66 

July  1,  1894,  balance  unexpended ' 43,359.69 

July  1,  1894,  outstanding  liabilities 64. 75 

July  1,  1894,  balance  available 43,294.94 

Amount  appropriated  by  act  of  August  17,  1894 150, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 193, 294. 94 

{Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June 
30,  1896 1,000,000.00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,1893. 

(See  Appendix  V  1.) 

2.  Red  Rh'er  above  Fulton^  Ark. — The  project  adopted  for  this  work 
in  1886  contemplated  removing  snags,  drift,  etc.,  above  Fulton,  Ark., 
to  the  month  of  Kiamichi  Kiver,  Indian  Territory,  about  138  miles,  to 
give  reasonably  safe  navigation  at  high  stages. 

The  amount  expended  to  June  30, 1893,  was  $15,207.35,  with  which  a 
small  hand-propelled  snag  boat  was  built  and  employed  in  the  fiscal 
years  1888  and  1889  in  removing  obstructions  to  navigation.  In  the 
fiscal  year  1891  the  snag  boat  was  sold  to  the  work  of  improving  Red 
Kiver,  Louisiana  and  Arkansas,  for  $1,500,  and  the  proceeds  of  the 
sale,  with  the  appropriation  of  1890,  were  applied  to  going  over  the 
work,  removing  snags,  drift,  and  leaning  trees,  practically  completing 
the  project  for  safe  navigation  at  high  stages.  Under  the  act  of  1892 
the  largest  Rod  River  snag  boat  was  employed  in  removing  obstruc- 
tions to  navigation  for  a  period  of  seventy  days,  and  found  considerable 
improvement  in  depth  of  channel  by  scour  since  the  previous  work. 
Although  the  stages  during  the  time  it  was  at  work  were  near  extreme 
low  water,  the  snag  boat,  30  feet  beam  and  30  inches  draft,  crossed 
the  bars  without  difiiculty.  Work  was  carried  from  Fulton  to  the 
Kiamichi  River,  and  consisted  of  clearing  a  safe  low-water  channel  for 
the  passage  of  tlie  snag  boat,  that  being  all  that  could  be  done  with  the 
small  amount  available.  The  channel  will  scour  and  widen,  but  the 
work  is  not  permanent,  as  new  obstructions  are  added  continually. 

No  work  was  done  during  the  fiscal  year  ending  June  30, 1894,  as 
the  balance  was  not  sufficient  to  resume  operations. 

The  commerce  of  this  part  of  Red  River  at  present  is  inconsiderable, 
and  until  a  single  appropriation  of  $10,000  can  be  granted,  to  permit 
the  systematic  clearing  of  timber  along  the  banks  and  removal  of  the 
obstructions  in  the  channel,  no  further  work  is  recommended.  This 
amount  can  be  expended  to  advantage  in  one  low-water  season,  and 


Digitized  by  VjOOQIC 


RIVER   AND   HARBOR   IMPROVEMENTS.  241 

the  work  would  stop  accumulations  of  drift,  permit  the  channel  to 
scour,  and  benefit  navigation  below  Pulton  to  a  great  extent  by  lessen- 
ing the  source  of  jams  or  raft. 

July  1,  1893,  balance  unexpended $292.65 

June  30,  1894,  amount  expended  during  fiscal  year 2.29 

July  1,  1894,  balance  available 290.36 

I  Amount  appropriated  by  act  of  August  17,  1894 3,500.00 

Amount  available  for  fiscal  year  euding  June  30,  1895 3, 790. 36 

J  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    10, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  V  2.) 

3.  OimcJiita  and  Black  riverSj  Arkansas  and  Louisiana. — The  improve- 
ment of  Ouachita  River  was  commenced  in  1871.  Black  River,  connecting 
the  Ouachita  with  Red  River,  was  added  under  the  same  head  of  appro- 
priation by  act  of  1884.  The  project  under  which  work  has  been 
carried  on  since  1874  contemplates  the  removal  of  snags,  logs,  wrecks, 
leaning  timber,  etc.,  obstructing  navigation,  and  the  improvement  of 
shoal  places  by  dams  and  dredging,  between  Camden,  Ark.,  and  the 
mouth  of  Black  River,  a  distance  of  341  miles.  No  estimate  of  cost  is 
given,  as  the  nature  of  the  work  requires  that  it  be  continuous. 
.  The  amount  expended  to  June  30, 1893  (including  outstanding  lia- 
bilities of  $14.92),  was  $351,938.94,  of  which  $238,351.07  was  applied 
under  the  present  project.  An  iron-hull  snag  boat  was  purchased  in 
1875  and  repaired  with  a  new  steel  bottom  in  1886,  and  a  small  wooden 
snag  boat  was  purchased  in  1888.  From  1875  to  the  end  of  the  fiscal 
year  1893  operations  were  carried  on  whenever  funds  were  available 
and  conditions  favorable  for  work,  and  consisted  chiefly  of  the  removal 
of  snags,  logs,  wrecks,  and  tree  slides  from  the  channel,  and  cutting 
leaning  timber,  though  an  increased  depth  was  obtained  at  some  of  the 
shoals  by  building  wing-dams  of  stone  or  brush. 

During  the  fiscal  year  ending  June  30, 1894,  the  snag  boat   Wagner 
was  employed  for  a  period  of  three  months  in  removing  obstructions  to 
I  navigation  between  Jack's  Island,  Ark.,  and  Bayou  Louis,  La.,  a  dis- 

tance of  200  miles.  At  Catahoula  Shoals  a  channel  65  feet  wide  and 
4  feet  deep  at  low  water  was  dredged  through  that  obstruction,  requir- 
ing the  excavation  of  29,026  cubic  yards  of  material.  This  work  was 
8topi>ed  by  high  water,  but  will  be  resumed  and  completed  during  the 
low- water  season  of  1894.  A  line  of  precise  levels  was  run  from  Natchez 
and  Vidalia  on  the  Mississippi  to  Trinity  at  the  junction  of  Ouachita, 
Black,  Tensas,  and  Little  rivers,  and  thence  along  the  Ouachita  between 
Trinity  and  Monroe.  A  new  hull  was  purchased  for  repairiug  the 
small  wooden  snag  boat,  at  a  cost  of  $4,000. 

The  entire  available  balance  has  been  allotted  to  complete  the  work 
at  CatsJioula  Shoals,  and  to  fit  up  the  machinery  on  the  new  hull  of  the 
wooden  snag  boat. 

July  1,  1893,  balance  unexpended $30,575.98 

June  30, 1894,  amount  expended  during  fiscal  year 19, 709. 97 

July  1,  1884,  balance  unexpended 10,866.01 

July  1,  1894,  outstanding  liabilities 8.77 

July  1,  1894,  balance  available 10,857.24 

Amonot  appropriated  by  act  of  August  17, 1894 50,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 60, 857. 24 
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C  AmouBt  that  cau  be  profitably  expended  in  fiscal  rear  ending  J  nnc  30, 1896  $^0,000.00 
<  Sabmltted  in  compliauce  with  roquireraentB  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  V  3.) 

4.  Bayous  l^Arhonne  and  Carney^  Louisiana. — The  project  for  this 
improvement,  adopted  in  1884,  contemplated  two  seasons'  work  for  the 
removal  of  snags,  logs,  wrecks,  leaning  timber,  etc.,  obstrncting  navi- 
gation from  Stein  Bluff,  on  the  Corney  Branch,  to  the  mouth  of  D^Ar- 
bonne,  42J  miles,  at  an  estimated  cost  of  $15,000.  The  river  and  har- 
bor act  of  1892  required  that  $1,000  should  bo  expended  for  the 
improvement  of  the  Comey  above  Stein  Blufl'  to  the  hesid  of  naviga- 
tion, a  distance  of  16J  miles. 

The  amount  expended  to  June  30,  1893,  was  $10,874.94.  Before  the 
improvement  commenced  the  bayou  was  navigable  at  high  stages  for 
abont  BIX  to  seven  months  of  the  year.  The  work  extended  the  perio<l 
of  navigation  fully  one  month,  enabled  boats  of  double  the  capacity  of 
those  used  formerly  to  make  quicker  time  and  with  greater  safety, 
reduced  freight  rates  one-half,  and  extended  navigation  lOJ  miles  up  the 
Corney  Branch. 

During  the  fiscal  year  ending  June  30, 1894,  work  for  the  removal  of 
obstructions  to  navigation  commenced  at  Cobb  Landing,  the  bead  of 
navigation  on  Bayou  Corney,  and  was  carried  down  to  mouth  of  the 
D'Arbonne.  The  work  was  done  at  thelowest  stages,  and  the  removal 
of  stumps  and  other  obstructions  from  the  channel,  and  leaning  tim- 
ber, not  only  lessened  the  danger  of  navigation,  but  enabled  steam- 
boats to  run  to  Cobb  Landing  on  a  stage  2  feet  lower  than  formerly. 

The  work  is  not  permanent,  as  new  obstructions  are  added  from  time 
to  time,  but  as  the  original  project  for  benefiting  high-water  navigation 
has  been  completed  no  estimate  is  made  ibr  continuing  the  improve- 
ment. 

Jnly  1, 1893,  balance  unexpended $4,125.06 

Jnno  30, 1894,  amount  expended  during  fiscal  year 2, 890. 51 

Jnly  1,1894,  balance  available 1,234.55 

Amount  appropriated  by  act  of  August  17,  1894 3,0CO.0O 

Amount  available  for  fiscal  year  ending  June  30, 1895 4, 234. 55 

(See  Ai)pendix  V  4.) 

5.  Bayou  Bartholomew^  Louuiana  and  Arkansas. — The  project  for 
this  improvement,  adopted  in  1881,  contemplated  the  removal  of  suags^ 
logs,  wrecks,  leaning  timber,  etc.,  to  give  safe  navigation  from  the 
mouth  to  Baxter,  Ark.,  about  150  miles.  The  original  estimate  of 
cost  i'or  two  consecutive  seasons'  work  was  $26,802,  but  as  new 
obstructions  are  added  every  year  no  estimate  for  permanent  improve- 
ment has  been  made. 

The  amount  expended  to  June  30, 1893,  was  $32,651.90.  Operations 
extended  over  the  entire  i)ortion  of  the  bayou  l)etween  Baxter  and 
the  mouth,  and  some  of  the  worst  obstructed  reaches  were  worked 
over  two  and  three  times,  but  the  appropriations  were  too  small  to  do 
the  work  thoroughly  as  contemplated  in  the  original  i)roject.  The 
work  done  at  intervals,  however,  has  benefited  navigation  to  a  great 
extent.  Before  operations  commenced  the  average  duration  of  the 
navigable  season  was  three  months.  The  work  gave  better  and  safer 
navigation  for  about  six  months;  enabled  boats  of  double  the  capacity 
to  make  trips  in  half  the  time,  and  firdght  rates  were  reported  to  have 
been  reduced  50  per  cent. 
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Duriiig^  the  fiscal  year  cndiug  June  30^  18M,  work  for  ti«c  removal 
of  obstructions  to  navigatron  extended  from  McComb»  Landing, 
Ark.,  some  30  miles  below  Baxter,  considered  the  head  of  naviga- 
tioD^  to  the  mouth.  The  stream  wa»  found  badly  obstructed  by  ftlleu 
timber,  niany  of  the  trees  bridging  the  bayou.  The  work  was  done  at 
low  stages,  renelering  navigation  comparatively  safe  at  high  ,  and 
medium  stages.  In  the  partof  the  stream  below  Lind  Grove,  La.,  which 
IkhI  been  worked  over  most  thoroughly  in  pre4*eding  years,  considerable 
iniproyenient  in  the  depths  on  bars  was  noted,  the  channel  having 
scoured  from  4  to  10  inches  deei;>er  at  shoals  where  snags  and  logs  had 
been  removed  thoroughly, 

July  1, 1893,  balance  nnexpended $5,^*8.10 

June  30, 1894,  amount  expended  during  fiscal  year -.       4, 314. 03 

July  1,1J»4,  balance  unexpentlod.: 1,034.07 

July  1,1884,  otttstandiug  liabilities > .24 

July  1, 1894,  balance  available 1,033.83 

AmoDDt  appropriated  by  act  of  An^st  11, 1894 5,000.00 

Amwint  available  for  fiscul  yeas  eiMling  JnneSO,  1895 6, 033. 83 

JAnionnt  that  can  be  profitably  expanded  in  fiscal  ycareutlihg  June 30,1896    10, 000. 00 
Submitted  in  eomplinnco  with  reqnircments  of  Bert  ions  2  of  river  and 
harbor  acts  or  1866  and  1867  ami  of  sundry  eirii  act  of  >!arrb  3,  1893. 

(Sec  Appe:>dix  V  5). 

6.  Bceiif  River,  Louisiana. — Tlic  project  for  improving  this  river, 
adopted  in  1881,  couteinx)]ated  removing  siuigs,  logs,  leaning  timber, 
etc.,  obstructing  navigation  at  high  stages  between  the  mouth  and 
Wallace  Liinding,  about  152  miles  above,  by  two  consecutive  seasons' 
wort,  at  a  cost  estimated  at  $20,000.  This  amount  was  appropriated  in 
sums  of  $5,WKI  each  in  a  period  of  six  years.  As  new  obstructions  are 
added  every  year,  and  require  removal  from  time  to  time  in  the  interest 
of  safe  navigation,  no  ei^ti mate  for  permanent  improvement  has  been 
made.  The  closure  of  three  outlets  near  Point  Jefferson,  La.,  was  iidded 
to  the  preaeetin  188G. 

The  amount  expende<l  to  June  30, 1893,  was  $30,839.97,  which  enabled 
steamboats  to  run  to  Point  Jeffe.*son,  10  miles  below  Wallace  Landing, 
at  high  stages,  with  greater  safety;  and  below  the  Vicksburg,  Shreve- 
port  aiid  Pacific  l^ailroad  bridge  they  could  navigate  without  danger 
at  any  stuge  Irigh  enough  to  permit  them  to  cn>ss  the  bars,  at  a  saving 
of  at  least  thirty-six  hours  on  tlio  round  trij).  The  three  outlets  were 
closed,  as  securely  as  possible  with  the  means  available,  in  1887-'8S, 
and  tne  work  gave  immediate  benefit  to  navigation  by  confining  the 
flow  to  its  natural  course  and  scouring  the  bars  below,  but  the  dams 
were  destroyed  during  the  overflow  from  the  Mississippi  iiiv^^r  in  the 
spring  of  1890.  It  is  essential  that  they  be  rebuilt,  and  the  estimated 
cost  of  the  work  required  is  $30,000. 

During  the  fiscal  year  ending  June  30, 1894,  work  for  the  removal  of 
obstructions  to  navigation  was  cominenced  at  the  numth,  November  13, 
and  carried  upstream  to  Winters  Place,  about  10  miles  at>ovethe  Vicks- 
burg, Shrevei)ort  and  Pacific  Railroad  bridge,  w^hore  it  was  suspended 
Janimry  8  by  high  water.  The  part  of  the  stream  worked  over  was 
benefited  greatly,  and  put  in  safe  condition  for  navigation  at  any  stage 
high  eirofigh  to  permit  steamboats  to  run.  The  work  will  be  continued 
uimtream  as  soon  as  the  water  falls  with  reasonable  prospect  of  its 
remaining  low. 
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July  1,  1893,  balance  nnezpeuded $10, 160.03 

Received  on  acconnt  of  overpayment  to  land-grant  railroad 1. 45 

10, 161. 48 
June  30,  1894,  amount  expended  during  fiscal  year 3, 956. 75 

July  1,1894,  balance  available 6,204.73 

Amount  appropriated  by  act  of  August  17,  1894 8, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 14, 204. 73 

{Amount  that  can  be  profitably  exx>ended  in  fiscal  year  ending  June  30, 
1896,  including  closure  of  outlets 35,000.00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  V  6.) 

7.  Tensas  River  and  Bayou  Magorij  Louisiana. — The  project  for  improv- 
ing  Tensas  River,  adopted  in  1881,  contemplated  removing  snags,  logs, 
and  leaning  timber  obstructing  navigation  between  the  mouth  and 
Dallas,  about  134  miles  above,  at  an  estimated  cost  of  $23,000.  Bayou 
Ma^on,  a  tributary,  was  added  under  the  same  head  of  appropriation 
by  act  of  1884,  and  the  project  contemplated  removing  the  same  class 
of  work  between  its  mouth  and  Floyd,  about  98  miles  above,  at  an 
estimated  cost  of  $17,000.  The  estimates  were  based  upon  calcula- 
tions for  continuous  work  in  one  low-water  season,  and,  in  view  of  the 
appropriations  made,  are  without  value,  as  new  obstructions  are  added 
every  year  and  require  removal  in  the  interest  of  safe  navigation  from 
time  to  time. 

The  amount  expended  to  June  30,  1893,  was  $24,424.64,  of  which 
$7,529.25  was  applied  to  improving  Tensas  Eiver  and  $16,895.39  to 
Bayou  Ma^ou.  With  these  expenditures  Bayou  Ma5on  below  Floyd 
and  Tensas  River  below^  the^entrance  of  the  Majon  were  put  in  fairly 
good  navigable  condition,  enabling  steamboats  to  make  quicker  trips 
into  the  Ma^on,  the  principal  commercial  branch,  during  the  navigable 
season,  with  comparative  ease  and  safety. 

In  the  past  fiscal  year  Tensas  River  was  worked  over  December  11, 
1893,  to  January  30,  1894,  from  its  mouth  up  to  Tensas  Bluff,  ordina- 
rily considered  the  head  of  navigation.  This  w^ork  lessened  the  danger 
of  navigation  and  enabled  boats  to  make  faster  time. 

Although  new  obstructions  are  added  from  time  to  time,  it  is  believed 
that  with  the  balance  of  the  original  estimate  in  one  appropriation 
both  streams  can  be  cleared  of  obstructions  so  thoroughly  as  not  to 
need  attention  for  several  years. 

July  1,  1893,  halance  unexpended $1, 575. 36 

June  30, 1S94,  amount  expended  during  fiscal  year 1, 575. 36 

Amount  appropriated  by  act  of  August  17,  1894 5, 000. 00 

{Amount  (estimated)  required  for  completion  of  existing  project 9, 000. 00 
Amount  that  can  be  profitabl^expende<l  in  fiscal  year  ending  June  30, 1896      9, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  V  7.) 

8.  Big  black  BiveVy  Mississippi. — The  project  for  this  improvement, 
adopted  in  1884,  contemplated  clearing  a  channel  suitable  for  navigation 
at  high  stages  by  the  removal  of  snags,  logs,  leaning  timber,  etc., 
between  the  mouth  and  Gox  Ferry,  about  130  miles  above.  The  cost 
of  completing  the  work  in  two  seasons  was  estimated  at  $32,000,  but 
new  obstructions  are  added  each  year. 
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The  amount  expended  to  June  30, 1893, was  $9,914.07.  The  first  appro- 
priation, (5,000,  was  applied  to  removing  the  principal  obstructions 
from  the  month  upstream  about  75  miles.  The  next  appropriation,  by 
act  of  1886,  contained  a  provision  that  no  portion  should  be  expended 
until  the  State  of  Mississippi  caused  certain  bridges  to  be  so  constructed 
as  not  to  obstruct  navigation.  The  act  of  1890  removed  the  restriction. 
and  in  1891  the  funds  were  applied  to  work  between  Baldwin  ana 
Ivan  hoe  ferries,  a  stretch  of  about  20  miles  No  work  has  been  done 
since. 

The  funds  available  will  be  applied  to  continuing  the  removal  of 
leaning  timber  and  snags  as  soon  as  the  water  reaches  a  low  stage. 

In^  view  of  the  small  amount  of  commerce  to  be  benefited,  the  fact 
that^there  is  no  probability  of  an  increased  business  for  years  to  come, 
and  the  cost  of  maintaining  navigation  by  the  removal  of  obstructions 
added  every  year,  no  estimate  is  submitted  for  continuing  this  work. 

July  1,  1893,  balance  anexpended $5,085.93 

JoiTe  30,  1894,  aiuouut  expended  daring  fiscal  year 280. 96 

Jaly  1,  1894,  balance  unexpended 4,804.97 

(See  Appendix  V  8.) 

9.  Yazoo  River^  Mississippi, — Work  in  this  river  commenced  in  1873. 
The  project  contemplates  removing  wrecks,  snags,  logs,  leaning  timber, 
etc.,  obstructiDg  navigation.  New  obstructions,  caused  by  floods,  cav- 
ing and  sliding  banks,  etc.,  are  brought  into  the  river  every  year,  and 
no  estimate  for  permanent  improvement  is  given  on  this  account. 

The  total  amount  expended  to  June  30, 1893,  was  $223,578.40  (includ- 
ing outstanding  liabilities  of  $19.82),  part  of  which  was  applied  to  con- 
structing the  snag  boat  Meigs,  the  purchase  of  a  pumping  dredge,  and 
to  the  survey  of  the  mouth  and  lower  river.  The  benefits  derived  from 
the  work  are  marked.  The  large  number  of  wrecks  which  obstructed 
the  river  and  limited  tbe  period  of  navigation,  many  of  which  were  sunk 
to  prevent  pa^ssage  during  the  war  of  the  rebellion,  were  removed  so  as 
to  present  little  or  no  obstruction,  and  the  persistent  work  of  snag  boats, 
can-ied  on  whenever  funds  were  available  for  the  purpose,  for  the 
removal  of  snags,  logs,  leaning  timber,  etc.,  gave  steamboat  navigation 
from  mouth  to  head  at  all  stages  the  year  round. 

During  the  fiscal  year  ending  June  30,  1894,  tbe  snag  boat  Meigs  was 
employed  in  the  season  of  low  water  removing  obstructions. 

More  sliding  banks  were  found  than  at  any  period  within  the  preced- 
ing ten  years,  and  heavy  and  effective  work  was  done,  putting  the  river 
in  good  navigable  condition  for  the  time. 

ISTearly  all  of  the  available  balance  was  allotted  by  act  of  1888  for  the 
pnmping  dredge. 

Jnly  1,  1893,  balance  unexpended $11,441.42 

June  30,  1894,  amount  expended  during  fiscal  year 8,  978. 29 

Joly  1,  1894,  balance  unexpended 2,468.13 

July  1,  1894,  outstanding  liabilities 14.50 

Jnly  1,  1894,  balance  available 2,448.^ 

Amount  appropriated  by  act  of  August  17,1894 20,0OO.UO 

Amount  available  for  fiscal  year  ending  June  30,  1895 22, 448. 63 

r  Amount  that  can  be  profitably  expended  in  fiscal  year  ending.!  nne  30, 1896  100, 000. 00 
I  Submitt<^d  in  compliance  with  requirements  of  sections  2  of  river  and 
\     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  V9.) 
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10.  Month  of  Yazoo  Sirerj  Mi^^si^L — The  shifting  bar  at  month 
of  Yazoo  River  is  the  most  serious  obstraetion  to  navigation  of  that 
river  and  its  main  tributaries^  a  system  of  about  800  miles.  At  low 
stages  boats  are  prevented  from  entering  or  leaving  the  river  without 
lightering,  and  frequently  navigation  across  the  bar  Is  closed  entirely. 
The  proi>osed  i>ni>rovement  contemplates  making  a  new  outlet  from  the 
former  moutl)  of  Yazoo,  on  Old  River,  through  the  deep  water  in  Old 
River,  acrovss  the  neck  of  low  land  between  Long  ami  Barnett  lakes  to 
Lake  Centennial,  around  tlie*head  of  De  Soto  Island,  and  along  the 
front  of  Vicksburg,  entering  the  Mississippi  River  on  tlie  channel  side 
at  Kleinston.    The  cost  of  the  work  is  estimated  at  $1,200,000. 

Tlie  river  and  harbor  act  of  1892  appropriated  $75,000  for  beginning 
work,  to  be  applied  to  obtaining  and  clearing  and  giubbing  the  rfght 
of  way  for  the  land  cut,  and  to  include  necessary  boiings  and  gaug- 
ings.  A  survey  of  trial  and  final  lines  for  location  of  the  canal  was 
made;  a  line  of  incciic  level  from  Vicksburg  to  Greenwood,  near  the 
headwaters  of  the  Yazoo,  and  thence  to  Greenville  on  the  Missis- 
sippi, was  completed ;  most  of  the  discharge  observatioits  were  com- 
puted, and  all  the  field  work  was  plotted  and  the  maps  were  neniing 
completion  at  the  close  of  the  fiscal  year  ending  June  30, 1893. 

During  the  fiscal  year  ending  June  30,  1894,  the  maps  have  been 
finished,  iron  and  stone  pipes  sunk  at  intervals  on  the  east  side  of  the 
dredged  channel  in  front  of  Vicksburg,  and  connected  with  the  system 
of  levels  and  borings  made  along  the  proposed  lino  between  Old  River 
and  Lake  Centennial,  extending  below  the  grade  of  the  cut,  and  the 
character  of  material  to  be  encountered  determined.  The  engineer 
in  charge  was  authorized  to  enter  into  negotiations  with  owners  of  the 
lands  required  for  the  right  of  way,  but  had  not;  been  able  to  report 
reasonable  offers  at  the  end  of  the  fiscal  year,  and  it  may  be  necessary 
to  institute  proceedings  for  condemnation,  as  provided  in  the  act 
approved  July  13, 1892. 

Whether  the  work  shall  be  done  by  contract  or  by  purchase  of  plant 
and  employment  of  men,  the  engineer  in  charge  recommends  that  the 
full  appropriation  be  made,  both  for  economy  of  money  and  to  reduce 
the  time  required  for  completion. 

Amount  of  oriy^inul  estimate $1,500,000.00 

Amount  of  revised  estimate 1,200,000.00 

Amount  required  to  complete  the  work 1, 125, 000.  00 

July  1,  1893,  balance  unexpended $65,580.85 

June  30,  1894,  amount  expended  during  fiscal  year 4,  490. 06 

July  I,  1894,  balance  nnexpended 61,0S4.  79 

July  1,  1894,  outstanding  liabilitiea 2.00 

July  1,  1894,  balance  available 61,082.79 

Amount  appropriated  by  actof  Augiiat  17,  1894: 

For  the  cut $225, 000. 00 

For  Vicksburg  Harbor 40,000.00 

265,  000.  CO 


Amount  available  for  fiscal  year  ending  June  30,  1895 326, 082. 79 


Amount  (estimated)  required  for  completion  of  existing  project 860,000.  00 

Amount  that  can  boprotitably  exiieodetl  in  fmcoX  year  ending  J  one 

SO,  1«)6 ., 635,000.00 

Snbmirted  incompliance  with  requirements  of  seetions2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 
(See  Appendix  V  10.) 
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11.  Tchula  La^cCj  Mississippi. — This  work  was  commenced  in  1881,  and 
the  project  contemplated'  removing  snags,  logs,  leaning  timber,  etc., 
obstracting  navigation,  to  permit  light-draft  boats  to  enter  the  lake 
earlier  in  the  season.  The  estimate  cost  of  removing  obstructions 
was  given  in  1880  at  $10,000,  if  the  work  was  done  in  one  low- water 
season.  The  first  appropriation  was  $3,000,  and  the  total  amount  of 
the  estimate  was  not  appropriated  for  eight  years.  The  work  is  of  such 
uatnrc  that  it  must  be  gone  over  to  remove  obstructions  added  from 
time  to  time,  and  no  estimate  for  x>ermanent  improvement  is  given  on 
this  account.  ^ 

The  amount  expended  to  June  30,  1893,  was  $15,053.82,  with  which 
the  greater  iwrtiou  of  the  leaning  timber  was  cleared,  and  the  principal 
obstructions  removed  from  the  channel,  giving  greater  ease  and  safety 
to  the  passage  of  steamboats  through  the  lake ;  but  the  period  of  navi- 
gation was  not  prolonged,  owing  to  enlargement  of  the  bars  in  the  lake. 

Kg  work  was  done  during  the  fiscal  year  ending  June  30, 1894,  but 
it  is  intended  to  resume  operations  when  the  water  falls  to  a  low  stage. 

Tho  unexi)ended  balance  and  the  appropriation  made  during  the 
present  session  of  Congress  will  be  applied  to  removing  obstructions 
in  tho  lake. 

July  1,  1893,  balanco  unexpended $2, 946. 18 

July  1,  1894,  outstaudiug  liabilities 9.00 

July  1,  1894,  balanco  available 2,937.18 

Amount  ai)propriated  by  act  of  August  17,  1894 3, 000. 00 

Amount  available  for  fiscal  year  ending  Juno  30,  1895 5,937. 18 

(See  Appendix  V  11.) 

iP.  Tallahatchee  Rirer,  Mississippi. — This  improvement  was  begun  in 
1879.  The  project  contemplated  removing  snags,  sunken  logs,  wrecks, 
leaning^  timber,  etc.,  obstructing  navigation  from  mouth  of  the  river  to 
its  junction  with  Coldwater  Kiver,  about  100  miles  above.  The  esti- 
mated cost  of  removing  obstructions  was  given  in  1879  at  $40,000,  if 
completed  in  two  seasons'  work.  Kew  obstructions  arc  added  each 
year  by  sliding  and  caving  banks,  the  shifting  and  scouring  of  tho 
channel  exposes  others  or  lodges  them  upon  bars,  and  no  estimate  for 
permanent  improvement  is  given  on  this  Jicconnt. 

The  t4>t«l  amount  exi)ended  to  June  30, 1894,  was  841,552.5(5,  of  which 
810,000  wsis  lerjuired  by  law  to  be  expended  above  mouth  of  Coldwater, 
a  part  of  tho  river  in  which  there  has  been  no  navigation  since  the  war, 
and  which  was  not  included  in  the  project  for  improvement.  With  the 
small  api)ropriations  made,  great  benefit  to  navigation  has  been 
obtained  between  tho  mouth  and  Sharkey  Landing,  about  05  miles 
above,  enabling  steamboats  to  run  to  that  place  at  all  stages  the  year 
round.  Before  the  improvement  commenced  there  was  navigation  for 
only  about  six  months  of  the  year.  Little  was  done  above  Sharkey, 
because  the  funds  available  were  not  sufficient,  and  because  until  1890 
the  steamboat  interest  reported  that  boats  would  not  run  above  that 
landing,  except  to  make  occasional  trips  at  high  stages  when  naviga- 
tion was  as  good  and  about  as  safe  as  in  the  lower  river.  No  benefit 
was  derived  from  the  work  done  in  1880, 1881,  and  1882  above  the 
moutli  of  Coldwater  to  Batesville,  required  by  tho  terms  of  appropria- 
tions. 

In  tho  fiscal  year  ending  June  30,  1894,  the  snag  boat  Meiga  was 
employed  for  thirteen  days  in  removing  obstructions,  chiefly  tree  slides, 
of  which  there  was  a  large  number.    Operations  extended  from  the 
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mouth  up  to  Cassity  Bayou,  one-half  mile  below  Sharkey  Landing, 
and  put  the  lower  river  in  good  navigable  condition  for  the  time,  but 
should  be  repeated  as  soon  as  practicable,  to  remove  obstructions 
which  are  adding  continually,  and  the  stretch  above  Sharkey  to  the 
mouth  of  Coldwater  should  be  worked  over  thoroughly. 

The  sum  of  $10,000  can  be  expended  to  advantage  of  commerce  and 
navigation  in  one  season  of  low  water. 

July  1,  1893,  balance  unexpended $947. 44 

June  30,  1894,  amount  expended  during  fiscal  year 937. 89 

July  1,  1894,  balance  unexpended 9. 55 

July'*I,  1894,  outstanding  liabilities 6. 50 

July  1, 1894,  balance  available 3.05 

Amount  appropriated  by  act  of  August  17,  1894 4, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 4, 003. 05 

(  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    10, 000. 00 
<  Submitted  in  compliance  with  requirements  of  sections  *2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  V  12.) 

13,  Steele  and  Washington  bayous^  Mississippi. — The  improvement  of 
Steele  Bayou  commenced  under  the  river  and  harbor  act  of  1884. 
Washington  Bayou,  about  7  miles  long,  which  connects  Steele  Bayou 
with  Lake  Washington,  was  added  by  act  of  1886.  The  project  con- 
templates removing  suags,  stumps,  drift,  and  leaning  timber  obstruct- 
ing high-water  navigation. 

The  amount  expended  to  June  30, 1893,  was  $10,056.43,  with  which 
Steele  Bayou  was  worked  over  twice  from  its  source  in  Swan  Lake  to 
its  mouth,  and  the  obstructions  in  Washington  Bayou  were  removed  in 
188C,  resulting  in  greater  ease  and  safety  to  steamboat  navigation,  but 
the  work  was  by  no  means  thorough  on  account  of  small  appropria- 
tions. 

No  work  was  done  during  the  fiscal  year  ending  June  30,  1894. 

Steamboat  navigation  of  this  stream  was  not  commenced  until  1879, 
and  since  the  construction  of  a  raihoad  through  the  country  in  1884  it 
has  dwindled  until  there  is  practically  no  trade.  It  is  navigable  only 
when  the  Mississippi  is  high  enough  to  fill  the  lower  part  with  back- 
water, and  owing  to  the  uncertainty  of  navigation  there  is  no  proba- 
bility that  the  steamboat  business  will  revive.  In  view  of  the  forego- 
ing, no  estimate  is  made  for  continuing  work. 

July  1, 1893,  balance  unexpended $2, 443. 57 

June  30, 1894,  amount  expended  during  fiscal  year .31 

July  1, 1894,  balance  unexpended 2, 443. 26 

(See  Appendix  V  13.) 

14,  Bi^  Sunflower  River ^  Mississippi. — Work  in  this  river  commenced 
in  1879.  The  project  contemplated  the  removal  of  snags,  sunken  logs, 
and  leaning  timber  obstructing  navigation,  and  building  wing  dams  to 
scour  a  channel  about  40  inches  deep  at  the  bars.  The  original  esti- 
mate of  cost  was  $66,000,  made  with  a  view  to  completing  the  work  then 
required  in  three  or  four  consecutive  seasons  of  low  water.  As  new 
obstructions  are  added  from  time  to  time,  which  should  be  removed  in 
the  interest  of  safe  navigation,  no  estimate  for  permanent  improvement 
is  given. 

The  amount  expended  to  June  30,  1893,  was  $61,302.91.  The  work 
extended  over  the  navigable  river  from  themouth  to  Olarksdale,  though 
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little  has  been  done  above  Faisonia  since  1882,  as  no  benefit  would  have 
been  gamed  by  improving  the  upper  river  and  leaving  the  lower  part 
in  an  obstructed  condition,  the  appropriations  having  been  too  small 
for  work  over  the  whole.  It  has  been  the  endeavor,  therefore,  to  obtain 
the.best  results  within  the  means  provided  by  keeping  the  lower  river 
open  to  navigation  the  3'ear  round  and  extending  the  limit  up  stream 
as  the  work  progresses,  before  work  commenced  the  river  was  navi- 
gable for  light  boats  about  six  months  of  the  year;  now  it  is  navigable 
the  year  round,  but  difficult  and  dangerous  at  low  stages  on  account  of 
shoals,  snags,  and  sunken  logs.  Larger  boats  are  used  and  make  the 
trips  in  little  more  than  hall*  the  time  required  formerly,  and  freight 
rates  are  said  to  be  50  per  cent  less.  The  lands  along  the  river  have 
been  cleared  and  settled  rapidly  of  late  years,  which  is  attributed  partly 
to  improved  navigation. 

No  work  was  done  during  the  fiscal  year  ending  June  30, 1894. 

An  appropriation  of  $20,000  can  be  expended  profitably  in  one  season 
of  low  water,  and  will  result  in  greater  benefit  and  work  of  a  morelast- 
iDgchai-acter  than  can  be  obtained  with  a  larger  sum  by  small  appropri- 
ations  at  intermittent  periods. 

July  1,  1893,  balance  unexpended $697.09 

June  80,  1894,  amount  expended  during  fiscal  year 40. 72 

July  1,  1894,  balance  unexpended 656.37 

July  1,  1894,  outstanding  liabilities 13.33 

July  1,  1894,  balance  available 643.04 

Amount  appropriated  by  act  of  August  17, 1894 5, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 5, 643. 04 

iAmonuttb  at  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    20, 000. 00 
Submitted  in  compliance  -with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1896. 

(See  Appendix  V  14.) 

15.  Big  Hatchee  River,  Tennessee. — This  work  commenced  in  1880. 
The  project  contemplated  removing  snags,  logs,  leaning  timber,  etc.,  to 
render  the  stream  navigabte  the  year  ronnd  for  light  dra  ft  boats  between 
the  mouth  and  Bolivar,  about  240  miles  above.  The  cost  of  the  work 
was  estimated  at  $30,000  in  1880,  if  completed  in  three  consecutive  sea- 
sons. As  new  obstructions  are  added  every  year,  no  estimate  for  per- 
manent improvement  is  given. 

The  amount  exi>ended  to  June  30, 1893,  was  $29,821.52,  rendering  the 
stream  navigable  for  light  boats  from  seven  to  nine  mouths  of  the  year. 
Before  work  commenced  navigation  was  virtually  suspended  by  the 
obstructions. 

During  the  fiscal  year  ending  June  30,  1894,  work  was  not  resumed 
until  June,  bat  in  that  month  14^  miles  of  river  was  cleared  of  obstruc- 
tions. The  available  balance  will  be  applied  to  continuing  operations 
from  Bialto  down  to  the  month,  and  will  put  the  lower  70  miles  of  the 
river  m  fairly  good  navigable  condition. 

The  oflScer  in  charge  reports  that  the  small  amount  of  commerce  to 
be  benefited  is  not  commensurate  with  the  cost  of  continuing  this 
improvement,  which  opinion  is  concurred  in  by  this  office. 

July  1, 1893,  balance  unexpended $5,678.48 

June  30, 1894,  amount  expended  during  fiscal  year 2, 423. 20 

July  1, 1894,  balance  unexpended 3,265.28 

(See  Appendix  V  15.) 
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16.  Forked  JDeer  River ^  Tennessee, — Work  in  South  Fork  of  this  river 
ccHiiiueBced  in  1883.  The  river  and  harbor  act  of  1888  added  ^orth 
Fork  and  the  main  river,  nnder  the  general  title  improving  Forked 
Deer  Kiver.  The  project  contemplated  removing  SDags,  logs,  leaning 
timber,  etc,  obstructiDg  navigation  of  South  Fork  below  Jackson, 
!NorthFork  below  Dyersburg,  and  the  main  river.  The  original  esti- 
mates of  cost  were  §19,250  for  South  Fork,  $4,500  for  ]S^orth  Fork,  and 
$7,0C0  for  the  main  river,  based  on  plans  for  removing  obstiiictions  in 
one  season.  New  obstructions  are  added  every  year,  and  no  estimates 
for  permanent  improvement  have  been  made  on  this  a<count. 

The  amounts  expended  to  June  30, 1893,  were  $12,5<H)  fur  South  Fork 
and  89,500  for  North  Fork  and  the  main  river.  The  two  forks  were  put 
in  fairly  good  navigable  condition,  and  the  removal  of  obstructions 
from  tlie  main  stream  enabled  small  boats  to  navigate  with  greater  ease 
and  safety  for  a  period  of  about  eight  months  of  the  year.  Navigation 
of  South  Fork  is  carried  on  by  liatboats,  and  before  the  improvement 
commenced  about  one  in  three  was  wrecked  by  the  obt:tructions;  now 
they  make  the  trip  with  comparative  safety  at  reduced  cost.  No  work 
has  been  done  in  South  Fork  since  1889.  The  work  in  North  Fork 
enabled  boats  to  run  to  Dyersburg  on  a  stage  3  feet  lower  than  form- 
erly. 

The  river  and  harbor  act  of  1892  provided  $3,000  for  '<  completing 
improvement"  of  North  Fork  and  main  river.  During  the  fiscal  year 
eluding  June  30,  1894,  M^ork  commenced  May  22  at  Dyersburg,  was 
carried  down  to  the  month  of  North  Fork,  and  thence  down  the  main 
stream  about  17  miles.    The  work  will  be  completed  early  in  July. 

It  is  the  opinion  of  the  officer  in  charge  that,  in  view  of  the  limited 
commerce  to  be  benefited,  no  further  appropriation  can  be  expended 
profitably  for  this  improvement. 

July  1,  1893,  balance  unexpended $3,000.00 

Juao  30,  1894,  amount  expended  during  fiscal  year 2,628.22 

July  1.  1894,  balance  unexpended 371.78 

July  1,  1894,  outstanding  liabilities 2.  10 

July  1,  1894,  balance  available 369.68 

(See  A-ppendix  V  10.) 

17,  Wafer  (jaiifjes  on  Mississippi  River  and  its  principal  tributaries, — 
These  gauges  were  designed  to  secnro  information  from  continuous 
records,  with  ii  view  to  protecting  alluvial  lands  against  overflow, 
improving  navigation,  and  giving  correct  reports  of  the  stages  of  water 
for  the  benefit  of  river  men  and  planters*  Their  establishment  and 
the  maintenance  of  daily  observ'ations  were  enjoined  upon  the  Secre- 
tary of  War  by  Joint  resolution  of  Congress,  approved  February  21, 
1871  (Statutes  at  Large,  vol.  IG,  p.  598).  Section  G  of  the  river  and 
harbor  act  of  1888  provided  a  permanent  indefinite  appropriation  for 
tl:e  i)urpo.se  of  securing  uninterrupted  gauging. 

The  amount  expended  to  June  30,  181>;5,  was  $97,703.90.  The  17 
gauges  ordered  by  the  resolution  of  February,  1871,  were  established 
the  latter  part  of  that  year,  except  the  one  at  Carrollton,  Ln.,  estab- 
lished in  January,  1872.  Seven  additional  gauges  have  been  estab- 
lished and  2  discontinued,  and  there  are  now  22  gauges  maintained. 
The  service  has  been  improved  materially  of  late  years.  In  1881  bulle- 
tins were  erected  at  the  stations  on  the  Mississipi)i  for  the  purjwso  of 
giving  passing  steamboats  the  stage  of  water  and  indicating  whether 
the  river  was  rising,  stationary,  or  falling.  In  1890  they  were  replaced 
by  larger  bulletins  and  the  old  ones  used  for  extending  the  service  to 
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the  tributaries.  Since  February  1,1887,  the  gauges  have  been  read 
and  bulletins  posted  twice  a  day,  to  secure  greater  uniformity  and 
accuracy;  formerly  they  were  read  only  once  a  day.  The  readiugs 
have  been  published  by  the  Mississippi  Eiver  Commission  to  end  of 
the  calendar  year  1893. 

Jnly  1, 1S93,  balance  imexi>ended $29.81 

Amount  aUottod  for  fiscal  year  ending  Juno  30, 1894 5, 500. 00 

5,529.81 
Jane  30, 1894,  aiuonnt  expended  during  fiscal  year 5, 507. 35 

Jnly  1, 1894,  balance  unexpended 22. 46 

July  1,  1894,  outatauuing  liabilities 21.00 

July  1,1894,  balance  available 1.46 

Amount  allotted  for  fiscal  year  ending  Juno  30, 1895 5, 500. 00 

Amount  available  for  fiscal  year  ending  Juno  30, 1895 5,501.46 

i  Amount  that  can  bo  profitably  expended  in  fiscal  year  ending  June  30, 1896    12, 000. 00 
<  Siibniittetl  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Apx)endix  V  17.) 

IMPKOVEMEKT    OF    ARKANSAS    RIVEE    AND   OF    CERTAIN    RIVERS   IN 
AJIKANSAS  AND  MISSOURI. 

Tbis  district  was  in  the  charge  of  Capt.  H.  S.  Taber,  Corps  of  Engi- 
neers, to  December  19,  1893,  and  of  Capt.  Carl  F.  Palfrey,  Corps  of 
Engineers,  since  that  date;  Division  Engineer,  Col.  C.  B.  Comstock, 
Corps  of  Engineers. 

J.  licmoving  obstructions  in  Arkansas  River, — This  river  was,  pre- 
vious to  improvement,  seriously  obstructed  by  snags,  overhanging  tim- 
ber, reefs,  and  bars. 

The  original  project  under  this  head  was  to  raise  and  destroy  snags, 
cut  overhanging  timber,  remove  bowlders  and  reefs  by  blasting  and 
dredging,  and  cut  out  sand  bars  by  temporary  wing  dams. 

To  this  was  later  added  the  survey  of  the  river,  with  the  view  to  per- 
manent improvement. 

Since  appropriations  for  permanent  improvement  were  made,  blast- 
ing, dreilging,  and  dams  have  been  omitted  from  the  project,  leaving 
customary  snagging  operations  only. 

On  this  work  had  been  expended,  from  the  first  approi)riations  in 
1832  up  to  June  30,  1893,  $829,328.57. 

By  general  consent  of  masters  and  pilots  this  expenditure  has  resulted 
in  a  material  alleviation  of  the  difficulties  of  navigation. 

The  operations  of  the  fiscal  year  have  been  confined  to  the  reach  from 
Little  Itock  to  Dardanelle.  They  are  reported  as  adding  several  trips 
to  the  mnuing  season. 

July  1,  1893,  balance  unexpended $19, 954. 89 

Beceived  on  necouut  of  sale  of  U.  S.  snag  boat  Missouri 2, 500. 00 

22,454.89 
Jnlio  30,  1894,  amount  expended  during  fiscal  year 21, 882. 05 

July  1,  1894,  balance  nnexpended 572. 84 

July  1,  1894,  ontstanding  liabilities 135.94 

July  1,  1894,  balance  available 436.90 

Auiouut  appropriated  by  act  of  August  17,  1894 20,000.00 

Anoaiit  available  for  fiscal  year  ending  June  30,  1895 20, 436. 90 
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{Anionut  (estimated)  requireil  for  work  annually $35, 000. 00 
Amount  that  can  beprotitably  expended  in  fiscal  year  ending  June30,1896    35, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  W 1.) 

2.  Arkansas  River,  Arkansas. — Besides  obstructions  by  snags,  etc., 
the  natural  cliannel  is  shifting,  and  obstructed  by  sand  bars  fed  by 
caving  banks,  and  also  by  reefs  of  rocks  in  the  upper  reaches. 

Of  the  earlier  appropriations  for  removing  obstructions,  $20,000  was 
allotted  to  removal  of  a  bar  at  Fort  Smith.  Later  appropriations  were 
for  works  at  Fort  Smith  and  Pine  Bluff,  since  adopted  as  part  of  the 
general  plans  of  improvement. 

Present  project  is  to  contract  by  dikes  or  by  dams  closing  chutes,  so 
as  to  give  a  channel  of  6  feet  in  depth  below  Little  Rock  and  2  feet  in 
depth  above  Little  Rock,  and  to  protect  this  channel  by  revetment  of 
caving  banks 

For  the  w  orks  already  constructed,  adopted  in  1888  as  part  of  the  gen- 
eral i)roject,  there  had  been  appropriated  up  to  1886  $128,500,  which 
has  been  applied  to  those  works.  From  the  appropriation  for  the 
general  improvement  of  the  river,  including  allotments  therefrom  for 
the  above  works,  there  was  expended  dp  to  June  30,  1893,  $545,288.24. 

Louji  reaches  of  the  river  are  still  unimproved.  The  works  above 
Dardanelle  have  removed  the  bar  in  front  of  that  place.  Dikes  at  vari- 
ous shallow  crossings  have  deepened  the  channel.  Deep  water  has 
been  held  against  the  liver  front  at  Little  Rock.  The  bar  above  Pine 
Bluff  has  been  removed,  and  the  caving  bank  at  that  city  has  been 
protected  by  revetment. 

The  expenditures  for  the  fiscal  year  1894  have  been  for  consolidation 
and  rei)air  of  existing  works,  except  one  dike  at  Crystal  Hill,  whose 
effect  upon  the  chaniiel  has  not  yet  been  tested. 

July  1,  1893,  balance  unexpeuded $109,711.76 

Received  on  account  of  sale  of  U.  S.  quarter  boats  Yorktoion  and  Greenwich  5, 000. 00 

114,711.76 
June  30,  1894,  amount  expended  during  fiscal  year 98,  835.  83 


July  1,  1894,  balance  unexpended , 15, 875.  93 

July  1,  1894,  outstanding  liabilities 479.68 


July  1,  1894,  balance  available 15,396.25 

Amount  appropriated  >>y  act  of  August  17,  1894 250, 000. 00 


Amount  available  for  fiscal  year  ending  .June  30,  1895 265, 396  25 

Amount  (estimated)  required  for  completion  of  existing  project 2, 972,  479. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Jnne 

30,  1896 250,000.00 

Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 

harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  W  2.) 

5.  Fotirche  Le  Fevre  River,  Arkansas, — This  stream  was  obstructed  by 
snags,  drift  racks,  and  overhanging  timber,  and  also  by  shoals  of  rock 
and  gravel. 

The  adopted  project  was  for  the  usual  snagging  operations  and 
removal  of  shoals  by  blasting  and  dredging. 

On  this  project  has  been  expended,  up  to  June  30, 1893,  $32,508.50. 

A  channel  to  Perryville,  navigable  for  light-draft  boats  at  a  stage  of 
the  Arkansas  River  reading  6  feet  on  the  Signal  Service  gauge  at  Little 
Bock,  has  been  secured. 
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Tliere  have  been  no  operations  in  the  field  during  the  fiscal  year  1894. 

Jnly  1,  1893,  balance  unexpended $4,491.50 

June  30,  1894,  amount  expended  during  fiscal  year 3,071.46 

July  1,  1894,  balance  unexpended 1,420.04 

Jaly  1,  1894,  outstanding  liabilities 5.00 

July  1,  1894,  balance  available 1,415.04 

(See  Appendix  W  3.) 

4.  I^eiit  Jean  River j  ArJcansas, — This  stream  was  obstructed  by  snags, 
drift  racks,  overhanging  timber,  and  by  rocky  shoals. 

The  original  project  (1886)  was  for  the  nsaal  snagging  operations  to 
IDanville,  45  miles. 

Additional  project  (1888,  completed  in  1891)  was  for  removal  of  a  por- 
tion of  ledges  at  Slaty  Crossing  and  Eobinsons  Ridge.  On  this  work 
had  been  expended,  up  to  June  30, 1893,  $6,007.50. 

Under  this  project  a  navigable  channel  had  been  cleared  to  Rocky 
Crossing,  18  miles. 

During  the  fiscal  year  1894,  the  clearing  has  been  extended  to  Dan- 
ville, Ark.,  completing  the  original  project  as  regards  the  present  con- 
dition, no  results  of  snagging  being  more  than  temporary. 

Jaly  1,  1893,  balance  unexpended $3,492.50 

June  30, 1894,  amount  expended  during  fiscal  year 3, 306. 84 

July  1,  1894,  balance  unexpended 185. 66 

July  1,  1894,  outstanding  liabilities 8.00 

July  1,  1894,  balance  available , 177.66 

(See  Appendix  W  4.) 

5.  White  RiveVj  Arkansas. — Before  improvement,  this  river  was 
obstiTieted  by  snags,  overhanging  timber,  and  shoals. 

The  adopted  project  includes  the  usual  snagging  operations,  blasting, 
and  dredging,  and  the  contraction  of  the  channel  by  wing  dams. 

Under  this  project  there  had  been  expended,  from  appropriations  for 
this  river  and  for  separate  reaches  of  it,  up  to  June  30, 1893,  $247,198.49. 
This  has  resulted  in  material  improvement  of  navigation. 

The  operations  of  the  fiscal  year  1894  have  been  snagging  and  the 
construction  of  6  dikes.  The  snagging  has  been  an  aid  to  navigation. 
The  effect  of  the  dikes  has  not  yet  been  reported. 

July  1,  1893,  balance  unexpended $48, 801. 51 

Juno  SO,  1894,  amount  expended  during  fiscal  year 40,  756. 65 

July  1,  1894,  balance  unexpended 8,044.86 

July  1,  1894,  outstanding  liabilities 501.69 

July  1,  1894,  balance  available 7,543.17 

Amonut  appropriated  by  act  of  August  17, 1894 *52, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 59, 543. 17 

00 
00 


[     harbor  acta  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 
(See  Appendix  W  5.) 

*  Of  this  amount  $2,000  may  be  used  in  Cache  River  in  the  discretion  of  the  Secre- 
tory of  War. 
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e.  Cache  River y  Arkaitms^ — In  its  origiBal  eon^ition  this  ehamtei  was 
abstracted  by  snags,  ovorliangiiig  timber,  and  shoala. 

Tlie  project  x>rovideH  for  the  UMnal  snag^^g  o{K^rationaw 

On  this  work  there  liad  been  expended,  np  to  June.'^O,  1S93,  §9,825.58. 

This  expenditure  Imd  reswltetl  in  obtaining  a  fair  cliannel  to  James 
Ferry,  about  78  miles  above  the  mouth. 

The  operations  of  the  fiscal  year  1894  have  extendetl  the  channel  to 
the  White  and  Bhick  River  Valley  Eailway  bridge,  about  86|  miles 
from  the  mouth,  and  also  in  removing  fallen  timber  below  James  Ferry, 
which  had  resmlte^l  fvi»xi  a  storm  in  June,  181KJ. 

July  1,  1893,  bnl auro  niu'xpeiMlra * $1,174  42 

Juno  30, 1894,  innwi^t  expcM<leil  tlnring^  fiscal  year 1, 062. 41 

July  1, 1894,  iKiIanro  nwxTH?wle<< 112.01 

July  1, 181)4.outst:JivcliHg  li:ibilitiea 4.00 

July  1,  1894,  iKiJjuico  rtvailnblo *  108.  01 

(  Amount  tliJit  can  bo  ]u-ofital)Iy  expended  in  fiscal  yeareudinpJun^SO,  1886      5, 000. 00 
<  iSnbmittc<l  in  (-onipliunro  uith  requireraenta  of  8eetiou»2  of  river  aud 
(     Larbor  acts  of  186G  and  18b7  aud  of  sumlry  civil  act  of  March  3,  18l'3. 

(See  Appeiulix  W  G.) 

7.  Black  Brrcr,  Arlansas  and  Missouri, — Before  improvement  this 
river  was  obstructed  by  snap:Sf  overhangjing  timber^  and  slioals. 

The  adopted  ])roject  lias  been  for  suaggingoperations  and  the  closing 
of  chutes  by  dams. 

On  this  pn>iect  had  been  expended  from  the  separate  appropriations 
made  for  thi:.  river  up  to  June  30,  1893,  $71,897.32.  This  exi>€nditure 
has  rendered  nnvi.qjation  easier. 

Operations  of  the  fiscal  year  1894  have  been  snagging  in  two  bad 
bends,,  leaving  the  river  clear  as  far  as  the  month  of  Current  River, 
about  149  miles. 

Jnlyl.  1893.  Lahincf  nnexp^ndwl $3,602.68 

Juno  30,  18t>4,  amount  expended  dnrtn^  fiscal  year 2, 498.  27 

July  1,  189-1,  Iwhmco  nuexpcnded 1^104.41 

July  I,  1894,  ot»tst»ndJng  liabilities 52.00 

July  1,1804,  balance  available 1,052.41 

Auionu t  appro] ►riiite*!  by  act  of  August  17,  1894 9, 500»  00 

Amount  available  for  fiscal  year  ending  June  30,  1895 10,552  41 

{Amount  (estimaled)  required  for  work  annually.. 8,000-00 
Anionut  that  can  bo  profitably  expended  in  fiscal  year  ending  J  uue  30,  1896      8,  000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  o-f  river  awl 
liarbor  n«  ts  of  1806  and  1867  and  of  sundry  civil  act  of  ^larcU  3,  1803. 

(See  Appendix  W  7.) 

^'.  Current  River ^  Arkansas  andMissauru — The  re|K)rtupon  which  the 
api>ropr)ation  of  August  17,  1894,  for  this  work  is  based  was  made  to 
('♦)mj)!y  with  the  requirements  of  the  river  and  harbor  act  of  Septem- 
ber If),  181H).  The  examination  was  made  under  the  tlireetion  of  Oapt. 
li.  S,  Taber,  Con>8  of  Enijineers^  and  the  report,  dated  J>eeember  11^ 
1890,  of  re>iiil1s  was  submitted  ta  Congress  and  printetl  in  House  Ex. 
Doe.  No.  157,  Fifty-first  Cong.,  second  session;  also  in  nnnunl  report  of 
this  oitiee  lor  1891,  pages  29t>5-'71.    The  plan  of  improrentent  recom- 

•Of  t1»c  appropTration  made  for  White  River,  Arkansas,  by  tho  rfviT  and  harbor 
act  of  Auj^UHt  17,  ISIM,  $2,(0:)  may,  in  the  discretion  of  the  Secretary  of  War,  be 
expended  in  Teuioviug  obBtructiuns  in  Cache  Kiver. 
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meDded  consisted  of  renioviBg  snagps  and  orerlianging  trees,  bnilding 
wing  dains^  and  contemplated  bailding*and  equipping  one  small  band- 
propelleil  snag  boat,  at  a  total  estimated  cost  of  $10^000. 

Amouiit  appropriated  by  act  of  August  17,  1894 $8, 000. 00 

{Aittount  (eatiniated)  required  for  completion  of  existing  project 2, 000. 00 
Amount  that  can  be  proti  tably  expended  in  liseal  y  ear  ending  J  nne  30^1896      2,  000. 00 
Snbniitte<l  in  compliance  with  requirements  of  sections^  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

9.  SL  Francis  River^  Arkansas. — ^This  river  was,  prior  to  improve- 
ment, obstructed  by  snags,  drift,  overhanging  timber,  and  shoals. 

The  adopted  project  has  been  for  the  nsnal  snagging  operations. 

Under  this  project  there  has  been  expended  from  the  separate  appro- 
priations made  for  this  river,  $31,752.47. 

This  has  resulted  in  amelioration  of  the  difficulties  of  navigation. 

The  operations  of  the  fiscal  year  1894  have  been  working  twice  over  the 
reach  between  Madison  and  Marked  Tree,  about  122  miles  in  length. 

July  1,  1898,  balance  unexpended $4,247.53 

Received  on  account  of  do]>o»i t  made  by  Capt.  H.  S.  Taber .16 

4,247.69 
June 30,  ISSU,  amonut  expended  during  fiscal  year 3^795.12 

July  1, 1894,  balance  unexpended 452. 57 

July  1,  1894,  outstanding  liabilities 50.00 

Jaly  1, 1894,  balance  available 402.57 

Anionnt  appropriated  by  act  of  August  17,  1894 *8,000.00 

Amount  available  for  fiscal  year  ending  Juno  30,  18U5 8, 402.  :>! 

f  Amount  ( estimated )  req nired  for  work  annually 8, 000. 00 
Amount  that  can  be  iiroti  tably  expended  in  fiscal  year  ending  Juue30,1896      8, 000. 00 
2^ubuiitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Api)endix  W  8.) 

10,  Si,  Francis  River ^  Missouri. — Before  improvement  this  section  of 
river  was  obstnicte<l  by  snags  and  overhanging  timber. 

The  project  for  its  improvement  provides  for  the  usual  snagging 
operations* 

Under  this  project  there  had  been  expended  up  to  June  30, 1803, 
$ir),51(>.01 .    This  exi)enditure  had  resulted  in  some  relief  to  navigation* 

Ivo  o))erations  have  been  earried  on  during  the  fiscal  year  1804.  Of 
the  bahmce  remaining,  $2,000  is  held  for  purchase,  under  provisions  of 
tlie  rivei*  and  harbor  act  of  September  10,  1800,  of  the  cut-off  canal 
owned  by  the  Dunklin  County  Transportation  Company. 

Jtily  I.  I8P3,  balance  unexpended $2, 983. 99 

J  unc  30,  1894,  amount  expended  during  fiscal  year 802, 56 

July  1,  1894,  balance  unexpended 2, 181. 43 

July  I,  1894,  outstanding  liabilities 5.00 

Jnlyl,  1894,  balance  available 2,176.43 

Aiuonut  appropriated  by  act  of  August  17,  1894 5, 000. 00 

Amount  available  for  fiscal  yrar  ending  June  30,  1895 7, 176. 43 

(Sec  Appendix  W  0.) 

*  In  addition  to  tiria  snm,  $75,000  is  appropriated  by  the  act  of  August  17,1894,  to 
be  rxpendeft  under  thi*  Mississippi  Hirer  Commission,  for  the  prevention  of  the  for- 
mation of  a  cut  tbi'ouf^h  to  the  St.  Francis  Kiver  by  the  action  of  the  overflow  water 
frem  the  M msisstppi  Uivcr. 
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REMOVING  SNAGS  AND  WRECKS  FROM  MISSISSIPPI  RIVER;  IMPROVE- 
MENT OF  MISSISSIPPI  RIVER  BETWEEN  THE  OHIO  AND  MISSOURI 
RIVERS,  OF  HARBOR  AT  ST.  LOUIS,  MO.,  OF  GASCONADE  AND  OSAGB 
RIVERS,  MISSOURI,  AND  OF  KASKASKIA  RIVER,  ILLINOIS. 

This  district  was  in  the  charge  of  Maj.  Charles  J.  Allen,  Corps  of 
Engineers,  with  Lieut.  Chester  Harding,  Corps  of  Engineers,  under 
his  immediate  orders,  since  May  3,  1894;  Division  Engineer,  Col.  C.  B. 
Comstock,  Corps  of  Engineers. 

i.  Removing  snags  and  wrecks  from  Mississippi  River, — Before  this 
work  was  inaugurated  the  navigation  of  the  river  was  very  much  inter- 
fered with  by  numerous  snags,  logs,  etc.,  which  had  lodged  in  the 
channel,  and  to  which  a  new  accession  was  brought  down  on  each  rise 
of  the  river,  thus  constantly  adding  new  and  unknown  obstructions  to 
those  already  there.  A  large  number  of  wrecks,  dangerous  to  naviga- 
tion, also  occupied  the  channel. 

For  the  removal  of  these  obstructions  appropriations  were  made  as 
early  as  1824,  and  the  project  adopted  consisted  in  building  boats  suit- 
able for  removing  the  snags,  etc.,  and  operating  them  whenever  the 
stage  of  water  was  favorable  for  the  work,  and  funds  were  available. 

The  total  amount  expended  for  this  purpose  can  not  be  definitelj 
given,  as  previous  to  the  appropriation  made  by  act  of  March  3, 1879, 
a  general  amount  was  ai)propriated  to  be  applied  to  several  streams  as 
their  needs  required.  From  March  3,  1879,  when  the  first  specific 
appro))riation  was  made,  up  to  June  30,  1893,  $930,758  had  been 
expended  for  this  purpose.  This  expenditure  materially  improved  the 
navigation  of  the  river  and  lessened  the  danger  to  boats.  During  the 
fiscal  year  ending  June  30,  1894,  the  sum  of  $88,110.22  was  expended 
upon  the  improvement.  Two  snag  boats  were  employed  in  removing 
the  obstructions  to  navigation  between  the  mouth  of  the  Missouri  River 
and  New  Orleans. 

The  boats  worked  a  total  of  sixteen  months,  removing  3,057  snags, 
cutting  down  22,861  trees,  removing  19  drift  piles,  and  5  wrecks,  and 
traveling  a  total  distance  of  16,330  miles. 

The  work  accomplished  during  the  year  has  been  of  great  benefit  to 
navigation  and  commerce.  Formerly  the  wrecking  of  steamboats  from 
running  against  snags  was  of  frequent  occurrence,  but  since  the  snag 
boats  have  been  regularly  at  work  such  wrecks  have  been  seldom 
heard  of. 

The  boats  were  thoroughly  overhauled  during  the  past  spring,  and 
ne<3es8ary  repairs  made  to  them. 

An  annual  appropriation,  not  to  exceed  $100,000,  for  carrying  on 
this  work,  was  made  by  the  act  of  August  11, 1888.  Under  this  a[^pro- 
priation  the  two  snag  boats  will  patrol  the  river,  and  remove  obstruc- 
tions whenever  necessary  for  them  to  do  so. 

Amount  drawn  under  section  7,  act  of  A  ugnst  11, 1888 $100, 000. 00 

June  30, 1894,  amount  expended  during  fiscal  year 88, 116.22 

June  30, 1894,  outstanding  liabilities 136.24 

June  30, 1894,  amount  to  revert  to  the  Treasury 11, 747. 54 

July  1, 1894,  amount  available  for  fiscal  year  1894-'95 100, 000. 00 

(See  Appendix  X  1.) 

J2,  Mississippi  River  between  Ohio  and  Missouri  rivers. — The  original 
condition  of  the  navigable  channel  of  this  i)ortion  of  the  Mississippi 
River,  before  the  work  of  improvement  was  begun,  was  such  that  the 
natural  depth  at  low  water  was  in  many  places  from  3^  to  4  feet.    The 
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channels  were  divided  by  islands  which  formed  sloughs  and  secondary- 
channels,  through  which  a  good  deal  of  the  volume  of  flow  was  diverted 
to  the  detriment  of  navigation. 

The  first  work  for  improvement  began  in  1872,  and  was  continued  for 
a  number  of  years  as  appropriations  were  made,  the  works  consisting 
of  dikes  and  dams  of  brush  and  stone,  erected  with  a  view  to  confining 
the  low- water  volume  to  a  single  channel,  and  of  revetments  to  hold  and 
l»reserve  the  banks  where  necessary  or  advisable  to  do  so. 

The  present  project  is  a  continuation  of  the  plan  adopted  in  1881,  and 
contemplates  reduction  of  the  river  width  approximately  to  2,500  feet 
below  St.  Louis,  the  natural  width  oemg  in  many  cases  from  1  to  1^ 
miles.  The  method  employed  is  the  building  up  of  new  banks,  out  to 
the  line  desired,  from  the  solid  matter  brought  down  by  the  river  and 
which  is  collected  by  means  of  hurdles.  The  banks,  both  new  and  old, 
are  revetted  where  necessary. 

The  object  of  the  improvement  is  to  obtain  a  minimum  depth,  at 
standard  low  water,  of  6  feet  from  the  mouth  of  the  Missouri  to  St. 
LfOuis  and  of  8  feet  from  St.  Louis  to  the  mouth  of  the  Ohio. 

The  amount  expended  to  include  June  30,  1893,  was  $4,364,570.32, 
and  the  result  of  the  work  was  that  but  little  difl&culty  was  experienced 
through  the  improved  portions,  and  then  only  at  extreme  low  water. 
For  stages  of  water  above  4  feet  on  the  St.  Louis  gauge  there  was  gen- 
erally a  depth  of  at  least  6  feet  in  the  channel,  excepting  at  Pulltight, 
which  will  be  referred  to  further  on. 

The  amount  expended  during  the  i)ast  fiscal  year  was  $825,919.86, 
which  resulted  in  further  improvement  of  the  channel. 

A  persistent  bar  at  Pulltight,  about  9  miles  below  St.  Louis,  and 
upon  which  in  the  fall  of  1892  there  was  but  4^  feet  depth  at  stan- 
dard low  water,  was  improved  so  as  to  aflPord  a  depth  of  at  least  8  feet 
at  the  same  stage.  The  work  of  improvement  carried  on  during  the 
year  was  as  follows : 

At  Horsetail^  just  below  St.  Louis,  2,845  feet  of  bank  protection  was 
partly  completed  on  the  west  side  and  a  series  of  7  hurdles,  aggre- 
gating 4,340  linear  feet,  built  on  tlie  east  side. 

Mead  of  Carrolh  Island  to  Jim  8mitfi' s.—Tlii^  reach  of  river  is  about 
9  miles  long,  and  embraces  the  localities  known  as  Carrolls  Island; 
Twin  Hollows,  east  and  west;  Pulltight;  Ohesley  Island;  and  Jim 
Smith's.    The  work  done  was  as  follows : 

At  CarrolU  Island^  4  hurdles  built,  aggregate  length  2,160  feet. 

Ticin  Hollows^  emt. — Minor  repairs  and  extensions  of  the  revetment 
built  in  1882  and  years  following;  9,420  square  feet  of  new  revetment 
built. 

Twin  HollotcSj  west. — Hurdles  were  extended  and  repaired,  and  6 
hurdles,  aggregating  2,410  feet  in  length,  were  built. 

Pulltight, — Seven  hurdles,  of  an  aggregate  length  of  6,645  feet,  built, 
1  hurdle  extended  750  feet,  and  some  extensions  made  of  existing 
hurdles. 

Chesley  Island, — The  new  bank  formed  by  hurdles  behind  the  island 
•was  protected  and  the  revetment  at  head  of  island  completed,  and  that 
on  east  bank  of  island  repaired. 

jRush  Tower. — This  reach,  which  extends  from  the  heiid  of  Calico 
Island  to  Brickey's  Mill,  37J  miles  below  St.  Louis,  includes  a  number 
of  detached  works,  viz:  Protection  of  west  side  of  the  island;  hurdles 
on  east  side  near  James  Landing;  hurdles  on  west  side  below  Kennett's 
Castle^  bank  protection  from  Osborne  Field  to  Durfee's  Landing;  hur- 
dles below  Durfee's,  and  works  projected  for  regulating  the  river  at 
Fish  Bend.    Kone  of  these  works  have  been  completed. 

BNa  94 ^17  Cooale 
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Work  in  this  reach  during  the  fiscal  year  consisted  in  repair  of  hur- 
dle No.  3,  on  west  side,  between  Kennett^s  Castle  and  Perry  Towhead^ 
and  in  1,970  feet  of  extension  of  the  bank  protection,  Osborne  Field  to 
Durfee's,  though  this  extension  was  not  entirely  completed. 

Fort  Chartres. — This  reach,  extending  from  Brickey's  Mill  to  the  head 
of  Turkey  Island,  43  miles  below  St.  Louis,  includes  protection  of  the 
left  bank  below  Sycamore  Landing  and  a  series  of  hurdles  to  close  the 
chute  west  of  Bruce  Island. 

The  work  of  the  season  in  this  reach  consisted  principally  in  exten- 
sion of  the  bank  protection  3,750  feet,  and  in  building  6  new  hurdles 
of  an  aggregate  length  of  9,375  feet  at  Bruce  Island. 

The  total  of  construction  work  done  during  the  year  is  as  follows: 

Linear  feet. 

Hurdlo  built 25,520 

Hurdle  repaired 1, 400 

Bank  protection  (revetment)  built  complete 632 

Bank  protection  (revetment)  partly  built,  including  extensions  and  repairs..  21, 235 
Considerable  new  floating  plant  was  also  built. 

The  original  estimated  cost  of  the  work,  as  revised  in  1883,  is 
$16,397,600. 

Of  the  works  constructed  to  date  it  may  be  said  that  they  have  been 
of  great  benefit  to  navigation. 

July  1,  1893,  balance  unexpended $1,023,763.01 

Juno  30,  1894,  amount  expended  during  fiscal  year 825, 919.  86 

July  1,  1894,  balance  unexpended 197, 843. 15 

July  1,  1894,  outstanding  liabilities $28, 459. 12 

July  1,  1894,  amount  covered  by  uncompleted  contracts.. .     69, 022. 07 

97,481.19 


July  1,  1894,  balance  available '100,361.96 

Amount  appropriated  by  sundry  civil  act  of  August  18, 1894 758, 333. 33 

Amount  available  for  fiscal  year  ending  June  30,  1895 858, 695. 29 

Amount  (estimated)  required  for  completion  of  existing  project 10, 250, 833. 34 

Amount  tliat  can  be  profitably  expended  m  fiscal  year  ending  June 

30,  1896 758,333.33 

Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 

harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  X  2.) 

3,  Harbor  at  St.  Louis,  Mo. — St.  Louis  Harbor  is  about  18  miles  long 
and  divided  into  two  nearly  equal  parts  by  the  Eads  bridge.  The  upper 
part,  included  between  the  bridge  and  the  northern  limits  of  the  city, 
is  about  10  miles  in  length. 

Three  miles  above  the  Eads  bridge  is  the  Merchants  bridge.  The 
lower  part  of  the  harbor,  included  between  Eads  bridge  and  River  Des 
Peres,  is  8  miles  long.  The  channel  in  this  part  of  the  harbor  has 
sufficient  depth  and  accessible  landings  at  all  points.  Good  depth 
exists  above  the  Merchants  bridge. 

Congress,  by  act  approved  September  19, 1890,  appropriated  8182,000 
for  this  harbor. 

The  navigable  reach  between  the  Eads  bridge  and  Merchants  bridge 
was  at  that  time  obstructed  by  a  number  of  middle  bars.  The  project 
adoi)ted  for  improvement  of  the  harbor  under  the  appropriation  of  1890 
consisted  in  a  contraction  of  the  waterway  between  those  bridges  to  a 


*  Of  this  amount  but  $60,515.22  is  at  present  available  for  the  works  now  in  prog- 
ress, $39,846.74  being  allotted  for  special  work  at  Ste.  Genevieve,  Cape  Girardeau, 
and  Cairo. 
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width  of  about  2,000  feet,  in  order  to  concentrate  the  flow  upon  the  bars 
and  thus  cause  scour  to  the  depth  desired.  The  contraction  works 
eonsistedof  a  series  of  hurdles  extending  out  from  the  Illinois  shore, 
the  object  of  the  hurdles  being  to  collect  deposits  of  material  brought 
down  during  floods  and  thus  build  up  a  new  bank  to  the  lino  desired. 

Tliis  work,  which  was  accomplished  by  the  close  of  the  fiscal  year 
ending  June  30,  1892,  caused  extensive  deposits  of  sediment  along  the 
line  of  hardies,  and  has  resulted  in  considerable  increase  in  channel 
depth,  with  corresponding  benefit  to  navigation.  Soundings  made  in 
December,  1893,  when  che  river  stood  at  zero  of  the  gauge,  showed  a 
navigable  depth  of  11  feet  in  the  improved  channel. 

Amount  expended  upon  the  work  to  July  1,  1893,  $150,530.21. 

The  small  expenditure  during  the  last  fiscal  year  was  for  the  usual 
low-water  survey. 

The  full  amount  of  the  estimate  for  improvement  of  this  part  of  the 
harbor  has  been  appropriated.  With  the  balance  remaining  it  is  pro- 
posed to  repair  damage  that  may  occur  to  the  hurdles  from  ice  and 
drift  and  to  extend  them  wherever  found  necessary  to  do  so. 

Jnly  1, 1893,  balance  unexpended $31,469.79 

July  30, 1894,  amount  expended  daring  fiscal  year 231. 82 

July  1,1894,  balance  unexpended 31,2:f7.97 

Jflly  1, 1894,  outstanding  liabilities 230. 04 

July  1, 1894,  balance  available 31,007.93 

(See  Appendix  X  3.) 

4,  Gasconade  River,  Missouri. — The  navigation  of  this  stream,  before 
its  improvement  was  undertaken  by  the  Government,  was  seriously 
obstructed  by  snags,  logs,  and  leaning  timber,  and  at  times  almost 
suspended  on  account  of  numerous  shoal  crossings.  Snags  are  liable 
to  be  found  after  every  flood,  which  also  carries  more  or  less  drift.  The 
latter  is  apt  to  be  deposited  at  the  shoals  or  at  other  points,  causing 
trouble  to  rafts  and  steamers. 

Improvement  by  the  Government  began  in  1880.  The  project  adopted 
contemplated  the  removal  of  snags  and  logs  from  the  channels,  and  of 
leaning  timber  from  the  banks  of  the  river  when  necessary,  and  con- 
straction  of  wing  dams  and  training  walls  to  concentrate  the  flow  of 
water  upon  the  shoal  crossings. 

The  amount  exi)ended,  to  include  June  30, 1893,  was  $47,(>39.40,  which 
resulted  in  quite  generally  freeing  the  river  of  snags  and  leaning  tim- 
ber from  its  mouth  to  Arlington,  a  distance  of  IIG  miles. 

Amount  expended  during  the  past  fiscal  year,  $2,018.95,  which 
resulted  in  completing  the  removal  of  snags  and  trees  over  the  distance 
named. 

The  sum  of  $10,000,  is  estimated  for  the  fiscal  year  ending  June  30, 

►96,  to  be  expended  in  continuing  removal  of  obstructions  and  in  bulld- 
og wing  dams  where  necessary. 

>ly  It  1893,  balance  unexpended $2,860.60 

"«e  30, 1894,  amount  expended  during  fiscal  3'ear 2. 018. 95 

|«Jy  1,1894,  balance  unexpended 841.65 

%  1, 1894,  outstanding  liabilities 12.00 

nly  1, 1894.  balance  available 829.65 

"wniit  appropriated  by  act  of  August  17.  1894 "5, 000.00 

Amount  available  for  iiscal  year  ending  J  nne  30,  1895 5, 829. 65 

"  To  be  expended  by  tbe  Misaouri  River  Commission. 
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(  Amouut  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896  $10,  000. 00 
<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  X  4.) 

5.  Osage  River^  Missouri, — The  project  for  iinx)rovement  of  this 
stream,  adopted  in  1871,  has  consisted  in  removal  of  obstructions  to 
navigation,  as  snags  and  leaning  timber,  and  in  deepening  channels 
over  shoals  by  means  of  dredging,  and  construction  of  cross  and  wing 
dams  to  concentrate  the  flow  of  water  over  shoal  places.  The  first 
eftbrts  were  expended  in  an  attempt  to  deepen  the  water  over  the 
shoals  by  dredging.  After  this  the  method  consisted  in  construction 
of  wing  dams  and  training  walls,  to  regulate  the  width  of  waterway 
for  the  low- water  discharge  of  the  river.  Snags  and  other  obstructions 
found  in  the  channel  were  also  removed,  and  leaning  timber  was  cut 
from  the  banks. 

Before  improvement  of  the  river  was  undertaken  by  the  Government, 
the  channels  were  so  obstructed  by  snags,  trees,  and  shoals  as  to  make 
navigation  precarious  at  high  stages  of  water  and  almost  impossible  in 
some  portions  of  the  river  at  low- water  stage.  Every  high  stage  of 
water  carries  more  or  less  snags  into  the  channel,  besides  causing  scour 
of  banks,  resulting  in  new  obstructions  which  have  to  be  removeil. 

The  amount;  expended  to  June  30,  1893,  was  $215,573.50,  which 
resulted  in  benefiting  the  navigation  from  the  mouth  to  Osceola,  Mo., 
a  distance  of  about  230  miles.  The  lower  GO  miles  of  the  river  were 
the  most  benefited. 

The  amount  expended  during  the  past  fiscal  year  was  $3,639.25. 
This  resulted  in  further  improvement  and  in  clearing  the  river  of  ob- 
structions from  its  mouth  to  Mill  Shoal,  about  15  miles  above  Osceola. 

Construction  of  a  lock  and  dam  near  the  mouth  of  the  river  was 
authorized  by  the  river  and  harbor  act  of  September  19,  1890.  The 
land  for  the  lock  was  condemned  during  the  year. 

The  sum  estimated  for  the  fiscal  year  ending  June  30,  1896,  is  to  be 
applied  as  follows:  To  removal  of  obstructions,  $10,000;  to  construc- 
tion of  lock  and  dam,  $55,000. 

July  1, 1893,  balance  unexpended $94,426.50 

Juiie  30, 1891,  amount  expended  during  fiscal  year 3,639. 25 

July  1, 1894,  balance  unexpended 90,  787. 25 

July  1, 1894,  outstanding  liabiUties 744. 22 

July  1, 189-4,  balance  available 90,043.03 

Amount  appropriated  by  act  of  August  17, 1894 *46,  000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 136, 043.  OS 

{Amount  (estimated)  required  for  completion  of  lock  and  dam 64, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896   65, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  X  5.) 

6.  KaskasJcia  River ^  Illinois. — The  original  condition  of  this  river  was 
such  that  navigation  at  low  water  was  almost  if  not  entirely  susi)ended 
by  reason  of  snags,  shoals,  and  bars,  and  depended  to  a  gi^eat  extent, 
as  to  its  duration,  on  the  stage  of  water  in  the  Mississippi  River.  The 
least  depth  found,  when  the  St.  Louis  gauge  read  6.5  feet,  was  9  inches 


*  To  be  expended  by  the  Missouri  Biver  Commission. 
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over  what  is  called  the  "  Niue-Mile  Shoal,"  6  miles  above  its  mouth,  which 
virtually  "blocked"  the  river  at  low  water.  At  high  water  navigation 
was  possible  as  far  up  as  New  Athens. 

The  first  appropriation  for  improving  the  river  was  in  1890,  and  the 
project  adopted  for  its  improvement  consisted  in  excavating  a  channel 
through  the  shoals  of  such  depth  as  would  insure  a  low-water  naviga- 
tion of  36  inches,  and  in  the  removal  of  snags  and  obstructions  from 
the  channel,  at  an  estimated  cost  of  $10,500.  Congress,  by  act  of  Sep- 
tember 19, 1890,  appropriated  $6,000  for  the  improvement.  A  further 
appropriation  of  84,500  was  made  by  the  act  of  July  13, 1892. 

The  amount  expended  upon  the  improvement  to  the  close  of  the  fiscal 
year  ending  June  30,  1893,  was  $9,108.11.  The  result  of  the  expendi- 
ture was  the  excavation  of  a  channel  75  feet  wide  and  36  inches  deep 
at  low  water  at  Nine  Mile  Shoal,  and  a  channel  60  feet  wide  and  34 
inches  deep  at  fevansville  Shoal,  the  excavated  rock  having  been  util- 
ized in  constructing  dikes  to  concentrate  the  flow  of  water  in  the  cuts. 
A  large  number  of  snags,  trees,  rack  heaps,  and  logs,  and  several 
rocks  were  also  removed  from  the  stream  between  Baldwin  bridge  and 
Cox's  Ferry.  This  work  was  of  great  benefit  to  the  commerce  of  the 
river. 

Amount  expended  during  the  fiscal  year  ending  June  30,  1894, 
$1,352.69. 

The  work  of  the  fiscal  year  under  the  small  balance  available  con- 
sisted in  further  removal  of  obstructions  from  the  channel  at  Evans- 
ville  and  Isine-Mile  Shoals  and  from  the  river  between  those  shoals,  the 
length  of  stream  worked  over  being  about  8  miles.  The  dikes  con- 
structed in  1891  were  also  repaired.  This  work  correspondingly 
iDcreased  the  facilities  for  navigation,  and  the  result  of  all  the  work 
doD€  to  date  is  that  steamboats  are  enabled  to  navigate  this  stream 
at  lower  stages  and  for  low- water  seasons  of  greater  length  than  for- 
merly was  the  case. 

The  full  amount  of  the  original  estimate  having  been  appropriated, 
no  further  appropriation  is  here  asked  for. 

July  1, 1893,  balauce  unexpended $1,  391. 89 

June  30, 1894,  amount  expended  during  fiscal  year 1, 352. 69 

July  1, 1894,  balance  unexpended 39. 20 

(See  Appendix  X  6.) 

IMPROVEMENT   OF  MISSISSIPPI  RIVER  BETWEEN  MOUTH  OF  MISSOURI 
RIVER  AND  MINNEAPOLIS,   AND   OF   GALENA  RIVER,   ILLINOIS. 

This  district  was  in  the  charge  of  Maj.  A.  Mackenzie,  Corps  of 
Engineers,  with  Lieut.  William  V.  Judson,  Corps  of  Engineers^  under 
his  immediate  orders;  Division  Engineer,  Col.  O.  M.  Poe,  Corps  of 
Engineers. 

1.  Operating  snag  boats  and  dredge  boats  on  Upper  Mississippi  River, — 
At  the  beginning  of  the  fiscal  year  there  was  available,  under  act  of 
August  11,  1888,  the  sum  of  $25,000. 

On  July  1  and  2,  from  July  10  to  October  28, 1893,  and  from  April  5 
to  June  30,  1894,  the  snag  boat  General  Barnard  was  employed  remov- 
ing snags  and  other  obstructions  and  assisting  interests  of  navigation 
between  Minneapolis  and  the  mouth  of  the  Missouri  Eiver. 

The  snag  boat  J.  0,  ParJce  was  loaned  during  the  year  to  the  general 
improvement  and  was  employed  on  construction  work. 
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The  total  amount  expended  for  snag-boat  sei*vice  on  the  Upper  Mis- 
sissippi lliver  between  Minneapolis  and  the  mouth  of  the  Missouri 
River  to  June  30, 1803,  is  $040,640. 

By  the  river  and  harbor  act  of  August  11,  1888,  provision  was  made 
for  operating  snag  boats  and  dredge  boats  on  the  Upper  Mississippi 
River  under  a  permanent  appropriation,  the  sum  so  ei:pended  not  to 
exceed  $25,000  annually. 

The  total  amount  of  freight  transported  on  the  Upper  Mississippi 
River  during  the  calendar  year  1803  was,  approximately,  3,200,000  tons. 

The  amount  expended  during  fiscal  year  ending  June  30, 1894,  was 
$25,000. 

{See  Appendix  Y  1.) 

2.  Mississippi  River  heUceen  Missouri  River  and  Minneapolis. — At  the 
beginning  of  the  fiscal  year  there  was  available  for  improvement  work 
between  the  limits  mentioned,  under  acts  of  July  13, 1892,  and  March 
3, 1893,  the  sum  of  $937,287.45.  Under  this  appropriation  is  carried 
on  the  improvement  of  through  navigation. 

Work  has  been  in  progress  under  approved  projects  wsince  1878,  and 
very  favorable  results  have  been  secured,  showing  that  with  a  contin- 
uance of  the  work  under  liberal  appropriations  the  low-water  channel 
of  the  Mississippi  River  between  St.  Paul  and  the  Missouri  River  can 
be  made  comparatively  deep,  available,  and  permanent.  The  interests 
for  which  the  improvement  is  being  made  are  very  large  and  important. 
The  amount  of  freight  carried  during  1893,  including  the  logs  and 
lumber  floated  in  the  river,  aggiegated,  approximately,  3,200,000  tons. 

'J  he  original  condition  of  the  channel  between  the  Missouri  River 
and  St.  Paul  was  such  that  in  low  stages  the  larger  boats  were  unable 
to  proceed  farther  up  the  river  than  La  Crosse  or  Winona;  and  in 
many  seasons,  at  ]>oints  much  lower  down,  their  progress  was  checked 
or  seriously  hindered.  In  all  such  cases  through  freight  was  reshipped 
on  small  and  light-draft  boats  or  barges.  The  originally  adopted 
project  for  the  improvement,  which  has  not  been  materially  changed, 
proposed  the  contraction  of  the  channel  or  waterway  by  means  of 
wing  and  closing  dams  to  such  an  extent  as,  by  means  of  the  scour 
thereby  caused,  to  aff*ord  a  channel  of  sufficient  width,  and  of  a  depth 
of  4.5  feet  at  low  wat^jr,  to  be  eventually  increased  to  0  feet  by  further 
contraction. 

There  was  expended  on  the  permanent  improvement  of  through  navi- 
gation to  June  30.  1893,  the  sum  of  $4,077,029.12,  or  $5,631.25  per  mile. 
At  that  date,  and  for  several  years  previous,  the  condition  of  the  chan- 
nel was  sucli  as  to  permit  the  passage  of  the  largest  boats  at  very  low 
stages  through  to  St.  Paul. 

During  the*  past  year  work  has  been  carried  on  by  day's  labor  and 
use  of  Government  plant  between  St.  Paul  and  Lake  Pepin;  between 
Minneiska  and  Genoa;  at  Rock  Island  Rapids;  between  Keithsburgand 
Montrose;  between  Quincy  and  Clarksville,  and  between  the  Illinois 
and  Missouri  rivers;  and  by  contract  between  Smiths  Bar  and  Lake 
Pepin;  between  Genoa  and  Prairie  du  Chien;  between  Glenhaven  and 
Dubuque ;  between  Dubuque  and  Clinton ;  between  Keokuk  and  Quincy; 
at  Quincy  Bay;  between  Quincy  and  Hannibal;  between  Clarksville 
and  Hamburg;  between  Hamburg  and  Cap  an  Gris,  and  between  Cap 
an  Gris  and  the  mouth  of  the  Illinois  River.  The  work  of  the  year  has 
resulted  in  increased  width  and  depth  of  channel  wherever  operations 
were  carried  on. 
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Jnly  1,  1893,  balance  unexpended $1,217,846.20 

Juno  30,  1894,  amount  expended  during  fiscal  year 924,  386. 78 

Jnlv  1,  1894,  balance  unexpended 293,459.42 

.hil'y  I,  1894,  outstanding  liabilities $10,623.16 

July  1,  1894,  amount  covered  by  uncompleted  contracts.         141, 902. 05 

.      152,525.21 

July  1,  1894,  balance  available 140,9^4.21 

Anion  lit  .appropriated  by  sundry  civil  act  of  August  18,  1894 866,  666. 67 

Amount  available  for  fiscal  year  ending  June  30,  1895 1, 007, 600. 88 

i  Amount  that  can  bo  profitably  expended  in  fiscal  year  ending  June 
30,1896 866,666.67 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,1893. 

(See  Appendix  Y  2.) 

:],  Des  Moines  Rapid^^  Mississippi  River, — This  work  was  commenced 
in  1867.  The  adopted  plan  provided  for  the  building  of  a  closed  canal 
S  miles  long,  and  for  cutting  an  open  channel  in  the  rock  bed  of  the 
river  over  the  remaining  4  miles  of  rai)ids.  The  canal  was  opened  in 
August,  1877,  and  has  been  in  operation  since  that  time.  Several 
patches  of  rock  above  grade  in  the  open  canal  were  removed,  which  com- 
pleted the  approved  project  and  exhausted  the  appropriation.  There 
has  been  appropriated  and  allotted  for  this  work  the  sum  of  84,574,950. 
The  net  cost  to  the  United  States  has  been,  to  the  time  of  its  comple- 
tion, $4,500,301.82. 

July  1,  1893,  halance  unexpended ,.     $2,681.45 

June  30,  18^1,  amount  expended  daring  fiscal  year '. .      2, 681. 45 

(Sec  Appendix  Y  3.) 

4.  Operating  and  care  of  Des  Moines  Rapids  Canal  and  Dry  Dock. — 
During  the  past  year  the  Des  Moines  Rapids  Canal  was  open  for  navi- 
gation 238  days,  during  which  time  there  passed  through  it  019  steam- 
boats and  312  barges,  carrying  14,752  passengers,  43,182  tons  of  mer- 
chandise, and  83,050  bushels  of  grain.  There  also  passed  through  the 
canal  117,300,783  feet,  B.  M.,  of  lumber,  and  42,112,415  lath. 

The  dry  <lock  was  in  constant  use  during  the  whole  year. 
The  cost  of  operating  and  care  of  the  canal  is  provided  for  by  an 
indefinite  appropriation  made  by  act  of  March  3,  1881. 
The  amount  expended  during  the  year  was  $55,350.48. 
(See  Appendix  Y  4.) 

5.  Operating  and  care  of  Galena  River  improvement^  Illinois. — This 
improvement,  consisting  of  a  lock  and  dam  in  the  Galena  Kiver,  was 
purchased  by  the  United  States  in  March,  1894,  under  provisions  of 
act  of  Congress  of  September  19,  1890,  at  a  cost  of  $100,000.  Tlie 
United  States  took  possession"  on  March  12,  1894,  and  the  lock  was  in 
operation  from  that  date — excei)t  during  high  water — to  the  close  of 
the  fiscal  year. 

There  passed  through  the  lock  107  steamboats  and  barges,  carrying 
1,420  passengers  and  1,228  tons  of  merchandise. 

The  cost  of  operating  and  care  of  the  canal  is  provided  for  under  an 
indefiiiite  appropriation  made  by  act  of  Congress  approved  July  5, 1884. 

The  amount  expended  during  the  year,  was  $035.08. 

(See  Appendix  Y  5.) 
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IMPROVEMENT  OF  3IISSISSIPPI  RIVER  ABOVE  FALLS  OF  ST.  ANTHONY, 
MINNESOTA ;  OF  RIVERS  IN  WISCONSIN  AND  MINNESOTA  TRIBUTA- 
RIES TO  MISSISSIPPI  RIVER,  AND  OF  RED  RIVER  OF  THE  NORTH, 
MINNESOTA  AND  NORTH  DAKOTA;  GAUGING  MISSISSIPPI  RIVER  AT 
ST.   PAUL. 

This  district  was  in  the  charge  of  Maj.  W.  A.  Jones,  Corps  of  Engi- 
neers; Division  Engineer,  Col.  O.  M.  Poe,  Corps  of  Eugineers. 

1,  Mississippi  River  above  Falls  of  »St,  Anthony^  Minriesota,— The 
project  was  adopted  in  1875.  The  river  was  divided  into  3  sections. 
First  section,  Falls  of  St.  Anthony  to  St.  Cloud,  78  miles,  improvement 
to  be  by  wiug  dams  and  dredging;  estimated  cost,  $144,067.50.  Sec- 
ond section,  St.  Cloud  to  Conradi  Shoal,  42  miles;  improvement  to  be 
by  wing  dams,  removal  of  bowlders,  and  4  locks  and  dams;  estimated 
cost,  $1,957,785.75.  Third  section,  Conradi  Shoals  to  Grand  Rapids, 
217  miles,  improvement  to  be  by  dredging,  removal  of  bowlders,  and 
wing  dams;  estimated  cost,  $54,127.50.  Total,  $2,156,578.75.  In  1889, 
the  estimate  for  improving  the  upper  130  mile  ^  of  the  third  section  was 
placed  at  $63,000. 

The  first  two  appropriations  (those  of  1874  and  1876)  aggregating 
$46,000,  were  expended  upon  the  first  section,  but  steamboat  naviga- 
tion having  been  discontinued  over  that  reach,  the  third  appropriation 
was  applied  to  the  upper  130  miles  (Aitkin  to  Grand  Rapids)  of  the 
third  section,  as  were  also  the  appropriations  of  1881,  1882,  and  1888. 
In  1890  Congress  appropriated  $18,000  for  the  completion  of  the 
improvement  between  Aitkin  and  Grand  Rapids,  as  recommended  in 
the  annual  report  of  1889.  This  amount  was  expended  and  accom- 
plished the  desired  object,  and  also  extended  the  improved  channel 
from  Aitkin  to  Brainerd,  55  miles.  Before  improvement  the  stream 
between  Aitkin  and  Grand  Rapids  was  so  obstructed  that  navigation 
was  difficult  and  at  times  almost  impossible  for  steamers  of  lightest 
draft. 

Total  expenditures  to  June  30, 1893,  including  outstanding  liabilities, 
were  $45,000  on  first  section  and  $62,994.77  on  upper  180  miles  of  third 
section.  There  is  now  a  general  depth  of  3  feet  at  low  water  in  the 
channel  above  Brainerd.  This  result,  although  not  the  5  feet  called  for 
in  the  project,  is  sufficient  for  all  present  navigation  requirements.  In 
dry  seasons  the  three  completed  reservoirs  at  headwaters  of  Mississippi 
River  may  be  relied  upon  to  furnish  sufficient  water  and  depth  for 
boats  above  Brainerd. 

There  being  no  demand  at  present  for  navigation  between  the  Falls 
of  St.  Anthony  and  Brainerd,  no  further  appropriation  is  now  asked 
for.  The  opening,  during  the  winter  of  1889-'90,  of  the  Duluth  and 
Winnipeg  Railroad  from  Duluth  to  the  Mississippi  River  has  resulted 
in  a  decrease  of  steamboat  traffic.  But  one  steamboat  now  runs  on  the 
river,  and  she  is  not  operated  regularly. 

July  1,  1893,  balance  unexpended $15. 58 

June  30, 1894,  amount  expended  during  fiscal  year 8. 18 

July  1, 1894,  balance  unexpended 7. 40 

July  1, 1894,  outstanding  liabilities 7. 10 

(See  Appendix  Z  1.) 

^.  Reservoirs  at  headwaters  of  Mississippi  River, — The  object  of  the 
reservoirs  is  to  collect  surplus  water,  principally  from  the  precipitation 
of  winter,  spring,  and  early  summer,  to  be  systematically  released  so 
as  to  benefit  navigation  on  the  Mississippi  River  below  the  dams.    The 
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reservoir  project  is  the  outcome  of  surveys  and  examincitions  made  in 
1860, 1874, 1878,  ai)d  1879.  From  the  results  of  these  examinations  and 
further  examinations  made  in  1880  the  first  cost  of  constructing  reser- 
voir dams  in  Minnesota  and  Wisconsin  was  idaced  at  §l,809,0.s;3.  The 
cost  of  land  and  other  damages  to  result  from  construction  and  opera- 
tion of  the  proposed  dams  was  not  included  in  that  estimate,  as  they 
could  not  be  predicted  with  any  approach  to  accuracy. 

The  present  project  consists  in  constructing  reservoir  dams  at  liead- 
waters  of  the  Mississippi  lliver  in  Minnesota,  that  locality  having  been 
selected  for  commencing  the  w()rk  in  consequence  of  an  appropriation 
made  by  the  river  and  harbor  act  approved  June  14, 1880,  for  construc- 
tion of  a  reservoir  dam  at  Lake  Winnibigoshish,  Minnesota,  and  for 
other  reasons  given  in  Appendix  Y  to  the  Annual  Kcportfor  188G.  By 
1886  four  of  the  reservoirs  had  been  created.  In  the  spring  of  1801  the 
construction  of  a  fifth  reservoir  at  Sandy  Lake  was  commenced,  and  one- 
half  was  built  by  the  fall  of  1892,  but  its  completion  has  been  delayed 
by  the  provision  in  the  river  and  harbor  act  of  Congress,  July  13, 1892, 
providing  for  a  navigable  pass  in  the  dam.  Plans  embodying  the  modi- 
fications were  drawn  and  submitted  to  a  Board  of  Engineers  for  exami- 
nation and  report.  The  Board  approved  the  plans  with  one  modification, 
and  the  work  is  now  in  progress. 

The  total  expenditures  on  this  work  to  the  close  of  the  fiscal  year 

ending  June  30,  1893,  including  examinations  at  proposed  dam  sites, 

Jand  damages,  amounts  paid  to  commissioners  in  attempted  settlements 

of  awards  to  Indians,  and  care  and  maintenance  of  the  works,  were 

$727,799.07. 

During  the  past  year  the  operations  have  been  operating  completed 
reservoirs,  continuing  construction  of  Sandy  Lake  Dam.  In  the  office 
maps  of  the  reservoir  watersheds  were  prepared  and  the  hydrological 
and  meteorological  data  were  tabulated. 

The  reservoirs  were  operated  in  1885-'93  during  the  seasons  of  low 
water  to  the  benefit  of  navigation  on  more  than  165  miles  of  the  Mis- 
sissippi Kiver,  viz,  between  Grand  Kapids  and  Aitkin,  130 J  miles,  and 
from  St.  Paul  to  some  distance  below  the  confluence  of  the  Mississippi 
and  St.  Croix  rivers. 

It  is  recommended  thd,t  the  reservoir  system  be  placed  under  the 
operation  of  the  statute  which  provides  a  permanent  appropriation  for 
the  care,  operation,  and  maintenance  of  completed  structures  which 
benefit  commerce  and  navigation. 

The  officer  in  charge  recommends  appropriations  aggregating  $130,000 
for  the  completion  of  the  Sandy  Lake  reservoir  dam,  construction  of  the 
Gull  Lake  reservoir  and  dam,  and  for  hydrological  and  meteorological 
observations  to  precisely  determine  the  effect  of  reservoir  water. 

July  1,  1893,  balance  unexpended $55, 550. 17 

June  20,  1894,  amount  expended  during  fiscal  year 50, 277. 59 

July  1,  1894,  balance  unexpended 5, 272. 58 

July  1,  1894,  outstanding  liabilities 1,866.25 

July   1,  1894,  balance  available 3,406.33 

Amount  appropriated  by  act  of  August  17,  1894 51, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 54, 406. 33 

{Amount  (estimated)  required  for  completion  of  existing  project 983, 683. 50 
Amount  that  can  be  jjrofitably  expended  in  fiscal  year  ending  June  30, 1896  115, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  nver  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893 

(See  Appendix  Z  2.) 


Digitized  by  VjOOQIC 


266         REPORT   OV   THE    CHIEF    OF   ENGINEERS,  U.  S.  ARMY. 

3.  Chippewa  RiveVy  including  Yellow  Banks^  Wisconsin. — The  plan  for 
improvement  of  the  Chippewa  Elver  consiists  in  revetment  of  caving 
bends  and  construction  of  dams  and  jetties  from  Eau  Claire  to  the  con- 
tinence of  the  Chippewa  and  Mississippi,  a  distance  of  57  miles,  to  con- 
fine the  low-water  volume  to  a  channel  of  nearly  uniform  width  and 
depth.  The  general  plan  was  adopted  in  1877,  and  the  work  has  been 
carried  on  in  accordance  with  it,  varying,  however,  more  or  less  as  to 
location  and  extent  of  dams,  jetties,  etc.  The  protection  of  the  Yellow 
Banks  cx)nsists  in  a  revetment  of  piling  and  fascines,  the  latter  to  be 
crowned  with  rock.  The  object  of  the  Yellow  Banks  protection  is  to  pre- 
vent their  erosion  and  thus  relieve thechannel  of  theChippewaRi  ver  and 
of  the  Mississippi  below  the  junction  of  the  two  streams  from  the  masses 
of  sand  contributed  by  those  banks.  The  plan  for  protecting  the  banks 
was  adopted  in  1883.  The  improvement  of  the  river  and  the  protection 
of  the  Yellow  Banks  were  regarded  as  separate  and  distinct  works 
until  the  act  of  August  11, 1888.  The  original  estimate  of  cost  as  made 
in  1875  was  $139,892.50.  The  last  revision  of  the  estimate,  made  in 
1888,  placed  the  cost  at  $272,487.72. 

Before  the  improvement  commenced  the  depth  on  the  bars  at  low 
water  seldom  exceeded  18  inches,  and  the  crossing  at  the  mouth  of  the 
river  was  extremely  difficult  at  that  stage,  owing  to  the  volume  of  the 
river  joining  the  Mississippi  through  a  number  of  channels  of  insufli- 
cient  depth.  These  latter-named  channels  were  contracted  into  one  of 
good  depth  by  means  of  long  parallel  jetties.  Generally,  wherever . 
works  of  improvement  were  constructed  by  the  Government,  the  low- 
water  depths  were  increased  from  18  inches  to  3  or  4  feet,  and  the  gen- 
eral improvement  not  only  greatly  facilitated  the  passage  of  steamers 
and  rafts,  but  also  greatly  reduced  the  expense  of  rafting  manufac- 
tured lumber.  Localities  remaining  to  be  improved  have  a  least  depth 
in  the  channel  of  about  2  feet. 

No  work,  except  slight  repair,  has  been  done  at  the  Yellow  Banks 
6ince  1883,  when  4,978  linear  feet  of  bank  revetment  had  been  com- 
pleted, and  the  piling  for  3,275  feet  had  been  driven  ready  for  the  back- 
ing of  brush  and  stone. 

The  total  expenditures  from  the  commencement  of  operjitions  in  1877 
to  June  30,  1893,  including  outstanding  liabilities,  were  $171,022.76. 

During  the  past  year  the  injuries,  resulting  from  ice  dams,  to  the 
recently  constructed  dam  at  Eau  Galle  Flats  were  repaired.  The  dam 
has  had  a  marked  effect  on  the  channel  over  the  Eau  Galle  Flats.  Rafts 
are  now  able  to  pass  without  trouble. 

July  1,  1893,  balance  unexpended $1, 125.56 

June  30, 1894,  amount  expended  during  fiscal  year 1,  075. 82 

July  1, 1894,  balance  unexpended 49.74 

July  1, 1894,  outstanding  liabilities 49.74 

Amount  appropriated  by  act  of  August  17, 1894 10, 000. 00 

{Amount  (estimated)  required  for  completion  of  existing  project 90, 737. 72 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    60, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1SG6  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  Z  3.) 

d,  St.  Croix  Riv€7*,  Wiscojis in  and  Minnesota. — The  original  project  and 
original  estimate  for  this  improvement  were  based  upon  a  survey  made 
in  1874,  when  the  river  was  at  a  high  stage  of  water  and  but  compar- 
atively  few  obstructions  to  be  seen.     It  contemplat^ed  removal  of 
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snags,  bowlders,  sand  bars,  etc.,  and  contraction  of  low- water  channels 
irom  Taylor  Falls  to  the  confluence  of  the  river  with  the  Mississippi 
into  one  of  nearly  uniform  width.  Estimjited  cost,  $21,758.  At  low 
water,  however,  the  channel  had  in  many  places  but  2  feet  depth,  and 
steamers  and  barges  made  their  way  as  best  they  could  among  the 
obstructions;  at  times  it  was  impossible  for  them  to  get  over  the  shoal 
places.  Following  a  low- water  survey  made  in  1879,  the  estimate  was 
revised  in  1880,  1882,  and  1889.     The  last  aggregated  $129,700. 

The  total  expenditures  to  June  30,  1893,  including  outstanding 
liabilities,  were  $106,012.21. 

The  effect  of  the  work  of  improvement  has  been  to  secure  a  least 
depth  of  3  feet  on  the  improved  bars  above  Stillwater  and  4  to  5  feet 
on  the  bars  below  that  place.  Generally,  it  may  be  said  of  this 
improvement  that  at  many  points  navigation  has  been  rendered 
X>ermanent  where  formerly  it  was  uncertain,  and  that  in  other  places  it 
has  been  made  practicable  where,  before  improvement,  it  was  impossible. 

In  the  improved  parts  of  the  river  above  Stillwater  there .  is  a  low- 
water  depth  in  the  channel  of  2  feetj  below  Stillwater  there  is  a  good 
channel  with  a  least  depth  of  4  feet.    ' 

The  work  of  improvement  during  the  last  year  has  consisted  in 
dredging  in  the  channel  over  Hudson  Bar.  The  work  at  Hudson 
enabled  the  raft  boats  with  their  large  tows  to  more  easily  make  the 
run  over  the  bar. 

July  1, 1893,  balance  unexpended $2,828.95 

Jane  30, 1894,  amount  expended  during  Ascal  year 2, 823, 36 

July  1, 1894,  balance  unexpended 5.  59 

July  1, 1894,  outstanding  liabilities 5.  59 

Amount  appropriated  by  act  of  August  17, 1894 t 4, 000. 00 

f  Amount  Cestimated)  required  for  completion  of  existing  project 14, 200. 00 

J  Amount  that  can  be  profitably  expended  in  tiscalyear  ending  June  30, 1896    14, 200. 00 
A  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
1^      harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  Z  4.) 

5.  Minnesota  River^  Minnesota. — From  1867  to  1873  Congress  appro- 
priated 877,500  for  improving  the  Minnesota  River.  The  appropriations 
were  applied  to  removing  snags  and  bowlders,  so  as  to  afford  a  least 
depth  at  Ipw- water  stage  of  2  tx)  3  feet.  In  1874  a  survey  w^as  made 
jBrom  the  mouth  of  the  river  to  South  Bend,  a  distance  of  about  116 
miles,  to  determine  the  practicability  of  improving  the  navigation  by 
means  of  canals,  locks,  and  dams.  Based  upon  this  survey,  estimates 
were  made  for  five  locks  and  dams,  and  removal  of  snags,  etc.,  at  a  cost 
of  $733,868.63,  the  cost  of  removing  snags,  etc.,  being  therein  placed  at 
$34,585.10,  including  contingencies.  Following  this  report.  Congress 
made  three  appropriations  ol  $10,000  each,  by  acts  approved  March  3, 
1875,  August  14, 1876,  and  June  18,  1878,  which  sums  were  applied  to 
clearing  the  river  of  obstructions  below  South  Bend. 

The  expenditures  to  June  30, 1879,  were  $117,457. 

Prom  1879  to  1893  no  work  for  improvement  of  the  river  has  been 
undertaken.  Under  the  appropriations  above  named,  the  removal  of 
obstructions  cleared  the  way  over  long  stretches  of  the  river  between 
Minnesota  Falls  and  a  point  about  30  miles  below  Henderson  (16.7 
miles  above  Shakopee).  Little  or  no  use  was  made  of  the  cleared  chan- 
nels, as  there  was  not  sufficient  water  in  the  channel  to  permit  navi- 
gmiAoik  during  low-water  periods.    The  rapidly  caving  banks  on  the 
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upper  section  of  this  stream  cause  snags  and  leaning  trees  to  form,  so 
that  channels  that  were  cleared  of  them  thirteen  years  ago  are  more  or 
less  encumbered  with  them  to-day. 

Amount  expended  to  June  30, 1893,  including  outstanding  liabilities, 
$117,644.99. 

Previous  to  the  fall  of  1893  no  expenditures  had  been  made  for  the 
improvement  of  the  lower  part  of  the  river,  which  affords  much  better 
facilities  for  river  traffic  than  the  upper  part. 

From  Shakopee  to  the  Mississippi  the  river  is  deep  except  oh  two 
bars.    There  are  few  snags  on  this  reach. 

Til e  river  and  harbor  act  of  August  11,  1888,  appropriated  $10,000 
for  improving  the  Minnesota  River,  including  the  protection  of  the 
banks  opposite  the  borough  of  Belle  Plaine.  It  appearing,  from  an 
examination  made  in  September,  1888,  that  the  sum  was  inadequate 
for  the  purposes  named,  its  expenditure  for  work  of  improvement  was 
deferred  until  the  further  wishes  of  Congress  in  the  matter  might  be 
known. 

The  river  and  harbor  act  of  July  13,  1892,  made  the  sum  available 
for  the  improvement  of  the  river,  omitting  the  requirement  for  opera- 
tions at  Belle  Plaine.  It  was  expended  during  September,  October, 
and  November,  1893,  at  the  mouth  in  closing  the  main  outlet  of  the 
river,  by  a  dam  of  brush  and  stone  and  dredging  a  channel  through 
the»Fort  Snelling  chute.  This  plan  of  improvement  was  adopted  in 
order  to  take  advantage  of  the  fall,  during  low  stages,  of  1 J  feet  between 
the  Mississippi  and  Minnesota  rivers  at  Fort  Snelling.  The  improve- 
ment, when  permanently  completed,  will  raise  during  low  water  the 
pool  from  Shakopee  to  the  mouth  (24  miles)  IJ  feet,  and  will  extend 
navigation  to  the  lower  end  of  tlie  town  of  Carver,  30  miles  above  the 
mouth.  Owing  to  the  incomplete  state  of  the  improvement  at  the 
mouth  the  long  continued  high  water  of  last  spring  damaged  the  work 
to  a  considerable  extent.  No  funds  are  now  available  for  continuing 
the  improvement. 

July  1,  1893,  balance  unexpended $9,873.55 

June  30;  1894,  amount  expended  during  fiscal  year 9, 283. 05 

July  1,  1894,  balance  unexpended 590. 50 

July  1,  1894,  outstanding  liabilities 16. 50 

July  1,  1894,  balance  available 574.00 

{Amount  (estimated)  required  for  completion  of  existing  project 693, 868. 63 
Amount  thatcanbeprotitably  expended  in  fiscal  year  ending  June  30, 1896  100, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(JSee  Appendix  Z  5.) 

6,  Red  River  of  the  North,  Minnesota  and  North  Dakota. — The  project 
for  improvement  of  this  river  from  Breckenridge  to  the  northern 
boundary  line,  adopted  in  1877,  modified  in  1887,  and  amended  as  to 
cost  in  1883, 1887,  and  1893,  consists  in  removal  of  snags,  leaning  trees 
and  bowiders,  and  in  dredging  channels  through  the  bars,  at  an  esti- 
mat-ed  cost  of  $307,320. 

Before  improvement  the  ruling  depth  on  the  bars  between  Moorhead 
and  Goose  Eapids  at  ordinary  low  water  was  but  IJ  feet,  and  below 
Grand  Forks  2  feet,  while  between  Moorhead  and  Abercrombie  the 
navigation  was  at  all  times  difficult. 

The  work  to  June  30,  1893,  has  resulted  in  opening  a  channel  3  feet 
deep  at  ordinary  low  water  and  60  feet  wide  from  Moorhead  to  Grand 
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Forks,  except  a  stretch  of  15  miles  at  and  near  upper  end  of  Goose 
Bapids,  and  a  4-foot  channel  at  low  water,  60  feet  wide,  from  Grand 
Forks  to  the  boundary  line;  also  in  the  removal  of  snags  and  trees 
between  Moorhead  and  Abercrombie  so  as  to  afford  a  safe  passage  for 
steamers  between  those  points  during  high  and  medium  stages  of 
water. 

The  total  amount  expended,  including  outstanding  liabilities,  to  June 
30,  1893,  was  $234,828.29. 

Dredging  operations  were  confined  during  the  past  fiscal  year  to  the 
first  twenty-four  days  in  July,  in  which  time  the  improvement  on  Goose 
Kapids  Flats  was  completed.  This  extended  the  dredged  channels 
1  mile. 

July  1,1893,  balance  anexpended $7,S60.50 

J  uly  30, 1894,  amoiiut  expended  during  fiscal  year 7, 607. 44 

Julv  1, 1894,  balance  unexpended 353.06 

July  1,1894,  outstanding  liabilities 250.76 

July  1, 1894, balance  available 102.30 

Amonut  appropriated  by  act  of  August  17,  1894 15, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 15, 102. 30 

{Amount  (estimated)  required  for  completion  of  existing  project 52, 320. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30,1896    52, 320. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  Z  6.) 

7.  Gauging  Mississippi  River  at  or  near  8t  Paul,  Minn, — The  Board 
of  Engineers  to  whom  was  referred  the  project  for  the  application  of 
$37,500  appropriated  by  the  river  and  harbor  act  of  August  6, 1886, 
for  reservoirs  at  head  waters  of  Mississippi  River,  recommended  in 
their  report,  dated  May  24, 1887,  "that  such  gaugings  be  made  at  or 
near  St.  Paul  during  the  annual  operation  of  the  reservoirs  as  shall 
determine  accurately  the  discharge  at  that  point  at  critical  periods." 
(P.  1692^  Annual  Report  Chief  of  Engineers,  1887.) 

The  nver  and  harbor  act  of  August  11, 1888,  authorized  the  gaug- 
ings, and  provided  for  them  as  follows: 

And  the  Secretary  of  War  shall  caase  such  gaugings  to  be  made  at  or  near  St.  Paul 
during  the  annual  operation  of  said  reservoirs  as  shall  determine  accurately  the  dis- 
charge at  that  point,  the  cost  of  the  same  to  he  paid  out  of  the  annual  appropriation 
for  gauging  the  waters  of  the  Mississippi  River  and  its  tributaries. 

*  *  «  K  «  *  * 

Sec.  6.  That  for  the  purpose  of  securing  the  uninterrupted  gau^ng  of  the  waters 
of  the  lower  Mississippi  River  and  its  tributaries,  as  provided  for  in  joint  resolution 
of  the  twenty-first  of  February,  eighteen  hundred  and  seventy-one,  upon  the  appli- 
cation of  the  Chief  of  Engineers,  the  Secretary  of 'War  is  hereby  authorized  to  draw 
bis  warrant  or  requisition  from  time  to  time  upon  the  Secretary  of  the  Treasury  for 
such  sums  as  may  be  neccessar^  to  do  such  work,  not  to  exceed  in  the  aggregate  for 
each  year  the  amount  appropriated  in  this  act  for  such  purpose :  Provided,  however, 
That  an  itemized  statement  of  said  expenses  shall  accompany  the  Annual  Report  of 
the  Chief  of  Engineers. 

Gaugings  were  not  made  until  the  fall  of  1889,  although  an  allot- 
ment of  $900  for  the  fiscal  year  ending  June  30, 1889,  had  been  made. 
On  account  of  the  lateness  in  the  season  and  the  condition  of  the  river 
it  was  not  deemed  advisable  to  expend  any  of  the  money  that  year. 

'the  allotments  of  $600,  $900,  $900,  $500,  and  $500,  made  for  the  fis- 
cal years  1889-'90,  1890-'91,  1891-'92,  1892-'93,  and  1893-'94  were 
applied  to  gauging  the  Mississippi  River  at  St.  Paul  and,  when  neces- 
sary, the  Minnesota  River  at  its  mouth. 

During  the  past  fiscal  year  159  gaugings  have  been  made. 


uigiTizea  oy  '" 


.oogle 


270    REPORT  OF  THE  CHIEF  OF  ENGINEERS,  V.   S.  ARMY. 

Julvl,  1803 $113.99 

Amount  allottfd  for  fiscal  year  ending  Juno  30;  1894 500. 00 

613.99 
June  30,  1894,  amount  expended  during  fiscal  year 592. 06 

July  1,  1894,  balance  unexpended 21,93 

July  1,  1894,  outstanding  liabilities 21.93 

Amount  allotted  for  fiscal  year  ending  June  30, 1895 500. 00 

(See  Appendix  Z  7.) 

IMPROVEMENT  OF  MISSOURI  RIVER  ABOVE  SIOUX  CITY,  IOWA,  AND  OF 
YELLOWSTONE  RIVER,  MONTANA  AND  NORTH  DAKOTA. 

This  district  was  in  the  charge  of  Capt.  Harry  F.  Hodges,  Corps  of 
Engineers;  Division  Engineer,  Col.  O.  M.  Poe,  Corps  of  Enpneers. 

i.  MlsHOuri  River  heUceen  the  Great  Falls,  Montana^  and  Sioux  City, 
Iowa. — Between  the  Great  Falls  and  Fort  Benton,  37  miles  below,  the 
channel  is  unnavigable,  being  obstructed  by  rocks  and  having  a  very 
steep  slope.  No  effort  has  ever  been  made  to  improve  it  and  none  is 
contemplated. 

Between  Foit  Benton  and  Carroll,  168  miles  below,  the  river  has 
fairly  stable  banks  and  a  gravelly  or  rocky  bed.  The  difficulties  in 
navigation  ore  due  to  the  shallow  water  and  steep  slope  on  certain 
ripples,  and  to  rocks  in  the  channel.  The  low-water  depth  was  origi- 
nally less  than  30  inches. 

Below  Carroll  the  river  becomes  muddy,  with  unstable  banks  and  a 
shifting  channel.  The  difficulties  in  navigation  are  chiefly  due  to  sand 
bars,  to  snags,  and  to  the  width  of  the  river,  which  is  so  great  in  places 
as  to  leave  little  available  depth. 

The  minimum  low-water  depth  changes  from  year  to  year  with  the 
shifting  bars.  It  was  originally  sufficient  to  maintain  a  considerable 
commerce. 

The  approved  project  contemplates  a  detailed  topographical  survey 
from  Fort  Benton  to  Sioux  City,  the  removal  of  bowlders  and  construc- 
tion of  cut-off  and  wing  dams  between  Fort  Benton  and  Carroll,  and 
the  removal  of  snags  and  similar  obstructions  and  the  construction  of 
two  ice  harbors  between  Carroll  and  Sioux  City,  liectification  work 
at  Pierre  and  Yankton  has  been  authorized  by  Congress,  but  is  not 
yet  projected,  as  no  funds  are  available  for  it. 

The  present  project  dates  from  the  appropriation  of  1882.  Up  to 
June  30, 1893,  a  sum  of  $673,443.43  had  been  spent  in  carrying  it  out. 
Before  its  adoption  a  sum  of  about  $230,000  had  been  spent  in  surveys 
and  local  w^ork  under  no  general  project. 

The  results  of  this  expenditure  were  as  follows:  Above  Carroll  the 
principal  obstructions  had  been  removed  and  the  worst  shoals  deepened, 
giving  a  low^- water  depth  of  30  inches  at  the  improved  places  and 
making  the  channel  much  easier  to  run.  Further  work  was  suspended, 
navigation  having  ceased  on  this  reach. 

Below  Carroll  a  fleet  of  three  snag  boats  had  been  organized  and  put 
at  work  removing  obstructions,  the  place  for  one  ice  harbor  had  been 
selected  at  Bockhaven,  N.  Dak.,  and  the  plans  prepared. 

The  field  work  of  the  survey,  extending  over  1,477  miles  of  river,  had 
been  nearly  finished,  the  plotting  about  three-fourths  finished,  and  the 
printing  begun. 

The  expenditures  in  the  year  ending  June  30, 1894,  have  resulted  as 
follows : 

The  field  work  of  the  survey  has  been  finished  and  the  printing 
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about  three-fifths  finished.  About  one-fourth  of  the  work  on  the  ice 
harbor  at  llockhaveu  has  been  done.  The  site  for  the  second  harbor 
has  been  fixed  at  the  mouth  of  the  Big  Sioux  Eiver,  and  a  project  for 
tlie  construction  has  been  prepared.  . 

One  snag  boat  has  been  enlarged  and  fitted  with  steam  propelling 
power. 

The  high-wsiter  discharge  of  the  river  has  been  measured  at  Sioux 
City  and  the  low-water  discharge  at  various  points,  and  the  necessary 
gauges  have  been  maintained. 

The  plant  has  been  cared  for  and  kept  in  repair. 

No  work  has  been  done  on  the  river  above  Carroll;  the  expenses  of 
the  snag  boats  have  been  defrayed  chiefly  from  the  special  appropria- 
tion for  their  maintenance. 

December  9, 1893,  received,  refundment  of  overpayment $45. 48 

July  1, 1893,  balance  unexpended 160,127.47 

160,172.95 
J  une  30, 1894,  amount  expended  during  fiscal  year 67, 108. 47 

Jnly  1, 1894,  balance  unexpended 93,064.48 

July  1, 1894,  outstanding  liabilities 17,092.44 

Julv  1, 1894,  balance  available : 75,972.04 

Amount  appropriated  by  act  of  August  17, 1894 *110,000.  00 

Amount  available  for  fiscal  year  ending  June  30, 1895 185, 972. 04 

L  Amount  that  can  bo  profitably  expended  in  fiscal  year  ending  June  30. 1896 1500, 000. 00 
2  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(      harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(Bee  Api)endix  AA  1.) 

J2.  Removal  of  sriags  and  other  obstructions  in  Missouri  River  above 
Sioux  City,  Iowa. — The  approved  project  contemplates  the  use  of  the 
available  funds  in  the  work  stated  on  that  part  of  the  Missouri  River 
above  Sioux  City  where  boats  may  be  running  and  where  it  is  most 
needed. 

But  one  appropriation  has  been  made  for  this  work,  that  by  the  sun- 
dry civil  act  of  March  3,  1893,  $50,000. 

The  fleet  of  three  snag  boats  which  had  been  maintained  from  the  gen- 
eral appropriation  for  improving  the  river  has  been  operated  during  the 
year  from  this  special  appropriation.  Their  aggregate  time  was  equiva- 
lent to  309  workingdaysfor  one  boat.  The  total  results  were  1,035  snags 
removed  or  destroyed,  GO  miscellaneous  obstructions  removed,  1,842 
trees  cut  on  caving  banks,  and  6,175  miles  of  river  passed  over.  The 
largest  of  the  boats  was  extensively  repaired  and  altered  during  the 
winter  and  spring. 

July  1,1893,  balance  unexpended $50,000.00 

Jniie  30, 18W,  amount  expended  daring  liscal  year 45, 483. 59 

Jaly  1, 1894,  balance  unexpended 4, 516. 41 

Joly  1, 1894,  outstanding  liabilities $3,390.19 

July  1, 1894,  amount  covered  by  uncompleted  contracts 1, 126. 22 

4,516.41 

{Amount  (estimated)  required  for  work  annually 50, 000. 00 
jVmonntthatcaubeprofitably  expended  in  fiscal  year  ending  June  30,1896    50, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  AA  2.) 

*  Between  Stubbs  Ferry,  Mont.,  and  Sioux  City. 

t  Exclusive  of  $60,000  annually  for  removal  of  snags,  etc. 
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3,  Examination  of  Missouri  River  between  Three  Forks  and  Canyon 
Ferry,  Mont.,  to  determine  availability  of  water  power. — The  river  and 
harbor  act  approved  July  13, 1892,  appropriated  $2,500  for  an  examina- 
tion of  Missouri  Eiver  from  Three  Forks  to  Canyon  Ferry,  Mont,  with 
a  view  of  determining  at  what  points,  if  any,  use  might  be  made  of 
water  power  for  manufacturing  and  other  purposes,  without  unreason- 
ably impairing  the  navigability  of  that  portion  of  the  river.  The 
examination  was  made  by  the  engineer  officers  in  local  charge  and  the 
report  thereon  was  made  by  Capt.  H.  F.  Hodges,  Corps  of  Engineers, 
January  22,  1894,  and  transmitted  to  Congress  and  printed  in  House 
Ex.  Doc.  No.  96,  Fifty-third  Congress,  second  session.  A  copy  is  also 
submitted  with  this  report  as  Ajipendix  AA  3. 

Seven  sites  for  dams  for  water  power  were  located  and  surveyed 
and  a  description  of  them  is  given  in  the  report.  There  is  at  present 
no  navigation  on  this  portion  of  the  river,  but  it  could  probably  bo 
made  available  for  boats  drawing  30  inches  were  there  a  demand  com- 
mensurate with  the  cost.  Lateral  canals  around  the  dams  are  pro- 
posed to  provide  for  future  navigation  and  the  dam  sites  are  located 
with  a  view  to  such  constructions.  In  order  to  secure  the  interests  of 
navigation  the  construction  and  location  of  the  dams  should  be  under 
the  supervision  and  approval  of  the  War  Department. 

By  act  of  Congress  approved  June  8, 1894,  the  Missouri  Eiver  Power 
Company  was  authorized  to  construct  a  dam  across  the  Missouri  River, 
about  2  miles  below  Stubbs  Ferry. 

July  1,  1893,  balance  unexpended $2,500.00 

May  31.  1894,  deposited  credit  Treasurer  United  States $754. 01 

June  30,  1894,  amount  expended  during  fiscal  year 1, 745. 99 

2,500.00 

(See  Appendix  A  A  3.) 

4,  Yellowstone  River,  Montana  and  North  Dakota. — Originally  the 
channel  of  the  river  was  so  obstructed  by  rocks,  swift  rapids,  sharp 
turns,  and  insufficient  depth  at  bars  as  to  be  nearly  impassable  to  any 
vessels  at  low  water. 

The  original  project  contemplated  rock  removal  at  various  points  of 
the  river  and  the  construction  of  closing  dams  and  wing  dams  at  some 
places  below  Glendive.    A  survey  was  also  projected. 

Up  to  June  30, 1892,  a  total  of  $103,029.13  had  been  expended  on  the 
improvement  and  $19,000  on  the  survey.  The  result  has  been  to  give 
a  navigable  channel  of  3  feet  in  depth  at  the  points  improved  above 
Glendive  and  3  feet  or  more  at  the  points  improved  below  that  place. 
The  survey  has  been  finished.  During  the  year  ending  June  30,  1893, 
no  work  has  been  done.  As  a  large  percentage  of  available  funds 
would  be  required  simply  to  initiate  work,  and  for  the  reason  that  there 
is  no  present  or  prospective  demand  for  aid  by  navigation,  the  project 
is  suspended  for  further  a<;tion  of  Congress.  There  was  formerly  a 
brisk  river  traffic.    There  is  none  now. 

July  1, 1893,  balance  unexpended $11, 720. 87 

June  30, 1894,  amount  expended  during  fiscal  year .29 

July  1, 1894, balance  unexpended 11,720.58 

July  1, 1894,  outstanding  liabilities .17 

July  1, 1894,  balance  available 11,720.41 

(See  Appendix  A  A  4.) 
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OIPBOYEHENT  OF  OBION  RIYEB,  TENNESSEE,  AND  OP  CUMBERLAND 
BIYERf  TENNESSEE  BIVER  ABOVE  CHATTANOOGA  AND  BELOW  BEE 
TR£E  SHOALS,  AND  THEIR  TRIBUTARIES;  TENNESSEE  AND  KEN- 
TUCKY. 

This  district  was  in  the  charge  of  Capt.  John  Biddle,  Corps  of  Engi- 
neers; Division  Engineer,  Ool.  C.  B.  Oomstock,  Corps  of  Engineers. 

i.  Obidn  River^  Tennessee, — This  stream  is  a  tributary  of  the  Missis- 
sippi and  flows  wholly  within  the  State  of  Tennessee.  It  rises  in  the 
western  part  of  that  State,  runs  in  a  southwesterly  direction,  and  has 
a  length  of  about  75  miles.  An  examination  was  made  in  1880,  and  a 
survey  was  made  in  1891  under  provisions  of  river  and  harbor  act 
approved  September  19, 1890,  from  Obion  to  the  mouth  of  the  river 
(68.8  miles),  the  river  in  this  distance  having  a  fall  of  27  feet. 

The  obstructions  were  found  to  be  heavy  drift,  snags,  overhanging 
trees,  and  a  tortuous  channel. 

The  project  consists  of  removing  surface  obstructions,  constructing 
wing  dams  at  the  worst  shoals,  straightening  the  channel  by  cutting 
through  several  sharp  "bends,"  making  the  *' cut-offs''  sufficiently 
wide  and  deep  by  clearing,  grubbing,  and  excavating,  closing  the  old 
channel  by  means  of  pile  and  brush  dams,  to  secure  a  navigable  chan- 
nel not  less  than  3  feet  deep  at  lowest  stages,  estimated  to  cost 
$50,000. 

The  appropriation  of  $7,500  in  river  and  harbor  act  of  July  13, 1892, 
wais  the  first  made  for  this  work  by  the  General  Government. 

The  total  amount  expended,  including  outstanding  indebtedness,  to 
the  close  of  the  fiscal  year  ending  June  30, 1893,  was  $5,466.99,  which 
has  resulted  in  securing  a  greatly  improved  channel  between  Obion 
and  Lane  Ferry,  Tenn..  a  distance  of  about  22  miles,  by  clearing  away 
snags,  drift  gorges,  ana  overhanging  trees. 

In  May,  1893,  a  small  steamboat  worked  up  from  Fleischhauer  mills 
with  two  barges  of  lumber,  etc.,^in  tow,  the  first  boat  to  ascend  this 
stream  during  fifty  years. 

Channel  work  was  carried  on  during  the  fiscal  year  in  September, 
October,  and  November.  A  stretch  of  about  20  miles  below  Obion  was 
again  cleared  of  surface  obstructions,  thus  securing  safe  navigation. 
A  small  steamboat  is  now  plying  upon  the  Obion. 

The  amount  expended  during  the  fiscal  year  was  $1,797.69. 

July  1, 1893,  balance  unexpended $2,045.01 

June  30,  1894,  amount  expended  during  fiscal  year 1, 797. 69 

July  1,  1894,  balance  unexpended 247. 32 

July  1,  1894,  outstanding  lial^ilities 12. 00 

July  i;  1894,  balance  available 235.32 

Amount  appropriated  by  act  of  August  17,  1894 7, 500. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 7, 735. 32 

{Amount  (estimated)  required  for  completion  of  existing  project 35, 000. 00 
Amount  that  can  be  profitablj^  expended  in  fiscal  year  ending  June  30, 1896    10, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  B  B  1.) 

^.  Tennessee  River — a.  Above  Chattanooga^  Tenn,  (188  miles). — ^This 
section  of  the  river  extends  from  the  mouth  of  tne  French  Broad 
Biver  to  Chattanooga,  and  is  usually  navigable  during  the  winter  and 
spring  months.  Examinations  were  made  in  1830  and  1871,  and  a 
detailed  instrumental  survey  in    1891-'93.      The   obstructions  were 
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described  as  ^'low-water obstrnctioiis/'  consistingof  reefs^  roelL,or  grayi^ : 
bars,  and  snags,  etc.,  brougbt  down  by  freshets.    The  depth  of  these 
bars  varies  from  10  to  30  inches  at  a  low:- water  stage,  the  cnrreut  being 
from  2  J  to  6  miles  per  hour. 

The  original  project,  under  which  the  work  is  still  carried  on,  was  to 
blast  a  channel  through  the  reefs,  reduce  the  gravel  and  sandbars,  and 
to  deepen  the  water  on  the  bars  by  the  construction  of  wing  dams,  thus 
contracting  the  waterway  so  as  to  secure  a  safe,  navigable  channel  3 
feet  in  depth  at  average  low  water. 

The  report,  with  estimates,  of  the  "careful  and  comprehensive  sur- 
vey'' made  in  compliance  with  the  river  and  harbor  act  of  September 
19, 1890,  was  rendered  February  23, 1893,  and  is  printed  in  House  Ex.' 
Doc.  No.  252,  Fifty-second  Congress,  second  session,  and  in  Report  of 
Engineers,  1893,  page  2333  et  seq.  The  project  therein  submitted  is 
practically  the  same  as  that  now  in  force,  providing  for  a  3-foot  low- 
water  navigation  between  Chattanooga  and  mouth  of  French  Broad 
River,  by  channel  excavation,  and  the  construction  of  wing  dams  to 
contract  the  waterway  at  low  water,  at  an  estimated  cost  of  f<J50,000. 

The  amount  expended,  including  outstanding  indebtedness,  to  June 
30, 1893,  was  $291,944.05,  which  expenditure  has  resulted  in  securing  a 
lengthened  season  of  navigation  for  steamboats  and  a  safer  channel  for 
the  passage  of  rafts  and  flatboats.  Of  the  43  obstructions  enumerated 
in  1830,  channel  work  has  been  carried  on  to  the  extent  of  improving  at 
least  29  of  them.  Owing  to  the  character  of  the  banks  these  improve- 
ments are  practically  permanent.  At  White  Creek  Shoals  the  longitu- 
dinal dam  has  been  lengthened  and  two  spur  dams  built,  causing  the 
removal  of  the  sand  bar.  At  Soddy  Shoals  the  channel  has  been 
cleared  of  surface  obstructions,  new  dams  built  and  old  dams  strength- 
ened, and  good  progress  made  in  drilling  and  blasting  the  rock  ledges 
or  reefs  forming  this  obstruction.  At  Caney  Creek  Shoals  the  building 
of  riprap  dams  was  begun. 

During  a  part  of  July  of  the  present  fiscal  year  work  upon  the  dams 
was  continued  at  Caney  Creek  Shoals,  but  the  stage  of  water  remain- 
ing too  high  to  permit  of  carrying  on  work  to  advantage,  the  working: 
force  was  transferred  to  the  French  Broad  River.  It  not  being  deemed 
advantageous  with  the  limited  funds  available  to  resume  operations  late 
in  the  season,  the  boats,  etc.,  were  dropped  down  to  Cbattanooga  for 
winter  moorings  as  a  measure  of  economy. 

The  amount  expended  during  the  fiscal  year  was  $5,823.41. 

Jnly  1,  1893,  balance  unexpended $8, 567. 58 

June  30,  1894,  amount  exyieuded  during  fiscal  year 5, 823. 41 

July  1, 1894,  balance  unexpended ^ 2, 744. 17 

July  1,  1894,  outstanding  li.abilities 97. 07 

Julyl,  1894,  balance  available.... 2,647.10 

Amount  appropriated  by  act  of  August  17,  1894 50, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 52, 647. 10 

{Amount  (estimated)  required  for  completion  of  existinjEC  project 600, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30,1896    65, 000.  00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

b.  Below  Bee  Tree  SlwaJSy  Alabama  {225  miles). — This  section  of  the 
river  is  generally  navigable  during  the  greater  part  of  the  year,  though 
several  obstructions  render  navigation  difficult  during  the  low- water 
season. 

"Sq  instrumental  survey  has  been  made  of  this  section  of  the=  river, 
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nor  estimates  and  project  submitted  for  its  improvement,  and  it  is 
very  necessary  tliat  such  a  survey  be  made  to  obtain  data  whereon  to 
base  estimates  and  a  project  for  the  improvement  of  the  Lower  Ten- 
nessee. The  work  required  to  be  done  is  channel  excavation  and  con- 
struction of  wing  dams  to  widen,  straighten,  and  deepen  the  channel 
at  the  principal  obstructions. 

Livingston  Foinfy  Kentucky, — The  river  and  harbor  acts  of  Septem- 
ber 19,  1890,  and  July  13,  1892,  each  appropriated  $25,000  for  the  pres- 
ervation of  Livingston  Point,  Kentucky,  which,  with  two  small  islands, 
forms  Paducah  Harbor,  at  the  mouth  of  the  river.  The  plan  of  improve- 
ment adopted  consisted  in  covering  the  wearing  slopes  of  the  banks 
with  a  revetment  of  stone  and  brush  and  the  construction  of  a  pile- 
aud-stonc  dike  along  the  crest  of  the  weakest  part  of  the  point,  where 
the  Ohio  cuts  through  at  high  stages  of  the  river. 

The  amount  expended,  including  outstanding  indebtedness,  to  June 
30, 1893,  was  $24,423.59.  This  expenditure  secured  the  construction 
of  the  dike  on  the  Ohio  side  for  a  distance  of  660  feet  across  the  wash- 
out near  the  extremity  of  the  point.  The  bank  protection  covers  a 
length  of  2,330  feet,  the  average  width  being  47  feet.  A  revetment  of 
brush  and  stone,  about  2,090  cubic  yards,  was  built  on  the  Ohio  bank 
to  prevent  its  washing  away.  The  above  specified  work  was  done  under 
contract. 

I?qring  the  fiscal  year,  the  work  under  contract  for  the  protection  of 
the  Ohio  bank  was  continueil  from  July  to  September;  about  7,365 
cubic  yards  of  stone  and  brush  being  placed  in  position.  The  contract 
was  closed  November  9,  in  accordance  with  its  terms.  On  examination, 
it  was  found  that  the  Tennessee  bank  was  also  wearing  away  and  must 
be  protected  without  delay.  Authority  was  asked  and  granted  to  revet 
the  Tennessee  bank  with  riprap;  about  9,117  cubic  yards  of  stone  was 
thus  placed  in  position  during  August  and  September,  1893,  and  Jan- 
naiy,  1894;  the  work  was  done  by  purchase  of  stone  in  open  market, 
delivered  in  place  on  bank. 

Total  amount  expended,  including  outstanding  indebtedness,  during 
the  fiscal  year  was  $23,804.68. 

The  money  statement  is  included  in  that  for  improving  Tennessee 
River  below  Chattanoogj^  p.  284. 

(See  Appendix  B  B  2.) 

5.  Hiicassee  River^  Tennessee.— Thi&  stream  rises  in  the  Blue  Ridge 
in  North  Carohna  and  Georgia.  It  flows  in  a  west-northwesterly  direc- 
tion, and  enters  the  Tennessee  River  about  35  miles  above  Chattanooga 
and  148  miles  below  Knoxville.  On  examination  made  in  1874,  the 
channel  was  found  to  be  obstructed  by  rock  reefs,  gravel  bars,  snags, 
and  overhanging  trees. 

The  present  project  consists  in  narrowing  the  waterway  at  the  shoal 
places  by  building  wing  dams  and  excavating  the  reefs  and  gravel  bars 
and  removing  surface  obstructions  so  as  to  secure  a  channel  40  feet 
wide  and  2  feet  deep  at  ordinary  low  water  from  Savannah  Ford  to  the 
mouth  of  the  river,  aboiit  43  miles. 

Tlie  amount  expended  to  June  30, 1893,  including  outstanding  indebt- 
edness, was  $36,449.89,  and  has  resulted  in  a  partial  improvement  of 
the  river,  securing  an  increased  depth  in  channel  and  the  removal  of 
surface  obstructions,  principally  below  Charleston.  Active  operations 
were  suspended  in  September,  1892,  the  funds  available  for  channel 
work  being  then  exhausted. 

No  appropriation  was  made  by  the  river  and  harbor  act  of  July  13, 
1892,  for  the  Hiwassee  River. 
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July  1,  1893,  balance  UDexpended $73. 15 

June  30,  1894,  amount  expended  during  fiscal  year .22 

July  1,  1894.  balance  unexpended 72. 93 

July  1,  1894',  outstanding,  liabilities 23.04 

July  1, 1894,  balance  available 49.89 

(See  Appendix  B  B  3.) 

4.  French  Broad  River ^  Tennessee. — This  stream  rises  on  the  western 
slopes  of  the  Blue  Ridge  in  North  Carolina,  and  enters  the  State  of 
Tennessee  at  Paint  Rock,  and  after  a  course  of  121  miles  in  that  State 
joins  the  Holston,  4  J  miles  above  Knoxville,  thus  forming  the  Tennessee 
River.  By  examinations  made  in  1871  and  1875  the  river  was  found  to 
be  obstructed  by  rock  reefs,  sand  and  gravel  bars,  and  surface  obstruc- 
tions, such  as  bowlders,  snags,  and  overhanging  trees.  It  was  not 
deemed  practicable  to  improve  the  river  above  Leadvale,  but  from  this 
poiiit  to  the  mouth,  a  distance  of  about  90  miles,  it  is  projected  to 
remove  all  surface  obstructions,  and  by  excavation  and  use  of  wing 
dams  to  secure  for  this  distance  a  channel  depth  of  2^  feet  at  ordinary 
low  water.  Above  the  moutjh  of  Nolichucky  River  (Leadvale)  to  the 
boundary  line  of  Tennessee  and  North  Carolina  a  system  of  locks  and 
dams  is  the  only  feasible  improvement,  but  the  amount  of  commerce 
does  not  warrant  such  an  expenditure. 

The  amount  expended  to  June  30,  1893,  including  outstanding 
indebtedness,  was  $52,523.48,  This  expenditure  has  resulted  in  the 
improvement  often  of  the  principal  obstructions  below  Dandridge,  by 
deepening  and  clearing  the  channel,  C/Onstructing  and  modifying  wing 
dams  and  revetting  the  banks  where  necessary.  At  Seven  Island 
Shoals  the  improvements  have  made  upstream  navigation  possible  at 
lower  stages  of  the  river.  A  general  deepening  of  the  channel  from  6 
to  10  inches  has  been  obtained.  At  Bryant  Shoals  navigation  has 
been  greatly  improved;  at  Hanging  Rock  Shoals  the  channel  has  been 
changed  from  the  north  to  the  south  side  of  Brabson  Island,  and  the 
new  channel  was  cleared  of  obstructions  without  detention  of  boats; 
eight  dams  were  built  aggregating  a  length  of  2,694  linear  feet,  and 
old  dams  repaired.    The  work  done  has  proved  effective. 

During  the  fiscal  year  channel  work  was  continued  and  consisted  in 
excavating  rock  at  Nichols  Reef ;  building  check  dam  and  180  feet  of 
spur  dam,  repairing  and  extending  old  dams,  and  revetting  bank  at 
Hanging  Rock  Shoals;  building  riprap  dam  at  Denton  Shoals;  strength- 
ening old  dams  and  building  new  spur  dam  from  right  bank  just  below 
Zimmerman  Ford. 

The  amount  expended  during  the  fiscal  year,  was  $10,968.75. 

The  engineer  officer  in  charge  reports  that  $150,000,  the  estimate  of 
1876,  is  wholly  inadequate  to  do  the  work  projected,  and  recommends 
that  a  detailed  survey  be  made  to  obtain  the  data  necessary  to  deter- 
mine the  cost. 

July  1,  1893,  balance  unexpended $11,330.08 

June  30,  1894,  amount  expended  during  fiscal  year 10, 968. 75 

July  1,  1894,  balance  unexpended 361. 33 

July  1,  1894,  outstanding  liabilities 31.63 

July  1, 1894,  balance  available 329.70 

Amount  appropriated  by  act  of  August  17,  1894 *6,000.00 

Amount  available  for  fiscal  year  ending  June  30, 1895 6, 329. 70 

*  Of  the  appropriation  of  $7,000  made  by  the  river  and  harbor  act  of  August  17, 
1894,  for  improving  French  Broad  and  Little  Pigeon  rivers,  $6,000  has  been  allotted 
to  the  French  Broad  River. 
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fAmoant  (estimated)  reqairad  for  completion  of  existing  project $82, 000. 00 
Amount  that  can  be  profitably  expended  in  iiscalyear  endin*^  Jane30, 1896    31,  000. 00 
Sabmitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  B  B  4.) 

5.  Little  Pigeon  River j  Tennessee. — Little  Pigeon  River  is  formed  by 
the  junction  of  its  East  Fork  and  South  Fork  at  Sevierville,  in  east 
Tennessee,  flows  in  a  northwesterly  direction  for  about  5  miles,  and 
empties  into  the  French  Broad  River  about  32  miles  above  Knoxville. 
The  stream  is  obstructed  by  rock  and  gravel  shoals  and  rapids,  and 
the  object  of  its  improvement  would  be  to  facilitate  navigation  during 
medium  and  higher  stages. 

An  examination  of  the  river  was  made  under  the  provisions  of  river 
and  harbor  act  of  September  19, 1890,  and  the  reports  thereon  were 
pribted  as  House  Ex.  Doc.  No.  169,  Fifty-first  Congress,  second  session, 
and  as  Appendix  E  E  8,  Annual  Report,  Chief  of  Engineers,  1891. 

The  river  and  harbor  act  of  July  13,  1892,  provided  that  of  the 
$15,000  appropriated  for  improving  French  Broad  River,  $1,000  "  may 
be  used  in  removing  the  bar  or  shoal  in  Little  Pigeon  River."  This 
snm  has  been  allotted  for  the  removal  of  the  bar  near  the  mouth  of  the 
river,  described  as  the  only  bad  shoal  below  Catlettsburg.  The  work 
of  reducing  the  obstructive  character  of  the  shoal  below  Catlettsburg 
was  begun  in  October  at  Gass  Reef  by  removing  about  90  cubic  yards 
of  rock  from  the  channel  and  placing  the  same  in  riprap  dam.  The 
large  dam  in  slough  just  above  the  mouth  of  river  was  repaired,  and 
3  small  dams  built  across  the  small  slough  on  the  left  bank,  thus  hold- 
ing up  the  water  in  mouth  of  river  and  flooding  the  shoal  above. 

The  amount  expended  during  the  fiscal  year  was  $633.10. 

July  1,  1893,  balance  unexpended $1,000.00 

June  30,  1894,  amount  expended  daring  fiscal  year 633. 10 

July  1, 1894,  balance  unexpended 366. 90 

Amount  appropriated  by  act  of  August  17,  1894 *1,000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 1,366. 90 

{Amount  (estimated)  required  for  completion  of  existing  project 8, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  une  30, 1896      8, 000. 00 
Submitteu  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  B  B  4.) 

6.  Clinch  Biver^  Tennessee. — ^Thls  stream  rises  in  the  Cumberland 
Mountains  in  Virginia,  and  after  following  a  southwesterly  course 
empties  into  the  Tennessee  Eiver  at  Kingston,  104  miles  above  Chat- 
tanooga.   About  230  miles  of  the  river  flows  in  the  State  of  Tennessee. 

An  examination  was  made  in  1875,  when  the  channel  obstructions 
were  found  to  be  rock  reefs,  sand  and  gravel  bars,  snags,  and  overhang- 
ing trees. 

The  present  project  provides  for  channel  excavation,  removing  sur- 
face obstructions,  and  the  construction  of  wing  dams,  so  as  to  secure  a 
safe  navigable  channel  of  2  feet  at  ordinary  low  water  from  mouth  of 
river  to  Clinton,  about  70  miles,  and  of  1 J  feet  from  Clinton  to  Haynes 
or  Walkers  Ferry,  about  75  miles  5  but  from  Haynes  to  the  Tennessee 
State  line,  85  miles,  the  only  work  practicable  is  to  remove  the  loose  rock 

*  Of  the  appropriation  of  $7,000  made  by  the  river  and  harbor  act  of  August  17, 
1894,  for  improving  French  Broad  and  Little  Pigeon  rivers,  $1,000  has  been  allotted 
to  Little  Pigeon  Biver. 
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and  reduce  the  roek  ledges,  thus  to  assist  flat  boat  navigation  during 
"rain  tides.'' 

The  engineer  oflBcer  in  charge  reports  that  $50,000,  the  estimate  of 
1885,  is  wholly  inadequate  to  do  the  Avork  projected,  and  recommends 
that  a  detailed  survey  bo  made  to  obtain  the  data  necessary  to  deter- 
mine the  cost. 

The  total  amount  expended  to  the  close  of  the  fiscal  year  euding  Jime- 
30, 1893,  including  outstanding  indebtedness,  was  $35,806.26,  and  has 
resulted  in  securing  a  reduction  of  the  rock  reefs,  the  removal  of  snags, 
drift,  etc.,  brought  down  by  the  annual  floods,  and  the  construction  of 
several  heavy  riprap  dams  above  and  below  Haynes.  A  safe  channel 
was  secured  at  stages  of  the  water  from  2  to  3  feet  lower  than  before  the 
improvements  were  begun.  Special  advantages  in  the  lower  river  have 
been  gained  at  Cloud  Shoals,  Hibb  Shoals,  Black  Shoals,  Bletcber 
Shoals,  and  at  Llewellyn  Shoals.  At  the  last-named  obstruction  safe 
navigation  is  reported  possible  at  a  stage  of  water  from  1  foot  to  IJ 
feet  lower  than  before  the  work  of  1892  was  begun.  Some  improve- 
ments were  also  made  in  1892  in  the  channel  at  Youngs  Island. 
Above  Haynes  improvements  were  made  at  Hunter  Shoals,  Sycamore 
Shoals,  Hopson  Shoals,  and  Straight  Shoals. 

Partial  examinations  were  made  below  the  mouth  of  Powell  River, 
and  later  below  the  mouth  of  Emory  River,  to  ascertain  in  part  what 
is  necessary  to  be  done  to  improve  the  channel  and  obtain  a  navigable 
2-foot  low-water  depth. 

Ko  channel  work  was  practicable  during  the  present  fiscal  year  until 
Kovember,  when  a  little  work  was  done  by  building  a  riprap  dam  near 
Givens  Ford,  about  one-half  mile  below  mouth  of  Emory  River, 

The  amount  expended  during  the  present  fiscal  year  was  $904.28. 

July  1, 1893, balance  unexpended $3,222.5»< 

Jane  30, 1894,  auiouut  expended  during  fiscal  year 904. 28 

July  1, 1894,  balance  unexpended. 2,318.30 

Jii]y  1, 1894,  outstanding  liabilities 28. 84 

July  1,1894,  balance  available 2,289.46 

Amount  appropriated  by  act  of  August  1 7,  1894 2, 500.  00 

Amoant  available  for  fiscal  year  ending  June  30,  1895 4, 789. 46 

{Amount  (estimated)  required  for  completion  of  existin*^  project 8, 500.  00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30,1896      8, 500.  00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  B  B  5.) 

7.  Cumberland  River,  Tennessee  and  KentucJcy — a.  Below  Nashville 
(191  miles). — An  examination  was  made  of  this  seiction  in  1871,  and  the 
channel  was  found  to  be  of  the  same  general  character  throughout  its 
entire  length  and  obstructed  by  rock  reefs,  bowlders,  gravel,  aud  sand 
bars,  suags,  and  overhaugiug  trees. 

The  original  project  provides  for  the  removal  of  the  surface  obstruc- 
tions and  deepening  the  channel  by  excavation  and  the  building  of 
wing  dams.  This  project  was  modified  in  1888,  on  the  recommendation 
of  a  Board  of  Engineer  Officers,  by  the  proposed  construction  of  a  pile 
dike,  with  crib  superstructure  for  the  improvement  oi  the  channel  at 
the  mouth  of  the  river,  from  Smithland  to  the  deep  waters  of  the  Ohio, 
for  which  Congress  made  provision  in  river  arid  harbor  act  of  Septem- 
ber 19, 1890.  A  survey  was  made  in  1889,  having  in  view  a  project  for 
the  radical  improvement  of  the  river  below  Nashville  and  '*to  ascer- 
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tain  if  necessary  to  eBtablisli  locks  and  dams."  The  river  and  harbor 
actof  July  13, 1892,  provided  for  the  selection  and  purchase  of  sites 
for  a  lock  and  dam  near  the  mouth  of  Harpeth  River.  This  forms  the 
iaitial  movement  for  work  under  the  modified  project,  wbich  now  con- 
sists (first)  of  the  extension  of  the  lock  and  dam  system  of  the  Upper 
Camberland  to  the  river  below  Nashville,  the  plan  bein^  the  construc- 
tion of  locks*  and  dams  extending  from  near  mouth  of  HarpeUi  Eiver 
(Lock  A)  to  Big  Eddy  Shoals  (Lock  G) ;  (second)  of  the  improvement  by 
dike  eonstruction  and  bank  protection  at  the  mouth  of  the  river-,  (third) 
(tf  the  channel  work  necessary  below  Big  Eddy  Shoals;  and  (fourth) 
snagging  and  removal  of  surface  obstructions  below  Nashville,  at  a 
total  estunated  cost  of  $1,964,500. 

The  total  amount  expended  to  June  30, 1893,  including  outstanding 
indebtedness  and  amount  covered  by  contract,  was  $319,990.01.  This 
expenditure  has  resulted  in  obtaining  an  increased  depth  at  low  water, 
thereby  securing  a  lengthened  season,  of  navigation,  combined  with 
greater  security  in  passage  at  some  of  the  worst  obstructions.  The 
channel  has  been  cleared  from  year  to  year  of  snags  and  other  surface 
obstructions.  At  the  mouth  of  river  by  contract  the  work  of  building 
dike  and  shore  protection  was  nearly  completed,  and  by  hired  labor  the 
old  spur  dams  were  removed  to  increase  the  channel  width,  and  the 
shore  of  Cumberland  Island  near  the  dams  and  the  bank  above  foot  of 
Island  opposite  the  Kentucky  mainland  were  protected  by  a  revetment 
oi  piles,  stone,  and  brush.  This  work  is  completed,  and  the  bank  is  now 
thought  to  be  permanently  protected  from  erosion.  As  provided  by  act 
of  July  13, 1892,  the  necessary  sites  were  selected  and  approved  by  the 
Secretary  of  War  for  the  proposed  lock  and  dam  (A)  at  or  near  the 
nwath  of  Harpeth  liiver. . 

Dnriiig  the  hscal  year,  in  July  and  August,  2,000.27  cubic  yardsof  stone 
and  255  cords  of  brush  were  placed  in  position,  completing  the  work 
under  contract  for  dike  construction  at  the  mouth  of  river;  contraiit 
was  terminated  on  August  26.  In  September  part  of  the  upper  dam 
was  removed  to  facilitate  the  passage  of  steamboats. 

The  sites  for  Lock  and  Dam  A,  about  2^  miles  below  mouth  ot  Harpeth 
River,  were  acquired  by  condemnation  in  the  United  States  district 
coart.    Payment  has  been  made  for  the  lock  site. 

The  amount  expended  during  the  fiscal  year,  including  outstanding 
indebtedness,  was,  for  general  improvement,  $734.61 ;  at  mouth  of  river, 
$d,796.06;  lock  and  dam  near  mouth  of  Harpeth  Biver,  $3,168.39;  total, 
$9,699.06. 

Jttly  1,1893,  balance  unexpended $31,919.85 

June  90, 1S94,  amount  expended  during  Ascal  year 9, 182. 86 

Jttly  1,1894,  balance  unexpended '. 22,736.99 

Jnlyl,  1891,  outstanding liabilltiea....: 516.20 

Jnly  1, 1894,  balance  available 22,220.79 

Amount  appiopriated  by  act  of  August  17,  1894 30,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 52, 220. 79 


AmoQDt  (estimated)  required  for  completion  of  existing  project 1, 894, 500. 00 

AmoQQt  that  can  bo  profitably  expended  in  fiscal  year  ending  June 

30,1896 500,000.00 

Submitted  in  compliance  "^itb  requirements  of  sections  2  of  river  and 

harbor  acts  ot  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

6.  Above  Nashville. — From  Nashville  to  head  of  Smith  Shoals  {337 
«iTc«).— The  present  project  is  based  on  an  instrumental  survey  of  this  ^ 
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section  made  in  1883,  and  provides  for  the  complete  canalization  of  the 
river  from  Nashville  to  head  of  Smith  Shoals,  by  the  conetructiou  of 
23  locks  and  dams  below  Burn  side,  and  7  locks  and  2  dams  at  Smith 
Shoals,  at  an  estimated  cost  of  $7,500,000.  Of  this  amount  $775,000 
has  been  appropriated. 

The  amount  expended  to  June  30,  1893,  including  outstanding 
indebtedness,  but  not  including  the  amount  pledged  under  contracts, 
was  $260,877.59;  of  the  amount,  $5,773.44  was  expended  at  Smith 
Shoals.  This  expenditure  has  been  applied  in  the  examinations  for 
sites  of  locks  and  abutment  of  Dams  Nos.  1,  2  (old  sitjB),  3,  and  4;  in 
purchase  of  lock  sites  1  and  2  (old  site^No.  2),  and  abutment  of  Dam 
No.  3;  construcl;ion  of  lock-keeper's  house,  No.  1,  and  laying  masonry 
of  lock  and  abutment  of  Dam  No.  1 ;  in  building  cofferdam  at  old  site 
of  Lock  2,  and  payments  for  plant;  in  payments  for  channel  work  below 
Burksville,  and  for  detailed  surveys  for  sites  for  proposed  locks  of  the 
Smith  Shoals  system  of  lockage. 

During  the  present  fiscal  year  3,440.58  cubic  yards  of  masonry  were 
laid  in  walls  of  Lock  1,  thus  completing  the  contract  of  Henry  F 
Holmes  of  October  17, 1890,  for  lock  construction. 

Authority  was  granted  in  March,  1893,  to  do  the  entire  work  by 
hired  labor  and  purchase  of  materials  in  open  market,  it  being  recom- 
mended by  the  engineer  officer  then  in  charge  as  being  more  advan- 
tageous in  time  and  money  to  the  work  than  the  contract  system. 
Proposals  were,  however,  solicited  under  this  authority  for  supplying 
cut  stone  for  Locks  3  and  4  by  contract. 

Under  this  authority,  at  Lock  1,  by  hired  labor,  3,600  cubic  yards  of 
stone  was  placed  behind  land  wall  and  972  superficial  yards  of  paving 
laid  over  the  filliug;  also  2,596  cubic  yards  of  stone  placed  as  retaining 
wall  above  and  below  abutment  of  dam;  began  work  of  survey  of 
approaches  to  lock  and  made  soundings  in  lower  approach. 

Actual  operations  having  established  the  fact  that  solid  rock  can  not 
be  found  for  the  foundation  of  Lock  No.  2  at  the  old  site  at  anything 
like  the  depths  specified  in  the  contract  for  its  construction,  and  that 
the  character  of  the  site  at  the  depths  so  specified  is  altogether  too  inse- 
cure Tor  the  masonry  of  the  lock,  the  contract  of  February  24,  1891, 
with  Messrs.  Kich  &  Holmes  for  building  Lock  No.  2  was-  terminated 
in  accordance  with  its  provisions. 

Thorough  examinations  were  made  by  series  of  test  borings  and 
soundings  in  order  to  determine  upon  the  new  sites  for  Lock  2,  and  in 
March  the  abandonment  of  the  old  sites  for  lock  and  dam  and  the 
selection  of  new  sites  were  approved.  The  lock  site,  with  necessary 
right  of  way,  was  purchased  May  14, 1894.  The  site  for  abutment  of 
dam  has  not  yet  been  acquired,  negotiations  are  pending,  having  in 
view  a  voluntary  purchase  from  the  owners,  if  practicable. 

The  sites  for  Locks  and  Dams  3,  4, 5,  and  6  have  been  approved,  and 
the  sites  for  Locks  3  and  4,  and  abutment  of  Dam  4,  acquired  by  con- 
demnation proceedings  in  the  Unied  States  district  court;  the  abutment 
of  Dam  3  was  acquired  by  deed  from  the  owners.  The  site  for  abutment 
of  dam  and  seven-eighths  of  the  site  for  Lock  5  have  been  purchased 
from  the  owners 5  the  remainder  of  lock  site  will  be  conveyed  to  the 
United  States  on  the  perfecting  of  a  slight  defect  in  the  chain  of  title. 
Sites  for  Lock  and  Dam  6  have  not  yet  been  acquired,  the  matter  of 
title  and  price  being  undetermined.  Examinations  to  determine  sites 
for  Lock  and  Dam  7  are  progressing. 

The  land  already  acquired  by  the  United  States  for  canal  purposes 
on  the  Cumberland  River  above  Nashville  aggregate  93.81  acres,  and 
cost  $9,900.59. 

Digitized  by  VjOOQIC 


RIVER   Amy   HARBOR   IMPROVEMENTS.  281 

Bids  were  opened  July  11,  1893,  for  supplying  cut  stone  for  the  walls 
of  Locks  3  and  4.  The  prices  oflered  being  deemed  excessive,  the  bids 
were  rejected,  and  authority  granted  to  purchase  the  stone  required  in 
open  market.  Eight  thousand  six  hundred  and  thirty-seven  cubic  yards 
of  stone,  consisting  of  sills,  hollow  quoins,  pointed  face,  squared-face 
rubble,  special  stones,  and  backing,  were  bought  for  use  in  Lock  3; 
about  one-third  of  this  stone  has  been  delivered,  and  the  remainder 
will  be,  without  unnecessary  delay. 

Under  the  authority  of  March  1, 1893,  active  operations  have  been 
carried  on  at  Locks  2,  3,  4,  and  5,  as  well  as  at  Lock  1  as  above  stated. 
At  Lock  2,  new  site,  the  lock  site  and  right  of  way  have  been  partly 
cleared,  trench  dredged  for  foundation,  and  190  line£(jr  feet  of  coffer- 
dam built,  temporary  buildings  erected,  and  incline  built  for  moving 
stone.  At  Locks  3  and  4,  United  States  lands  fenced,  quarries  opened, 
temporary  buildings,  trestles,  tramways,  and  landing  piers  built; 
rights  of  way  cleared  and  graded,  clearing  of  sites  and  excavation  in 
lock  chambers  begun,  cofferdams  completed,  derricks,  steam  travelers, 
and  hoisting  and  pumping  machinery  erected,  laying  concrete  and 
brick  in  foundation  of  river  wall,  and  filling  culverts.  The  lock  pit 
excavation  of  lock  3  is  nearly  completed,  about  eight-tenths  of  the 
brickwork  of  river  wall,  and  one-half  of  filling  culverts  laid.  Of  Lock 
i,  about  nine- tenths  lock  chamber  and  land  wall  excavation,  and  one- 
half  of  the  brickwork  of  filling  culverts,  and  all  the  brickwork  and 
concrete  for  foundation  of  river  wall  completed.  Stone  cnt  for  masonry, 
1,352.75  cubic  yards;  backing  quarried,  1,699  cubic  yards;  masonry 
laid  in  river  wall,  351.6  cubic  yards.  At  Lock  5,  temporary  buildings 
for  quarters  and  storage  of  supplies  erected,  crib  work  for  foundation 
of  cofferdam  (average  height  of  5  feet)  has  been  placed  in  position  from 
bank  to  bank  and  two-thirds  filled. 

Channel  work. — An  examination  of  the  river  was  made  from  Burn- 
Bide,  Ky.,  to  Hollemans  Island,  183  miles,  to  ascertain  condition  as  to 
surface  obstructions.  Surveys  were  also  made  of  Wild  Goose  Shoals, 
Kettle  Creek  Shoals,  and  Lower  Hollemans  Island.  At  Wild  Goose 
Shoals  the  dams  were  modified  to  force  the  current  down  the  channel 
8ide.  At  Kettle  Creek  Shoals  dam  built  116  feet  long,  16  feet  wide,  and 
4^  feet  high,  and  28  overhanging  trees  cut  down.  Surface  obstruc- 
tions removed  &om  Wild  Goose  Shoals  to  Carthage,  Tenn.,  and  dams 
repaired. 

The  steamer  Weitzel  was  fitted  out  as  a  towboat  with  more  power- 
ful machinery,  etc.,  at  a  cost  of  about  $4,453. 

A  small  steamboat,  Joh7i  PhceniXy  was  built  for  special  use  of  survey 
parties  and  general  work  at  low  stages  of  the  river,  at  a  cost  of  about 
$2,200. 

The  steamer  Stephen  H,  Long  was  temporarily  transferred  from  the 
Tennessee  Biver  to  the  Cumberland  Eiver  as  a  measure  of  economy  and 
safety. 

Six  large  stone  barges,  each  110  by  22  by  5  feet,  were  built  for  use 
in  moving  stone,  etc.,  at  a  cost  of  $5,790. 

8mith  Shoals, — The  examinations  for  sites  of  Locks  and  Dams,  Nos.  1 
to  5,  inclusive,  were  completed  and  maps  showing  location  of  proposed 
sites  prepared.  The  sites  for  Lock  and  Dam  6  have  not  yet  been  deter- 
mined; survey  for  the  site  will  be  continued  in  July,  1894.  Detailed 
maps  of  the  proposed  sites  will  be  submitted  for  approval  as  soon  as 
practicable.  The  amount  expended  during  the  fiscal  year  on  account 
of  allotments  "at  Smith  Shoals"  was  $5,242.23. 

The  total  amount  expended  during  the  fiscal  year  improving  Cum- 
berland Eiver  above  Nashville,  Tenn.,  was: 
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General  riyer- - -.    $209,140.46 

At  Smith  Shoals 5,242.23 

Total  expended 214,382.69 


July  1,  1893,  balance  unexpended i... $539,4^3.86 

June  30,  1894,  amount  expended  during  fiscal  year 214, 382. 69 

July  1,  1894,  balance  unexpended 325,051. 17 

July  1,  1894,  outstanding  liabilities 50,767.02 

July  1,  1894,  balance  available '. 274,284.15- 

Amount  appropriated  by  act  of  August  17,  1894 200, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 474, 284. 15 


Amount  (estimated)  required  for  completion  of  existing  project 6, 525, 00(».  00 

Amount  that  can  bo  profitably  expended  in  fiscal  year  ending  June 

.  30,1896 1,000,000.00 

Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  13  B  6.) 

8.  Caney  Fork  Eivevy  Tennessee. — This  stream,  after  a  course  of  about 
200  miles,  \ybolly  in  the  State  of  Tennessee,  empties  into  the  Cumber- 
laud  River  at  Carthage,  Tenn.,  about  116  miles  above  Nashville,  Temi. 
It  is  the  largest  and  an  important  tributary  of  the  Cumberland  River. 

An  examination  was  made  in  1879  as  high  up  as  Sligo  Ford,  about 
72  miles,  and  in  1886  it  was  exteuded  20  miles  farther  to  Frank  Ferry, 
the  head  of  navigation.  The  principal  difficulties  were  found  to  be  rock 
reefs,  gravel  and  sand  bars,  a  crooked,  shallow  channel,  greatly  impeded 
by  surface  obstructions. 

The  present  project  is  to  improve  the  river  below  Frank  Ferry,  92 
miles,  by  removing  drift  and  other  surface  obstructions,  and  building 
the  wing  dams  and  training  walls  necessary  to  insure  6>afe  navigation 
for  sn]all  steamboats  and  flatboats  during  the  boating  season,  usually 
about  five  months  in  duration,  from  February  to  July. 

The  amount  expended  to  June  30, 1893,  including  outstanding  indebt- 
ediu*s$^,  was  $25,0Ii0,  the  total  amount  appropriated,  which  was  used  iu 
removing  surface  obstructions,  in  reducing  sand  and  gravel  bars,  and 
in  repairing  and  building  dams,  and  has  resulted  in  a  greatly  improved 
channel  from  Frank  Ferry  to  mouth  of  river. 

Work  in  the  channel  was  suspended  August  15, 1891,  the  appropria- 
tion being  then  nearly  exhausted.    No  appropriation  was  made  for  this 
river  by  the  act  of  July  13,  1892. 
July  1,  1893,  balance  unexpended $20.00 

July  1,  1894,  balance  unexpended 20.00 

Jnly  1,  1894,  outstanding  liabilities 20.00 

(Amount  (estimated)  required  for  completion  of  existing  project 20, 228. 00 
Amountthatcanbeprolitably  expended  in  fiscal  year  ending  June  30, 1896    20, 228. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  B  B  7.)    . 

IMPROVEMENT  OF   TENNESSEE  RIVER  BETWEEN  CHATTANOOGA, 
TENNESSEE,  AND  FOOT  OF  BEE  TREE  SHOALS,  ALABAMA. 

This  district  was  in  the  charge  of  Capt.  George  W.  Goethals,  Corps  of 

Engineers  5  Division  Engineer,  Col.  C.  B.  Comstock,  Corps  of  Engineers. 

1,  Tennessee  River  between  Chattanooga^  Tenn.,  and  foot  of  Bee  Tree 
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ShodlSj  Alabama. — The  original  condition  of  the  river  from  Chattanooga 
to  Browns  Ferry,  as  shown  by  examinations  made  in  1867,  and  subse- 
quently, was  unfavorable  to  navigation,  the  channel  being  obstructed 
by  rock  reefs,  bars,  bowlders,  and  projecting  rocky  points,  permitting 
the  passage  of  vessels  from  six  to  nine  months  annually.  From  Browns 
Ferry  to  Florence  it  was  navigable  only  at  unusually  high-water 
stages,  owing  to  the  obstructions  known  as  Big  and  Little  Muscle 
shoals.  Navigation  between  Florence  and  Riverton,  Ala.,  was  limited 
to  about  six  months  annually,  o^iving  to  the  obstructions  known  as  Col- 
bert and  Bee  Tree  shoals. 

The  existing  project  of  imi)rovement  is  as  follows: 

(a)  Removing  obstructions  by  blasting  and  dredging  at  Ross  Tow- 
head,  in  "  The  Suck,"  and  at  Bridgeport  and  Guntersville,  Ala. 

(h)  Building  a  canal  14.6  miles  long,  70  to  120  feet  wide,  and  6  feet 
deep  to  permit  navigation  past  the  river  obstructions  known  as  Big 
Muscle  Shoals;  the  canal  to  have 9  locks,  each  60  feet  wide  by  300  feet 
long,  and  to  cross  Shoal  Creek  by  means  of  an  aqueduct  900  feet  long 
and  60  feet  wide.  Constructing  a  canal  1^  miles  long,  to  enable  vessels 
to  avoid  the  obstructions  known  as  the  £lk  River  Shoals;  this  canal 
to  have  2  locks,  one  at  each  end. 

(c)  Blasting  a  channel  through  bed  rock  and  building  wing  dams  at 
Little  Muscle  Shoals;  the  project,  as  modified  in  1890,  contemplates 
the  building  of  a  canal  along  the  north  bank  of  the  river  3  miles  long, 
with  3  locks. 

(d)  Constructing  a  canal  8  miles  long,  150  feet  wide,  and  7  feetdeep 
past  the  Colbert  and  Bee  Tree  shoals  obstructions,  with  1  guard  lock 
at  the  upper  and  1  lock  with  25- foot  lift  at  the  lower  end;  these  locks 
to  be  80  feet  wide  and  350  feet  long. 

The  total  amount  expended  to  June  30,  1893,  including  outstanding 
liabilities,  was  $3,662,029.09  and  resulted  in  the  improvement  of  the 
river  as  follows: 

Navigation  throngh  "The  Suck"  and  the  Pan  was  rendered  easier  by 
the  removal  of  bowlders,  detached  rock,  overhanging  trees,  and  pro- 
jecting rocky  points.  The  channels  through  Tumbling  Shoals,  Poor 
Horse,  and  Broad  Axe  bars  were  straightened  and  deepened.  At  Ross 
Towhead,  Guntersville,  Bridgeport,  and  Beards  ^eef  a  large  quantity 
of  rock  and  gravel  was  removed,  giving  increased  depth  of  channel 
and  fa<5ilitating  the  discharge  through  the  mountains  below  Chatta- 
nooga. 

At  Elk  River  and  Big  Muscle  shoals  the  locks,  gates,  valves,  and 
machinery  for  properly  operating  them  were  completed;  the  aqueduct 
and  permanent  stone  dams  finished,  houses  for  lock-keepers  [ind  assist- 
ants constructed,  a  dredge  and  towboat  for  use  of  the  canal  built,  and 
the  canal  opened  to  navigation  the  year  round.  The  canal  embank- 
ment was  strengthened  by  i)lacing  broken  stone  along  its  entire  length. 
The  channels  leading  to  Elk  River  Division  were  deepened  and  a  num- 
ber of  drainage  ditches  dug.  At  Little  Muscle  Shoals  the  channel  w^as 
deepened  by. blasting  and  wing  drams  built  in  accordance  with  the 
original  project,  giving  increased  depth. 

At  Colbert  and  Bee  Tree  shoals  increased  depth  was  obtained  by 
excavating  a  channel  and  contracting  the  waterway  by  means  of  rip- 
rap dams;  a  survey  of  location  for  proposed  lateral  canal  was  completed 
and  center  line  permanently  marked  by  stone  monuments.  Arrange- 
ments were  made  for  the  purchase  of  305  acres  of  land  needed  for  canal 
purposes  and  bids  opened  for  the  construction  of  a  25-foot  lift  lock  at 
lower  end  of  canal. 


Digitized  by  VjOOQIC 


284    REPORT  OF  THE  CHIEF  OF  ENGINEERS,  U.  S.  ARMY. 

The  amount  expended  during  the  fiscal  year,  including  outstanding 
liabilities,  was  $88,099.17,  for  which  the  following  work  was  done: 

Chattanooga^  Tenn.,  to  Decatur,  Ala. — Under  contract  with  W.  A. 
Kirk,  there  were  removed  from  the  channel  at  Ross  Towhead  5,322.8 
cubic  yards  of  rock  and  gravel  and  400  feet  of  old  wing  dam.  A 
straight  channel  has  been  thus  made  150  feet  wide,  with  a  depth  of  3 
feet  at  low  water.  Some  projecting  rocky  i)oints  are  to  be  removed 
before  the  work  is  completed. 

The  channel  at  Bridgeport  was  enlarged  to  120  feet  width  and  C  feet 
dei)th,  and  a  channel  formed  above  the  railroad  bridge  1,800  feet  long, 
40  feet  wide,  and  5  feet  deep. 

Decatur,  Ala.,  to  Florence,  Ala. — The  old  wooden  slide  valves  used 
in  filling  and  emptying  culverts  were  replaced  by  new  iron  balanced 
valves.    Several  tracts  of  United  States  ground  were  fen.?ed. 

FIore7ice,  Ala.,  to  foot  of  Bee  Tree  Shoals. — A  tract  of  2S-^^  acres  of 
land  needed  for  canal  purposes  was  purchased. 

A  contract  was  entered  into  with  Tere  A.  Clark  for  the  construction 
of  a  25-foot  lift  lock  at  the  lower  end  of  the  canal.  Work  under  this 
contract  has  not  been  prosecuted  as  diligently  as  desired. 

It  may  be  summarized  as  follows : 

Cubic  yards. 

Earth  removed  from  lock  pit 46, 450 

Stone  delivered  on  ground 4, 997 

Of  this  stone  there  were  prepared  for  walls  631  cubic  yards  of  fine- 
pointed  stone,  174  cubic  yards  of  rough-pointed  stone,  18  cubic  yards 
of  rock-face  stone,  and  about  2,336  cubic  yards  of  backing  ready  for 
the  wall. 

Piles  driven,  including  those  used  in  dock  and  for  supports  of  travel- 
ing crane,  685;  linear  feet  of  lock  pit  inclosed  by  sheeting,  1,063. 

The  money  statement  for  this  work  includes  that  for  Tennessee 
River,  below  Bee  Tree  Shoals,  page  275,  so  as  to  embrace  the  entire 
reach  of  the  river  below  Chattanooga,  as  follows: 

Tennessee  River  below  Chattanooga, 

July  1,  1893,  balance  unexpended $502,902.68 

June  30,  1894,  amount  expeudcd  during  fiscal  year 81,205.59 

July  1,  1894,  balance  unexpended 421,697.09 

July  1,  1894,  outstanding  liabilities $30,698.26 

July  1,  1894,  amount  covered  by  uncompleted  contractB..      289,988.08 

320,  686. 34 

July  1,  1894,  balance  available " 101,010.75 

Amount  appropriated  by  act  of  August  17,  1894 400,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 ■      501, 010. 75 

{Amount  that  cnn  be  profitably  expended  in  fiscal  year  ending  June 
30,  1896 2,105,000.00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  0  C  1.) 

J2,  Operating  and  care  of  Muscle  Shoals  Canal,  Tennessee  River. — ^The 
canal  has  been  in  constant  use  since  it  was  opened  to  navigation, 
November  10, 1890,  The  number  of  steamboats  and  barges,  exclusive 
of  small  craft  and  Government  boats  engaged  in  the  improvement  of 
the  Tennessee  River  and  care  of  canal,  that  used  the  canal  during  the 
year,  was  159,  with  a  tonnage  of  11,646.    A  dredge  was  kept  constantly 
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employed  remoying  sediment  and  in  straightening  and  widening  a  part 
of  the  canal  where  two  sharp  coryes  interfered  with  the  passage  of 
vessels. 

There  was  removed  in  this  way  42,800  cubic  yards  of  material; 
1,275  drift  logs  were  also  remoyed  daring  the  year. 

The  total  expenses  during  the  year,  including  outstanding  indebted- 
ness, amounted  to  $63,772.63. 

(See  Appendix  C  0  2.) 


This  district  was  in  the  charge  of  Lieut.  Ool.  Amos  Stickney,  Corps  of 
Engineers,  with  Lieut.  William  0.  Langfitt,  Corps  of  Engineers,  under 
his  immediate  orders  since  August  30,  1893  ;  Diyision  Engineer  to 
November  22, 1893,  Col.  (>.  M.  Poe,  Corps  of  Engineers. 

1.  Ohio  River, — The  following  is  a  summary  of  the  work  done  during 
the.fiscal  year  : 

Dams  Island  Dam, — Quarters  for  the  use  of  the  employes  haye  been 
erected  on  Davis  Island. 

Dam  between  Davis  and  Neville  islands. — This  dam  was  repaired 
where  it  had  been  slightly  injured. 

Dam  between  foot  of  Neville  Island  and  Towhead. — This  work  was 
extended  583  feet  to  close  a  gap  between  the  end  of  the  dam  and  the 
towhead,  caused  by  erosion. 

Logstown, — Of  the  works  recommended  for  this  place  by  a  Board  of 
Engineers,  the  main  dike  has  been  completed,  and  the  training  dike  at 
end  of  main  dike  nearly  completed.  The  work  has  increased  the 
depth  on  the  bar  by  raising  the  water  surface.  The  scouring  effect  on 
the  channel  is  not  known  yet.  A  survey  is  in  progress  to  determine 
what  changes  have  taken  plaee. 

Clusters  Islands, — Work  under  contract  was  begun  on  the  dikes  and 
dam  projected  for  this  place  in  August,  and  continued  until  December, 
1893,  and  was  resumed  in  April,  1894.  Considerable  work  was  done 
on  Dike  No.  4  and  the  dam,  but  the  works  are  not  as  yet  suf&ciently  far 
advanced  to  exert  much  beneficial  effect.  To  aid  the  action  of  the  pro- 
posed dikes,  during  May  and  June,  1894, 23,554  cubic  yards  of  material 
was  dredged  from  the  bar,  and  materially  improved  the  channel,  but 
low  water  in  the  river  prevented  completion  of  the  desired  amount  of 
dredging. 

Rock  bar  at  mouth  of  Licking  River, — After  completion  of  the  steam 
drill  scow  for  blasting  purposes,  a  dredge  and  towboat  were  hired,  and 
operations  on  the  bar  commenced  in  September.  They  were  continued 
until  November,  when  funds  were  exhausted;  4,215.5  cubic  yards  of 
material  was  removed.  The  method  adopted  has  proved  very  eco- 
nomical. 

Gauge  near  Cullums  Ripple, — At  the  request  of  steamboat  owners, 
pilots,  and  others  a  gauge  was  erected  at  this  place  to  show  passing 
boats  the  clear  headway  under  the  lowest  bridge  crossing  the  river  at 
Cincinnati.  It  has  proved  of  much  value  to  the  larger  boats  on  the 
river  passing  under  the  bridges  at  that  city. 

Flint  Island. — Navigation  having  been  suspended  for  a  time  last 
season  by  the  bar  at  this  island,  on  which  there  was  only  30  inches  of 
water,  a  dredging  plant  was  obtained  and  1,200  cubic  yards  of  material 
excavated,  resulting  in  a  good  5-foot  channel  being  opened  through  the 
bar. 

Chenaults  Reach, — After  finishing  at  Flint  Island  the  plant  was  towed 
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to  this  reach,  where  obstructions  were  reported,  and  removed  from  tiie 
channel  300  cabic  yards  of  gravel  and  a  large  quantity  of  driftwoo4 
and  logs.    The  channel  was  materially  improved. 

French  Inland. — Work  under  contract  was  begun  on  dikes  and  a  dam 
proposed  for  this  place  in  July,  1893,  and  continued  until  December, 

1893,  when  it  was  suspended  for  the  season.  Work  was  resumed  in 
June,  1894.  One  dike  is  approaching  completion,  and  considerable 
work  has  been  done  on  the  other  dike  and  the  dam.  To  remove  a  por- 
tion of  an  old  dike  built  in  1832,  which  was  much  in  the  way,  and  to 
supplement  the  action  of  the  dikes,  a  dredging  plant  was  hired  in  June, 

1894,  and  at  the  close  of  the  year  had  removed  about  1,250  linear  feet 
of  the  dike.  An  examination  is  now  in  progress  to  ascertain  the  con- 
dition of  the  channel  and  what  changes  have  taken  place. 

Seuffietown.—y^ovk  under  contract  for  two  dikes  proposed  here  was 
begun  in  August  and  continued  until  December,  1893,  when  it  was 
suspended  for  the  season.  It  was  resumed  in  May,  1894,  and  is  now 
in  progress  on  both  dikes. 

Bar  at  mouth  of  Tradewater  River, — Work  under  contract  on  dike 
proposed  was  commenced  in  July  and  continued  until  December,  1893, 
when  it  was  suspended  for  the  season.  Pending  investigation  of  the 
scouring  action,  which  is  known  to  be  quite  large,  induced  by  the 
length  of  dike  so  far  constructed,  further  extension  of  the  dike  is 
suspended.  A  survey  of  the  locality  is  now  in  progress  to  ascertain 
the  changes  that  have  taken  x>lace. 

Mound  City,  III. — Under  contract  for  construction  of  two  dikes 
proposed  for  this  locality,  work  was  commenced  in  September,  1893, 
jmd  continued  until  December,  1893,  when  it  was  suspended  for  the 
season.  At  the  close  of  the  year  work  had  not  yet  been  resumed.  The 
effect  on  the  low- water  channel  can  not  be  determined  till  the  rivet 
falls  to  a  low  stage. 

Operations  of  United  States  dredges. — After  making  the  necessary 
repairs,  work  for  the  season  was  resumed  by  the  United  States  dredges 
in  June,  1803,  and  continued  until  November,  when  they  were  put  in 
winter  quarters.  During  this  time  they  removed  a  total  of  164,475.3 
cubic  yards  of 'material,  besides  a  large  number  of  rocks,  snags,  piles, 
etc.  The  work  materially  improved  many  bad  places  and  more  espe- 
cially the  channel  at  Little  Sewickley  Creek  Bar,  Burlington  Bar,  Mill 
Creek  Bar,  Kising  Sun  Bar,  and  Gunpowder  Bar.  During  the  present 
season  the  dredges  have  worked  at  the  Clusters,  making  a  decided  but 
not  yet  completed  improvement  of  channel. 

Surveys. — Special  surveys  were  made  at  Mustapha  Bar,  Madison 
Harbor,  French  Island,  and  Eight  Mile  Bar. 

The  amount  expended  up  to  the  close  of  the  fiscal  year  ending  June 
30,  1893,  was  $5,188,734.62. 

July  1, 1893,  balauce  unexpended $311,528.55 

Sale  of  property ^50.00 

$312,178.55 

June  30,  1894,  amount  expended  during  iisc al  year 124, 585. 08 

July  1,  1894,  balance  unexpended 187,593.47 

July  1,  1894,  outstanding  liabilities $17,117.22 

July  1,  1^4,  amount  covered  by  uncompleted  contracts. ..      35, 706.85 

52,824.07 

July  1,  1894,  balance  available 131,769.40 

Amount  ajtpropriated  by  act  of  August  17^  1894 250, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 384, 769. 40 
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{Aammit  tiiat  can  Jbe  profitably  expended  in  fiscal  ycax  ending  Jnne  30, 
1896 ,$1,000,000.00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
. .  harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  DDL) 

2.  Operating  snag  boat  on  Ohio  River. — The  repairs  to  tbe  snag  boat 
were,  from  lack  of  funds,  only  those  of  the  most  urgent  character. 
The  boat  worked  from  June  27  to  I^ovember  13,  1893,  removing  in  this 
time  810  snags,  70  wrecks,  59  piles,  45  cubic  yards  of  stone,  and  one 
pile  of  mixed  sawdust,  slabs,  and  earth.  Total  distance  traveled  was 
3,113^  miles.  The  officer  in  charge  again  earnestly  recommends  that 
the  amount  of  money  to  be  made  applicableto  this  work  each  year  be 
increased,  as  the  amount,  $25,000  per  year,  now  provided  by  the  per- 
manent annual  appropriation  made  by  act  of  September  19, 1890,  is  not 
sufficient  to  keep  the  snag  boat  fully  employed  and  in  repair.  An 
increase  to  $50,000  per  year  would,  it  is  believed,  enable  this  service  to 
add  greatly  to  the  safety  of  navigation,  and  make  it  satisfactory  to 
the  river  interests.  The  amount  expended  on  this  work  to  the  close  of 
the  fiscal  year  ending  June  30, 1893,  was  $60,578.13. 

(See  Appendix  D  D  2.) 

3.  Operating  and  care  of  Davis  Island  Dam^  Ohio  River^  near  Pitts- 
hurg^  Pa. — This  dam  was  built  to  test  the  adaptability  of  the  system 
of  movable  dams  to  the  pecuhar  condition  of  the  Ohio  Kiver  and  to  the 
special  character  of  the  commerce  that  navigates  it.  It  was  intended 
to  be  the  first  step  in  the  radical  improvement  of  the  Ohio  Eiver 
designed  to  give  a  minimum  depth  of  6  feet  at  all  times,  except  when  ice 
waa  running.  Incidentially  this  dam  has  been  of  great  value  to  the 
city  of  Pittsburg,  by  securing  an  ample  depth  of  water  in  its  harbor 
thzoBghout  the  low- water  season.  It  has  also  been  of  immense  benefit 
to  the  coal  trade  by  enabling  them  to  bring  loaded  boats  out  of  the 
Monongahela  river  at  any  time.  The  natural  harbor  room  of  Pitts- 
burg is  very  limited,  and  before  the  Davis  Island  Dam  was  built  the 
great  bulk  of  coal  barges  was  held  in  the  Monongahela.  In  short 
rises  the  amount  of  coal  that  could  be  shipped  south  was  absolutely 
limited  by  the  number  of  barges  that  could  be  locked  through  the 
lowest  dam  in  the  Monongahela  during  the  passage  of  the  rise.  Under 
present  conditions  this  limit  no  longer  exists,  and  all  coal  can  now  be 
shipped  for  which  towboats  are  available.  During  the  fiscal  year  the 
lock  and  dam  have  been  successfully  operated  without  interference 
with  navigation.  The  dam  has  been  raised  and  lowered  two  times,  and 
has  been  up  172  days  during  the  fiscal  year.  The  cost  of  operating 
and  care  of  the  dam  during  the  year  was  $13,723.14. 

(See  Appendix  D  D  3.) 

4.  Movable  dam  in  Ohio  River  below  mouth  of  Beaver  River ^  Pennsyl- 
vania.— Three  hundred  and  fifty  thousand  dollars  was  appropriated  lor 
this  work  by  acts  of  September  19, 1890,  and  July  13, 1892.  Work  of  con- 
struction progressed  satisfactorily  during  the  season,  and  at  its  close 
fltMMit  80  per  cent  of  the  work  of  construction  on  the  river  wall,  drift  chute, 
^ate  recesses,  and  foundations  of  the  lock  had  been  completed.  The 
protecting  cribs  of  the  coffer  dam  were  somewhat  injured  in  the  spring 
freshets  in  1893,  but  were  subsequently  repaired  and  strengthened. 

Movable  Dam  No.  ^,  Ohio  River. — The  river  and  harbor  act  of  July 
13^  1892^^  provided  for  the  use  of  so  much  of  the  money  appropriated 
^or  the  movable  dam  at  Beaver  as  might  be  necessary  for  making  a 
sitryey  for  the  location  of  a  dam.  No.  2,  and  for  obtaining  title  to  the 
land.    The  survey  has  been  made. 
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The  amount  expended  on  this  work  up  to  the  close  of  the  fiscal  year 
ending  June  30,  1893,  was  $97,149.55. 

July  1,1893,  balance  unexpended $252,850.45 

June  30, 1894,  amount  expended  during  fiscal  year 173, 706. 01 

July  1, 1894,  balance  unexpended 79,144.44 

July  1, 1894,  outstanding  liabilities $2,2&9.83 

July  1, 1894,  amount  covered  by  uncompleted  contracts 32, 145. 28 

34,445.11 

July  1, 1894,  balance  available 44,699.33 

Amount  appropriated  by  act  of  August  17,  1894 75, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 119, 699. 33 

(Amount  (estimated)  required  for  completion  of  existing  project 476, 000. 00 
Amount  that  can  be  profitably  expended  in  tiscal  year  ending  June  30, 1896  200, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  D  D  4.) 

5.  Ice  harbor  at  mouth  of  Mvslcingum  River ^  Ohio. — The  object  of  this 
work  was  to  furnish  a  place  of  refuge  for  Ohio  River  craft  during  ice 
floods.  The  project  was  the  construction  of  a  large  lock  through  Dam 
No.  1,  Muskingum  River,  to  permit  Ohio  River  vessels  to  pass  into  the 
pool.  There  has  been  expended  thereon,  up  to  the  close  of  the  fiscal 
year  ending  June  30, 1893,  $327,940.39.  The  lock  is  now  practically 
completed,  with  the  exception  of  the  machinery  for  operating  the  gates, 
and  a  small  amount  of  masonry  required  to  finish  the  lock  walls.  The 
lock  can  not  be  made  available  for  the  larger  class  of  steamboats  that 
usually  navigate  the  Ohio  and  Muskingum  rivers  until  the  bridge  of 
the  Baltimore  and  Ohio  Southwestern  Railroad  Company,  just  below 
it,  has  been  changed.  No  steps  have  been  taken  by  the  railroad  com- 
pany to  make  the  required  alterations. 

July  1,  1893,  balance  unexpended $40.68 

J  uue  30,  1894,  amount  expended  during  fiscal  year 10. 00 

July  1, 1894,  balance  unexpended 30. 68 

Amount  appropriated  by  act  of  August  17,  1894 13>  000. 00 

Amouut  available  for  fiscal  year  ending  June  30, 1895 13, 030. 68 

(See  Appendix  D  D  5.) 

6*.  Muskingum  River ^  Ohio. — This  report  is  limited  to  work  carried  on 
under  the  appropriation  of  $102,000  by  act  of  August  11,  1888,  for  the 
construction  of  a  lock  at  Taylorsville  and  the  reconstruction  of  the 
lock  at  Zanesville,  Ohio.  The  lock  at  Taylorsville  is  practically  com- 
pleted, with  the  exception  of  the  machinery  for  operating  the  gates,  bat 
this  lock  can  not  be  made  available  until  a  draw  is  placed  in  the 
county  bridge  just  below  it.  The  commissioners  of  Muskingum  County, 
to  which  the  bridge  belongs,  were  ordered  to  change  it,  but  thus  far 
ha^e  not  done  so.  Plans  and  estimates  of  cost  of  reconstruction  of 
the  lock  at  Zanesville  are  now  under  consideration. 

The  amount  expended  on  this  work  up  to  the  close  of  the  fiscal  year 
1893  was  $88,245.43. 
July  1,  1893,  balance  unexpended $13,754.57 

July  1,  1894,  balance  unexpended ^ 13,754.57 

Transferred  by  act  of  August  17, 1894,  to  '^  Ice  harbor,  at  mouth  of  Mus- 
kingum River" 18,e00.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 754. 57 

(See  Appendix  Bl}^.) 
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7.  Operating  and  care  of  locks  and  dams  on  MusMngum  River ^  Ohio. — 
As  originally  improved  by  the  State  of  Ohio,  11  dams  and  12  locks 
were  built  on  the  Muskingum  Elver,  furnishing  continuous  navigation 
for  91  miles  from  the  Ohio  River  at  Marietta  to  Dresden,  where  a  con- 
nection was  made  with  the  Ohio  Canal  near  its  middle  point,  this  canal 
extending  from  the  Ohio  River  at  Portsmouth  to  Lake  Erie  at  Cleve- 
land. The  work  cost  the  State  of  Ohio  about  $1,500,000.  The  lock 
and  dam  above  ZanesvUle  is  now  in  a  state  of  ruin,  but  the  75  miles  of 
slack  water  between  the  Ohio  RiVer  and  Zanesville  has  always  been 
maintained.  On  this  piece  of  river  there  are  10  dams,  11  locks,  and  6 
lateral  canals  with  a  total  length  of  3§  miles.  The  repairs  to  locks  and 
dams  contemplated  in  the  project  for  fiscal  year  have  been  completed, 
and  necessary  incidental  work  done.  A  number  of  spur  dikes  have 
been  built  dui'ing  the  year,  to  prevent  further  washing  of  the  banks 
below  the  dams.  The  beneficial  effect  of  these  dikes  is  already  very 
marked.  Good  navigation  was  maintained  during  the  past  season, 
and  the  river  and  structures  are  in  good  condition.  Through  naviga- 
tion was  suspended  but  a  few  days  the  past  winter  by  ice  fbrmiug  in 
the  canals,  otherwise  there  was  no  stoppage.  The  bridges  at  Taylors- 
ville  and  Marietta  still  constitute  great  obstructions  to  navigation  on 
the  Muskingum  River,  the  first  named  preventing  the  use  of  the  new 
lock  at  Taylorsvilie  and  the  latter  preventing  the  larger  class  of  boats 
from  entering  the  lock  and  ice  harbor  at  Marietta,  and  causing  much 
inconvenience  and  danger  to  smaller  boats.  The  United  States  dredge 
and  towboat  have  been  usefully  employed  during  the  year  in  various 
operations  for  the  maintenance  of  good  channels. 

The  cost  of  operating  and  care  of  these  works  during  the  year  was 
$53,320.73. 

(See  Appendix  D  D  7.) 

8.  Removing  sunken  vessels  or  craft  obstructing  or  endangering  naviga- 
tion.— On  November  30, 1893,  during  the  unusual  movement  of  the  coal 
tows  from  Pittsburg  down  the  Ohio  River  on  the  first  fall  rise,  a  num- 
ber of  collisions  and  aocidents  of  various  kinds  occurred,  causing  wrecks 
of  several  entire  tows  and  portions  of  others.  Many  of  these  wrecks 
remained  in  positions  dangerous  to  navigation.  Authority  was  obtained 
for  their  removal,  and  11  wrecked  coal  boats  and  barges  were  removed 
in  December,  1893,  and  January,  1894.  On  February  9, 1894,  informa- 
tion having  been  received  that  some  coal  boats  wrecked  on  the  Gth,  at 
Logstown,  were  dangerous  to  navigation,  authority  for  their  removal 
having  been  obtained,  3  en  tire  coal  boats  and  1  fragment  were  removed. 

(See  Appendix  D  D  8.) 

EXAMINATION    FOR    ICE    HARBORS    AT    CINCINNATI,    OHIO,    MADE    IN 
COMPLIANCE   WITH   SUNDRY   CIVIL   ACT   OF  MARCH  3,  1893. 

An  examination  and  survey  at  mouth  of  Crawfish  Creek,  in  the  First 
tcardj  and  mouth  of  Mill  Creek,  in  the  Ticenty-first  ward  of  Cincinnati^ 
Ohio,  as  to  availability  of  either  or  both  of  those  localities  for  an  ice  har- 
bor,  required  by  sundry  civil  act  of  March  3,  1893,  was  made  by  the 
local  officer,  Lieut.  Col.  Amos  Stickney,  Corps  of  Engineers,  and  his 
report  thereon  submitted  under  date  of  December  2, 1893. 

Both  of  these  localities  have  been  heretofore  reported  upon  as  to 
their  availability  for  ice  harbors,  and  a  survey  of  Crawfish  Creek  has 
once  been  made,  and  it  is  believed  that  sufficient  information  is  avail- 
able to  indicate  to  Congress  the  advisability  of  these  improvements 
being  undertaken  by  the  United  States,  and  the  probable  cost  of  the 
ENG  94 19 
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work.    The  views  of  Ool.  Stickney  are  adverse  to  the  proposed  improve- 
ments, and  in  these  views  I  concur. 

The  report  was  transmitted  to  Congress  and  printed  in  House  Ex. 
Doc.  ITo.  24,  Fifty-third  Congress,  second  session.  (See  also  Appendix 
DD9.) 

IMPROVEMENT   OF  CHEAT,  MONONGAHELA,  AND  ALLEGHENY  RIVERS, 
WEST  VIRGINIA  AND  PENNSYLVANIA. 

This  district  was  in  the  charge  of  Lieut.  Col.  Amos  Stickney,  Corps 
of  Engineers,  to  December  14,  1893,  and  of  Capt.  K.  L.  Hoxie,  Corps  of 
Engineers,  since  that  date,  with  Lieut.  William  C.  Langfitt,  Corps  of 
Engineers,  under  the  immediate  orders  of  Col.  Stickney,  from  August 
30  to  December  14,  1893;  Division  Engineer,  to  November  22,  and  since 
December  14, 1893,  Col.  O.  M.  Poe,  Corps  of  Engineers. 

i.  Monongahela  River ^  West  Virginia  and  Fennsylvania, — The  seven 
lower  locks  and  dams  on  the  Monongahela  Eiver  belong  to  theMonpn- 
gahela  Navigation  Company,  and  they  create  slack  water  from  Pitts- 
burg to  Dunkard  Creek,  a  distance  of  88  miles.  Locks  and  Dams  Nos. 
8  and  9,  belonging  to  the  United  States,  continue  the  slack  water  to 
Morgantown,  a  farther  distance  of  14  miles,  the  distance  from  Pittsburg 
to  Morgantown  being  102  miles.  The  originally  adopted  project  for  the 
improvement  of  this  river  was  the  construction  of  two  locks  and  dams 
to  continue  slack  water  to  Morgantown,  W.  Va.  This  improvement 
was  completed  in  1889. 

Lock  Ko.  10. — By  the  river  and  harbor  act  of  July  13, 1892,  the  sum  of 
$25,000  w<is  appropriated  for  beginning  work  on  Lock  and  Dam  No.  10. 

During  the  past  fiscal  year  a  careful  examination  has  been  made  of 
the  river  in  the  vicinity  of  Morgantown,  W.  Va.,  for  a  distance  of  about 
2^  miles  measured  along  the  river,  for  the  purpose  of  fixing  definitely 
ui)ou  a  site  for  Lock  and  Dam  No.  10.  The  interests  of  navigation 
appear  to  require  that  the  site  should  be  fixed  at  Falling  Run,  below 
Morgantown,  and  this  location  appears  to  be  an  advantageous  one  for 
the  town.  Local  opposition  having  been  encountered,  the  objections 
raised  are  now  under  consideration,  with  a  view  to  reconciling,  if  possi- 
ble, conflicting  interests. 

Lock  and  Dam  No.  10  will  be  first  in  a  series  of  six  required  for  the 
completion  of  slack-water  navigation  to  Fairmount.  Projects  have  been 
presented  from  time  to  time  for  this  improvement,  but  lione  have  been 
definitely  ai)proved  as  yet.  The  appropriation  of  $25,000  in  1892  for 
the  extension  of  the  improvement  of  the  Monongahela,  is  in  line  with 
the  recommendations  heretofore  made,  but  this  improvement  will  be  of 
little  value  until  completed.  The  cost  of  the  entire  work,  including 
lock-keepers  dwellings  and  the  necessary  outbuildings  for  each  lock, 
will  be  about  $1,320,000,  an  average  of  $220,000  for  each  lock  and  dam. 
It  will  be  both  economical  and  advantageous  to  the  United  States  to 
make  an  appropriation  of  the  entire  amount  required  for  the  comple- 
tion of  the  improvement,  providing  for  such  annual  expenditure  as 
may  be  thought  advisable. 

The  amount  expended  on  this  work  up  to  the  close  of  the  fiscal  year 
ending  June  30, 1893,  is  $438,301.51. 

July  1,1893,  balance  unexpended $23,598.49 

June  30, 1894,  amount  expended  during  fiscal  year 2, 134. 41 

July  1, 1894,  balance  unexpended 21, 464. 08 

Amount  appropriated  by  act  of  August  17, 1894 20, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 41, 464. 06 
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i  Amount  that  can  be  profitably  expended  in  fiscal  year  en  cling  J  an  ©30,1896  $200,000.00 
<  Submitted  in  complianoe  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  E  E  1.) 

J?.  Operating  and  care  of  Locks  and  Bams  Nos,  8  and  9y  Monongahela 
River. — During  the  past  fiscal  year  these  locks  have  been  successfuliy 
operated  without  interruption  to  navigation  except  by  liigh  water  on 
the  night  of  February  4-5. 

From  Pools  8  and  0  obstructions  have  been  removed  aggregating  335 
tons  of  logs,  stumps,  trees,  etc.  Dredging  in  the  two  i)ools  amounted 
to  9,6<>0  cubic  yards.  A  new  blacksmith  shop  was  constructed  at  each 
lock  to  take  the  place  of  the  old  one.  At  Lock  No.  8  repairs  were  made 
to  some  of  the  outbuildings,  new  valves  were  placed  at  the  head  of  the 
turbine  races,  and  repairs  made  to  the  operating  machinery,  to  the 
coping  of  the  lock  walls,  and  the  paving  below  the  abutment.  Bank 
protection  below  the  lock  wascompleted.  The  dam  remains  as  repaired 
in  1891.  The  upper  courses  of  sheeting  and  purlins  should  be  relaid 
during  the  coming  low-water  season.  At  Lock  No.  9  the  Stoney  valve 
continues  to  give  trouble,  and  requires  frequent  repairs.  Orders  have 
been  placed  for  material  to  reconstruct  the  lock  gates.  The  concrete 
dam  has  been  restored  to  its  original  height,  giving  Wo  feet  additional 
depth  of  water  in  Pool  No.  9.  Two  new  dwellings  fcr  lock  keepers  have 
been  completed. 

The  cost  of  operating  and  care  of  these  locks  and  dams  during  the  last 
fiscal  year  was  $28,084.82. 

(See  Appendix  E  E  2.) 

3.  Pvrehasc  of  Lock  and  Bam  No.  7,  Monongahela  River. — The  river 
and  harbor  act  of  August  11,  1888,  made  provision  for  the  acquisition 
by  the  United  States,  by  purchase  or  condemnation,  of  this  lock  and 
dam  from  the  Monongahela  Navigation  Company.  Condemnation  pro- 
ceedings for  this  i>urpose  were  instituted.  The  case  was  heard  in  the 
circuit  court  of  the  United  States  for  the  western  district  of  Pennsyl- 
vania in  November,  1890,  and  the  value  of  the  work  was  fixed  at 
#2f)9,000.  The  navigation  company  took  an  appeal  to  the  Supreme 
Court  of  the  United  States,  where  the  case  was  argued  at  the  October 
term,  1892.  The  judgment  of  the  circuit  court  was  reversed  and  case 
remanded,  with  instructions  to  grant  a  new  trial. 

Jnly  1, 1893,  balance  unexpended $161,835.45 

June  30, 1894,  amount  expended  daring  fiscal  year 3. 68 

July  1, 1894, balance  unexpended 1^1,831.77 

(See  Appendix  E  E  3.) 

4.  Purchase  of  Lock  and  Bam  No.  6,  Monongahela  River. — An  appro- 
priation of  $162,000  was  made  by  river  and  harbor  act  of  September 
19,  1890,  for  acquisition  of  this  structure  from  the  Mcmohgahela  Navi- 
gation Company,  after  title  to  Lock  and  Dam  No.  7  shall  have  been 
acquired  by  the  United  States.  As  the  latter  has  not  yet  been  obtained 
no  steps  have  been  taken  toward  negotiatiug  for  Lock  and  Dam  No.  6. 

July  1,  1893,  balance  unexpended $167,000.00 

July  1,  1894,  balance  unexr<!nded 167,000.00 

(See  Appendix  E  E  4.) 

5.  Cheat  River,  West  Virginia. — The  channel  of  this  river  was  origi- 
nally filled  with  rock  obstructions,  which  interfered  with  the  free 
l)a88a^e  of  drifting  logs,  thereby  making  the  transportation  of  timber 
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from  tlie  head  waters  of  this  river  to  the  markets  along  the  Mononga- 
hela  and  Ohio  rivers  very  hazardous.  The  river  has  been  improved  by 
the  removal  of  rocks,  and  is  now  in  fair  condition  between  Eowlesburg 
and  Green  Island,  a  distance  of  20^  miles.  As  the  appropriation  for 
the  improvement  was  exhausted,  no  further  work  was  done  during  the 
past  fiscal  year. 

The  amount  expended  on  this  work  up  to  the  close  of  the  fiscal  year 
ending  June  30,  1893,  is  $12,992.50. 

July  1,  1893,  balance  unexpended $7. 60 

June  30, 1894,  amount  expended  during  fiscal  year ^ 1. 14 

July  1,  1894,  balance  unexpended 6. 36 

(See  Appendix  E  E  5.) 

6.  Allegheny  River ^  Pennsylvania. — The  original  condition  of  the  Alle- 
gheny River  as  to  depth,  width,  and  navigability  can  not  be  stated  in 
definite  figures,  as  there  is  no  defined  plane  from  which  to  measure, 
both  the  low-water  line  and  the  elevation  of  the  river  bed  beiug  vari- 
able. The  approved  project  for  the  improvement  of  the  river  is  the 
removal  of  obstructions  from  the  channel  and  the  construction  of  low 
dams  to  close  double  channels,  and  of  dikes  to  confine  the  waterway 
wher^  the  river  is  too  wide.    Much  benefit  to  navigation  has  resulted. 

During  the  past  fiscal  year  repairs  have  been  made  to  the  Oorydou 
log  chute,  the  abutments  of  the  Hickory  Dam,  paving  of  the  dike  at 
Eed  Bank,  and  the  dam  at  Nicholsons  Island.  Operations  were  com- 
menced on  the  construction  of  a  dam  below  Tionesta  Creek,  partially 
closing  a  back  channel  of  the  river.  This  was  completed  and  sustained 
some  damage  during  the  winter,  which  has  been  repaired.  The  con- 
struction of  a  dam  and  dikes  at  Cowanshannock  Ripple  was  commenced, 
the  dam  completed,  the  dikes  partially  completed.  Obstructions  were 
removed  from  the  river  channel  aggregating  3,311  cubic  yards  of  rock 
and  50  snags. 

Tho  amount  available  will  be  expended  during  the  present  working 
season  in  the  completion  of  the  improvement  at  Cowanshannock  Ripple, 
and  continuing  the  work  of  removing  obstructions  from  the  river 
channel. 

July  1,  1893,  balance  unexpended $23, 057.  46 

June  30,  1894,  amount  expended  during  fiscal  year 8, 844. 98 

July  1,  1894,  balance  unexpended 14,212.48 

Amount  appropriated  by  act  of  August  17,  1894 12,  500. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 26, 712. 48 

(  Amountthatcanbeprofitably  expended  in  fiscal  year  ending  June  30, 1896    25, 000. 00 
<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  E  E  6.) 

7,  Dam  at  Herr  Island^  A  llegheny  River,  near  Pittsburg^  Pa. — The 
object  of  this  dam  is  to  begin  a  system  of  slack- water  navigation  and 
enlarge  the  harbor  room  at  Pittsburg  to  the  extent  of  the  pool  formed 
by  the  dam.  The  original  project  was  for  a  fixed  dam,  but  in  compli- 
ance with  the  request  of  the  authorities  of  Pittsburg  and  Allegheny 
City,  the  Secretary  of  War  has  ordered  that  the  dam  at  Herr  Island 
be  made  a  movable  one.  Much  delay  was  caused  by  suits  brought  by 
the  riparian  owners,  but  by  a  change  of  location,  so  that  the  lock  was 
placed  out  from  the  bank,  the  rights  of  the  rix)arian  owners  were  pre- 
served, and  their  opposition  was  withdrawn.    The  land  necessary  for 
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the  lock  and  dam  has  been  acqaired  and  all  legal  questions  as  to  dam- 
ages to  adjoining  property  settled.  Observations  of  the  current  and 
water  levels  at  site  of  dam  have  been  taken  and  borings  made  for  the 
purpose  of  determining  the  character  of  the  river  bed. 

During  the  past  fiscal  year  the  cofferdam  inclosing  the  site  for  the 
lock  has  been  completed  and  the  greater  part  of  the  necessary  plant 
for  the  construction  of  the  lock  and  dam  has  been  purchased  and 
received  at  the  work.  On  the  last  day  of  the  fiscal  year  the  pumping 
out  of  the  cofferdam  would  have  been  attempted  but  for  defects  in  the 
pumping  engine  which  developed  under  steam  pressure.  Temporary 
buildings  have  been  completed  for  shops,  store-houses,  and  oflice.  A 
well  122  feet  deep  has  been  put  down  and  equipped  with  a  pump,  for 
furnishing  drinking  water  to  the  men,  a  matter  of  considerable  impor- 
tance in  this  locality.  Plans  for  the  lock  and  dam  have  been  formu- 
lated in  c<mformity  with  the  conclusions  of  the  Board  appointed  by 
Special  Orders,  No.  20,  Headquarters  Corps  of  Engineers,  April  24, 
1894,  and  estimates  completed.  The  drawings  are  now  in  course  of 
preparation. 

With  the  approval  of  these  plans,  work  may  begin  at  once  upon  the 
construction  of  the  lock. 

The  treacherous  character  of  the  river  bottom  and  the  contraction  of 
the  waterway  by  encroachments  ui>on  either  side  have  made  it  a  nmtter 
of  some  difficulty  to  maintain  a  cofferdam  at  this  point  during  high 
water.  Extensive  repairs  have  been  required,  because  of  injuries  sus- 
tained by  the  present  cofferdam  upon  the  occasion  of  two  floods  last 
winter.  It  is  desirable  that  work  should  be  vigorously  pushed  for  this 
reason.  The  appropriations  available  will  be  expended  in  completing 
the  greater  part  of  the  masonry  of  the  lock. 

July  1, 1893,  balance  unexpended $107,765.64 

June  30,  1894,  amount  expended  during  fiscal  year 29, 023. 05 

July  1, 1894,  balance  unexpended 78,742.59 

July  1,  1894,  outstanding  liabilities 3,858.33 

July  1, 1894.  balance  available 74,884.26 

Amount  appropriated  by  act  of  August  17, 1894 40, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 114, 884. 26 

fAmonnt  (estimated)  required  for  completion  of  existing  project 414, 500. 00 
Amount  that  can  be  protitablyexpendedin  fiscal  vear  ending  Juue30,1896    300,000.00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  E  E  7.) 

nrPROVEXENT  OF  FALLS  OF  OHIO  BIVER,  OF  WABASH  RIVER,  INDIANA 
AND  ILLINOIS,  A.ND  OP   WHITE  RIVER,  INDIANA. 

This  district  was  in  tlie  charge  of  Lient.  Col.  G.  J.  Lydecker,  Corps  of 
Engineers,  to  July  21,  1893;  of  Maj.  Thomas  H.  Handbury,  Corps  of 
Engineers,  from  December  8, 1893,  to  May  12, 1894,  and  of  Capt.  James 
G.  Warren,  Corps  of  Engineers,  since  June  14,  1894,  with  Lieut.  Hiram 
M.  Chittenden,  Corps  of  Engineers,  under  their  immediate  orders; 
and  in  the  temporary  charge  of  Lieut.  Chittenden  from  July  21  to  Decem- 
ber 8,  1893,  and  from  May  12  to  June  14,  1894;  Division  Engineer  since 
November  22,  1893,  Col.  O.  M.  Poe,  Corps  of  Engineers. 

i.  Falls  of  the  Ohio  Rirer^  at  Louisvilley  Ky, — The  object  of  the 
improvements  in  progress  is  to  afford  increased  facilities  for  passing 
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the  Falls  of  the  Ohio,  via  the  Louisville  and  Portland  Canal,  by 
enlargements  at  its  upper  end  and  immediately  above  the  locks,  so  as 
to  form  capaeious  basins,  or  harbors^  at  these  point's.  The  work  at  the 
head  of  the  canal  is  also  associated  with  the  improvement  of  the  Indiana 
chute,  or  the  river  channel  over  the  falls,  which  becomes  a  line  of 
descending  travel  when  the  rives  rises  to  a  height  of  about  10  feet  on 
the  upper  canal  gauge,  and  is  the  only  route  with  the  gauge  reading 
12.7  feet  or  more,  when  the  canal  locks  can  not  be  operated. 

The  canal  enlargement  at  the  head  was  inaugurated  in  1883,  the  origi- 
nal project  being  afterward  modified  to  c6nform  with  the  recommenda- 
tions made  by  a  Board  of  Engineers  in  its  report  of  January  28,  1890. 
Under  the  approved  project  the  width  of  canal — now  90  feet — is  to  be 
made  from  210  to  325  feet  for  a  length  of  2,400  feet,  and  east  of  this 
the  enlarged  canal  will  expand  into  a  basin  SOO  feet  wide  by  2,200  feet 
long;  the  principal  features  of  the  work,  as  estimated,  were 325,670  cubic 
yards  of  rock  excavation  and  270, 000  cubic  yards  of  earth  excavation, 
the  construction  of  about  5,200  linear  feet  of  masonry  wall  and  dams 
containing  about  20,000  cubic  yards,  and  the  removal  of  0,200  linear  feet 
of  old  canal  wall,  dikes,  and  timber  dams.  The  work  done  to  June  30, 
1804,  comprised  174,245.03  cubic  yards  of  rock,  212,019.31  cubic  yards 
of  earth  excavation,  and  13,078.83  cubic  yards  of  masonry  in  new  canal 
wall.  • 

The  enlargement  above  the  locks  was  begun  in  1887  with  the  object 
of  constructing  a  basin  1,500  feet  long  and  250  feet  wide,  where  boats 
can  tie  up  and  tows  be  properly  formed  before  or  after  passing  the  locks 
without  obstructing  navigation  through  the  canal.  The  work  is  com- 
pleted, the  results  accomplislied  to  June  30, 1894,  being  22,744.60  cubic 
yards  rock  and  141,593  cubic  yards  earth  excavation  and  6,082.32  cubic 
yards  masonry  laid  in  new  wall. 

The  total  expenditures  on  these  improvements  to  June  30,  1894,  was 
$723,22r>.72,  of  which  $6,274.55  was  expended  in  the  fiscal  year  ending 
on  that  date. 

Special  attention  is  invited  to  the  fact  that  these  improvements  have 
been  in  progress,  under  small  appropriations  for  the  work  to  be  done, 
since  1883,  and  no  benefit  whatever,  except  so  far  as  relates  to  the 
basin  at  head  of  locks,  has  yet  been  secured  to  commerce,  because  of 
their  unfinished  state.  Further,  the  work  is  of  such  a  character  that 
small  appropriations  must  increase  the  ultimate  cost  in  a  peculiarly 
marked  degree,  because  each  season's  operations  can  be  inaugurated 
only  after  a  very  large  expenditure  for  arrangements  for  the  season's 
work,  and  the  same  expenditure  must  be  repeated  year  after  year  while 
the  work  is  in  progress. 

July  ] ,  1893,  balance  unexpended $6,  701. 96 

June  30, 1894,  amount  expended  during  fiscal  year 6,  274. 55 

July  1, 1894,  balance  unexpended 427. 43 

July  1, 1894,  outstanding  liabilities 161.01 

July  1, 1894,  balance  available 266.42 

Anioun t  appropriated  by  act  of  August  17,  1894 60, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 60, 266. 42 

{Amount  (estimated)  required  for  completion  of  existing  project 490, 006. 89 
Amount  that  can  bo  profitably  expended  in  iiscal  year  endins  June  30,1896  300, 000. 00 
Submitted  in  compliance  with  requirements  pf  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,1893. 

(See  Appendix  F  F  1.) 
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2.  Indiana  Chute,  Falls  of  the  Ohio  River. — This  is  the  main  channel  of 
the  river  over  the  Falls  of  the  Ohio.  Originally  it  was  very  crooked,  with 
most  irregular  rock  bottom,  and  swift,  whirling  currents.  By  removing 
themost  prominentrockyprojectionsit  has  been  so  improved  thata  large 
part  of  the  river  traffic  can  now  descend  by  that  route  when  the  stage 
of  water  is  up  to,  or  above,  10  feet  on  the  upper  canal  gauge.  In  18D0 
a  project  for  its  more  radical  improvement  was  adopted,  the  object  being 
to  make  it  safely  navigable  when  the  river  is  not  below  a  stage  of  8  feet 
on  the  canal  gauge.  Commerce  will  be  thereby  relieved  at  such  times 
from  the  delays  incident  to  passing  the  falls  via  the  Louisvill«  and  • 
Portland  canal  and  locks,  an  advantjige  which  will  be  of  the  greatest 
importance  to  the  heavy  coal  traffic,  wiiich  alone  amounts  ro  about 
1,700,000  tons  annually.  iN'early  all  this  traffic  would  then  follow  the 
improved  Indiana  Chute,  as  the  shipments  of  coal,  when  the  river  is 
at  a  lower  stage  than  8  feet,  are  exceedingly  small. 

Operations  during  the  year  were  limited  to  repairs  on  cross  dam  at 
head  of  falls.  The  funds  available  after  these  repairs  had  been  made 
were  not  sufficient  to  inaugurate  other  work. 

The  amount  expended  on  the  improvement  of  this  chute  to  June  30, 
1894,  including  outstanding  liabilities,  is  $197,456.00. 

July  1, 1893,  balance  uiioxponded $1 2,  U5.  68 

June  30,  1894,  amount  expended  during  tiscnl  year 9,  483. 54 

July  1,  1894,  balance  unexpended 2, 662. 14 

July  1,1894,  outstamling   liabilities 118.20 

July  1,1894,  balance  available 2,543.94 

Amount  appropriated  by  act  of  August  17, 1894 90,  000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 22,  .'543.  94 

IAmonnt  (estimated)  required  for  completion  of  existing  project 37,  -250. 00 

Amount  that  can  bo  profitably  expended  in  fiscal  year  ending  iune  30,1896  37, 250. 00 
i^ubniitted  in  compliance  with  requirements  of  Koctions  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  F  F  2.) 

3,  Operating  and  care  of  Louisville  and  Portland  Canal,  Kentucky. — 
The  caual  was  open  to  commerce  during  the  entire  year  without  inter- 
ruption, except  for  short  intervals  during  the  extreme  low  water  in 
August,  1893,  and  high  water  in  February,  1804,  and  a  period  of  ten 
days  from  October  5  to  October  15,  1893,  when  the  canal  was  tem- 
porarily closed  to  make  repairs.  Traffic  during  the  year  comprised 
the  passage  of  5,853  boats  and  craft  of  all  kinds  with  1,398,776  tons  of 
freight,  1,153,57GJ  tons  being  coal.  The  principal  work  done  on  tlie 
canal  during  the  year,  besides  that  relating  to  the  passage  of  coin- 
w»erce,  included  dredging  about  107,200  cubic  yards  from  the  cai>al, 
the  erection  of  a  pair  of  new  guard  gates  at  the  old  locks,  the  removal 
of  3  old  bridges,  the  construction  and  erection  of  2  new  bridges 
and  reerection  of  1  of  the  old  ones;  revetment  of  slopes  at  new 
locks  and  just  above;  placing  new  pavement  at  new  locks;  completion 
of  extension  of  city  water  supply  to  locks;  removal  of  some  rock  from 
tbe  channel  and  approach  to  lower  lock ;  the  erectipn  of  telephone 
connections  between  the  branch  office  at  head  of  canal  and  offices  at 
locks;  besides  the  usual  repairs  incident  to  the  ojMiration  of  the 
dredges,  towboat,  and  scows,  used  in  keeping  the  canal  free  from 
deposit,  and  machinery  and  plant  used  iii  shops  and  for  operating  the 
lock  gates  and  keeping  the  whole  plant  in  good  condition. 
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The  cost  of  operating  and  care  of  the  canal  during  the  year  was 
*113,228.08. 
(See  Appendix  F  F  3.) 

4,  Wabash  River ^  Indiana  and  Illinois. — The  improvement  of  this  river 
by  the  General  Government  was  undertaken  in  1872.  Since  1881  sepa- 
rate appropriations  bave  been  made  for  the  portions  of  the«river  below 
Vincennes,  Ind.,  and  above  that  point. 

a.  Below  Vincennes, — The  principal  work  during  the  past  year  had  for 
.its  ob^t  the  construction  of  the  dam  1,100  feet  long,  at  Grand  Rapids, 
near  Mount  Carmel,  III.,  which  was  begun  July  8,  and  continued  till 
November  30. 1893,  when  high  water  caused  a  suspension  of  work.  The 
material  used  and  work  accomplished  was  as  follows : 

Excavation  under  foundation  of  dam cubic  yards . .       3, 600 

Stone  filling  used  iu  dam do 5,420 

Timber feet,  B.M..  954,840 

The  status  of  the  dam  at  date  of  suspension  was: 

Linear  feet  completed  to  full  height 400 

Linear  feet  completed  to  within  2  feet  of  full  height 700 

The  timber  and  nearly  all  of  the  stone  filling  necessary  to  complete  the 
dam  is  on  hand  and  will  be  put  in  place  as  soon  as  practicable  after  the 
necessary  luuds  have  become  available. 

The  completion  of  the  dam  will  reestablish  navigation  over  the  Grand 
Eapids,  which  has  heretofore  been  an  insuperable  obstacle,  except  dur- 
ing periods  of  high  water.  But  low-water  navigation  from  that  pLace 
to  the  mouth  of  the  river  will  remain  impossible  until  extensive  repairs 
are  made  to  the  works  heretofore  built  on  that  section,  and  which  have 
now  become  almost  useless  because  of  damage  by  ice  and  freshet.  Forty 
thousand  dollars  is  required  to  complete  the  approaches  to  the  new 
lock  at  Grand  Eapids  and  to  construct  wing  walls  and  revetments  lead- 
ing thereto  and  below. 

The  total  expenditure  for  improving  this  section  of  the  river  from 
1872  to  June  30, 1894,  including  liabilities  outstanding,  was  $664,770.40. 

July  1, 1893,  balance  unexpended $45,167.79 

June  30, 1894,  amount  expended  during  fiscal  year 44, 858. 19 

July  1, 1894,  balance  unexpended 309.60 

July  1, 1894, outstanding  liabilities 80.00 

July  1,1894,  balance  available 229.60 

Amount  appropriated  by  act  of  August  17, 1894 15, 000. 00 

Amount  available  for  fiscal  jear ending  June  30, 1895 15, 229. 60 


(Amount  (estimated)  required  for  completion  of  existing  project 25, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending. June  30, 1896    25, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893 

h.  Above  Vince7ines. — Operations  on  this  section  of  the  river  were 
limited  to  removing  snags  for  a  short  season,  from  April  14  to  May  30, 
1894.  These  operations  were  confined  to  the  reach  of  river  between 
Terre  Haute  and  Hutsonville.  The  total  number  of  snags  removed  was 
77,  with  an  aggregate  weight  of  307.5  tons. 

Funds  available  not  being  sufficient  for  further  operations  the  snag- 
boat  Osseo  was  sent  to  White  River. 

Should  any  money  become  available  the  removal  of  snags  from  this 
portion  of  the  river  would  be  resumed. 
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The  amonnt  expended,  iucluding  outstanding  liabilities,  on  this  sec- 
tion of  the  river  to  June  30,  1894,  was  $79,956.37. 

Jnly  1,  1893,  balance  unexpended $2,262.34 

June  30,  1894,  amount  expended  during  fiscal  year 1, 711. 86 

July  1,  1894,  balance  unexpended 550. 48 

July  1,  1894,  outstanding  liabilities 6.85 

July  1, 1894,  balance  available 543.63 

Amount  appropriated  by  act  of  August  17,  1894 5, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 5, 543. 63 

{Amount  (estimated)  required  for  completion  of  existing  project 10,  OOO.  00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    10, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  F  F  4.) 

5.  White  River  J  Indiana. — The  object  of  this  improvement  is  to  make 
the  river  navigable  for  the  transportation  of  local  products  at  all 
stages,  by  removing  rocky  reefs  and  gravel  shoals,  contracting  the 
wider  portions  by  dams  or  dikes,  and  removing  snags.  With  sufficient 
money  a  navigable  low- water  channel  with  a  depth  of  2  feet  might 
be  realized.  Operations  during  the  past  year  were  limited  to  the 
removal  of  snags,  and  it  is  proposed  to  continue  such  work  during  the 
summer  and  fall  of  1894.  When  this  has  been  done  all  the  dams  here- 
tofore built  on  the  river  should  be  repaired  and  channels  that  had  been 
made  through  bars  and  shoals  should  be  redredged,  in  order  to  restore 
the  river  to  the  condition  in  which  it  was  prior  to  the  suspension  of 
operations,  as  directed  by  Congress  in  the  act  of  August  11, 1888. 

The  amount  expended,  including  outstanding  liabilities,  on  this  river 
to  June  30,  1894,  was  $109,517.68. 

July  1,  1893,  balance  unexpended $7,691.81 

June  30, 1894,  amount  expended  during  fiscal  year 4, 709. 49 

July  1,1894,  balance  unexpended 2,982.32 

July  1,1894,  outstanding  liabilities 1,069.50 

July  1,  1894,  balance  available 1,912.82 

Amount  appropriated  by  act  of  August  17,  1894 5,  000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 6, 912. 82 

r  Amonnt  (estimated)  required  for  completion  of  existing  project 2, 500. 00 

)  Amountthatcanbeprofitablyexpeuded  in  fiscal  yeareudiDgJnneSO,  1896      2,500.00 
)  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
I      harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  F  F  5.) 

IMPROVEMENT  OF  GREAT  KANAWHA,  ELK,  AND  GAULEY  RIVERS.  WEST 
VIRGINIA,   AND   OF  NEW  RIVER,   VIRGINIA    AND   WEST   VIRGINIA. 

This  district  was  in  the  charge  of  Col.  William  P.  Craighill,  Corps  of 
Engineers. 

i.  Great  Kanawha  River j  West  Virginia. — This  river  flows  through  a 
fertile  and  picturesque  region,  filled  with  mineral  wealth,  especially 
coal  and  salt.  It  was  by  nature  divided  into  a  number  of  pools,  some 
of  considerable  length  and  depth,  separated  by  shoals  of  gravel  and 
coarse  sand,  which  were  the  principal  obstructions  to  navigation  in  low 
water,  there  being  often  on  them  at  such  seasons  but  a  few  inches  of 
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water.  In  some  of  the  pools  were  found  shallow  places,  also  obstruct 
iiig  navigation.  There  were  also  snags  and  loose  rocks  in  the  channel. 
The  navigation  was  almost  suspended  in  summer. 

The  coal  and  salt  were  generally  sent  out  on  rises,  which  enabled  the 
boats  to  pass  safely  over  the  obstructions  that  otherwise  would  stop 
their  movements  entirely.  The  use  of  the  river  for  the  movement  of 
these  valuable  products  was  therefore  unsatisfactory  and  intermittent. 
By  the  agency  and  superintendence  of  a  board  acting  under  the  State, 
first  of  Virginia  and  then  of  West  Virginia,  considerable  improvement 
in  the  river  was  from  time  to  time  effected,  tolls  being  charged  on  the 
commerce  for  the  ])ayment  of  expenses. 

The  object  of  the  improvement,  begun  several  years  ago  by  the 
ITnitejl  States,  was  to  give  a  constant  navigable  depth  of  at  least  G 
i'eet  throughout  the  whole  length  of  the  Kanawha  to  its  mouth  at  the 
Ohio  Kiver;  to  be  accomplished  by  large  locks  and  dams. 

Those  alrendy  built  have  been  about  300  by  50  feet  above  Charleston 
and  about  340  by  55  below. 

The  peculiarity  of  most  of  the  dams  is  that  they  can  be  lowered  when 
the  stage  of  the  water  in  the  river  will  suffice  over  the  shoals.  This 
gives  them  the  name  of  "movable  dams,"  and  enables  an  open  river  to 
be  had  when  the  water  is  high  enough. 

Dams  3  and  2,  above  Paint  Creek,  are  fixed,  as  the  declivity  of  the 
river  in  that  section  is  too  great  to  permit  the  advantageous  use  of 
the  movable  system. 

Up  to  June*30,  1893,  the  amount  expended  was  $2,591,225.29.  At 
that  date  the  finished  works  were  locks  and  dams  2,  3,  4,  5,  and  0,  and 
7  and  8  nearly  so.    Contracts  had  also  been  made  for  9,  10,  and  11, 

The  following  list  of  contracts  indicates  in  a  summary  way  the  prin- 
cipal work  in  progi^ess  during  the  fiscal  year : 

Contract  with  The  Fred.  J.  Meyers  Manufacturing  Company,  dated 
June  8, 1892,  for  irons  for  the  movable  parts  of  dams  Nos.  7  and  8, 
including  the  maneuvering  winches,  and  some  extra  irons  for  dams 
Xos.  4,  5,  and  (5;  completed  September  20,  1893. 

Contract  with  H.  T.  Morrison  &  Co.,  dated  November  19,  1892,  for 
ironwork  for  the  gates  of  locks  7  and  8,  to  be  completed  July  20, 1893; 
time  expired  before  completion  of  contract. 

Contract  with  James  M.  Mays,  dated  March  31,1893,  to  build  two 
lock  houses,  one  at  the  siiC  of  Lock  No.  9  and  one  at  the  site  of  Lock 
Fo.  10,  with  outhouses  at  each;  completed  September  11,  181^3. 

Contract  with  L.  Williams,  dated  April  17,  1893,  for  building  one 
dump  boat;  completed  August  15,  1893. 

Contract  with  the  West  End  Rolling  Mill  Company,  Limited,  and 
('hain  Works,  dated  April  20,  1893,  for  chains  and  clevises  for  dams 
Kos.  7  and  8;  completed  September  15,  1893. 

Contract  with  Zimmerman,  Truax  &  Sheridan,  dated  May  23,  1893, 
for  building  Lock  and  Dam  No.  9,  to  be  conipleted  December  31,  1896. 

Contract  with  Thomjis  Munford,  dated  June  1,  1893,  for  building 
Lock  and  Dam  No.  11,  to  be  comi)leted  December  31,  189G. 

Contract  with  Zimmerman,  Truax  &  Sheridan,  dated  June  5,  1893, 
for  building  Lock  and  Dam  No.  10,  to  be  completed  December  31, 1896. 

Contract  with  Martin  V.  Smith  for  building  a  lock  house  with  out- 
houses, at  the  site  of  Lock  No.  Undated  October  4,  1893;  completed 
March  12,  1894. 

The  amount  expended  in  the  year  ending  June  30,  1894,  exclusive  of 
outstanding  liabilities,  was  $254,350.05. 

Had  funds  been  available,  all  the  locks  and  dams  needed  for  this 
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improvement  could  have  been  begun  at  the  same  time  and  fiui^shed  in 
three  years  with  much  economy  to  the  United  States  and  with  manifest 
advantage  in  the  use  of  the  improved  waterway.  The  development  of 
commerce  on  this  river  has  been  very  great  since  the  improvement  by 
the  United  States,  although  the  project  has  as  yet  been  only  partially 
executed  for  want  of  money. 

During  the  seasons  of  low  water  the  value  of  the  improvement  is 
shown  in  a  very  marked  manner,  as  free  and  sufficient  navigation  is 
then  easily  maintained  over  the  improved  part  of  the  river,  while 
navigation  may  be  entirely  suspended  below  the  lowest  dam  and  above 
the  upper  pool. 

Locks  and  dams  7  and  8  were  comj)leted  in  the  calendar  year  18P3, 
thus  adding  18  miles  to  the  improved  portion  of  the  river. 

July  1,1893,  balauce  luiexpeuded $730,976.76 

Jime  30,  1894,  amount  expended  during  fiscal  year 254,  350. 05 

July  1,1894,  balance  unexpended 476,626.71 

July  1,1894,  outstanding  liabilities $4,000.00 

July  1,  1894,  amount  covered  by  uncompleted  contracts 880,602.52 

884,602.52 

I  Amount  (estimated)  required  for  completion  of  existing  project 580,700.00 

i  Amountthatcanbeprolitably  expended  in  fiscal  year  endingJune30, 1896  580,700.00 
S  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
l^     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  G  G  1.) 

J2.  Operating  and  care  of  locks  and  dams  on  Great  Kanawha  River^ 
West  Virginia. — The  amount  expended  during  the  fiscal  year  ending 
June  30,  1804,  for  this  purpose  was  $28,745.00. 

(See  Appendix  G  G  2.) 

3.  Elk  lUrer^  West  Virginia. — Tlie  Elk  is  one  of  the  chief  tributaries 
of  the  Great  Kanawha,  emptying  into  it  at  Charleston.  Its  course  is 
tortuous,  but  the  country  through  which  it  flows  is  rich  in  minerals  and 
well  fitted  for  agriculture  and  grazing. 

The  average  low- water  width  is  about  200  feet,  with  ntu'wws  at  the 
rapids  of  about  150  feet  in  width  and  occasional  i)ortions  of  about  300 
feet  in  width.  The  pools  vary  in  depth  from  3  to  10  feet,  and  are 
separated -by  rapids  over  shoals  of  cobblestones  and  gravel,  on  which 
there  has  been  at  low  seasons  a  depth  of  out  a  few  inches  of  water. 
The  average  fall  per  mile  in  the  river  from  Braxton  down  is  about  2J 
feet,  but  is  not  uniformly  distributed,  being  greatest  (about  4  feet  per 
mile)  in  the  central  section  and  less  (about  2  feet)  in  the  upper  and 
lower  sections.  Freshets  of  small  height  are  of  frequent  occurrence, 
but  rapidly  pass  off.  The  annual  rise  in  the  spring  is  about  10  or  12 
feet.  An  extraordinary  rise  is  sometimes  had  of  25  to  30  feet,  but  the 
duration  is  not  great. 

The  approved  project  of  improvement  has  been  the  removal  of  rocks, 
snags,  overhanging  trees,  etc.,  Jind  tlie  making  of  narrow  sluices 
through  the  i-apids  and  shoals.  The  principal  interests  to  be  served 
are  those  of  lumbering  and  rafting,  but  much  country  jiroduce  is  also 
carrietl  downstream  in  small  boats,  which  return  with  merchandise,  etc. 

No  work  has  been  done  in  the  river  for  want  of  money. 

A  serious  obstruction  to  the  navigation  of  this  river  at  some  stages 
consists  of  several  old  milldams.  The  attention  of  the  proper  authori- 
ties has  been  called  to  these  in  compliance  with  the  law. 

An  application  was  made  February  12, 1S94,  by  the  county  court  of 
Kanawha  County,  W.  Va.,  to  build  a  bridge  across  the  river  at  Olen- 
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dennin,  W.  Ya.  Some  modifications  wexe  suggested  by  the  local  engi- 
neer. The  necessary  authority  has  been  given  by  the  Secretary  of 
War. 

July  1,  1893.  balance  unexpoDded $84. 70 

June  30,  1894.  amount  expended  during  fiscal  year 5. 69 

July  1,  1894,  balance  unexpended 79. 01 

Amount  appropriated  by  act  of  August  17,  1894 2,  000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 2, 079. 01 

(  Ainount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30,1896      3, 000. 00 
<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1»66  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  G  G  3.) 

4.  Gauley  River.  West  Virginia. — Gauley  Eiver  takes  its  rise  in 
Webster  County,  W.  Va'.,  its  tributaries  having  their  sources  in  Poca- 
hontas and  Greenbrier  counties.  It  is  about  115  miles  in  length, 
flowing  through  Nicholas  and  Fayette  counties  in  a  southwesterly 
directioji,  sometimes  nearly  west,  and  near  its  mouth  almost  due 
south ;  It  is  entirely  in  the  State  of  West  Virginia.  Its  head  waters 
and  those  of  its  tributaries  are  covered  with  a  virgin  forest  of  the  finest 
timber,  with  only  clearings  of  a  few  acres  here  and  there;  and  on  the 
north  side  of  the  river,  in  Webster  and  Nicholas  counties,  some  glades 
a  few  miles  wide  and  in  extent  20  or  25  miles,  which  give  only  a 
stunted  growth,  to  break  up  this  vast  timber  section. 

For  the  first  12  miles  from  its  mouth  the  Gauley  falls  only  4  feet  per 
mile;  in  the  next  26  miles  its  fall  is  nearly  34  feet  per  mile,  in  a  gorge 
similar  to  that  of  New  Eiver,  as  seen  from  the  Chesapeake  and  Ohio 
Railway  between  Kanawha  Falls  and  Hiuton,  the  hills  on  either  side 
being  several  hundred  feet  high  and  almost  perpendicular,  and  the 
stream  full  of  bowlders  of  sandstone,  some  very  large  and  so  numerous 
as  to  justify  the  people  in  calling  this  section  the  *^Eoughs"  of  Gauley. 
From  the  head  of  the  "  Koughs"  near  Hominy  Creek,  2  miles  above 
Hughes  Ferry,  to  the  Forks,  about  57  miles,  the  fall  is  estimated  at  5 
feet  per  mile.  The  levels  from  the  mouth  of  Gauley  River  to  the  mouth 
of  Meadow  River,  29  miles,  are  taken  from  Ellet's  report  on  the  Great 
Kanawha  River,  West  Virginia,  made  in  1858;  the  remainder  are 
estimated.  The  levels  on  Meadow  River  were  obtained  from  the  same 
source. 

Gauley  River  is  500  feet  wide  at  its  mouth,  350  feet  wide  at  the  mouth 
of  Meadow  River,  200  feet  wide  at  mouth  of  Cranberry  River,  150  feet 
wide  at  mouth  of  Williams  River,  and  75  feet  wide  at  the  Forks. 

*  Opera  ions  for  the  improvement  of  the  Gauley  River  were  instituted 
after  an  examination  made  in  1878,  in  accordance  with  the  provisions 
of  the  river  and  harbor  act  of  August  5, 1886.  It  was  then  pointed  out 
that  a  valuable  improvement  of  the  12  miles  of  river  from  the  mouth  to 
the  "Roughs"  could  be  made  at  an  expense  of  $10,000,  and  that  a  great 
advantage  would  follow  the  expenditure  of  $65,000  in  the  26-mile  reach 
called  the  "Roughs"  in  facilitating  and  cheapening  the  bringing  to 
market  of  millions  of  feet  of  lumber  of  the  most  valuable  and  varied 
kinds. 

The  approved  project  has  consisted  in  the  removal  of  ledges  and  loose 
rocks  and  the  making  of  channels  through  shoals  of  loose  rock  and 
bowlders  from  the  mouth  of  the  river  to  the  "Roughs"  to  improve  the 
navigation  for  boats  and  rafts,  and  in  blasting  down  the  very  large 
bowlders  in  the  "Roughs"  to  permit  the  more  free  passage  of  logs. 
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The  amonnt  expended  to  the  close  of  the  fiscal  year  ending  June  30, 
1893,  was  $8,702.12,  with  decided  advantage  to  the  navigation  over  the 
worst  shoals  below  the  "Eoughs." 

The  amount  expended  in  the  fiscal  year  ending  June  30, 1894,  has 
been  $102.46. 

No  work  in  1894,  for  want  of  money. 

July  1, 1893,  balance  unexpended $117.  S8 

June  30, 1894,  amount  expended  during  fiscal  year 102. 46 

July  1, 1894,  balance  unexpended 15. 42 

Amount  appropriated  by  «act  of  August  17,  1894 3, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 3, 015. 42 

(  Amount  (estimated)  required  for  completion  of  existing  project 63,  000. 00 

)  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896      5, 000. 00 
I  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
I     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  G  G  4.) 

5.  N'etc  River^  Virginia  and  West  Virginia. — The  last  appropriation 
was  that  of  August  5,  1886,  of  which  a  baJance  remains  of  $2,341.79. 

In  compliance  with  a  recommendation  of  the  local  engineer,  it  was 
decided  by  the  Secretary  of  War  not  to  expend  the  existing  balance  at 
present. 

There  were  no  operations  or  expenditures  in  the  year  ending  June  30, 
1894. 

The  Chesapeake  and  Ohio  Eailroad  has  constructed  a  bridge  over 
the  unnavigable  portion  of  this  river  not  far  above  its  junction  with  the 
Gauley. 

July  1,  1893,  balance  unexpended $2,341.79 

July  1,  1894,  balance  unexpended 2,341.79 

(See  Appendix  G  G  5.) 

EffPROVEMENT  OF  CEETAIN  RIVERS  IN  KENTUCKY  AND  WEST  VIRGINIA. 

This  district  was  in  the  charge  of  Maj.  D.  W.  Lockwood,  Corps  of 
Engineers,  having  under  his  immediate  orders  Lieut.  II.  E.  Waterman 
and  Lieut.  James  J.  Meyler,  Corps  of  Engineers;  Division  Engineer, 
Col.  O.  M.  Poe,  Corps  of  Engineers. 

i.  Tradewater  River^  Kentucky. — This  river  was  practically  closed 
before  the  work  of  improvement  commenced,  by  a  rock  bar  near  its 
mouth,  and  higher  up  by  logs,  snags,  drift  piles,  leaning  trees,  and 
bars. 

The  present  project,  adopted  in  1881,  provides  for  clearing  the  river 
and  its  banks  of  obstructions,  and  opening  up  a  channel  40  feet  wide 
and  2J  feet  deep  during  six  months  of  the  year,  the  improvement  to 
extend  41  miles  upstream  from  its  mouth  in  the  Ohio. 

Up  to  June  30,  1893,  $15,738.65  had  been  expended,  resulting  in 
securing  a  channel  through  the  rock  bar  near  the  mouth  of  the  river, 
and  in  removing  obstructions  in  the  channel  and  on  the  banks  of  the 
river  for  a  distance  of  41  miles,  the  distance  covered  by  the  present 
project. 

July  1, 1893,  balance  unexpended $761. 35 

July  1, 1894,  balance  unexpended 761.35 

July  1, 1894,  outstanding  liabilities 24. 00 

July  1, 1894,  balance  available 737.35 

(See  Appendix  H  H  1.) 
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2,  Lock  No.  2^  Qreen  River,  at  Rumsey,  Ky. — The  deficiency  act^ 
approved  March  3,  1893,  appropriated  $65,000  for  rebuilding  this  lock, 
whicli  in  1893  was  reported  unsafe  for  navigation. 

Tlie  project  for  this  work,  approved  in  1893,  calls  for  the  construction 
of  a  new  lock  on  the  river  side  of  the  old  lock,  with  certain  changes  of 
existing  conditions  to  make  them  conform  to  location  of  lock. 

The  amount  expended  to  June  30,  1893,  was  $1,645.39,  and  resulted, 
in  the  commencement  of  the  auxiliary  dam  and  preparations  for  the 
general  work. 

The  amount  expended  to  June  30,  1894,  was  $34,295.14,  and  resulted, 
in  the  completion  of  auxiliary  dam,  the  construction  of  cofferdam  sur- 
rounding part  of  lock  site,  excavation  of  rock  inside  coffer,  and  partial 
construction  of  head  of  lock/  The  work  was  much  hindered  and  de- 
layed by  the  failure  of  stone  contractors  to  furnish  stone. 

July  1, 1893,  balance  unexpouded $63,354.  61 

June  30, 1894,  amoan t  exx>euded  during  fiscal  year 34,  295,  14 

July  1, 1894,  balance  unexpended 29,a">9.  47 

Amount  appropriated  by  act  of  August  17, 1894 105, 000.  OO 

Amount  available  for  fiscal  your  ending  Jime  30, 1895 131,059.  47 

(See  Appendix  II  n  2.) 

.?.  Green  River  above  mouth  of  Big  Barren  River,  Kentucky. — In  pur- 
suance of  the  provisions  of  act  of  September  19, 1890,  an  examination 
was  made  of  this  portion  of  Green  River,  and  the  report  thereon,  witb 
project  for  tlio  work  proposed,  was  submitted  to  Congress  as  Appendix 
J  J  15,  Annual  Report,  Chief  of  Engineers,  1891. 

The  improvement  proposed  contemplated  the  construction  of  two 
locks  and  dams,  so  as  to  extend  slack-water  navigation  to  Mammoth 
Cave,  at  an  estimated  cost  of  $361,346.40. 

Tlie  river  and  harbor  act  of  July  13,  1892,  appropriated  $50,000 
toward  the  construction  of  Lock  No.  5,  the  project  for  which  provides 
for  the  location  and  construction  of  a  lock  and  dam  at  the  head  of  slack- 
water  navigation  on  the  river. 

The  amount  expended  to  June  30,  1893,  was  $590.02,  in  examining 
sites  for  lock  and  dam. 

The  amount  expended  during  the  fiscal  year  ending  June  30,  1894, 
was  $1,972.28,  in  continuing  examin.ition  of  sites,  etc.,  and  the  prep- 
aration of  a  map  of  locality  recommended  for  adoption. 

July  1,  1893,  balance    unexpended $49,403.98 

July  30,  1894,  amount  expended  during  fiscal  year 1, 972. 28 

July  1,  1894,  balance  unexpended 47,431,70 

Amount  appropriated  by  act  of  August  17,  1894 25, 000. 00 

Amount  av  .liable  for  fiscal  year  ending  June  30,  1895 72, 431. 70 

(Amount  (estimated)  reqaired  for  completion  of  existing  project 105, 673. 20 
A  mount  that  can  be  pro  li  tably  expended  in  fiscal  year  eudi  ng  J  uue  30, 189G  105, 673. 20 
Hubmitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  II  n  3.) 

4.  Operating  and  care  of  locks  and  dams  on  Qreen  and  Barren  river ^^ 
Kentucky.— y^Yi^n  the  United  States  acquired  possession  of  these 
improvements,  December  11, 1888,  navigation  of  the  system  was  broken 
at  Lock  No.  3,  (xreen  Jliver,  the  river  wall  of  that  lock  having  fallen 
into  the  river,  the  lower  end  of  the  land  wall  at  No.  1,  Barren  Kiver, 
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Tr»s  badly  cracked  and  liable  to  fall  at  any  time,  and  both  walls  of  No. 
2,  Green  River,  were  in  a  djingerous  condition. 

Tlie  cbAnncl  of  the  river  was  much  obstructed  by  snags  and  slides. 

The  operations  up  to  June  3(>,  1803,  resulted  in  the  rebuilding  of  the 
old  river  wall  at  Lock  if o.  3;  the  taking  down  and  reconstruction  of  the 
lower  half  of  the  river  wall  at  'So.  1,  Barren;  the  rebuilding  of  dams 
Nos,  1,  3,  and  4,  Green  River  and  No.  1,  Barren;  grading  and  paving 
behind  the  lock  walls  at  the  different  locks,  with  the  exception  of  No. 
2,  Green,  and  the  building  of  seven  lock-keepers'  houses;  also  in  the 
constrnctiou  of  a  snag  boat,  dredge  boat,  and  various  barges  and  der- 
rick boats  required  iu  the  prosecution  of  the  work. 

During  the  fiscal  year  ending  June  30, 1804,  $48,088.00  was  expended, 
and  resulted  in  general  repairs  to  locks  and  dams,  grading  a)id  paving 
lock  f^ounds,  construction  and  extension  of  guide  cribs  at  Lock  No.  3, 
the  removal  of  snags,  and  dredging  lock  entrances. 

Navigation  was  temporarily  suspended  at  Lock  No.  2,  Green  River, 
ditriug  the  construction  of  the  new  lock.  At  i>resent  craft  of  every 
kind  are  permitted  to  go  through  the  lock,  but  no  person  is  allowed  on 
thcin  during  transit. 

(Sec  Appendix  H  H  4.) 

5.  Rough  Rirer^  Kentucky. — This  river  was  originally  very  much 
obstructed  by  overhanging  trees  on  the  banks,  and  by  snags,  logs, 
etc.,  in  the  bed  of  the  river.  The  lower  8  miles  of  the  stream  is 
affected  by  backwater  from  theRumsey  Dam  (No.  2),  on  Green  River, 
bat  above  this  point  the  stream  has  but  little  depth  at  low  water. 

The  project  for  the  improvement,  adopted  in  1800,  is  to  clear  the 
river  of  obstructions,  to  wit,  overhanging  trees  on  the  banks,  and 
snags,  logs,  and  stumps  in  tho  bed  of  the  river,  and  to  locate  and  con- 
Btrnct  a  lock  and  dam  near  the  site  of  the  old  ones  to  carry  slack 
water  to  Hartford. 

The  amount  of  money  expended' to  June  30,  1803,  was  87,010.98,  and 
resulted  in  a  survey  for  the  site  of  lock  and  preparing  plans  for  the 
lock,  dam,  etc.;  the  removal  of  obstructions  throijghout  the  length  of 
the  stream  from  its  mouth  to  Hartford,  in  the  river,  and  the  deaden 
iug  of  treed  on  the  banks  for  the  same  distance;  silso  in  running  a  line 
of  levels  from  Lock  No.  2,  Green  River,  to  site  of  proposed  lock. 

The  amount  exi>ended  during  the  fiscal  year  ending  June  *S0,  1804, 
was  $470.30,  in  payment  of  outstanding  liabilities  in  connection  with 
work  of  the  previous  year, 

J»ly  1,  1893,  balance  iinexpemled $32, 980. 02 

Jane  30,  IS'M,  amount  depended  during  fiscal  your 470.  30 

Julv  1,  1894,  balance  nnexpendcd 32, 509.  72 

ABonnt  Appropriated  by  act  of  August  17,  1894 22,500.00 

Amoant  available  for  fiscal  year  ending  Juno  30,  1895 55,  009.  72 

f  Amount  (estimated)  required  for  completion  of  existing;  project 43, 050.  00 

!  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Jiine30,1896    43, 056. 00 
\  Snbmitted  iu  compliance  with  requirementn  of  seotions  2  of  river  and 
I     Jiar^or  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  H  H  5.) 

6,  Kentucky  Riverj  Kentucky. — ^The  condition  of  the  river  when  the 
United  States  assumed  cliarge  of  its  improvements  was  as  follows:  The 
five  locks  and  dams,  with  their  approaches,  built  by  the  State  of  Ken- 
tucky, were  iu  a  dilapidated  condition,  and  the  channel  was  much 
obstructed  by  auags  and  leauing  trees. 
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The  project  for  the  improvement,  adopted  in  1879,  called  for  the  nec- 
essary repairs  to  the  five  locks  and  dams  and  the  extension  of  slack- 
water  navigation  for  a  draft  of  6  feet  by  the  construction  of  additional 
locks  and  dams  to  Beattyville,  a  distance  261  miles  irom  the  mouth  of 
the  river. 

Up  to  the  close  of  the  fiscal  year  ending  June  30,  1893,  $1,391,602.33 
had  been  expended,  resulting  in  the  restoring  of  the  locks  and  dams  to 
a  navigable  condition,  clearing  the  channel  and  banks  of  obstructions, 
and  th6  partial  completion  of  a  new  lock,  known  as  No.  6  of  the  sys- 
tem, and  iu  preliminary  examinations  for  locating  Lock  No.  7. 

The  amount  expended  during  the  fiscal  year  ending  June  30,  189  i, 
was  $39,519.45,  and  resulted  in  the  completion  of  Lock  and  Dam  No.  6, 
with  guide  cribs,  grading  and  paving  complete,  the  partial  construction 
of  two  new  lock-keepers' dwelUngs,  and  the  building  of  a  new  towboat. 

July  1, 1893,  balance  unexpended $106, 397.  CT 

June  30, 1894,  amount  expended  during  fiscal  year 39, 519. 45 

July  1, 1894,  balance  unexpended 66,878.22 

July  1, 1894,  outstanding  liabilitieB 1,370.66 

July  1, 1894,  balance  available 65,507.56 

Amount  appropriated  by  act  of  August  17, 1894 125, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 190, 507. 56 

'Amount  (estimated)  required  for  completion  of  existing  project 1,399,000.00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June 

30,1896 500^000.00 

Submitted  iu  compliance  with  requirements  of  sections  2  of  river  and 

harbor  acts  of  1866  Jiud  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  H  H  6.) 

7.  Operating  and  care  of  lochs  and  dams  on  Kentucky  River,  Ken- 
tuclcy, — The  first  allotment  tor  this  work  was  for  the  fiscal  year  ending 
June  30, 1885,  at  which  time  only  four  locks  could  be  operated.  These 
required  extensive  repairs  at  the  time,  and  the  dams  and  approaches 
were  in  a  more  or  less  dilapidated  condition. 

The  operations  up  to  June  30, 1893,  resulted  in  reopening  Lock  No.  5 
to  navigation  and  placing  the  other  locks  and  dams  in  a  serviceable 
condition,  the  building  of  guide  walls,  approaches,  the  construction  of 
one  double  and  seven  single  lock  houses,  and  in  grading,  paving,  and 
draining  grounds  about  tlie  locks.  A  new  dredge  boat  of  the  Osgood 
pattern  and  two  dump  scows  have  been  constructed,  and  general 
repairs  made  to  locks,  dams,  etc.,  and,  in  addition,  the  river  has  been 
kept  clear  of  snags.  A  stone  abutment  to  Dam  No.  2  has  been  con- 
structed, and  the  lock  entrances  kept  clear  by  dredging. 

The  amount  expended  during  the  fiscal  year  ending  June  30, 1894, 
was  $54,705.90,  and  resulted  in  the  removal  of  rocks,  snags,  logs,  etc,, 
the  construction  of  three  new  sets  of  lower  gates,  and  the  hanging  of 
two  of  them  in  place. 

(See  Appendix  H  H  7.) 

8.  Licking  River ^  Kentucky ^  between  Farmers  and  West  Liberty. — This 
stream  was  originally  much  obstructed  by  logs,  snags,  rocks,  and  lean- 
ing trees,  as  well  as  by  fish  dams  constructed  by  private  parties. 

The  project  for  the  improvement  was  adopted  in  1888,  and  provides 
for  removing  rocks,  snags,  and  bowlders  from  the  river  bed. 

The  amount  expended  to  June  30, 1893,  was  $6,000,  and  resulted  in  the 
removal  from  the  bed  of  the  river  of  a  large  number  of  rocks,  snags, 
etc.,  that  obstructed  both  rafting  and  low- water  navigation. 
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{Amount  (estimated)  required  for  completion  of  existing  pr^eot $11, 680. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896      5, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  H  H  8.) 

9.  Big  Sandy  River^  West  Virginia  and  Kentucky, — When  the  United 
States  commenced  improving  this  stream  it  and  its  forks  were  much 
obstructed  by  rocks,  bars,  snags,  and  leaning  trees.  During  low-water 
seasons  navigation  was  practically  suspended. 

The  original  project  for  improvement  was  adopted  in  1878,  and  pro- 
vided for  improving  the  push-boat  and  rafting  facilities  of  the  river  and 
forks  by  removing  obstructions,  etc.  This  was  modified  in  1880  to 
secure  slack-water  navigation  by  the  construction  of  a  test  lock  and 
fixed  dam,  near  Louisa,  Ky. 

At  the  close  of  the  fiscal  year  ending  June  30, 1891,  the  lock  and  the 
abutment  had  been  completed  and  about  80  feet  of  the  permanent  dam 
built,  but  owing  to  x)rotestfl  against  a  fixed  dam  by  the  timber  inter- 
ests, a  Board  of  Ofticeis  of  the  Corps  of  Engineers  had  been  convened 
"to  consider  and  report  upon  the  subject  of  the  dam,"  etc.,  and  in  its 
report  dated  November  10, 1891,  the  Board  recommended  the  substitu- 
tion of  a  needle  dam  for  a  fixed  dam.  This  change  of  project  was 
approved  by  the  Chief  of  Engineers  November  20, 1891. 

The  amount  expended  to  June  30,  1893,  was  $281,852.54:,  and  resulted 
in  improving  low- water  navigation  by  the  removal  of  rocks,  stumps, 
snags,  and  logs  from  the  channel,  and  leaning  trees  from  the  banks  of 
the  river,  and  in  the  construction  of  a  lock  185  feet  long,  between  hollow 
quoins,  and  52  feet  wide  in  the  chamber;  also  in  the  completion  of  about 
»6  feet  of  tlie  permanent  dam  under  ther  project  of  18S0,  and  in  cutting 
down  the  height  of  lock  walls,  the  deepening  of  entrances  to  lock,  the 
construction  of  shore  cribs  above  and  below  lock,  the  protection  of  the 
Kentucky  bank  by  riprap,  and  in  the  partial  construction  of  a  coffer- 
dam to  inclose  the  site  of  the  pass  and  pier  of  the  movable  dam. 

The  amount  expended  during  the  fiscal  year  ending  June  30,  1894, 
was  $20,997.00,  and  resulted  in  the  completion  of  cofferdam  inclosing 
pass  and  pier,  the  completion  of  masonry,  etc.,  of  pass  ready  to  receive 
trestles,  the  partial  construction  of  pier,  and  partial  removal  of  old 
abutment. 

July  1,  1893,  balance  uncxponded $28,147.46 

June  30,  1894,  amoimt  expended  during  fiscal  year 26, 997. 06 

July  1,  1894,  balance  unexpended 1,150.40 

July  1,  1894,  outstanding  liabilities 156. 02 

July  1,  1894,  balance  avaUable 994.38 

Amount  appropriated  by  act  of  August  17,  1894 40,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 40, 994. 38 

(Amouut  (estimated)  required  for  completion  of  oxistin/sr  project 30, 151. 58 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    30, 151.58 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  H  H  9.) 

10.  Levisa  Fork  of  Big  Sandy  River ^  Kentucky. — This  stream  was 
originally  much  obstructed  by  rocks,  snags,  logs,  and  overlianging 
trees.  Its  improvement  has  been  in  progress  since  work  on  the  Big 
Sandy  was  commenced  under  the  project  for  the  improvemeut  of  that 
stream. 
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The  present  project  was  adopted  in  1890,  and  provides  for  the  removal 
of  snags,  logs,  stumps,  rocks,  etc.,  from  the  river,  and  overhanging  trees 
on  the  banks. 

The  amount  expended  to  June  30, 1893,  was  $22,376.10,  and  resulted 
in  the  material  improvement  of  navigation  by  the  removal  of  obstruc- 
tions, giving  increased  facilities  for  push -boat  navigation  at  low  water, 
and  rafting  and  light-draft  steamboat  navigation  at  moderate  stages. 

The  amount  expended  during  the  fiscal  year  endiug  June  30, 1894, 
was  $809.82,  and  resulted  in  the  further  removal  of  snags,  rocks,  logs, 
and  stumps  from  the  river  bed. 

Jnly  1,  1893,  balance  unexpended $873. 90 

June 30,  1894.  amount  expended  d uring  ilbcal  year 809. 82 

Jnly  1,  1894,  balance  unexpended 64. 08 

Amount  appropriated  by  act  of  August  17,  1894 2, 500. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 2, 564. 08 

(  Amounttbatcanbeprofitably  expended  in  fiscal  year  ending  June  30, 1896      2, 500. 00 
<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(      harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  H  n  10.) 

11,  Tug  Forlc  of  Big  Sandy  River ^  West  Virginia  and  Kentucky. — This 
stream  was  originally  much  obstructed  by  rocks,  snags,  logs,  and  over- 
hanging trees.  .Its  improvement  has  been  in  progress  since  work  on 
the  Big  Sandy  was  commenced  on  tlio  project  for  the  improvement  of 
that  stream. 

The  i)resent  project  was  adopted  in  1890,  and  provides  for  the  removal 
of  snags,  logs,  stumps,  rocks,  etc.,  from  the  river,  and  overhanging 
trees  from  the  banks. 

Tbe  amount  exi^ended  to  Juno  30,  1893,  was  $22,416.99,  and  has 
resulted  in  tbe  material  improvement,  of  navigation,  giving  increased 
facilities  for  push  boats  at  low  water,  and  rafting  and  light-draft  steam- 
boats at  Uioderate  stages. 

The  improvement  has  been  carried  to  a  point  100  miles  above  Louisa. 

The  amount  expended  during  the  fiscal  year  endiug  June  30,  1894, 
was  $790.37,  and  resulted  in  the  general  improvement  of  the  lower  part 
of  the  stream. 

The  obstructions  placed  in  tlie  upper  22  miles  of  the  improved  por- 
tion of  this  stream  by  the  Norfolk  and  Western  Railroad  and  its  con- 
tractors during  the  process  of  construction  have  been  removed. 

July  1, 1893,  balance  unexpended $833. 01 

J  line  30,  1894,  ainoiini  expended  during  fiscal  year 796. 37 

.Tnly  1,  1894.  balance  unexpended 36. 04 

July  1,  1894,  outstanding  liabilities .51 

July  1,  1894,  balance  available 36. 13 

Amount  appropriated  by  act  of  August  17,  1894 2, 500. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 2, 536. 13 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896      2, 500. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893 

(See  Appendix  H  H  11.) 

12,  Qnyandotte  River^  West  Virginia. — This  stream  was  originally 
much  obstructed  by  snags,  logs,  leaning  trees,  the  remains  of  old  dams, 
and  milldams  owned  by  private  parties,  which  required  removal. 
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.  Th«  project  for  the  improvement  was  adopted  in  1878,  and  provided 
for  the  removal  of  existing  obstructions,  natural  and  artificial,  so  as  to 
form  a  channel  30  feet  wide,  with  a  least  depth  of  .18  inches,  during  five 
months  of  the  year,  and  extending  up  the  river  a  distance  of  122  miles 
from  the  Ohio. 

Up  to  the  close  of  the  fiscal  year  ending  Juno  30,  1893,  $18,445.04 
had  been  expended,  resulting  in  the  partial  improvement  of  the  river 
for  a  distance  of  119  miles,  removing  snags,  logs,  etc.,  from  the  channel, 
and  cutting  passageways  through  old  dams. 

During  the  fiscal  year  ending  Juno  30,  1894,  820.08  was  expended 
for  mileage. 

July  1,  1893,  balanco  iiuexpended $54. 36 

June  30, 1894,  amount  expcudod  during  fiscal  year 26. 08 

Joly  1, 1894,  balance  nnexpendod 28. 28 

July  1, 1894,  oatstanding  liabilities .25 

July  1^1894,  balanco  available 28.03 

Amount  appropriated  by  act  of  August  17, 1894 2, 000. 00 

Amonnt  avaUable  for  fiscal  year  ending  Juno  30, 1895 2, 028. 03 

J  Amount  that  can  be  profita^bly  expended  in  fiscal  year  ending  June  30, 1896      2, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  H  H  12.) 

13.  JAttle  Kanaicha  River,  West  Virginia. — This  river,  at  the  time 
improvements  werecommenced  by  theUnited  States, was  much  obstructed 
by  logs,  snags,  leaning  trees,  etc.,  above  that  portion  controlled  by  the 
Little  Kanawha  Navigation  Company. 

The  original  project,  adopted  in  1876,  was  for  the  removal  of  Beaver  and 
Nailor  Bend  rocks,  and  for  cleaning  out  snags  and  fallen  trees.  Tliis 
was  modified  in  1880  by  the  adoption  of  an  additional  project  for  the  con- 
structiou  of  a  lock  and  dam  2  miles  above  Burning  Springs,  W.  Va. 

Up  to  June  30, 1893,  $210,011.83  had  been  expended,  resulting  in  plac- 
ing the  upper  part  of  the  river  in  a  fair  rafting  condition,  and  so  that, 
during  moderate  stages,  light-draft  steamboats  could  run  as  fiir  as 
Grautsville.  The  lock  and  dam  2  miles  above  Burning  Springs  have 
been  completed,  a  lock  house  built,  grounds  graded  and  feiiced,and  slack- 
water  navigation  opened  up  for  an  additional  distance  of  0  miles. 

During  the  fiscal  year  ending  June  30, 1894,  $238.29  was  expended  in 
repairs  to  the  lock  houses  and  for  incidentals. 

July  1, 1893,  balance  unexpended $263. 17 

J uno  30, 1894,  amount  expended  during  fiscal  year 238.  29 

July  1, 1894,  balance  unexpended 24. 88 

July  1,1894,  outstanding  liabilities 1.60 

Jnly  1, 1894,  balanco  available 23.28 

(See  Appendix  H  H 13.) 

14,  Operating  and  care  of  locJe  and  dam  on  Little  Kanaicha  River, 
West  Virginia. — The  lock  was  opened  to  navigation  December  2, 1891, 
and  has  been  operated  continuously,  with  the  exception  of  a  short  time 
in  Jane,  1892,  when  it  was  closed  temporarily  for  repairs. 

During  the  last  fiscal  year  there  were  times  when,  owing  to  the  leak- 
ing of  the  dam  of  the  navigation  company  next  below,  the  lower  miter 
sill  was  out  of  water. 

The  amonnt  exx)ended  during  the  fiscal  year  ending  June  30,  1804, 
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was  $2,445.32,  applied  to  operating  the  lock  and  making  general  repairs 
to  lock,  dam,  and  lock  walls. 
(See  Appendix  H  H  14.) 

LAKE  RIVERS  AND  HARBORS. 
IMPROVEMENT  OF  RIVERS  AND  HARBORS  ON  LAKE  SUPERIOR. 

This  district  was  in  the  charge  of  Maj.  Clinton  Eu-  Sears,  Corps  of 
Engineers ;  Division  Engineer,  Col.  O.  M.  Poe,  Corps  of  Engineers. 

1.  Harbor  at  Grand  Marais,  Minn. — This  small  natural  basin  was 
not  originally  of  sufficient  depth,  nor  was  it  adequately  sheltered  either 
for  commercial  purposes  or  for  use  as  a  harbor  of  refuge;  the  approved 
project  of  1879,  therefore,  proposed  two  breakwater  piers  each  350  feet 
long,  from  the  east  and  west  points  of  the  bay,  or  one  pier  700  feet  long 
from  the  east  point,  and  the  dredging  to  a  depth  of  at  least  16  feet  of 
an  anchorage  area  of  about  26  acres,  at  a  total  estimated  cost  of 
$139,069.40.  Up  to  the  close  of  the  fiscal  year  ending  June  30, 1894, 
there  has  been  expended  on  this  work  $126,159.93;  with  this  sum  350 
feet  of  the  east  pier  has  been  completed,  and  the  16-foot  anchorage 
area  increased  to  23.5  acres.  Of  the  above  sum  $9,689.75  was  expended 
during  the  fiscal  year  ending  June  30,  1894,  in  dredging,  under  con- 
tract with  Messrs.  Williams,  Daugherty  &  dpham.  There  remains  to 
be  dredged,  to  complete  the  dredging  project,  2.5  acres. 

July  1,  1893,  balance  unexpended $10,879.82 

Juno  30,  1894,  amount  expended  during  liscal  year 9, 689. 75 

July  1,  1894,  balance  unexpended 1, 190. 07 

Amount  appropriated  by  act  of  August  17, 1894 3, 000.  OO 

Amount  available  for  fiscal  year  ending  June  30,  1895 4, 190. 07 

{Amount  (estimated)  required  for  completion  of  existing  project 9, 319. 40 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  une.30, 1896      9, 319. 40 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  186a  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  III.) 

J3.  Harbor  at  Agate  Bay^  Minnesota. — This  is  a  shipping  i)ort  for  iron 
ore,  and  when  the  breakwater  piers  are  built  will  form  a  harbor  of 
refuge.    It  is  27  miles  east  of  Duluth. 

The  project  for  the  improvement  of  this  harbor  was  adopted  in  1887, 
and  contemplates  the  erection  of  two  piers  projecting  from  the  head- 
lands of  the  bay  and  inclosing  about  109  acres  of  water  area.  The 
eastern  pier  is  to  be  1,000  feet  long  and  the  western  one  900  feet.  Work 
upon  the  east  pier  was  commenced  in  1887,  and  at  the  close  of  work  in 
November,  1891,  750  feet  of  it  had  been  built. 

The  contract  in  force  at  the  close  of  the  last  fiscal  year,  with  Messrs, 
Powell  &  Mitchell,  to  build  200  feet  of  the  west  pier  was  successfully 
carried  out,  and  an  inspection  made  in  June,  1894,  shows  both  piers  to 
be  in  good  condition. 

The  amount  expended  to  June  30,  1893,  was  $02,111.58;  amount 
expended  during  fiscal  year  ending  June  30,  1894,  827,110.66. 

July  1, 1893, balance  unexpended $30,388.42 

June  30, 1894,  amount  expended  during  fiscal  year 27, 110. 66 

July  1, 1894, balance  unexpended 3,277.76 

Amount  appropriated  by  act  of  August  17,  1894 30, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 33, 277. 76 
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{Amount  (estimated)  required  for  completiou  of  existing  project $121,  708. 00 
Amount  that  cau  be  profitably  expendedinfiscal  year  ending  June  30, 1896  121, 708. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  112.) 

3.  Harbor  at  Duluthj  Minn. — The  original  project  for  the  improve- 
ment of  the  harbor,  adopted  in  1871,  consisted  of  a  breakwater  in  Lake 
Superior  outside  of  Minnesota  Point  in  continuation  of  one  already  com- 
menced by  the  Northern  Pacific  Eailroad  Company.  This  breakwater 
waa  destroyed  by  a  storm  in  1872  and  abandoned.  In  1873  Congress 
provided  for  maintaining  the  canal  through  Minnesota  Point,  which  had 
been  constructed  by  the  City  of  Duluth,  and  for  dredging  channels  in 
Superior  Bay  to  the  Duluth  docks. 

Work  under  this  project  was  continued  until  1881,  at  which  time  the 
piers  of  the  canal  had  been  repaired  and  somewhat  extended,  a  harbor 
basin  dredged  of  moderate  capacity,  and  a  narrow  channel  dredged  in 
Superior  Bay  from  Duluth  to  deep  water  at  Connor  Point.  The  amount 
expended  under  this  project  was  $270,651.81. 

The  present  project  was  adopted  in  1881  and  modified  in  1884  and 
1888,  the  object  being  to  preserve  the  piers  bordering  the  canal,  dredg- 
ing an  inner  harbor  to  accomodate  vessels  drawing  16  feet  of  water,  a 
channel  parallel  with  the  Park  Point  dock  line  100  feet  wide,  a  channel 
east  of  Rice  Point  200  feet  wide  and  17  feet  deep,  and  a  channel  along 
the  north  shore  of  St.  Louis  Bay  200  feet  wide,  17  feet  deep. 

The  river  and  harbor  act  of  July  13, 1892,  authorized  the  expenditure 
of  $45,000  of  the  amount  appropriated  for  this  harbor  in  improving  the 
channel  of  St.  Louis  River  above  Grassy  Point. 

The  total  amount  expended  on  the  harbor  to  June  30,  1894,  is  8767,- 
981.53,  of  which  $270,651.81  was  expended  prior  to  the  adoption  of  the 
present  project;  the  amount  expended  under  the  present  project  to  the 
same  date  is  $497,329.72.  The  work  has  resulted  in  increasing  the 
dredged  area  of  the  harbor  basin  to  about  104  acres,  exclusive  of  private 
dredging,  removing  shoals  from  area  previously  dredged,  giving  nearly 
the  whole  dredged  basin  a  minimum  depth  of  16  feet,  maintaining  the 
canal  piers,  making  16-foot  channels  east  and  west  of  Rice  Point  and 
on  north  shore  of  St.  Louis  Bay,  and  carrying  the  16-foot  depth  to 
Ironton,  4J  miles  up  the  St.  Louis  River.  The  dredging  contract  in 
force  at  the  close  of  the  last  fiscal  year  was  successfully  carried  out,  and 
resulted  in  widening  the  channels  east  and  west  of  Rice  Point,  in 
widening  and  deepening  the  channel  along  the  north  shore  of  St.  Louis 
Bay,  and  in  dredging  out  the  shoal  places  between  pools  in  the  St. 
Louis  River  as  far  as  to  Ironton.  A  survey  made  on  and  through  the 
ice  last  winter  shows  the  channels  to  be  in  good  condition  and  practi- 
cally unimpaired. 

The  canal  piers  are  in  a  poor  condition  and  the  entire  work  needs  to 
be  replaced  with  an  improved  and  permanent  structure.  Eight  hun- 
dred and  twenty  dollars  and  twelve  cents  were  expended  last  fall  in 
making  repairs  at  the  end  of  the  north  pier  to  protect  it  from  ice  and 
rafts. 

The  harbor  basin  and  connecting  channels  will  eventually  require 
deepening  to  22  feet.  The  channels  recently  commenced  should  be 
completed  at  an  early  date,  both  for  the  accommodation  of  commerce 
and  as  a  matter  of  economy. 

In  compliance  with  a  requirement  of  the  river  and  harbor  act  approved 
July  13, 1892,  an  investigation  was  made  of  the  question  of  ownership 
of  the  ground  on  which  are  located  the  canal  and  canal  entrances  and 
piers  in  Duluth  Harbor,  with  the  view  of  determining  if  the  title  of  the 
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United  States  to  the  property  is  complete,  and  the  report  thereon, 
dated  November  26, 1892,  wa^  submitted  to  the  Secretary  of  War  with 
the  recommendations  of  the  Chief  of  jEngineers  December  3, 1892;  the 
papers  were  transmitted  to  Congress-  and  printed  as  House  Ex.  Doc. 
No.  122,  Fifty-second  Congress,  second  session. 

Plans  for  a  tunnel  under  the  canal,  proposed  to  be  constructed  by  the 
city,  of  Duluth,  were  approved  by  the.  Secretary  of  War  April  26, 1893. 

July  1,1893,  balance  unexpended $90,844.41 

J  uuc  30,  1894,  amount  expended  during  fiscal  year 81, 526. 74 

July  1,  1894,  balance  unexpended 9, 317. 67 

Amount  appropriated  by  act  of  August  17,  1894 •. 75, 000. 00 

Amount  available  for  fiscal  year  ending  Juno  30,  1895 84, 317.  67 

(  Amounttbatcan  be  profitably  expended  in  fiscal  year  en  ding  June  30, 1896  237, 322. 88 
<  Submitted  in  compliance  with  requirements-of  sections  2  of  river  and 
I     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  113.) 

4.  Harbor  at  Superior  Bay  and  SL  Louis  Bay,  Wisconsin, — Originally 
the  natural  entry  to  Superior  Bay  was  obstructed  with  shifting  bars 
having  at  most  but  9  feet  depth  of  water  over  them.  The  citizens  of 
Superior  attempted  to  remedy  this  by  constructing  piers  to  confine  the 
outflowing  waters  of  the  bay,  and  this  work  was  taken  up  by  the 
United  States  in  18G7,  and  has  successfully  maintained  since  then  a 
ruling  depth  of  16  feet  between  the  piers. 

The  piers  are  350  feet  apart,  and  a  good  deal  of  dredging  has  been 
necessary  to  obtain  the  required  depth  between  them  and  the  channels 
leading  to  Connor  Point  and  the  Quebec  dock  and  a  new  connecting 
channel  in  St.  Louis  Bay.  The  original  project  of  1867  has,  therefore, 
been  modified  from  time  to  time  to  meet  tjie  needs  of  the  rapidly 
increasing  capacity  of  the  vessels  visiting  this  port,  the  last  modifica- 
tion being  made  by  act  of  Congress  approved  August  5,  1886,  which 
added  improvement  of  channel  in  St.  Louis  Bay. 

In  carrying  out  the  original  project  with  modifications  there  had 
been  expendetl  to  June  30,  1893,  the  sum  of  $222,303.86. 

The  contract  in  force  at  the  close  of  the  last  fiscal  year  was  com- 
pleted by  close  of  navigation  in  1893,  and  resulted  in  widening  and 
deepening  the  existing  channels  to  a  minimum  depth  of  16  feet,  and 
in  extending  the  16-foot  channel  along  the  south  side  of  St.  Louis  Bay 
clear  through  to  a  junction  with  the  north  channel  at  Grassy  Point. 

Pepairs  to  the  amount  of  $5,562.20  were  made  to  the  entry  piers  at 
their  outer  ends  to  protect  them  from  ice  and  rafts.  They  will  need 
further  extensive  repairs  this  season. 

The  land  on  which  stands  the  southerly  entrance  pier  does  not 
belong  to  the  United  States  and  should  be  acquired  by  purchase  or 
condemnation. 

July  1,  1893,  balance  unexpended $88,066.68 

June  30, 1894,  amount  expended  during  fiscal  year 73, 036. 06 

.July  1,  1894,  balance  unexpended 15, 030. 62 

Amount  appropriated  by  act  of  August  17,  1894 50, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 65, 030. 63 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30,1896  156,  736. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  114.) 
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5*  Harbor  at  Ashland^  Wis. — Ashland  Harbor  is  located  at  the  head 
of  Cheqaamegou  Bay,  and  originally  had  no  protection  from  the  waves 
which  rolled  into  the  bay  or  from  the  waves  generated  within  the  bay 
itself  by  storms. 

The  approved  project  is  for  the  construction  of  a  pile,  slab,  and  rock 
breakwater,  8,000  feet  long,  northeast  of  the  town,  and  for  dredging  a 
channel  in  front  of  the  wharves  of  the  city  to  accommodate  vessels 
drawing  16  feet  of  water.  Daring  the  season  of  1889  a  portion  of  the 
breakwater,  4,650  feet  in  length,  was  completed,  but  a  ^tevere  storm  iu 
November  of  the  same  year  destroyed  the  outer  50  feet,  and  the  slab 
filling  settled  in  some  places.  During  1893, 1,680  feet  was  added  to  the 
breakwater,  making  its  present  length  7,363  feet.  This  was  done  under 
the  contract  in  force  at  the  close  of  the  last  fiscal  year. 

An  unusually  violent  storm  on  May  18, 1894,  did  considerable  damage 
to  the  older  portion  of  the  breakwater,  estimated  at  $8,000.  This  is 
now  being  repaired,  as  far  as  the  available  balance  left  after  the  close 
of  last  season's  work,  some  $3,000,  will  permit.  At  least  85,000  should 
be  immediately  available  for  the  thorough  repair  of  the  work.  Long 
delay  will  result  in  nearly  doubling  the  ultimate  cost  of  repair.  The 
same  storm  mmle  a  breach  through  Gliequamegon  Point  at  a  place  not 
heretofore  considered  weak,  and  where  no  protection  work  had  been 
placed.  To  repair  this  as  it  now  exists  will  require  $10,000.  If  left, 
it  will  ])robably  widen  considerably,  though  no  great  permanent  deep- 
ening is  apprehended. 

No  dredging  has  yet  been  done  in  Ashland  Harbor. 

The  total  amount  expended  under  approved  project  to  June 30, 1894, 
is  $185,145.42. 

The  breakwater,  though  of  insuflficient  length  to  give  full  protection 
to  all  the  wharves  of  the  city,  has  nevertheless  had  a  marked  iufluence 
in  improving  the  tranquillity  of  the  harbor. 

July  1,1893,  balaiico  unoxpeiulocl $49,417.66 

June  30,  1894 ,  amount  expended  during  fiscal  year 47, 063. 08 

July  1 ,  1894,  balance  unexpended 2, 354.  58 

July  1,  1894,  outstanding  liabilities 2,  354. 58 

Amount  appropriated  by  act  of  August  17,  18W 25, 000.  00 

i  Amount  that  can  be  profitably  exi>ended  in  fiscal  year  ending  Juno  30,1896  143, 500. 00 
<  Sabmitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  115.) 

6.  Harbor  at  Ontonagon^  Mich. — The  entrance  to  Ontonagon  River, 
which  fonna  the  harbor,  had  bnt  7  feet  depth  in  18G7,  at  which  time 
the  project  for  seciirin*]^  12  feet  depth  by  bnilding  parallel  piers  on 
either  side  of  the  month,  extending  to  the  18-foot  cnrve  of  depth  in 
Lake  Snperior,  and  dredging  a  channel  between  the  piers  was  adopted. 

The  west  pier  has  reached  a  length  of  2,675  feet,  and  is  very  nearly 
out  to  the  18-foot  curve  of  depth,  as  x)roposed.  But  this  curve  has 
advanced  in  the  meantime,  owing  to  the  very  considerable  volume  of 
Band  carried  into  the  lake  by  the  river,  and  since  it  appears  probable 
that  the  advance  of  the  bar  will  keep  pace  with  the  exteTlsion  of  the 
piers,  unless  a  very  considerable  extension  is  made  at  once,  it  does  not 
appear  that  economic  considerations  would  justify  any  further  exten- 
sion of  the  piers  at  present.    The  east  pier  is  2,315  feet  in  length. 

For  a  time  it  seems  that  better  results  will  be  secured  after  the 
piers  are  put  in  repair  by  dredging  across  the  bar  after  each  spring 
freshet.  A  dredged  channel  through  the  bar  and  the  remaining  150 
feet  of  superstructure  on  the  west  pier  were  completed  in  1891. 
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At  the  close  of  work  in  1891  the  channel  was  left  with  16  feet  of 
water  in  it,  but  the  river  freshets  have  partially  filled  this  up  since,  and 
an  examination  made  in  May,  1894,  showed  still  further  shoaling,  and 
work  to  the  extent  of  some  $6,500  is  now  in  progress,  dredging  out 
between  the  piers  and  inside  the  harbor  to  make  the  channel  available 
to  vessels  drawing  12  feet. 

Several  thousand  dollars  will  have  to  be  expended  during  the  season 
in  repairing  the  east  pier.  The  contract  in  force  at  the  close  of  the 
last  fiscal  year  for  the  repairs  to  the  piers  was  completed  in  August, 
1893. 

The  amount  expended  during  the  fiscal  year  just  closed,  was 
$9^59.50. 

The  total  cost  of  the  improvement  to  June  30,  1894,  was  $317,439.72. 

July  1,  1893,  Tjalance  unexpended / $20,219.78 

June  30, 1894,  amount  expended  during  fiscal  year 9, 559. 50 

July  1,  1894,  balance  unexpended 10,660.28 

July  1,  1894,  outstanding  liabilities 4, 992. 53 

July  1,  1894,  balance  available 5,667.75 

Amount  appropriated  by  act  of  August  17, 1894 7,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 12,  667. 75 

(  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    33, 000. 00 
<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  116.) 

7.  Eagle  Harbor j  Michigan. — Previous  to  the  improvement  of  Eagle 
Harbor  the  entrauce  was  obstructed  by  a  rocky  reef,  with  8i  feet  of 
water  over  the  shoalest  part. 

The  project  for  the  improvement  of  this  harbor  was  adopted  in  1866 
and  modified  in  1868,  1874,  and  1878.  The  plan,  as  finally  carried  out, 
consisted  in  blasting  and  dredging  through  the  rocky  ledge  a  channel 
130  feet  wide  and  14  feet  deep,  marking  it  with  two  guiding  cribs,  one  on 
each  side  of  the  channel,  and  the  removal  of  a  number  of  bowlders. 

The  amount  expended  to  the  close  of  the  fiscal  year  ending  June 
30,  1894,  was  $95,238.08,  and  has  resulted  in  carrying  out  the  above 
project,  the  work  having  been  completed  in  1879  and  meeting  the 
present  demands  of  commerce. 

No  appropriation  is  asked  for  this  harbor,  as  the  funds  available  will 
probably  be  sufficient  to  keep  the  work  in  good  order  for  several  years 
longer. 

July  1,  1893,  balance  unexpended $2,286.33 

June  30,  1894,  amount  expended  during  fiscal  year 524. 41 

July  1,  1894,  balance  unexpended 1,761.92 

(See  Ai)pendix  1 1  7.) 

8.  Wateriray  from  Keweeniato  Bay  to  Lake  Superior^  via  Port4i^e  Lake 
and  River^  Michigan. — This  work  has  heretofore  been  reported  on  as 
the  Portage  Lake  and  Lake  Superior  canals,  across  Keweenaw  Point, 
Michigan.    * 

In  accordance  with  the  provisions  of  the  river  and  harbor  act  of 
September  19, 1890,  the  United  States  purchased  and  assumed  the 
charge  and  care  of  these  canals  on  August  3, 1891. 

The  improvements  consist  of  entrance  piers  at  the  harbor  entrances 
on  Lake  Superior  and  Keweenaw  Bay,  canals  and  canal  revetments. 
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dredged  cuts  and  channel  ways,  lights,  and  buoys.  There  are  no 
locks. 

When  the  United  States  assumed  charge  the  piers  and  revetments 
were,  and  are  now,  in  a  dilapidated  condition;  bars  had  formed  at  the 
harbor  entrances,  and  many  places  in  the  channel  ways  had  shoaled  by 
deposition  of  material. 

As  the  waterway  is  intended  for  the  use  of  all  vessels  that  navigate 
Lake  Superior,  and  is  actually  used  by  a  large  proportion  of  them,  it 
is  necessary  that  the  depth  and  width  of  the  channels  shall  at  least  be 
equal  to  that  of  the  St.  Marys  Falls  Canal,  which  now  limits  the  max- 
imum draft  and  dimensions  of  the  largest  vessels  which  run  to  Lake 
Superior. 

The  last  river  and  harbor  act  appropriated  $50,000  for  improve- 
ment, which  has  been  expended  in  dredging  the  existing  channds  to  a 
16-foot  depth  and  in  repairing  some  of  the  worst  portions  of  the  canal 
revetments.  An  entire  renewal  of  the  piers  and  revetments  is  urgently 
needed. 

The  condition  of  the  waterway  has  been  greatly  bettered  since  the 
United  States  acquired  ownership,  and  no  complaints  from  vessel  men 
have  been  received  this  year.  A  least  depth  of  14  feet  exists  through- 
out the  waterway.  A  legislative  enactment  imposing  severe  penalties 
for  a  violation  of  the  established  rules  and  regulations  for  the  use  of 
the  canals  is  urgently  needed. 

July  1,  1893,  balance  unexpended $88,165. 52 

June  30,  1894,  amount  expended  during  fiscal  year 36, 553. 56 

July  1,  1894,  balance  unexpended 1,611.96 

July  1,  1894,  outstanding  liabilities 906.45 

July  1,  1894,  balance  available 705.51 

Amount  appropriated  by  act  of  August  17,  1894 130, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 130, 705. 51 


r  Amount  (estimated)  required  for  completion  of  existing  project 1, 115, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  euding  June 

30,  1896 800,000.00 

Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 

harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  118.) 

.9.  Operating  and  care  of  waterway  from  Keweenaie  Bay  to  Lake  Supe- 
rior^ via  Portage  Lake  and  River ^  Michigan, — The  expenses  of  operating 
and  care  of  this  waterway  for  the  fiscal  year  ending  June  30,  1893, 
during  which  it  was  acquired  by  the  United  States,  were  paid  by  an 
appropriation  of  810,000  made  for  the  purpose  by  act  of  September  19, 
1890. 

During  the  fiscal  year  ending  June  30, 1894,  $11,647,  from  the  per- 
manent indefinite  appropriation  of  July  6,  1884,  was  expended  in  main- 
taining, by  dredging,  a  practicable  14-foot  stage  of  water,  in  buoying 
and  lighting  the  channels,  in  superintendence  and  general  operation 
of  the  canals,  and  in  guarding  against  encroachments  on  the  legally 
established  harbor  lines. 

(See  Appendix  118.) 

10.  Harbor  at  Marquette,  Mich. — Originally  this  harbor  aflPorded  no 
protection  to  vessels  from  easterly  or  northeasterly  storms,  and  in  1866 
a  project  was  approved  for  the  construction  of  a  breakwater  composed 
of  cribs  filled  with  rock  and  projecting  from  the  shore  into  the  bay  a 
distance  of  2,000  feet.    This  pier  was  finished  practically  as  projected  in 
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1375,  but  since  its  commencement  extensive  repairs  have  been  made 
to  the  superstructure. 

As  the  timber  composing  the  superstructure  has  been  in  place  longer 
than  its  durability  justifies,  it  is  essential  that  it  be  replaced  by  more 
durable  material.  A  project  for  a  concrete  superstructure  was  approved 
in  February,  1890.     Its  estimated  cost  is  $232,930.71. 

In  the  river  and  harbor  act  of  August  11,  1888,  provision  was  made 
for  the  extension  of  the  breakwater.  There  was  finished  60  feet  of  crib 
work  a>id  180  feet  of  riprap  foundation.  The  contract  ot  1890  extended 
the  breakwater  240  feet,  leaving  700  feet  to  be  built  to  complete  it. 

The  contract  in  force  at  the  close  of  the  last  fiscal  year  to  build  600 
feet  of  this  extension  was  successfuly  carried  out.  The  breakwater  is 
now  2,900  feet  in  length. 

After  due  advertisement  a  contract  was  made  with  Messrs.  Powell  & 
Mitchell,  the  lowest  bidders,  to  build  100  feet  of  extension.    This  con 
tract  is  now  in  course  of  execution  and  will  bring  the  breakwater  out 
to  a  length  of  3,000  feet  as  contemplated  in  the"  project. 

The  breakwater  in  its  present  condition  gives  much  protection  to 
the  harbor. 

The  amount  expended  during  the  fiscal  year  ending  June  30,  1894, 
was  $60,812.51. 

The  total  cost  of  the  work  to  June  30,  1894,  is  $463,266.64. 

July  1,  1893,  balance  unexpended $71,775.87 

J  one  30, 1894,  amount  expended  during  fiscal  year 60, 812. 51 

July  1,  1894,  balance  unexpended 10,963.36 

J  uly  1,  1894,  amount  covered  by  uncompleted  contracts 5,  745. 00 

July  1,  1894,  balance  availably 5,218.36 

Amount  appropriated  by  act  of  August  17,  1894 30, 000.  00 

Amount  available  for  fiscal  year  ending  June  30,  1895 35,  218. 36 

{Amount  (estimated)  required  for  completion  of  existing  project 227, 1*36. 71 
Amountthatcanbeprofitably  expended  in  fiscal  year  ending  June  30, 1896  134, 000. 00 
>Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  aco  of  March  3,  1893. 

(See  Appendix  119.) 

11,  Harbor  of  refuge  at  Grand  Marais,  Mich. — Originally  the  entrance 
to  this  harbor  was  obstructed  by  a  bar  having  but  about  6  feet  depth 
of  water  upon  it.  The  project  for  its  improvement,  adopted  in  1881, 
has  for  its  object  a  deep  and  safe  channel  into  the  harbor,  making  it  a 
harbor  of  refuge.  This  object  is  to  be  attained  by  building  parallel 
piers  projecting  into  the  lake  and  dredging  out  a  channel  between 
them,  connecting  the  deep  water  of  the  lake  with  that  of  tlie  harbor. 

The  proposed  length  of  each  pier  was  1,800  feet.  The  west  pier  has 
now  reached  a  length  of  1,406  feet  and  the  east  pier  1,153  feet. 

A  channel  150  feet  wide  and  17  feet  deep  was  dredged  out  between 
the  piers  in  1889,  but  it  shoaled,  and  in  1891  it  was  again  dredged,  this 
time  to  a  width  of  175  feet  and  a  least  depth  of  over  17  feet,  the  outer 
ends  of  canal  piers  repaired,  new  shore  ends  and  spurs  put  in,  and  the 
old  shore  ends  remodeled.  A  partial  survey  in  June,  1893,  showed  a 
shoaling  to  14  feet.  An  examination  made  in  June,  1894,  shows  that 
there  is  a  least  depth  of  15.5  feet  along  the  channel  between  the  piers. 

Allowing  for  one  foot  higher  water  this  year  than  last,  this  shows  a 
slight  gain  in  depth,  and  may  be  due  to  the  extension  of  the  east  pier 
last  season,  under  the  contract  in  force,  June  30, 1893,  with  Powell  & 
Mitchell,  to  build  a  300-foot  extension  to  the  east  pier. 
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As  the  piers  have  cut  off  the  natural  supply  of  sand  for  building  up 
and  maintaining  the  sand  spit  to  the  east  of  the  piers,  this  spit  has 
gradually  been  shaved  off  and  eroded.  It  will  probably  be  necessary 
to  close  the  natural  entry  before  long  by  an  artificial  work  of  some 
kind. 

The  total  amount  expended  under  approved  project  to  June  30, 1893, 
was  $227,574,93. 

The  amount  exi>ended  during  the  year  ending  June  30,  1894,  was 
•27,639.62. 

July  1, 1893,  balance  uuexpendod $33, 675. 07 

J Que  ZOj  18IM,  amount  expended  during  fiscal  yenr 27, 639. 62 

July  1,.1894,  balance  unexpended 6, 035. 45 

Anioiuit  appropriated  by  act  of  August  17, 1894 20, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 26,  035. 45 

{Amount  (estimated)  required  for  completion  of  existing  project 168, 750. 00 
Amountthatcanbe  profitably  expended  in  fiscal  year  ending  June  30, 1896  100, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  1 1  10.) 

niPROVEMENT    OF   RIVERS    AND    HARBORS   ON    WESTERN    SHORE    OF 

LAKE  MICHIGAN. 

This  district  was  in  the  charge  of  Maj.  James  F.  Gregory,  Corps  of 
Engineers,  with  Lieut.  Charles  H.  McKinstry,  Corps  of  Engineers, 
under  his  immediate  orders;  Division  Engineer,  Col.  O.  M.  Poe,  Corps 
of  Engineers. 

1.  Manistique  Harbor,  Michigan. — The  natural  cliaimel  of  entrance  to 
the  mouth  of  the  Manistique  River  was  7  feet  deep.  By  private  enter- 
prise 3,000  feet  of  slab  piers  had  been  built  at  the  mouth  of  the  river 
and  a  channel  dredged  to  10  feet  before  any  appropriation  had  been 
made  by  the  Government. 

The  project  for  the  improvement  of  the  harbor  was  adopted  in  1880, 
and  consisted  in  dredging  between  the  piers  built  by  the  Chicago  Lum- 
bering Company,  increasing  the  depth  of  the  channel  to  12  feet  for  a 
width  of  150  feet. 

By  the  acts  of  1880  and  1881  the  sum  of  $6,000  was  appropriated  for 
this  harbor  in  order  to  dredge  a  channel  between  the  private  piers  of 
the  above-mentioned  dimensions.  Dredging  was  done  to  the  amount 
of  11,780  cubic  yards,  and  work  was  then  suspended  in  consequence  of 
the  refusal  of  the  company  controlling  the  harbor  to  rectify  their  pier 
lines  when  rebuilding  the  same. 

Nothing  has  been  done  since  work  was  suspended  in  1881. 

Soundings  taken  in  May,  1892,  show  a  navigable  channel  between  the 
piers  with  a  depth  of  13  feet,  but  wuth  a  governing  depth  over  the  bar 
of  about  11  feet. 

The  amount  expended  to  June  30,  1893,  was  $3,500.60. 

July  1,  1893,  balance  nnexpended $2, 499. 40 

June  30,  1894,  amount  expended  during  fiscal  year 71. 00 

July  1,  1894,  balance  nnexpended 2, 428. 40 

(See  Appendix  J  J  1.) 

J2.  Cedar  River  Harbor,  Michigan, — Previous  to  improvement  the 
mouth  of  Cedar  River  was  176  feet  wide  and  8  to  10  feet  deep,  with  a 
3-foot  bar  in  front. 
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Improvements  had  been  made  by  private  parties  prior  to  the  com- 
mencement of  Government  work. 

The  project  of  improvement  was  adopted  in  1883,  with  a  modification 
in  the  direction  of  the  piers  in  1884,  the  object  being  to  afitbrd  an  entrance 
channel  of  navigable  width  and  14  feet  in  depth. 

Up  to  June  30,  1893,  there  had  been  expended  $28,104.93,  resulting 
in  the  construction  of  two  pile  piers  754  and  301  feet  long,  respectively, 
in  continuation  of  the  slab  docks  built  by  private  enterprise,  and  a 
channel  that  in  October,  1885,  was  50  feet  wide  and  13  feet  deep  and 
100  feet  wide  for  a  depth  of  11  feet. 

Soundings  taken  in  April,  1894,  showed  a  channel  about  40  feet  wide, 
and  under  favorable  conditions  vessels  drawing  14  feet  could  enter  the 
harbor. 

Work  was  suspended  in  November,  1886,  and  has  not  been  resumed 
by  the  United  States  since  that  date.  It  is  reported  that  some  dredging 
was  done  by  private  parties  in  1891  and  1892. 

July  1,  1893,  balance  unexpended $1, 895. 07 

June  30,  1894,  amount  expended  during  fiscal  year 86. 04 

July  1,  1894,  balance  unexpended 1,809.03 

S  Amount  (estimated)  required  for  completion  of  existing  project 108, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867. 

(See  Appendix  J  J  2.) 

3,  Menominee  Harbor,  Michigan  and  Wisconsin. — Previous  to  the 
improvement  of  this  harbor  the  depth  of  water  at  the  mouth  of  the 
Menominee  Eiver  was  about  4  feet,  and  the  river  was  navigable  for 
boats  of  that  draft  for  some  2  miles  above  its  mouth. 

The  project  for  the  improvement  of  the  harbor  was  adopted  in  1871 
and  modified  in  1874,  the  object  being  to  afford  a  channel  of  entrance  of 
navigable  width  and  not  less  than  14  feet  depth. 

The  original  and  modified  projects  are  completed,  the  object  sought 
obtained,  and  the  present  demands  of  commerce  fully  met. 

The  amount  expended  up  to  June  30, 1893,  was  $211,929.68,  resulting 
in  the  construction  of  two  piers  400  feet  apart,  the  north  pier  1,854  feet 
long  and  the  south  pier  2,710  feet  long,  with  a  dredged  channel  3,000 
feet  long,  200  feet  wide  and  16  feet  deep  from  the  16-foot  contour  in 
lireen  Bay  to  the  lower  end  of  the  channel  of  the  Menominee  Eiver,  of 
the  same  depth  and  width. 

There  were  no  operations  during  the  fiscal  year  ending  June  30, 1894. 

The  estimate  for  1896  is  $15,000,  to  make  repairs  urgently  needed  to 
the  south  pier. 
July  1, 1893,  balance  unexpended $132.32 

July  1, 1894,  balance  unexpended 132. 32 

Amount  appropriated  by  act  of  August  17, 1894 10, 000. 00 

Amount  aA'ailable  for  fiscal  year  ending  June  30, 1895 10, 132. 32 

i  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    15, 000. 00 
<  Submitted  in  compliance  with  requirements  ol  sections  2  of  river  and 
(      harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  J  J  3.) 

4.  Menominee  River,  Michigan  and  Wisconsin. — The  river  and  harbor 
act  of  September  19, 1890,  appropriated  $54,000 for  ''continuing the  im- 
provement up  the  river  from  termination  of  old  work,''  and  the  original 
approved  project  was  for  dredging  a  channel  200  feet  wide  and  16  feet 
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deep  from  Green  Bay  ap  the  Menominee  Eiver  as  far  as  the  fdnds  avail- 
able woald  allow,  the  object  being  to  create  a  navigable  channel  16  feet 
deep  from  Green  Bay  to  'S.  Ludington  Company's  mill,  a  distance  of 
abont  2  miles.  The  project  has  been  modified  by  reducing  the  upper 
2,600  linear  feet  to  a  width  of  100  feet. 

The  original  navigable  depth  was  aboat  4  feet. 

When  work  was  begun  on  the  improvement  in  question  the  United 
States  had  increased  the  depth  at  the  mouth  of  the  river  to  14  feet, 
and  by  private  enterprise  a  tortuous  channel  had  been  dredged  with  a 
governing  width  of  50  feet  and  depth  of  13  feet,  extending  up  the 
river  for  a  distance  of  2  miles. 

A  large  portion  of  the  improvement  made  by  private  parties,  how- 
ever, was  situated  entirely  outside  of  the  limits  of  the  present  channel. 

The  amount  expended  to  June  30, 1893,  was  $61,594.87. 

The  lower  section,  some  9,300  feet  long,  had  then  a  width  of  200  feet, 
except  for  a  distance  of  1,200  feet,  where  the  average  width  was  but  175 
feet,  and  a  general  depth  of  16  feet.  The  upper  section,  about  2,400 
feet  long,  was  practically  completed  for  a  distance  of  1,000  feet ;  the 
governing  depth  in  the  remainder  was  about  4  feet. 

During  the  fiscal  year  ending  June  30, 1894,  $12,710.89  was  expended 
in  drilling  and  blasting  in  hardpan,  and  in  dredging  79,330  cubic  yards 
of  material.  The  lower  section,  9,300  feet  long,  has  now  a  channel  200 
feet  wide,  except  for  a  limited  portion  of  its  length,  and  a  general 
depth  of  16  feet.  The  upper  section,  2,400  feet  long,  is  practically  com- 
pleted for  about  2,200  linear  feet,  and  the  governing  depth  in  the 
remainder  is  about  8  feet. 

The  estimate  for  1896  for  maintenance  of  channel  is  810,000. 

Jnly  1,  1893,  balance  unexpended $12, 958. 63 

Miscellaneous  receipts  credited  to  appropriation 26. 53 

12, 985. 16 
June  30, 1894,  amount  expended  during  fiscal  year 12, 710. 89 

July  1,  1894,  balance  unexpended 274. 27 

Amount  appropriated  by  act  of  August  17,  1894 6, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 6, 274. 27 

{Amount  (estimated)  required  for  completion  of  existing  project 4, 000. 00 
Amount  that  can  be  proti  tably  expended  in  fiscal  year  ending  J  une  30, 1896    10, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  J  J  4.) 

5.  Oconto  HarboVj  Wisconsin. — In  its  natural  condition  the  channel 
at  the  entrance  to  the  Oconto  River  was  obstructed  by  a  bar  with  less 
than  2  feet  of  water  over  it.  Previous  to  1881,  when  the  first  appro- 
priation was  made  for  its  improvement,  the  citizens,  by  the  construc- 
tion of  a  small  amount  of  slab  pier  and  by  dredging,  had  increased  the 
depth  to  3^  feet. 

The  project  of  improvement  adopted  in  1882  proposes  to  secure  an 
8- foot  channel  from  Green  Bay  to  the  city  of  Oconto,  a  distance  of  2 
miles,  by  dredging  and  coustructiug  piers,  at  an  estimated  cost  of 
$150,000. 

The  total  amount  expended  up  to  June  30,  1893,  was  $67,910.67, 
resulting  in  the  building  of  two  piers,  the  north  pier  1,603  feet  and  the 
south  pier  2,151  feet  in  length,  the  latter  being  the  full  length  contem- 
plated by  the  approved  project  in  the  removal  of  405,356  cubic  yards  of 
material  and  minor  repairs.    Owing  to  the  narrowness  of  the  dredged 
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channel  and  the  soft  character  of  the  material  the  spring  freshets  have 
a  tendency  to  obliterate  in  places  the  dredging  of  previous  years. 

The  governing  depth  of  water  at  the  harbor  entrance  was  7^  feet, 
and  there  was  about  7  feet  in  the  river  as  far  up  as  Spies'  mill,  a  dis- 
tance of  9,000  feet. 

In  Ai)ril,  1894,  the  depths  were  reduced  to  7  feet  and  CJ  feet,  respec- 
tively. Dredging  in  June,  1894,  has  increased  the  depth  at  entrance 
to  10  feet.  Seventeen  thousand  and  forty-five  cubic  yards  of  material 
was  removed  during  the  fiscal  year. 

During  tho.  fiscal  year  ending  June  30, 1894,  $1,534.85  was  expended. 

The  estimate  for  year  ending  June  30, 1896,  for  maintenance  of  chan- 
nel and  repairs  to  piers  is  $10,000. 

July  1,  1893,  balance  unexpemled $3,089.33 

June  30,  1894.  ninoant  expcDded  during  fiscal  year 1, 534. 85 

July  1, 1894,  bulunco  unexpended 1, 554. 48 

July  1,  1894,  outstanding  liabilities 16.18 

July  1,1894,  balance  available 1,538.30 

Amount  ap])ropnated  by  act  of  August  17,  1894 3, 000. 00 

Amount  available  for  liscal  year  ending  Juno  30,  1895 4,538.30 

{Amount  (estimated)  required  for  completion  of  existing  project 79, 000. 00 
Amoun  ttb  at  can  be  protitablyexpended^n  fiscal  year  ending  June  30, 1896    10,  000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  J  J  5.) 

6.  Pensaukce  Harbor^  Wisconsin. — The  original  depth  of  water  at  the 
mouth  of  Peiisaiikee  lliver  was  2  feet,  increased  by  private  enterprise 
to  from  7  to  IT  feet  for  a  width  of  30  feet. 

Tlie  project  for  the  improvement  of  this  harbor  was  adopted  in  1S83, 
and  consisted  of  the  construction  of  a  single  slab  pier  2,500  feet  long, 
in  continuation  of  the  pier  built  by  private  enterprise,  and  dredging  a 
channel  10  feet  deep  and  100  feet  wide  on  the  south  side  of  the  pier. 

The  total  amount  expended  up  to  June  30,  1893,  was  813,035.04, 
resulting  in  the  construction  of  1,300  feet  of  the  proi)osed  extension  of 
the  pier,  and  the  dredging  of  5,698  cubic  yards  of  material,  making  a 
channel  25  feet  wide  and  10  feet  deep. 

About  000  linear  feet  of  the  west  end  of  the  pier,  damaged  by  fire  in 
September,  1891,  was  repaired  in  October  and  November,  1891. 

The  last  survey,  made  in  May,  1890,  showed  the  governing  depth  to 
be  2.8  feet. 

There  were  no  operations  during  the  fiscal  year  ending  June  30,  1894, 

For  mainteiiance  of  the  piers  an  appropriation  of  $1,000  is  recom- 
mended for  year  ending  June  30,  1896. 

July  1,  1893,  balance  unexpended $1,0W.36 

June  30,  1894,  amount  expended  during  fiscal  year 71.00 

July  1, 1894,  balance  unexpended 993. 36 

{Amount  (estimated)  required  for  completion  of  existing  project 35,  000. 00 
Amounttbatcan  be  profitably  expended  in  fiscal  year  ending  June  30, 1896      1,  000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  J  J  G.) 

7.  Green  Bay  Harbor^  Wisconsin. — Before  tbe  improvement  of  this 
harbor  was  begun  the  channel  between  the  mouth  of  the  Fox  River 
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and  the  deep  water  in  Green  Bay  was  circuitous  and  narrow,  with  but 
6  feet  of  water  at  its  slioalest  point. 

The  project  of  improvement  was  adopted  in  186G,  and  subsequently 
modified  so  as  to  provide  increased  depth  in  1872  and  1874,  the  object 
being  to  provide  a  dredged  channel  200  feet  wide,  14  feet  deep,  and  2 
miles  long  in  place  of  the  natural  channel,  with  a  revetted  cut  across 
Grassy  Island. 

The  project  was  further  modified  in  1892  to  increase  the  depth  of  the 
present  channel  to  16  feet  and  extend  it  in  a  direct  line  through  the 
bar  off  Sable  Point,  making  its  total  length  16,500  feet. 

Tbe  act  of  Congress  of  July  13,  1802,  appropriating  $25,000  for 
improving  harbor  at  Green  Bay,  Wis.,  provided  "tbat  $5,000  of  said 
sum  may,  in  the  discretion  of  the  Secretary  of  War,  be  expended  on 
tbe  Fox  River,  below  De  Pere,  Wisconsin.'^ 

To  accomplish  the  object  sought  by  the  foregoing  pioviiso,  a  project 
was  adopted  in  1892  for  the  improvement  of  tbe  present  tortuous 
channel  by  straightening  it  in  places,  and  giving  it  a  least  width  of 
150  feet. 

There  was  expended,  up  to  the  close  of  the  fiscal  year  ending  June 
30, 1893,  $301,069.97,  resulting  in  a  dredged  channel  10,600  feet  long, 
200  feet  wide,  and  14  feet  deep,  and  in  the  construction  of  1,325  linear  feet 
of  revetment  of  tbe  sides  of  a  cut  through  Grassy  Island.  Work  on 
the  16-foot  channel  was  in  progress,  and  about  3,000  linear  feet  com- 
pleted for  a  width  of  100  feet. 

From  the  channel  of  the  Fox  Eiver  between  De  Pere  and  Green  Bay, 
41,575  cubic  yards  of  material  was  removed,  resulting  in  a  channel 
way  14  feet  deep  and  145  feet  wide,  except  for  a  small  i)arfc  of  the  dis- 
tance. 

During  the  fiscal  year  ending  June  30, 1894,  $20,449.07  was  expended, 
resulting  in  the  removal  of  84,794.4  cubic  yards  of  material  from  the 
16-foot  channel,  and  extending  it  to  a  total  length  of  10,200  feet 
Repairs  were  made  to  the  revetments,  and  a  survey  and  map  made 
extending  from  the  city  of  Green  Bay  to  the  mouth  of  Fox  River  for 
the  purpose  of  establishing  dock  lines. 

The  channel  in  Fox  River  below  De  Pere  was  completed  to  the  full 
^•idth  of  150  feet. 

The  estimate  for  year  ending  June  30,  1896,  to  complete  the  10- foot 
channel,  is  $46,915. 

July  1,  1893,  balance  unexpended $21,532.53 

June  30,  1894,  amount  expended  during  fiscal  year 20, 449. 07 

July  1,  1894,  balance  unexpended 1,083.46 

Amount  appropriated  by  act  of  August  17,  1894 25, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 26, 083. 46 

f  Amount  (estimated)  required  for  completion  of  existing  project 46,  915. 00 

J  Amount  that  can  beprofitably  expended  in  fiscal  year  ending.)uue30,1896    46,  915.00 
I  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
[     Larbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  J  J  7.) 

8.  Sturgeon  Bay  and  Lake  Michigan  Ship  Cajial,  Wisconsin, — The 
Sturgeon  Bay  and  Lake  Michigan  Ship  Canal  is  a  waterway  cut  through 
the  neck  of  land  separating  Green  Bay  from  Lake  Michigan,  and  con- 
nects Lake  Michigan  with  Sturgeon  Bay,  an  arm  of  Green  Bay,  about 
8  miles  long,  extending  eastward  into  the  peninsula  and  narrowing  it 
at  that  point. 
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The  canal  was  constructed  by  the  Sturgeon  Bay  and  Lake  Michigan 
Ship  Canal  and  Harbor  Company,  from  1872  to  1881,  from  the  pro- 
ceeds of  gale  of  200,000  acres  of  public  lands  granted  to  the  State  of 
Wisconsin  for  the  puri)ose  by  acts  of  Congress  of  April  10, 1866,  and 
March  1, 1872.  A  full  history  and  description  of  the  work  is  given  in 
reports  contained  in  the  Annual  Beport,  Chief  of  Engineers,  1887, 
pages  2017  to  2037,  and  in  House  Ex.  Doc.  No.  106,  Forty-ninth  Con- 
gress, second  session. 

The  canal  affords  a  considerable  shortening  of  distance  for  many 
vessels  over  the  natural  outlet  of  Green  Bay  into  Lake  Michigan  about 
60  miles  to  the  north,  admits  the  avoidance  of  the  dangers  of  the  natural 
route,  and  makes  Sturgeon  Bay  available  and  accessible  as  a  harbor  of 
refuge  for  vessels  on  Lake  Michigan. 

The  river  and  harbor  act  approved  July  13,  1892,  appropriated 
$81,833  for  making  the  canal  free  to  commerce.  Tlie  conditions  of  the 
act  being  fulfilled,  the  property  was  purchased  from  the  company  and 
the  money  appropriated  therefor  paid  in  April,  1893,  and  the  United 
States  assumed  possession  of  the  canal  on  April  25,  1893. 

The  canal  is  an  oi)en  cut,  without  locks  or  gates^  7,200  feet  long;  it 
is  100  feet  wide  at  the  water  surface,  about  65  feet  wide  at  bottom,  and 
13  feet  deep.  Harbor  works  at  the  Lake  Michigan  entrance  have  been 
constructed  by  the  United  States.  Dredging  has  been  done  in  con- 
tinuation of  the  channel  6,100  feet  into  Sturgeon  Bay.  The  banks  are 
only  partly  revetted;  8,437  feet  of  the  existing  revetments  requires 
extensive  repairs,  and  6,000  feet  remains  to  be  constructed. 

The  foregoing  is  a  description  of  the  work  and  its  condition  at  the 
close  of  the  fiscal  year  ending  June  30, 1893,  and  the  amount  expended 
by  the  United  States  was  $81,833. 

During  the  fiscal  year  ending  June  30^  1894,  there  being  no  funds 
available  for  enlargement  or  improvement  of  the  canal,  there  were  no 
expenditures  other  than  for  operating  and  care  provided  for  by  indefi- 
nite appropriation,  section  4  of  the  river  and  harbor  act  of  July  5,  1884. 

The  existing  project  submitted  in  1893  provides  for  extending  the 
revetments  to  the  14-foot  contour  in  Sturgeon  Bay  and  widening  this 
portion  of  the  canal  to  160  feet,  at  an  estimated  cost  of  $98,450.  An 
appropriation  of  $20,000  was  made  for  this  work  by  the  river  and  harbor 
act  of  August  17, 1894,  and  the  balance  of  the  estimate  ($78,450)  can 
be  profitably  expended  during  fiscal  year  ending  June  30, 1896. 

Amount  appropriated  by  act  of  August  17, 1894 ' $20, 000. 00 

{Amount  (estimated)  required  for  completion  of  existing  project 78, 450. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    78, 450. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  J  J  8.) 

9.  Operating  and  care  of  Sturgeon  Bay  and  Lake  Michigan  Ship  Canal, 
Wisconsin, — Under  the  continuous  appropriation  for  operating  and  care 
of  canals  and  other  works  of  navigation,  37,744  cubic  yards  of  material 
were 'removed  for  maintenance  of  the  canal,  and  necessary  repairs  made 
to  the  revetments,  etc.,  pertaining  to  the  canal,  during  year  ending 
June  30,  1894. 

The  amount  expended  under  the  indefinite  appropriation  provided 
by  section  4  of  the  river  and  harbor  act  of  July  5, 1884,  during  the  fiscal 
year  was  $14,579. 11.  The  detailed  statement  appended  to  the  report 
of  the  local  engineer  ofiQcer  shows  the  items  of  expenditure. 
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For  the  year  endiQg  June  30, 1895,  it  is  proposed  to  maintain  existing 
works  by  such  dredging  and  repairs  as  may  be  necessary. 
(See  Appendix  J  J  9.) 

10.  Harbor  of  refuge  at  eastern  entrance  of  Sturgeon  Bay  and  'Lake 
Michigan  Ship  Canalj  Wisconsin, — Before  the  construction  of  this  harbor 
was  undertaken  the  Lake  Michigan  entrance  to  the  Sturgeon  Bay  and 
Lake  Michigan  Ship  Canal  was  entirely  unprotected  fipom  storms  rang- 
ing from  northeast  and  southwest. 

The  project  of  constructing  a  harbor  of  refuge  at  this  point  was 
adopted  in  1873  and  modified  in  1879  and  1880.  The  modified  project, 
as  carried  out,  consists  of  two  piers,  each  1,344  feet  long,  850  feet  apart 
at  the  shore  line,  protecting  the  lake  entrance  of  the  canal,  and  con- 
verging so  as  to  make  the  harbor  entrance  335  feet  wide,  inclosing  an 
area  of  about  10  acres,  with  a  depth  of  at  least  16  feet. 

The  total  expenditure  at  this  harbor  up  to  June  30,  1893,  was 
$169,617.96,  resulting  in  the  compilation  of  the  piers  as  projected,  and 
in  a  dredged  channel  16  feet  deep  and  120  feet  wide  from  the  16foot 
contour  in  Lake  Michigan  to  the  canal  entratice.  The  channel  had 
been  reduced  at  that  date  by  shoaling  to  a  depth  of  14.3  feet. 

During  the  fiscal  year  ending  June  30, 1894,  $1,803.64  was  expended 
for  repairs  to  the  piers,  guide  piling,  and  dredging  plant.  The  channel 
had  become  reduced  in  depth  to  13  feet;  it  was  restored  to  16  feet  for 
a  width  of  120  feet  by  the  removal  of  14,260  cubic  yards  of  material. 

The  estimate  for  the  year  endiug  June  30,  1896,  is  $7,000  for  mainte- 
nance of  channel  and  piers. 

July  1,  1893,  balance  unexpended $3, 56k  54 

Jane  dO,  1894,  amount  expended  during  fiscal  year 1, 803. 64 

July  1,  1894,  balance  unexpended 1,760.90 

Amount  appropriated  by  act  of  August  17,  1894 5, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 6, 760. 90 

i  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  une  30, 1896      7, 000. 00 
<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  J  J  10.) 

11.  Ahnapee  Harbor^   Wisconsin, — Previous  to  the  improvement  of 
'  this  harbor  the  depth  of  water  at  the  mouth  of  the  Ahnapee  Biver  was 
only  about  2  feet. 

The  project  of  improvement,  adopted  in  1875  and  modified  in  1884, 
provided  lor  the  formation  of  a  small  artificial  harbor,  connected  with 
the  lake  by  a  channel  100  feet  wide  and  12  feet  deep,  formed  by  the 
construction  of  two  piers  extending  to  the  18-foot  contour,  with  a 
200-foot  entrance  between  the  pier  heads. 

The  total  amount  expended  up  to  June  30, 1893,  was  $166,008.10, 
resulting  in  the  construction  of  two  piers,  the  north  one  1,102  feet  long 
and  the  south  one  1,125  feet;  in  the  removal  of  30,528  cubic  yards  of 
rock  and  137,893  cubic  yards  of  sand  and  gravel,  and  in  placing  a 
double  row  of  sheet  piling  along  362  feet  of  the  north  pier  and  620  feet  of 
the  south  pier.    The  rock  was  used  for  refilling  and  riprapping  the  piers. 

The  depth  of  watt- r  at  the  entrance  was  16  feet,  and  11  feet  at  the 
shore  ends  of  the  piers. 

Of  the  area  from  which  rock  had  been  excavated,  one  third  had  the 
required  depth  of  12  feet,  the  remaining  two-thirds  an  average  depth 
of  about  9  feet. 

BNO  94 ^21 
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Daring  tlie  fiscal  year  ending  June  30, 1894,  $4,077.73  was  expended. 
The  niaiu  and  detached  piers  were  connected  by  the  construction  of 
225.G  linear  feet  of  guide  piling,  and  minor  repairs  were  made  to  the 
nortli  pier. 

Soundings  taken  in  April,  1894,  showed  a  depth  of  water  at  the 
entrance  of  from  15  to  16  feet,  and  at  the  shore  ends  of  the  harbor  piers 
about  lOJ  feet. 

The  estimate  for  year  ending  Juno  30,  1896,  to  complete  the  pier 
extension,  rock  removal,  and  dredging,  and  to  renew  decayed  super- 
structure, is  $15,000. 

July  1,  1893,  balance  unexpended $6,311.90 

J uno  30,  1894,  amount  expended  during  tiscal  year , 4, 077. 73 

July  1,  1894,  balance  unexpended 2, 234. 17 

Amount  appropriated  by  act  of  August  17,  1894 5,000.00 

iVmount  availablo  for  fiscal  year  ending  Juno  30,  1895 7, 234. 17 

{Amount  (estimated)  required  for  completion  of  existing  project 15, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  yearending  J  nne30, 1896    15, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Api)endix  J  J  11.) 

i^.  Ketraunee  Harbor ^  Wiaconnin, — The  natural  channel  to  this  har- 
bor was  through  the  Kewaunee  River.  The  river  month  was  not  more 
than  20  feet  wide,  with  a  depth  of  abont  2  feet  at  its  shoalest  i>oint, 
and  was  obstructed  by  submerged  bowlders. 

The  project  of  improvement  was  adopted  in  1881.  Its  design  was  to. 
cut  adiannel  14  feet  deep  through  a  neck  of  lan<l  between  the  river- 
and  the  lake  at  a  point  about  2,000  feet  south  of  the  riv^er  mouth,  and 
to  continue  this  channel  to  deep  water  in  the  lake  by  the  construction 
of  two  parallel  piers,  200feet  apart,  extending  from  each  side  of  the  cut 
lakeward  to  the  18-foot  contour. 

The  total  amount  expended  on  this  harb  )r  up  to  the  close  of  the  fls;cal 
year  ending  June  30, 1893,  was  $81,01]  1.40,  in  addition  to  which  the 
local  harbor  commissioners  had  expended  $8,042.72.  At  that  time 
1,250  feet  of  the  north  pier  and  1,175  feet  of  the  south  pier  had  been 
constructed,  and  there  was  a  governing  depth  in  the  entrance  channel 
of  about  13  feet,  with  least  width  of  50  feet. 

During  thefiscal  year  ending  June  30, 1894,  $23,374.60  was  expended. 
Each  pier  was  extended  250  feet,  piers  repaired,  and  22,421  cubic  yards 
of  material  removed  by  dredging.  The  channel  formed  was  120  feet 
wide  and  14  feet  deep. 

Soundings  taken  in  April,  1894,  showed  a  cliannel  of  navigable  width 
with  a  depth  of  13.6  feet. 

For  the  year  ending  June  30,  1896,  the  estimate  is  $66,943.23,  to  be 
expended  chiefly  for  pier  extension. 

Jnly  1,1893,  balance  nnexpended $23,949.60 

Juno  30, 1894,  amount  expended  during  fiscal  year 23, 374. 60 

July  1, 1894,  balance  nnexpended 575. 00 

iVmount  appropriated  by  act  of  August  17, 1894 20, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1893 20, 575. 00 

r  Amount  (estimated)  required  for  completion  of  existin  g  project 66,  943. 28 

I  Amountthatcan  beprontablyexpendediufiscal  year  ending  June30, 1896     66, 943. 28 
]  Submitted  in  coinplianoe  with  requirements  of  sections  2  of  river  and 
L     harbor  act«  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  J  J  12.) 


Digitized  by  VjOOQIC 


EIVEB  AND   HARBOR    IMPROVEMENTS.  323 

13,  Tico  Rivers  Harbor^  Wisconsin. — Previous  to  the  improvement 
of  this  liarbor  the  natural  channel  was  obstructed  by  a  bar  covered  by 
but  2  or  3  feet  of  water. 

The  project  of  improvement  adopted  in  1870  provided  for  the  forma- 
tion of  a  channel  of  navigable  width  and  not  less  than  12  fe^et  deep,  to 
be  accomplished  by  the  construction  of  two  piers,  extending  from  the 
mouth  of  Two  Rivers  lakeward  to  the  18- foot  contour  iii  Lake  Michi- 
gan, and  dredging  a  channel  between  them. 

The  amount  expended  up  to  the  close  of  the  fiscal  year  ending  June 
30,  1803,  was  $204,487.71,  which  was  expended  in  the  construction  of 
two  2>arallel  piers,  the  north  and  south  x)ier  being  1,810  and  1,710  feet 
long  respectively,  in  dredging,  and  in  repairs  to  the  piers.  Dredging 
to  restore  the  channel  120  feet  wide  and  12  feet  deep  was  in  progress, 
and  over  one-half  of  the  desired  width  obtained. 

During  the  fiscal  year  ending  June  30, 1804,  $1,461.36  was  expended. 
Dredging  was  continued  to  July  31,  1803.  Eleven  thousand  seven 
hundred  and  sixty-five  cubic  yards  of  material  was  removed,  and  the 
channel  completed  to  a  width  of  120  feet.  Minor  repairs  were  also 
made  to  the  piers,  sheet  piling,  and  sand  fences. 

Soundings  taken  in  April,  1894,  indicated  considerable  shoaling  in 
the  channel,  it  being  but  11  feet  deep  and  60  feet  wide. 

Estimate  for  year  ending  June  30,  1804,  for  maintenance  and  repairs 
is  $18,800. 

July  1,  1893,  balance  nnexponded $2,012.29 

June  30,  1894,  amount  ozpeuded  during  fiscal  year 1, 461. 36 

July  1, 1894,  bnlnncc  unoxpcuded 550. 93 

Amoniit  appropriated  by  act  of  Aagnst  17,  1894 3,000.00 

Amount  availablo  for  flscal  year  oudlng  Juuo  30,  1895 3,  550.  93 

{Ammint  (estimated)  required  foi^ompletiou  of  existing  project 56, 088.  80 
Anountthatcnuboprotitablyexpendediu fiscal yearendin<;June30,1896    18,  800.  OQ 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
liarbor  acts  of  1866  nnd  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  J  J  13.; 

i/.  Manitoicoc  Rarbory  Wisconsin. — Previous  to  the  improvement  of 
this  harbor  but  3  feet  of  water  existed  at  the  shoalest  point  over  the 
bar  at  the  mouth  of  the  Manitowoc  Biver. 

The  original  project,  adopted  in  1852,  jirovided  for  the  construction  of 
two  parallel  piers,  220  feet  apart,  extending  Irom  the  mouth  of  the  river 
to  the  12-foot  contour  in  Lake  Michigan.  In  1881  this  was  modified  so 
as  to  secure  a  deeper  channel  by  extending  the  piers  to  a  depth  of  18J 
feet  and  dredging  to  not  less  than  14  feet. 

A  supplementary  i)roject,  for  the  construction  of  an  exterior  break- 
water 400  feet  long,  to  cost  840,000,  and  afford  protection  from  north- 
east storms,  wivs  submitted  in  1801,  and  an  appropriation  made  in 
1892  to  begin  the  work,  but  it  was  not  considered  advisable  to  com- 
mence it  until  sufficient  funds  were  provided  to  complete  it. 

The  total  amount  expended  up  to  June  30,  1893,  was  $309,388.57, 
resulting  in  the  construction  of  two  piers,  the  north  one  1,970  feet  and 
the  south  one  1,900  feet  long,  228  feet  apart  at  the  shore  line  and  2o0 
feet  at  the  outer  ends,  renewal  of  superstructure  of  piers,  and  in  the 
removal  of  201,064  cubic  yards  of  material  by  dredging. 

The  channel  had  a  navigable  depth  of  14.7  feet. 

During  the  fiscal  year  ending  June  30,  1894,  $3,788.10  was  expended 
in  rebuilding  692  linear  feet  of  the  south  pier  above  the  water  line  and 
in  minor  repairs  to  piers  and  dredging  i)lant. 
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April  1,  1894,  soundings  showed  the  depth  at  entrance  to  be  from 
16J  to  17  feet,  but  the  governing  depth  between  the  piers  was  reduced 
to  14  feet. 

In  addition  to  funds  appropriated  in  1892  for  construction  of  break- 
water, and  now  available,  the  estimated  amount  required  for  year  end- 
ing June  30, 1896,  to  complete  and  maintain  the  works  is  $5,000. 

July  1, 1893,  balance  uuoxpended $26,651.93 

June  '30, 1894,  amount  expended  during  fiscal  year .-.       3, 788. 10 

July  1,1894,  balance  unexpended ^ 22,8aS.83 

Amount  appropriated  by  act  of  August  17, 1894 20, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 42, 863. 83 

{Amount  (estimated)  required  for  completion  of  existing  project 5, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896      5, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  J  J  14.) 

15,  Sheboygan  Harbor^  Wisconsin. — Previous  to  the  improvement  of 
this  harbor  the  natural  channel  had  a  depth  not  exceeding  4  feet  on  the 
bar  at  tiie  entrance  of  the  river. 

The  original  project  for  the  improvement  of  this  harbor  was  adopted 
in  1852,  and  had  for  its  object  the  formation  of  a  12-foot  channel 
entrance  to  the  mouth  of  the  Sheboygan  River.  This  was  modified  in 
1873  so  as  to  secure  a  deeper  channel  by  further  pier  extension  and 
dredging.  Both  projects  were  completed  within  their  estimated  cost, 
and  a  channel  was  formed  100  feet  wide,  with  a  depth  of  15  to  16  feet 
between  the  piers.  This  was  farther  modified  in  1881,  the  present  proj- 
ect having  for  its  object  to  deepen  the  channel  still  further,  by  extend- 
ing the  piers  to  the  20foot  contour  in  the  lake  and  dredging  to  a  depth 
of  18  feet  between  their  outer  ends,  theflepth  decreasing  to  14  feet  at 
the  shore  line. 

The  total  expenditure  up  to  June  30, 1893,  amounted  to  $325,077.39, 
resulting  in  the  construction  of  a  north  and  a  south  pier  2,270  and 
2,387  feet  long,  respectively,  and  the  removal  by  dredging  of  289,038 
cubic  yards  of  material.    The  channel  had  a  depth  of  16  feet. 

During  the  fiscal  year  ending  June  30, 1894,  $15,861.12  was  expended. 
Each  pier  was  extended  100  linear  feet  and  minor  repairs  were  made  to 
the  piers. 

The  channel  decreased  in  depth  about  0.4  feet,  the  governing  depth 
March  28,  1894,  being  16.6  feet. 

The  north  pier  is  now  2,370  feet  long  and  the  south  pier  2,487  feet 
long. 

The  estimate  for  year  ending  June  30, 1896,  for  completion  of  exist- 
ing project,  including  $64,900  for  maintenance  and  repairs,  is  $81^900. 

July  1,  1893,  balance  unexpended $18, 371. 52 

June  30,  1894,  amount  expended  during  fiscal  year 15, 861. 12 

July  I,  1894,  balance  unexpended 2, 510. 40 

Amount  appropriated  by  act  of  August  17,  1894 25, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 27, 510. 40 

{Amount  (estimated)  required  for  completion  of  existing  project 81, 900. 00 
Amouuttbatcanbeprofitably  expended  in  fiscal  year  ending  June  30, 1896    81, 900. 00 
Ji^.ubmitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3;  1893. 

(See  Appendix  J  J  15.) 
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16,  Port  Washington  Harbor^  Wiscomin, — The  natural  channel  at 
the  mouth  of  the  Sauk  River  was  narrow,  and  at  the  shoalest  point 
bad  a  depth  of  but  1  foot. 

The  original  project  for  the  improvement  of  this  harbor  was  adopted 
in  1869,  and  provided  for  two  parallel  piers,  extending  to  10  feet  of 
water  in  Lake  Michigan,  and  the  excavation  of  an  interior  basin.  This 
plan  was  modified  in  1870  and  again  in  1876,  and  now  provides  for  the 
excavation  of  two  interior  basins,  with  a  combined  area  of  b%  acres, 
with  a  depth  o£.12  feet,  and  a  channel  of  the  same  depth  connecting  the 
basins  with  the  lake. 

The  total  expenditure  up  to  June  30,  1893,  was  $183,751.05,  and 
resulted  in  the  construction  of  a  north  and  south  pier  920  and  1,226 
feet  long,  respectively,  with  400  feet  of  revetment  along  the  north  bank 
of  the  river,  extending  to  the  inner  end  of  the  south  pier;  in  the  for- 
mation of  two  interior  dredged  basins  of  2f  and  3  acres  respectively. 
The  north  basin  had  a  depth  of  12  feet  over  nearly  its  entire  area,  and 
a  narrow  channel  12  feet  in  depth  from  abreast  the  inner  end  of  the 
north  pier  to  the  upper  end  of  the  west  basin,  although  the  average 
depth  did  not  exceed  8  feet. 

There  was  expended  during  the  fiscal  year  ending  June  30,  1894,  $63 
for  minor  repairs  to  piers. 

Soundings  taken  in  March,  1894,  indicated  a  ruling  depth  of  water- 
in  the  entrance  channel  of  10  feet. 

The  estimate  for  year  ending  June  30, 1896,  is  $12,000,  for  restoration 
and  maintenance  of  channel  and  repairs  to  piers. 

July  1, 1893,  balance  unexpended '. $285. 45 

J  nne  30,  1894,  amount  expended  during  fiscal  year r  •  63. 00 

July  1,  1894,  balance  unexpended 222. 45 

Amount  appropriated  by  act  of  August  17,  1894 5, 000. 00 

Amonnt  available  for  fiscal  year  ending  June  30,  1895 5, 222. 45 

C  Amount  tbat  can  be  profitably  expended  in  fiscal  year  endins  JnneSO,  1896    12, 000. 00 
2  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  J  J  10.) 

17.  Harbor  of  refuge  at  Milwaukee  Bay^  Wisconsin. — The  project  for 
the  work  was  approved  in  1881,  and  contemplated  the  formation  of  an 
artificial  harbor,  inclosing  a  portion  of  Lake  Michigan  forming  Milwau- 
kee Bay,  within  a  breakwater  of  crib  work  upon  a  stone  foundation. 
This  harbor  will  furnish  417  acres  of  safe  mooring  ground  beyond  the 
18-foot  contour  and  about  twice  this  area  beyond  the  12-foot  contour. 

The  actual  length  of  the  breakwater  when  completed  will  be  7,250 
feet. 

Work  began  in  1881,  and  up  to  June  30, 1893,  there  had  been  expended 
$480,717.62,  resulting  in  the  completion  of  4,150  running  feet  of  sub- 
structure and  3,850  feet  of  superstructure. 

During  the  fiscal  year  ending  June  30, 1894,  one  100-foot  crib  was 
sunk  in  the  gap  left  by  the  overthrow  of  two  adjoining  50-foot  cribs, 
400  linear  feet  of  new  superstructure  was  constructed,  1,500  linear  feet 
of  old  superstructure  badly  damaged  by  the  storm  of  April,  1893,  was 
rebuilt,  and  the  outer  arm,  1,950  feet  in  length,  was  reenforced  by  stone 
thrown  in  against  both  lake  and  harbor  sides.  The  amount  expended 
for  the  above  work  and  for  lightship  at  south  end  of  breakwater  dur- 
ing the  fiscal  year  was  $81,626.34. 

The  length  of  the  substructure  (crib  and  stone  foundation)  is  now 
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4,250  feet,  and  of  the  superstructure  4,150  feet,  leaving  3,000  feet  of 
substructure  and  3,100  fe4t  of  superstructure  to  be  constructed  to  com- 
plete tlic  work. 

The  harbor  is  now  used  to  a  considerable  extent  as  a  shelter  from 
easterly  and  northeasterly  storms,  and  its  value  will  rapidly  increase 
as  the  breakwater  is  extended. 

The  estimate  for  the  year  ending  June  30,  1896,  for  continuing  the 
project  is  $188,737.91. 

.July  1, 1893,  balance  unexpended _ $85, 544. 47 

June  30, 1894,  amount  expended  during  fiscal  year 81,  626. 34 

July  1, 1894,  balance  unexpended -. 3,918.13 

Amount  appropriated  by  act  of  August  17,1894 45,000.00 

Amount  available  for  fiscal  year  ending  June  30, 1895 48, 918. 13 

(Amount  (estimated)  required  for  completion  of  existing  project 188,737.91 
Amount  thatcan  beprofitably  expendedin  fiscal  year  ending  June30,1896  188, 737. 91 
Submitted  in  compliance  witli  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  J  J  17.) 

18.  MilwauJcee  Harbory  Wisconsin. — The  original  depth  of  water  at 
the  mouth  of  the  Milwaukee  River  was  not  more  than  3J  feet. 

The  original  project  was  adopted  in  1852,  and  was  directed  to  secur- 
ing 12  feet  of  water  at  the  entrance  to  the  river  and  to  protecting  the 
channel  by  parallel  piers.  In  ISGSthis  was  modified  so  as  to  secure  a 
channel  18  feet  deep  by  extending  the  piers  600  feet  and  dredging. 
The  project  has  been  completed,  and  consequently  the  only  expendi- 
tures now  demanded  are  for  the  maintenance  of  the  piers  by  timely 
repairs  and  of  the  depth  of  the  channel  by  dredging. 

Up  to  the  eloi?e  of  the  fiscal  year  ending  June  30, 1803,  there  had 
been  expended  on  this  harbor  $331,896.00,  in  addition  to  $321,355.66 
expended  by  the  city  of  Milwaukeee,  resulting  in  the  completion  of  the 
mwlified  project  of  1868. 

During  the  fiscal  year  ending  June  30,  1894,  $6,870.55  has  been 
expended  in  taking  soundings  and  in  repairs. 

Soundings  taken  in  March,  1894,  show  that  between  the  piers  there 
is  a  channel  100  feet  wide  and  slightly  more  than  16  feet  deep. 

The  estimate  for  the  year  ending  June  30,  1896,  for  repairs  to  piers 
and  for  dredging  is  $20,000. 

July  1, 1893,  balance  unexpended $7,529.27 

Juuo  ^,  1894,  amount  expeudod  during  fiscal  year 6,  870. 55 

July  1 ,  1894,  balance  unexpended 658. 72 

Amount  appropriated  by  act  of  August  17, 1894 7,  000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 7, 658. 72 

Amount  that  can  beprofitably  expended  in  fiscal  year  ending  June  30, 1896    20, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  J  J  18.) 

19.  Racine  Harbor^  Wisconsin. — The  entrance  to  this  harbor  origi- 
nally varied  in  depth  from  absolute  closure  after  storms  to  about  6  feet. 

The  original  project  was  adopted  in  1842  or  1843,  and  contemplated 
a  channel  12  feet  deep.  In  1866  the  project  was  modified  to  provide  a 
channel  15  feet  deep. 
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The  project  was  further  modified  in  1889,  providing  for  300  feet  exten- 
sion to  the  north  pier,  500  feet  to  the  south  pier,  and  an  increase  of 
channel  depth  of  water  to  16  feet. 

There  had  been  expended  up  to  June  30,  1893,  $265,909.21  in  the 
eons^tructioij  of  a  north  and  south  pier  1,460  and  1,270  feet  long,  respec- 
tively, and  in  dredging  the  channel  to  16  feet  depth  of  water. 

The  work  done  during  the  fiscal  year  ending  June  30,  1894,  con- 
sisted in  extending  the  north  pier  150  feet  and  the  soutli  pier  100  feet,  in 
repairing  the  (old)  end  of  the  north  pier  damaged  by  collision,  and  in 
dredging  a  channel  between  the  piers  60  feet  wide  and  14i  deep.  The 
amount  expended  on  the  above  work  during  the  fiscal  year  was 
$23,751.34.  To  complete  the  pier  extension  contemplated  by  the  modi- 
fied project  of  1889  there  remain  to  be  constructed  150  linear  feet  of 
north  pier  and  200  linear  feet  of  south  pier. 

The  constant  shoaling  of  the  entrance  to  this  harbor  shows  that  until 
these  pier  exten'^ions  are  finished  it  will  be  impossible  to  secure  a  per- 
manent channel  of  the  projected  depth.  About  1,100  feet  of  the  super- 
structure of  the  piers  should  be  rebuilt. 

The  estimate  for  the  year  ending  June  30,  1896,  for  completing  pres- 
ent project,  including  $17,000  for  repairs  to 'piers  and  for  dredging,  is 
$36,500. 

July  1,  1893»  balance  unexpended ^ $23,815.79 

Jnue  30,  18S4,  amount-  expended  during  fiscal  year 23, 751. 34 

July  1,  1894,  balnnco  nnexpended 64. 45 

Amount  appropriated  by  act  of  August  17, 1894 20,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 20, 064. 45 


'Amount  (estimated)  required  for  completion  of  existing  project 19,500.00 

Amount  (estimated)  required  for  repairs  and  maintennuce 17, 000. 00 

Amoiinttluitcau  bo  profitably  expended  infiscalyearendiugJuueSO,  1896    36, 500. 00 
Submitted  iu  compliance  witli  reciuiremeuts  of  sections  2  of  river  and 
harbf^r  acts  of  1866  and  1867  aud  of  sundry  civil  act  of  Marcb  3, 1893. 

(See  Appendix  J  J  19.) 

20.  Kenosha  Harbor^  WisconHin. — The  original  depth  of  water  at  the 
uioutli  of  Pike  Greek  varied  from  nothing  to  3  feet. 

Tlie  original  plan  of  improvement  was  adopted  in  1852,  and  was 
directed  to  securing  a  channel  V2  feet  deep  by  constructing  parallel 
piers  and  dredging  between  them.  This  plan  was  modified  in  18(i6  so  as 
to  secure  15  feet  of  water  by  extending  the  piers  and  dredging  deeper. 

A  further  modification  of  the  project  was  made  in  1889,  providing 
for  the  extension  of  the  north  pier  300  and  the  soutli  pier  OUO  feet. 

The  amount  expended  upon  this  harbor  up  to  June  30, 1893,  resulted 
in  the  construction  of  two  piers,  north  and  south,  1,600  and  950  feet  in 
length,  respectively,  150  feet  apart,  with  a  channel  of  varying  depth. 
In  1875  and  1876  the  channel  was  dredged  to  15  feet,  but  subsequent 
appropriations  sufficed  only  to  maintain  a  channel  of  about  12  feet. 
An  area  of  about  3  acres  was  also  dredged  in  the  inner  harbor  to  a 
depth  of  14  feet. 

The  work  done  during  the  fiscal  year  ending  June  30, 1894,  consisted 
in  extending  the  north  pier  100  feet  and  the  south  pier  50.  The  amount 
expended  on  this  work  was  $14,814.44.  To  complete  the  pier  exten- 
sion contemplated  by  the  modified  project  of  1889  there  remain  to  be 
constructed  200  linear  feet  of  north  pier  and  400  linear  feet  of  south 
pier.  The  present  channel  between  the  ])icrs  and  through  the  bar 
between  the  pier  heads  carries  only  13  feet,  and  until  the  piers  are 
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extended  as  contemplated  in  the  project  it  will  be  impossible  to  main- 
tain a  channel  of  the  projected  depth  (15  feet).  It  is  proposed  to  dredge 
at  once  about  4,000  cubic  yards  of  material  to  secure  a  channel  60  feet 
wide  and  14^  feet  deep. 

The  estimate  for  the  year  ending  June  30, 1896,  for  completing  pres- 
ent project,  including  $20,000  for  repairs  to  piers  and  for  dredging,  is 
$54,500. 

July  1, 1893,  balance  unexpended $15,848.44 

June  30, 1894,  amount  expended  during  fiscal  year 14, 814. 44 

July  1, 1894,  balance  unexpended 1, 034. 00 

Amount  appropriated  by  act  of  August  17, 1894 15, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 16, 034. 00 


■  Amount  (estimated)  required  for  completion  of  existiijg  project 34, 500. 00 

Amount  (estimated)  required  for  repairs  and  maintenance c 20, 000. 00 

Amountthatcan beprofitably expendedinfiscalyearendinff June30, 1896  54, 500. 00 
Submitted  in  compliance  with  requirements  of  sections  *J  of  river  and 

,     harbor  acts  of  1866  and  1867  and  of  sundry  civU  act  of  March  3, 1893. 

(See  Appendix  J  J  20.) 

21.  Waukegan  Harbor,  Illinois. — Previous  to  the  improvement  there 
was  no  navigable  channel  or  natural  harbor  at  this  place,  the  adopted 
project  contemplating  the  construction  of  an  artificial  harbor. 

A  project  was  adopted  in  1852  which  provided  for  the  construction  of 
a  breakwater  parallel  to  the  sliore  in  20  feet  of  water.  One  crib  was 
placed  in  position,  but  was  carried  away  by  a  storm. 

The  present  project  was  adopted  in  1880,  and  provides  for  the  con- 
struction of  an  exterior  basin  of  suflftcient  capacity  for  local  trade,  by 
inclosing  a  portion  of  Lake  Michigan  with  pile  piers,  the  entrance 
channel  between  the  piers  and  the  inclosed  area  to  be  dredged  to  12 
feet. 

There  has  been  expended  on  this  harbor  up  to  the  close  of  the  fiscal 
year  ending  June  30, 1893,  $148,155.20,  resulting  in  the  construction  of 
2,878.6  feet  of  pile  pier  and  tlie  removal  of  140,880.6  cubic  yards  of 
material  from  the  entrance  channel  and  basin. 

The  work  done  during  the  fiscal  year  ending  June  30, 1894,  consisted 
in  extending  the  north  pier  216  feet  and  the  south  pier  160  feet.  The 
amount  expended  for  this  work  and  for  care  of  harbor  and  property 
during  the  fiscal  year  was  $22,961.57. 

The  north  pier  is  completed ;  the  south  pier  lacks  238  feet  of  the  pro- 
jected length.  Soundings  taken  in  April,  1894,  show  the  depth  in  the 
basin  and  channel  to  be  10  feet. 

The  estimate  for  the  year  ending  June  30, 1896,  for  completing  pres- 
ent project,  dredging  channel  and  basin,  and  repairing  piers,  is  $41,000. 

July  1,  1893,  balance  unexpended $26,844.8© 

Juiie  30,  1894,  amount  expended  during  fiscal  year 22, 961. 57 

July  1,  1894,  balance  unexpended 3,883.23 

Amount  appropriated  by  act  of  August  17, 1894 20, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 23, 883. 23 


{Amount  (estimated)  required  for  completion  of  existing  project 41, 000. 00 
Amountthatcan  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    41, 000. 00 
Submitted   in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  J  J  21.) 
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J2J9,  Fox  Biver,  Wisconsin. — The  works  for  the  improvement  of  the 
Fox  River  ^ere  purchased  by  the  United  States  from  the  Green  Bay 
and  Mississippi  Canal  Company  in  1872.  With  the  exception  of  1 
stone  lock  they  were  all  temporary  structures,  and  were  in  bad  condi- 
tion. There  was  no  low-water  navigation  on  the  Upper  Fox,  and  on 
the  Lower  Fox  navigation  was  uncertain. 

The  adopted  project  for  the  improvement  of  the  Fox  River  contem- 
plated the  replacing  of  the  temporary  structures  with  permanent  works, 
the  construction  of  5  additionjd  locks  on  the  upper  river,  and  widening 
and  deepening  the  channels  throughout  the  river  and  canals  to  6  feet 
depth  and  100  feet  width.  The  estimate  for  both  rivers  made  in  1874 
and  1876,  was  $3,745,663. 

The  work  is  now  carried  on  under  the  project  of  a  Board  of  Engi- 
neers submitted  September  17, 1884,  published  in  the  Annual  Report  of 
the  Chief  of  Engineers  for  1885,  approved  by  the  Secretary  of  War 
December  10,  1885,  as  further  modified  by  authority  of  the  Chief  of 
Engineers  May  14, 1886. 

The  project  provides  for  the  renovation  of  11  old  locks,  the  deepening 
and  widening  of  the  channel  of  the  Fox  River  from  Montello  to  Green 
Bay  to  6  feet  depth  and  100  feet  width,  and  that  from  Portage  to  Mon- 
tello 4  feet  of  water  at  low  water  be  maintained.  The  estimate  for 
this  was  $602,000. 

The  amount  expended  on  the  Fox  and  Wisconsin  rivers  from  1867 
up  to  the  close  of  the  fiscal  year  ending  June  30,  1893,  including 
$145,000  paid  to  the  Green  Bay  and  Mississippi  Canal  Company  for 
works  of  improvement  under  act  of  June  10, 1872,  was  $2,665,000,  and 
under  modified  project  for  the  Fox  River,  $315,747.53,  making  a  total  of 
$2,980,747.53. 

The  result  of  the  expenditure  upon  the  Fox  River  was :  The  construc- 
tion of  14  new  locks  of  stone;  16  dams,  3  of  which  are  temporary;  12 
cut-offs;  a  head  wall  and  feeder  at  the  old  first  lock  at  Appleton;  a 
wing  dam  of  brush  and  stone  for  shore  protection  to  the  Portage  Levee; 
guard  gates  at  head  of  Kaukauua  Canal;  rebuilding  canal  banks  at 
Kaukauna;  a  channel  75  feet  wide  and  450  feet  long  by  blasting  and 
dredging  the  rock  bar  below  DePere  lock  to  from  4  to  12  inches  below 
the  top  of  the  lower  miter  sill ;  channel  below  DePere  excavated  to  12J 
feet  depth  for  a  width  of  from  50  to  60  feet ;  deepened  channels  at  mouth 
of  Fond  du  Lac  River;  Neenah  Channel;  Fox  River  at  head  of  Lake 
Butte  des  Morts:  Grignon  Rapids;  below  Little  Chute  and  Rapide 
Croche  locks;  and  in  the  canals  and  Upper  Fox  River. 

If  it  were  not  for  the  millers  at  Menasha  and  Kaukauna  drawing  the 
water  down  below  the  crests  of  the  dams,  boats  drawing  full  6  feet 
could  have  run  at  any  time  during  the  season  of  navigation  from  Osh- 
kosh  to  Green  Bay.  At  Menasha  the  water  stood  below  the  crest  of 
the  dam  from  the  middle  of  July,  1893,  continuously  to  the  early  part 
of  April,  1894,  and  at  times  it  was  as  much  as  IJ  feet  below.  At  Kau- 
kauna there  were  times  when  there  was  not  2  feet  of  water  on  the  breast 
wall  of  the  first  lock.  Navigation  is  absolutely  at  the  mercy  of  the 
water  users.  A  suit  brought  by  the  United  States  eight  years  ago  to 
restrain  the  water  users  at  Menasha  and  i^eenah  from  drawing  the 
pool  below  the  crest  of  the  Menasha  Dam  is  still  pending,  and  until  it 
is  decided  in  favor  of  the  United  States  navigation  can  only  be  expected 
to  languish. 

Navigation  was  closed  by  ice  on  the  Upper  Fox  on  November  16, 
1893,  and  on  the  Lower  Fox  on  November  22, 1893,  and  resumed  on  both 
rivers  on  April  20, 1894. 
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During  the  fiscal  year  ending  June  30, 1894,  $34,918.39  was  expended 
and  the  following  work  done:  The  new  lock  at  Portage  finished ;  dretlg- 
ing  in  Grignon  Kapids,  and  in  the  river  between  Rapide  Croche  Dam 
and  Wrightstown  bridge,  completed;  a  masonry  wasteweir  and  culvert 
at  head  of  combined  lock  constructed;  wing- walls  at  Kaukauna  fourth 
lock  rebuilt,  and  587  linear  feet  of  cement-laid  rubble  masonry  core- 
wall  constructed  in  the  canal  banks  of  the  fourth  and  fifth  levels  at 
Kaukauna;  and  minor  repairs  made  to  locks,  dams,  lock  house^s,  boats, 
and  dredges. 

An  appropriation  of  8100,000  is  recommended  for  the  fiscal  year  end- 
ing Juno  30,  1896. 

July  1, 1893,  balance  unexpoiuled $50,420.86 

Jiiue  30, 1894,  amount  expendod  during  fiacal  j'ear ^,  918. 39 

July  1, 1894,  balance  unexpended 15,502.47 

July  1, 1894,  outstanding  liabilities 2,4<>1.37 

July  1, 1894,  balance  available 13,038.10 

Amount  appropriated  by  act  of  August  17, 1894 37, 500. 00 

Amoant  available  for  fiscal  year  ending  June  30, 1895 50, 538. 10 

f  Amount  (estimated)  required  for  completion  of  existing  project 243, 250. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Juno  30, 1896  100, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  J  J  22.) 

23.  Operating  and  care  of  locJcs  and  dams  on  Fox  River ,  Wisconsin. — 
Under  the  continuous  appropriation  for  operating  and  care  of  canals  and 
other  works  of  navigation,  it  is  proposed  to  maintain  existing  naviga- 
tion by  timely  repairs  to  old  locks  until  they  are  replaced  by  new,  and 
to  continue  repairs  of  works  that  have  already  been  completed  and 
used,  injured  by  floods  or  otherwise. 

During  the  fiscal  year  ending  June  30,  1894,  $30,958.24  has  been 
exi)ended,  the  detailed  statement  appended  to  the  report  of  the  local 
engineer  officer  showing  the  items  of  expenditure. 

(8ee  xlppeiidix:  J  J  23.) 

J24.  Removing  stinken  vessels  or  craft  obstructing  or  endangering  navi- 
gation. —  Wreck  of  schooner  Mount  Vernon^  Root  River ^  Racine^  Wis. — As 
this  vessel  was  sunken  in  the  Root  River,  near  the  head  of  the  navi- 
gable channel,  it  was  an  obstruction  to  navigation.  On  March  5, 1804, 
the  wreck  was  floated  and  hauled  out  on  the  bank  of  the  river  under 
contract,  and  is  no  longer  an  obstruction  to  navigation.  Subsequently, 
April  5,  1894,  the  wreck  was  sold  at  public  auction,  the  net  proceeds  of 
the  sale  being  $15.32.    The  total  cost  of  the  w^ork  was  $210.54. 

(See  Appendix  J  J  24.) 

IMPROVEMENT  OP  CHICAGO  AND  CALUMET  HARBORS  AND  ILLINOIS 
RIVER,  ILLINOIS,  AND  CALUMET  RIVER,  ILLINOIS  AND  INDIANA; 
ILLINOIS  AND   MISSISSIPPI   CANAL. 

This  district  was  in  the  charge  of  Capt.  W.  L.  Marshall,  Corps  of 
Engineers,  having  under  his  immediate  orders  Lieut.  Henry  Jervey, 
Corps  of  Engineers,  the  entire  year,  and  Lieut.  Chester  Harding,  Cor]>8 
of  Engineers,  to  May  2. 1894;  Division  Engineer,  Col.  O.  M.  Poe,  Corps 
of  Engineers. 
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1.  Chicago  Harbor, — ^Tbe  i)resent  project  was  adopted  in  1870,  and 
coutemplated — 

a.  The  formation  of  an  outer  harbor  or  basin,  by  inclosing  a  portion 
of  Lake  Michigan  just  south  of  and  adjoining  the  entrance  to  Chicago 
River,  for  the  puri)ose  of  increasing  the  harbor  facilities  of  Chicago. 

b.  The  construction  of  aa  exterior  breakwater  in  deep  water  north  of 
the  entrance  to  Chicago  River  and  about  1  mile  distant,  to  shelter 
the  approach  to  the  river  and  outer  harbor  entrance,  and  to  form  a  har- 
bor of  refuge  at  the  southern  end  of  Lake  Michigan. 

The  expenditures  upon  this  i>roject  since  1870  have  resulted  in  the 
completion  of  the  outer  harbor,  except  267,000  cubic  yards  of  dredging 
still  remaining  to  be  done  to  attain  16  feet  depth  of  water  at  low  water 
throughout  the  required  basin ;  iu  the  completion  of  the  exterior  break 
water,  6,413  feet  in  length ;  in  keeping  the  entrance  to  Chicago  River, 
which  constitutes  theinnerlTarborof  Chicago,  dredged;  in  maintaining 
the  various  piers  and  breakwaters,  and  in  maintaining  in  serviceable 
condition  the  plant  pertaining  to  the  work. 

During  the  liscal  year  ending  June  30, 1894,  no  work  was  done  upon 
the  exterior  brcjikwater,  it  having  been  completed.  At  the  outer  basin 
andsouthpier,  Chicago  Harbor,the  contract  with  the  Wisconsin  Dredge 
and  Dock  Company,  of  Manitowoc,  Wis., for  rebuilding  superstructures 
over  southerly  breakwater  outer  basin,  and  south  pier,  Cliicago  Harbor, 
was  continued  until  the  work  contracted  for  was  completed.  There 
were  placed  in  the  work  852,033  feet,  B.M.,  of  pine  timber,  103.29  cords 
of  stone,  56  piles  in  clumps  of  seven,  648  pounds  dredge  chain,  576  screw 
bolt«,  and  04,230  i)onnds  iron  driftbolts.  The  piers  at  the  entrance  to 
Chicago  River  seaward  of  the  shore  line  and  of  the  outer  ba^in. are  now 
practically  new  and  in  excellent  condition,  except  over  500  linear  feet 
of  the  southerly  breakwater  which  will  soon  needrebuilding« .  The  older 
piers  that  are  now  within  the  shore  line,  due  to  natural  and  artificial 
accretions  to  the  land,  are  in  bad  condition  and  have  been  practically 
abandoned  by  the  United  States  as  forming  part  of  the  dockage  of  Chi- 
cago River,  except  that  portion  of  the  south  pier  forming  the  north  limit 
of  the  Illinois  Central  Railroad  docks. 

In  the  last  Annual  Report  of  the  Chief  of  Engineers  the  super- 
structure over  the  exterior  breakwater  was  reported  as  in  greater  part 
in  need  of  rebuilding.  This  superstructure  was  damagetl  throughout 
by  the  great  storm  of  May  18,  1894,  and  immediate  and  expensive 
repairs  are  needed  to  this  superstructure  in  order  to  save  the  now 
remaining  sound  parts,  the  newer  as  well  as  the  older  work  having  sus- 
tained damage.  The  estimate  now  made  for  repairs  will  have  to  be 
materially  increased  if  repairs  can  not  be  made  before  the  next  winter's 
storms. 

The  estimate  submitted  is  for  superstructure  over  3,240  linear  feet 
of  the  exterior  breakwater  originally  constructed  in  1881-1883,  for 
repairing  damages  to  the  more  recent  work,  and  for  refilling  with  stone 
and  covering  the  entire  structure  with  a  decking  6  inches  thick.  It  is 
now  more  economical  to  continue  the  use  of  crib  work  tilled  with  riprap, 
and  on  that  basis  the  estimates  are  submitted. 

There  is  also  a  large  amount  of  dredging  to  be  done  in  the  outer 
basin,  estimated  at  267,000  cubic  yards,  to  gain  16  feet  of  water  in  the 
harbor  beyond  the  dock  lines.  This  work  is  not  pressing,  as  the  outer 
harbor  is  not  used  for -commercial  purposes  to  any  extent  and  further 
work  thereon  beyond  maintenance  should  await  the  demand  for  some 
useful  purpose. 
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The  estimate  submitted  also  provides  for  means  for  keeping  the 
entrance  to  Chicago  Harbor  dredged  and  the  contingency  of  an  increase 
in  damage  to  the  exterior  breakwater  due  to  delay  in  repairs  thereto. 

July  1,  1893,  balance  unexpended $62,780.59 

June  30,  1894,  amount  expended  during  fiscal  year 35,  331. 17 

July  1,  1894,  balance  unexpended 1 27,449.42 

July  1,  1894,  outstanding  liabilities 200.00 

July  1,  1894,  balance  available 27,249.42 

Amount  appropriate<l  by  act  of  August  17,  1894 80,000.00 

Amount  available  for  iiscal  year  ending  June  30,  1895 107,  24!).  42 

(Amount  (estimated)  required  for  maintenance 100, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896  100, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  K  K  1.) 

2.  Calumet  Harbor^  Illinois, — This  improvement  is  to  furnish  a  safe 
and  practicable  entrance  to  Calumet  Eiver  and  the  port  of  South 
Chicago  by  parallel  piers  ^00  feet  apart,  extending  from  shore  to  deep 
water  in  the  lake,  and  by  dredging  between  them  to  16  feet  in  depth 
at  low  water. 

The  work  commenced  in  1870,  and  at  the  close  of  the  fiscal  year  end- 
ing June  30, 1894,  there  had  been  expended  $441,262.30,  as  the  result 
of  which  3,640  linear  feet  of  the  north  pier  and  2,020  linear  feet  of  the 
south  pier  have  been  completed,  and  471,364  cubic  yards  of  material 
dredged,  giving  a  channel  16  feet  in  depth  instead  of  7  feet,  as  origi- 
nally existed. 

The  channel  is  now  250  feet  in  width,  16  feet  in  depth  below  extreme 
low  water  in  Lake  Michigan,  and  extends  from  a  similar  depth  in 
Lake  Michigan  to  the  beginning  of  the  16-foot  channel  in  the  Calumet 
Eiver. 

During  the  fiscal  year  ending  June  30, 1894,  the  contract  entered  into 
the  previous  year  for  rebuilding  superstructure  over  1,600  linear  feet  of 
pier  work  and  for  320  linear  feet  of  sheet  piling  was  completed,  requiring 
for  completion  only  the  sheet  piling  286  linear  feet,  the  Calumet  and 
Chicago  Canal  and  Dock  Company  having  built  the  remainder  of  the 
320  feet  in  connection  with  the  angle  of  their  new  dock. 

One  thousand  eight  hundred  and  thirty-seven  feet  of  superstructure 
is  in  a  deplorable  state  of  decay  and  needs  immediate  renewal,  in  addi- 
tion to  which  there  are  634  linear  feet  of  superstructure  over  pier  work 
in  bad  condition. 

The  south  pier  should  be  prolonged  800  feet,  but  it  is  not  advisable 
to  undertake  new  work  until  the  existing  piers  are  put  in  good  con- 
dition. 

The  estimate  submitted  is  therefore  for  repair  and  maintenance  only, 
the  project  for  this  harbor  as  far  as  approved  having  been  completed. 

July  1, 1893,  balance  unexpended $10,380.94 

June  30, 1894,  amount  expended  during  fiscal  year 4, 243. 24 

July  1, 1894,  balance  unexpended 6, 137. 70 

July  1,1894,  outstanding  liabilities 104.44 

July  1, 1894,  balance  available 6,033.26 

Amount  appropriated  by  act  of  August  17, 1894 15,000.00 

Amount  available  for  fiscal  year  ending  June  30, 1895 21, 033. 26 
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[  Amonnt  ^estimated)  required  for  maintenance $30, 000. 00 

j  Amonnt  tnat  can  beprotitably  expended  in  fiscal  year  ending  June 30, 1896    30, 000. 00 
I  Submitted  in  oompliance  with  requirements  of  sections  2  of  river  and 
I     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  K  K  2.) 

3.  Calumet  Biver,  Illinois  and  Indiana. — The  object  of  this  improve- 
meDt  as  far  as  projected  is  to  secure  a  channel  200  feet  in  width  and  16 
feet  in  depth  below  low- water  plane  in  Lake  Michigan,  from  the  mouth 
of  the  Calumet  River,  at  Calumet  Harbor,  Illinois,  to  one-half  mile 
east  of  Hammond,  Ind.,  with  a  view  to  increasing  the  facility  for 
handling  the  commerce  of  this  region,  and  also  to  aid  in  providing 
means  for  the  better  accommodation  of  much  of  the  conmierce  of  Chicago 
River,  which  river  is  very  much  crowded.  The  original  depth  of  navi- 
gation in  this  river  varied  from  6  to  10  feet. 

The  various  acts  of  Congress  and  the  limitations  mada  by  law  upon 
the  expenditure  of  the  appropriations  thereby  made  belore  work  was 
systematically  inaugurated  upon  this  improvement  are  given  in  the 
Annual  Report  of  the  Chief  of  Engineers  for  the  year  ending  June  30, 
1889. 

Since  the  beginning  of  the  improvement  there  has  been  removed 
1,650,898  cubic  yards  of  material,  making  a  channel  3  miles  and  3,330 
feet  in  length,  of  which  a  short  portion,  where  rock  and  other 
undre<lgeable  material  was  encountered,  is  incomplete,  there  remaining 
less  than  9,000  cubic  yards  to  be  removed. 

This  material  can  be  most  economically  removed  after  all  of  this 
class  shall  have  been  revealed  by  further  work. 

The  amount  expended  by  the  United  States  to  the  close  of  the  fiscal 
year  ending  June  30, 1894,  is  $245,167.13,  of  which  $204,754,67  has 
been  expended  below  the  forks  of  the  Calumet,  including  $5,000  paid 
for  legal  expenses  in  securing  rights  of  way  and  releases  from  damages 
due  to  the  proposed  improvement,  required  by  the  act  of  July  5,  1^4, 
and  $40,412.46  for  work  between  the  forks  of  the  Calumet  River  and 
one-half  mile  east  of  Hammond,  Ind. 

During  the  fiscal  year  ending  June  30,  JSM/there  were  dredged 
under  contract  421,480  cubic  yards 'from  the  cliauuel  below  the  forks 
and  91,962  cubic  yards  from  the  channel  between  the  forks  of  the  Cal- 
umet and  one-half  mile  east  of  Hammond,  Ind.  Part  of  the  dredging 
below  the  forks  was  in  restoring  the  channel  which  has  materially 
deteriorated.  Twenty  thousand  nine  hundred  and  forty-six  cubic  yards 
of  this  latter  dredging  was  under  a  contract  that  is  still  in  progress, 
and  was  not  paid  for  during  the  fiscal  year. 

The  fill  due  to  rains  and  to  floods  in  the  Calumet  River,  and  the 
sewage  and  filth  from  houses  and  manufacturing  establishments  rapidly 
reduces  the  depths  attained  by  dredging.  The  estimates  submitted  to 
Congress  are  for  once  securing  the  desired  channel,  but  in  some  cases, 
especially  on  the  section  above  the  Forks,  the  channel  has  been  thrice 
dredged  and  is  now  no  better  than  before  the  work  was  inaugurated. 

Below  the  Forks  there  has  been  a  deposit  of  25  per  cent  of  the  total 
dredging  done.  Without  repeated  redredging  the  channel  will  speed- 
ily revert  to  its  original  area  of  cross-section  or  discharge  capacity. 

The  improvement  of  the  lower  section  of  this  river  has  resulted  in 
attracting  many  enterprises  of  magnitude  depending  upon  marine  com- 
merce for  prosperity,  and  there  are  evidences  of  increased  activity  in 
the  direction  of  development  here,  especially  in  the  construction  of  ele- 
vators for  handling  a  large  part  of  the  grain  trade  of  Chicago. 

The  estimate  submitted  is  for  redredging  the  channel  below  the 
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Forks,  and  extending  the  work  southward  from  One  hundred  and  eight- 
ecntli  street. 

July  1, 1893,  balauce  unexpended $72,156.01 

June  30,  1894,  amount  expended  during  Ascal  year 62, 323. 14 

July  1,  1894,  balance  nnexpended 9,832.87 

July  1,  1894.  outstandiug  liabilities.... 2,241.21 

July  1,1894,  balance  available 7,591.66 

Amouut  appropriatetl  by  act  of  August  17,  1894 45, 000. 00 

Amount  ayailable  for  iiscal  year  ending  Juno  30,  1895 52, 591. 06 

{Amount  (estimated)  required  for  completion  of  existing  project 700, 000. 00 
Amountthatcan  be  profitably  expendedin  fiscal  yearemlingJune  30, 1896  200,  000.00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  andof  sundry  civil  act  of  March  3,  1893. 

(See  AppeMixKKS.) 

4.  Illinms  River,  Illinois. — The  present  project  was  adoi)ted  in  18S0, 
and  contemplates  the  extension  of  the  slack- water  iiiiproveiiieiit  begun 
by  the  State  of  Illinois,  from  the  mouth  of  Copperas  Creek  to  the 
Mississippi  Eiver,  a  distance  of  about  135  miles. 

The  project  includes  the  construction  of  two  locks  350  feet  long 
between  miter  sills,  75  feet  in  width  of  lock  chamber,  with  a  depth  of 
7  feet  of  water  over  sills  at  low-water  level  of  1879,  and  dredging  the 
channel  where  necessary  to  secure  7  feet  depth  of  water  at  low  water 
in  the  pools  thus  created. 

The  two  locks  and  dams  have  been  completed  and  are  in  use.  They 
are  situated,  one  at  Kampsville,  31  miles  above  the  mouth  of  the  Illi- 
nois, the  other  at  La  Grange,  79  miles  above  the  mouth  of  the  river. 

The  ultimate  object  of  the  improvement  is  the  construction  of  a  water- 
way fi^oni  the  southern  end  of  Lake  Michigan  to  the  Mississippi  Elver 
of  sufiticieut  capacity  to  accommodate  lar^e-sized  Mississippi  Eiver 
steamboats,  and  for  military  and  naval  purpo-^es. 

The  State  of  Illinois,-aided  by  the  United  Slates,  has  executed  part 
of  the  project  by  the  cowstruction  of  two  locks  of  the  dimensions  above 
stated,  one  at  Hebry,  and  one. at  Copperas  Creek,  respectively,  com- 
pleting, excepting  dredging,  that  i>art  of  the  improvement  between  La 
Salle,  111.,  and  the  mouth  of  Copperas  Creek. 

In  executing  the  work,  the  United  States  have  expended  up  to  June 
30,  1894,  $1,279,279.09,  including  $25,000  from  the  appropriation  of 
August  11, 1888,  for  surveys,  and  excluding  $tJ2,3">9.80  expended  upon 
the  foundation  of  Copperas  Creek  Lock,  afterwards  completed  by  the 
State  of  Illinois. 

An  additional  amount  of  $747,747  was  exi)ended  by  tlie  State  of 
Illinois  at  Henry  and  Copperas  Creek  locks. 

During  the  fiscal  year  ending  June  30, 1894,  the  following  work  was 
done: 

Kampsville  Lock. — The  approaches  to  the  lock  were  dredged,  and  the 
cofferdam  removed;  the  gates  diked;  the  lock  walls  strengthened  at 
the  wing  walls  by  dry  rubble  backing.  Crib  guides  and  pile  clumps 
placed  at  the  head  of  the  lock ;  the  filling  behin'l  lock  walls  completed ; 
the  maneuvering  gear  placed  and  the  lock  opened  to  navigation. 

Kampmille  Darn. — Work  was  resumed  on  this  dam  July  10;  the 
channel  closed  for  navigation  August  19;  navigation  through  the  lock 
l)egun  August  29,  and  the  dam  completed  Sei>tember  30,  1894.  The 
filling  behind  the  abutment  of  the  dam  and  the  levee  to  prevent  cut- 
ting behind  the  dam  constructed,  and  the  United  States  lands  fenced. 

The  dam  is  1,200  feet  in  length  and  7.4  feet  lift. 
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Forty  two  tbousaiid  one  hundred  and  eigbty-nine  cubic  yards  of 
dredging  was  done,  including  the  dredging  of  Hurricane  Island  Bar. 

I*iant. — Two  barges  were  built  of  (;ld  material  from  the  traveler 
trestles;  a  set  of  ways  were  constructed  for  hauling  out  the  floating 
plant  for  repairs,  and  both  dredges;  the  stenmev  Enterprise  9,\\d  the 
offi<M5  boat  thoroughly  repaired,  and  new  gates  placed  in  the  dump 
scows;  a  small  building  was  constructed  for  a  bakery. 

There  remains  to  be  done  at  this  lock  the  following  work ;  Two  build- 
ings for  lo(^k  tenders'  quarters,  and  revetments  below  the  east  abutment 
and  below  the  lock;  also  a  few  dumps  of  guide  piles. 

At  La  Grange  Lock  there  is  still  one  building  for  lock-tenders  to  be 
erected. 

To  complete  the  improvement  there  remains  dredging  to  the  amount 
of  2,000,000  cubic  yards  between  Coi)peras  Creek  and  the  mouth  of  the 
IlliDois. 

Tins  work  is  necessary  in  any  event,  and  to  complete  it  will  require 
an  increase  in  the  dredging  plant  and  new  hulls  for  the  dredges  now 
on  hand.  For  these  and  other  reasons  heretofore  stated  the  balance 
($77,500)  of  the  original  estimate  for  this  work  will  not  be  sufficient  to 
complete  the  dredging.  There  are  also  many  snags  and  logs  in  the 
channel,  and  provision  for  a  snagging  outfit  for  this  river  is  essential. 

July  1,  1893,  balance  unexpended $76, 844. 14 

Jiine  30y  1894,  amount  expended  during  fiscal  year $69, 745. 12 

August,   1893^,  refunded  Capt.   Marsball,  account  erroneous 

deiMM»it,  1892 5.50 

69,750.62 

July  1 ,  1894,  balance  unexpended 7,  093. 52 

July  1,  1894,  outstanding  liabilities 1,697.28 

July  1,  18W,  balance  available '.     5,396.24 

Amonat  appropriated  by  act  of  August  17, 1894 , . .  35, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 40,  396. 24 

{  Amount  (estimated)  required  for  completion  of  existing  project -  77, 500. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896.  77,  500. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  K  K  4.) 

5.  Operating  and  care  of  La  Orange  and  Kampsvillc  Locks  and  DamSy 
Illinois  River, — These  locks  and  dams  have  been  maintained  and  oper- 
ated under  the  general  indefinite  appropriation  '-for  operating  and 
care  of  canals  and  other  works  of  navigation"  contained  in  section  4 
of  the  river  and  harbor  act  of  July  5,  18S4 — the  La  Grange  Lock 
throughout  the  year  and  the  Kanipsville  Lock  since  the  completion  of 
the  dam,  September  30, 1893. 

La  Grange  Lock. — The  work  at  this  lock  consisted  in  operating  the 
lock;  repairing  damages  to  the  levee  above  the  lock;  rebuilding  the 
ice  breaker  crib  that  had  been  damaged  by  ice;  placing  3,000  cubic 
yards  of  filling  about  the  lock- tenders'  quarters ;  repairing  and  strength- 
ening the  Head  Bay  platform,  and  in  laying  necessary  drain  tile  for 
draining  the  stagnant  depression  back  of  the  lock  house. 

Additional  snubbing  posts  were  placed  on  the  lock  walls;  the  ice 
boose  rebuilt,  and  two  temporary  buildings  erected  for  quarters  for 
laborers  engaged  in  repairs  to  the  lock. 

The  necessary  dredging  to  maintain  the  approaches  to  the  lock  was 
done  and  the  buildings  and  grounds  kci)t  in  order. 

Kampsville- Lock. — The  first  boat  i)assed  through  this  lock  August 
29, 1893.    The  lock  has  been  operated  and  maintained  since  that  date. 
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A  broken  stone  drain  was  built  along  the  lock  wall  its  full  length  to 
carry  off  surface  water.  The  step  stones  and  coping  about  the  pier 
heads  were  doweled;  17  snubbing  posts  set;  wooden  fenders  placed  to 
protect  the  gates  from  blows  from  boats,  and  the  approaches  to  the 
lock  dredged.  • 

The  tonnage  is  less  than  in  1893,  but  the  locks  were  closed  to  navi^a< 
tion  for  three  mouths  due  to  the  construction  of  Eampsville  Lock  aud 
the  repairs  at  La  Grange  Lock.  For  similar  months  there  was  an 
increase  in  tonnage. 

The  number  of  craft  passing  La  Grange  Lock  increased  from  432  in 
1892  to  475  in  1893  and  to  509  in  1894. 

The  amount  expended  during  the  fiscal  year  1894  was  for  both  locks 
$15,495.32,  including  $994.57  outstanding  liabilities  at  end  of  fiscal 
year. 

(See  Appendix  K  K  5.) 

6,  Illinois  and  Mississippi  Ganal^  Illinois. — The  object  of  this  im- 
provement is  to  furnish  a  link  in  a  navigable  water  route  from  Lake 
Michigan,  at  or  near  Chicago,  111.,  to  the  Mississippi  River,  at  the 
mouth  of  Rock  River. 

The  c<anal  is  located  upon  the  route  approved  by  the  Secretary  of 
War  October  27,  1888,  from  the  Illinois  River,  about  If  miles  above 
the  town  of  Hennepin,  at  the  great  bend  of  the  Illinois  River;  thence 
via  Bureau  Creek  Valley  to  Rock  River  at  Penney  Slough ;  thence  by 
slack  water  and  a  short  canal  around  the  lower  rapids  of  Rock  River, 
to  its  mouth.  The  canal  is  to  be  80  feet  wide  at  the  water  surface,  7 
feet  deep,  and  with  lock  chambers  170  feet  m  length  and  35  feet  in 
width. 

A  report  upon  the  detailed  location,  plans,  and  estimates  for  the 
construction  of  this  canal  was  submitted  June  21,  1890,  and  published 
by  Congress  as  House  Ex.-  Doc.  No.  429,  Fifty- first  Congress,  first 
session. 

The  river  and  harbor  act  of  September  19,  1890,  made  the  first 
appropriation  for  the  construction  of  this  canal,  and  directed  work  to 
be  begun  by  the  construction  of  one  of  the  locks  and  dams  on  Rock 
River. 

Work  was  commenced  on  this  canal  in  July  1892,  near  the  mouth  of 
Rock  River  and  since  that  date  has  been  prosecuted.  There  has  been 
expended  on  the  work  up  to  the  close  of  the  fiscal  year  ending  June 
30,  1894,  $459,869.35,  which  has  resulted  in— 

(1)  The  acquirement  of  the  right  of  way  for  4^  miles  around  the  lower 
rapids  of  Rock  River,  and  the  near  completion  of  the  work  there. 

(2)  In  the  location  on  the  ground,  and  the  preparation  of  plats  and 
descriptions  of  all  lands  needed  for  the  eastern  section  as  far  as  to 
the  feeder  junction,  and  the  acquirement  of  title  to  the  first  8  miles  of 
the  right  of  way  thereof,  by  condemnation. 

(3)  In  the  survey  of  a  new  route  from  the  feeder  junction  to  Rock 
River  and  the  preparation  of  estimates  along  that  line. 

During  the  past  fiscal  year  the  following  work  has  been  done: 
All  contracts  in  force  at  the  end  of  the  last  fiscal  year  were  com- 
pleted. Three  locks,  7  sluiceways,  1  culvert,  and  the  abutments  for  1 
ponton  bridge  have  been  conix)leted  and  the  earthwork  and  rock  excava- 
tion of  the  canal  around  the  lower  rapids  of  Rock  River  nearly  com- 
pleted. 

Material  has  been  purchased  and  is  on  hand  for  the  dams  across  Bock 
River  and  the  base  of  the  north  dam  is  in  place. 
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Material  for  piers  and  abatments  of  the  two  bridges  across  the  canal 
at  Milan  bas  been  purchased  and  delivered,  and  the  bridge  superstruc- 
tnres  contracted  for.  The  gates  of  the  three  locks  and  seven  slnice- 
waj^s  have  been  framed  and  all  placed  except  the  gates  for  Lock  37. 

It  is  expected  that  this  part  of  the  canal  will  be  completed  ready  for 
navigation  before  the  close  of  the  present  working  season. 

Eastern  section. — The  right  of  way  for  8  mUes  of  the  canal  has  been 
obtained  by  condemnation.  The  descriptions  and  abstracts  of  title  of 
lands  required  for  the  next  8  miles  are  in  the  hands  of  the  district 
attorney,  and  for  the  remainder  of  the  24  miles  of  this  section  ready  to 
submit  to  the  Department  of  Justice  for  the  necessary  proceedings  to 
acquire  title.  The  survey  for  an  alternative  route  from  feeder  junction 
to  Rock  Eiver  was  completed  and  the  comparative  estimates  of  costs 
made,  and  the  detailed  location,  borings,  and  estimates  for  the  con- 
struction of  the  eastern  section  well  advanced. 

Nothing  has  been  done  at  the  feeder  line.  'As  soon  as  the  canal 
around  tiie  loweF  rapids  of  Bock  River  is  completed  the  feeder  will  be 
definitely  located  and  construction  thereof  begun  when  money  is  appro- 
priated therefor.  It  would  be  advantageous  in  the  construction  of  the 
canal  for  the  feeder  to  be  completed  at  or  before  the  completion  of  the 
eastern  section  to  utilize  the  eastern  section  of  the  canal  for  transpor- 
tation of  material,  etc.,  for  the  construction  of  that  part  of  the  western 
section  from  the  summit  level  to  Eock  Eiver. 

The  construction  of  the  first  8  miles  of  the  eastern  section  will  begin 
this  season,  and  upon  the  extension  of  the  right  of  way  obtained  work 
may  be  more  rapidly  carried  on  and  appropriations  advantageously 
increased. 

Jnly  1,1893,  balance  unexpended .• $810,183.61 

Jane  30,  1894,  amount  expended  during  fiscal  year $269, 266. 50 

August,  1893,  refunded  Capt.  Marshall  on  account  erroneous 

depoait,  1892 .50 

269, 267. 00 

Julv  1,  1894,  balance  unexpended.^ 540,916.61 

July  1,  1894,  oututanding  liabilities $28,  062. 26 

July  1,  1894,  amount  covered  by  uncompleted  contracts.. .       11,  200.00 

39,262.26 

July  1, 1894,  balance  available 501,654.35 

Amount  appropriated  by  act  of  August  17,  1894 190, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 691, 654. 35 

'Amount  (estimated)  required  for  completion  of  existing  project 5, 735, 960. 00 

Amount  thut  can  be  profitably  expended  in  fiscal  year  ending  June 

30,1896 1,000,000.00 

Submitted  iu  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  K  K  6.) 

IMPROVEMENT     OP    CERTAIN    RIVERS    AND    HARBORS    IN    MICHIGAN 
AND   OF   MICHIGAN   CITY   HARBOR,   INDIANA. 

This  district  was  in  the  charge  of  Maj.  William  Ludlow,  Corps  of 
Engineers,  to  November  20,  1893,  and  of  Lieut.  Col.  G.  J.  Lydecker, 
Corps  of  Engineers,  since  that  date ;  Division  Engineer  to  November  22, 
1893,  Col.  O.  M.  Poe,  Corps  of  Engineers. 

7.  Michigan  City  Harbor^  Indiana, — The  improvement  of  this  harbor 
dates  from  1836,  and  has  resulted  in  establishing  a  convenient  <* inner 
harbor"  for  local  commerce,  and  partly  completing  an  "outer  harbor** 
ENG  94 22 
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designed  to  facilitate  entrance  to  the  former,  and  afford  refuge  in  times 
of  northerly  gales  to  vessels  engaged  in  general  lake  commerce. 

The  inner  harbor  has  been  made  by  (1)  deepening  the  entrance  to 
Trail  Creek,  and  protecting  the  channel  by  piers  extending  to  deep 
water  in  Lake  Michigan,  to  "which  operations  were  limited  nntil  1870; 
and  (2)  prolonging  the  entrance  channel  up  the  creek,  by  dredging 
between  revetments  that  are  built  on  established  dock  lines  at  the 
expense  of  the  adjoining  property,  as  required  by  city  ordinance.  This 
work,  commenced  in  1882,  and  still  in  progress,  has  thus  far  resulted 
in  an  inteiior  waterway  over  7,000  feet  long,  between  substantial  revet- 
ments from  125  to  175  feet  apart,  with  turning  basins  about  350  feet 
wide  at  siiitable  intervals.  A  further  extension  of  1,300  feet  is  required 
to  complete  as  now  proposed.  The  cost  of  all  work  done  in  connection 
with  the  ^'inner  harbor,'^  from  1836  to  June  30, 1893,  was  $115,418.98. 

The  amount  spent  during  the  last  fiscal  year  was  $3,443.48.  This 
was  applied  to  dredgfng  for  maintaining  the  requisite  navigable  depth, 
the  amount  dredged  being  27,231  cubic  yards,  resultifig  in  thfe  removal 
of  all  shoals  and  providing  a  full  13-foot  channel  throughout  the  limits 
of  tlic  interior  improvement;  also  in  deepening  the  entrance  from  13.^ 
to  17  feet.  Some  decking  torn  from  the  west  harbor  pier  during  a  severe 
gale  May  18  was  replaced. 

The  principal  requirements  for  extending  and  maintaining  this  harbor 
are  dredging  and  repairs  to  old  piers  at  entrance.  The  section  of  the 
old  east  pier  beyond  the  shore  line  has  hardly  any  timber  work  left 
above  the  water  line,  and  for  a  length  of  about  125  feet  its  top  is 
several  feet  below  water.  The  filling  of  the  old  west  pier  for  a  dis- 
tance of  600  feet  has  gone  to  below  the  water  surface.  This  section  com 
prises  the  iuost  exx)Osed  part  of  the  work  and  must  be  refilled.  The 
estimate  for  the  inner  harbor  for  1890  is  therefore  as  follows:  For 
rebuilding  above  water  850  feet  of  old  east  pier,  for  refilling  outer  sec- 
tion of  west  pier  and  minor  repairs  to  the  same,  and  for  dredging. 

Jnly  1, 1893,  balance  iinexpendetl $8, 956. 02 

Juno  30,  1894,  amount  expended  during  Hscal  year 3, 443. 48 

July  1,  1894,  balance  unexpended - 5,512.54 

July  1,  1894,  outstanding  liabilities 1,066.32' 

July  1,1894,  balance  available 4,446.22 

Amount  appropriated  by  act  of  August  17,1894 10,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 14, 446. 22 

i  Amount  that  can  bo  profitably  expended  in  fiscal  year  ending  June  30, 1896    20, 000. 00 
<  Submitted  in  complianco  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

The  outer  harbor. — This  comprises  an  outer  basin  of  some  40  acres 
located  to  the  east  of  the  entrance  to  the  inner  harbor,  and  an  exterior 
detached  breakwater  to  the  westward  designed  to  give  increased  safety 
to  vessels  entering  during  heavy  weather;  and  the  combination,  when 
completed,  is  intended  to  provide  a  safe  "harbor  of  refuge"  against 
northerly  gales,  for  general  commerce.  The  structures  inclosing  the 
basin  comprise  a  pile  pier  1,225  feet  long,  a  crib  breakwater  30  feet  wide, 
1,215  feet  long,  and  a  breakwater  pier  30  feet  wide,  600  feet  long ;  ia  all, 
2.040  feet.  These  were  completed  from  1870  to  1S85,  and  expenditures 
applied  thereto  since  that  time  have  been  for  repairs  simply. 

The  "exterior  breakwater,"  projected  in  1882  and  now  under  con- 
struction, lies  in  the  open  lake  westward  of  all  other  harbor  works,  and 
when  completed  will  have  a  total  length  of  2,000  feet,  comprised  in  two 
equal  arms,  making  an  interior  angle  of  130^  with  each  other.    One-half 
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of  the  easterly  arm  Lail  been  completed  to  June  30, 1893.  The  total 
expenditures  to  that  date,  for  all  work  a])plied  to  constructing  the  out^ 
harbor,  was  $718,029.31.  Expenditures  during  tlie  past  fiscal  year  were 
$4,609.95,  most  of  which  was  ai)plied  to  contract  work  for  adding  200 
feet  to  the  length  of  the  exterior  breakwater;  in  addition  some  repairs 
were  made  to  the  "breakwater  pier,"  the  principal  item  of  which  was 
labor  for  equalizing  the  level  of  stone  filling. 

The  completion  of  the  exterior  breakwater  calls  for  1,300  feet  of  crib 
breai water  30  feet  wide,  and  when  this  is  done  the  essential  structural 
elements  of  a  much  needed  harbor  of  refuge  will  be  supplied;  it  is 
believed  to  be  of  vital  importance  to  the  salety  of  general  commerce 
that  such  a  harbor  be  completed  as  soon  as]x>ssible,  and  it  is  pertinent 
to  note  that  its  absence  contributed  to  the  loss  of  two  large  vessels, 
wrecked  in  the  immediate  vicinity  daring  the  past  winter  and  spring. 
Economy  (^f  construction  and  the  needs  of  a  vast  general  commerce 
ur^^e  that  the  next  appropriation  sufiice  to  put  all  the  remaining  work 
under  contract;  the  sum  essential  for  this  purpose  is  $215,000,  to  be 
applied  as  follows :  For  constructing  1,300  feet  of  breakwater,  $195,000; 
for  repairs  of  all  old  stiuctures  pertaining  to  the  outer  harbor,  and  for 
engineering  superintendence  and  contingencies,  $20,000. 

July  1 ,  1893,  balance  unexpended $38, 455. 64 

Jnue  'SOf  1894,  amount  expended  during  fiscal  year 4, 609.  d5 

#  __________ 

July  1,  1894,  balance  unexpended 33,845.69 

July  1,  1894,  outstanding  liabUities $10,508.65 

July  1,  1894,  amount  tovered  by  uncompleted  contracts 14, 563. 73 

25,072.38 

Jnly  1,  1894,  balance  available 8,773.31 

Annouut  appropriated  by  act  of  August  17,  1894 20, 000. 00 

Amount  available  for  fiscal  year  ending  Juno  30,  1895 28,  773..31 

Amount  (estimated)  required  for  completion  of  existing  project 229, 613. 50 

.  Amount  that  can  be  properly  expended  in  fiscal  yearending  J  nne30, 1896.  21.5, 000. 00 
,  Submitted  in  compliance  Avith  requirements  of  sections  2  of  river  and 
I      harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  L  L  1.) 

^.  St.  Joseph  Harbor^  Michigan, — The  outlet  of  St.  Joseph  River  into 
Lake  Michigan  was  originally  by  a  shifting  channel  with  depths  fluc- 
tuating between  3  and  7  feet.  Jts  improvement  by  the  Government  has 
extended  through  a  period  of  fiftyeightyears,  and  expenditures  for  that 
purpose  amounted  to  $384,523.29  up  to  June  30, 1893;  the  total  esti- 
mated cost  of  the  improvement,  when  completed  as  proposed  by  the 
revised  project  of  1892,  is  $519,113. 

The  objects  sought  by  the  present  project  are  an  entrance  channel 
270  feet  wide  and  16  feet  deep,  the  extension  of  the  same  depth  through 
tlio  liurbor,  and  an  interior  navigation  13  feet  deep  from  there  to  Ben- 
ton Harbor,  nearly  1  mile  above.  The  interior  navigation  is  maintained 
as  required  by  frequent  dredgings;  the  proposed  entrance  depth  of 
10  feet  has  not  yet  been  obtained  because  of  insufficient  pier  extension, 
and  the  actual  depth  there  available  generally  varies  from  14  to  15  feet. 

The  amount  expended  during  the  past  fiscal  year  was  $48,200.73. 
The  north  pier  was  thereby  extended  350  feet.  A  breach  180  feet  long, 
made  through  the  pier  near  the  shore  line  in  October,  1  tS93,  was  rebuilt 
and  minor  repairs  were  made  to  adjoining  portions  in  order  to  hold  them 
together  until  they  can  be  substantially  reconstructed.  The  interior 
navigation  was  maintained  by  dredging  17,935  cubic  yards. 
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The  urgent  work  required  at  this  harbor  is  pier  extension  to  the 
amount  of  850  feet  to  complete  the  present  project  and  rebuilding  375 
feet  of  old  crib  work  that  is  liable  to  be  carried  away  by  any  heavy 
northeasterly  gales ;  filling  of  old  pile  piers  is  generally  gone  to,  or 
below,  the  water  surface  and  must  be  restored;  sheet  piling  is  required 
on  a  length  of  550  feet  of  north  pile  revetment  to  hold  back  sand  from 
the  harbor  channel.  The  estimate  for  1896  is  intended  to  provide  for 
the  above  and  other  minor  items  or  repairs  and  dredging,  as  follows: 

For  850  feet  of  crib  pier  extension,  $85,000;  for  rebuilding  375  feet 
of  old  north  pier,  $7,500;  for  sheet  piling  and  refilling  550  feet  of  pile 
work  in  north  pier,  $5,500;  for  refilling  600  feet  of  south  pile  pier, 
$3,000;  dredging  and  minor  repairs,  $5,000;  total,  with  contingencies, 
$115,000. 

July  1, 1893,  balance  unexpended $48,588.91 

June  30,  1894,  amount  expended  during  fiscal  year 48, 290. 73 

July  1,1894,  balance  unexpended 298.18 

July  1, 1894,  outstanding  liabilities 109.97 

July  1, 1894,  balance  available 188.21 

Amount  appropriated  by  act  of  August  17,  1894 30, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 30, 188.  21 

(  Amount  that  can  beprofitably  expended  in  fiscal  year  eifding  June  30, 1896  115, 000. 00 

<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  L  L  2.) 

3.  ISt.  Joseph  River ^  Michigan. — The  approved  plan  of  improvement 
concerns  the  stretch  of  river  from  its  mouth  at  St.  Joseph  Harbor  to 
Berrien  Springs,  25  miles  above.  It  provides  for  the  removal  of  sunken 
logs  and  snags,  closing  secondary  channels  by  dams  of  brush  and  stone, 
and  wing  dams  at  other  points  as  found  necessary,  to  concentrate  the 
flow  of  water  and  maintain  a  low-water  navigation  3  feet  deep  over  the 
obstructing  bars  and  shoals.  The  original  estimate  of  cost  of  improving 
this  section  of  the  river  so  as  to  give  it  a  navigable  depth  of  3  feet  was 
$11,300. 

The  amount  expended  to  June  30, 1893,  was  $3,450.27.  The  channel 
has  thereby  been  increased  from  its  original  depth  of  about  2  feet  to  a 
dei)th  of  3  feet  at  most  of  the  worst  places;  but  other  shoal  places 
remain,  and  the  structures  already  placed,  having  necessarily  been  of  a 
light  and  inexpensive  character,  are  in  need  of  repairs. 

Expenditures  during  the  past  fiscal  year  were  fG78.97;  they  were 
applied  to  repairing  five  of  the  old  dams  and  building  four  new  ones  of 
brush  and  stone,  aggregating  about  800  feet  in  length. 

The  completion  and  maintenance  of  this  navigation  calls  for  further 
dam  construction,  repairs  of  existing  structures,  and  the  removal  of 
logs  and  snags,  for  all  of  which  a  sum  of  $2,500  will  be  needed. 

July  1,  1893,  balance  unexpended $1, 049. 73 

June  30,  1894,  amount  expended  during  fiscal  year 678. 97 

July  1,  1894,  balance  unexpended 370.76 

Amount  appropriated  by  act  of  August  17,  1894 500. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 870.  76 

(  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896      2, 500. 00 

<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  L  L  3.) 
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4.  South  Haven  Harbor^  Michigan. — Before  improvement  by  the  Gen- 
eral Government,  the  citizens  of  South  Haven  had  constructed  piers 
and  revetments  at  the  mouth  of  the  Black  River  and  thereby  obtained 
a  channel  into  Lake  Michigan  C  or  7  feet  deep  and  85  feet  wide.  The 
improvement  thus  started  was  taken  up  by  the  Government  in  1807, 
under  a  plan  of  operations  that  provided  for  increasing  the  channel  to 
a  width  of  120  feet  between  piers  extended  far  enough  into  Lake  Mich- 
igan to  obtain  and  hold  a  navigable  depth  of  12  feet.  The  original 
project  was  subsequently  modified  to  make  the  entrance  width  between 
piers  177  feet,  and  extend  the  navigable  channel  upstream  to  the  high- 
way bridge  about  half  a  mile  above  the  piers.  The  total  length  of  piers 
and  revetments  built,  up  to  the  year  1888,  aggregated  3,145  feet,  and 
no  extensions  have  been  made  to  them  since  that  time. 

The  estimated  cost  of  all  work  done,  and  to  be  done  under  the  pres- 
ent approved  project,  is  $262,000.  The  total  expenditure  to  June  30, 
1893,  was  $210,435.52,  resulting  in  the  construction  and  maintenance 
of  piers  and  revetments  indicated  in  the  foregoing  paragraph,  and  in 
repeated  dredgings  to  provide  the  requisite  channel  depth. 

The  amount  expended  during  the  past  fiscal  year  was  $6,295.74. 
Extensive  repairs  ot  piers  were  thereby  made,  including  the  rebuilding 
above  water  of  about  200  feet  of  old  crib  work  in  the  south  pier.  The 
channel  was  improved  by  dredging  23,885  cubic  yards  between  July  31 
and  October  2,  1893,  and  again  between  April  21  and  May  14,  1894, 
when  7,893  cubic  yards  was  excavated;  this  work  left  the  harbor  with 
a  through-channel  depth  of  12  feet,  which  may  be  expected  to  last 
fairly  well  until  early  autumn. 

The  maintenance  of  a  12-foot  channel  is  not  to  be  expected  until  the 
piers  reach  out  to  the  curve  of  15  feet  depth  in  Lake  Michigan,  which 
will  require  additions  of  250  feet  and  450  feet  to  the  north  and  south 
piers,  respectively.  The  present  approved  project  provides  for  doing 
one-half  of  this  work.  Five  hundred  and  twenty-four  feet  of  the  old 
pile  work  in  north  pier,  being  badly  decayed,  must  be  rebuilt  above 
water,  and  351  feet  of  old  crib  work,  in  the  same  pier,  built  over  twenty- 
five  years  ago,  must  likewise  be  entirely  rebuilt  above  water.  The 
interior  navigation  requires  frequent  dredging  for  its  maintenance. 

The  estimate  for  1896  is  intended  to  provide  for  the  work  above  indi- 
ciited,  and  for  minor  repairs,  and  is  as  follows:  For  extending  north 
l>ier  150  feet,  and  south  pier  200  feet,  under  existing  project,  $42,000; 
rebuilding  above  water  875  feet  north  pier,  and  refilling  same,  $8,750; 
refilling  piers  and  minor  general  repairs,  $2,500;  dredging,  $4,000 — 
making,  with  contingencies,  $62,000. 

July  1,  1893,  balance  unexpended $6, 56 L  68 

Juno  30, 1894,  amount  expended  during  fiscal  yenr 6,  295. 74 

July  r,  1894,  balance  unexpended 268. 94 

July  1, 1894,  outs tandiufj  liabilities 12.50 

July  1, 1894,  balance  available 256. 44 

Amount  appropriated  by  act  of  August  17,  1894 20, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 20, 256. 44 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    62,  000. 00 
Submitted  in  compliance  wiVh  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  L  L  4.) 

5.  Saugatuck  Harbor^  Michigan, — This  harbor  is  at  the  mouth  of  the 
Kalamazoo  River,  where  the  channel  depth  before  improvement  was 
generally  not  over  5  feet;  its  condition  was  first  improved  by  a  private 
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company,  wliich  built  two  slab  piers  for  confining  the  river  current  and 
tliereby  obtained  a  channel  depth  of  7  feet  tenii>orarily.  Its  further 
iniproveinent  was  commenced  by  the  General  Government  in  1869,  and 
from  that  time  to  1882  the  piers  were  extended  and  interior  channel 
revetments  constructed  until  they  had  a  total  length  of  1,907  feet  on 
the  north  and  3,863  on  the  south  side,  all  of  pile  work.  Since  1882, 
appropriations  having  been  too  small  to*  keep  these  structures  in  repair, 
they  have  gradually  gone  to  decay,  and  the  navigable  channels  opened 
through  the  harbor  from  time  to  time,  by  dredging,  fill  up  again  very 
soon  after  the  departure  of  the  dredge. 

The  estimates  made  for  carrying  on  the  work  from  time  to  time 
aggi'^gated  $175,699.46,  and  the  total  expenditures  to  June  30, 1893, 
was  $143,100.98,  with  results  as  indicated  in  the  foregoing  paragi-apb. 

The  amount  expended  during  the  past  fiscal  year  was  $2,259.17,  all 
applied  to  dredging  28,406  cubic  yards. 

W  hen  this  work  of  dredging  commenced  thechaunel  depths  at  entrance 
and  over  interior  shoals  were  only  from  5  to  6  feet,  and  the  result  of 
operations  covering  the  period  between  June  13  and  July  28, 1893,  was 
to  increase  these  depths  to  10  or  12  feet  through  a  narrow  cbanuel. 
Tbey  lasted  but  a  very  short  time,  and  the  dredge  was  again  sent  to 
the  barbor  September  2,  to  reopen  the  entrance  channel;  work  was  con- 
tinued to  September  18,  when  the  money  available  was  nearly  exhausted 
and  operations  were  suspended  after  excavating  4,525  cubic  yards, 
resulting  in  a  narrow  channel  13  feet  deep  through  the  worst  part  of 
the  outer  bar,  and  one  10  feet  deep  through  the  shoal  just  inside  of 
the  entrance.  Survey  of  the  harbor  made  June  6-9,  1894,  showed 
depths  of  only  5  to  7  feet  on  the  several  bars  and  shoals,  but  tliere  were 
no  sufiicient  funds  available  for  efiective  work  and  the  result  is  that 
the  barbor  is  now  praci ically  closed  to  navigation. 

If  there  be  any  intention  to  maintain  this  as  a  navigable  harbor,  a  gen- 
eral reconstruction  of  existing  structures  is  necessary.  If  an  establish- 
ment of  a  navigable  depth  of  12  feet,  as  heretofore  contemplated,  is  to  be 
accomplished,  the  old  works  must  be  put  in  serviceable  condition,  as 
above  indicated,  and  both  piers  extended  to  the  curve  of  15-foot  depth  in 
Lake  Michigan,  now  distant  1,000  feet  and  800  feet  from  the  north  and 
south  pierends,  respectively.  Noestimatefor  the  above  work  is  submitted 
for  the  reason  that  thereisnopresentauthority  for undertakingit,  andthe 
estimate  below  is  therefore  confined  to  that  needed  for  dredging  to  open 
temporary  channels  at  times  when  they  are  most  needed,  and  for  such 
re])airs  as  are  requisite  to  save  the  existing  works  from  total  destruction. 

The  estimate  for  1896  is,  therefore,  as  follows:  For  rebuildiug  2,800 
ftet  of  north  and  south  piers  above  water,  and  refiUiug  same,  $28,000; 
for  dredging,  $5,000;  making,  with  contingencies,  $35,000. 

July  1,  1893,  balance  unexpended $2,268.02 

June  30,  1894,  amount  expended  during  fiscal  year 2,  259. 17 

July  1 ,  1891,  balance  unexpended 8. 85 

July  1,  1894,  outstanding  liabilities 8. 13 

July  1,  1894,  balance  available .72 

Amount  appropriated  by  act  of  August  17,  1894 12,  000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 12, 000. 72 

f  Amount  (estimated)  required  for  completion  of  existing  project 18, 260. 00 

I  Amount  thatcau  be  profitably  expendediu  fiscal  year  ending  JuneSO,  1896    35, 000. 00 
]  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(      barbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  L  L  5.) 
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6.  HoUand  {Black  Lake)  Harbor j  Michigan. — The  first  steps  toward 
establishing  a  harbor  at  this  place  were  taken  by  the  citizens  of  Hol- 
land, Mich.,  sitaated  on  Black  Lake,  aboat  5  miles  from  tlie  present 
harbor,  by  opening  a  channel  having  a  navigable  depth  of  about  5  feet 
from  the  lake  into  Lake  Michigan  and  protecting  it  by  piers  and  revet- 
ments inudo  of  brush  and  stone.  Continuation  of  this  improvement 
was  taken  in  hand  by  the  General  Government  in  1867,  existing  struc- 
tures strengthened  by  pile  and  crib  work,  and  extended  until,  in  1880, 
the  north-side  pier  and  levetment  had  attained  a  total  length  of  850 
feet  and  the  south  side  1075  feet;  they  have  remained  without  exten- 
sion since  that  time. 

The  c:5tiniated  cost  of  work  done,  and  rem«aining  to  be  done,  to  com- 
plete the  present  approved  project,  was  8291,015.13,  aud  the  amount 
expended  to  June  30,  1893,  was  $274,020.07.  The  results  thereby 
attained  have  been  the  construction  and  maintenance  of  piers  and 
revetments  aggregating  35,525  feet  in  length,  covering  a  channel  wjiy 
from  175  to  220  feet  wide,  in  which  a  depth  of  8  to  0  feet  prevails, 
deepened  by  occasional  dredging  to  12  or  13  feet.  The  dredged  chan- 
nels have  but  little  permanence  because  the  piers  are  not  long  enough, 
and  the  okler  portions  of  them  are  in  such  condition  as  to  x)ermit  the 
passage  of  large  quantities  of  sand  through  and  under  them,  by  which 
the  clear  Avay  between  them  soon  fills  to  a  general  depth  of  8  or  9  feet 
only. 

Ex[)enditures  during  the  past  fiscal  year  were  $2,203.20,  all  api>lied  to 
dredging;  the  amount  excavated  was  12,584  cubic  yards,  and  a  channel 
with  a  de[)th  of  not  less  than  12  feet  and  width  of  50  feet  thereby 
obtained  from  Lake  Michigan  to  Black  Lake. 

The  proposed  depth  of  12  feet  can  not  bo  maintained  until  the  old 
work  is  sheet  piled  as  indicated  above,  and  piers  extended  to  the 
lo-foot  curve  in  Lake  Michigan,  which  will  require  an  addition  of  400 
feet  to  each. 

Jnly  1,  1H93,  balance  iinoxpendccl $4»994.05 

Janr  ,'JO,  1894,  amount  expended  daring  fiscal  year 2,  263. 26 

Jnly  1,1894,  balance  unexpended 2,730.79 

July  1,1894,  outstanding  liabilities , 1,041.57 

Jnly  1,1894,  balance  available 1,689.22 

Ajuoout  appropriated  by  act  of  August  17,  1394 15,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1 895 16, 689. 22 

(See  Appendix  L  L  G.) 

r.  Grand  Haven  Harbor^  Michigan. — This  harbor  is  at  the  mouth  of 
the  Grand  Iliver,  which  had  a  shifting  channel,  with  a  depth  of  9  feet 
at  its  mouth  before  improvement.  The  first  step  in  the  lino  of  iinprove- 
nieiit  was  taken  by  the  Detroit,  Grand  Haven  and  Milwaukee  ilailroad 
Company,  by  constructing  a  pier  on  the  south  side,  to  provide  for  the 
interchauge  of  traffic  between  the  railroad  and  its  translako  line  of 
steamers.  Its  systematic  imi)rovement  was  commenced  by  the  Gov- 
cniment  in  1867,  and  has  resulted  in  the  establishment  of  a  harbor  that 
"otonly  satisfies  the  needs  of  an  extensive  local  commerce,  but  gives 
to  general  commerce  its  only  harbor  of  refuge  from  westerly  gales  on 
this  coast  south  of  Grand  Traverse  Bay.  This  important  quality  is  duo 
to  the  established  width  of  400  feet  between  the  i)iers  at  entrance  and 
the  maintenance  there  of  a  channel  depth  of  about  18  feet. 

The  estimated  cost  of  work  done  and  remaining  to  be  done  to  com- 
pete the  harbor,  as  provided  in   the  approved  project  amounts  to 
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$804,366.15,  and  the  total  expenditures  thereon  to  June  30,  1893,  were 
$a38,200.20. 

The  works  of  improvement  thereby  built  and  kept  in  repairs  com- 
prise a  north  pier  and  revetment  aggregating  3,187  feet  in  length,  pro- 
jecting 1,215  feet  beyond  the  shore  line;  and  a  south  pier  and  revet- 
ment 5,57.6^  feet  long,  projecting  1,560  feet  beyond  the  adjacent  shore 
line. 

The  depth  of  water  between  piers  was  17  feet,  with  a  least  depth  of 
15.9  feet  on  the  bar  immediately  in  front  of  the  entrance,  while  a  chan- 
nel of  approach  from  the  south  had  a  depth  of  20  feet. 

Expenditures  during  the  last  fiscal  year  were  $30,329.32,  resulting  (I) 
in  an  extension  of  200  feet  to  the  south  pier;  (2)  the  sinking  of  one  crib 
50  feet  long  in  extension  of  the  north  pier,  and  the  near  completion  of 
three  more  cribs,  each  100  feet  long,  that  will  soon  be  sunk  for  its 
farther  extension;  (3)  the  strengthening  and  rebuilding  above  water  of 
1,631  feet  of  old  pile  revetment  on  the  south  side,  and  (4)  many  scatter- 
ing repairs  on  the  rest  of  the  older  structures. 

The  depths  of  water  at  the  close  of  the  year  were  17  feet  at  entrance 
between  piers,  20  feet  in  southerly  channel  of  approach,  17  feet  in  the 
northerly  one,  and  a  least  depth  of  16  feet  on  the  middle  ground  between 
them,  immediately  in  front  of  the  harbor  entrance. 

The  formation  of  the  shoal  in  front  of  the  entrance  is  the  principal 
difficulty  that  has  to  be  contended  with  in  the  improvement  of  this 
harbor.  Pier  extension  alone  will  not  solve  the  problem.  The  princi- 
pal element  that  contributes  to  its  formation  is  the  sand  blown  into  the 
harbor  from  the  adjoining  uncovered  sand  dunes,  and  then  carried  by 
the  body  of  water  flowing  out  of  Grand  Kiver,  through  the  contracted 
waterway  between  the  piers,  until  the  current  is  checked  on  spreading 
into  Lake  Michigan  and  no  longer  able  to  uphold  its  load  of  sand;  it 
then  falls  to  the  lake  bed  and  goes  toward  the  upbuilding  of  the  shoal. 
The  remedy  is  to  cut  off  the  supply  of  sand  by  a  growth  of  vegetation 
on  the  dunes  adjoining  the  harbor  and  supplement  this  with  a  suitable 
combination  of  sand  and  fences.  The  estimate  for  this  purpose,  sub- 
mitted in  the  last  annual  report,  is  repeated  herein.  With  this  done, 
and  the  piers  extended  as  required  by  the  present  approved  project,  a 
channel  depth  of  full  18  feet  at  entrance  may  be  counted  upon.  Nothing 
less  will  satisfy  the  important  requirement  of  making  this  a  safe  harbor 
of  refuge.  The  older  pile  structures  are  in  need  of  considerable  repairs 
and  much  additional  filling. 

The  estimate  for  1896  is  as  follows:  For  250  feet  of  pier  extensions,  to 
complete  project,  $35,000;  for  rebuilding  667  feet  of  south  pile  pier 
above  water,  $6,600;  refilling  i)ile  revetments  and  incidental  repairs  to 
same,  $10,000;  for  sheet-pile  revetment  north  sice,  2,500  feet,  $15,000; 
for  sand  fences  and  shrub  planting  to  stop  drifting  of  sand  into  harbor, 
$7,000;  in  all,  with  contingences,  $80,000. 

July  1,  1893,  balance  uDexpended $76. 165. 95 

June  30,  1894,  amount  expended  daring  fiscal  year 30,  329. 32 

July  1, 1894,  balance  unexpended 45,  836. 63 

July  1,  1894,  outstanding  liabilities $19, 093. 31 

July  1,  1894,  amount  covered  by  uncompleted  contracts 22, 220. 24 

-. 41,313.55 

July  1,  1894,  balance  available 4,523.08 

Amount  appropriated  by  act  of  August  17,  1894 25, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 29, 523. 08 
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(  Amount  that  can  bo  profitably  expended  in  fiscal  year  eudin;^  June  30, 1896  $80, 000. 00 
<  Sabniitted  in  compliance  with  requirements  of  sections  2  of  river  and 
f     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  L  L  7.) 

8.  MusJcegon  Harbor^  Michigan, — The  first  iuiproveinents  at  this  place 
were  made  at  local  expense,  by  coustructiug  slab  piers  and  revetments, 
so  as  to  afford  entrance  from  Lake  Michigan  to  Muskegon  Lake  for 
vessels  drawing  7  feet.  The  work  w^as  taken  in  hand  by  the  Govern- 
ment in  18G7;  old  piers  were  remodeled  and  extended  across  the  bar 
at  entrance,  channel  dredged,  and  a  through  depth  of  12  feet  obtained. 
Thereafter  the  piers  were  prolonged  as  necessitated  by  the  steady 
lakeward  progress  of  the  shore  line  and  sand  deposits  in  advance  of 
it,  and  a  fair  12-foot  channel  thereby  maintained,  but  the  clear  way 
between  piers  was  only  180  feet,  making  entrance  dangerous  in  stormy 
weather.  After  1882  this  difficulty  was  remedied  by  building  exten- 
sions of  the  north  pier  on  a  line  300  feet  from  the  south  pier,  and  con- 
necting the  old  and  new  line^  by  an  oblique  wing  of  crib  work  330  feet 
long.  In  1892  the  project  of  improvement  was  amplified  and  defined, 
with  a  view  to  securing  and  maintaining  a  navigable  depth  of  15  feet; 
its  estimated  cost  was  $200,000.  Prior  to  the  adoption  of  this  modified- 
project  operations  had  been  carried  on  under  appropriations  made 
from  time  to  time  in  such  sums  as  were  called  for  to  meet  immediate 
necessities,  but  without  defined  estimates  of  ultimate  cost.  The  expend- 
itures for  work  so  done  amounted  to  $202,914.18. 

The  total  of  expenditure  to  June  30, 1893,  was  $402,461.38,  when  the 
north  pier  and  revetment  had  a  completed  length  of  1,545.6  feet  and 
the  south  pier  1,182  feet,  the  available  channel  depth  was  13  feet. 

Expenditures  during  the  last  fiscal  year  were  $69,097.08.  Exten- 
sions of  the  north  and  south  piers,  which  had  been  commenced  toward 
the  close  of  the  previous  year,  were  thereby  completed  for  lengths  of 
250.5  and  300.5  feet  respectively ;  78 j.3  feet  of  sheet-pile  revetment, 
commenced  during  the  previous  year,  were  also  completed  on  the  north 
side;  making  the  total  increased  length  of  north  pier  and  revetment 
1,036.8  feet.  The  total  length  of  north  pier  was  therefore 2,582.4  feet 
and  of  south  pier  1,482.5  feet,  and  they  projected  beyond  the  adjoining 
shore  lines  1,220  and  1,280  feet  respectively.  Some  minor  repairs  were 
made  to  old  pier  work,  and  dredging  to  the  extent  of  36,414  cubic  yards 
was  done.  The  channel  depth  was  ftiU  14  feet,  an  increase  of  1  foot 
over  that  available  at  the  beginning  of  the  year. 

For  obtaining  and  keeping  the  proposed  depth  of  15  feet  the  piers 
must  be  prolonged  to  the  full  length  called  for  by  the  present  approved 
project,  which  requires  extensions  of  550  and  500  feet  for  the  north  and 
south  piers  respectively ;  the  above  water  work  of  a  section  of  the  north 
pier  322  feet  long,  builtover  twenty -five  years  ago,  is  badly  dilapidated 
and  must  be  rebuilt;  old  piers  must  receive  some  minor  repairs  and  con- 
siderable additions  of  stone  for  filling;  the  through  channel  must  be 
dredged  to  its  full  width  and  depth.  The  sum  necessary  for  these  pur- 
poses is  8150,000,  as  itemized  below,  and  if  it  be  appropriated  the  pro- 
jK>scd  improvement  will  be  accomplished,  and  maintained  for  a  loug 
period  with  small  annual  expenditure  for  occ<asional  repairs.  If  the 
pier  extension  is  deferred,  the  results  gained  by  recent  extension  will 
80011  be  lost,  and  large  annual  expenditures  called  for  to  keep  such  depth 
of  channel  as  t  he  extensive  commerce  of  this  important  harbor  demands. 

The  estimate  for  1896  is  as  follows :  For  322  feet  new  superstructure, 
old  north  i)ier,  $3,220;  refilling  piers  and  revetments,  $2,500;  minor 
repairs  pier  and  revetments^  $1,500;  dredging,  $5,000;  extending  north 
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pier  550  feet  aud  south  pier  500  feet,  to  complete  the  improvement, 
$126,0005  making,  with  au  allowance  of  about  8 J  per  cent  for  contin- 
gencies, a  total  of  $150,000. 

July  1,  1893,  balance  unexpeDded $70,636.30 

Jnne  30,  1694,  amount  expended  during  fiscal  year 69, 097. 68  • 

July  1,  1894,  balance  unexpended 1, 538. 62 

July  1,  1894,  outstanding  liabilities 401. 53 

July  1,  1894,  balance  available 1,137.09 

Amount  appropriated  by  act  of  August  17,1894 30,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 31, 137. 09 

(  Amount  that  can  bo  prpfitabl^y  expended  in  fiscal  year  ending  June  30,1896  150, 000. 00 
<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acta  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  L  L  8.) 

9,  Wliite  Lake  Harbor^  Michigan, — The  improvement  at  this  point 
contemplates  the  creation  and  maintenance  of  a  channel  200  feet 
wide  and  12  feet  deep  between  revetments  and  piers  extending  to  deep 
water  in  Lake  Michigan,  thereby  providing  easy  entrance  to  White 
Lake.  Before  improvement  the  two  lakes  were  connected  by  a  nar- 
row and  winding  stream  with  d  navigable  capacity  of  only  5  feet. 
The  estimated  cost  of  the  improvement  was  originally  $170,530.80,  sub- 
sequently increased  by  additional  projects  of  1873,  1884,  and  1892  to 
$337,550. 

The  total  expenditure  to  June  30,  1893,  was  8272,155.03,  and  the 
harbor  works  then  comprised  a  north  pier  1,515  feet  long  projecting 
into  Lake  Michigan  390  feet  beyond  its  shore  line,  and  a  south  pier 
1,854  feet  long  projecting  7  JO  feet  beyond  the  shore  line.  The  available 
depth  at  entrance  was  lOJ  feet.  The  proposed  depth  of  12  feet  h:is 
been  obtained  from  time  to  time  by  dredging,  but  the  channel  so  made 
BOOK-  shoals  again  to  9  or  10  feet,  and  this  will  continue  to  be  the  con- 
dition of  affairs  until  the  piers  have  been  carried  to  the  curve  of  1  "3  fe(?t 
depth  in  Lake  Michigan,  now  distant  about  550  and  250  feet  from  the 
(^\n\^  of  the  north  and  south  piers  respectively. 

The  amount  expended  during  the  last  fiscal  jear  was  $2,079.  '5,  and 
it  was  applied  mainly  to  dredging  a  straight  cut  50  feet  wide  from  lake 
to  lake,  with  a  njid-channel  depth  of  14  feet.  The  commercial  iv  iuirc- 
moiits  of  the  harbor  were  thereby  satisfied  until  the  closeof  thoseas  ):i 
of  navigation,  but  a  survey  made  May  29, 1894,  showed  that  the  chan 
iiel  had  again  shoaled  to  lOJ  feet,  which  was  the  limit  available  for 
navigation  at  the  close  of  the  year. 

The  estimate  for  189G  is  intended  to  provide  for  extending  the  piers 
to  the  limits  at  present  authorized,  but  further  extensions,  aggregating 
350  feet,  will  bo  required  to  carry  them  to  the  15-foot  curve.  Besides 
this  new  work  there  is  urgent  demand  for  rebuilding,  above  water,  307 
linear  feet  of  that  portion  of  the  old  south  pier  that  was  built  from 
twenty-two  to  twenty-four  years  ago;  filling  in  both  i)i(?rs  must  bo 
overhauled,  and  considerable  repairs  made  to  the  old  timber  work. 
Until  the  piers  are  extended  repeated  dredging  will  be  required  to  meet 
the  needs  of  navigation.  The  estimate  is  as  follows:  For  extending 
north  pier  250  feet  and  south  pier  200  feet,  850,000;  for  rebuilding  367 
linear  feet  of  south  pier  above  water,  $3,7G0;  miscellaiieons  repairs  of 
piers  and  revetments  and  dredging,  $5,000;  making  in  all,  with  about 
0  per  cent  for  contingencies,  $02,000. 
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July  1.  1893,  balance  unoxpendod $7,394.37 

Jirae  30,  1894,  amoniit  exponded  dnri  ug  fiscal  year 2, 679. 45 

July  1,  1894,  balance  nucxpeudcd 4, 714. 92 

July  1,1894,  outstanding  liabilities 4.30 

July  1,  1894,  bnlanoo  nrailable 4,  710. 62 

Amount  appropriate<l  by  act  of  August  17, 1894 5, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 9,  710. 62 

{Amount  (ostimated)  roquircd  for  completion  of  existing  project 53, 000. 00 
Amonntthatcau  be  profitably  expended  in  fiscal  year  ending  J  nne:^,  1896    62, 000. 00 
Submitted  in  compliauco  \7itli  requirements  of  sections  2  of  river  and 
harbor  ac^of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  L  L  9.) 

10.  Pentwater  Harbor^  Michigan. — Originally  an  iin n a vig^able  connec- 
tion existed  between  Lake  Michigan  and  Portage  Lake,  which  had  been 
improved  by  local  interests  so  as  to  afford  a  narrow  4-foot  channel  at 
the  time  the  Goveniment  work  was  commenced  in  1807.  The  project 
of  imiirovement  then  adopted,  and  followed  withcmt  modification  until 
the  present  time,  aimed  to  increase  the  channel  depth  to  12  feet,  and 
maintain  it  between  revetments  and  piers  extending  into  Lake  Michi- 
gan; its  estimated  cost  was  $327,713.40. 

The  total  expenditure  to  Juno  30,  1803,  was  $232,367.27. 

The  length  of  north  pier  and  revet  men  t  w.as  2,223  feet  and  of  south  pier 
2,115  feet,  but  they  reach  only  to  the  10  foot  curve  in  Lake  Michigan,  and 
it  is  therefore  impossible  as  yet  to  maintain  the  projected  depth  of  12  feet 
between  them ;  this  will  continue  until  they  are  extended  to  the  14  or  15 
foot  curve.  As  matters  now  are,  no  matter  how  deep  a  channel  may  be 
made  by  dredging,  it  rapidly  shoals  to  a  depth  of  0  or  10  feet  (mly. 

Expenditures  during  the  past  fiscal  year  amounted  to  81,79  \li,  the 
principal  i)art  of  which  was  for  dredging  between  piers,  resulting  in  a 
channel  70  feet  wide  and  16  feet  deep.  This  was  done  between  July 
21  and  August  22, 1893,  bnt  a  survey  of  May  25  and  26, 1891,  showed  no 
trace  of  it  left,  the  best  channel  then  existing  b  tween  the  piers  having 
a  depth  of  10^  feet  only.  Besides  the  dredging  the  only  work  <lone  at 
the  harbor  during  the  year  waspatchingup  old  portions  of  the  piers  in 
the  efibrt  to  hold  them  together  until  means  arc  provided  for  rebuilding 
them  above  water  and  refilling  them  with  stone.  The  estimate  below 
is  intended  to  cover  the  costs  of  reconstructing  these  old  portions,  and 
of  extending  the  south  pier  200  feet.  This  is  the  limit  of  extension 
authorized  at  present,  but  both  piers  will  have  to  be  extended  double 
that  amountbefore  a  12-foot  channel  can  be  maintained  between  them, 
except  by  constant  dredging. 

The  estimate  for  1896  is  as  follows: 

For  rebuilding  above  water  and  refilling  520  linear  feet  north  pier, 
$5,210;  same  for  1,036  feet  of  south  pier,  810,360;  dredging  $3,000;  200 
linear  feet  new  crib  work  for  completing  autliorized  extension  of  south 
pier,  $24,000,  making,  with  about  6 per  cent  for  contin«:;encies,  815,000. 

July  1,  1893,  balance  iinexponclcil $6.  4r)2.73 

June  30, 1804,  amount  expended  during  fisciil  year 1,  7i)r>.  11 

July  1,  1894,  bnlanco  unexpended 4,  657. 62 

July  1,  1894y  oututaudiug  liabilities 350.04 

Jnly  1,  18W,  balance  available 4,307.-58 

Amount  appropriated  by  act  of  August  17,  1894 5, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 9,  307. 58 
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(  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  une  30, 1896  $45, 000. 00 
<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  L  L  10.) 

11.  Ludington  Harbor,  Michigan, — Before  the  Government  undertook 
any  work  for  improving  this  harbor,  local  enterprise  had  made  a  narrow 
7-foot  channel  from  Lake  Michigan  to  Pere  Marquette  LaivC,  and  main- 
tained it  for  several  years.  The  Government  work  was  commenced  in 
1867,  with  the  purpose  of  enlarging  the  channel  to  a  width  of  200  feet, 
and  depth  of  20  feet,  and  protecting  it  by  ])ier8  projecting  into  Lake 
Michigan ;  the  estimated  cost  was  $270,682.  The  improvement  was  duly 
made,  and  subsequently  maintained  by  periodical  dredging  aud  j)ier 
extensions.  In  1800  the  scope  of  the  design  was  enlarged,  and  18  feet 
was  fixed  upon  as  the  depth  to  be  obtained,  thereby  necessitating  exten- 
sions of  500  and  700  feet  to  the  north  and  south  piers  respectively;  it 
was  further  designed  that  these  extensions  should  be  so  made  as  to 
increase  the  width  at  entrance  to  250  feet.  These  extensions  have  been 
so  made,  but  the  full  depth  of  18  feet  has  not  yet  been  realized.  The 
total  of  expenditures  on  the  original  and  modified  projects,  to  June  30, 
1893,  was  8349,975.01,  resulting  in  a  reliable  144-foot  channel,  protected 
between  piers  aggregating  3,833  feet  in  length. 

The  amount  spent  during  the  last  fiscal  year  was  $5,543.92,  applied 
mainly  to  dredging  and  to  placing  additional  stone  filling  in  new  cribs. 
The  amount  dredged  was  13,802  cubic  yards,  by  which  the  depth  of 
channel  was  increased  to  16  feet. 

It  is  probable  that  further  extension  of  piers  will  not  be  required  for 
some  years,  but  those  portions  built  in  the  early  days  of  the  work  are 
so  decayed  that  they  can  no  longer  be  held  together  by  ordinary 
repairs;  they  must  be  rebuilt.  This  and  dredging  are  matters  that  can 
not  be  neglected  without  serious  detriment  to  the  navigable  capacity 
of  this  important  harbor. 

The  estimate  for  1896  is  for  the  following:  Rebuilding  inner  end  of 
north  pier,  130  linear  feet,  $2,600;  rebuilding  above  water  587  linear 
feet  north  pier,  $5,870;  rebuilding  above  water  1,423  linear  feet  south 
pier,  $14,230;  miscellaneous  repairs  and  stone  to  provide  for  settlement 
of  filling  in  new  crib  work,  $5,000;  dredging,  $4,000.  Making  in  all, 
with  an  allowance  of  about  10  per  cent  for  contingencies,  $35,000. 

July  1,  1893,  balance  nnexpended $7, 459. 09 

June  30,  1894,  amouut  expended  during  fiscal  year 5, 543. 92 

July  1,  1894,  balance  unexpended 1, 915. 17 

July  1,  1894,  outstanding  liabilities 1. 70 

July  1,  1894,  balance  available 1,913.47 

Amouut  appropriated  by  act  of  August  17,  1894 6, 000. 03 

Amount  available  for  fiscal  year  ending  June  30,  1895 7, 913. 47 

Amount  tbat  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    35, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  act«  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  L  L  11.) 

1J2.  Manistee  Harbor,  Michigan, — The  commerce  of  this  harbor  is  ex- 
tensive and  continuous  throughout  the  year,  its  most  prominent  feature 
being  the  regular  traffic  of  the  steamers  run  by  the  Flint  and  Pere  Mar- 
quette Railway  Company,  the  largest  of  which  draws  15  feet  when 
loaded.    The  number  of  vessels  entered  and  cleared  during  the  year 
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1893  was  2,831,  with  a  tonnage  of  959,550;  the  receipts  and  shipments 
during  the  same  period  were  968,135  tons,  the  principal  items  of  which 
were  salt  and  lumber. 

Before  the  Government  undertook  any  work  at  this  place  local  enter- 
prise had  opened  an  entrance  to  the  river  for  vessels  drawing  7  feet. 
Systematic  work  was  commenced  by  the  Government  in  18G7,  under  a 
project  for  pier  construction  and  dredging,  with  a  view  to  forming  and 
maintaining  a  navigable  channel  12  feet  deep  at  the  entrance  to  and 
between  the  piers;  the  project  was  extended  in  1873  to  include  dredg- 
ing iu  the  river  for  a  distance  of  about  1,350  feet  inside  the  shore  end 
of  piers  and  to  constructing  revetments  along  the  line  of  channel  so 
dredged.  In  1890  the  scope  of  operations  was  again  extended  to  in- 
clude dredging  a  channel  15  feet  deep  throughout  the  length  of  the 
Manistee  River,  a  distance  of  about  8,000  feet,  from  Lake  Michigan  to 
Lake  Manistee,  and  to  extending  the  north  and  south  piers,  respec- 
tively, to  the  18  and  14  foot  curves  in  Lake  Michigan,  with  a  view  to 
maintaining  that  depth  of  channel  at  the  entrance.  The  river  channel 
was  dredged  through  in  1891,  but  soon  shoaled  again  to  13  feet 
because  of  the  unprotected  banks.  Congress  thereupon  made  further 
work  in  tlie  river  to  depend  upon  the  construction  and  maintenance  of 
proper  bank  protection,  and  the  work  now  in  hand  is  limited  to  extend- 
ing the  piers  above  indicated,  keeping  them  in  serviceable  condition, 
and  dredging  between  them. 

The  amount  expended  for  these  improvements  up  to  June  30, 1894, 
was  $345,665.08,  of  which  the  sum  of  $43,554.93  was  expended  during 
the  last  fiscal  year. 

Operations  duiing  the  year  included  the  construction  of  350  linear 
feet  of  crib  piers  30  feet  wide  and  from  24  to  26  feet  in  height,  rebuild* 
ing  719  feet  of  old  piers  from  the  water  surface  to  5  feet  above,  and 
dredging  in  channel  way  between  piers. 

The  north  and  south  piers,  with  the  revetments  connected  there- 
with, have  at  this  time  lengths  of  2,906^  feet  and  1,689  feet,  respec- 
tively, the  channel  depth  between  them  being  not  less  than  15  feet  at 
any  x)oiut,  as  the  results  of  dredging  and  pier  extension  made  during 
the  past  fiscal  year.  The  north  pier  extension  of  350  feet  made  during 
the  year  completes  the  present  project  as  respects  new  work  on  that 
pier;  a  like  extension  of  the  south  pier  remains  to  be  done  for  the 
completion  of  that  structure.  The  maintenance  of  the  piers  in  service- 
able condition  calls  for  rebuilding  sections  that  were  originally  con- 
structc^d  from  twenty-two  to  twenty-five  years  ago,  and  estimates  for 
this  purpose,  as  also  for  extending  the  south  pier  and  for  dredging,  are 
submitted. 

July  1,  1893,  balance  imexpended $45, 889. 85 

June  30,  1894,  amount  expended  during  fiscal  year 43, 554. 93 

July  1.  1894,  balance  unexpended 2,334.92 

July  1,  1894,  outstanding  liabilities 127.61 

July  1,  1894,  balance  available 2,207.31 

Amount  appropriated  by  act  of  August  17,  1894 12,000.00 

Amount  available  for  fiscal  year  ending  J une  30,  1895 14, 207. 31 

J  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    61, 000. 00 
Submitted  iu  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  L  L  12.) 
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IS.  Harhor  of  refuge  at  Portage  Lake^  Michigan. — The  great  need  of 
a  harbor  of  refuge  in  this  vicinity  has  long  been  recognized,  and  the 
peculiar  adaptability  of  Portage  Lake  led  to  its  selection  for  this 
purpose  as  far  back  as  1878.  In  1879  Congress  made  the  first  appro- 
priation for  the  work,  but  its  amount — $10,000 — was  wholly  inade- 
quate for  the  object  in  view,  and  the  subsequent  appropriations  have 
been  insuthcient  to  complete  the  work.  Their  expenditure  has  not 
produced  results  of  any  practical  value  j  the  piers  have  only  reached 
to  about  half  the  proi>osed  limits,  and  are  wholly  useless  as  a  pro- 
tection for  any  channel  that  may  be  made  between  them.  The 
available  depth  between  piers  in  April,  1894,  was  oidy  5 J  feet.  A 
chauuel  401eetwide  and  15  feet  deep  was  dredged  Ain-il  28  to  May 
26,  to  afford  relief  to  the  little  local  commerce,  the  amount  excavated 
for  this  purpose  being  24,870  cubic  yards.  In  one  month's  time  the 
dredged  channel  had  shoaled  again  to  an  available  depth  of  only  11 
feet. 

The  total  expenditure  to  June  30,  1894,  was  $98,020.13,  of  which 
$1,705.52  was  expended  during  the  last  fiscal  year. 

The  completion  of  an  easily  accessible  harbor  of  refuge  at  this  idace 
is  a  matter  of  great  importance  to  the  extensive  commerce  entering 
and  passing  the  eastern  Lake  Michigan  ports.  From  Traverse  Bay, 
Michigan,  to  Michigan  City,  Ind.,  the  only  harbor  that  maybe  entered 
for  refuge  with  comparative  safety  when  shelter  is  needed  is  that  at 
Grand  Haven,  the  piers  of  which  are  400  feet  apart.  The  other  har- 
bors were  not  designed  for  refuge,  and  their  entrances  are  so  con- 
tracted that  no  vessel  can  attempt  them  without  risk  of  disaster  when 
the  weatlier  conditions  are  such  as  to  make  shelter  from  the  open 
lake  necessary.  The  fact  that  these  harbors  have  been  improved  at 
great  expense  to  keep  pace  with  the  demands  of  their  commerce  but 
magnifies  the  importance  of  creating  one  that  will  provide  shelter  for 
vessels  bearing  it  when  approaching  their  destined  ports  in  heavy 
wejither.  In  this  connection  it  is  proper  to  note  that  two  schooners 
attempted  to  enter  Frankfort  Harbor,  17  miles  distant,  on  the  3l8t  of 
October  last,  missed  the  entrance,  and  went  on  the  beach  north  of  the 
harbor. 

The  harbor  of  refuge  can  not  be  built  with  such  meager  appropria- 
tions as  have  heretofore  been  made,  and  it  is  therefore  urged  by  tho 
officer  in  charge  that  the  next  appropriation  be  not  les^'s  than  $125,000 
if  any  real  eilbrt  to  make  the  harbor  is  to  be  attempted.  If  this  is  not 
done,  it  is  believed  that  the  work  had  better  be  abandoned,  as  any  sum 
materially  less  will  produce  no  efiPectivo  advance  toward  the  end  indi- 
cate<l,  and  there  api)ears  to  be  no  good  reason  for  further  appropria- 
tion with  any  other  object,  the  local  coinmerce  being  utterly  insiguifi- 
cant.  The  work  T)roi)osed,  if  the  above  amount  is  appropriated,  includes 
building  COO  linear  feet  of  new  crib  work  for  extending  the  piers, 
$GO,0<iO;  rebuilding  1,240  linear  feet  of  wrecked  and  unserviceable 
north  pier  and  revetment,  $38,000:  repairing,  slieet-i)iling,  and  refilling 
south  piei  and  revetment,  $G,000;  dredging,  810,000;  making,  with  an 
allowance  of  a  little  less  than  10  per  cent  for  contingencies,  the  total 
of  $125,000. 

As  sooh  as  the  work  above  indicated  is  done,  it  will  be  necessary  to 
proceed  at  once  to  add  GOO  linear  feet  of  crib  work  to  the  new  piers  in 
order  to  carry  them  to  the  20-foot  curve  in  Lake  Michigan,  which  is 
the  least  limit  that  will  suffice  to  protect  a  channel  between  them  of 
such  depth  and  width  as  is  requisite  for  a  harbor  of  refuge. 
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July  1,  1S93,  balance  tiuexponded $3,885.39 

June  30,  1894,  amount  oxpended  daring  fiscal  year 1, 705. 52 

July  1,  1894,  balance  unexpended 2, 179. 87 

July  1,  1894,  outstanding  liabilities 105. 27 

July  1,  1894,  balance  available 2,074.60 

Amount  appropriated  by  act  of  August  17,  1894 25,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 27, 074.  60 


j  Amount  (estimated)  required  for  completion  of  existing  project 142,  ( 

I  Aoiount  that  can  bo  profitably  expended  in  fiscal  year  ending  J  "uno  30, 1896  125,  ( 
\  Bnbmitted  in  compliance  with  requirements  of  sections  2  of  river  and 


,000.00 

,000.00 

1  compliance  with  requirements  of  sections  2  of  river  and 

[     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  L  L  13.) 

14.  Frankfort  Harbor^  Michigan. — Before  any  work  was  done  by  the 
Government,  Lake  Aux  Bees  Scies  (Frankfort)  could  be  entered  from 
Lake  Michigan  by  a  narrow  and  uncertain  channel,  3  or  4  feet  deep. 
The  project  adopted  on  commencing  improvements  in  1867  was  to 
dredge  a  new  connecting  channel  V2  feet  deep  and  200  feet  wide,  and 
to  protect  its  sides  by  pile  revetments,  and  its  entrance  by  crib  piers 
extending  672  feet  into  Lake  Michigan  on  the  north  side  and  832  feet 
on  the  south  side.  The  estimated  cost  was  $146,400,  This  project  was 
afterwards  modified  from  time  to  time  to  provide  for  repairs,  dredging, 
and  necessary-  pier  extension,  until  that  now  in  progress  was  adopted 
in  1892,  by  w^hich  the  crib  work  in  north  pier  will  be  1,002  feet  long 
and  in  south  pier  1,250  feet  long.  The  original  estimate  has  thereby 
grown  to  $325,659.85  as  the  total  estimated  cost  of  original  construc- 
tion, maintenance,  and  repairs,  and  new  work  included  in  the  present 
project. 

Up  to  the  close  of  the  fiscal  year  ending  June  30, 1894,  total  expendi- 
ture was  $273,909.83,  of  which  $3,802.61  was  expended  during  the  last 
.fiscal  year. 

At  the  beginning  of  this  last  year  the  entrance  channel  was  in  good 
navigable  condition,  the  depth  at  entrance  being  16  feet,  made  so  by 
dredging  under  a  contract  that  had  been  closed  in  April,  1893. 

Operations  during  the  year  past  were  limited  to  dredging  and 
repairs  of  the  piers.  In  the  work  of  dredging  6,933  cubic  yards  was 
excavated  in  restoring  the  channel  between  piers,  and  through  the 
shoal  that  is  constantly  forming  in  advance  of  them  because  of  their 
insuflQcient  length,  this  work  was  completed  September  11,  1893,  but 
the  storms  of  early  October  obliterated  that  through  the  shoal,  leaving 
it  only  10  feet  depth  in  axis  of  channel,  slightly  deeper  to  the  south- 
ward, and  only  8^  feet  on  north  pier  line.  No  dredge  being  available 
for  work  there  at  that  time,  the  large  car  ferryboats,  making  regular 
trips  acio.ss  Lake  Michigan  to  and  from  the  harbor,  scoured  a  new 
channel  by  their  i)ropeller  wheels,  and  were  thereby  able  to  continue 
their  service.  •  The  repair  work  consisted  in  tearing  out  portions  of 
old* rotted  superstructure  and  replacing  it  with  new;  placing 325  linear 
'  feet  of  double  sheet  piling  along  the  rear  face  of  portions  of  the  north 
pier,  to  i)revent  sand  passing  through  it  and  filling  up  the  channel 
between  piers;  building  365  feet  of  sand  fences,  5  feet  high,  to  check 
drift  of  sand  over  piers  into  channel  way;  a  large  amount  of  drift  tim- 
ber was  cleared  out  of  the  piers,  and  stone  filling  placed  where  the 
supply  was  deficient. 

It  is  most  importarit  that  the  piers  be  extended  to  the  limits  of  the 
approved  project,  as  entrance  to  the  harbor  is  liable  to  complete 
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destruction  after  every  severe  storm  as  long  as  the  present  coudition 
of  affairs  continues.  Considerable  repairs  of  piers  and  additional  stone 
filling  are  necessary  for  the  security  of  the  old  work,  and  dredging 
must  be  resorted  to  to  keep  the  channel  open. 

The  estimate  for  1896  is  as  follows:  400  linear  feet  of  crib  work  for 
extending  piers,  $40,000;  sheet  piling,  repairing  and  refilling  piers, 
$6,000;  dredging  and  contingencies,  $6,000;  total,  $51,000. 

July  1,  1893,  balance  unexpended $7,831.13 

June  30,  1894,  amount  expended  during  fiscal  year 3, 802. 61 

July  1,  1894,  balance  unexpended 4, 028. 52 

July  1,  1894,  outstanding  liabilities 420. 77 

July  1,1894,  balance  available 3,607.75 

Amount  appropriated  by  act  of  August  17,  1894 50, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 53, 607. 75 

(  Amount  thatcan  beprofitably  expended  in  fiscal  year  ending  June  30, 1896    51, 000.00 
<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(      harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  L  L  14.) 

15,  Charlevoix  Harbor^  Michigan. — The  improvements  at  this  plac^ 
are  designed  to  furnish  access  to  Bound  and  Pine  lakes,  situated  in  the 
northern  part  of  the  peninsula  between  Grand  and  Little  Traverse  bays. 
The  original  outlet  from  these  lakes  to  Lake  Michigan  was  a  narrow 
stream  through  which  boats  drawing  only  2  or  3  feet  could  pass. 
Local  enterprise  improved  these  conditions  by  dredging  and  pier 
construction  so  as  to  permit  the  passage  of  vessels  drawing  6  feet- 
Work  was  then  commenced  by  the  Government  with  an  appropriation 
of  $10,000  made  in  the  river  and  harbor  act  of  August  14,  1876,  the 
project  providing  for  dredging  a  straight  channel  100  feet  wide  to  a 
navigable  depth  of  12  feet  through  Pine  Eiver  to  Round  Lake  and  pro- 
tecting its  sides  by  pile  revetments  and  its  entrance  by  crib  piers  150 
feet  apart,  extending  to  12  feet  of  water  in  Lake  Michigan.  This  project 
was  extended  to  provide  a  revetted  channel  12  feet  deep  from  Bound 
to  Pine  Lake.  With  this  modification  the  estimated  total  cost  was 
$186,000. 

The  amount  expended  to  June  30, 1893,  was  $102,067.91,  when  there 
w  as  a  narrow  channel  13^  feet  deep  from  Lake  Michigan  to  Bound  Lake, 
and  one  12J  feet  deep  from  Bound  Lake  to  Pine  Lake,  these  depths 
being  the  immediate  results  of  dredging  during  that  fiscal  year. 

The  amount  expended  during  the  year  ending  June  30,  1894  was, 
$6,723.52,  and  it  was  applied  to  restoring  the  requisite  depths  of  chan- 
nel by  dredging  and  to  repairing  piers  and  revetments.  The  principal 
items  of  repairs  were  the  removal  of  400  linear  feet  of  old  plank  beam 
revetment  and  replacing  it  by  a  substantial  structure  of  piles  and  sheet- 
piling,  overhauling  stone  filling  of  piers  to  equalize  its  distribution, 
and  gathering  63  cords  of  bowlders  from  the  beach  to  Supply  deficien- 
cies in  pier  filling.  The  work  of  dredging  has  served  to  maintain  the 
required  navigable  depth  except  during  a  short  portion  of  the  year,  and 
the  repairs  have  kept  piers  and  revetments  in  serviceable  condition. 

The  estimate  for  1896  is  as  follows :  200  linear  feet  new  crib  work  for 
extending  south  pier  to  12-foot  curve  in  Lake  Michigan,  $20,000; 
removing  500  linear  feet  of  old  ciib  work,  north  pier,  and  replacing  it 
by  new  work,  $22,600;  dredging  and  occasional  repairs  of  piers  and 
revetments,  $6,000;  making  in  all,  with  10  per  cent  approximately,  for 
contingencies,  $53,000. 
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Coneerning  this  estimate  the  item  of  $20,000  for  extendiug  sonth 
pier  is  essential  to  carry  its  end  out  to  water  12  feet  deep,  as  required 
by  the  approved  project,  and  until  this  is  done  it  will  be  impossible  to 
keep  that  depth  at  entrance.  The  600  feet  of  old  crib  work  that  must 
now  be  replaced  was  originally  built  by  local  enterprise,  and  is  in 
imminent  danger  of  destruction  by  any  severe  northerly  storm,  and 
navigation  between  the  piers  would  thereby  be  completely  obstructed. 
It  is  a  vp-aste  of  money  to  continue  further  temporary  repairs  over  this 
portion.  Periodical  dredging  and  minor  repairs  of  piers  and  revet- 
ments are  essential  for  maintaining  channels  and  accessory  works. 

Jnlyl,  1893,  balance  unexpended $10,432.09 

Jimo  30,  1894,  amount  expended  during  fiscal  year 6, 723. 52 

July  1,  18J)4,  balance  unexpended 3,708.57 

Jaly  1,  1894,  outstanding  liabilities 868.47 

July  1,  1894,  balance  available 2,840.10 

Amount  appropriated  by  act  of  August  17,  1894 8, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 10, 840. 10 

{Amount  (estimated)  required  for  completion  of  existing  project 65, 500. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    53, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  L  L  15.) 

16.  PetosJcey  Harbor j  Michigan. — Petoskey  lies  on  the  south  shore  of 
Little  Traverse  Bay.  Its  water  front  has  no  sheltered  anchorage,  and 
the  transfer  of  a  considerable  commerce  and  passenger  traffic  is  effected 
at  a  landing  pier  under  conditions  of  great  difficulty  and  no  little  dan- 
ger during  the  prevalence  of  high  northwest  winds.  Congress  has 
made' two  appropriations  for  improving  the  condition  of  affairs. 

The  river  and  harbor  act  of  August  17, 18U4,  contains  an  appropria* 
tion  of  910,000  for  this  improvement,  and  provides  that  this  amount, 
with  the  unexpended  appropriations  heretofore  made  for  this  harbor, 
is  to  be  expended  according  to  the  larger  of  the  two  projects  submitted 
in  the  report  of  December  21, 1889,  of  the  results  of  a  survey  of  this 
locality.  The  report  mentioned  is  printed  in  the  Annual  Keport  of  the 
Chief  of  Engineers  for  1890,  pp.  2073-2675,  and  the  larger  project  sub- 
mitted therein  proposes  the  construction  of  a  harbor  in  the  bay  by 
means  of  a  pier  projecting  offshore  from  a  point  westward  of  the  city 
and  connecting  with  a  breakwater  extending  eastwardly  and  covering 
the  city  front.  The  sheltered  area  to  be  about  12  acres,  and  the  esti- 
mated cost  of  the  work  is  ^170,000. 

July  1,  1893,  balance  unexpended $34,780.80 

Juue  30,  18U4,  amount  expended  during  fiscal  year 4. 02 

July  1,  1894,  balance  unexpended 34,776.78 

Amount  appropriated  by  act  of  August  17,  1894 10, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 44, 776. 78 

Amount  (estimated)  required  for  completion  of  existing  project 125, 000. 00 

'  Anionnt  that  can  be  profitably  expended  in  fiscal  year  en  ding  June  30, 1896  125, 000. 00 
Submitted  in  compliance  with'requiremeut-s  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  L  L  16.) 

17.  Cheboygan  Harbor^  Michigan, — When  survey  was  made  at  the 
mouth  of  the  Cheboygan  River  in  1870,  preparatory  to  eommeneing  its 
ENG  94 23 
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improTement  in  tbe  following  year,  the  navigable  channel  was  only  6 
feet  deep.  The  original  project  of  improvement  was  to  dredge  an 
entrance  channel  200  feet  wide,  14  feet  deep,  and  protect  its  sides  by 
pile  piers  and  revetments,  all  at  an  estimated  cost  of  $395,335.  But  as 
actually  carried  out  the  feature  of  side  protection  has  been  found 
unnecessary  and  therefore  omitted;  deducting  $266,110,  which  was  the 
proportional  part  of  the  total  estimate  applicable  to  the  omitted  feature, 
leaves  $120,225  as  the  estimated  cost  of  the  improvement  really  under- 
taken. The  dredging  was  carried  to  a  depth  of  only  13  feet  until  1880, 
when  it  was  increased  to  15  feet  for  a  width  of  50  feet  in  mid-channel. 
In  1882  it  was  decided  to  extend  this  depth  over  the  full  width  of  chan- 
nel, and  in  1888  to  prolong  the  channel  up  to  the  State  road  bridge.  In 
Kovember,  1889,  all  the  proposed  dredging  w^as  completed,  resulting  in 
a  15-foot  channel  200  feet  wide,  from  deep  water  in  the  Straits  of 
Mackinac  to  the  State  road  bridge  over  the  Cheboygan  River,  a  dis- 
tance of  about  7,100  feet.  A  40-foot  square  timber  crib,  constructed  in 
1881,  marks  the  entrance  to  the  channel,  and  constitutes  the  founda- 
tion of  a  light-house  subsequently  erected  by  the  United  States  Light- 
House  Establishment. 

The  total  expenditure  for  improving  this  harbor  to  June  30, 1894,  was 
$129,828.24. 

Xo  work  has  been  done  there  since  the  close  of  operations  in  1880. 
In  the  mean  time  the  15  foot  channel  has  shoaled  to  12  and  13  feet  in 
some  places,  and  its  navigable  capacity  has  thereby  become  materially 
impaired.  It  is  proi)osed  to  restore  the  full  depth  of  16  feet,  for  which 
purpose  there  is  available  an  unexpended  balance  of  former  appro- 
I)riation8,  amounting  to  $18,171.76.  As  this  will  suffice  for  that  pur- 
pose, and  as  there  is  at  this  time  no  approved  project  for  other  work, 
no  estimate  is  submitted  for  1896. 

.Inly  1,  1893,  balance  unexpended $18,197.68 

Juno  30,  1894,  amount  expended  during  fiscal  year 25. 92 

July  1,  1894,  balance  unexpended 18, 171. 76 

July  1,  1894,  outstanding  liabilities 158.67 

July  1,  1894,  balance  available 18,013.09 

(See  Appendix  L  L  17.) 

/<^.  Alpena  Harbor  [Thunder  Bay  River)^  Michigan, — The  city  of 
Alpena  occupies  both  banks  of  Thunder  Bay  Eiver  at  its  mouth,  and 
this  reach  of  river,  about  a  mile  long,  to^rether  with  the  dredged  chan- 
nel through  the  bar  in  advance  of  it,  constitutes  Alpena  Harbor,  which 
has  been  the  subject  of  improvements  carried  on  by  the  Government 
since  1876,  under  appropriations  for  improving  Thunder  Bay  Harbor 
and  Thunder  Bay  River. 

Tlie  original  depth  at  entrance  to  the  river  was  only  7  feet,  but  local 
enterprise  increased  it  to  12  feet.  The  work  of  improvement  by  the 
Govciument  has  provided  a  wider  channel  and  increased  the  depth  to 
13, 14,  and  10  feet,  under  successive  projects,  whose  costs  were  estimated 
at  $4,764,  815,000,  and  $36,087,  respectively;  the  total  of  the  three 
separate  estimates  being  $55,851. 

The  amount  expended  to  the  close  of  the  fiscal  year  ending  June  30, 
1893,  was  $34,735.34,  at  which  time  a  channel  16  feet  deep  had  been 
made  from  Thunder  Bay  to  the  head  of  navigation  in  Thunder  Bay 
Biver,  a  total  length  of  about  7,000  feet;  that  portion  in  the  harbor 
proper,  included  between  the  dock  lines  established  by  the  city  of 
Alpena,  had  been  completed  to  its  full  width,  and  that  in  the  open  cut 
through  the  bar  at  the  river^s  outlet  into  the  bay  nearly  so. 
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The  amount  expended  daring  the  last  fiscal  year  was  85,453.83, 
incladiug  $823.63  paid  retained  percentages  due  on  contract  work  done 
toward  the  close  of  the  preceding  year.  The  work  done  was  dredging, 
thereby  completing  the  contract  and  work.  The  width  of  finished 
channel  is  200  feet  at  entrance  of  cut  through  the  bar,  150  feet  at 
X>oint  of  entrance  between  piers,  and  from  that  point,  conforming  to  the 
dist^ince  between  dock  lines  established,  the  widtli  of  100  feet  is  held 
for  a  distance  of  2,600  feet,  beyond  which  it  is  75  feet  for  a  distance  of 
1,500  feet,  and  thence  50  feet  to  the  head  of  navigation. 

The  e'itiraato  for  1896,  submitted  below,  is  for  maintaining  the  navi- 
gable capacity  of  this  channel,  as  it  will  undoubtedly  suffer  material 
deterioration  before  that  time. 

Thunder  Bay  (Alpena)  Harbor,  Michigan, 

July  1,  1893,  balance  nnexpeuded $823. 63 

Joiio  30,  1894,  amount  expended  daring  fiscal  .year 823. 63 

Thunder  Bay  Biter  (Alpena  ffarhor)^  Michigan, 

July  1,  1803,  balance  unexpended $9,441.08 

June  30,  1884,  amount  expended  during  fiscal  year 4, 630. 20 

July  1,  1834,  balance  unexpended 4, 810. 83 

July  1,  1891,  outstanding  liabilities 158.67 

July  1,  1894,  balance  avaHable 4,  Go'i,  16 

Amount  appropriated  by  act  of  August  17,  1894 4, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 . . . .' 8, 652. 16 

(  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896      5, 000. 00 
<  Submittefl  in  compliance  with  requirements  of  sections  2  of  river  and 
(      harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  L  L  18.) 

19.  Saginaw  Rivdr,  Michigan. — Before  improvement  the  navigjxble 
capacity  of  this  stream  was  limited  by  the  bar  at  its  mouth,  where  a 
channel  depth  of  8  feet  only  was  available,  and  by  sevcrid  shoals 
between  there  and  tlie  city  of  Saginaw,  over  which  still  less  depth  was 
to  be  found.  Its  improvement  was  commenced  in  18G7  by  dredging  a 
straight  cut  through  the  bar  at  the  mouth  to  a  depth  of  13  feet,  the 
work  being  completed  in  the  following  years.  In  subsequent  years  the 
sc^pe  of  operations  was  gradually  extended  to  vjvrious  shoals  higher 
up,  but  ^ubject  to  no  general  project  until  1882,  when  a  comprehensive 
and  connected  scheme  of  improvement  covering  the  entire  river  was 
proposed  and  adopted.  It  called  for  a  navigable  channel  14  feet  dt^ep 
and  200  feet  wide  from  Saginaw  Bay  to  the  upper  limits  of  Bay  City, 
about  8  miles  above  the  point  of  beginning,  and  thence  to  the  he^id  of 
navigation,  some  IG  miles  farther  up,  a  channel  of  the  same  width,  but 
only  12  feet  deep.  The  estimated  cost  of  this  project  was  844(»,000, 
which,  added  to  the  estimated  cost  of  the  several  preceding  projects 
($20 1,378),  gives  $740,378  as  the  estimate  of  cost  for  the  whole  improve- 
ment. 

It  should  be  observed  that  the  above  estimates  concerned  the  ques- 
tion of  original  cost  only,  and  took  no  note  of  cost  of  maintenance  while 
the  work  of  construction  was  in  progress;  but  in  a  stream  of  this  charac- 
ter that  is  a  matter  of  great  and  constant  expense,  and  in  the  absence  of 
appropriations  specifically  applicable  thereto  its  cost  has  of  necessity 
been  an  annual  tax  of  no  small  magnitude  on  the  successive  approx)ria- 
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tions  for  construction.  The  sum  total  of  appropriations  that  will  have 
to  be  made  before  the  work  can  be  completed  must  therefore  l^^rgely 
exceed  the  original  estimates  for  construction  only. 

The  total  of  expenditures  to  June  30, 1893,  was  $588,611.89,  and  the 
result  obtained  was  a  through  channel,  with  depths  as  proposed,  from 
the  bay  to  near  the  head  of  navigation.  The  channel  had  its  full 
width  of  200  feet  in  nearly  all  parts  up  to  include  the  Bay  City  front, 
but  above  there  the  width  obtained  was  generally  from  a  quarter  to 
one-half  of  what  it  is  proposed  to  make  them. 

The  amount  expended  during  the  fiscal  year  was  $60,262.09,  most  of 
which  was  applied  to  dredging.  This  work  resulted  (1)  in  completing, 
to  its  full  width,  the  channel  up  to  Bay  City  and  along  its  front;  (2)  in 
increasing  the  widths  of  channels  at  Melbourne  Shoal  and  New  York 
Works  Bar;  (3)  in  restoring  the  channel  at  Zilwaukee  Bar,  where  por- 
tions o  the  improved  channel  had  become  filled  with  deposits  to  such 
an  extent  as  to  obstruct  navigation;  and  (4)  in  extending  the  channel 
along  two  sections  of  the  river  in  front  of  the  city  of  Saginaw,  where 
increased  depth  was  most  needed. 

Careful  surveys  were  made  during  the  winter  of  the  Zilwaukee  Bar, 
Kew  York  Works  Bar,  Essexville  Bar,  and  bar  at  mouth  of  the 
river.  At  all  these  places,  except  Essexville,  the  improvements  were 
found  very  much  impaired  by  deposits,  which  measured  over  85,000 
cubic  yards  in  the  bar  at  the  mouth. 

For  reasonable  progress  on  this  extensive  improvement,  and  for 
maintenance  of  work  already  accomplished,  the  sum  of  $150,000  is 
needed. 

Jaly  1,  1893,  balance  unexpended $79, 138. 11 

June  30,  1894,  amount  expended  during  fiscal  year 66,  262. 09 

July  1,  1894,  buhince  unexpended 12, 876. 02 

July  1,  1894,  outstaudiug  liabilities 502.61 

July  1,  1894,  balance  available 12,373.41 

Amount  appropriated  by  act  of  August  17,  1894 40, 000. 00 

.  Amount  available  for  iiscal  year  ending  June  30,  1895 -   52, 373. 41 

(  Amountthatcanbeprofitably  expended  in  fiscal  year  ending  June30, 1896  150, 000. 00 
<  Submitted  in  com]»liance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  L  L  19.) 

J20,  Harbor  of  refuge  at  Sand  Beach^  Lake  BuroUj  Michigan. — The 
site  for  this  harbor  was  selected  in  1872  after  careful  consideration.  It 
is  on  the  west  shore  of  Lake  Huron,  60  miles  north  of  its  outlet  into 
the  St.  Clair  River,  and  the  artificial  harbor  built  there  since  then  is 
the  only  safe  refuge  on  that  coast  from  the  foot  of  the  lake  to  Tawas 
Bay,  115  miles  above.  The  work  of  construction  was  commenced  in 
1873,  under  a  project  providing  for  three  sections  of  breakwater,  made 
of  stone-filled  crib  work,  so  located  as  to  shelter  a  water  area  of  some 
650  acres  and  for  deepening  this  area  by  dredging  where  necessary. 
The  estimated  cost  was  $1,442,500.  The  sheltering  breakwaters,  with 
a  total  length  of  8,132  feet,  were  completed  in  188o  at  a  cost  of  about 
$975,000,  and  since  that  time  expenditures  have  been  applied  to  keep- 
ing them  in  repair,  dredging,  and  supervising  the  berthing  of  vessels 
entering  the  harbor  for  refuge. 

The  total  expenditure  to  June  30,  1893,  was  $1,133,078.53,  and  for  the 
fiscal  year  just  closed  $4^3,802.21. 

The  latter  was  applied  to  supervising  the  use  of  the  harbor,  some 
extensive  repairs  of  the  main  breakwater,  and  dredging. 
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The  work  of  dredging  is  for  the  purpose  of  obtaining  a  clear  depth 
of  21  feet  at  the  harbor  entrances  and  extending  such  depth  to  adjoin- 
ing portions.  These  operations  are  at  present  designed  to  cover  an 
area  of  about  365,000  square  yards.  The  work  was  done  by  contract, 
at  a  price  of  43  cents  per  cubic  yard,  making  the  cost  for  the  year 
$29,506.17.    The  material  dredged  is  mainly  rock  and  bowlders. 

The  repair  work  comprised  rebuilding  330  linear  feet  of  sea  wall  that 
had  been  carried  away  from  the  main  breakwater  during  the  storm  of 
April  21,  1892;  rej)airiug  break  made  by  the  steamer  Wissahiclconj 
wbich,  in  attempting  a  landing  July  26,  ran  into  the  main  pier  and  cut 
through  all  the  timbers  above  water;  decayed  upright  facing  plank 
were  stripped  from  tlie  inner  face  of  the  breakwater  for  a  length  of 
4, 138  feet,  and  a  new  oak  fender  secured  in  place  along  the  same  length; 
the  old  3-inch  decking  was  removed  for  a  length  of  1,424  feet  and 
replaced  with  6-iuch  hemlock  plank;  all  decayed  timbers  that  were 
accessible  were  taken  oat  and  replaced  by  new  material.  The  total 
coat  of  repairs  was  $9,680.41.  With  the  funds  available  it  is  proposed 
to  continue  the  work  of  dredging  and  general  repairs  to  the  above- 
water  section  of  the  breakwaters.  But  these  repairs  are  superficial,  and 
do  not  reach  to  the  unseen  interior,  on  which  the  integrity  of  the  whole 
structure  depends;  they  but  box  in  the  mass  and  may  serve  to  hold  it 
together  for  a  time,  but  eventually  the  steadily  decaying  interior  tim- 
bers must  give  way  under  the  assaults  of  some  storm  wave,  and  with 
them  the  whole  superstructure,  its  stone  filling,  and  newly  repaired 
surface.  The  true  i)olicy  is  to  replace  such  portions  by  concrete  or 
other  masonry,  and  it  is  submitted  that  means  should  be  provided  for 
so  doing  as  occasion  offers.  The  substructure,  being  below  water,  does 
not  decay,  and  may  be  depended  upon  as  a  substantial  foundation  for 
the  superincumbent  masonry.  As  an  initial  step  in  this  direction  an 
appropriation  of  $100,000  is  urged,  to  be  applied  as  breaches  occur  or 
such  evidence  of  weakness  develops  as  show  imminent  danger  of  col- 
lapse. An  additional  sum  of  $50,000  is  required  to  continue  the  work 
of  dredging  and  i>rovide  for  expenses  of  harbor  control,  miscellaneous 
repairs  of  piers  and  plant,  and  engineering,  superinteiKlence  and  con- 
tingencies.   This  brings  the  total  estimate  lor  1896  to  $150,000. 

As  respec*.t8  the  benefits  to  the  general  commerce  on  the  Great  Lakes, 
this  harbor  is  second  in  importance  to  no  other,  but  its  local  commer- 
cial interests  are  small.  The  number  of  vessels  that  entered  for  refuge 
during  the  past  year  was  991,  with  a  total  measured  tonnage  of  384,670; 
the  grand  total  so  entering  from  1877  to  1893  inclusive  was  20,375; 
tonnage,  6,451,022. 

July  1,  1893,  balance  unexpended $180,813.68 

Jone  30,  1894,  amount  expended  during  fiscal  year 43, 892. 21 

July  1,  1894,  balance  unexpended 136,  921. 47 

July  1,1894,  outstandine:  liabilities $7,235.66 

Julv  1,  1894,  amount  covered  by  uncompleted  contracts 30,  493. 83 

37,729.49 

July  1,  1894,  balance  available 99, 191. 98 

Amount  appropriated  by  act  of  August  17,  1894 20,  000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 119, 191. 98 

i  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  uue  30, 1896  150,  000. 00 
<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(      harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  L  L  20.) 
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21.  Black  River  at  Port  Eur on^  Michigan. — This  stream  flows  through 
the  city  of  Port  Huron,  Mich.,  and  empties  into  the  St.  Clair  ^viver. 
Before  improvement  it  had  a  navigable  channel  not  less  than  10  feet 
deej) — except  over  a  few  shoals,  where  tlie  depth  was  only  8J  feet — ^for  a 
distance  of  about  2  miles  from  the  mouth.  The  river  and  harbor  a<;t  of 
September  19,  1890,  appropriated  $25,000,  "to  deepen  cliannel  from 
mouth  to  Grand  Trunk  Kailway  bridge  to  depth  of  16  feet,"  and  a  project 
for  making  such  deptli,  with  channel  widths  varying  from  75  to  100  feet, 
according  to  locality,  was  thereupon  prei)ared  and  approved;  the  esti- 
mated cost  was  875,000.  The  appropriation  was  expended  in  1891-'92 
in  excavating  within  the  limits  indicated,  resulting  in  a  channel  of  the 
prescribed  depth,  with  widths  of  150  feet,  100  feet,  and  50  feet,  for 
distances  of  about  COO  fvt^t^  4,700  feet,  and  3,000  feet,  respectively.  This 
was  the  condition  of  the  imi)rovement  June  30, 1893,  at  which  dale  the 
total  expenditures  amounted  to  $24,990.85.  Expenditures  for  the  last 
fis('al  year  were  $9,698.80,  which  was  applied  to  dredging,  and  resulted 
in  extending  the  depth  of  16  feet,  with  a  width  of  50  feet,  to  Washing- 
ton avenue,  1,400  feet  above  the  Grand  Trunk  bridge,  such  extension 
being  required  by  the  river  and  harbor  act  of  July  13,  1892;  and  the 
section  of  river  below  the  bridge,  that  had  previously  been  dredged  to 
a  width  of  50  feet,  was  widened  to  75  feet. 

Examination  of  the  improvement  was  made  June  x9,  1894,  wnich 
showed  a  filling  of  from  3  to  4  feet  in  the  narrow  upstream  channels 
and  a  gradual  deterioration  of  less  extent  in  the  wider  channels  below, 
except  for  a  distance  of  about  half  a  mile  from  the  mouth  of  the  river; 
but  this  section  will  be  likewise  affected  in  the  near  future,  as  the  filling 
process  is  progressive  downstream.  It  is  evident  that  channels  dredged 
to  a  width  of  less  than  100  feet  will  be  of  little  permanence,  and  if  a 
depth  of.  16  feet  is  to  be  maintained,  the  narrower  channels  must  be 
redredged  to  that  width  at  least.  To  this  end  the  next  appropriation 
should  be  not  less  than  $15,000. 

.July  1,  1893,  balance  uncxpemled $10, 000. 15 

Juno  30,  18JU,  amount  expended  during  fiscal  year 9, 6.8. 80 

July  1,  1804,  balance  unexpended 301. TS 

July  1, 1894,  outstanding;  liabilities 12.80 

Jnly  1,  1894,  balance  available 288.55 

Amouu t  appropj'iated  by  act  of  August  17,  1894 4, 000. 00 

Amoun  t  available  for  fiscal  year  ending  June  30,  1895 4,  288. 55 

(Amount  (estimated)  required  for  completion  of  existing  project 86, 003.  CO 
Amount  that  can  bo  prolitably  expended  in  liscal  year  ending  Juno  30,1896  15,  COO.  00 
Submitted  in  compliauco  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3.  1893. 

(Sec  Appendix  L  L  21.) 

2^,  Mouth  of  Black  River ^  Michigan. — An  extensive  shoal  and  a  bar 
formerly  existed  in  the  St.  Clair  Kiver,  adjoining  the  mouth  of  the 
Black;  the  bar  lay  close  to  the  American  side  and  obstructed  approach 
to  the  Port  Huron  docks,  while  the  shoal,  forming  a  "Middle  GrouiuP 
nearly  50  acres  in  extent,  crowded  the  main  channel  in  a  sharp  curve 
close  to  the  Cansidian  shore,  thereby  exposing  the  vast  through  com* 
merce  of  the  lakes  to  the  dangers  attendant  upon  pass;ing  a  narrow 
and  crooked  channel  with  a  current  of  high  velocity.  In  1871  a  project 
was  adopted  for  dredging  the  bar  and  middle  ground  to  a  uniform 
depth  of  15  feet,  by  excavating  257,200  cubic  yards,  at  an  estimated 
cost  of  $120,060.     The  work  was  commenced  in  1872  and  completed  in 
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1878.  A  slight  Bhoaling  took  place  in  the  years  following,  and  tlie 
whole  area  was  redredged  between  1889  and  1892,  the  depth  of  excava- 
tion this  time  being  16  feet,  except  over  a  strip  bordering  the  main 
channel,  where  it  was  increased  to  18  feet. 

The  total  expenditure  to  June  30,  1893,  was  $85,848.58. 

No  work  was  done  during  the  past  fiscal  year,  and  there  is  no  present 
need  of  any;  but  the  shoal  is  slowly  reforming  and  the  draft  of  lake 
criaft  is  steadily  increasing,  so  that  further  dredging  will  be  called  for 
before  long.  It  is  important  to  the  entire  commerce  of  the  lakes  that 
the  channel  here  be  kept  in  the  best  possible  condition,  and  the  estimate 
of  $10,000,  submitted  below,  is  designed  to  provide  means  for  so  doing, 

July  1,  1893,  balance  iinexpcnded : $651. 42 

Jone  30,  1894,  amount  cxpeudod  daring  fiscal  year 545. 32 

Jnly  1,  1894,  balance  nnexpended 106. 10 

July  1,  1894,  ontstanding  liabilities 106.10 

Anionnt  appropriated  by  act  of  August  17,  1894 1 4, 000. 00 

r  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    10, 000. 00 
4  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(^     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  L  L  22.) 

23.  Clinton  River^  Mirhifjan. —^hls  is  a  navigable  stream  emptying 
into  Anchor  Bay,  as  the  northwesterly  part  of  Lake  St.  Clair  is  called, 
with  a  natural  channel  depth  of  about  10  feet,  except  at  shoals,  over 
which  but  5  or  G  feet  could  be  carried  before  improvement,  and  a  broad 
flat  at  tlie  mouth  with  a  general  depth  of  from  3  to  4  feet.  In  1870-'71 
a  ehannel  0  feet  deep,  GO  feet  wide,  and  2,7(K)  feet  long  was  drwlged 
through  thisllat,  but  being  left  without  works  of  protection  it  soon 
filled  in  ogain.  In  1880  a  project  of  general  improvement  from  the 
mouth  to  Mount  Clemens,  8  miles  up  stream,  was  adopted,  providing 
for  a  through  channel  8  feet  deep,  protected  by  a  pile  dike  at  the  mouth, 
extending  across  the  flat  to  the  curve  of  10  feet  depth  in  the  bay,  and 
by  such  revetments  at  points  above  as  were  deemed  necessary.  The 
estimated  cost,  as  modified  in  1885  and  1880,  was  1^34,504. 

The  total  expenditure  on  the  work  from  its  commencement  to  June 
30,  1803,  was  $52,735.06,  of  which  $25,500  was  applied  to  occasional 
and  scattering  work  done  prior  to  the  adoi)tion  of  the  present  approved 
projettt  in  1885;  the  total  expenditure  ai)plicable  to  the  latter  was 
$27,23.".()(). 

As  a  result  of  these  expendituies  the  proposed  channel  had  been 
obtained  by  dredging,  and  kept  in  a  fairly  navigable  condition  by  the 
aid  of  tem])orary  revetments  and  occasional  redredgings;  but  the 
ai>propriations  were  at  no  time  suificient  to  i>ermit  the  constrnction  of 
any  protecting  works  of  a  permanent  character,  and  the  maintenance 
of  the  dredged  channels,  especially  of  that  at  the  mouth,  is  wholly 
impossible,  except  at  the  expense  of  constant  dredging,  in  the  absence 
of  such  works. 

The  amount  expended  during  the  past  fiscal  year  was  $7,311.20 
wbich  was  applied  to  building  1,104.5  leet  of  pile  and  sheet  pile  struc- 
ture for  protecting  the  entrance  channel,  and  to  dredging  a  channel  50 
feet  wide,  10  feet  deep,  along  the  face  of  this  work.  The  above  work 
was  completed  in  November,  1803. 

When  the  improvement  was  examined  June  10,  1.S04,  the  dredged 
channel  and  its  .protecting  pile  work  were  found  to  have  stLfl'ereil  do 
hijtuy,  but  the  river  depths  above  were  reduced  to  6  and  7  feet  on 
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shoals.  The  light  pile  stmcture  at  the  mouth  must  be  greatly  strength- 
ened before  it  can  be  expected  to  withstand  the  drive  of  ice  passing 
out  of  Anchor  Bay;  the  fact  that  it  suffered  no  injury  this  spring  is 
due  to  the  mild  winter  preceding,  during  which  there  was  only  a  thin 
formation  of  ice,  which  melted  away  gradually  and  disupi>eared  without 
such  break-up  and  movement  as  generally  occurs.  A  substantial  back- 
ing of  large  quantities  of  rock  is  necessary  for  its  security. 

The  money  estimated  as  necessary  for  completing  the  project  of 
improvement  has  been  appropriated  and  expended;  and  the  improve- 
ment has  been  completed  in  so  far  as  a  through^ channel  has  been 
obtained,  and  kept  in  fair  navigable  condition  by  the  aid  of  frequent 
dredgings  and  temporary  i)rotecting  structures.  If  the  improvement 
is  to  be  kept  up  in  the  future  in  the  same  manner  as  in  the  past,  an 
appropriation  of  $10,000  for  1896  will  be  needed,  to  be  applied  to 
dredging  and  the  renewal  of  temporary  channel  protection.  If  the 
better  and  cheaper  policy  of  protecting  dredged  channels  by  perma- 
nent structures  is  to  be  inaugurated,  the  next  appropriation  should  be 
not  less  than  $25;000,  after  which  small  annual  appropriations  of  from 
$3,000  to  $5,000  will  serve  to  maintain  the  improvement  in  good  condi- 
tion. 

July  1,  1893,  balance  unexpended $7, 328. 9i 

June  30,  1894,  amount  expended  during  fiscal  yea*r 7, 311. 20 

July  1,  1894,  balance  unexpended 17. 74 

Amount  appropriated  by  act  of  August  17^  1894 5, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 5, 017. 74 

S  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 18f  6    25, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  186(3  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  L  L  23.) 

J24.  Rouge  River^  Michigan. — Before  improvement  this  stream  had  a 
channel  depth  of  from  10  to  17  feet  from  its  mouth,  near  the  south- 
western limits  of  the  city  of  Detroit,  for  a  distance  of  about  3  miles, 
and  was  navigable  for  light  drafts  as  far  as  Dejirborn,  about  15  miles 
from  the  mouth.  The  work  of  improvement  was  cf)mmenced  in  1888, 
under  a  project  for  securing  a  channel  depth  of  16  feet  with  a  iv^idth  of 
*^40  feet  fora  distance  of  800  feet  from  the  mouth  and  thence  with  a 
width  of  100  feet  to  the  Wabash  JRailrojvd  bridge,  about  2*^  miles  farther 
up;  the  estimated  cost  was  $31,690.39. 

The  work  of  improvement  was  completed  in  1892,  as  projected,  with 
a  total  expenditnie  of  $30,272.79. 

No  work  was  done  during  the  past  fiscal  year,  and  the  condition  of 
the  improvement  remains  such  as  to  satisfy  present  requirements  of 
commerce;  but  it  is  gradually  deteriorating  from  the  effects  of  deposits, 
and  means  should  be  provided  to  do  such  dredging  as  will  be  needed 
to  prevent  this  action  from  going  so  far  as  to  obliterate  the  benefits 
derived  from  work  already  done.  For  this  purpose  an  estimate  of  $5,000 
is  submitted  for  the  year  1896. 

July  1,  1893,  balance  unexpended $1,417.21 

June  30,  1894,  amount  expended  during  fiscal  year 9. 15 

July  1,  1894,  balance  unexpended 1, 408. 06 

Amount  appropriated  by  act  of  August  17,  1894 5, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 6, 406. 06 
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i  Amonntthat  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896     $5, 000. 00 
<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  L  L  24.) 

25,  Turning  basin  in  Rouge  River ^  Michigan, — ^The  river  and  harbor 
act  of  September  19,  1890,  called  for  an  estimate  for  *' locating 
and  constructing  basin  in  said  (Rouge)  river,  at  a  point  on  the 
same  within  four  miles  of  its  'junction  with  the  Detroit  River,  con- 
venient for  the  turning  and  anchoring  of  vessels."  Such  estimate 
was  submitted  by  Col.  O.  M.  Poe,  Corps  of  Engineers,  in  a  report 
dated  December  20, 1890,  aa  follows :  Three  acres  of  land  for  site,  at 
$1,500,  $4,500;  74,074  cribic  yards  excavation  at  15  cents,  $11,111.10; 
total,  $15,611.10. 

The  next  river  and  harbor  act,  approved  July  13,  1892,  appropriated 
$5,000  for  acquisition  of  land  and  beginning  construction,  according  to 
the  foregoing  project.  The  appropriation  has  been  found  too  small  for 
purchasing  the  land  needed,  and  accordingly  no  work  has  yet  been  done 
or  expenditure  made  in  relation  to  the  proposed  improvement. 

When  local  commerce  shall  have  grown  to  such  extent  as  to  make 
the  facilities  of  a  turning  basin  more  imperative  than  it  is  at  present,  it 
is  probable  that  the  Government  will  be  put  to  but  small  expense  for 
the  Jand  needed  if  money  should  then  be  available  for  the  prompt  com- 
pletion of  the  improvement.  An  appropriation  of  $10,500  to  complete 
the  improvement  as  projected  is  therefore  recommended  for  the  year 
1890. 

July  1, 1893,  balance  unexpentled $5, 000. 00 

July  1,1894,  balance  unexpended 5,000.00 


i  Amonnttlint  can  be  profitably  oxpendedinfiscalvear  ending  June  30,1896     10, 500. 00 
<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  L  L  25.) 

26.  Removing  sunken  vesseU  or  craft  obstructing  or  endangering  navi- 
gation,— Information  of  the  existence  of  a  wreck  in  the  harbor  of 
Presqu^Ile,  Mich.,  was  communicated  to  this  office  in  the  latter  part 
of  April,  1894,  and  instructions  were  given  for  its  removal.  The  work 
was  in  progress  at  the  close  of  the  fiscal  year. 

(See  Appendix  L  L  20.) 

IMPEOVEMENT  OF  WATERS  CONNECTINO  THE  GREAT  LAKES. 

These  works  were  in  the  charge  of  Col.  O.  M.  Poe,  Corps  of  Engineers, 
having  under  his  immediate  orders  Lieut.  W.  L.  Sibert  and  Lieut. 
Charles  8.  Kich^,  Corps  of  Engineers. 

^.  Ship  channel  connecting  waters  of  the  Great  LaJces  beticeen  Chicago^ 
Duluth^  and  Buffalo, — Before  improvements  were  commenced  under 
the  project  for  this  work  the  available  depth  for  navigation  in.  the  con- 
necting waters  of  the  Great  Lakes  was  about  16  feet. 

The  present  project,  submitted  to  Congress  in  pursuance  of  pro- 
visions of  the  act  of  September  19,  1890,  and  adopted  by  act  of  July 
13,  1892,  contemplates  the  excavation  of  a  ship  channel  having  a  navi- 
gable depth  of  :0  feet  in  the  shallows  of  the  connecting  waters  of  the 
Great  Lakes  between  Chicago,  Duluth,  and  Buii'alo,  at  an  estimated 
cost  of  $3,340,000. 
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Th€i  work  is  divided  iuto  eight  sections,  according-  to  locality,  and 
the  following  channels  are  to  be  or  have  been  excavated: 

Section  1.  A  channel  21  feet  deep  and  300  feet  wide  at  Eound  Island 
Shonls,  St.  Marys  River. 

Section  2.  A  channel  21  feet  deep  and  300  feet  wide  in  Little  Mud 
Lake,  St.  Marys  River,  between  the  lower  end  of  Sugar  Island  and 
the  lower  end  of  the  "  Dark  Hole.'' 

Section  3.  A  channel  21  feet  deep  and  300  feet  wide  through  a  reef 
in  St.  Marys  River,  abreast  of  Sailors  Encampment  Island. 

Section  4.  A  channel  21  feet  deep  and  300  feet  wide  through  a  slioal 
in  Mud  Lake,  St.  Marys  River,  IJ  miles  below  Sailors  Encampment 
Island. 

Section  5.  A  channel  21  feet  deep  and  2,400  feet  wide  at  the  foot  of 
Lake  Huron. 

Section  0.  A  channel  20  feet  deep  from  deep  water  in  St.  Clair  River 
through  St.  Clair  Flats  Canal  to  deep  water  in  Lake  St.  Clair,  with  a 
width  above  St.  Clair  Flats  Canal  not  greater  than  650  feet;  thence 
gradually  narrowing  to  the  canal;  thence  for  the  full  width  of  the  canal 
tor  its  entire  length;  thence  gradually  widening  to  a  w^idth  of  800  feet 
at  deep  water  in  Lake  St.  Clair. 

Section  7.  A  channel  20  feet  deep  and  800  feet  wide  through  Grosse- 
point  Flats,  Lake  St.  Clair,  Michigan. 

Section  8.  A  channel  21  feet  deep  and  800  feet  wide  through  the  biir 
at  the  mouth  of  Detroit  River. 

To  obtain  a  navigable  depth  of  20  feet,  a  depth  of  21  feet  is  required 
where  the  excavation  is  through  solid  rock  or  through  shoals  infested 
with  bowlders;  a  depth  of  20  feet  where  the  cut  is  through  soft 
material. 

Contracts  for  the  excavations  specified  above  were  entered  into 
Pecember  31, 1892,  and  if  no  failure  occurs  in  the  appropriations  the 
contract  time  for  the  completion  of  the  specified  channels  is  November 
30,  1895.  Work  was  begun  under  contract  at  the  eight  localities  named 
during  May  and  June,  1893. 

On  June  30, 1803,  the  excavation  had  not  advanced  far  enough  to 
give  any  increased  depth  or  width  available  for  navigation. 

On  June  30,  1894,  the  area  comprised  in  first  section  had  l)een 
dredged  to  a  depth  of  21  feet  for  a  width  of  300  feet,  bnt  has  not  been 
cleaned  up.  On  second  section  the  work  has  progressed  faster  than 
the  contract  calls  for,  but  no  increased  depth  is  available  for  naviga- 
tion. On  third  section  no  increased  depth  is  available  and  the  work  is 
not  progressing  as  fast  as  contract  requires.  The  fourth  section  is 
comjileted  to  a  depth  of  21  feet  for  a  width  of  300  feet,  and  the  work 
aceefvted.  The  fifth  section  has  been  dredged  to  a  depth  of  21  feet  for 
a  width  of  900  feet.  The  dredged  area  has  not  been  cleaned  up.  The 
woik  has  progressed  faster  than  contract  calls  for.  Sixth  section 
has  been  dredge<l  to  a  depth  of  20  feet  for  the  full  width  of  the  chan- 
nel as  described  in  contract,  commencing  above  St.  Clair  Flats 
Canal,  extending  through  the  canal,  and  very  nearly  complete<l  for  a 
distance  of  12,000  feet  below  the  canal.  The  dredging  on  this  section 
is  nearing  completion.  No  cleaning  up  has  been  done  yet.  Tlie  work 
is  progressing  faster  than  contract  requires.  On  the  seventh  section  the 
work  is  not  progressing  as  fast  as  contract  requires;  no  increased  depth 
avaihible  for  navigation.  On  eighth  section  the  work  is  not  progressing 
as  fast  as  contract  retjuires;  no  increased  depth  available  for  naviga-' 
tion. 
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Total  expended  to  June  30,  1^3 $23,236.40 

Expended  during  fiscal  year  ending  June  30,  1£R^,  exclnsivo  of  out- 
standing liabilities 362,882.46 

Total  expended  to  Jnuo  30,  1804 386,118.86 


Jnly  1,  1893,  balance  unexpended $1, 226,  763. 60 

June  30,  1894,  amouu  t  expended  during  fiscal  year 362, 882. 46 

July  1,  1894,  balance  unexpended .* 863,881.14 

July  1,  1894,  outstanding  liabilities $162, 357.  35 

July  1,  1894,  amouut  covered  by  uncompleted  contracts.. .     851, 804. 26 

1,014,161.61 


'Amount  (estimated)  required  for  completion  of  existing  project 2,  090,000.00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Juno 

30,1896 500,000.00 

Submitted  in  compliance  with  requirements  of  sections  2  of  river 

and  harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March 

3,  1893. 

(See  Appendix  M  M  1.) 

2,  Operating  and  care  of  St.  Marys  Falls  Canals  Michigan. — Duriiii^ 
tbe  fiscal  year  the  canal  was  open  to  navipratioii  235  days.  It  was 
clot^d  for  the  winter  December  G,  1893,  and  on  April  17, 1894,  was 
opened  for  the  current  season.  Thirteen  thousand  and  eleven  vessels, 
etc.,  aggrefjating  11,000,108  registered  tons  and  c«irrying  11,15S.1>92 
tons  of  freight  and  20,840  passengers,  passed  through  tlie  lock  in 
6,005  lockages. 

The  staple  articles  transi)orted  were  2,372,400  tons  of  coal,  90,400 
tons  of  copper,  8,281,853  barrels  of  flour,  34,447.903  bushels  of  wheat, 
2,450,992  bushels  of  grain  other  than  wheat,  5,085,422  tons  of  iron  ore, 
644,521  feetTJ.  M.  of  lumber,  17,294  tons  building  stone,  and  420,321 
tons  of  miscellaneous  or  unclassified  freight. 

The  amount  expended  during  the  fiscal  year  ending  June  30,  1894, 
was  ^55,2 13.09. 

(See  Appendix  M  M  2.) 

3.  Saint  Marys  River  at  the  Falls^  Michigan, — The  project  for  obtain- 
ing a  naviffable  channel  of  10  feet  depth  between  Lakes  Superior  and 
Huron  had  been  barely  complete^  when  the  demands  of  commerce  so 
enormously  increased  that  the  work  of  obtaining  a  depth  of  20  feet 
throughout  was  undertaken  with  the  full  sanction  of  both  legislative 
and  executive  authority. 

A  necessary  i»art  of  the  ])rqiect  is  the  construction  of  a  new  lock 
upon  the  site  of  the  old  State  locks,  to  have  a  length  of  800  feet  between 
gati^s,  a  width  of  100  feet  throughout,  a  depth  of  21  feet  on  the  miter 
sills,  and  a  single  lift  approximating  18  feet.  The  canal  is  to  bo  (U^jp- 
ened  to  correspond.  The  estimated  cost  of  this  enlargement  of  the 
canal  system  is  84,738,805,  for  the  details  of  which  see  p.  2220  ct  seq. 
of  the  Annual  Eei>ort  of  the  Chief  of  Engineers  for  1887. 

Tlie  cofferdam  surrounding  the  lock  jut  is  in  excellent  condition. 
The  pier  in  front  of  Fort  Brady  is  completed.  The  filling  behind  this 
pier  is  completed  so  far  as  is  necessary  at  i>reRent.  The  work  on  the 
masonry  of  the  lock  is  completed,  except  tlie  laying  of  1 28  stone.  These 
stone  can  not  be  laid  until  the  anchor  boxes  for  the  gates  are  in  i>03i- 
tion.  The  anchorages  and  snubbing  hooks  are  in  jiosition.  The  valves 
and  valve  frames  have  been  delivered.  Contracts  have  been  entered 
into  for  constructingthe  lock  floor,  culverts,  breast  walls,  and  miter  sills ; 
for  famishing  and  placing  in  position  the  turbine  power  plant;  for 
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fiiniisbing  and  installing  the  pumping  plant;  for  constructing  in  place 
the  gates;  for  the  excavations  and  pier  building  within  the  cofferdam; 
for  the  foundation  for  machine  house;  for  building  a  clay  wall  between 
the  canal  and  river;  for  constructing  miter  sill  valves. 

All  the  above  contracts  are  to  be  completed  prior  to  December  3i, 
1894,  except  the  contract  for  the  turbine  power  plant.  The  time  for  the 
completion  of  this  contract  isindeflnite  and  is  dependent  upon  the  prog- 
ress made  in  constructing  the  machine  house. 

The  plans  and  specifications  for  the  machine  house  are  complete,  and 
the  work  is  now  being  advertised.  The  designs  and  specifications  for 
the  operating  machinery  are  completed  and  ready  to  forward  to  the 
Chief  of  Engineers  for  approval. 

The  contract  time  for  completing  the  deepening  of  the  canal  prism 
has  been  extended  to  July  1, 1895.  About  four-fifths  of  the  area  has 
been  dredged  over,  and  a  depth  of  17  feet  (at  least)  is  available  for 
navigation  through  the  north  half. 

The  widening  of  the  channel  at  the  "  Elbow,"  Lake  George,  St.  Marys 
Eiver,  has  been  completed. 

Total  expended  to  June  30,1893 $1,442,567.80 

Expended  during  fiscal  year  ending  June  30,  1894,  exclusive  of  out- 
standing liabilities 819, 414. 87 


Total  expenditure  to  June  30,  1894 2,261,982.67 

July  1,  1893,  balance  unexpended $2, 537, 458. 83 

June  dO,  1894,  amount  expended  during  fiscal  year 819, 414. 87 

July  1,  1894,  balance  unexpended 1,  718, 043. 96 

July  1,  1894,  outstanding  liabilities $85, 562. 60 

July  1,  1894,  amount  covered  by  uncompleted  contracts 769,  474. 06 

855,  036. 66 


July  1,  1894,  balance  available 863,007.30 

Amount  appropriated  by  sundry  civil  act  of  August  18,  1894 300, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 1, 163, 007.  30 

'  Amount  (estimated)  required  for  completion  of  existing  project 483, 865.  00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June 

30,1896 483,865.00 

Submitted  in  compliance  with  teqnireraerfts  of  sections  2  of  river  and 

harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  M  M  3.) 

4.  Hay  Lake  Channel^  St.  Marys  River^  Michigan. — Before  improve- 
toents  were  commenced  the  channel  through  Hay  Lake  was  restricted 
in  depth  at  Sugar  Island  Rapids  and  at  Middle  Keebish.  At  these  two 
places  a  maximum  draft  of  but  8  or  9  feet  could  be  carried  if  a  very 
irregular  course  were  taken,  and  practically  vessels  drawing  more  than 
6  feet  of  water  would  not  attempt  the  passage.  In  addition  to  the 
places  above  mentioned  there  were  some  shoals  in  Hay  Lake  requiring 
removal  to  make  the  channel  available  for  vessels  navigating  St.  Marys 
River. 

The  original  estimates  for  this  improvement  were  based  upon  a  proj- 
ect for  a  channel  300  feet  wide  and  17  feet  deep,  leaving  the  present 
navigable  channel  of  St.  Marys  River  at  Sugar  Island  Rapids  (about 
2J  miles  below  the  canal)  through  these  into  Hay  Lake,  and  then  by 
the  way  of  Middle  Neebish,  rejoining  the  present  navigable  channel  at 
the  foot  of  Sugar  Island,  thus  saving  a  distance  of  11  miles  and  obtain- 
ing a  route  which  can  be  so  marked  by  lights  as  to  be  navigable  by 
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night,  a  condition  impracticable  with  the  present  channel,  except  by  the 
use  of  many  lights.    The  estimated  cost  of  this  project  was  $2,127,292. 

The  above  project  was  subsequently  modified  to  increase  the  navigable 
depth  to  20  feet,  the  estimated  cost  being  $2,659,115,  subject  to  change, 
however,  in  case  unexpected  difficulties  are  developed  during  the  prog- 
ress of  the  work. 

Prior  to  the  beginning  of  work  under  the  contracts  now  in  force, 
611,907.17  cubic  yards,  bank  measure,  had  been  excavated  from  the 
channel. 

On  June  30,  1893,  the  Hay  Lake  Channel  was  not  available  for  the 
purposes  of  navigation.  Section  1  had  been  improved  to  a  depth  of  20 
feet  for  a  width  of  300  feet,  and  work  was  under  way  on  the  five  remain- 
ing sections,  but  the  entire  areas  comprised  in  these  sections  had  not 
been  dredged  over,  nor  was  there  a  continuous  channel  of  increased 
depth  available  through  these  sections. 

On  June  30,  1894,  the  entire  Hay  Lake  Channel  had  been  dredged  at 
those  places  where  necessary  to  a  depth  of  20  or  21  feet,  according  to 
the  specifications,  for  a  width  of  300  feet  throughout,  except  at  one 
point  in  Little  Rapids,  where  it  is  only  250  feet  wide  for  a  distance 
of  800  feet.  Sections  1,  3,  and  4  had  been  completed  and  the  work 
accepted.  Some  clearing  up  was  necessary  on  sections  2  and  6,  and  a 
small  amount  of  dredging  remained  to  be  done  on  section  5. 

This  channel  has  not  been  formally  opened  yet,  but  the  steamer 
North  West  followed  by  the  steamer  J.  H.  Wade  were  passed  through 
the  channel  without  difficulty  on  June  7.  The  contracts  on  sections  2 
and  5  have  been  extended  to  September  1,  i894,  and  the  contract  on 
section  6  to  July  31,  1894.  But  the  channel  can  be  opened  at  any  time 
for  vessels  that  can  pass  through  the  lock  of  1881  at  St.  Marys  Falls  Canal. 

Total  expeuditures  to  J«ne  30, 1893 , $1,455,163.43 

Expended  during  fiscal  year  (exclusive  of  outetaudiug  liabilities) 214,  777. 01 

Total  expenditures  to  June  30, 1894 1,669,940.44 


Jnly  1,  1893,  balance  unexpended $559,968.22 

June  30,  1894,  amount  expended  during  fiscal  year 214, 777. 01 

July  1,  1894,  balance  unexpended 345, 191. 21 

July  1,  1894,  outstanding  liabilities $41,  336. 50 

July  1,  1894,  amount  covered  by  uncompleted  contracts 83, 087. 00 

124,423.50 

July  1,  1894,  balance  available 220,767.71 

Amount  appropriated  by  sundry  civil  act  of  August  18,  1894 150, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 370, 767. 71 


Amount  (estimated)  required  for  completion  of  existing  project 494, 115. 00 

Amount  tbat  can  be  profitably  expended  in  fiscal  vear  ending  June 

30,1896 \ 150,000.00 

Submitted  in  compliance  with  requirementsof  sections  2  of  river  and 

harbor  acts  of  1866  and  1867  and  of  sundry  civil  act*of  March  3, 1893. 

(See  Appendix  M  M  4.) 

5.  8t,  Clair  Flats  Canal,  Michigan. — The  present  project  for  the  improve- 
ment of  the  caual  contemplates  driving  a  double  row  of  sheet  piling 
to  a  depth  of  2G  feet  along  the  channel  face  of  each  dike,  dredging  the 
area  between  the  dikes  to  a  depth  of  20  feet,  continuing  the  channel 
above  and  below  the  canal  to  the  same  depth  in  river  and  lake,  and 
rebuilding  the  decayed  portions  of  the  timber  superstructure.  It  was 
considered  sufficient  to  obtain  a  depth  of  18  feet  and  to  postpone  ob tain- 
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ing  a  depth  of  20  feet  until  the  general  project  for  a  continuoas  depth 
of  20  feet  along  the  entire  water  route  shall  have  reached  a  more        j 
advanced  stage.    The  estimated  cost  of  obtaining  these  two  depths  is 
as  follows  : 

For  18 feet :....  $365,000,00 

For  20  feet 513,559.40 

On  June  30,  1893,  the  pile  revetment  along  the  channel  face  of  each 
dike  was  completed,  and  a  channel  IS  feet  in  depth  extended  from  the 
18-foot  curve  in  St.  Clair  River,  about  900  feet  above  the  canal,  for 
the  full  width  of  the  canal  (about  300  feet)  and  throughout  the  entii-o 
length;  thence  gradually  widening  to  380  feet  at  a  distance  of  300 feet 
below  the  canal;  thence  with  a  width  of  380  feet  a  fexther  distance  of 
3,300  feet. 

No  work  was  done  during  the  fiscal  year,  and  the  condition  remains 
as  stated  in  previous  paragraph. 

That  portion  of  the  general  project  calling  for  a  depth  of  20  feet  in 
the  canal  anil  approaches  has  been  provided  for  in  the  river  and  har- 
bor act  of  July  13,  1892,  for  "ship  channel  connecting  the  waters  of  ■ 
the  Great  Lakes  between  Chicago,  Dulutb,  and  Buflfalo.'' 

The  i)ile  revetment  along  the  channel  face  of  the  dikes  having  been 
completed,  tbe  rebuilding  of  the  decayed  portions  of  the  timber  super- 
structure constitutes  the  work  yet  to  be  done. 

This  timber  has  been  in  place  some  twenty-five  years  and  is  in  very 
bad  condition. 

.July  1,  1893,  bnliiDce  nnexpended $4, 587.  U 

June  30,  1894,  amount  expended  duriug  fiscal  year .60 

July  1,  1894,  balance  unexpended 4,  .586. 54 

(See  Appendix  M  M  5.) 

6.  Operating  and  care  of  8t  Glmr  Flats  Canal,  Michigan. — The  canal 
is  in  tbe  immediate  charge  of  a  custodian,  who  reports  any  violations 
of  canal  regulations,  and  also  acts  as  inspector  whenever  work  is  in 
progress. 

During  October,  1893,  the  damage  done  to  the  east  and  west  dikes 
by  the  steamers  (7.  F.  Beilman  and  Marina  was  repsured.  The  cost  of 
the  work  was  $233.56. 

The  damage  done  to  the  dikes  by  storms  was  repaired  by  placing 
500  cords  of  cedar  bark  in  the  holes  washed  out.  At  those  places  along 
the  dikes  where  the  earth  pressure  is  transmitted  through  the  old  work 
to  the  new  'pile  revetment,  the  new  pile  revetment  was  tied  by  means  of 
iron  rods  passing  through  the  dike  to  piles  in  rear  of  the  dike.  Twenty- 
one  such  rods  were  placed  in  the  dikes. 

During  the  fiscal  year  ending  June  30,  1894,  the  ordinary  current 
expenses  of  o[)erating  and  care  of  the  canal,  such  as  salary  of  custo- 
dian, trimming  willows,  etc.,  exclusive  of  the  amount  namc<l  above, 
was  83,3.>8.(;2. 

(See  Appendix  M  M  0.) 

7.  Grosseptrint  Channel,  Michigan. — Between  the  lower  end  of  St. 
Clair  Flats  and  the  deep  water  of  Detroit  River,  the  only  known 
obstruction  to  navigation  is  the  large  shoal  off  Grossepoint,  known  as 
Grossei)oint  Flats.  At  ordinary  stages  of  water  vessels  drawing 
16  feet  can  cross  this  obstruction,  but  when  the  water  is  as  low  as  it 
has  been  during  the  last  few  years  vessels  drawing  more  than  15  feet 
can  pass  only  with  great  care  and  ditheulty. 

The  river  and  harbor  act  of  August  11, 1888,  appropriated  $75,000 
for  **  improving  St  Clair  Flats  Ship  Canal,     •    •    •    all  or  any  por- 

uigiTizea  oy  vj^^v^^^^ln^ 
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tion  of  which  may,  in  tho  discretion  of  the  cnfjincer,  bo  expended  in 
dredging  Grosse  Pointe  Channel.'^  The  sum  of  $5,000  was  consequently 
reserved  from  this  appropriation  for  the  removal  of  any  small  and 
well-defined  obstruction  that  might  be  found  at  Grossepoint,  as  well  as 
for  making  such  surveys  as  might  be  necessary  before  making  a  definite 
project.  A  small  shoal  was  removed  in  July,  1889,  but  no  more  such 
obstructions  have  since  been  found. 

Grossepoint  Channel  forms  part  of  the  "  ship  channel  connecting  the 
waters  of  the  Great  Lakes  between  Chicago,  Diilutli,  and  Buffalo,'' 
which  is  provided  for  in  the  river  and  harbor  act  of  July  13,  1S92,  and 
all  information  and  estimates  concerning  the  work  at  this  point  will  be 
found  in  tho  report  for  last-named  work. 

July  1,  1803,  balauco  unexpended $3,  844. 05 

July  1,  1894,  balauco  unexpended 3, 844. 05 

(Sec  Appendix  M  M  7.) 

8.  Detroit  River,  Michigan. — Originally  the  channel  at  Lime  Kiln 
Crossing,  Detroit  River,  c<mld  not  be  depended  upon  for  more  than  13 
fe«t  of  water,  the  ordinary  depth  being  unich  affected  by  the  direction 
of  the  wind.  As  originally  projected  in  1874,  the  improvement  at  this 
I>oint  was  to  consist  ot*  a  curved  channel  300  feet  wide,  with  a  uniform 
depth  of  20  feet;  and  the  original  estimate  was  based  upon  this  project. 

In  1883  it  was  wisely  determined  to  so  modify  the  project  as  to  secui-e 
a  straight  channel,  the  least  width  of  which  should  be  300  feet,  with  a 
somewhat  greater  width  at  each  end,  utilizing  the  work  already  done. 

In  1880  this  was  further  modified  to  the  end  that  the  width  of  the 
channel  should  be  increased  to  400  feet  by  removing  an  additional  100 
feet  from  the  western  (American)  side;  and  in  1888  a  further  additional 
width  of  40  feet  on  the  western  side  was  authorized,  as  the  lowest  bid 
under  the  linal  appropriation  wa«  so  low  that  the  money  available  was 
sufficient  to  pay  for  the  increased  excavation. 

The  440-foot  channel  was  completed  during  the  fiscal  year  ending 
June  30, 1891,  at  a  cost  of  but  little  more  than  half  the  estimate  for 
the  400-foot  channel. 

The  present  project  for  improving  Detroit  River  contemplates  the 
removal  of  such  shoals  between  Detroit,  Midi.,  and  Lake  Erie  as 
obstruct  navigation. 

No  work  has  been  done  during  tho  fiscal  year.  The  obstructions 
found  by  sweeping  in  1893  are  a  menace  to  navigation,  and  since  nearly 
^,000,000  tons  of  freight  pass  through  this  river  each  year,  these 
obstructions  should  be  removed,  cost  what  it  niny. 

The  ship  channel  connecting  waters  of  the  Great  Lakes  l)etween 
Chicago,  Duluth,  and  Buffalo  can  not  be  available  for  vessels  drawing 
more  than  16J  feet  of  water  until  these  obstructions  in  Detroit  liiver 
are  removed. 

The  estimate  for  obtaining  a  channel  20  feet  deep  and  800  feet  wide 
from  the  head  of  Ballards  Keef  to  the  head  of  Lime  Kiln  Crossing  is 
$180,000,  of  which  $58,742.06  is  available  from  appropriation  made  under 
previous  estimate,  leaving  $121,257.34  to  be  appropriated,  all  of  which 
will  be  required  during  the  fiscal  year  ending  rlune  30,  1896. 

July  1,  1893,  balance  nnoxp<»nded $29,  163.20 

Juno  30,  1894,  amount  expended  during  fiscal  year 420.  r4 

Jnly  1,  1894,  balance  unexpended 28,742.66 

Amount  appropriated  by  act  of  August  17,  1894 30, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 58,  742. 66 
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{Amount  (estimated)  required  for  completion  of  existing  project $121,257.34 
Amount  that  can  be  profitably  expended  in  fiscal  year  endi  ng  J  nneSO,  1B96  121, 257. 34 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  aud 
harbor  acts  of  1866  aud  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  M  M  8.) 

INVESTIGATION  OP  RAFT -TOWING  ON  THE  GREAT  LAKES  AND  THEIR 
CONNECTING  WATERS,  IN  COMPLIANCE  WITH  JOINT  RESOLUTION 
APPROVED  FEBRUARY  3,  1893. 

Uuder  the  provisions  of  joint  resolution  approved  February  3,  1893, 
a  Board,  consisting  of  Col.  O.  M,  Poe,  Maj.  Charles  E.  L.  B.  Davis,  and 
Maj.  Clinton  B.  Sears,  Corps  of  Engineers,  was  by  authority  of  the 
Secretary  of  War  constituted  by  Special  Orders  No.  7,  Headquarters, 
Corps  of  Engineers,  February  23, 1893,  '^to  investigate  the  subject  of 
raft- towing  on  the  Great  Lakes  and  their  connecting  waters,  and  to  report 
to  Congress  as  to  what  restrictions,  if  any,  should  be  placed  upon  the 
size  aud  manner  of  constructing  and  towing  rafts  upon  said  Great 
Lakes  and  their  connecting  waters."  The  report  of  the  Board  upon  the 
subject,  with  its  conclusions  and  recommendations  for  legislative  action, 
was  rendered  November  9,  1893,  and  transmitted  to  Congress  and 
printed  in  House  Ex.  Doc.  No.  22,  Fifty-third  Congress,  second  session, 
A  copy  of  the  report  is  submitted  herewitli  as  Appendix  M  M  9. 

IMPROVEMENT   OP   RIVERS   AND   HARBORS   ON   LAKE    ERIE    WEST    OP 

ERIE,  PA. 

This  district  was  in  the  charge  of  Lieut.  Col.  Jared  A.  Smith,  Corps 
of  Engineers. 

i.  Monroe  Harbor^  Michigan. — This  harbor  is  in  the  Eaisin  Eiver,  about 
2^  miles  above  the  mouth  of  the  dredged  canal  which  forms  the  present 
outlet  into  the  lake.  The  mouth  is  protected  by  two  piers,  the  one  on 
the  north  side  being  of  crib  work  filled  with  stone  and  the  one  on  the 
south  side  being  a  construction  of  piling. 

The  canal  is  4,000  feet  long,  100  feet  w  ide,  and  was  dredged  to  a  depth 
of  10  feet.  The  sides  of  the  can<al  are  protected  by  sheet  piling,  sup- 
ported by  ordinary  piles  and  waling  pieces.  This  improvement  was 
commenced  in  1835,  and  was  completed  many  years  ago.  Before  the 
improvement  was  commenced  the  mouth  of  the  river  was  at  a  point 
about  2  miles  south  of  present  piers,  and  the  channel  was  over  a  very 
shallow  bar.  At  present  the  depth  of  water  exceeds  9  feet  over  the  bar 
and  throughout  most  of  the  channel  to  the  wharves. 

A  project  for  repairs  to  piers  and  canal  revetment  was  adopted  in 
188G,  the  cost  then  being  estimated  at  $20,000.  In  1891  the  estimate 
was  increased  to  $2();000. 

The  amonut  expended  upon  the  improvement  previous  to  the  project  for 

repairs  in  1886  was $213,515.27 

The  amount  expended  under  the  project  for  repairs  to  June  30,  1893, 
includin ji^  liabilities,  was 14, 569. 83 

Amount  expended  in  last  fiscal  year 9, 592. 72 

Under  the  appropriation  of  July  13, 1892,  the  work  of  repairs  to  north 
pier  was  undertaken  June  5,  1893.  The  work  was  continued  until  Sep- 
tember 23,  1893,  when  it  was  closed. 

During  the  season  the  superstructure  of  north  pier  was  rebuilt 
throughoutits  entire  length,  with  the  exception  of  a  very  few  oak  timbers 
near  the  water  level  which  were  found  to  be  sound.  Some  repairs  were 
also  made  to  the  south  pier. 
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The  revetment  of  the  canal  is  in  very  bad  condition  and  should  be 
repaired,  as  it  is  necessary  for  the  preservation  of  the  channel  in  the 
canal. 

July  1,  1893,  balance  unexpended $9,692.72 

June  30^  1S94,  amount  expended  during  fiscal  year 9, 592. 72 

July  1,  1894,  balance  unexpended .w- 100. 00 

July  1,  1894,  outstanding  liabilities 15. 00 

July  1,  1894,  balance  available 85. 00 

Amount  appropriated  by  act  of  August  17,  1894 5, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 5, 085. 00 


r  Amount  (estimated)  required  for  completion  of  existing  project 11, 000. 00 

J  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  une  30, 1896    11, 000. 00 
]  Submitted  in  compliance  with  requiremeots  of  sections  2  of  river  and 


t     harbor  acts  of  1866  and  1867  and  of  suudry  civil  act  of  March  3, 1893. 
(See  Appendix  N  N  1.) 

^.  Toledo  Harbor,  Ohio. — The  original  project  for  improving  this  har- 
bor was  adopted  in  1866,  pursuant  to  the  act  of  June  23,  1866/ appro 
priating  $20,000  for  the  irnprovemento  The  project  provided  for  improv- 
ing the  old  channel  through  Maumee  Bay  by  dredging  to  a  depth  of  12 
feet  and  width  of  200  feet.  This  was  amended,  from  time  to  time,  until 
the  old  channel  liad  a  least  depth  of  15.5  feet. 

In  1887  a  project  was  adopted,  in  compliance  with  requirements  of 
previous  acts  of  Congress,  for  a  straight  channel  through  Maumee  Bay. 
The  line  was  so  located  as  to  utilize  the  old  channel  as  far  as  possible, 
and  was  planned  for  a  width  of  200  feet  and  a  depth  of  17  feet.  Owing 
to  the  great  length  the  width  is  insufficient,  and  the  outer  section  will 
be  widened  to  300  feet  as  soon  as  practicable.  The  entire  lengtli  of 
straight  channel  is  about  8  miles.  It  is  situated  almost  ou  the  middle 
line  of  Maumee  Bay  from  the  mouth  of  the  river  to  deep  water  in  the 
lake. 

The  amount  expended  on  old  channel  previous  to  Jnno  30,  1893,  was $724,  332.  61 

Amount  expended  on  straight  channel  to  June  30,  1893,  including  liabil- 
ities   488,892.95 

As  a  result  the  channel  had  been  practically  completed  as  originally 
planned,  except  the  protection  dikes,  and  portions  of  it  had  been 
redredged  to  remove  material  which  had  subsequently  filled  in. 

Expenditures  incurred  in  last  fiscal  year,  898,537.45. 

Dredging  has  been  continued  under  contract,  and  351,277  cubic  yards 
of  material  has  been  removed  from  straight  channel.  The  entire 
channel  has  a  depth  of  17  feet  in  the  middle,  but  has  considt^ably  less 
depth  at  the  edges.  Since  the  first  dredging  the  i)arts  nearest  the 
river  show  an  annual  fill  of  about  6  inches.  The  part  nearest  the 
lake  also  fills  somewhat,  but  it  has  been  completed  more  recently,  and 
it«  condition  respecting  fill  is  not  so  well  ascertained. 

With  a  view  of  maintaining  the  channel  in  the  cheapest  and  most 
efficient  manner,  a  dredge,  scows,  and  tug  have  been  purchased,  and 
they  have  been  employed  upon  the  improvement  since  early  iu  May, 
1894. 

The  river  and  harbor  act  of  July  13, 1892,  provided  that  part  of  the 
appropriation  for  Toledo  Harbor  might  be  used  in  removing  shoal 
in  old  channel  and  in  extending  the  improvement  up  the  Maumee 
River. 
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A  survey  of  the  river  has  been  made  extending  about  4  miles  up  the 
river  to  the  second  railroad  bridge.  A  shoal  in  the  river  having  a 
depth  of  14  to  16  feet  extends  over  a  distance  of  nearly  4,000  feet 
between  the  W.  &  L.  E.  R.  R.  bridge  and  the  bridge  controlled  by  the 
Pennsylvania  Railroad  Company. 

A  channel  400  feet  wide  and  18  feet  deep  is  being  excavated  by  the 
dredge  recently  purchased.  At  the  end  of  the  fiscal  year  the  dredge 
had  removed  28,102  cubic  yards. 

For  more  than  a  year  tbe  straight  channel  has  been  navigated  by- 
day,  but  the  outer  division  has  not  been  lighted  in  such  manner  as  to 
enable  vessels  to  keep  in  the  channel  by  night. 

July  1,1893,  balance  unexpended $194,972.55 

Deposited  to  credit  of  apjiropriation 50. 00 

195,022.55 
June  30,  1894,  amount  expended  during  fiscal  year 98,537. 45 

July  1,  1894,  balance  unexpended 96,485.10 

July  1,  1894,  outstanding  liabilities $2,380.97 

July  1,  1894,  amount  covered  by  uncompleted  contracts 51,  740.  44 

54,121.41 

July  1,  1894,  balance  available 42,363.69 

Amount  appropriated  by  act  of  August  17,  1894 70, 000.  00 

Amount  available  for  fiscal  year  ending  June  30,  1895 1 12, 363.  69 

Amount  (cKtimated)  required  for  completion  of  existing  project 1, 130,000.00 

Amount  that  can  be  x>rofitably  expended  in  fiscal  year  ending  June 

30,  1896 300,000.00 

Submitted  in  compliance  with   requirements  of  sectipns  2  of  river 

and  harbor  acts  of  1866  and  1867  and  of  sandry  civil  act  of  March 

3, 1893. 

(See  Appendix  K  N  2.) 

3,  Port  Clinton  Harbor,  Ohio. — An  examination  of  the  harbor  and  a 
l)lan  of  improvement  was  made  in  1870.  The  channel  then  was  narrow 
and  crooked,  with  a  depth  not  exceeding:  5  feet. 

Under  the  appropriaticm  of  July  10,  1872,  the  improvement  was  com- 
menced by  dredg:ing  a  channel  through  the  bar  at  the  mouth. 

In  1875  a  plan  was  adopted  to  confine  the  channel  over  the  bar  by 
piers.  It  consists  of  a  pile  revetment  9G7  feet  long,  running  from  the 
north  shore  of  Portage  Kiver  out  into  the  lake  in  a  direction  north  57^ 
east,  and  then  in  a  more  northerly  direction  301  feet  farther,  to  where  a 
pile  dike  is  commenced  and  was  planned  to  be  extended  1,200  feet  to 
where  the  ordinnry  lake  depth  is  •but  12  feet. 

The  east  pier  was  designed  to  be  a  simple  pile  structure  about  2,600 
feet  long,  the  outer  portion  being  parallel  to  and  200  feet  distant  from 
the  west  pier,  and  the  inner  end  reaching  the  shore  of  the  lake,  which 
at  that  point  is  also  the  south  shore  of  the  river  at  its  mouth. 

The  estimated  cost  was  $122,000,  but  a  cheaper  construction  was 
subsequently  decided  upon  and  the  estimate  of  cost  was  reduced  to 
890,000. 

The  expenditure  from  1872  to  June  30, 1803,  was  $66,175.54. 

As  a  result  the  east  and  west  piers  had  been  extended  to  within  420 
feet  and  480  feet  of  completion,  respectively. 

Of  the  amount  of  810,000  approi>riated  by  act  of  July  13,  1892, 
$1,200  has  been  paid  to  Mr.  Charles  lioose,  of  Oak  Harbor,  Ohio,  for  a 
portion  of  the  sand  beach  in  accordance  with  the  terms  of  the  act. 
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The  expenditares  of  tbe  fiscal  year,  including  liabilities  oatstanding, 
have  been  $9,139.99. 

The  channel  has  been  dredged  to  a  deptii  of  about  11  feet  and  100 
feet  wide  between  the  piers;  the  harbor  in  front  of  wharves  has  been 
dredged  200  feet  wide  and  about  11  feet  deep;  the  bar  has  been  dredged 
outside,  and  a  large  rocky  shoal  lying  in  the  way  of  vessels  approaching 
the  hiurbor  has  been  removed.  The  piers  are  in  bad  condition  and 
should  be  repaired. 

Tbe  officer  in  charge  recommends  that  the  project  be  not  com[)leted, 
but  that  the  amount  estimated  therefor  be  expended  in  the  necessary 
repairs. 

.July  1,  1893,  balanco  unexpended $9,824.46 

Juno  30,  ISM,  amount  expended  during  fiscal  year 7, 428.  30 

July  1.  1894,  balance  unexpended 2,31^6.16 

July  1,  1894,  outstanding  liabilities 1,711.69 

July  1.  1894,  balance  available 684.47 

Amount  appropriated  by  act  of  August  17,  1894 6,  000. 00 

Amouut  available  for  fiscal  year  ending  June  30,  1895 6,  684. 47 

{A"  onnt  (ostimatod)  required  for  completion  of  existing  iiroject 21, 000. 00 
Amount  thatcan  bo  profitably  expended  in  fiscal yearendingJnneSO,  1896    21, 000. 00 
Submitted  in  compliance  with  reqniremonts  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  N  N  3.) 

4.  Sandusky  Harbor^  Ohio. — Various  improvements  to  this  harbor 
were  made  from  1826  to  1879,  at  a  total  cost  of  $222,980.  Tlie  channel 
over  the  bar  had  but  10  feet  depth,  and  the  greatest  depth  inside  was 
about  12  feet  in  1880. 

in  1880  a  definite  project  was  adopted  for  a  channel  200  feet  wide 
and  15  feet  deep  through  the  outer  bar  and  by  an  indirect  route  to  the 
city  wharves,  along  the  front  of  which  the  channel  was  to  bo  100  feet 
wide  and  15  feet  deep.  This  work  was  nearly  completed  in  1888,  when 
a  project  was  adopted  for  a  straight  channel  200  feet  wide  and  17  ff^et 
deep  from  the  east  end  of  the  wharf  channel  to  the  north  end  of  Cedar 
Point.    The  estimated  cost  of  this  project  was  §06,712. 

The  amouut  expended  upon  the  channel  planned  in  1880  was $57, 500.  00 

Total  expendeci  previous  to  present  project 280, 480. 00 

Amount  expended  on  straight  channel  to  June  30,  1893 69,  708. 53 

Amount  expended  in  mainteuance  of  old  channels,  1888  to  June  30, 1892.     13, 726. 17 

Tlie  straight  channel  had  been  approximately  two-tliirds  dredge.l, 
and  the  estimated  amount  to  complete  was  250,000  cubic  yards. 

Expenditures  incurred  in  last  fiscal  year,  including  liabilities  out- 
standing, were  $29,343.18. 

Work  under  contract  for  dredging  straight  channel  was  commenced 
early  iu  July,  1893,  and  continued  through  the  year,  except  when  sus- 
pended for  the  winter.  The  amount  dredged  to  June  30,  1894,  was 
200,093  cubic  yards.  Dredging  will  be  continued  until  the  channel  is 
completed  as  planned,  which  will  probably  be  before  the  end  of  August, 
1894. 

The  completion  of  the  straight  channel  will  still  leave  the  channel 
over  the  outside  bar  very  narrow,  crooked,  and  insuflBciently  deep,  and 
the  channel  along  the  harbor  front  but  100  feet  wide  and  13  to  14  feet 
deep. 
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July  1, 1893,  balance  nnexpended $43,377.30 

June  30,  1894,  amount  expended  during  fiscal  year 22, 885. 49 

July  1,  1894,  balance  unexpended 20,391.81 

July  1, 1894,  outstanding  liabilities $6,467.69 

July  1, 1894,  amount  covered  by  uncompleted  contracts 9, 438. 70 

15,896.39 

July  1,  1894,  balance  available .• 4,495.42 

Amount  appropriated  by  act  of  August  17,  1894 30,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 34, 495. 42 

(  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Juue  30, 1896  100, 000. 00 
<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  act«  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  K  N  4.) 

5.  Sandushy  River ,  Ohio. — In  1880  a  project  was  adopted  for  opening 
a  channel  100  feet  wide  and  9  feet  deep  throiigli  the  bars  between  the 
city  of  Fremont  and  the  channel  in  Sandasky  Bay.  The  expense  was 
estimated  to  be  $44,000. 

The  amount  expended  on  the  work  to  June  30,  1893,  was $23, 152. 79 

Amount  expended  in  last  fiscal  year,  including  outstanding  liabilities  . .      4, 706. 25 

At  the  close  of  the  last  fiscal  year  a  contract  was  outstanding  for 
dredging  through  the  long  bar  at  the  mouth  of  the  river.  The  work 
was  completed  October  21, 1893,  leaving  a  channel  of  10  feet  over  the 
bar  and  nearly  9  feet  in  the  river  above.  The  shallowest  part  of  chan- 
nel through  Sandusky  Bay  does  not  exceed  8J  feet. 

It  will  be  observed  that  less  than  two-thirds  of  the  original  estimate 
has  been  appropriated  and  expended  in  fourteen  years. 

The  commerce  of  the  river  is  very  small  and  entirely  local  in  its 
nature.  The  benefits  to  navigation  and  commerce  are  therefore  very 
small. 

July  1,  1893,  balance  nnexpended $4, 847. 21 

June  30,  1894,  amount  expended  during  fiscal  year 4, 297. 14 

July  1,  1894,  balance  unexpended 550. 07 

July  1,  1894,  outstanding  liabilities 409. 11 

July  1, 1894,  balance  available 140. 96 


1 


Amount  (estimated)  required  for  completion  of  existing  project 16, 000. 00 

Submitted  in  compliance  witb  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867. 

(See  Appendix  N  N  5.) 

6.  Huron  Harbor,  0/ito.— In  1826  the  mouth  of  the  river  was  closed 
by  a  sand  bar.  Improvements  consisting  of  parallel  piers  to  confine 
and  protect  the  channel  were  then  undertaken. 

The  project  has  been  modified  and  extended  from  time  to  time  as 
the  demands  of  commerce  required.  The  latest  ]>roject,  approved  in 
1890,  consists  in  extending  the  piers  to  the  contour  of  16  feet  in  the 
lake  with  the  view  of  obtaining  that  depth  at  the  entrance  and  between 
the  piers. 

The  total  amount  appropriated  and  expended  from  1826  to  1889, 
inclusive,  was  $123,275.71. 

As  a  result  the  channel  had  been  recovered  from  a  sand  bar,  which 
was  sometimes  dry,  and  given  a  depth  of  water  which  was  ordinarily 
as  great  as  16  feet  between  piers,  about  140  feet  apart.  The  depth  out- 
side was,  however,  generally  less  unless  recently  dredged. 
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Since  adoption  of  present  project  (1890)  the  expenditures  to  Jane  30, 

1893,  were $16,352.97 

Expenditures  in  last  fiscal  year 13, 611. 91 

As  a  result,  the  west  pier  was  extended  120  feet  in  1891,  and  in  the 
last  fiscal  year  the  east  pier  was  extended  80  feet  and  the  west  pier  40 
feet.  To  extend  the  piers  to  16  feet  depth  in  the  lake  there  remains  to 
be  constructed  640  feet  extension  of  east  pier  and  600  feet  extension  of 
west  pier.  * 

The  original  estimate  of  cost,  as  revised  in  1893,  is $145, 000 

Amount  expended  in  1891  and  in  1893,  in  extending  piers  240  feet 20, 000 

Of  the  amount  of  $31,000  appropriated  by  acts  of  September  19, 
1890,  and  July  13, 1892,  the  sum  of  $9,839.88  is  chargeable  to  repairs 
and  dredging,  and  the  small  balance  remaining  is  reserved  for  the  same 
purpose. 

The  contract  for  pier  extension,  80  feet  on  east  pier  and  40  feet  on 
west  pier, outstanding  at  the  beginning  of  fiscal  year  was  satisfactorily 
completed  September  19, 1893. 

Ill  the  spring  of  1894, 289  feet  of  the  superstructure  of  west  pier  was 
entirely  rebuilt,  and  various  minor  repairs  were  made.  Under  the  out- 
standing contract  for  dredging  through  the  bar,  work  is  to  be  com- 
menced July  1, 1894. 

The  apparent  increase  in  amount  estimated  to  complete  project  is 
due  to  correction  of  an  error  which  is  explained  in  the  report  of  the 
officer  in  charge  of  the  improvement. 

July  1, 1893,  balance  unexpended ^ $14,772.03 

June  30, 1894,  amount  expended  during  fiscal  year 13, 611. 91 

July  1, 1894,  balance  unexpended 1, 160. 12 

July  1, 1894,  outstanding  liabilities 16. 67 

July  1,1894,  balance  available 1,143.45 

Amount  appropriated  by  act  of  August  17, 1894 10,000.00 

Amount  available  for  fiscal  year  ending  June  30, 1895 11, 143. 45 

/Amount  (estimated)  i 
Amount  that  can  be  pr 


r  Amount  (estimated)  required  for  completion  of  existing  project 115,000.00 

profitably expeudedin  fiscal yearendingJune30,1896    50,000.00 


J  Amount  tnat  can  ueprontauiy  expended  in  tiscal  year  ending  June  9U,is:it> 
]  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
{     harbor  acts  of  1866  and  1867  and  of  sundry  civH  act  of  March  3,  1893. 

(See  Appendix  N  N  6.) 

7.  Vermillion  Harbor,  Ohio. — In  1836  there  was  less  than  2  feet  of 
water  over  the  bar  at  the  mouth  of  the  river  and  aprojec.t  was  adopted 
to  extend  parallel  piers,  125  feet  apart,  over  the  bar  into  the  lake.  This 
was  amended  from  time  to  time  until  the  piers  were  extended  to  a  depth 
of  12  feet  in  the  lake  in  the  spring  of  1874.  The  east  pier  was  then 
1,075  feet  and  the  west  pier  1,125  feet  in  lengtli.  In  the  same  year  a 
project  was  adopted  to  remove  rock  and  other  material  between  the 
piers  and  into  the  lake  to  afford  a  depth  of  14  feet  over  a  width  of  100 
feet.    This  was  completed  in  1870. 

Since  that  time  the  chanuei  has  varied,  but  is  rarely  less  than  12  feet. 
The  piers  have  been  repaired  from  time  to  time. 

The  amount  expended  for  construction  and  repairs  from  1836  to  comple- 
tion of  the  work  iu  1879  was $113,701.28 

Since  that  date  there  have  been  seven  appropriations  expended  for  repairs 
of  an  aggregate  amount  of 15, 000. 00 

The  entire  amount  was  expended  previous  to  June  30,  1893. 
No  further  improvements  at  this  place  are  recommended,  but  it  is 
considered  desirable  to  maintain  the  piers  by  making  repairs  as  needed. 
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It  is  therefore  recommended  that  the  amount  estimated  for  completion 
of  project  be  appropriated  for  the  necessary  repairs. 

Amount  appropriated  by  act  of  August  17,  1894 $2, 000. 00 

{Aroount  (estimated)  required  for  completion  of  existing  project 4, 000. 00 
Amounitliatcanbeprofitably  expended  in  fiscal  3'ear  ending  June  30, 1896       4, 000.00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  N  N  7.) 

6?.  Bl^ck  Eiver  Harbor^  Ohio. — Improvements  upon  this  harbor  were 
commenced  in  1828  by  extending  parallel  piers  or  jetties  across  J  ho  bar 
to  protect  and  confine  the  channel.  Various  amendmentD  and  ivddi- 
tious  to  the  plan  have  been  made  from  time  to  time.  In  1891  the 
extension  of  piers  to  17  feet  depth  in  the  lake  was  recommended  by  the 
oiiicer  in  charge  of  this  improvement. 

The  entire  amount  approi)riated  and  expended  in  improving  this  har- 
bor, from  1828  to  1892,  was  $233,201.77.  As  a  result  the  piers  liad 
been  extended  to  a  depth  of  about  IG  feet  in  the  lake,  and  the  channel 
ordinarily  had  a  clear  depth  of  10  feet  or  more  in  the  middle  between 
piers.  It  was,  however,  subject  to  fluctuations  and  t)  the  formation  of 
bars  outside,  so  that  dredging  is  needed  nearly  every  year. 

As  the  river  and  harl>or  act  of  July  13, 1892  appropriated  an  amount 
in  excess  of  the  estimate  to  extend  piers  to  a  depth  of  10  feet,  the  rec- 
ommendation of  the  officer  in  charge  of  the  improvement  to  extend 
them  to  a  depth  of  17  feet  was  ai)proved  in  1893.  The  estimated  cost 
was  $50,000. 

Expenditures  upon  the  last  project,  including  liabilities,  to  Juno  30, 1893. .     $1. 800. 78 

The  above  was  for  dredging  on  the  bar  and  contingent  expenses. 

Expended  in  last  fiscal  year 17, 988. S6 

Work  under  the  contract  for  repairs  and  extension  of  piers  was  com- 
menced July  10,  and  completed  satisfactorily  ^ioveniber  29, 1893.  The 
east  and  west  piers  were  each  extended  40  feet  and  solid  pier  heads 
were  built.  One  hundred  and  lifty-one  and  one-half  linear  feet  of  the 
old  east  pier  near  the  shore  was  removed  and  rebuilt  entirely  new  upon 
a  foundation  dredged  to  a  depth  of  16  feet.  Extensive  repairs  were 
also  nmde  to  the  west  pier. 

Of  thelastappropriationof  $20,000,  nearly  812,000  have  been  expended 
ui>on  repairs  and  dredging  of  channel.  The  details  of  expenditures  are 
liilly  ex  j)lained  in  the  report  of  the  officer  in  charge  of  the  improvement. 

On  the  28th  of  May,  1894,  the  end  of  the  east  pier  was  badly  injured 
by  the  collision  of  a  steamer  entering  the  harbor.  The  owners  of  tho 
vessel  have  made  satisfactory  arrangements  to  repair  the  pier  at  their 
own  expense. 

July  1,  1893,  balance  unexpended $18,215.«) 

June  .30,  1894,  amount  expended  during  fiscal  year 17, 988. 96 

July  1,  1894.  balance  unexpended 226. 93 

Anioun t  appropriated  by  act  of  August  17,  1894 10, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 10, 226. 93 

{Amount  (estimated)  re^iuired  for  completion  of  existing  project 36, 000. 00 
Amouutthatcan  beprotitably  expended  in  fiscal  year  ending  June  30, 1896    36,000.00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  N  K  8.) 
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9.  CleveJcmd  Harbor^  Ohio. — In  1825  the  mouth  of  the  Cuyahoga  River 
was  obstructed  by  a  long  sand  bar  and  the  depth  of  water  was  but 
about  3  feet. 

A  plan  of  improvement  was  adopted  to  straighten  the  channel  at  the 
month  of  the  river  by  constructing  parallel  piers  to  confine  the  current 
and  direct  the  channel  over  the  bar.  The  plan  was  modified  and 
extended  from  time  to  time  until  tlie  piers  had  readied  a  depth  of  10 
feot  in  the  lake,  and  the  channel  between  them  had  attained  a  depth  of 
15  to  10  feet.    This  project  was  completed  in  18C9. 

Subsequent  appropriations  to  1874  were  expended  in  dredging  the 
channel,  and  in  repairing  and  rebuilding  parts  of  the  piers. 

The  total  expenditure  on  this  improvement,  previous  to  1875,  was 
8340,881.01. 

In  1875,  incompliance  with  an  act  of  Congress,  a  project  was  adopted 
for  constructing  a  harbor  of  refuge,  as  tlie  river  afforded  no  anchorage. 
The  project  now  includes  two  breakwaters,  one  west  and  one  east  of 
the  channel  entrance,  the  opening  between  being  500  feet  wide.  The 
west  breakwater  was  completed  in  1883.  The  length  of  the  shore  arm 
is  3,130  feet  and  the  part  parallel  to  the  shore  is  4,030  feet  long,  a 
total  of  7,100  feet,  besides  a  spur  100  feet  long  projecting  into  the  lake 
near  the  east  end.  Previous  to  June  30, 1893,  the  east  breakwater  had 
been  extended  a  distance  of  2,043  linear  feet,  besides  a  sjuir  118  feet 
long  projecting  into  the  lake  near  its  west  end. 

Since  adoption  of  this  project  in  1875,  the  expenditure  to  June  30, 
1893,  was  81,197,701.01. 

About  $50,000  of  the  above  amount  was  expended  in  maintenance  of 
the  old  piers  and  channel. 

Amount  expended  in  last  fiscal  year,  888,117.30. 

Work  under  the  contract  for  extending  the  breakwater  was  com- 
pleted November  9,  1893.  The  amount  of  breakwater  constructed  was 
451 J  feet. 

Dredging  under  contract  was  continued  until  November  15,  1893, 
resumed  March  30, 1894,  and  completed  April  13,  1894.  Part  of  the 
channel  between  i)iers  and  a  large  area  of  the  bar  between  piers  and 
breakwater  were  dredged  to  a  depth  of  not  less  than  18  feet. 

The  piers  are  now  greatly  in  need  of  repairs,  and  the  superstructure 
of  the  part  of  breakwater  first  built  must  soon  be  renewed. 

The  officer  in  charge  of  the  improvement  recommends  a  superstruc- 
ture of  concrete. 

The  area  for  anchorage  is  all  for  which  there  is  any  present  necessity, 
so  that  the  extension  of  the  breakwater  may  be  deferred  without  incon- 
venience until  the  i)art  completed  is  put  in  a  more  permanent  condition. 

July  1,  1893,  balance  unexpended $88, 141. 49 

Deposited  to  cretUt  of  appropriation 162. 71 

$SS,  304. 20 

June  30, 1894,  amount  expended  during  fiscal  year SS,  117. 30 

July  1,  1894,  balance  unexpended 186.  90 

Amount  appropriated  by  act  of  August  17,  1894 50,  000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 50, 186. 90 

{Amount  (estimated)  required  for  completion  of  existing  project 444, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending.)  une30, 1896  200, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  ami  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  N  K  9.) 
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10.  Fairport  Harbor^  Ohio. — The  harbor  of  Fairport  is  near  the 
mouth  of  the  Grand  Eiver,  Ohio,  which  is  navigable  for  some  distance 
from  the  lake. 

lu  1825  the  sand  bar  across  the  mouth  was  so  hard  and  dry  in  the 
summer  that  teams  could  be  driven  across.  In  that  year  a  plan  was 
adopted  for  improving  the  harbor  by  the  method  of  parallel  piers  to 
confine  and  protect  the  channel.  The  plans  have  been  modified  and 
extended  from  time  to  time  until  1890,  when  the  latest  project  was 
adopted,  providing  for  extending  the  parallel  piers  to  a  depth  of  18 
feet  in  the  lake. 

The  estimated  cost,  revised  in  October,  1892,  included  extending 
each  of  the  piers  1,060  feet,  2,120  linear  feet,  at  $100  per  foot,  $212,000. 

The  cost  of  dredging  and  of  repairs  is  not  included  in  the  estimate, 
because  the  dredging  is  indefinite  and  must  be  repeated  from  year  to 
year  and  the  repairs  are  a  part  of  maintenance  rather  than  original 
cost. 

The  entire  amount  expended  on  the  work  from  1825,  previous  to  adop- 
tion of  present  project  in  1892,  was $319, 503. 08 

Amount  expended  on  present  project  to  June  30, 1893,  including  liabili- 
ties         3,946.54 

Amount  expended  in  last  fiscal  year 28, 048. 24 

At  the  time  the  latest  project  was  adopted  the  channel  depth  between 
piers  was  IG  feet  and  over  the  bar  15J  feet. 

The  pier  outside  the  shore  line  was  in  need  of  some  minor  repairs, 
and  inside  the  shore  line,  especially  on  the  east  side,  it  was  and  still  is 
in  very  bad  condition. 

A  special  report  on  the  condition  of  the  east  pier  and  its  lease  and 
use  by  a  transportation  company  is  included  in  the  report  of  the  officer 
in  charge  of  the  improvement. 

Work  under  contract  for  extending  piers  was  completed  November 
30,  1893.  The  east  pier  was  extended  120  fpet  and  the  west  pier  160 
ieet. 

Work  of  dredging  through  the  bar  under  contract  mentioned  last 
year  was  completed  July  7,  1893. 

July  1,  1893,  balance  unexpended $34,864.76 

June  30,  1894,  amount  expended  during  fiscal  year 28, 048.  24 

July  1,  1894,  balance  unexpended 6,816.52 

Amount  api»ropriated  by  act  of  August  17,  1894 20, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 26, 816. 52 

{Amount  (estimated)  required  for  completion  of  existing  project 170, 000. 00 
Amount  that  can  bo  profitably  expended  in  fiscal  year  ending  June  30, 1896  100, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  <»f  river  and 
harbor  acts  of  1806  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  N  N  10.) 

11,  Ashtabula  Harbor,  Ohio, — In  1826  the  natural  conditions  at  the 
mouth  of  the  Aslitabula  Eiver  gave  but  2  feet  depth  of  water  over  the 
bar,  and  the  rock  bottom  was  but  9  feet  below  the  lake  surface. 

Improvements  were  then  commenced  by  confining  the  channel 
between  piers  of  timber  cribs  filled  with  stone.  The  work  has  since 
been  repaired,  extended,  and  modified  as  necessities  demanded. 

In  1800  and  1891  a  plan  was  adopted  to  widen  the  entrance  by  mov- 
ing the  east  i)ier  45  feet  eastward,  and  to  give  a  greater  depth  by 
extending  both  piers  to  the  depth  of  22  feet  in  the  lake,  and  removing 
the  stone  and  other  material  to  a  depth  of  20  feet. 
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Total  ezpenditares  from   1826  to  189 1,    previoas  to  project  for  greater 

width  and  a  depth  of  20  feet $468,734.46 

Incnrredon  present  project  to  Jnne  30,  1893 16,486.75 

The  result  was  a  chaDnel  168  feet  wide  between  piers  with  the  rock 
removed  to  a  depth  of  17  feet,  which  was  the  depth  in  middle  of  chan- 
nel; the  sides  of  channel  were  ordinarily,  more  or  less,  covered  by 
sand  and  mud,  and  in  freshets  or  storms  bars  were  liable  to  form  out- 
side the  ends  of  piers.  Work  on  widening  harbor  was  commenced  in 
the  spring  of  1893. 

The  expenditures  in  last  fiscal  year  were  $63,210.07. 

A  part  of  old  east  pier  242  feet  long  has  been  removed  and  replaced 
with  new  pier  45  feet  farther  east.  To  this  new  pier  has  been  added 
an  extension  of  240  feet.  The  west  pier  has  also  been  extended  240 
feet,- making  a  total  of  722  feet  of  new  pier  constructed. 

The  work  of  rebuilding  superstructure  of  west  pier  was  commenced 
in  April,  1894  j  a  section  282.2  feet  long  has  been  rebuilt.  This  work 
will  be  continued  as  far  as  it  can  be  done  with  available  funds. 

The  harbor  now  has  an  entrance  213  feet  wide  and  a  depth  of  17 
feet  in  mid  channel. 

July  1,  1893,  balance  unexpended $70, 053. 02 

Juue  30,  1894,  amount  expended  during  fiscal  year 63, 216. 07 

July  1,  1894,  balance  unexpended 6^836.95 

July  1,  1894,  outstanding  liabilities 560.50 

Jnly  1,  1894,  balance  available 6,276.45 

Amount  appropriated  by  act  of  August  17,  1894 75, 000. 00 

Amount  a^^ailable  for  fiscal  year  ending  June  30,  1895 81, 276. 45 

(Amount  (estimated)  required  for  completion  of  existing  project 180, 000. 00 
Amounttbatcau beprotitably  expendediu  fiscal  yearending  Juno30, 1896  180,  000. 00 
Submitted  in  compliance  witb  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  N  N  11.) 

IZ  Conneaut  Harbor^  Ohio, — The  improvement  of  Conneaut  Creek 
was  commenced  in  1829,  by  constructing  piers  to  deepen  the  water 
over  the  bar  at  the  moutli.  Appropriations  for  continuing  the  improve- 
ment were  made  at  irregular  intervals  until  1875. 

The  total  amount  appropriated  and  expended  for  construction  aud 
maintenance,  1829  to  1875,  was  $106,029.39. 

The  channel  originally  had  a  depth  of  only  2  feet.  The  result  of  the 
improvements  was  a  depth  of  8  to  9  feet  ordinarily,  with  a  maximum 
depth  of  11  feet  under  favorable  conditions. 

The  works  were  subsequently  allowed  to  go  to  decay,  owing  to  the 
decline  of  commerce  at  that  i)lace.  In  1890  a  vessel  drawing  more  than 
3  feet  could  not  get  over  the  bar. 

The  river  and  harbor  act,  dated  July  13,  1892,  appropriated  $40,000 
under  certain  conditions  for  the  improrvement,  which  conditions  were 
modified  by  an  act  approved  February  24, 1893.  These  points  were 
explained  in  Annual  Keport  of  Chief  of  Engineers  for  1893. 

At  the  end  of  the  last  fiscal  year  a  contraet  was  outstanding  for  con- 
structing an  extension  of  the  west  pier.  Work  under  the  contract  was 
commenced  in  July,  1893,  and  completed  December  9, 1893.  Four  hun- 
dred linear  feet  of  pier  was  constructed  24  feet  wide;  the  superstructure 
is  8  feet  above  and  the  bottom  of  foundation  22  feet  below  mean  lake 
level.  Repairs  were  made  to  outer  end  of  old  west  pier  where  it  was 
badly  exposed  and  torn  away. 
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Tho  expenditnre  on  this  project  to  June  30, 1893,  was $692. 91 

Expenditnre  in  year  ending  June  30, 1894 39, 286. 15 

The  Pittsburgh,  Shenaiigo  and  Lake  Erie  Railroad  Comiiaiiy  has  done 
a  large  amount  of  work  in  improving  and  protecting  the  channel.  The 
channel  has  been  dredged  and  the  old  piers  have  l)een  repaired.  The 
depth  of  water  in  the  channel  is  now  17  feet.  The  railroad  company 
has  built  about  2,000  front  feet  of  wharf,  and  has  i)ut  in  14  hoists  for 
handling  iron  ore  and  coal.  In  a  single  year  since  commencing  work 
at  the  harbor  a  very  large  amount  of  ore  and  coal  has  been  received 
and  shipped. 

From  present  indications  the  commerce  of  this  place  is  developing 
rapidly. 

July  1, 1893, balance  unexpended $39,307.09 

Juno  30, 1894,  amount  expended  during  fiscal  year 39, 286. 15 

July  1, 1894,  balance  unexpended 20. 94 

Amount  appropriated  by  act  of  August  17, 1894 40, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 40, 020. 94 

{Amount  (estimated)  required  for  completion  of  existing  project 420, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896  200, 000. 00 
Submitted  in  compliance  Avith  requirements  of  sections  2  of  river  and 
barbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  N  N  12.) 

13.  Removing  sunken  vessels  or  craft  obstructing  or  endangering  vavi- 
gation. — The  schooner  Pelican  was  wrecked  oft'  Ashtabula  Harbor  in 
May,  1893. 

The*  wreck  was  removed  during  December,  1893,  and  January,  1894, 
at  a  total  cost  of  $1,490.68. 

(See  Appendix  K  N  13.) 

IMPEOVEMENT    OF    ERLE    HARBOR,  PENNSYLVANIA,  AND   OF    RIVERS 
AND  HARBORS  IN  WESTERN   NEW   YORK. 

This  district  was  in  the  charge  of  Maj.  E.  H.  Rufll'ner,  Cori)s  of 
Engineers  5  Division  Engineer,  Col.  Henry  L.Abbot,  Corps  of  Engineers. 

i.  Urie  Harbor^  Pennsylvania.— The  original  survey  of  tiiis  harbor 
was  made  in  1819,  at  which  time  the  channel  was  narrow  and  tortuous, 
with  a  depth  of  only  C  feet.  In  18:^3  a  plan  for  tho  improvement  was 
adopted,  and  constitutes  the  present  work,  excei)ting  some  necessary 
<!hanges.  The  piers  have  been  extended  from  time  to  time,  and  are 
now  in  fairly  good  condition,  excepting  the  north  pier,  whiv-li  needs 
lepairs  to  the  older  portions. 

The  present  project  contemplated  the  extension  of  the  piers  to  the 
16  foot  curve  in  the  lake  and  the  maintenanceof  a  channel  of  navigable 
width  16  feet  in  depth  from  tho  harbor  inside  to  the  lake  outside.  Snch 
a  channel,  275  feet  wide  and  not  less  than  18  feet  (U»ep,  has  been 
secured,  and  is  now  successfully  maintained  throughout  its  entire 
length  of  7,150  feet. 

The  work  during  the  year  consisted  in  tho  completion  of  the  exten- 
sion begun  during  the  prior  year.  That  extension  was  301.4  feet,  and 
was  finished  on  the  11th  of  Augusts  Small  repairs  to  existing  struc- 
tures were  made  and  the  boathouse  was  moved. 

The  total  amount  expended  up  to  June  30,  1893,  was  $803,501.80. 
The  amount  expended  during  the  fiscal  year  ending  June  30, 1894,  was 
$27,717.47. 
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Jnlv  1,  1893,  balance  unexpended  (including  $20,000  reserved  for  Prcsque 

Isle) $73,082.32 

Jnne  30,  1894,  amount  expended  during  fiscal  year 27,  717. 47 

Jnly  1,  1894,  balance  unexpended 45,364.85 

Jaly  1,  1894,  outstanding  liabilities 230. 00 

Jnlv  1,  1814,  balance  available  (including  $20,000  reserved  for  Presque 

Isio) 45,134.85 

Amount  api>ropriated  by  act  of  August  17,  1894 10,  000. 00 

Amount  .nvailablo  for  fiscal  year  ending  June  30,  1895 55, 134. 85 

i  Amount  that  can  bo  profitably  expended  in  fiscal  year  ending  June  3D,  1896    25, 000.  CO 
<  Submitted  ia  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Api>en(Iix:  O  O  1.) 

J2.  Presqve  Isle  Peninsula^  Erie  Harbor,  Pennsylvania. — In  a  reiK)rt- 
upon  the  exainination  of  Erie  Harbor,  made  in  1883,  it  was  recomiiieuded 
that  the  neck  of  the  peninsula  l)e  protected  by  a  breakwater,  and  the 
uiovement  of  sand  around  the  eastern  end  of  the  i^eninsula,  which 
threatens  to  close  the  harbor  entrance,  be  arrested  by  the  construction 
of  jetties  perpendicular  to  the  shore  of  the  peninsula;  at  an  estimated 
cost  of  $173,044.50. 

\Vork  under  this  project  was  in  progress  until  October,  1889,  when 
it  was  abandoned,  it  having  been  found  that  the  structures  built  wouhl 
not  stand  against  the  violence  of  the  storms.  No  further  work  is  at 
present  contemplated,  but  the  sum  of  $20,000  has  been  reserved  from 
the  appropriation  for  the  improvement  of  Erie  Harbor,  to  be  used,  in 
case  of  necessity,  in  closing  any  breach  which  may  occur. 

The  total  amount  expended  up  to  June  30, 1890,  was  $60,000.  Nothing 
was  expended  during  the  fiscal  year  ending  June  30, 1894. 

(See  Appendix  O  O  2.) 

3,  DiniJcirk  Harbor  J  Xeto  York. — The  improvement  of  this  harbor  was 
begun  in  1827,  when  the  first  appropriation  therefor  w^as  made.  The 
original  project  was  much  the  same  as  that  of  the  existing  improvement, 
which  comprises  the  formation  of  an  artificial  harbor  in  front  of  the 
city,  by  means  of  a  breakwater  running  nearly  parallel  with  the  shore, 
and  a  shore  arm  or  pier  to  the  westward,  >Yith  an  opening  between  the 
piers  and  the  breakwater.  By  1832  the  sum  of  $28,439.84  had  been 
expended  on  the  original  plan. 

Various  improvements  and  repairs  were  made  from  time  to  time,  and 
by  1838  there  had  been  completed  2,125  feet  of  breakwater  and  300  ieet 
of  detached  breakwater.    In  1848  the  breakwater  was  demolished. 

Between  1848  and  1870  some  portions  of  the  work  were  renewed  and 
others  repaired,  and  in  1870  a  Board  of  Engineer  Officers  took  into  con- 
sideration the  question  of  the  radical  improvement  of  the  harbor.  The 
Board  recommended  a  plan  which  provided  a  breakwater  2,800  feet 
long,  one  part  of  which,  2,300  feet  in  length,  was  to  be  nearly  parallel 
with  the  shore,  the  other  part,  560  feet  long,  was  to  be  nearly  iiarallel 
to  the  axis  of  the  channel  entrance. 

A  channel  was  to  bo  dredged  to  secure  a  depth  of  13  feet  and  a  width 
of  170.  Of  the  2,300-foot  section  1,591  feet  has  been  finished.  None 
of  the  560-foot  section  has  been  built. 

Work  during  the  year  consisted  in  the  building  of  an  extension  of 
250  feet  to  the  breakwater.  This  was  finished  November  2, 1893.  The 
breakwater  is  now  in  good  condition  for  its  present  length.  The  chan- 
nel has  been  dredged,  under  contract,  for  its  entire  length  of  about  2,800 
feet,  and  throughout  its  full  width  to  the  required  depth  of  13  feet. 
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The  pier  has  its  full  length  and  is  in  a  reasonably  good  condition.  The 
total  amount  expended  up  to  June 30, 1893,  was  $510,361 .98.  The  amount 
expended  during  the  fiscal  year  ending  June  30, 1894,  was  $19,095.09. 

July  1, 1893,  balance  unexpended $23,717.40 

June  30,  18S4,  amount  expended  during  fiscal  year 19, 095. 99 

'July  1,  1894,  balance  unexpended 4,621.41 

Julyl,  1894,  outstanding  liabilities 8,198.92 

Jnly  1,1894,  balance  aTailable 1,422.49 

Amonnt  appropriated  by  act  of  August  17,1894 20,000.00 

Amount  available  for  fiscal  year  ending  June  30,  1895 21, 422. 49 

{Amount  (estimated)  required  for  completion  of  existing  project. ......  108, 116. 41 
Amount  tnat  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896  108, 116. 41 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

'  (See  Appendix  O  O  3.) 

4,  Buffalo  Harbor^  Neic  YorJc, — The  original  project  for  the  improve- 
ment of  this  harbor  was  adopted  in  182G,  and  provided  at  first  for  the 
construction  of  piers  on  the  north  and  south  sides  of  Buffalo  Creek. 
Subsequently  a  masonry  sea  wall  running  south  from  the  shore  end  of 
the  south  pier  was  proposed  and  built.  In  18G8  a  detached  breakwater, 
about  2,500  feet  lakeward  from  the  light-house,  to  extend  south  a  dis- 
tance of  4,000  feet,  was  proposed  and  adopted.  In  1874  it  was  deter- 
mined to  extend  this  breakwater  to  a  total  length  of  7,000  feet.  This 
breakwater  has  now  its  full  proposed  length,  the  final  extension  of  8t)0 
feet  having  been  built  in  1893.  It  runs  parallel  to  the  shore  and  about 
half  a  mile  distant  from  it.  In  1874  it  was  also  proposed  to  build  a 
shore  arm  to  the  breakwater,  the  inshore  end  to  consist  of  pile  work 
near  shore  and  crib  work  in  the  deeper  water.  Upon  reaching  the 
16-foot  contour  line  in  the  lake  this  shore  arm  was  planned  to  continue 
in  a  direction  making  an  angle  of  about  45  degrees  with  the  shore  and 
to  overlap  the  south  end  of  the  breakwater,  leaving  an  opening  of  150 
feet.  This  shore  arm  would  be  about  4,100  feet  long.  During  the  past 
year  the  construction  of  1,G00  feet  of  the  outer  end  of  the  shore  arm  was 
in  progress  under  two  contracts  of  800  feet  each.  The  outer  part  was 
practically  completed,  when  a  storm  on  October  14  and  15,  1803,  com- 
pletely wrecked  it,  and  also  350  feet  of  cribs  belonging  to  the  second 
contract  next  toward  the  shore.  This  second  contract  had  only  been 
carried  to  the  extent  of  the  sinking  of  seven  cribs.  The  entire  1,150 
feet  of  the  shore  arm  built  in  whole  or  in  part  is  sunk  through  the  crust 
of  the  lake  bed  down  into  soft  material  below,  and  so  complete  is  the 
wreck,  that  no  attempt  has  been  made  to  repair  it.  The  ])roject  will 
probably  be  entirely  revised,  particularly  as  to  the  method  of  construc- 
tion. Minor  repairs  have  been  made  during  tlie  year  to  the  old  portions 
of  the  breakwater  and  to  the  south  pier.  A  new  survey  of  the  harbor 
and  its  vicinity  is  in  progress. 

Tlie  total  amount  expended  up  to  June  30,  1893,  not  including  out- 
standing liabilities,  was  $2,409,799.00.  The  amouut  expended  during 
the  fiscal  year  ending  June  30,  1894,  was  $247,004.64. 

July  t,  1893,  balance  nnexpended $321,871.37 

June  30, 1894,  amount  expended  during  fiscal  year 247, 604. 64 

July  1, 1894,  balance  unexpended 74.266.73 

July  1, 1894, outstanding  Uabilities 1,050.00 

July  1, 1894,  balance  available 73,216.73 

Amount  appropriated  by  act  of  August  17, 1894 70, 000. 00 

Amount  available  for  fiscal  year  ending  Jane  30, 1895 143, 216. 73 
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(Amount  (estimated)  required  for  completion  of  existing  project $81, 223. 17 
Amount  that  can  be  profitably  expended  in  fiBcal  vear  ending  June  30, 1896    81, 223. 17 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  O  O  4.) 

5.  Tonawanda  Harbor  and  Niagara  River,  N'ew  York. — The  project 
for  this  work  contemplates  a  channel  18  feet  deep  and  400  feet  wide 
from  the  entraDce  to  the  Niagara  Eiver  at  Lake  Erie  to  the  north  end 
of  Tonawanda  Harbor,  Few  York.  The  work  of  the  year  has  consisted 
of  dredging  to  the  ftill  width  of  400  feet  and  a  depth  of  16  feet  th( 
channel  at  the  Strawberry  Island  bar.  A  careful  and  exact  survey 
was  made  of  this  area.  The  dredging  operations  at  the  Horseshoe 
Eeef  channel  have  been  continued  throughout  the  year,  when  practica- 
ble. The  main  central  shoal  is  finally  practically  removed.  The  west- 
em  shoal  is  perhaps  one-fourth  dredged  and  almost  entirely  blasted 
over,  practically  completing  the  work  of  the  drill  in  this  vicinity. 
Tliere  will  be  only  limited  areas  or  single  spots  to  remove  after  the 
month  of  July.  The  amount  exj>ended  up  to  June  30, 1893,  not  includ- 
ing outstanding  liabilities,  was  $176,736.51.  The  amount  expended 
during  the  fiscal  year  ending  June  30, 1894,  was  $45,853.32. 

July  1,  1893,  balance  unexpended $73,263.49 

Jane  30,  1894,  amount  expended  during  fiscal  year 45,  853. 32 

July  1,  1894,  balance  unexpended 27, 410. 17 

July  1,  1894,  outstanding  liabilities $6,953.00 

July  1,  1894,  amount  covered  by  uncompleted  contracts 18,  492. 00 

25,445.00 

July  1,  1894,  balance  available 1,965.17 

Amount  appropriated  by  act  of  August  17, 1894 50, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 51,  965. 17 

{Amount  (estimated)  required  for  completion  of  existing  project 958, 090. 16 
Amountthatcanbeprofitably  expended  in  fiscal  year  ending  June  30, 1896  200, 000.00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  O  O  5.) 

6,  Niagara  Eiver  from  Tonawanda  to  Port  Day  [Niagara  Falls),  N". 
T. — Under  provisions  of  act  of  September  19, 1890,  a  survey  of  this 
locality  was  made  by  Maj.  Amos  Stickney,  Corps  of  Engineers;  and 
his  report  thereon  of  December  31, 1891,  with  project  for  improvement, 
was  submitted  to  Congress  and  printed  as  House  Ex.  Doc.  No.  67,  Fifty- 
second  Congress,  first  session  (reprinted  as  Appendix  N  N  9,  Annual 
Report,  Chief  of  Engineers,  1 892),  Thisproject  contemplated  the  forma- 
tion of  a  channel  300  foet  wide  from  Tonawanda  down  to  Connors  Island, 
200  feet  wide  from  Conners  Island  to  Grass  Island,  and  increasing  from 
200  to  400  feet  wide  from  Grass  Island  to  Port  Day;  and  construction 
of  an  embankment,  from  rock  excavated  from  the  channel,  extending 
from  Conners  Island  to  Port  Day,  so  as  to  inclose  the  lower  end  of  the 
channel.  A  channel  of  12  feet  depth  was  prox)08ed,  although  it  was  inci- 
dentally estimated  that  a  channel  of  8  feet  depth  could  be  first  pro 
vided,  which  could  be  enlarged  as  an  increase  of  commerce  might 
demand.  The  cost  of  the  proposed  channel,  8  feet  deep  at  mean  lake 
level  (6  feet  at  low  lake  level),  was  estimated  at  $257,829. 

The  river  and  harbor  act  approved  July  13, 1892,  appropriated  $20,000 
for  the  commencement  of  work  upon  the  8-foot  channel. 

During  the  season  of  1892  tlie  practicability  of  constant  navigation 
of  JS^iagara  River  by  vessels  of  upward  of  6  feet  draft  to  the  harbor  back 
of  Conners  Island,  which  is  within  easy  land  communication  with  Port 
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Duy^  was  demonstrated.  Tbcso  commercial  developments  showed  that 
adherence  to  thoi>roject  approA'ed  by  Congress  wonld  be  inexpedient  and 
would  accomplish  no  results  useful  to  navigation,  and  that  a  modification 
oftheprojectwouldbedesirable,  looking  to  the  excavationofachannel  12 
feet  deep  down  to  Con  ners  Island,  and  omitting  the  work  proposed  below 
that  point  to  Port  Day.  For  these  reasons  expenditure  of  the  appropria- 
tion of  July  13, 1892,has,  undertheauthority  of  theSecretary  of  War,  been 
suspended  until  further  action  in  the  matter  may  be  taken  by  Congress. 

July  1,  1893,  balauco  unexpended $20,000.00 

July  1,  1894,  balauco  unexpended 20,  OOO.  OO 

Amount  ai>propriatod  by  act  of  August  17,  1894 10, 000.  00 

Amount  available  for  tiscal  j'car  ending  June  30,  1895 30, 000.  00 

(See  Appendix  ()  O  C.) 

7.  Wilson  JTarhoVj  New  Yorlc, — The  project  for  the  improvement  of 
this  harbor  was  adopted  in  1873  and  modified  in  1877,  the  object  being* 
to  afford  a  channel  of  navigable  width  and  1 2  feet  in  depth  by  the  exten- 
sion of  parallel  2>iers  from  the  mouth  of  Twelve  Mile  Creek  to  the  V2  foot 
cnrve  in  Lake  Ontario,  with  the  foiTnation  of  a  piotected  channel 
between  the  piers.  The  mouth  of  the  creek  was  originally  obstructed 
by  a  bar  upon  which  there  was  a  depth  of  1  foot.  Before  the  commence- 
ment of  operations  by  the  United  States  the  i)iers  had  been  carried 
about  400  feet  into  the  lake  by  private  enterprise.  There  is  now  a  chan  - 
nel  with  only  8.5  depth,  and  the  piers  need  much  rex>airs.  The  total 
amount  exi>ended  to  Juno  30,  1894,  was  $04,978.51. 

July  1,  1893,  l»alanco  unexpended $21.  49 

July  1,  1894,  balance  unexpended 21. 49 

{Amount  (estimated)  required  for  oompletiun  of  oxistiujEC  project 13, 978. 49 
Amount  that  can  be  profitably  expended  in  fiscal  year  endin;i:  June  30, 1896    29, 091. 00 
Submitted  in  complianco  with  requirements  of  nections  2  of  river  and 
hail>or  nets  of  1868  r.nd  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  O  O  7.) 

8.  Olcott  Harbor,  New  York, — The  project  for  the  improvement  for  this 
harbor  was  adopted  in  1800.  It  jn-oposes  to  connect  the  deep  water  in 
Lake  Ontario  with  the  de«  p  water  in  Eighteen  Mile  Creek,  by  the  exten- 
sion of  two  parallel  piers  from  the  mouth  of  the  creek  to  the  11-foot  curve 
in  the  lake,  with  the  addition  of  a  dredged  channel  between  the  piers. 
The  project  was  modified  in  1874  and  i  n  1881  to  provide  for  the  removal  of 
rock  found  in  thechannel  between  the  piers  and  for  additional  pier  exten- 
sion. The  natural  channel  between  the  mouth  of  the  creek  and  the  lake 
was  obstructed byabar,nponwhichtherowasadepth of  1 J  leet.  Thefinal 
project,  adopted  June  18, 1891,  definitely  fixes  the  length  of  the  piers  at 
850  and  873  feet,  respectively,  and  ])rovides  for  a  channel  180  feet  wide, 
between  the  ])ierK,  decreasing  in  width  to  98  feet  at  the  Main  street  bridge 
crossing  Eighteen  Mile  Creek,w'ith  a  depth  of  13.5  feet  at  mean  lake  level. 

There  was  no  work  done  during  the  year.  Tlie  total  amount  exi)ended 
up  to  June  3. K 1893,  was  $157,503.77.  The  amount  expended  during  the 
fiscal  year  ending  June  30,  1894,  was  $00. 

July  1,  1893,  l»ala  ce  unexpended $5,436.23 

June  30,  1894,  amount  expended  durin*;  iiscnl  year 60. 00 

Joly  1,  1894,  balance  unexpended 5, 376. 23 

July  1,  1894,  outstanding  li.T.bilitie.s 16.00 

July  1,  1894,  balance  available 5,360.23 

(See  Appendix  O  O  8.) 
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9.  Oak  Orchard  Sarhor^  New  York. — The  earliest  project  for  the 
improvement  of  this  harbor  was  adopted  in  1836,  the  date  of  the  first 
appropriation,  and  proposed  the  construction  of  an  east  and  west  break- 
water, approaching  to  within  200  feet  of  each  other,  and  connecting  at 
tlio  oi)ening  with  two  parallel  piers  extending  into  tlie  lake. 

Subsequent  modiiic<ations  were  extensions  to  the  original  i)rqject  to 
provide  for  removal  of  rock  and  to  adjust  tbe  harbor  to  the  increased 
demand  of  commerce.  The  present  project  was  adopted  in  1881,  the 
object  being  to  extend  the  piers  to  the  12-foot  curve  in  the  lake,  with 
the  formation  of  a  channel  of  navigable  width  and  12  feet  deep  at  low 
water  between  the  piers.  The  natural  entrance  into  Oak  Orchard 
Greek  was  narrow,  with  a  depth  of  2  to  4  feet. 

A  shore  protection  91  feet  long  was  built  in  1888  to  the  east  of  the 
east  pier. 

The  total  amount  expended  up  to  June  30, 1893,  was  8204,507.60. 

The  amount  expended  daring  the  fiscal  year  ending  June  30, 1894, 
was  $30. 

July  1,  1893,  balance  unexpended $492.  34 

June  30,  1894,  amount  expended  duriog  fiscal  year 30. 00 

Jnly  1,  1894,  balance   unexpended 462. 34 

July  1,  1894,  outstanding  liabilities 8.00 

July  1,1894,  balance  available 454.34 

(See  Appendix  O  O  9.) 

IMPBOVEMENT     OV     HAKBORS      ON      LAKE     ONTARIO     EAST     OF     OAK 

ORCHARD,  N.  Y. 

This  district  was  in  the  charge  of  Capt.  Dan  C.  Kingman,  Corps  of 
Engineers;  Division  Engineer, Col.  Henry  L.  Abbot,  Corpsof  Engineers. 

J.  Harbor  at  Charlotte^  N.  Y, — The  original  project  for  the  improve- 
ment of  this  harbor,  adopted  in  1829,  proposed  to  connect  the  deep 
water  in  the  Genesee  Kiver  with  the  deep  water  in  the  hike  by  parallel 
piers  or  jetties  about  480  feet  apart.  The  present  project,  adopted  in 
1881,  is  to  extend  the  jetties  to  the  15-fbot  curve  in  the  lake,  and  to 
dredge  a  channel  between  them  of  navigable  width  and  lo  feet  depth  at 
low  water.  The  natural  channel  was  tortuous,  and  in  calm  weather 
would,  at  ordinary  stages  of  the  lake,  admit  vessels  drawing  8  feet. 

The  total  amount  expended  from  1828  to  June  30, 1894,  is  $491,841.58. 

The  amount  expended  from  the  adoption  of  the  present  project  in 
1881  to  June  30,  1894,  is  $173,7G3.2G. 

This  expenditure  has  resulted  in  the  construction  of  7,057  linear  feet 
of  jetty  work,  of  which  4,975  feet  is  now  valuable  and  necessary  to  the 
maintenance  of  the  harbor.  The  rest  of  it  has  bec^n  absorbed  by  the 
advance  of  the  shore  line,  and  further  repairs  to  it  will  probably  not  be 
necessary. 

Five  thousand  feet  of  jetty,  in  round  numbers,  therefore  must  be  kept 
iu  good  order.  This  work  is  of  timber  tilled  with  stone.  Tlio  portion 
of  it  that  is  above  water  is  subject  to  decay.  Its  useful  life  is  from 
twelve  to  fifteen  years.  It  must  then  be  renewed.  The  cost  of  renewal 
here  is  about  $11  a  running  foot.  There  is  now  GOG  feet  that  is  more 
than  eleven  years  old.  It  needs  renewal,  and  will  cost  $G,GG6.  This 
sum  is  not  included  in  the  amount  required  to  complete  the  existing 
project. 

The  channel  between  the  jetties  has  been  dredged  to  a  depth  of  15 
feet  at  extreme  low  water  in  the  lake  for  a  width  of  380  feet.  A  recent 
examination  shows  that  this  work  is  not  i)ermanent,  the  current  of 
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the  river  not  being  sufficient  to  maintain  this  depth.  Choice  will  have 
to  be  made  between  periodical  dredging  and  some  form  of  channel 
contraction. 

This  expenditure  has  also  sufficed  for  the  protection,  preservation, 
and  repau^  of  the  existing  works,  and  the  renewal  of  theperishable por- 
tions from  the  beginning  of  the  improvement  in  1829  to  the  present 
time. 

During  the  past  year  the  west  jetty  has  been  extended  365  feet. 

July  1, 1893,  balance  unexpended $12,  793. 93 

June  30, 1894,  amount  expended  during  fiscal  year 10, 162. 29 

July  1,  189*1,  balance  unexpended 2,631.64 

Amount  appropriated  by  act  of  August  17,  1894 15, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 17,  631. 64 

{Anionnt  (estimated)  required  for  completion  of  existing  project 94, 650. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  en  ding. lime  30, 1896    75, 000.00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  P  P  1.) 

2.  PvltneyviUe  Harbor^  New  Yorh. — The  project  for  the  improvement 
of  this  harbor  was  adopted  in  1870  (the  date  of  the  first  appropriation), 
and  proposed  the  construction  of  a  timber  breakwater  running  east- 
ward from  the  west  shore,  and  then  northward  as  a  jetty  into  the  lake, 
also  an  east  jetty  parallel  to  and  about  200  feet  from  the  west  one,  and 
a  dredged  channel  between  them. 

The  project  was  modified  in  1875  to  provide  for  increased  dredging:. 
The  object  of  the  improvement  was  to  provide  a  channel  of  navigable 
width  and  not  less  than  10  feet  deep  through  the  bar  and  into  the 
mouth  of  Salmon  Creek,  which  was  the  harbor.  The  natural  channel 
was  not  much  more  than  2  feet  deep. 

In  1884  it  was  proposed,  in  order  to  make  the  dredging  of  perma- 
nent value  and  effect,  to  build  a  sand-tight  structure  parallel  to  the 
breakwater  and  about  100  feet  from  it,  between  it  and  the  beach,  so  as 
to  arrest  the  movement  of  the  beach  sand  and  keep  it  out  of  the  chan- 
nel. 

The  total  amount  expended  to  June  30,  1893,  is  $73,973.3:^,  and  has 
resulted  in  the  extension  of  the  jetties  to  the  10- foot  curve  in  the  lake, 
and  in  the  construction  of  about  200  feet  of  sand -tight  bulkhead,  and 
in  a  large  amount  of  dredging  in  the  channel.  The  last  work  of  this 
kind  was  done  by  the  United  States  dredging  plant  belonging  to  this 
district  during  the  month  of  May,  1893.  Ten  thousand  seven  hundred 
and  six  cubic  yards  of  muterial  was  removed,  forming  a  good  channel 
from  the  lake  between  the  piers  and  up  the  creek  as  far  as  the  wharves 
and  warehouses.  This  channel  has  a  general  depth  of  about  10  feet  at 
low  water  in  the  lake. 

The  depth  diminishes  somewhat  in  the  extreme  inner  jwrtions  of  the 
harbor  on  account  of  the  rock  bottom. 

A  recent  survey  shows  that  the  sand-tight  bulkhead,  in  its  iintinished 
condition,  is  not  long  enough  to  keep  the  channel  open. 

There  is  some  shoaling  beyond  the  end  of  it.  It  should  be  extended 
to  the  inll  length  called  for  by  the  project.  This  expenditure  has 
resulted  in  the  construction  of  1,400  linear  feet  of  pier  and  jetty  work, 
all  of  which  is  now  valuable  and  necessary  to  the  maintenance  of  the 
harbor.  This  work  is  of  timber  filled  with  stone.  The  portion  of  it 
that  is  above  water  is  subject  to  decay.    Its  useful  life  is  from  12  to  15 
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years.  It  must  then  be  renewed.  The  cost  of  renewal  here  is  about 
$11  a  running  foot.  All  of  it  is  now  more  than  11  years  old,  and  most 
of  it  is  over  20  years  old.  It  needs  renewal  and  will  cost  $15,000.  This 
sum  is  not  included  in  the  amount  required  to  complete  the  existing 
project. 

July  1,  1893,  balance  unexpended $62. 91 

June  30, 1894,  amount  expended  during  fiscal  year 38. 24 

July  1, 1894,  balance  unexpended 24. 67 

Amount  appropriated  by  act  of  August  17, 1894 1, 500. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 1, 524. 67 

{Amount  (estimated)  required  for  completion  of  existing  project 7, 500. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896      7, 500. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  P  P  2.) 

5.  Harbor  at  Great  Sodns  Bay,  2^ew  Yorh — The  earliest  project  for 
the  improvement  of  this  harbor,  adopted  in  1828,  proposed  the  construc- 
tion at  the  mouth  of  the  bay  of  breakwaters  from  the  east  and  west 
shores,  approaching  to  within  500  feet  of  each  other  and  connected  at 
the  opening  with  parallel  jetties  extending  into  the  lake. 

The  subsequent  modifications  were  simply  extensions  of  the  original 
project  to  adjust  it  to  the  increased  demands  of  commerce.  The  pres- 
ent project  was  adopted  in  1882,  the  object  being  to  extend  the  jetties 
to  the  15- foot  curve  in  the  lake,  and  to  dredge  a  channel  between  them 
not  less  than  15  feet  deep  at  extreme  low  water.  The  natural  channel 
at  ordinary  stages  would  admit  vessels  drawing  8  feet. 

The  total  amount  expended  trom  1829  to  June  30, 1893,  is  $452,646.80. 

The  amount  expended  from  1881  to  June  30, 1894,  is  $80,823.01. 

The  total  expenditure  has  resulted  in  the  construction  of  a  timber 
breakwater  3,851  feet  in  length,  and  of  two  jetties  1,580  feet  and  1,294 
feet  in  length,  the  west  one  extei'ding  to  the  15-foot  curve  in  the  lake, 
and  the  east  one  to  the  10-foot  curve. 

It  has  also  served  for  the  protection,  preservation,  and  repair  of  these 
works  from  1829  to  the  present  time,  and  for  dredging  from  time  to 
time,  which  has  served  to  maintain  a  channel  of  navigable  width 
between  the  jetties  which  has  varied  at  different  times  from  8  to  15  feet 
in  depth  at  low  water. 

The  present  available  depth  is  not  less  than  13  feet  at  low  water. 
There  are  now  6,800  linear  feet  of  jetties  and  breakwaters  at  this  place 
that  are  valuable  and  necessary  to  the  maintenance  of  the  harbor. 
The  remainder'.has  been  absorbed  by  the  advance  of  the  shore  line. 
This  work  must  be  kept  in  repair.  As  it  is  built  of  timber  and  filled 
with  stone,  the  part  above  water  is  subject  to  decay.  Its  life  is  from 
12  to  15  years.  The  cost  of  renewing  the  superstrncture  of  the  kind 
used  here  is  about  $11  a  rnnning  foot.  There  are  now  1,426  feet  of  it 
that  are  from  11  to  16  years  old.  It  needs  renewal  and  will  cost  $16,000. 
This  sum  is  not  included  in  the  amount  given  as  required  to  complete 
the  existing  project. 

July  1,  1893,  balance  unexpended $3, 610. 39 

June  30,  1894,  amount  expended  during  fiscal  year 3, 578. 40 

July  1,  1894,  balance  unexpended 31.99 

Amount  appropriated  by  act  of  August  17,  189'! 15, 000. 00 

Amoun  t  available  for  fiscal  year  ending  June  30,  1895 15, 031. 99 

ENa  94 25 
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(Amoniit  (estim^ited)  required  for  completion  of  existing  project $28,000.00 
Amount  that  can  be  profitably  expended  in  fiBcal  ycarending  Jane30, 1^    28, 000.00 
Submitted  in  compliance  Trith  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  P  P  3.) 

4.  Harbor  at  Little  Sodvs  Bay,  New  York, — The  first  project  for  the 
improvement  of  this  harbor  vas  adopted  in  1829  and  has  since  been 
variously  modified. 

Tlio  first  appropriation  was  made  in  1852.  The  first  project  proposed 
to  partially  close  the  opening  between  the  bay  and  the  lake  by  lateral 
dikes  connected  with  two  parallel  jetties  extending  into  the  lake. 

The  present  project,  which  is  simply  an  expansion  of  the  earlier  ones, 
was  adopted  in  1881  and  is  designed  to  aflbrd  a  channel  of  navigable 
width  and  not  less  than  15  feet  deep  at  low  water  by  extending  the 
jetties  and  dredging  between  them*  The  original  entrance  into  the  bay 
had  a  depth  of  about  IJ  feet  at  extreme  low  water. 

The  total  amount  expended  from  the  date  of  the  first  ax)prox>riation 
in  1852  to  June  30, 1894,  is  $310,818.61. 

The  amount  expended  from  the  adoption  of  the  present  project  in  1881 
to  June  30,  1894,  is  $82,377.84. 
'  The  total  expenditure  has  resulted  in  the  construction  of  5,989  feet 
of  dikes  and  jetties,  which  completes  the  dike  work  and  extends  the 
jetties  to  the  12-foot  curve  in  the  lake.  It  has  also  served  for  the  pro- 
tection, preservation,  and  repair  of  these  works  from  the  time  they 
were  built  to  the  present  time. 

A  narrow  channel  15  feet  deep  has  been  dredged  through  the  hard- 
pan  bar  across  the  entrance  to  the  channel. 

Of  the  dike  and  jetty  work  some  4,900  linear  feet  is  still  valuable  and 
necessary  to  the  maintenance  of  the  harbor.  The  rest  has  been  absorbed 
by  the  advance  of  the  shore  line. 

Tills  work  is  built  of  timber  and  filled  with  stone.  The  par*-  that 
is  above  water  is  subject  to  decay.  Its  useful  life  is  from  12  to  ISyenrs. 
It  must  then  be  renewed.  The  cost  of  renewal  here  is  about  Wl  a 
running  foot.  Tliere  is  now  1,692  feet  of  it  that  is  from  11  to  16  years 
old.    It  needs  to  be  renewed  and  will  cost  $19,000. 

This  sum  is  not  included  in  the  amount  given  as  required  to  complete 
the  existing  project. 

July  1, 1893,  balauco  uuexpended $(>,  430.35 

June  30, 18iii,  aniount  expended  during  fiscal  year 6, 308. 19 

July  1, 1894,  balance  nnezpended 122. 16 

Amount  appropriated  by  act  of  August  17,  1894 8, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 '. 8, 122. 16 

{Ainonnt  (estimated)  required  for  completion  of  existing  project 44, 500. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    40, 000. 00 
Submitted  in  compliance  witb  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  P  P  4.) 

.5.  Oswego  Harbor,  Xew  Yorh — The  earliest  project  for  the  improve- 
ment of  this  harbor  was  adopted  in  1827,  and  proposed  to  inclose  an 
area  at  the  mouth  of  the  Oswego  River  by  extending  jetties  from  the 
shore  into  the  lake,  joining  the  outer  ends  by  a  breakwater,  and  leaving 
an  opening  through  which  to  enter  the  harbor. 

This  project  was  completed  in  18G9,  and  forms  the  present  inner  har- 
bor. 
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Tbe  present  project  was  adopted  in  1870,  and  consists  of  a  breakwater 
5,800  leet  in  length,  generally  parallel  to  the  oULwest  breakwater,  and 
1,100  feet  in  advance  of  it.  The  estimated  cost  was  $1,161,682.  This 
estimate,  of  course,  did  not  include  its  subsequent  repairs  and  main- 
tenance. This  project  was  afterward  modified  by  the  proposed  con- 
struction of  an  east  breakwater  2,700  feet  in  length ;  the  reduction  to 
350  feet  of  the  opening  between  the  cast  end  of  the  west  breakwater  and 
the  north  end  of  the  light-house  pier;  the  constniction  of  spurs  along 
the  face  of  the  outer  west  breakwater  to  reduce  the  eflect  of  accumu- 
lated seas,  and  to  provide  for  deepening  by  dredging  the  inner  harbor 
at  the  month  of  the  Oswego  Eiver. 

The  act  of  Congress  of  August  11, 1888,  provided  for  the  removal  of 
the  outer  east  breakwater,  of  which  250  feet  had  been  built. 

Tliis  has  been  done,  and  the  construction  of  an  east  breakwater  now 
forms  no  part  of  the  project. 

In  1800  the  project  was  further  modified  by  providing  for  the  protec- 
tion and  permanent  maintenance  of  an  opening  that  had  been  formed 
by  waves  in  a  storm  through  the  outer  breakwater  near  the  western 
anglOy  the  object  of  this  opening  being  to  keep  the  water  in  the  harbor 
pure  by  allowing  a  circulation  through  it,  and  to  provide  another 
entrance  for  small  vessels. 

The  natural  entrance  to  the  mouth  of  the  river  was  shallow  and  difli- 
cult  of  access,  and  afforded  very  little  shelter  to  vessels  of  any  consid- 
erable size. 

The  sundry  civil  act  approved  March  3,  1893,  authorized  the  unex- 
pended balance  of  the  current  appropriation  to  be  applied  to  the  removal 
A  rock  within  the  harbor  lines  to  a  uniform  depth. 

A  project  was  therefore  prepared  for  the  removal  of  about  3,000  cubic 
yards  of  solid  rock  from  the  bed  of  the  river  near  its  mouth,  so  as  to 
secure  a  uniform  depth  of  15  feet  at  extreme  low  water  in  this  portion 
of  tlie  harbor.  This  project  was  completed  during  the  present  year  by 
the  removal  of  3,170  cubic  yards,  at  a  cost  of  $8,937.50, 

The  improvement  has  been  very  beneficial  to  the  harbor,  and  has 
given  a  marked  impetus  to  its  commerce. 

The  object  of  all  these  improvements  has  been  to  give  protection  and 
shelter  to  the  city  docks  and  wharves  and  to  the  commerce  of  the  har- 
bor, and  to  make  a  depth  suitable  for  the  deepest  draft  vessels  on  the 
lake. 

The  totiil  amount  expended  since  the  adoption  of  the  first  project  in 
1827  is  $1,800,108.12. 

The  amount  expended  from  the  adoption  of  the  present  project  in 
1870  is  $1,326,727.42. 

The  total  expenditure  has  resulted  in  the  completion  of  the  original 
project  of  1827  and  in  the  constniction  of  the  outer  west  breakwater; 
the  reduction  to  350  feet  of  the  opening  between  the  east  end  of  this 
breakwater  and  the  north  end  of  the  light-house  pier;  the  construction 
and  removal  of  about  250  feet  of  the  east  breakwater;  the  completion 
of  two  spur  cribs,  and  the  deepening  of  the  river  mouth  to  a  depth  of 
15  feet  at  low  water;  in  the  securing  of  full  protection  to  the  dock  and 
wharves  west  of  the  river  mouth,  and  channels  of  entrance  16  feet  deep 
and  350  feet  wide  to  the  inner  and  outer  harbors,  and  in  securing 
increased  depth  in  the  inner  harbor. 

In  addition,  the  various  works  have  been  cared  for  and  maintained 
and  the  ])erishable  ])ortions  renewed,  when  necessary,  from  the  begin- 
ning of  the  work  in  1829  to  the  present  time. 

The  operations  of  the  fiscal  year  have  been  the  rock  excavation  before 
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described  and  certain  necessary  repairs  to  the  breakwater  and  the 
plant  belonging  to  the  work. 

The  outer  breakwiiter  suffered  a  serious  injury  from  storms  during 
the  past  winter.  Fortunately  the  injuries  are  confined  to  a  single 
place,  just  west  of  the  second  spur  crib. 

The  breakwater  is  practically  breacbed  at  this  point  for  a  length  of 
35  feet.  It  will  have  to  be  rebuilt  here  from  the  foundation  up.  The 
estimated  cost  is  $10,000. 

There  has  been  constructed  here  8,776  linear  feet  of  piers  and  break- 
waters, of  \Vhich  C,465  feet  is  valuable  and  necessary  to  the  maintenance 
of  the  harbor.    The  rest  has  been  superseded  by  the  l^fcter  works. 

It  is  all  built  of  timber  and  filled  with  stone.  The  part  above  water 
is  subject  to  decay.    Its  useful  life  is  firom  12  to  15  years. 

The  superstructure  required  here  is  very  expensive  owing  to  its 
exposure.    It  cost  about  $40  a  running  foot. 

There  is  now  3,710  feet  of  it  here  that  is  from  11  to  16  years  old.  It 
needs  to  be  renewed,  and  will  cost  $150,000. 

This  sum  is  not  included  in  the  amount  given  as  required  to  complete 
the  existing  project. 

July  1,  1893,  balance  unexpended $18,818.12 

June  30,  1884,  amount  expended  during  fiscal  year 13, 295. 54 

July  1,  1894,  balance  unexpended 5, 522. 58 

July  1,  1894,  outstanding  liabilities 120.12 

July  1,  1894,  balance  available 5,402.46 

Amount  appropriated  by  act  of  August  17,  1894 37, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 42, 402. 46 

{Amount  (estimated)  required  for  completion  of  existinjg:  project 58, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    58, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  aud  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  P  P  5.) 

6.  Harbor  at  SacJcetts  Harbor^  JV.  Y, — The  project  for  the  improvement 
of  tbis  harbor  was  adopted  in  1881,  and  proposed  the  deepening  of  the 
harbor  by  dredging  over  an  area  of  about  15  acres  to  a  depth  of  12 
feet  at  low  water.  The  depth  previously  existing  was  less  than  8  feet 
over  a  large  part  of  this  area. 

In  1826  and  1828  the  sum  of  $6,000  was  expended  in  clearing  and 
deepening  this  harbor.  The  total  amount  expended  from  1826  to  June 
30,  1894,  is  $14,682.26. 

The  amount  expended  from  the  adoption  of  the  present  project  to 
June  30,  1894,  is  $8,682.26,  and  has  resulted  in  the  removal  of  24,010 
cubic  yards  of  sand,  mud,  and  gravel  from  the  harbor,  and  in  the  con- 
struction of  a  stake  and  fascine  dike  164  feet  in  length,  with  a  mooring 
crib  18  feet  square  at  its  extremity  to  shelter  the  basin  and  exclude 
gravel  drift  from  it.  With  the  completion  of  this  work  the  harbor  has  a 
depth  of  12  feet  at  low  water  over  about  6  acres  of  its  area,  except  in 
a  small  place  where  the  presence  of  rock  in  place  limited  the  depth  to 
a  little  less  than  12  feet. 

July  1,  1893, balance  unexpended $411.26 

June  30,  1894,  amount  expended  during  fiscal  year 98. 52 

July  1,  1894,  balance  unexpended 317.74 

Amount  appropriated  by  act  of  August  17, 1894 5, 000. 00 

Anioun  t  available  for  fiscal  year  ending  June  30, 1895 5, 317. 74 

(See  Appendix  P  P  6.) 
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IMPROVEMENT  OF  RIVERS  AND  HARBORS  IN  VERMONT  AND  NORTHERN 

NEW  YORK. 

This  district  was  in  the  charge  of  Capt.  Smith  S.  Leach,  Corps  of 
Engiiieeiis;  Division  Engineer,  Col.  Henry  L.  Abbot,  Corps  of  Engineers. 

1,  Shoals  between  Sister  Islands  and  Cross-over  Lights  St,  Lawrence 
River,  New  York, — The  act  of  August  11,  1888,  provided  for  a  survey 
of  the  shoals  described,  which  being  made,  a  report  was  submitted 
July  2,  188t>,  and  ininted  in  the  Annual  Keport  of  the  Chief  of  Engi- 
neers, 1889,  pages  24t>;i  and  24G4.  The  estimate  of  cost  was  $43,305  for 
a  total  volume  ot*  2,077  cubic  yards  of  ro<*k  to  be  removed,  affording 
a  draft  of  18  feet  at  low  water. 

Appropriations  oT  $5,000  in  1890  and  $10,000  in  1892  were  made. 
Two  contracts  already  completed  have  accomplished  the  removal  of  the 
two  smaller  of  the  three  shoals  included  in  the  project.  Two  outlying 
spurs  of  one  of  these  shoals,  not  detected  by  the  first  survey,  have 
been  included  in  the  project,  Increasing  it  to  2,627  cubic  yards,  and  a 
pro  rata  revised  estimate  of  $54,772  has  been  adopted. 

July  1,  1893,  balance  unexpended $6,711.01 

June  dO,  1894,  amount  expended  during  fiscal  year 3, 524. 51 

July  1,  1894,  balance  unexpended •. 3,186.50 

Amount  appropriated  by  act  of  August  17,  1894 8, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 11, 186. 50 

{Amount  (estimated)  required  for  completion  of  existing  project 31,  772. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  une  30, 1896    31, 772. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1S93. 

(See  Appendix  Q  Q  1.) 

2.  Ogdensburg  Harbor,  Neic  York. — TheimprovementofthisharborLas 
been  carried  on  nnder  three  successive  projects,  covering  substantially 
the  same  area,  but  providing  for  a  progressive  deepening  to  meet  the 
increasing  demand  of  commerce  for  draft  of  water.  The  last  of  these 
projects,  now  in  progress  of  execution,  was  adopted  in  1890,  and  con- 
templates the  deepening  of  the  channels  leading  from  the  deep  water 
of  the  St.  Lawrence  Iliver  and  along  the  city  front  to  16 J  feet  at  extreme 
low  water,  at  an  estimated  cost  of  $158,950.  Prior  to  improvement, 
depths  of  5  to  12  feet  prevailed  along  the  city  front.  There  is  now  a 
channel  150  feet  wide  with  a  clear  depth  of  16^  feet  at  extreme  low 
water  along  the  greater  part  of  the  city  front,  with  two  entrances  of 
equal  or  greater  depth  from  the  river.  Under  the  last  contract,  com- 
pleted during  the  present  fiscal  year,  the  150-foot  channel  has  been 
extended  to  and  across  the  mouth  of  the  Oswegatchie  and  a  narrow 
cut  has  been  run  along  each  side  of  that  stream  to  reach  important 
terminals. 

July  1,  1893,  balance  unexpended $44,  694. 01 

June  30,  18JM,  amount  expended  during  fiscal  year 43,746.91 

July  1,  1894,  balance  unexpended 947. 10 

Amount  appropriated  by  act  of  August  17,  1894 20, 000. 00 

Amount  available  for  fiscal  year  ending  June  io,  1895 20,  M7. 10 

{Amount  (estimated)  required  for  completion  of  existing  project 56, 950. 00 
Amount  tbatcan  beprontably  expended  in  fiscal  year  ending  J  une  30, 1896    56, 950. 00 
Submitted  in  compliance  wfth  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  Q  Q  2.) 
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3.  Breakwater  at  Rouse  Pointy  Lake  Champlain,  New  York. — ^The  pro- 
ject for  thia  improvement  was  adopted  in  1885,  and  comprised  a  straight 
breakwater  composed  wholly  of  stone,  with  a  total  length  of  about  2,000 
feet,  reaching  the  18-foot  caive  in  the  lake.  The  estimated  cost  was 
$110,000,  or  $55  per  linear  foot. 

Appropriations  made  in  1885,  1886,  1888, 1890,  and  1892,  aggregated 
$98^500,  and  under  contracts  of  corresponding  years  the  breakwater 
has  been  comideted.  Its  total  length  is  1,835  feet,  the  18  foot  curve 
having  drawn  inshore  since  the  preliminary  survey  on  which  the  esti- 
mate was  based.  The  actnal  expenditures  divided  by  this  length  gives 
a  cost  per  linear  foot  of  less  than  $54,  as  compared  with  $o5  estimated 
nine  years  ago.  . 

July  1.  1893,  b.'daneo  unexpended $10,269.11 

June  30,  1894,  aiiiouut  expended  during  fiscal  year 10,203.40 

July  1,  1894,  balance  unexpended : 65. 71 

(See  Appendix  Q  Q  3.) 

4.  Great  Chazy  Rirer^  Neio  York. — A  survey  of  this  stream  from  its 
mouth,  on  Lake  Champlain,  to  Champlain  village  was  provided  for  in 
the  act  of  1888.  The  report  made  was  printed  in  the  Report  of  the 
Chief  of  Engineers  for  1889,  page  2466. 

The  project  adopted  was  to  dredge  a  channel  between  the  points 
named  in  the  act  40  feet  wide  and  5  feet  deep,  at  a  cost  of  $18,000.  The 
act  of  1S90  appropriated  $10,000  to  this  improvement,  which  was 
expended  under  contract  in  accordance  with  the  project. 

An  appropriation  of  $5,000  was  made  in  the  act  of  1892,  which  has 
been  expended  under  contract  daring  the  present  fiscal, year. 

Jnly,  1,  1893,  balance  unexpended $4, 969.' 83 

Jnne  30,  1894,  amount  expended  during  fiscal  year ■  •    4, 030.48 

July  1,  1894,  balance  unexpended ,3ii9.'35 

.  Amount  appropriated  by  act  of  August  17,  1894 .*      S,'000. 00 

I  ft  ..  >■  I — 

Amount  available  for  iiscal  year  ending  Juno  30,  18^ .3, 339;  35 

(See  Appendix  Q  Q  4.) 

5.  PlattHhurg  Harbor y  New  York. — This  work  has  been  intermittently 
prosecuted  since  1830.  Under  the  project  then  adopted,  and  subse- 
quent modifications,  a  breakwater  of  a  x>^rmanent  and  substantial 
character,  1,850  feet  in  length,  has  been  completed.  This  structure  is 
believed  to  afford  sufficient  shelter  for  the  present  needs  of  commerce. 
In  addition  to  the  breakwater,  some  dredging  has  been  done  in  the 
anchorage  and  a  short  length  of  wasting  beach  has  been  protected. 
The  total  cost  of  the  improvement  has  been  $122,412.03. 

July  1,  1893,  balance  unexpended $267.97 

July  1,  1894,  balance  unexpended 267. 97 

(See  Appendix  Q  Q  5.) 

6.  Burlington  Harbor^  Ferwow^.— This  improvement  dates  from  1836, 
modifications  of  the  original  plan  having  been  made  from  time  to  time 
so  as  to  afford  adequate  protection  to  the  increasing  commercial  and 
shipping  interests  of  the  harbpr.  The  last  modification,  made  in  1886, 
provides  for  further  extension  of  the  breakwater,  both  to  the  north  and 
to  the  south,  with  its  gradual  withdrawal  as  it  is  prolonged,  into  water 
about  30  feet  deep,  instead  of  38  feet  deep,  so  as  to  reduce  the  cost. 

The  old  parts  of  the  superstructure  are  much  decayed^  and  the  bal- 
.  nee  of  the  appropriation  of  September  19,  1890,  $15,565.65,  will  be 
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expended  iu  repairs,  as  also  the  additional  funds  asked  for,  if  appro- 
priated* I 

July  1, 1893.  balauce  nnexpcnded * $15, 691. 83 

June  80,  1884,  amount  expended  during  fiscal  year 126. 18 

July  1,  1894,  balance  unexpended 15, 565. 65 

Amount  appropriated  by  act  of  August  17,  1894 10,000.00 

Amount  available  for  fiecal  year  ending  Juno  30,  1895 25, 565. 65 

{Amount  (estimated)  required  for  completion  of  existing  project 129,000.00 
Amount  tibatcan  be  nrofitably  expended  iu  fiscal  year  ending  June  30, 1896    25, 000. 00 
Submittetl  jn  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  Q  Q  C.J 

7.  Otter  Creek  J  Vermont. — ^The  object  of  this  improvement  is  to  afford 
tk  channel  of  navigable  width  and  a  depth  of  8  feet  at  low  water  from 
the  town  of  Vergennes,  Vt.,  to  LaJie  Champlain.  Tlie  original  project 
was  adopted  in  1872,  and  was  estimated  to  cost  $58,146.  In  1882  sur- 
veys developed  the  fact  that  rock  in  sita  would  be  encountered  within 
the  proposed  limits  of  width  and  depth,  and  the  estimate  was  increased 
to  $73,748.40.  In  1884  a  relocation  of  the  channel  at  Bull  Brook  Bend 
avoided  apart  of  tlie  ro<*k  excavation,  reducing  the  cost  by  about  $500, 
and  tho  lower  prices  which  have  prevailed  in  recent  years  have  insured 
the  completion  of  the  project  for  less  than  the  revised  estimate  of  1882. 

Occasional  expenditures  for  maintenance  will  doubtless  be  required. 
It  has  been  found  necessary  to  repeat  operations  at  Bull  Brook  Bend, 
and  it  is  quite  probable  that  accretions  will  again  occur  on  the  shoals 
there  and  elsewhere  during  the  season  of  freshets.  Such  costs  of  main- 
tenance will  not,  it  is  believed,  be  excessive  in  relation  to  the  first  cost 
of  the  improvement,  and  th^  will  be  very  small  as  compared  with  the 
traffic  benefited. 

During  the  fiscal  year  a  contract,  made  under  the  act  of  1892,  for 
rock  excavation  near  the  reform  school  was  satisfactorily  executed. 
Tlic  conipleted  channel  has  now  reached  the  puolic  landing,  and  the 
amonnt  yet  to  be  appropriated  under  the  revised  estimate  will  suffice 
to  complete  the  project. 

The  appropriations  to  date  have  aggregated  $51,500,  which,  deducted 
from  the  estimate  of  $73,748.40,  leaves  a  balance  of  $22,248.40. 

July  1,  1893,  balance  unexpended $9,740.25 

Jnue  30,  1894,  .Mmount  expended  during  fiscal  year 8, 188. 88 

July  1,  1894,  balnnire  unexpended  ..-. 1,  HSl.  37 

Amount  appropriated  by  act  of  August  17,  1894 6, 000. 00 

Amonnt  available  for  fiscal  year  ending  June  30,  1895 6, 551. 37 

(  Amonnt  thnt  can  be  profitably  expended  in  fiscal  year  ending  June  304896    15,000.00 
<  Submitted  in  compliance  with  requirements  of  section  2  of  river  and 
(     harbor  .nets  of  1866  and  1867  and  of  sundry  civil  act  of  March  8,  1893. 

(See  Appendix  Q  Q  7.) 

8.  Ticonderoga  River,  Keic  York, — The  project  for  this  improvement 
was  adopted  in  1881,  its  object  being  to  afford  a  channel  of  navipible 
width  and  a  l<»ast  depth  of  8  feet  at  low  water  from  Ticonderoga  village 
to  Lake  CIi  am  plain,  adistance  of  a>  Hes.  The  original  estimated 
cost  of  the  imprr                   s  $4/ 

The  ivppropr  m^  f)00,  was  expended  under 

contract,  anc*  »  g  and  removal  of  8,132 

cubic  yards  -ith  of  the  river. 
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The  work  done  under  the  small  appropriation  of  1890  was  of  substan- 
tial benefit,  though  it  has  lost  some  of  its  efficacy  through  deteriora- 
tion. 

{Amount  (estimated)  required  for  completion  of  existing  project $26, 016. 00 
Amountthat  can  beprofitablyexpendedinfiscalyearendingJuneSO,  1896.     26, 016. 00 
Submitted  in  compliance  with  requiremeuti)  of  sections  2  of  riverand 
hnrbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  Q  Q  8.) 

9.  Narrows  of  Lake  Champlain^  New  York  and  YermonU — The  original 
project  for  this  work  was  adopted  in  1885,  and  had  for  its  object  the 
removal  of  such  obstructions  in  the  channel  between  Whitehall,  N.  Y., 
and  a  point  a  mile  below,  known  as  the  Elbow,  as  would  afford  a  least 
dei)th  of  12  feet  with  a  least  width  of  150  feet,  and  the  dredging  of  the 
channel  along  Cedar  Mountain  and  across  Kenyon  Bay  so  as  to  aftbrd 
a  least  depth  of  12  feet  and  a  width  of  200  feet.  The  estimated  cost 
.  was  $80,000. 

Under  appropriations  in  1886  and  1888,  aggregating  $45,000,  the  proj- 
ect was  completed,  and  the  resulting  channel  being  found  deficient  in 
width  at  certain  sharp  bends,  a  supplementary  project  was  adopted, 
involving  dredging,  at  an  estimated  cost  of  $21,000. 

The  act  of  1892  contained  an  appropriation  of  $18,500,  making,  with 
the  balance  in  hand,  a  sum  sufficient  to  complete  the  project,  which  was 
pla<;ed  under  contract. 

As  the  work  apparently  necessary  at  the  points  named  in  the  con- 
tract did  not  reach  the  estimated  quantities,  a  considerable  balance  of 
funds  remains  available  for  relief  at  other  localities  when  it  may  be 
needed. 

July  1, 1893,  balance  unexpended $20,  761. 16 

June  30, 1894,  amount  expended  during  fiscal  year 15, 162. 35 

July  1, 1894,  balance  unexpended : 5,598.81 

(See  Apx)endix  Q  Q  9.) 

PACIFIC     COAST. 
IMPROVEMENT   OP   OAKLAND   HARBOR,   CALIFORNIA. 

This  work  was  in  the  charge  of  Col.  G.  H.  Mendell,  Corps  of  Engi- 
neers, with  Lieut.  Clement  A.  F.  Flagler,  Corps  of  Engineers,  under  his 
immediate  orders. 

The  principal  features  of  this  improvement  as*  originally  projected 
are  (1)  two  mid-tide  training  walls  of  rubble  stone  extended  from  the 
shore  westward  into  San  Francisco  Bay  about  2  miles;  (2)  a  connection 
by  a  canal  li  miles  in  length  with  the  estuary  of  San  Leandro;  (3)  a 
dam  at  the  mouth  of  this  estuary;  (4)  dredgingof  basins  and  channels 
to  give  a  depth  of  20  feet  at  low  tide,  which  at  high  tide  will  accom- 
modate vessels  of  the  largest  class. 

Two  modiiications  of  the  original  project  have  been  adopted,  namely, 
to  increase  the  width  of  tidal  canal  from  300  to  400  feet,  and  to  raise 
the  height  of  jetties  from  half-tide  level  to  full  high  wat^r. 

In  the  original  condition  of  the  entrance  the  low- water  channel  depth 
was  about  2  feet,  admitting  at  time  of  high  tide  vessels  drawing  6  to  8 
feet  of  water.  The  present  navigable  condition  is  a  convenient  chan- 
nel from  the  Bay  of  San  Francisco  to  and  along  the  city  front  300  feet 
in  width  and  14  feet  in  depth  at  low  water,  admitting  vessels  at  high 
water  of  19  feet  draft. 
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The  channel  in  the  upper  bay  is  200  feet  wide  and  8  feet  deep  at  low 
water.    These  depths  have  been  well  maintained  during  the  year. 

The  amount  expended  to  June  30,  1893,  is  $1,551,044.14. 

.The  contract  not  yet  fulfilled,  under  which  operations  of  last  year, 
were  conducted,  calls  for  a  low-water  deptli.of  -<>  feet  for  a  distance  of 
4,C00  feet  in  front  of  Oakland.  This  is  a  mean  increase  of  about  5  feet 
in  depth,  nearly  one-half  of  which  has  been  secured,  the  remainder  to 
follow  in  the  next  few  months,  after  which  it  is  expected  to  extend  the 
depth  of  20  feet  to  San  Francisco  Bay. 

QuantitieH  of  work  done  during  the  year. — The  amount  of  dredging  is 
144,854  cubic  yards,  of  which  109,705  cubic  yards  was  dug  in  the  city- 
front  channel  and  35,089  cubic  yards  was  dug  in  the  Brooklyn  Chan- 
nel. 

The  South  Jetty  was  raised  and  faced  with  13,009  tons  of  stone  and 
with  laying  28,200  square  feet  of  dry  masonry. 

The  contemplated  operations  for  the  coming  year  are  to  extend  the 
20.foot  channel  westward;  to  enlarge  the  entrance  to  the  canal,  and  to 
extend  the  South  Jetty,  dependent  upon  theamount  of  available  funds. 

July  1, 1893,  balance  unexpended $132,955.86 

J  line  30,  1894,  amount  expended  during  fiscal  year 67, 963. 95 

July  1,  1894,  balance  unexpended 64,989.91 

July  1,  1894,  outstanding  liabilities $9, 008.  68 

Julv  1,  1894,  amount  covered  by  uncompleted  contracts 54, 094. 00 

63,102.68 

July  1,1894,  balance  available 1,887.23 

Amount  appropriated  by  act  of  August  17,  1894 100,  000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 101, 887. 23 

{Amount  (estimated)  required  for  completion  of  existing  project 741, 000. 00 
Amountthatcanbeprofitably  expended  in  fiscal  year  ending  June  30, 1896  300, 000. 00 
{Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  E  R  1.) 

IMPROVEMENT   OF  RIVERS   AND    HARBORS    IN    SOUTHWESTERN    ARI- 
ZONA  AND   IN  CALIFORNIA  SOUTH   OP   SAN   FRANCISCO. 

This  district  was  in  the  charge  of  Lieut.  Col.  W.  II.  H.  Benyaurd, 
Corps  of  Engineers,  with  Lieut.  Charles  L.  Potter,  Corps  of  Engineers, 
ander  his  immediate  orders. 

1,  Napa  EiveTy  California, — The  project  for  this  improvement  is  to 
clear  the  river  of  snags  and  the  banks  of  overhanging  trees  liable  to 
interfere  with  navigation  and  to  dredge  a  channel  through  the  bars 
between  Carr  Bend  and  Vernon  Mills  in  the  immediate  vicinity  of  Napa 
City. 

Work  upon  this  improvement  was  commenced  in  .1889.  The  river 
was  cleared  of  snags  and  the  channel  was  dredged  from  Carr  Bend  to 
the  highway  bridge  at  Third  street.  Tliis  work,  completed  three  years 
ago,  left  the  river  in  good  boating  condition.  A  survey  made  last  year 
for  the  purpose  of  establishing  harbor  lines  shows  that  this  dredged 
channel  has  been  almost  entirely  obliterated,  owing  to  material  brought 
down  from  the  upjjer  reaches  of  the  river  during  the  winter  floods.  It 
is  not  considered  that  any  improvement  effected  will  be  permanent,  as 
a  channel  dredged  one  season  is  liable  to  be  filled  up  during  the  floods 
of  the  succeeding  winter.  As  ordinary  tides  rise  5  feet  and  spring 
tides  above  7,  it  is  possible  with  a  moderate  amount  of  dredging  from 
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timo  to  time  to  maintain  a  good  navigable  condition  of  the  channel  for 
the  class  of  boats  that  engage  in  the  trade.  .  - 

The  original  estimated  cost  of  this  improvement,  made  in  1885,  was 
.  $27,600,  of  which  $17,500  has  been  appropriated  and  $17,480.65 
expended. 

A  Board  of  Engineer  Officers  was  convened  by  Special  Orders,  No. 
28  from  Headquarters,  Corps  of  Engineers,  July  14,  1893,  for  the  pur- 
pose of  establishing  harbor  lines  at  Napa  City.  The  Boaid  submitted 
its  report  October  5,  1893,  and  the  lines  recommended  received  the 
ajjproval  of  the  Secretary  of  War  October  18,  following. 

July  1, 1893,  balance  unexpended , $19.35 

July  1,1891,  balance  unexpended 19.^ 

Amount  appropriated  by  act  of  August  17, 1894 4, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 4, 019. 35 

(Amount  (estimated)  required  for  completion  of  existin^i^  project 6, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscalyearendin*;  June  30,1896      6, 000. 00 
Subn[iitted  in  compliance  with  the  requirements  of  sections  2  of  river  Jind 
harbor  acts  of  1866  and  1867  And  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  SSI.) 

2.  Kedicood  Creeh,  California. — The  improvement  is  a  contintiationof 
that  heretofore  carried  on  under  appropriations  made  for  the  improve- 
ment of  Kedwood  Harbor.  The  creek  has  been  dredged  several  times, 
the  objeot  being  to  provide  a  channel  50  feet  wide  and  3  feet  deep  at 
mean  low  tide  from  the  lower  end  of  tbe  Tannery  Bend  to  the  wharves 
at  Kedwood  City.  From  the  Tannery  Bend  to  the  Bay  of  San  Fran- 
cisco there  is  at  all  stages  of  the  tide  a  channel  of  sufficient  depth  for 
the  class  of  vessels  engaged  in  the  trade. 

No  work  was  done  during  the  past  year  and  none  is  conten^plated 
during  the  conang  season.  It  is  not  possible  to  maintain  a  good  chan- 
nel through  the  stretch  in  question  except  by  constant  dredgmg,  as 
there  is  always  a  tendency  to  refilling,  due  to  local  causes. 

No  appropriation  is  asked  for  the  coming  fiscal  year.  Funds  may  be 
needed  in  the  future  to  continue  the  improvement  should  the  commerce 
of  Redwood  City  justify  the  expenditure. 

The  total  amount  appropriated  for  dredging  at  Redwood  is  $23,400, 
of  which  $8,000  was  for  Redwood  Creek,  and  the  total  amount  expended 
to  the  close  of  the  fiscal  year,  including  outstanding  liabilities,  is 
$23,386.49. 

July  1, 1893, balance  unexpended $13.51 

July  1, 1894,  balance  unexpended 13.51 

(Sec  Appendix  S  S  2.) 

3.  San  Luis  Obispo  Harbor^  California. — The  project  for  the  improve- 
ment of  this  harbor  is  intended  to  protect  the  anchorage  and  wharf  at 
Port  Harford  by  the  construction  of  a  breakwater  on  Whaler  Reef, 
extending  from  Point  San  Luis  to  Whaler  Island  and  thence  to  a  point 
where  the  outer  reef  rises  above  high  water.  The  total  length  of  the 
structure  when  completed  will  be  about  2,300  feet.  This  limitation  as 
to  length  was  fixed  by  the  provisions  of  the  act  authorizing  the  origi- 
nal survey  and  estimate.  The  breakwater  will  rise  to  a  height  of  6  feet 
above  high  water,  with  a  thickness  on  top  of  20  feet,  and  with  such 
slopes  in  front  and  rear  as  may  be  assumed  under  the  action  of  the 
seas. 

At  the  closeof  the  lastfiscal  year  that  part  of  the  break  water  between 
t3ie  pwnt  and  the  island  had  been  practically  completed,  and  work  had 
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been  commeuced^apoii  the  extension  on  the  outer  reef  and  carried  for 
a  length  of  about  MO  feet. 

Operations  were  continued  during  the  last  season  until  the  12th  of 
October,  when  a  severe  stomi  with  heavy  seas  completely  wrecked  the 
contractor's  outfit  on  the  breakwater  and  caused  a  suspension  of  work 
for  the  winter.  At  that  tinie  the  structure  had  been  extended  a  further 
distance  of  about  170  feet.  The  seas  knocked  over  the  top  stones  for  a 
length  of  about  100  feet  from  the  outer  end,  but  left  the  remainder  of 
the  structure  practically  uninjured.  Operations  were  commenced 
recently  under  an  extension  of  time  granted  the  contractor  and  con- 
tinued to  the  end  of  the  year.  The  total  amount  of  stone  i)laced  in  the 
breakwater  during  the  last  year  was  9,620.5  tons. 

During  the  coming  season  operations  will  be  carried  on  under  the 
present  contract  and  with  such  funds  as  will  be  made  available. 

Owing  to  the  condition  of  heavy  seas  and  winds  that  usually  prevail 
at  the  locality,  rendering  it  difiicult  and  expensive  to  carry  on  the  work 
unless  extensive  plants  are  provided,  and  which  the  small  appropria- 
tions will  «ot  justify,  the  oflScer  in  charge  renews  his  recommendation 
for  suitable  api»ropriations  to  continue  the  work. 

The  total  amount  appropriated  for  this  improvement  is  $05,000,  and 
the  total  amount  expended  to  close  of  fiscal  year,  including  outstand- 
mg  liabilities,  is  $84,900.48. 

July  1,  1893,  baianco  unexpended $28,916.26 

June  30,  1894,  amount  expended  during  fiscal  year 17,  739.  b7 

July  1,  IWM,  balance  unexpended 11, 176.  39 

July  1,  1894,  outstanding  liabilities $1,082.87 

July  1,  1894,  amount  covered  by  uncompleted  contracts 10, 021. 43 

11,104,30 

July  1,  1894,  balance  available 72. 09 

Amoant  appropriated  by  act  of  August  17,  1894 40,000.00 

-Amount  urailabic  for  tiscal  year  ending  J une  30,  189.5 40, 072. 09 

{Amount  (estimated)  required  for  completion  of  existing  project 468, 660. 00 
Amount  that  can  be  profitably  expended  in  fi.scal  year  ending  J  une  30, 1896  150,  000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  S  S  3.) 

i.  Wilmington  Harbor^  California, — Previous  to  the  commencement  of 
this  improvement  in  1871,  there  was  a  depth  of  less  than  2  feet  at  low 
tide  at  the  entrance.  Vessels  anchored  in  the  open  roadstead  outside 
and  transferred  their  freight  by  lighters  to  the  wharves  inside.  Since 
the  above  date  the  operations  of  jetty  construction  and  dredging  have 
secured  a  depth  of  about  14  feet  at  mean  low  tide  at  the  entrance  and 
about  16  feet  in  the  channel  inside,  with  lesser  depths  along  portions  of 
the  whar#  fronts. 

The  original  project  contemplated  gaining  a  depth  of  10  feet  at  mean 
low  tide  at  the  entrance.  This  having  been  accomplished  in  1881  a 
further  project  was  presented  for  increasing  the  (fe])th  to  10  feet  at 
same  stage,  which  would  permit  vessels  drawing  from  20  to  22  feet  to 
enter  at  high  tide.  Up  to  June  30, 1893,  there  had  been  expended  upon 
this  improvement  8918,238,88,  and  a  depth  of  about  14  feet  had  been 
gained  at  the  entrance  and  about  16  feet  inside. 

Work  during  the  past  year  has  consisted  in  raising  the  east  jetty 
just  within  Deadmans  Island,  in  further  extending  this  jetty  425  feet 
beyond  the  island,  and  in  raising  and  extending  the  west  jetty.    The 
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stone  for  this  work  was  delivered  under  a  contract  mhde  the  previous 
year  and  the  work  was  done  by  hired  labor  with  tlie  plant  owned  by 
the  Government.  Surveys  of  the  entrance  and  inner  harbor  were  com- 
pleted and  borings  were  made  to  determine  the  character  of  the  under- 
lying strata  at  the  entrance,  with  a  view  to  future  operations. 

The  depth  of  14  leet  at  the  entrance  has  been  maintained  and  the 
channel  is  apparently  undergoing  improvement.  The  ship  Forest  Quee^i 
entered  the  harbor  on  the  15th  of  May  drawing  18.9  fe^t,  the  stage  of 
tide  being  b.^  feet.  Owing  to  shallow  depths  along  i)ortious  of  the 
wharf  fronts  she  was  unable  to  unload  except  at  the  higher  stages  of 
tide. 

The  change  of  depths  at  the  entrance,  due  to  the  extension  of  the 
jetties,  takes  place  very  slowly,  so  that  it  is  not  possible  to  predict  when 
the  depth  of  16  feet  contemplated  will  be  obtained.  Appropriations 
made  in  the  future  will  be  expended  in  increasing  the  depth  at  the 
entrance  and  in  dredging  the  interior  basin  between  harbor  lines. 

The  total  amount  appropriated  for  this  work  is  9955,000  and  the 
total  amount  expended  to  close  of  fiscal  year,  including  outstanding 
liabilities,  is  $950,213.68. 

July  1,  1893,  balance  unexpended $38,880.48 

June  30,  1894,  amount  expended  during  fiscal  year 34, 019. 16 

July  1,  1894,  balance  unexpended 4,861.32 

July  1,  1894,  outstanding  liabilities 75. 00 

July  I,  1894,  balance  available 4,786.32 

(See  Appendix  S  8  4.) 

5.  San  Diego  Harbor ^  California. — Before  the  adoption  of  the  present 
project  the  work  carried  on  had  for  its  object  the  preservation  of  the 
harbor,  which  was  being  injured  by  the  deposition  of  material  brought 
down  the  San  Diego  Kiver  during  flood  stages.  A.  dike  was  built 
across  the  mouth  of  the  river  and  a  new  channel  cut,  causing  the  river 
to  empty  into  False  Bay.    This  work  was  completed  in  1876. 

The  present  project  contemplates  the  preservation  and  repair  of  the 
above  dike,  the  deepening  of  the  channel  over  the  bar  by  the  construc- 
tion of  a  jetty  on  Zuninga  Shoal,  so  as  to  secure  a  depth  of  26  feet  at 
mean  low  tide,  and  the  deepening  of  the  channel  through  the  middle 
ground  just  within  the  entrance  to  the  harbor. 

Jetty, — Work  was  commenced  upon  the  jetty  in  August  last,  under 
contract  with  Silas  R.  Smith,  and  continued  until  the  end  of  the  year. 
The  work  done  consisted  in  a  strong  stone  revetment  about  1,000  feet 
in  length  along  the  shore  of  North  Ooronado  Island,  from  whence  the 
jetty  starts;  the  construction  of  2,464.5  feet  of  double-track  trestle 
along  Zuninga  Shoal;  the  completion  of  the  jetty  to  high  water  for  a 
length  of  1,860  feet,  to  low  water  for  196  feet  additional,  and  a  brush 
and  stone  foundation  for  a  further  distance  of  418  feet.  #-■ 

The  works,  as  far  as  constructed,  have  had  no  effect  upon  the  bar 
depth,  and  none  is  expected  until  the  jetty  shall  have  been  extended 
a  considerable  distance  seaward,  so  as  to  direct  the  tidal  flow  over  the 
bar. 

During  the  coming  season  work  will  be  continued  upon  the  construc- 
tion of  the  jetty  to  extent  of  the  funds  made  available.  Under  the 
above-mentioned  contract  there  is  yet  to  be  delivered  about  4,600  tons 
of  rock  for  the  jetty. 

Middle  ground. — No  work  was  done  at  this  point  during  the  past 
year.    The  channel  depth  remains  the  same  as  last  reported,  viz,  16^ 
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feet.  It  is  not  contemplated  to  take  up  the  dredging  again  nntil  the 
jetty  shall  have  been  extended  sufficiently  far  to  cut  off  the  movement 
of  sand  over  Zuninga  Shoal^  and  thereby  permit  a  permanent  channel 
to  he  made  and  maintained  at  the  middle  ground  by  dredging. 

'Bike. — This  work  is  in  good  condition.  It  will  be  examined  from 
time  to  time  and  such  repairs  as  appear  necessary  will  be  made. 

The  total  amount  appropriated  for  the  dike  at  San  Diego  Harbor 
since  1875  is  $82,500,  and  the  total  amount  expended  is  $82,085.37. 

For  the  jetty  and  middle  ground  $110,000  has  been  appropriated,  and 
the  amount  expended,"  including  outstanding  liabilities,  is  $92,408.11. 

July  1, 1893,  balance  nnexpended $88,732.15 

Jane  SO,  1894,  amount  expended  during  fiscal  year 55, 810. 50 

July  1, 1894,  balance  nnexpended 32,921.65 

July  1, 1894,  outstanding  liabilities $14, 915. 13 

July  1, 1894,  amount  covered  by  uncompleted  contracts 15, 148. 34 

30,063.47 

July  1, 1894,  balance  available 2,858.18 

Amount  appropriated  by  act  of  August  17,1894 5O,OO0C00 

Amount  available  for  fiscal  year  ending  June  30, 1895 52, 858. 18 

{Amount  (estimated)  required  for  completion  of  existing  project 23'!,  000. 00 
Amount  that  can  bepiofitably  expended  in  fiscal  year  ending  J  une  30,1896  200, 000. 00 
Submitted  in  compliance  witL  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  S  S  5.) 

6,  Colorado  and  Oila  rivers  at  Yuma^  Ariz. — The  river  and  harbor  act 
of  July  13, 1892,  made  an  appropriation  of  $10,000  for  improving  the 
Colorado  Eiver  and  provided  for  "the  construction  of  a  levee  along  the 
Gila  River  near  its  junction  with  the  Colorado  so  as  to  confine  the 
waters  to  the  channels  of  said  rivers."  After  surveys  had  been  made 
and  the  right  of  way  obtained,  specifications  were  issued  and  proposals 
were  invited  for  the  construction  of  the  proposed  levee.  A  contract 
was  entered  into  September  19, 1893,  with  Baker  &  McKeone,  the  low- 
est bidders,  at  a  priceof  12  J  cents  per  cubic  yard.  Work  was  commenced 
in  October,  1893,  and  completed  the  following  January.  The  total 
amount  of  material  placed  in  the  levee  was  53,807  cubic  yards.  The 
levee  is  about  3,400  feet  long  and  has  a  crown  of  8  feet  and  slopes 
inside  and  outside  of  1  on  2  and  1  on  3,  respectively.  It  runs  from  Pen- 
itentiary Hill,  following  a  slough  along  the  eastern  boundary  of  Yuma, 
and  terminates  where  the  embankment  of  the  Southern  Pacific  Rail- 
road crosses  Seventh  street,  near  Gila  street.  In  constructing  the  levee 
advantage  was  taken  of  an  old  levee  line  located  by  the  village  author- 
ities several  years  before,  as  the  main  object  to  be  fulfilled,  viz,  the 
protection  of  Yuma  against  floods,  could  be  obtained  at  less  cost  by 
foUowin^this  line  rather  than  a  longer  one  along  the  Gila  River. 

The  work  is  in  good  condition. 

The  total  amount  appropriated  for  this  improvement  is  $10,000,  and 
the  total  amount  expended  is  $9,640.09. 

July  i,  1893,  balance  unexpended $9,503.07 

June  30,  1894,  amount  expended  during  fiscal  year 9, 143.16 

July  1,  1894,  balance  unexpended 359.91 

(See  Appendix  S  S  6.) 
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IMPROVEMENT  OF  SAN  JOAQUIN  AND  SACRAMENTO  RITEBS  AND 
TRIBUTARIES  AND  OF  RIVERS  AND  HARBORS  IN  CALIFORNIA 
NORTH  OF  SAN  FRANCISCO. 

This  district  was  in  the  charge  of  Maj.  W.  H.  Hener,  Corps  of  Engi- 
neers, having  under  his  immediate  orders  Lieut.  Herbert  Deakyne  and 
Lieut.  Graham  D.  Fitch,  Corps  of  Engineers,  since  July  19  and  October 
9,  1893,  respectively 5 'Division  Engineer,  Col.  G.  H.  Mendell,  Corps  of 
Engineers. 

1.  San  Joaquin  River ^  California. — Before  improvement  the  low- water 
channel  to  Stockton  was  only  about  6  feet  in  depth,  while  the  upper 
river,  above  Stockton,  was  navigable  for  but  a  iew  months  in  the  year 
for  light  draft  boats. 

The  project  for  the  improvement,  which  was  adopted  in  1877  and 
slightly  modified  later,  had  for  its  object  to  secure  and  maintain  by 
dredging  a  channel  9  feet  deep  at  low  water  and  100  feet  wide  through 
the  tidal  portions  of  the  river  and  Stockton  Slough  to  Stockton,  and  a 
channel  4  feet  deep  at  low  water  and  100  wide  to  Miller's  warehouse 
in  Mormon  Slough ;  to  secure  the  temporary  improvement  of  the  low- 
water  channel  by  dredging,  scraping,  and  small  wing  dams,  and  to 
efl'ect  the  closure  or  partial  closure  of  Paradise  Cut  and  Laird  Slough. 

The  amount  expended  to  June  30, 189;3,  was  $280,760.85,  with  the 
result  of  providing  a  low- water  channel  of  9  feet  to  Stockton  and  of 
improving  the  upper  river  by  the  partial  closure  of  Paradise  Cut  and 
Laird  Slough.  Steamboating  to  Stockton  was  thus  rendered  comjwira- 
tively  easy  and  safe  all  the  year  round,  but  the  annual  time  of  naviga- 
tion on  the  upper  river  was  not  materially  lengthened. 

During  the  past  fiscal  year  the  United  States  dredge  removed  a 
sandbar  at  Wakefield  Landing,  a  hard-pan  bar  at  Raggi  Landing  (both 
to  a  depth  of  9  feet  below  water),  and  made  cuts  in  Stockton  Slough 
aggregating  3,585  feet  in  length  to  a  width  of  50  feet  and  a  depth  of  9 
feet  below  low  water.  The  dredge  worked  one  hundred  and  five  days 
and  removed  59,916  cubic  yards  of  material  at  a  cost  of  7.9centi8  per 
cubic  yard. 

On  July  23,  1893,  a  contract  was  entered  into  with  John  Hackett  for 
dredging  a  double  cut  oflf  in  the  San  Joaquin  River  near  Stockton. 
The  cut  was  completed  on  September  11,  after  110,093  cubic  yards  of 
material  had  been  removed;  it  is  1,900  feet  long,  150  feet  wide,  9  feet 
deep  at  mean  low  water.  On  September  14,1893,  a  contract  was 
entered  into  with  the  San  Francisco  Bridge  Company  for  making  a 
double  cut-off  at  Twenty-one  Mile  Slough,  San  Joaquin  River.  The 
cut  was  completed  on  October  17,  after  204,422  cubic  yards  of  material 
had  been  removed.  The  east  portion  of  the  cut  is  1,250  feet  long  aiid 
the  west  portion  l.',525  feet  long;  the  cut  is  100  feet  in  width  at  bottom, 
and  9  feet  in  depth  at  mean  low  water. 

During  the  year  a  low  water  channel  of  9  feet  to  Stockton  has  been 
maintained,  and  navigation  has  been  rendered  easier  by  the  cut  offs 
made. 

The  following  is  a  list  of  the  works  needed  for  the  further  improve- 
ment of  tliis  river,  with  the  estimated  cost  of  the  several  items: 

1.  Dredgin;^  to  inaiutiiin  9  feet  depth  to  Stockton $35, 000 

2.  Incrrasing  cnt-off  at  Head  Keath  in  width,  depth,  or  both 27, 750 

3.  Removing  obstrnetionB  near  county  bridge  above  Stockton  Slongh 5,000 

4.  Increasing  cnt-oft'  at  Twenty-one  Mile  Slough  in  width,  depth,  or  both, ..     20, 000 

5.  Snagging,  wing  dams,  etc  .'. 10, 000 

Total 107,750 
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All  of  the  above  amoants  can  be  advantiigconsly  expended  iu  ooe 
fiscal  yeas. 

July  1, 1893,  balanco  unexpended $43,  OU.  15 

June  30, 1894, amount  expended  during  fiscal  year 40,554.59 

July  1, 1894,  balnnre  unexpended 2,489.56 

Amount  appropriated  by  act  of  August  17,  1894 50, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 52, 489. 56 

(  Amount  that  can  beprofitably  expended  in  fiscal  year  en  ding  June  30, 1896  107, 750. 00 
^  Submitted  in  compliance  with  requireuicnts  of  sections  2  of  river  nnd 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appeiidix  T  T  1.) 

2.  Mokelumne  River ^  California. — Before  improvement,  navigation  on 
tbis  river  was  difficult  and  dangerous  ou  account  of  numerous  bad 
anags  and  overhanging  trees.  ' 

The  original  project,  adopted  in  1884  and  still  in  force,  bad  for  its 
object  the  removal  of  trees  and  snags  obstructing  navigation. 

The  amount  expended  up  to  June  30,  1893,  on  th(5  improvement  of 
this  river  was  $12,480.70. 

The  river  was  cleaned  out  to  the  head  of  navigation  in  1884, 1885, 
1886, 1887,  and  1888,  and  navigation  was  made  easy  and  safe. 

The  results  obtained  were  not  permanent,  but  as  the  act  of  July  13, 
18Q2,  appropriating  funds  for  this  river  provided  that  noue  should  be 
expended  until  a  drainage  canal,  dug  by  private  parties  near  New 
Hope  Landing,  should  be  closed  free  of  expense  to  the  Government, 
the  commencement  of  the  work  was  delayed.  This  has  finally  been 
done»  and  work  will  be  resumed. 
.  J^o  work  was  done  during  the  last  fiscal  year. 

The  improvements  now  needed  for  the  safe  navigation  of  this  river 
are  th^,  i^moval  of  the  snags  and  trees  obstructing  navigation,  of  a 
point- of  land  near  New  Hope  Landing,  and  of  a  shoal  formed  below 
the  drainage  canal.  The  estimated  cost  of  these  works  is  $9^100,  and 
they  could  all  be  done  in  one  fiscal  year. 

July  1, 1889,  balance  imexpcnded $3,019.30 

July  1, 1894,  balanco  unexpended : 3, 019. 30 

Amonnt  appropriated  by  act  of  August  17,  ISW 2,500.00 

Amount  arailablo  for  fiscal  year  ending  June  30, 1895 5, 51.Q.  30 

(  Amount  tbat  can  bo  profitably  expended  infiscalyear  ending  June  30, 1896      9, 100. 00 
<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(SeeAppendixTT2.) 

5.  Sacramento  and  Feather  rivers,  California. — Before  improvement, 
navigation  in  these  rivers  was  dangerous  and  difficult  on  account  of 
numerous  snags,  shallow  bars,  and  rapids. 

In  1874  a  project  was  adopted  having  for  its  object  the  temiwrary 
improvement  of  the  low-water  channels  by  removing  snags,  scraping 
bars,  and  building  wing  dams.  Work  has  been  continuous  on  this 
project  ever  since,  whenever  funds  i)ermitted. 

In  1892  theprqjec».t  was  modified  and  increased  to  include  the  closure 
of  Jacob  Slough,  the  construction  of  wing  dams  on  the  Feather  lliver, 
and  the  treatment  of  the  Yuba  Eiver  near  and  above  Marysville. 

The  amount  expended  to  June  30,  1893,  was  $504,537.48,  with  the 
result  of  securing  on  the  Sacramento  River  a  good  navigable  channel 
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from  Tehama  to  Butte  City  for  boats  drawing  2 J  feet,  from  that  point 
to  Sacramento  4  feet  of  water,  and  below  Sacramento  a  low- water  chan- 
nel with  a  least  depth  of  8  feet,  except  at  one  point. 

During  the  past  fiscal  year  Jacob  Slough  was  closed  by  a  levee  2,690 
feet  long,  built  around  the  crevasse,  at  a  cost  of  $10,732.99;  a  new  mouth 
was  made  for  the  Yuba  River  by  means  of  a  cut  2,500  feet  in  length,  at 
•a  cost  of  $45,294.75;  surveys  were  made  on  the  Yuba  and  Sacramento 
rivers,  and  the  United  States  snag  boat  built  270  linear  feet  of  wing 
dams  and  removed  939  snags  and  4  trees  from  the  Upper  Sacramento  and 
22  snags  from  the  lower  river,  at  a  total  cost  of  $12,896.21. 

The  river  is  in  good  navigable  condition  to  Red  Bluff,  the  head  of 
navigation.  There  is  now  no  impediment  to  navigation  except  at  Hea- 
cocks  Shoals,  where  a  least  depth  of  6  feet  of  wat^  is  found  and  for 
the  improvement  of  which  a  project  has  been  submitted. 

July  1, 1893,  balance  unexpended $140,462.52 

June  30, 1894,  amount  expended  during  fiscal  year 73, 777. 44 

July  1, 1894,  balance  unexpended .* 66, 685. 08 

July  1, 1894,  outstanding  liabilities • 1,500.00 

July  1, 1894,  balance  available 65,185.08 

Amount  appropriated  by  act  of  August  17, 1894 ^ 115, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 180, 185. 06 

(  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30,1896    55, 000. 00 
<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1S&\  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  T  T  3.) 

4,  Petalvma  Creeky  California. — Before  improvement  the  channel  was 
very  crooked  and,  in  places,  dry  at  low  water,  making  navigation  diffi- 
cult and  uncertain. 

In  1880  a  project  was  adopted  for  Its  improvement  by  which  it  was 
designed  to  obtain  by  dredging  a  channel  50  feet  wide  by  3  feet  deep 
at  low  water. 

The  amount  expended  up  to  June  30, 1893,  was  $41,287.93,  and  a 
channel  5,107  feet  long,  60  feet  wide,  and  3  to  4  feet  deep  secured. 

During  the  past  fiscal  year  50,864  cubic  yards  of  material  had  been 
excavated  and  placed  on  shore  by  the  United  States  dredge.  Thelength 
of  the  channel  dredged  was  5,973  feet.  This  was  dug  60  feet  wide  to  a 
depth  of  3  to  4  feet  below  low  water.  The  channel  now  reaches  the 
town  of  Petaluma,  and  is  of  the  greatest  benefit  to  commerce. 

A  channel  should  be  dredged,  with  a  depth  of  6  feet  at  low  water,  to 
the  head  of  navigation.  This  would  require  the  removal  of  214,173 
cubic  yards  of  material.  The  estimated  cost  is  $53,543.  It  could  be 
done  in  one  fiscal  year.  As  this  channel  is  not  self-maintaining,  dredg 
ing,  at  an  estimated  cost  of  $4,000,  would  be  required  about  once  in 
every  two  years.  • 

July  1, 1893,  balance  unexpended $4,712.07 

June  30, 1894,  amount  expended  during  fiscal  year 4, 570. 12 

July  1, 1894,  balance  unexpended 141.95 

Amount  appropriated  by  act  of  August  17, 1894 15,000.00 

Amount  available  for  fiscal  year  ending  June  30, 1895 15, 141. 95 
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Amonnttbatcan  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    53, 543. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  TT  4.) 
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5.  Humboldt  Harbor  and  Bay,  California. — Before  improvement, 
entrance  to  the  liarbor  was  obstructed  by  a  bar,  tlie  channel  through 
which  was  variable  in  position  (from  southwest  to  north-northwest,  IJ 
miles  apart  at  the  sea  ends)  and  variable  in  width  (from  2,200  feet 
to  4,200  feet).  There  were  also  numerous  shoals  in  the  bay,  so  that 
before  improvement  the  channel  to  Eureka  had  a  depth  of  7  feet  and 
the  channels  to  Areata  and  H(^okton  had  depths  of  6  feet  only,  rendering 
it  difficult  for  vessels  to  reach  the  wharves. 

In  1881  a  project  was  adopted  with  the  object  of  securing  a  channel 
13  feet  deep  and  200  feet  wide  to  Eureka,  and  one  10  feet  deep  and  100 
feet  wide  to  Areata  and  Hookton.  This  project  was  complete  in  1884, 
at  a  cost  of  $96,061.55. 

In  1882  a  further  project  was  adopted  with  the  view  of  improving  the 
bar  at  the  entrance;  This  was  to  be  done  by  constructing  a  low-tide 
stone  jetty  running  out  from  the  south  spit  in  a  northwesterly  direction 
for  a  distance  of  0,000  feet.  After  work  was  begun,  great  scour  occurred 
on  the  north  spit;  accordingly  in  1891  theproject  was  enlarged  to  embrace 
the  construction  of  a  jetty  on  the  north  spit.  This  jetty  was  not  to  be 
begun  until  the  completion  of  the  south  jetty.  Both  jetties  were  to  be 
built  up  to  high  tide  and  were  to  extend  seaward  to  the  18-foot  con- 
tour. To  check  the  erosion  of  the  north  spit  a  dike  about  1,500  feet 
long  had  been  constructed  in  1891.  Erosion  still  continuiug,  the  project 
was  again  somewhat  modified  in  1892.  These  modifications  consisted 
in  relocating  the  north  jetty  so  as  to  make  the  previously  built  dike 
part  of  the  jetty,  and  in  authorizing  the  construction  of  the  north  jetty 
sufficiently  far  to  arrest  erosion  without  waiting  for  the  comi)letion  of 
the  south  jetty. 

The  amount  expended  on  jetty  work  up  to  June  30,  1893,  was 
$338,893.31.  The  south  jetty  was  then  3,699  feet  long  and  the  north 
jetty  2,293  feet  long.  Owing  to  the  incomplete  condition  of  the  jetties, 
no  conspicuous  improvement  had  occurred  in  the  depths  over  the  bar; 
a  channel  18  feet  in  depth  had  been  maintained,  however,  and  no  vessels 
were  delayed  on  account  of  insufficient  depth  of  water. 

At  the  beginning  of  the  fiscal  year  work  was  in  progress  under  the 
contract  of  December  16, 1892,  with  John  C.  Bull,  jr.,  and  was  con- 
tinued throughout  the  year,  with  an  intermission  from  February  2, 1894, 
to  the  latter  part  of  April.  The  work  was  mainly  confined  to  the  north 
jetty,  which  is  now  5,178  feet  long,  and  completed  for  a  length  of  3,767 
feet.  During  the  fiscal  year  the  work  done  on  this  jetty  amounted  to 
2,674  feet  of  trestle,  14,343  cubic  yards  of  brush  mattresses,  and  72,483 
tons  of  rock.  Tho  only  work  done  on  the  south  jetty  during  the 
year  was  the  construction  of  five  spurs  built  to  resist  the  encroach- 
ments of  the  channel  and  the  revetment  of  the  channel  slope.  This 
work  amounted  to  555.23  cubic  yards  of  brush  and  19,758  tons  of 
rock. 

A  survey  of  the  entrance  in  May,  1894,  showed  that  a  marked 
improvement  had  taken  place.  There  is  now  a  channel  over  the  bar 
24  feet  deep  with  a  least  width  of  950  feet. 

July  1,  1893,  balance  unexpended $680,741.59 

June  30, 1894,  amount  expended  during  fiscal  year 162,  725. 18 

July  1,  1894,  balance  unexpended 518,016.41 

July  1,  1894,  outstanding  liabilities $630.00 

July  1,  1894,  amount  covered  by  uncompleted  contracts 517,386.41 

518,016.41 
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'Amount  (estimated)  required  for  completion  of  existing  project $1,043,115.00 

Amount  that  can  be  protitably  expended  in  tiscal  year  ending  June 

30,1896 225,0D0.00 

Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  T  T  6.) 

IMPR0VEM:ENT  of  certain  rivers  and  harbors  in  OREGON,  WASH- 
INGTON, AND  IDAHO. 

Tbis  district  was  in  the  charge  of  Capt.  Thomas  W.  Symons,  Corps 
of  Engineers,  to  October  13,  1893,  and  since  January  18,  1804,  having 
under  his  immediate  orders  Lieut.  F.  E.  IShunk,  Corps  of  Engineers, 
the  entire  period,  and  Lieut.  Graham  D.  Fitch,  Corps  of  Engineers,  to 
October  6, 1893,  and  in  the  temporary  charge  of  Lieutenant  Shunk  from 
October  13,  1893,  to  January  18,  1894;  Division  Engineer,  Col.  G.  H. 
Mendell,  Corps  of  Engineers. 

1,  Coquille  River,  Oregon  {general  improvement), — Before  improvement 
the  entrance  to  the  Coquille  Itiver  was  considered  very  dangerous.  The 
channel  was  usually  long,  tortuous,  and  narrow,  skirting  the  south  head- 
land, and  studded  with  rocks  from  the  bar  to  a  distance  of  one-half 
mile  inside.  Its  depth  was  only  about  3  feet  at  low  water.  It  was, 
however,  constantly  shifting,  and  at  long  intervals  would  break  through 
the  north  spit  Jind  run  out  to  sea  just  south  of  Rackliffe  Itock.  At 
such  times  the  channel  was  at  its  best,  and  the  entrance  was  compara- 
tively safe;  but  this  condition  never  lasted  long.  The  mean  range  of 
tide  is  4.1  feet. 

The  first  jilan  of  improvement  was  to  construct  two  parallel  high- 
tide  stone  jetties,  890  feet  apart,  running  out  to  seaasuflBcieut  distance 
to  scour  and  maintain  a  channel  with  a  least  depth  of  8  feet  over  tlie 
bar  at  low  water;  the  north  jetty  to  start  from  liackcliffe  Ilock,  and 
the  south  jetty  from  a  point  inside  the  entrance.  In  1891  the  project 
was  changed  to  provide  for  an  entrance  width  of  600  feet  instead  of 
800  feet.  The  estimated  cost  was  $164,200.  In  1892,  when  $105,000 
had  been  expended,  the  cost  of  completing  the  project  was  reestimated 
at  $180,000,  making  a  total  estimated  cost  of  $285^,000. 

The  amount  expended  prior  to  June  30, 1893,  was  $119,117.57,  includ- 
ing $6,883.90  expended  for  snagging  on  the  upper  river. 

As  a  result,  the  entrance  was  for  considerable  periods  kept  straight, 
with  a  depth  of  8  to  10  feet  at  low  water.  At  other  times  winds  and 
tides  would  heap  sand  into  the  channel,  causing  the  waters  to  spread 
out  and  shoal,  or  to  form  a  new  channel,  shallow  and  unfavorably 
directed  to  the  northward. 

The  amount  expended  during  the  year  ending  June  30,  1894,  was 
$8,868.03. 

The  jetties  were  strengthened  without  being  extended,  and  the  con- 
dition of  the  entrance  is  about  as  it  was  before. 

The  appropriations  amount  to  $150,000. 

July  1, 1893,  balance  unexpended $10, 933. 95 

June  30, 1894,  amount  expended  during  fiscal  year 8, 868. 03 

July  1, 1891,  balance  unexpended 2,065.92 

Jnly  1,1894,  outstanding  liabilities 600.00 

July  1, 1894,  balance  available 1, 465. 92 

Amount  appropriated  by  act  of  August  17, 1894 20, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 21, 465. 92 
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(Amount  (estimated)  required  for  completion  of  existiuj^  project $135, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  endin|i;  June  30, 1996    50, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  18t>6  and  1867  and  of  sundry  ciyil  act  of  March  3, 1893. 

(See  Api)eiidix  U  U  1.) 

2.  CoqulUe  River,  OreffoUj  between  CoquiUe  City  and  Myrtle  Point — 
TLe  Coquilli*  is  one  of  the  principal  streams  of  southern  Oregon.  It 
IS  navigated  by  coasting  vessels  irom  its  month  to  Coqiiille  City,  a  dis- 
tance of  25  miles.  This  portion  of  the  river  has  at  times  been  more  or 
less  obstructed  by  snags,  but  no  serious  shoals  have  formed. 

Above  Coqnille  City  river  steainers  ply  as  far  as  My :  tie  Point,  a  dis- 
tance of  12  miles.  It  has  always  been  difficult  to  keep  this  portion  of 
the  river  open.  The  drainage  area  is  densely  wooded,  and  every  ireshet 
brings  down  nmny  stumps,  logs,  and  trees;  these  lodge  and  arrest  sedi- 
ment, forming  shoals. 

Tlie  plan  of  improvement  is  to  remove  all  objectionable  snags,  and  to 
contract  the  river  at  certain  shoals  to  a  width  of  50  feet,  in  order  that 
the  shoals  may  scour  away.    The  estimated  cost  is  (26,000. 

Until  the  fiscal  year  ending  June  30,  1893,  this  work  was  done  with 
certain  sums  diverted  from  the  appropriation  for  the  mouth  of  the  river. 
A  total  of  $6,883.00  was  so  expended.  The  act  of  July  13,  1802,  made 
a  separate  appropriation  for  the  upper  river.  From  this  time  to  June 
30,  1893,  the  amount  expended  was  85,000.  A  great  many  snags  were 
removed,  but  while  this  was  of  benefit  to  navigation,  the  river  has 
filled  up  to  a  considerable  extent  with  alluvium,  so  that  its  navigable 
capacity  was  not  increased. 

No  money  was  expended  during  the  year  ending  June  30,  1894,  and 
no  results  obtained.  A  great  many  snags  have  lodged  in  the  river, 
chiefly  in  the  upper  portion. 

The  appropriations  amount  to  $10,000. 
Amount  appropriated  by  act  of  Aui^ust  17,  1894 $5, 000.  00 

{Amonnt  (estimated)  required  for  completion  of  exifltinsf  project 16,  000. 00 
Amount  that  can  be  protitably  expended  in  fiscal  year  ending  June  30, 18!)6    16, 000. 00 
Submitted  in  complianco  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  TJ  U  2.) 

3.  Entrance  to  Coos  Bay  a7id  Harbor,  Oregon, — Before  improvement 
the  obstructions  at  the  entrance  to  this  harbor  were  first,  the  sandy 
shifting  outer  bar,  and  second,  the  inner  sandy  shoals  accumulated  by 
the  northwest  winds  of  spring,  summer,  and  autumn. 

The  winds  also  caused  the  north  spit  to  extend  southward,  greatly 
contracting  the  navigable  channel  and  making  the  outer  channel  follow 
the  west  side  of  the  spit  in  a  long  and  tortuous  course  across  the  bar. 
The  channel  would  at  times  break  through  the  north  spit  on  a  line 
whose  general  direction  is  from  Fossil  Point  to  a  point  just  north  of 
Coos  Head.  It  was  then  direct,  its  depth  greatest,  antl  vessels  could 
pass  without  trouble.    The  mean  range  of  the  tide  was  5.6  feet. 

A  project  was  adopted  in  1879  to  build,  at  an  estimated  cost  of 
$000,4100,  such  a  stone  and  wood  jetty  as  might  be  found  best  from  a 
point  250  yards  below  the  northern  extremity  of  Fossil  Point  on  a  line 
towards  the  east  end  of  Coos  Head,  curving  at  its  outer  end  so  as  to 
be  directed  a  little  north  of  the  Head.  The  object  was  to  prevent  the 
extension  of  the  north  spit  and  to  open  and  maintain  a  deeper  and 
more  direct  channel  across  the  bar.    This  project  has  been  abandoned. 

The  present  project  is  to  build  two  high-tide  stone  jetties,  one  from 
Coos  Head  and  one  from  the  south  end  of  the  north  spit^  extending  out 
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towards  the  bar  and  leaving  an  entrance  about  1,500  feet  wide.  The 
project  also  includes  the  protection  of  the  north  spit  by  plantations  to 
prevent  sand  from  blowing  into  the  harbor.  The  estimated  cost  is 
$2,400,412.20. 

The  amount  expended  prior  to  June  30,  1893,  was  $210,337.74  on  the 
old  project,  and  $214,444.36  on  the  new,  a  total  of  $424,782.10. 

The  north  jetty  tramway  had  been  built  to  a  total  length  of  9,232 
feet.  A  vastamount  of  sand  had  been  impounded  and  a  minimum  depth 
of  12  feet  at  low  water  maintained  over  the  bar. 

The  amount  expended  during  the  year  ending  June  30,  1894,  was 
$116,037.89. 

The  north  jetty  tramway  is  9,520  feet  long,  and  its  enrockmeut  well 
advanced.  The  channel  has  greatly  improved,  there  being  now  a  least 
depth  of  20  feet  at  mean  lower  low  water. 

July  1, 1893,  balance  iinexpeucled $123,993.76 

June  30, 1894,  amount  expended  during  fiscal  year 116, 037. 89 

Jnlv  1, 1894,  balance  unexpended 7, 955. 87 

July  1,1894,  outstanding  liabilities 2,500.00 

July  1, 1894,  balance  available 5, 455. 87 

Amount  appropriated  by  act  of  August  17, 1894 108, 000. 00 

Amount  aA'ailable  for  fiscal  year  ending  June  30, 1895 113,455.87 

(Amount  (estimated)  required  for  completion  of  existing  project 2, 036, 412. 20 
Amount  that  can  be  proHtably  expendecl  in  fiscal  year  ending  June  30, 
1896 600.000.00 
Submitted  in  compliauce  with  requirements  of  8ections2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  U  U  3.) 

4.  Umpqua  River,  Oregon, — Jast  below  Scottsburg,  the  head  of  navi- 
gation on  the  Umpqua  River,  there  are  five  sandstone  ledges  12  to  15 
feet  wide  and  from  1  to  2  feet  below  low  tide  at  a  low  river  stage. 
They  arc  separated  by  pools  about  150  feet  wide  and  5  to  10  feet  deep  at 
low  water.  The  first  plan  of  improvement  was  to  blast  out  a  channel 
50  feet  wide  and  3  feet  deep  through  these  ledges.  The  estimated  cost 
was  $4,036.  In  1889  the  proposed  depth  was  increased  to  4  feet,  and 
the  cost  of  completion  estimated  at  $9,000.  It  was  found  during  the 
past  year  that  this  estimate  was  insufficient  and  the  cost  of  the  com- 
pletion of  the  project  was  estimated  at  $6,000,  making  a  total  estimated 
co8tof$21,<)8r>.89. 

The  amount  expended  prior  to  June  30,  1893,  was  $14,245.16.  A 
large  amount  of  rock  was  removed  and  navigation  thereby  benefited. 

The  amount  expended  during  the  year  ending  June  30,  1894,  was 
$1,233.15.  Two  Imndred  and  fifty-two  and  five-tenths  tons  of  rock  had 
been  removed  when  the  appropriation  gave  out.  The  proposed  chan- 
nel is  not  completed. 

The  appropriations  amount  to  $33,500,  of  which  $17,814.11,  appro- 
priated in  1871,  was  expended  prior  to  the  adoption  of  the  present 
project. 

July  1,  1893,  balance  unexpended $1,443.46 

June  30,  1894,  amount  expended  during  fiscal  year 1, 233. 15 

July  1,  1894,  balance  unexpended 210. 31 

{Amount  (estimated)  required  for  completion  oT  existing  project 6, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896      6, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  Maroh  3,  1893. 

(See  Appendix  U  U  4.) 
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5.  Mouth  of  Siuslaw  Biverj  Oregon. — The  Siuslaw  River  enters  the 
ocean  in  the  midst  of  a  vast  shifting  sandy  beach,  without  any  head- 
laud  or  fixed  i)oint  to  determine  the  location  of  the  entrance  channel. 
The  unconfined  channel  has  a  range  of  about  1  mile  over  which  it 
wanders.  The  depth  on  the  bar  varies  from  5  to  12  feet  at  low  water, 
and  the  bar  channel  is  very  variable  in  position  and  direction.  At 
times  a  channel  running  nearly  parallel  with  the  (;oast  is  developed 
inside  the  bar.  This  channel  is  narrow,  ill-defined,  and  dangerous,  as 
boats  have  to  pass  through  it  in  the  trough  of  the  sea.  At  other  times 
tliere  are  two  channels. 

The  plan  of  improvement  is  to  confine  the  waters  between  high-tide 
brush  and  stone  jetties,  so  located  as  to  direct  the  currents  ujion  the 
bar  in  a  direction  practically  perpendicular  to  tlie  coast.  The  north 
jetty  will  be  4,500  feet  long,  the  south  jetty  .3,200  feet  long,  and  they 
are  to  converge  to  an  entrance  600  feet  wide  at  the  crest  of  the  bar. 
The  estimated  cost  is  $700,000. 

The  amount  expended  prior  to  June  30,  1893,  was  $05,044.70.  The 
tramway  was  built  to  a  length  of  3,029  feet  and  partially  enrocked, 
but  the  work  had  not  progressed  sufficiently  to  produce  any.  results  of 
importance. 

The  amount  expended  during  the  year  ending  June  30,  1894,  was 
$3,006.38. 

No  work  was  done  upon  the  project.  During  the  year  the  tramway 
and  wharf  were  badly  damaged  by  storms  and  slides. 

The  appropriations  amount  to  $95,000. 

July  1, 1893,  balance  unexpended $4, 955.  30 

June  30, 1894,  amount  expended  during  fiscal  year 3, 606. 38 

July  1,  1894,  balance  unexpended 1,  348. 92 

July  1,  1894,  outstanding  habilities 600.00 

July  1,  1894,  balance  available 748.92 

Amount  appropriated  by  act  of  August  17,  1894 25, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 25,  748. 92 

{Amount  (estimated)  recjuired  for  completion  of  existing  project 605, 000.  00 
Amount  that  can  be  profitably  expended  in  fiscal  year  en  ding  June  30, 1896    50, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  ot  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  U  U  5.) 

6.  Yaquina  Bay,  Oregon. — Before  improvement  the  usual  low-water 
depths  over  the  bar  at  Yaquina  Bay  were  from  7  to  8  feet.  There  were 
three  distinct  channels,  known  as  the  North,  Middle,  and  South  chan- 
nels. The  South  Channel  was  the  one  mostlj'  used,  but  was  rendered 
dangerous  by  rocks.  Tlie  Middle  Channel,  though  free  from  rocks, 
was  little  used,  being  usually  the  shoalest.  The  North  Channel,  besides 
being  long  and  tortuous,  was  so  studded  with  rocks  as  to  be  considered 
unnavigable.  These  channels  were  constantly  nifting  and  changing 
in  depth. 

A  project  was  adopted  in  1881  to  construct  a  stone  jetty  on  the  south 
side,  at  an  estimated  cost  of  $465,000,  in  order  to  cause  the  South 
Channel  to  shoal  up,  and  to  obtain  a  least  high-water  depth  of  17  feet 
in  the  Middle  Channel.  The  jetty  was  to  be  2  feet  above  mean  low 
water,  and  was  to  run  out  to  sea  a  distance  of  2,500  feet  from  low-water 
line.  The  stone  was  to  be  deposited  from  barges,  and  cribs  were  to  be 
used  if  possible.  Both  were  found  impossible,  owing  to  rough  water, 
and  the  jetty  had  to  be  built  from  a  tramway  begun  at  the  high- tide 
line,  making  the  projected  length  about  4,000  feet. 
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The  present  project,  adopted  in  1888,  is  to  raise  tlie  soutli  jetty  to 
high-tide  level  without  further  extension,  and  to  build  a  mid  tide  jetty 
on  the  north  side  about  2,300  feet  long  from  the  North  Head  to  a  i>oint 
opposite  the  end  of  the  south  jetty  and  about  1,000  feet  from  it.  This 
project  has  been  moditieil  to  provide  for  raising  the  north  jetty  to  high- 
tide  level,  and  for  building  five  groins  from  the  south  jetty  toward  the 
channel.    The  estimated  cost,  from  the  beginning,  is  $755,500.30. 

The  amount  expended  prior  to  June  30,  1893,  was  $000,849.84.  As 
a  result  the  condition  of  the  euirance  was  very  satisfactory,  there  being 
a  minimum  depth  over  the  bar  of  14  feet  at  low  water.  Trouble  was 
threatened,  however,  by  the  formation  of  a  bar  inside  the  entrance. 

The  amount  expended  during  the  year  ending  June  30, 1894,  was 
$25,398.93.  The  results  are  practically  the  same  as  before.  The  inner 
bar  disappeared  during  1893,  but  has  re  formed.  It  has  not  yet  become 
an  actual  obstruction,  but  threatens  to  be  one. 

The  appropriations  amount  to  8085,000. 

July  1, 1893.  balance  unexpended $34,305.59 

June  30,  1894,  amount  expended  daring  fiscal  year 25,  398.  93 

July  1, 1894,  balance  unexpended 8,  906. 66 

July  ],  1894,  outstanding  liabilities 100.00 

July  1, 1894,  balance  available 8, 806. 66 

Amount  appropriated  by  act  of  August  17, 1894 50, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 58,806.66 

(  Amount  (estimated)  required  for  completion  of  existing  project 70, 000. 00 

<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(      harbor  acts  of  1866  and  1867. 

(See  Appendix  U  U  G.) 

7.  Tillamook  Bay  and  Bar^  Oregon. — Tillamook  Bay  is  50  miles  south 
of  the  Columbia  Kiver.  Its  tidal  area  is  13.5  square  miles,  the  mean 
ranj»e  of  tide  being  6.5  feet.  The  channel  over  the  entrance  bar  is  one 
of  the  safest  on  the  coast,  as  it  is  direct  and  shifts  but  little. 

The  bay  at  low  tide  is  reduced  to  three  channels  running  through 
sand  and  mud  Oats.  The  depth  ol^  water  in  these  channels  is  fair  at 
the  entrance,  but  decreases  to  1  or  2  feet  at  the  head  of  the  bay.  Tilla- 
mook City,  the  chief  town  on  the  bay,  is  situated  on  Hoquarton  Slough, 
a  tidal  inlet  reached  by  the  middle  channel.  The  other  places  of  impor- 
tance are  on  the  north  channel.  The  only  connection  between  these  two 
channels  is  near  the  mouth  of  the  bay. 

The  plan  of  improvement  is  to  make  a  navigable  pass  between  the 
nortli  and  middle  channels,  to  deflect  the  waters  of  the  south  into  the 
middle  channel  by  building  a  dike  at  Junction  Bar  and  to  close  one  of 
the  two  channels  at  Dry  Stocking  Bar  in  Hoquarton  Slough. 

The  estimated  cost  is  $100,000. 

The  amount  expended  prior  to  June  30,  1893,  was  $5,990.18.  This 
was  expended  upon  an  obsolete  project  and  upon  a  survey  of  the  bay 
and  bar.    Xo  results  in  the  way  of  improvement  were  obtained. 

The  amount  expended  during  the  year  ending  June  30,  1894,  was 
$10,700.72. 

The  dikes  were  built  at  Dry  Stocking  and  Junction  bars,  the  latter 
not  to  its  full  ])rojected  length.  There  is  not  yet  a  continuous  naviga- 
ble channel. 

The  appropriations  amount  to  $30,700. 
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Jnlyl,  1893,  balance  unexpended $14,703.82 

JnueSO,  1804,  amount  expended  daring  fiscal  year 10,700.72 

July  1,1894,  balance  unexpended 4.003.10 

Amount  appropriated  by  act  of  August  17,  1894 16, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 20,  003. 10 

f  Amount  (estimated)  required  for  completion  of  existing  project 69, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    50, 000. 00 
^  Su  imitted  in  compliance  %vith  requirements  of  sections  2  of  river  and 
[     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(Sec  Appendix  U  U  7.) 

S,  Entrance  to  Nehalevii  Bay^  Oregon. — Nehalein  Bay  at  liifjli  water  is 
about  2  miles  long  by  1  i  miles  wide  at  the  widest  part,  and  is  connected 
with  the  ocean  by  a  narrow  channel  extending  in  a  southerly  direction 
about  3  miles.  This  channel  varies  in  width  trom  1,000  to  2,000  feet  at 
high  tide.  It  is  separated  frointheoceanbyalowsandypeniusulaabout 
2J  miles  long  and  one- fourth  mile  Avide.  The  entrance  channel  south  of 
this  i>eninsula  is  shifting,  its  northern  and  southern  limits  being  about 
one  mile  a])art.  The  channel  across  the  bar  at  the  entrance  is  ordina- 
rily 5  to  0  feet  deep  at  low  tide. 

The  plan  of  ini])rovenient  is  to  hold  the  channel  in  its  southern  posi- 
tion by  building  two  high- tide  stone  jetties,  the  northern  starting  from 
the  above-mentioned  x)6ninsnla  and  the  southern  from  the  mainland; 
these  to  converge  to  an  entrance  width  of  about  600  i'eot,  and  then,  if 
necessary,  to  run  parallel  for  a  suflBcient  distance  to  secure  a  bar  depth 
of  8  feet  at  low  water.    The  estimated  cost  is  $712,338. 

The  amount  expended  prior  to  June  30, 1893.  was  $416.08.  No  work 
was  done  beyond  making  a  survey. 

There  was  no  expenditure  during  the  year  ending  June  30, 1894,  and 
no  results  were  obtained. 

The  appropriation  (1890)  is  $10,000. 

July  1,  1893,  balance  nnexpended $9,584.92 

July  1,  1894,  balance  unexpended 9,584.92 

C  Amount  (estimated)  required  for  completion  of  existing  project 702,  388. 00 

<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867. 

(See  Appendix  U  U  8.) 

9.  Upper  SnaJcc  River^  IdukOy  heticcen  Huntington  Bridge  and  Seven 
Devils  mining  diHtrict — ^This  portion  of  the  Snake  River  flows  through 
a  deep  eanyon,  and  is  swift,  with  many  rapids  and  dangerous  rocks. 
The  bed  and  banks  are  hard  basalt  and  granite.  Navigation  is  almost 
iniiK)Ssible. 

The  plan  of  improvement  is  to  remove  rocks  and  reefs  from  a  chan- 
nel 150  feet  wide,  and  to  put  in  ringbolts  and  iron  posts  to  assist  boats 
in  lining  up.    The  estimated  cost  is  $80,000. 

The  amount  expended  prior  to  June  30,  1893,  was  $17,998.46.  A 
large  amount  of  rock  was  removed  from  the  channel  just  below  Hunt- 
ington Bridge. 

The  amount  expended  during  the  fiscal  year  ending  June  30,  1894, 
was  $1,252.66.  No  work  was  done  under  the  project,  and  no  results 
obtained. 

The  appropriations  amount  to  $45,000. 
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July  1,  1893,  balance  unexpended $2, 001.  54 

June  30,  1894,  amount  expended  during  fiscal  year 1,  252. 66 

July  1,  1894,  balance  unexpended 748. 88 

Amount  appropriated  by  act  of  August  17, 1894 25, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 25,  748. 88 

{Amount  (estimated)  required  for  completion  of  existing  project 35, 000. 00 
Amountthatcanbeprofitably  expended  in  fiscal  vear  ending  Juno  30, 1896    25,  000. 00 
Submitted  in  compliance  wim  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  U  U  9.) 

10,  Upper  Columbia  and  Snake  rivers^  Oregon  and  Washington, — 
Under  the  above  bead  are  included  tbe  continuous  Columbia  and 
Snake  rivers  from  Celilo,  at  tbe  bead  of  Tbe  Dalles,  to  Asotin,  Wasb. 
Tbe  Upper  Columbia  and  Snako  form  a  continuous  line  of  river  wbicb 
is  navigable,  but  broken  by  many  rapids  wbicb  render  navigation 
diflScult  and  dangerous.  Tbese  rapids  are  in  nearly  every  instance 
caused  by  rocky  bars  with  occasional  bowlders.  The  cbannels  before 
improvement  were  crooked  and  narrow,  tbe  ruling  deptb  at  low  water 
over  many  of  tbe  bars  was  2  to  3  feet,  and  some  were  practically 
impassable  at  low  water.  Tbe  Columbia  was  navigable  all  tbe  year 
unless  closed  by  ice.  Tbe  Snake,  bowever,  was  navigable  only  during 
bigb  water,  for  two  or  tbree  montbs  in  tbe  spring. 

Before  1877,  ♦120,000  bad  been  appropriated  for  tbe  work  of  improve- 
ment, and  bad  been  expended  in  surveys  and  in  rock  removal  at  tbe 
principal  rapids.  In  1877  a  project  was  approved  wbicb  provided  for 
tbe  removal  of  bowlders  and  reefs,  and  for  scraping  gravel  bars  in  tbe 
rivers  as  far  as  Lewiston.    Tbe  estimated  cost  Avas  $132,000. 

In  1892  tbe  upper  limit  of  tbe  work  was  extended  7  miles  to  Asotin, 
Wasb. 

Tbe  present  plan  of  improvement  is  to  remove  bowlders,  gravel 
bars,  and  rock  ledges,  and  put  in  sucb  contraction  works  as  may  be 
necessary. 

The  estimated  cost  of  tbe  work  bas  not  been  accurately  determined, 
because  of  tbe  lack  of  continuous  and  full  surveys,  and  because  many 
of  the  obstructions  wbicb  it  is  necessary  to  remove  are  continually 
recurring. 

The  amount  exi)cndod  on  the  present  project  prior  to  June  30,  1893, 
was  $102,965.98. 

Tbe  worst  rocks  and  reefs  between  Eiparia  and  Asotin  were  removed, 
with  great  benefit  to  navigation.  At  two  of  tbe  worst  bars  dikes  were 
built  wbicb  have  considerably  improved  the  channel. 

Tbe  amount  expended  during  the  year  ending  June  30,  1894,  was 
$2,743.98.    The  results  are  about  as  before. 

The  appropriations  amount  to  $276,000. 

July  1,  1893,  balance  unexpcndod $3,189.46 

June  30,  1894,  amoiiut  expended  during  fiscal  year 2,  743. 98 

July  1,  1894,  balance  unexpended 445.48 

Amount  appropriated  by  act  of  August  17,  1894 5. 000.  00 

Amount  available  for  fiscal  year  ending  June  30,  1895 5,445.48 

(  Amount  tbat  can  be  profitably  expended  in  fiscal  year  ending  June  30,1896    20, 000. 00 
<  Submitted  in  compnance  with  renuirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  U  U  10.) 
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11.  Cohimbia  River  between  head  of  Rock  Island  Rapids  and  foot 
of  Priest  Rapids,  Washington, — This  portion  of  tlie  Columbia  River 
is  about  CO  miles  long.  The  banks  are  precipitous  blutt's,  from  1,000 
to  3,000  feet  high.  The  neighboring  country  is  rocky  and  sterile. 
Navigation  is  obstructed  by  Rock  Island,  Cabinet,  and  Priest  rapids. 

At  Rock  Island  Rapids  the  river  is  divided  by  a  large  rocky  island. 
The  channel  is  obstructed  by  reefs,  rocks,  sharply  ijrojecting  points, 
and  extensive  gravel  deposits,  which  dam  up  the  wat^r  to  such  aa 
extent  that  its  slope  in  escaping  is  very  steep.  The  river  here,  at  a 
stage  4  feet  above  low  water,  has  a  fall  of  10  feet  in  3,000  feet,  and  12 J 
feet  in  8,000  feet. 

At  Cabinet  Rapids,  a  mass  of  basalt  projecting  from  the  left  bank 
causes  the  current  to  impinge  upon  the  nearly  vertical  rocks  of  the 
right  bank ;  the  channel  is  also  .obstructed  by  masses  of  rock.  The  fall 
here  is  10  feet  in  8,000  feet. 

Priest  Rapids  include  seven  principal  rapids  in  about  10  miles.  The 
total  fall  in  this  distance  is  72  feet  at  low  water  and  63J  feet  at  high 
water.  At  all  these  rapids  the  banks  and  bottom  are  of  hard  and 
jagged  basalt. 

The  plan  of  improvement  is  to  remove  rocks  at  the  three  rapids,  and 
put  in  iron  posts  and  ringbolts  to  enable  steamers  to  line  up.  The  cost 
of  this  work  was  estimated  at  $550,000,  but  subsequent  study  and 
consideration  make  it  practically  certain  that  neither  this  nor  any  other 
sum  in  reason  will  be  suflScient  to  attain  the  object  aimed  at.  In 
addition,  the  project  included  a  survey  from  Rock  Island  Rapids  to  the 
Canadian  boundary. 

The  amount  expended  on  the  river  prior  to  June  30,  1893,  was 
$51,789.08; on  the  survey,  $10,000. 

The  survey  was  completed  from  the  Canadian  boundary  to  the  mouth 
of  the  Okanogan.  The  worst  obstructions  were  removed  from  the 
channel  at  the  three  rapids,  and  a  number  of  posts  and  ringbolts  put 
in.  The  results  would  have  rendered  navigation  safer  had  there  been 
any  navigation. 

The  amount  expended  during  the  year  ending  June  30,  1894,  was 
$200.31.  No  work  was  done  under  the  project,  and  no  further  results 
obtained. 

The  appropriation  amounts  to  $70,000. 

July  1, 1893,  balance  unexpended $8,  210.92 

June  20 J 1894,  amount  expended  during  fiscal  year 200. 31 

July  1, 1894,  balance  unexpended "8,  010.61 

(See  Appendix  U  U  11.) 

12.  Willapa  River  and  Harbor,  Washington. — Willapa  Harbor,  formerly 
known  as  Shoal  water  Bay,  is  28  miles  north  of  the  mouth  of  the  Colum- 
bia. The  principal  town  on  the  harbor  is  South  Bend,  the  terminus  of 
a  branch  line  of  the  Northern  Pacific  Railroad,  situated  near  tlie  mouth 
of  the  Willapa  River.  At  the  upper  end  of  the  town  the  river  divides 
into  a  main  and  a  secondary  channel,  the  latter  known  as  Mailboat 
Slough ;  these  reunite  at  the  lower  end  of  the  town.  Bars  had  formed 
in  the  main  channel  at  both  ends  of  the  slouch.  There  were  also 
several  bars  in  the  Willapa  liiver  between  South  Bend  and  Willapa 
City. 

*  The  act  of  August  17,  1894,  appropriates  this  balance  for  the  building  of  a  snag 
boat  and  for  other  uecesaaTy  work  between  Rock  Island  Rapids  and  Foster  Creek 
RapidB. 
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Tboplan  of  improvement  is  to  close  the  bead  of  Mailboat  Slouffb  with 
pile,  brush,  and  stone  dikes,  thereby  throwing  all  the  water  into  the 
main  channel  and  scouring  away  the  shoals;  to  dredge  a  channel  100 
feet  wide  and  8  feet  deep  at  low  water  through  the  shoal  just  below 
Willapa  City;  and  to  close  I^ouderback  Slough  with  a  pile,  brush,  and 
stone  dike,  in  order  to  compel  the  currents  to  scour  a  channel  through 
the  bar  above  the  river  mouth.    The  estimated  cost  is  $3  i  ,350. 

Theamountexponded  prior  to  June 30, 1893,  was  $11,658.72;  80,818.73 
in  building  tlio  dikes  at  Mailboat  Slough,  and  $5,339.99  in  dredging 
the  shoal  below  Willapa  City. 

As  a  result,  the  channel  over  the  bar  below  South  Bend  was  deep- 
ened and  widened  to  a  marked  extent.  The  dredging  was  not  com- 
pleted. 

The  amount  expended  during  the  year  ending  June  30,  1894,  was 
$5,812.0(3  in  dredging  the  Winai)a  City  shoal.  There  is  now  a  naviga- 
ble channel  across  this  shoal,  but  not  of  the  full  width  x)roposed. 

The  appropriations  amount  to  $31,350. 

July  1,  1893,  balance  iincxponaed $6,341.28 

June  30,  1894,  amount  expended  during  liscal  year 5, 842. 66 

July  1,  1894.  balance  unexpended 498.62 

Amount  appropriated  by  act  of  August  17,  1894 13, 350. 00 

Amount  available  for  fiscnl  year  ending  Juno  30,  1895 13, 848. 62 

(See  Appendix  U  U  12.) 

13,  Grays  Ilarhor  and  Chehalis  River,  Washington. — The  Chehalis 
River  is  the  chief  tributary  of  Grays  Harbor.  From  Montesano  to  the 
bay  there  is  usually  enough  water  for  coasting  vessels,  but  there  are 
four  obstructive  shoals.  At  the  head  of  Grays  Harbor  the  waters 
divide  into  a  north  and  a  south  channel.  There  is  also  a  middle  channel 
connecting  these  two.    These  divisions  cause  objectionable  shoals. 

Tlie  plan  of  improvement  is  to  remove  tlie  slioals  from  the  river  by 
dredging  and  closing  side  sloughs,  so  as  to  give  a  depth  of  IG  feet  at 
half  tide,  and  to  buiUl  pile,  brush,  and  stone  dikes  in  the  harbor, 
wholly  closing  the  middle  channel,  and  closing  the  south  channel,  with 
the  exception  of  a  gap  1,000  feet  wide  and  about  8  feet  deep,  with  a 
view  to  increasing  the  tidal  flow  through  the  north  channel  and  scour- 
ing away  the  bars. 

Tijo  estimated  cost  is  $150,000. 

Tlie  amount  expended  prior  to  June  30,  1893,  was  $5,072.97.  The 
works  were  but  fairly  started  and  had  not,  as  yet,  ha-d  any  appreciable 
etlect. 

The  amount  expended  during  the  year  ending  June  30,  1894,  was 
$4  V-^^^1'**^-**  The  dike  closing  the  south  channel  was  completed,  and 
that  closing  the  middle  channel  well  advanced  towards  completion. 
As  a  result  the  north  channel  has  been  greatly  improved,  there  being 
an  increase  of  depth  of  fully  2  feet  over  the  worst  shoal. 

The  appropriations  amount  to  $75,000. 

July  1,  1893,  balance  unexpended $44,327.03 

Juno  30,  1894,  amount  expended  during  fiscal  year 43, 901. 94 

July  1 ,  1894,  balance  unexpended 425. 09 

Amount  appropriated  by  act  o^  August  17,  1894 25, 000. 00 

Amount  available  for  fiscal  year  ending  Juno  30,  1895 25, 425. 09 
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r  Amount  (estimated)  roqaired  for  completion  of  cxistinjLC  project $75, 000. 00 

j  Amount  that  can  bo  pro^tabljT  expended  in  Hscal  year  ending  June  30, 1896    50, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  IbOJ  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  U  U  13.) 

14.  Chehalis  River^  Washington. — The  possibly  tiavi^able  portion  of 
the  Chehalis  River  is  from  Olaquato  to  the  mouth,  a  distance  of  90 
miles.    This  may  well  be  considered  in  three  sections. 

1.  From  the  mouth  to  Montesano,  a  distance  of  15  miles,  there  is  a 
depth  of  18  feet  at  high  water.  This  portion  is  navigable  for  coasting 
vessels. 

2.  From  Montesano  to  Elma,  10  miles,  the  river  is  shghtly  affected 
by  the  tides,  and  for  the  most  part  has  water  enough  for  light  draft 
boats,  but  it  is  obstructed  by  snags  and  fallen  trees,  and  iu  summer 
there  is  a  scarcity  of  water  on  the  bars. 

3.  Above  Elma  the  river  is  practically  closed  during  the  summer  and 
autumn  by  snags  and  a  general  lack  of  water;  it  becomes  a  succession 
of  pools  and  shoals.  On  many  of  the  latter  the  depth  is  from  G  to  12 
inches  only. 

The  plan  of  improvement  is  to  remove  snags,  ovcrnanging  trees, 
jjims,  drift  heaps,  shoals,  and  other  obstructions  to  navigation  which 
may  from  time  to  time  be  found.    The  cost  of  this  work  is  indefinite. 

The  amount  expended  prior  to  June  3D,  1893,  was  $10,848.4:^.  As  a 
result  the  river  from  Montesano  to  the  mouth  was  kept  in  a  navigable 
condition. 

The  amount  expended  during  the  year  ending  June  30, 1894,  was 
$1,054.73.  'ihe  river  from  Montesano  to  the  mouth  was  cleared  of 
troublesome  snags. 

The  appropriations  amount  to  $13,000. 

July  1,  1893,  bnlaiico  unexpended $2,151.57 

June  .30,  1894,  amount  expended  during  liscal  year 1, 654.  73 

July  ] ,  1894,  balauco  unexpended 496. 84 

Amount  thatcanbeprnfitably  expended  in  fiscal  yearendingJuneSO,  1896      2,000.00 
Submitted  lu  complianoo  witb  requirements  of  sec'tions  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  U  U  14.) 

15.  Harbor  at  OlympiajWash, — Olympia  is  situated  at  the  head  of 
Budd  Inlet,  which  was  badly  shoaled  up  for  a  distance  8,750  feet  from 
the  city.  Vessels  could  reach  the  city  at  high  tide  only.  To  avoid  this 
inconvenience,  long  wharves  had  been  built,  whose  maintenance  was 
very  expensive  on  account  of  the  ravages  of  the  teredo. 

The  plan  of  improvement  is  to  dredge  a  channel  250  feet  wide  and  12 
feet  deep  at  mean  lower  low  water,  from  the  heart  of  the  city  at  the 
Fourth  street  bridge,  to  deep  water  in  Budd  Inlet.  The  estimated  cost 
is  .8275,000. 

With  the  money  available  in  1892,  it  was  proposed  to  make  a  beginning 
by  excavating  a  channel  125  feet  wide  and  6  feet  deep  at  low  water. 

The  amount  expended  prior  to  June  30,  1803,  was  $2,313.26.  As  a 
result  the  excavation  of  the  reduced  channel  was  well  under  way. 

The  amount  expended  during  the  year  ending  June  30, 1894,  was 
$32,609.47. 

There  is  new  a  navigable  channel  7,645  feet  long  from  the  Fourth 
street  bridge  to  deep  water.  This  channel  is  105  feet  wide  for  1,500  feet 
at  its  upper  end,  and  125  feet  wide  for  the  rest  of  its  length. 

The  appropriations  amount  to  $75,000. 
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July  1,1893,  balance  unexpended $32,686.74 

June  30,  1894,  amount  expended  during  fiscal  year •. 32, 669. 47 

July  1,  1894,  balance  unexpended 17. 27 

Amount  appropriated  by  act  of  August  17,  1894 40, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 40, 017. 27 

{Amount  (estimated)  recjuired  for  completion  of  existing  project 200,  000. 00 
Aiuoun  t  that  can  be  profitably  expended  i n  fiscal  ^ear  ending  J une  30, 1896  100, 000. 00 
Submitted  in  compliance  with  requirements  ot  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  U  U  15.) 

16.  Swinomish  SlougKy  Washington. — This  is  a  tidal  slough,  connect- 
ing Saratoga  Passage  and  Skagit  Bay  on  the  south  with  Padilla  Bay 
on  the  north.  It  is  an  important  highway  for  the  smaller  class  of 
steamboats.  In  some  parts,  however,  it  is  shallow  and  crooked,  and 
the  approaches  to  it  are  across  shallow  flats. 

The  plan  of  improvement  is  to  dredge  a  channel  100  feet  wide  and  4 
feet  deep  from  deep  water  in  Saratoga  Passage  across  the  Skagit  Flats, 
through  the  shoals  in  Swinomish  Slough,  and  across  the  flats  in  Padilla 
Bay  to  deep  water;  and  to  build  wattled  pile  dikes  in  Skagit  and  Padilla 
bays,  to  direct  the  tidal  currents  through  the  dredged  channels. 

The  estimated  cost  is  $122,000. 

The  amount  expended  prior  to  June  30, 1893,  was  $393.98.  No  work 
beyond  a  preliminary  survey  w  as  done. 

The  amount  expended  during  the  year  ending  June  30,  1894,.  was 
$23,380.57. 

As  a  result,  there  is  a  channel  6,120  feet  long  and  not  less  than  100 
feet  wide  and  4  feet  deep  at  mean  lower  low  water  across  the  worst  part 
of  the  flats  at  the  southern  entrance  to  the  slough. 

The  appropriations  amount  to  $50,000. 

July  1, 1893,  balance  unexpended $24,606.02 

June  3iO,  1894,  amount  expended  during  fiscal  year 23,  380. 57 

July  1, 1894,  balance  unexpended 1,  225.  46 

Amount  appropriated  by  act  of  August  17, 1894 25^  000. 00 

Amount  available  for  fiscal  year  ending  J  une  30, 1895 26, 225. 45 

{Amount  (estimated)  required  for  completion   of  existing  project. . . .' . .     72, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30,1896    72, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  o.  March  3, 1893. 

(See  Appendix  U  U  16.) 

17.  Puget  Sound  J  Washmgtonj  and  its  tributary  tcaters. — This  work 
was  formerly  known  as  the  "  Improvement  of  Skagjit,  Stillaguamish, 
Nooksack,  Snohomish,  and  Snoqualmie  rivers,  Washington." 

These  rivers  in  their  original  condition  had  enough  water  for  steamer 
navigation,  and  were  the  chief  highways  of  the  country,  but  were 
obstructed  by  snags,  fallen  trees,  and  log  jams.  About  their  mouths 
were  large  areas  of  shallow  water,  with  tortuous  channels,  often 
obstructed  by  drift. 

The  plan  of  improvement  is  to  remove  snags,logs,  fallen  trees  and  other 
obstructions  to  navigation.  For  this  purpose  a  snag  boat  with  com- 
plete outfit  has  been  provided,  which  goes  from  one  river  to  another  as 
necessity  re(iuires.    The  cost  of  this  work  is  indefinite. 

The  amount  expended  prior  to  June  30,  1893,  was  $76,493.86.  No 
permanent  results  were  aimed  at  or  obtained.    The  constantly  recur- 
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ring  obstructions  require  to  be  periodically  removed.  The  rivers  were 
kept  open  and  navigation  rendered  much  safer. 

The  amount  expended  during  the  year  ending  June  30,  1894,  was 
$6,554.32. 

A  great  number  of  obstructions  were  removed,  and  navigation  thereby 
greatly  benefited. 

The  appropriations  amount  to  $98,500. 

July  1^  1893,  balance  iiDexpended $9, 006. 14 

June  30, 1894,  amount  expended  during  fiscal  year 6, 554. 32 

July  1, 1894,  balance  unexpended 2,451.82 

July  1, 1894,  outstanding  liabilities 50. 00 

July  1, 1894,  balance  available 2,401.82 

Amount  appropriated  by  act  of  August  17, 1894 14, 000. 00 

Amount  available  for  fiscal  year  ending  June  30, 1895 16, 401. 82 

i  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    32, 000. 00 
<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 

(See  Appendix  U  U  17.) 

IMPROVEMENT   OF   WILLAMETTE   ANI>  LOWER  COLUMBIA  RIVERS  AND 
THEIR   TRIBUTARIES,  OREGON  AND   WASHINGTON. 

This  district  was  in  the  charge  of  Maj.  Thos.  H.  Handbury,  Cori>8  of 
Engineers,  to  November  30,  1803,  and  of  Maj.  James  C.  Post,  Corps 
of  Engineers,  since  February  10, 1804,  with  Lieut.  Harry  Taylor,  Corps 
of  Engineers,  under  their  immediate  orders,  and  in  the  temporary 
charge  of  Lieutenant  Taylor  from  November  30, 1803,  to  February  10, 
1804;  Division  Engineer,  Col.  G.  H.  Mendell,  Corps  of  Engineers. 

i.  Month  of  Columbia  River^  Oregon  and  Washington, — The  project 
for  this  work  was  adopted  in  1884,  and  contemplated  securing  and 
maintaining  a  channel  depth  of  30  feet  across  the  bar  at  the  mouth  of 
the  river,  by  the  construction  of  a  jetty  to  extend  from  the  shore  near 
Fort  Stevens  across  Clatsop  Spit  in  the  direction  of  a  point  about  3 
miles  south  of  Cape  Disappointment;  the  ultimate  length  and  height 
of  the  work  to  be  determined  from  the  effect  produced  during  construc- 
tion. The  jetty  was  to  be  built  of  rubble  and  random  blocks  of  stone 
of  large  size  resting  upon  mattresses  of  brush. 

Prior  to  commencing  the  work  of  construction  in  1885  the  channel  or 
channels  across  the  bar  varied  both  in  location  and  depth,  the  latter 
being  usually  from  10  to  21  feet,  while  the  channels,  from  one  to  three 
in  number,  shifted  through  nearly  180°  from  Cape  Disappointment  to 
Point  Adams. 

In  March,  1803,  the  success  of  the  project  having  been  practically 
assured,  the  question  as  to  the  length  and  height  of  the  completed 
jetty  was  referred  to  a  Board  of  Engineers  who  concluded  that  the 
existing  lengtii  of  4J  miles  was  suflflcient,  but  recommended  that  it  be 
raised  at  the  inshore  end  to  a  height  of  12  feet  above  mean  level  of  the 
lower  low  waters,  sloping  to  10  feet  1 J  miles  from  shore,  and  thence  to  4 
feet  above  this  datum  at  the  outer  end.  The  Board  also  recommended 
the  construction  of  4  groins  or  spurs  on  the  channel  side  to  accelerate 
the  accumulation  of  sands  on  this  side  and  thus  add  to  the  stability  of 
the  work. 
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The  aiuoant  expended  on  this  improvement  to  the  close  of  the  fiscal 
year  ending  June  30,  1893,  was  $1,498,089.02.  Up  to  this  time  the 
jetty  had  been  raised  to  mean  high  tide  for  a,  distance  of  2  miles  from 
shore  and  beyond  this  to  4  feet  above  mean  low  water,  and  a  straight 
channel  29  feet  deep,  and  of  good  width,  had  been  formed  across  the 
bar;  the  width  of  the  27-foot  channel  was  three  fourths  of  a  mile  and 
that  of  the  25  foot  channel  about  1 J  miles. 

During  the  year  ending  June  30,  1^94,  115,733.8  tons  of  rock  were 
added  to  the  jetty  which  was  raised  to  its  completed  height  for  10,000 
feet  at  tlie  outer  end,  and  for  1,420  feet  at  the  inshore  end.  Between 
these  portions  the  height  varies  from  7.5  above  low  water  at  station 
150  to  10  feet  above  low  water  at  station  40.  The  height  for  2,200  feet 
at  the  outer  end  has,  however,  been  reduced  from  1  to  4  feet  as  the 
result  of  heavy  gales  in  the  latter  part  of  1893,  and  the  elevated  rail- 
way for  1,800  feet  at  the  outer  end  has  also  been  practically  destroyed. 

Two  of  the  four  groins  recommended  by  the  Board  were  constructed 
during  the  year. 

Soundings  taken  in  May  and  June,  1894,  show  that  the  channel 
previously  formed  has  been  maintained,  that  the  29-foot  channel  is 
somewhat  wider,  that  the  27-foot  and  25-fo()t  channels  have  been 
increased  to  a  width  of  IJ  and  2^  miles  respectively,  and  that  the 
shoals  on  both  sides  of  the  jetty  have  greatly  increased  both  in  height 
and  area. 

July  1,  1893,  balance  unexpeiulcd 1 $188,810.98 

J  uue  30,  18U4,  amoiin t  expeuded  duriu|;  fiscal  year 170, 642.  08 

July  1,  1894,  balauce  unexpended 18, 168.90 

July  1,  1894,  outstanding  liabilities 415.00 

July  1,  1894,  balance  available 17,753.90 

Amount  npi)ropriatod  by  act  of  August  17,  1894 338, 180. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 355, 933. 90 

(See  Appendix  V  V  1.) 

2,  Qolumhla  River  bcUceen  Tancouver^  Wash..,  and  the  mouth  of  Willa- 
meitc  River. — The  i^roject  for  this  improvement,  adopted  in  1892,  pro- 
vides for  the  constiu»;tion  of  a  low  dam  across  the  slough  on  the  Oregon 
side  of  Ilayden  Island  to  increase  the  volume  of  water,  and  by  the 
additional  scour  to  remove  a  troublesome  bar  in  the  main  channel. 

The  construction  of  this  dam  was  begun  in  the  latter  part  of  1892, 
and  was  to  be  completed  in  January,  1893,  but  owing  to  lack  of  energy 
and  proper  management  on  the  part  of  the  contractors,  CO  feet  of  the 
\\ox\l  was  unfinished  in  April,  when  the  work  was  submerged  by  a  rise 
in  the  Columbia  River,  and  so  remained  until  October;  at  this  time  it 
was  found  tliat  the  incompleted  portion  of  the  dam  had  been  carried 
away,  and  that  the  gaj)  had  been  widened  by  the  washing  away  of  the 
bank  at  the  island  end. 

In  February,  1894,  the  contract  for  tliis  dam  was  annulled,  and  a 
new  contract  was  made  for  repairing  the  Avork  so  as  toi)rovide  against 
further  injuiy  until  such  time  as  funds  should  be  available  for  its  proi)er 
completion. 

The  amount  expended  prior  to  the  annulment  of  the  first  contract 
was  825,177.30,  leaving  $7,822.04  for  future  work. 

Under  the  contract  for  repairs  a  revetment  700  feet  long  for  protee- 
tion  of  the  bank  at  the  island  end  of  the  dam  was  built  in  March  and 
April,  1894,  and  a  few  piles  were  driven  for  extending  the  dam  across 
the  gap. 
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In  April  the  \v:ork  was  again  flooded,  and  so  remained  to  the  end  of 
the  year. 

The  officer  in  charge  proposes  to  submit  an  estimate  for  the  comple- 
tion of  this  improvement  after  the  river  has  subsided  so  that  the  con- 
ditions can  be  definitely  ascertained. 

July  1,  1893,  balance  unexpended $8,094.24 

Juno  30,  1894,  amount  expended  during  fiscal  year 3, 973. 41 

July  1,  1894,  balance  unexpended 4,120.83 

(See  Appendix  V  V  2.) 

t?.  Canal  at  the  Cascades^  Columbia  Rivm\  Oregon^ — Tlie  object  of  this 
improvement,  the  project  for  which  was  adopted  in  1877,  and  subse- 
quently modified  in  1880  and  1886,  was  to  provide  for  navigation 
between  the  lower  and  middle  i)ortions  of  the  Columbia  liiver,  the 
plan  being  to  construct  a  canal  at  the  upper  end  of  the  reach  of  4  J  miles 
where  the  river  flows  through  a  narrow  gorge  in  the  Cascade  Moun- 
tains, this  canal  to  be  3,000  feet  long  with  a  lock  to  overcome  the  low- 
water  fall  of  24  feet  in  this  distance  and  to  provide  for  navigation  up 
to  a  stage  of  20  feet  above  low  water,  and  to  remove  the  rocks  from 
the  rapids  below  so  that  this  portion  of  the  reach  might  be  navigable 
at  all  ordinary  stages  of  the  river. 

The  improvement  of  the  rapids  had  been  completed,  and  considerable 
progress  made  in  constructing  the  canal  and  lock,  by  hired  labor,  when, 
under  authority  conferred  by  the  river  and  harbor  act  of  July  13,  1892, 
which  appropriated  $326,250  for  the  work,  a  contract  for  completing 
the  improvement  was  entered  into  with  Messrs.  J.  G.  &  I.  N.  Day. 

This  contract,  which  was  approved  January  24,  1893,  j)rovided  that 
the  sum  appropriated,  less  engineering  expenses,  should  be  earned 
within  one  year  from  date  of  its  approval,  and  that  the  amount  of 
each  suT)sequent  appropriation  should  be  earned  within  one  year  from 
the  date  at  which  it  was  made.  The  total  liability  to  be  incurred  under 
contract  was  limited  by  the  act  to  the  sum  of  $1,419,250  "exclusive  of 
the  amount  herein  and  heretofore  appropriated.  ^ 

The  sundry  civil  act  of  March  3,  1893,  appropriated  the  further  sum 
of  $1,239,653  for  continuing  the  improvement,  with  the  proviso  that  not 
more  than  three-fourths  of  this  appropriation  should  be  expended  during 
the  fiscal  year  ending  June  30,  1894. 

In  January,  1894,  the  time  for  completing  the  contract  under  the 
appropriations  already  made  was  fixed  at  March  3, 1895,  or  two  years 
fbom  the  date  of  the  last  appropriation. 

Preliminary  work  under  the  contract  was  begun  in  March,  1893. 

Actual  construction  was  begun  on  the  12th  of  October  following  and 
continued  until  March  31, 1894,  when  the  lock  was  submerged,  and  so 
remained  to  the  end  of  the  fiscal  year.  During  the  year  15,634  cubic 
yards  of  concrete  and  2,575  cubic  yards  of  st<ne  masonry  were  laid  and 
20,785  cubic  yards  of  rock  and  35,267  cubic  yards  of  loose  material  were 
excavated.  Considerable  progress  was  also  made  in  the  construction 
of  the  lock  gates  and  other  metal  work  required. 

The  high  water  of  1876,  with  reference  to  which  the  plans  for  the 
canal  and  lock  were  prepared,  was  exceeded  6  feet  by  the  flood  of  June, 
1894;  and  to  prevent  submergence  by  a  similar  rise  in  the  future  it  will 
be  necessary  to  add  somewhat  to  the  height  of  the  lock  and  of  the  pro- 
tection works  at  the  head  of  the  canal,  and  possibly  to  make  other 
changes,  the  nature  of  which  can  not  be  definitely  stated  until  the  water 
shall  have  subsided  so  that  a  thorough  examination  can  be  made. 
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lu  view  of  these  additions  and  changes,  it  is  probable  that  the  funds 
available  will  be  insuflficient  for  the  entire  completion  of  the  canaL 
No  further  appropriation  is,  however,  recommended  at  this  time. 

The  cost  of  completing  this  improvement,  as  estimated  in  June,  1892, 
was  $1,745,500,  of  which  $1,565,903  has  thus  far  been  appropriated. 

July  1,  1893,  balance  unexpended $1,564,338.33 

June  30,  1894,  amount  expended  during  fiscal  year 330,  984. 95 

July  1,  1894,  balance  unexpended 1,233,353.38 

July  1,  1894,  outstanding  liabilities $6,  357. 87 

July  1,  1894,  amount  covered  by  uncompleted  contracts..  1, 202, 450. 19 

1,208,808.06 

July  1,  1894,  balance  available 24,545.32 

(See  Appendix  V  V  3.) 

4,  Columbia  and  Lower  Willamette  rivers  helow  Portland^  Oreg. — 
The  project  for  improving  these  rivers,  adopted  in  1877  and  modified 
in  1891,  contemplates  securing  a  channel  from  Portland  to  the  sea 
having  a  low- water  depth  of  25  feet.  Prior  to  commencing  the  improve- 
ment the  low- water  depth  of  the  channel  was  from  10  to  15  feet  in  the 
shoalest  places.  Up  to  1891  this  depth  had  been  increased  to  19  feet 
by  the  construction  of  dams  at  Swan  Island  Chute,  at  Willamette 
Slough,  and  at  other  sloughs  in  the  Willamette  River  near  its  mouth; 
and  of  a  dike  at  St.  Helens  and  dams  at  Burke  Slough  and  Martin 
Slough,  in  the  Columbia  River,  the  effect  of  these  works  being  aided 
by  dredging  and  bank  protection  where  most  needed. 

Since  the  modification  of  the  project  so  as  to  secure  a  channel  depth 
of  25  feet,  dikes  have  been  built  by  the  Port  of  Portland  at  St.  Johns 
and  Post-Office  Bar,  in  the  Willamette  River,  and  at  Walkers  Island 
and  at  Snag  Island,  Cathlamet  Bay,  in  the  Columbia  River.  This  cor- 
poration has  also  dredged  the  channel  at  Swan  Island  and  PosVOflSce 
Bar,  in  the  Willamette  River,  and  in  the  Columbia  River  at  the  mouth 
of  the  Willamette,  at  St.  Helens,  at  Martins  Island,  at  Walkers  Island, 
and  in  Cathlamet  Bay,  removing  a  total  of  255,416  cubic  yards  of 
material  at  these  points. 

The  work  done  by  the  United  States  has  consisted  in  extending  the 
dike  at  St.  Helens,  in  constructing  a  dike  at  Martins  Island,  in  the 
Columbia  River,  in  dredging  the  channels  of  both  rivers  at  various 
places,  and  the  removal  of  snags  wherever  necessary. 

In  September,  1893,  as  a  result  of  these  improvements,  deep-draft 
vessels  were  for  the  first  time  able  to  pass  fully  loaded  from  the  docks 
in  Portland  to  the  sea,  thus  avoiding  the  previous  heavy  expense  lor 
lightering. 

The  net  amount  expended  on  this  improvement  by  the  United  States 
to  the  close  of  the  fiscal  year  ending  June  30,  1894,  was  $987,537.58,  of 
which  $765,757.12  was  expended  under  the  projects  adopted  in  187T 
and  extended  in  1891. 

During  the  year  ending  June  30,  1894,  work  has  been  confined  to 
dredging  the  channels,  for  the  maintenance  of  which  the  permanent 
works  have  been  constructed.  This  work  has  been  done' by  the 
hydraulic  dredge  specially  constructed  for  the  purpose  during  the  pre- 
vious fiscal  year.  Dredging  has  been  done  at  Post-Office  Bar,  Willam- 
ette River,  at  the  mouth  of  this  river,  and  at  Pillow  Rock,  Snag  Island, 
and  Tongue  Point,  in  the  Columbia  River,  a  totalof  391,000  cubic  yards 
of  material  being  removed  at  these  places. 

The  officer  in  charge  estimates  that  the  sum  of  $166,130  can  beproflt- 
ably  expended  on  this  improvement  in  the  year  ending  June  30^  1896. 
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July  1,  1893,  balance  unexpeuded $42, 827. 42 

June  30,  1894,  amount  expended  during  fiscal  year 38, 073. 29 

July  1, 1894,  balance  unexpended 4,  754. 13 

July  1,  1894,  outstanding  liabilities , 28.80 

July  1,  1894,  balance  available 7 4,725.33 

Amount  appropriated  by  act  of  August  17,  1894 50, 000.  00 

Amount  available  for  fiscal  year  ending  June  30,  1895 54, 725.  33 

(Amount  (estimated)  required  for  completion  of  existing  project 166, 130.00 
Amountthatcanbeprofitably  expendediufiscal  yeareudiug  June30, 1896  166, 130. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  V  V  4.) 

5.  Willamette  River  above. Portland ^  Oreg, — At  the  time  of  the  adop- 
tion of  the  i>resent  project,  in  1878,  the  mouth  of  the  Yamhill  Kiver,  40 
miles  above  Portland,  was  the  head  of  low- water  navigation,  with  a 
draft-  of  2  J  feet.     Above  this  point  the  controlling  depth  was  but  1  foot 

The  project  of  1878  contemplates  the  improvement  of  the  river 
by  the  removal  of  obstructions  and  the  construction  of  dikes  to 
contract  the  waterway  at  shoal  places,  so  as  to  secure  a  navigable 
channel  for  light-draft  boats  from  Portland  to  Eugene,  a  distance 
of  1 72  miles.  This  project  was  extended  in  1892  to  include  the  removal 
of  obstructions  in  the  Yamhill  River  from  its  mouth  to  McMinnville, 
and  an  allotment  of  $3,C00  for  this  purpose  was  included  in  the  appro- 
priation of  that  year  for  improving  the  upper  Willamette  River, 

The  amount  expended  on  this  project  to  the  close  of  the  fiscal  year 
ending  June  30, 1893,  was  $134,703.21,  of  which  $1,526.22  was  for  remov- 
ing obstructions  in  Yamhill  River. 

During  the  past  year  8nag<ring  operations  have  been  continued  from 
Portland  to  Eugene,  on  the  Willamette  River,  and  to  McMinnville,  on 
the  Yamhill,  and  dikes  have  been  built  at  Luckiamute  Bar  and  at 
Matheneys  Bar,  on  the  Willamette  River,  greatly  improving  the  nav- 
igation at  these  points. 

July  1,  1893,  balance  unexpended $18, 951. 65 

June  30,  1894,  amount  expended  during  fiscal  year 15, 525. 40 

July  1,  1894,  balance  unexpended 3, 426. 25 

July  1,  1894,  outstanding  liabilitic^s 150.22 

July  1,  1894,  balance  available 3,  276.  03 

Amount  appropriated  by  act  of  August  17,  1894 23, 000. 00 

Amount  available  for  fiscal  year  ending  June  30,  1895 2G.  276.  03 

(  Amount  tliat  can  beprofitably  expended  in  fiscal  year  ending  Jun©30, 1896    37,  000. 00 
<  Submitted  in  compnauce  with  requirements  of  sections  2  of  river  and 
(     harbor  act.8  of  18(i6  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  V  V  5.) 

6,  Coiclitz  Rirer^  Washington, — Prior  to  the  adoption  of  the  project 
for  improving  this  river  in  1882,  the  ruling  low- water  depth  to  Toledo, 
30  miles  above  the  mouth,  was  14  inches. 

The  project  contemplated  the  removal  of  sand  bars  and  other  obstruc- 
tions, such  as  rocks,  snags,  and  overhanging  trees,  to  a  point  50  miles 
from  the  mouth  at  a  cost  of  $5,000  for  the  tirst  year  and  an  annual 
expenditure  of  $2,000  for  maintenance  thereafter.  In  pursuance  of  this 
project  work  has  been  done  up  to  Toledo,  to  which  point  a  low- water 
BNa  94 27 
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depth  of  30  inches  has  been  secured,  and  the  usual  season  of  naviga- 
tion has  been  increased  by  one  month. 

The  amount  expended  on  this  improvement  up  to  the  close  of  the 
fiscal  year  ending  June  30,  1893.  tvus  $19,727.24. 

Work  during  the  current  llscal  year  lias  been  confined  to  the  mainte- 
nance of  navigation  by  the  removal  of  Obstructions  below  Toledo,  the 
amount  expended  for  this  purpose  being  $652.37. 

The  officer  in  charge  estimates  that  $3,CK)0  can  be  profitably  exi)ended 
on  this  work  in  the  fiscal  year  1896. 

July  1,  1893,  balance  inioxpeniled $2,272.76 

Juno  30,  1894,  amount  expended  during  ilscal  year 652. 37 

July  1,  1894,  balance  unexpended 1,  620. 39 

Anionnt  appropriated  by  act  of  August  17,  1894 3.  OOU.  00 

Amount  available  for  fiscal  year  ending  Juno  30,  1895 4,  620. 39 

J  Amount  that  cau  be  profitably  expended  in  fiHcal  year  ending  June  30,1896      3,  COO.  00 
Submitted  in  couiplianco  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  186Baud  18S7  and  of  suudi-y  civil  act  of  March  3,  1893. 

(See  Appendix  V  V  G.) 

7,  Youngs  and  Klaskidiie  rivers^  Oregon, — The  improvement  of  these 
rivers  was  sufficiently  advanced  in  i<S91  to  p:ivo  a  channel  depth  at 
hi^h  tide  of  7  feet  from  the  month  of  Youngs  River  to  the  cut-off  7 
miles  above,  and  via  this  livcr  to  Kamm's  wharf  on  the  Khiskuine 
River,  the  total  length  of  the  improvement  being  9  miles. 

The  amount  exi)ended  on  this  improvement  to  June  30,  1894,  is 
$1,222.47.     ]N"o  further  appropriation  is  recommended. 

July  1,  1893,  balance  unexpended  $393. 21 

Juno  30,  1894,  amount  cxpeudod  during  fiscal  year 1^.  68 

July  1,  1834.  balance  uni'xpi'uclod 377. 53 

(See  Appendix  V  V  7.) 

8,  Ganging  waters  of  Columbia  River,  Oregon  and  Washington, — The 
object  of  this  gauging  is  to  obtain  data  for  use  in  connection  with  the 
improvement  of  the  river  and  to  supply  information  to  persons  inter- 
ested in  its  navigation. 

The  total  amount  appropriated  for  this  work  ($5,000)  had  been 
practically  exhausted  at  the  close  of  the  fiscal  year  ending  June  30, 
1893,  and  during  the  current  year  but  one  gauge,  that  at  Astoria,  has 
been  in  operation,  the  expenses  being  paid  from  the  appropriation  f  )r 
imi)roving  the  mouth  of  the  Columbia  River,  with  which  work  it  is 
intimately  connected. 

An  estimate  of  $1,000  for  continuing  this  work  is  submitted  by  the 
officer  in  charge. 

July  1 ,  1893,  balance  luioxpended $6. 32 

Juno  30,  18iW,  amount  expended  during  fiscal  year 6. 32 

Amount  appropriated  by  act  of  August  17,  1894 1, 000. 00 

A  monut  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896      1,  000.00 
Submitted  in  compliance  with  re  qui  rem  cuts  ot'  Rectiuns  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 

(See  Appendix  V  V  8.) 

9,  ExaninGiion  and  plan,  by  Board  of  Engineers^  for  overcomiJig  obstruc- 
tions to  navigation  in  Columbia  River  between  Three  Mile  Rapids  and 
Celilo  Falls,  Oregon  and  Washington,  in  compliance  with  river  and  har- 
bor a<it  approved  July  13, 1892, — The  river  and  harbor  act  approved 
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• 

July  13,  1892,  authorized  the  President  to  appoint  a  Board  of  Engi- 
neers, to  consist  of  seven  members,  three  of  them  to  be  civilians,  to 
thoroughly  examine  the  obstructions  to  navigation  in  tlio  Columbia 
River  from  its  navigable  waters  below  Three  Mile  Rapids  to  its  navi- 
gable waters  above  Celilo  Falls,  and  to  report  such  plan,  with  estimates 
of  cost,  "  for  overcoming  or  removing  said  obstructions  as  in  their  opin- 
ion is  most  feasible  and  best  adapted  to  the  necessities  of  commerce, 
together  with  a  statement  as  to  the  usefulness  of  such  improvement  to 
navigation,  its  relation  and  value  to  commerce,  and  the  most  desirable 
location  therefor,  the  cost  of  construction  and  of  the  right  of  way, 
including  the  necessary  land  therefor,  being  considered."  The  sum  of 
820,000  was  appropriated  to  defray  the  cost  of  the  examination  and 
the  expenses  ot  the  Board. 

By  direction  of  the  President,  Col.  George  II.  Mendell,  Lieut.  Col. 
Charles  R.  Suter,  Lieut.  Col.  William  R.  King,  and  Maj.  Charles  J. 
Allen,  Corps  of  Engineers,  and  Messrs.  William  R.  Hutton,  E.  Porter 
Alexander,  and  Virgil  G.  Bogue,  civil  engineers,  were  appointed  to 
eonstitute  this  Board  by  orders  from  the  War  Department  dated  July 
29,  1892.  The  report  of  the  Board  was  rendered  under  date  of  April 
12,  1893. 

The  overcoming  of  the  12  miles  of  obstructions  above  Dalles  City, 
213  miles  from  the  mouth,  will,  with  the  completion  of  the  canal  at  the 
Cascades,  oi)en  up  through  navigation  to  the  Upper  Columbia  River 
and  to  the  Snake  River.  Three  constructions  to  effect  the  object 
desired  at  this  jjoint  have  been  considered:  {a)  A  portiige  railway,  esti- 
Inated  to  cost  8454,390,  if  constructed  with  a  view  to  minimum  expendi- 
ture, or  $082,301  if  constructed  with  a  view  to  subsequent  utilization 
in  constructing  a  boat  railway;  {b)  a  boat  railway,  estimated  to  cost 
$2,264,407,  or  if  constructed  lirst  as  a  portage  railway  available  for 
immediate  use  and  then  enlarged  to  a  boat  railway,  $2,517,063;  a.id  {c) 
a  canal,  estimated  to  cost  not  over  $4,000,000. 

The  Board  reports  that  the  obstructions  to  navigation  in  the  Colum- 
bia River  from  the  navigable  waters  below  Three  Mile  Rapids  to  the 
navigable  waters  above  Celilo  Falls  can  be  overcome  in  the  most  feasi- 
ble, speedy,  and  economical  manner,  and  in  that  best  adapted  to  the 
present  necessities  of  commerce  and  to  its  future  development,  by  the 
construction  of  a  portage  railway  at  an  estimated  cost  of  $454,390,  and 
recommends  that  further  development  of  commerce  demanding  greater 
facilities  than  could  be  thereby  att'orded  be  provided  for,  when  required, 
by  the  construction  of  a  (^anal. 

The  report  was  transmitted  to  Congress  and  printed  in  Senate  Ex. 
Doc.  Ko.  7,  Fifty-third  Congress,  first  session.  A  copy  is  ^submitted 
herewith  as  Ai)pendix  V  V  9. 

EXAMINATIONS,     SURVEYS,    AND    CONTINGENCIES    OP 
RIVERS    AND    HARBORS. 

For  examinations,  surveys,  and  contingencies  of  rivers  and  harbors 
an  appropriation  of  $150,000  should  be  made,  as  follows: 

For  examin.itiona,  surveys,  ami  continjifeiipies,  and  for  incidental  repairs  for  rivers 
and  harbors,  for  which  there  maybe  no  special  appropriation;  for  expenses  con- 
nected with  the  inspection  of  bridjjes  reported  ns  obstrnctidns  to  navigation,  the 
service  of  notice  required  iusuch  cases,  anil  the  location  of  harbor  lines  as  required 
by  the  act  of  September  19,  1890;  and  for  expenses  couu-^cted  with  the  examinations 
and  reports  b^  officers  of  the  Corps  of  En«xiucers  and  by  boards  of  engineers,  upon 
plans  for  bridj^es  authorized  bylaw  to  bo  constructed,  and  upon  bridge  bills,  reports 
on  which  may  be  called  for  by  Congress,  $150,000. 
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SUPERVISION    OF    THE    HARBOR    OF    NEW    YORK. 

The  office  of  Supervisor  of  the  Harbor  of  New  York  was  created  by 
a<5t  of  Congress  approved  June  29,  1888,  entitled  "  An  act  to  prevent 
obstructive  and  injurious  deposits  within  the  harbor  and  adjacent 
waters  of  New  York  City  by  dumping  or  otherwise,  and  to  punish  and 
prevent  such  offenses."  This  act  has  been  amended  by  section  3  of  the 
act  of  August  17,  1894,  entitled  "An  act  making  appropriations  for 
the  construction,  repair,  and  preservation  of  certain  public  works  on 
rivers  and  harbors,  and  for  other  purposes, "  by  which  amendment  the 
functions  and  powers  of  the  officer  have  been  greatly  enlarged.  Addi- 
tional duties  are  also  conferred  on  the  supervisor  by  section  2  of  the 
last-named  act. 

Under  the  i)rdvi8ions  of  section  6  of  the  act  of  June  29, 1888,  a  line 
officer  of  the  Navy  is  designated  to  discharge  the  duties  created  by  the 
act,  under  the  direction  of  the  Secretary  of  War.  On  May  23,  1889, 
the  Secretary  of  War  directed  that  all  communications  in  connection 
with  these  duties  should  be  addressed  to  him  through  this  office,  and 
on  February  1, 1890,  he  further  directed  that  the  powers  conferred  upon 
him  by  the  act  should  be  exercised  through  the  Chief  of  Engineers. 

At  the  beginning  of  the  fiscal  year  Capt.  Frederick  Rodgers,  U.  S. 
Navy,  was  supervisor  of  the  harbor,  and  continued  as  such  until  Octo- 
ber 2,  1893,  when  he  was  relieved  by  Lieut.  Commander  Daniel  Dele- 
hanty,  U.  S.  Navy,  who  has  since  discharged  the  duties  of  the  office. 

The  report  of  Lieut.  Commander  Delehanty,  describing  the  operations 
in  his  charge  for  the  fiscal  year  ending  June  30, 1894,  is  submitted  as 
Appendix  W  W. 

Estimates  for  the  fiscal  year  ending  June  30^  1896. — The  estimate  of 
funds  required  for  this  service  for  the  fiscal  year  ending  June  30,  1896, 
is  given  in  the  above-mentioned  report,  as  follows: 

For  pajr  of  inspectors,  deputy  inspectors,  office  force,  and  expenses  of  office..  $20, 000 

For  pay  of  crew  and  maintenance  of  steamer  Nimrod 10,  000 

For  pay  of  crew  and  maintenance  of  steamer  Argus iO,  000 

For  pay  of  crew  and  maintenance  of  one  steam  tug  to  be  purchased  or  con- 
structed    12,000 

For  the  purchase  or  construction  of  one  steam  tug 45, 000 

For  pay  of  crew  and  maintenance  of  one  steam  tug  to  be  purchased  or  con- 
structed    12,000 

Total 109,000 

MISSISSIPPI    RIVER    COMMISSION. 

The  Mississippi  Kiver  Commission,  constituted  by  act  of  Congress  of 
June  28,  1879,  is  in  charge  of  the  impravement  of  Mississippi  River 
between  the  mouth  of  Ohio  Kiver  and  the  Head  of  the  Passes  and  of 
surveys  of  the  entire  river. 

The  commissioners  during  the  past  fiscal  year  were:  Col.  C.  B,  Corn- 
stock,  Corp8  of  Engineers,  president;  Lieut.  Col.  Charles  B.  Suter, 
Corps  of  Engineers;  Maj.  O.  H.  Ernst,  Corps  of  Engineers  (to  January 
8, 1894),  and  Lieut.  Col.  Amos  Stickuey,  Corps  of  Engineers  (from  Jan- 
uary 30, 1894);  Henry  L.  Whiting,  assistant,  U.  S.  Coast  and  Geodetic 
Survey;  B.  M.  llarrod;  Robert  S.  Taylor,  and  Henry  Flad. 

The  report  of  the  commission  upon  the  operations  under  its  chgare 
during  the  fiscal  year  ending  June  30, 1894,  is  submitted  as  Appendix 
XX. 
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Estimates  for  the  fiscal  year  ending  June  30 ^  1896, —  The  following 
estimates  of  fuuds  required  for  carrying  on  the  works  under  its  charge 
for  the  year  ending  June  30,  1896,  are  submitted  by  the  commission: 

For  improving  Mississippi  River  from  Head  of  the  Passes  to  the  month 
of  theOhio  Kiver,  including  salaries,  clerical,  oflice,  traveling,  and  mis- 
cellaneous expenses  of  the  Mississippi  River  Commission $2,  665, 000 

For  improving  harbors  at: 

New  Madrid,  Mo 75,000 

Memphis,  Tenn 100,000 

Greenville,  Miss 200,000 

Natchez,  Miss.,  and  Vidalia,  La 300,000 

New  Orleans,  La 300,000 

For  improvement  at  head  of  Atchafalaya  and  mouth  of  Rod  River,  Louis- 
iana         350,000 

Total 3,990,000 

MISSOURI    RIVER    COMMISSION. 

The  Missouri  River  Commission,  constituted  by  act  of  Congress  of 
July  5,  1884,  is  in  charge  of  the  improvement  and  surveys  of  the  Mis- 
souri River,  below  Sioux  City,  Iowa. 

Thecominissioners  dnring  the  past  fiscal  year  were:  Lieut.  Col.  Charles 
R.  Suter,  Corps  of  Engineers,  president;  Maj.  A.  Mackenzie,  Corps  of 
Engineers;  Mtij.  O.  H.  Ernst,  Corps  of  Engineers  (to  January  8,  1894), 
and  Maj.  Charles  J.  Allen,  Corps  of  Engineers  (from  January  30, 1894); 
G.  C.  Broadhead,  and  U.  S.  Berlin. 

The  report  of  the  commission  upon  the  operations  under  its  charge 
for  the  fiscal  year  ending  June  30,  1894,  is  submitted  as  Appendix  Y  Y. 

Estimates  for  the  fiscal  year  ending  June  30^  1896. — The  following  esti- 
mates of  funds  required  for  carrying  on  the  works  under  its  charge  for 
the  year  ending  June  30,  1896,  are  submitted  by  the  commission: 

For  office  and  traveling  expenses,  and  salaries  of  commission $20, 000 

Surveys,  gauges,  physical  data,  and  pubUcatio^s 30, 000 

Operating  snag  boat 35, 000 

Systematic  improvement  in  first  reach 665, 000 

Total * 750,000 

CALIFORNIA    DfiBRlS    COMMISSION. 

Act  of  Congress  approved  March  1, 1893,  provided  for  the  establish- 
ment of  the  California  Debris  Commission,  to  consist  of  3  officers  of 
the  Corps  of  Engineers,  appointed  by  the  President,  with  the  con- 
currence of  the  Senate,  whose  functions  relate  to  hydraulic  mining  in 
the  territory  drained  by  the  Sacramento  and  San  Joaquin  river  systems 
in  California.  The  Commission  is  empowered  and  required  to  adopt 
plans  for  improving  the  navigation  of  the  rivers  in  the  systems  men- 
tioned, to  project  and  construct  works  for  impounding  detritus  and 
preventing  the  deterioration  of  the  rivers  from  the  deposit  of  hydraulic- 
mining  and  other  debris,  and  to  devise  means  and  issue  permits  for 
resuming  and  carrying  on  hydraulic-mining  operations  under  condi- 
tions that  will  not  injure  other  interests  in  the  State.  The  powers  of 
the  Commission,  methods  of  procedure,  etc.,  are  prescribed  in  the  act 
in  detail. 

The  Commissioners  appointed  by  the  President  ^fay  3, 1893,  are  Col. 
G.  H.  Mendell,  Lieut.  Col.  W.  H.  H.  Benyaurd,  and  Maj.  W.  H.  Heuer, 
Corps  of  Engineers.    Lieut.  Cassius  B.  Gillette,  Corps  of  Engineers, 
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bas  been  on  duty  under  orders  of  the  Commission  since  September  6, 
1893. 

The  first  annual  report  of  the  Commission,  submitted  November  15, 
1803,  and  transmitted  to  Congress  and  printed  in  House  Ex.  Doc.  No.  10, 
Fifty-third  Congress,  second  session,  details  the  operations  of  the 
Commission  up  to  that  date.  A  copy  of  this  report  is  submitted  here- 
with as  Appendix  Z  Z. 

February  15, 1894,  the  Commission  submitted  a  recommendation  for 
an  amendment  to  the  Jict  which  experience  with  its  actunl  workings 
showed  to  be  advisable.  This  communication  was  transmitted  to  Con- 
gress and  printed  in  House  Ex.  Doc.  No.  132,  Fifty-third  Congress, 
second  session. 

The  report  of  the  Commission  for  the  current  year  will  be  submitted 
when  received. 

HARBOR   LINES. 

The  existing  provisions  of  United  States  law  relating  to  the  eatab- 
h'shment  of  harbor  lines  are  contained  in  section  12  of  the  river  and 
harbor  act  approved  September  19,  1890,  as  follows: 

Skc.  12.  That  section  12  of  tho  river  and  harbor  act  of  August  11, 1888,  be  amended 
and  reenacted  bo  ns  to  read  as  follows: 

Where  it  is  made  nianifi'st  to  tho  Secretary  of  War  that  tho  establishment  of  har- 
bor lines  is  essential  to  tho  preservation  and  protection  of  harbofs  he  may,  and  is 
hcrel^y  authorized  to,  cause  such  lines  to  be  established  beyond  which  no  piers, 
wharves,  bulkheads,  or  other  works  shall  be  extended  or  deposits  made,  exce)>t  under 
such  regulations  as  may  bo  prescribed  from  time  ito  time  by  him;  and  any  person 
who  shall  willfully  violate  the  provisions  of  this  section,  orany  rule  or  reticulation 
made  by  the  Secretary  of  War  in  pursuance  of  this  section,  shall  be  deemed  guilty 
of  a  misdemeanor,  and  on  conviction  thereof  shall  be  punished  by  a  fine  not  exceeding 
$1,000,  or  imxirisoumeut  not  exceeding  one  year,  at  tho  discretion  of  the  court,  for 
each  offense. 

Cases  where  the  establishment  of  harbor  lines  at  particular  harbors 
has  appeared  to  be  essential  to  their  i^reservation  and  i)rotect[on  have 
been  considered  by  the  local  engineer  officers  or  by  Boards  of  Engineers 
constituted  for  the  purpose,  and  reports  thereon  submitted,  with  maps 
indicating  the  lines  recommended  for  establishment  by  the  War  Depart- 
ment; and  the  reports  have  been  submitted  to  Ihe  Secretary  of  War 
with  the  recommendations  of  this  office.  Under  the  inovisions  of  the 
law  and  in  this  manner  harbor  Jines  have  been  established  by  the  Sec- 
retary during  the  year  at  the  following  localities,  the  corresiK)ndence 
and  reports  being  submitted  as  appendixes  to  this  re])ort: 

Greenport  Harbor,  Xeto  York. — In  accordance  with  requests  from 
local  interests,  the  subject  of  harbor  lines  at  Greenport^  N.  Y.,  was 
referred  to  the  local  engineer,  Lieut.  Col.  Henry  M.  Robert,  Corps  of 
Engineers,  for  consideration,  and  his  repoit  tiiereon  was  submitted 
December  23,  1893.  The  lines  recommended  by  him  were  established 
by  the  Secretary  of  War  January  5,  1894.     (See  Appendix  D  28.) 

Pa^chogue  Hirer,  New  York. — At  the  instance  of  local  interests  the 
subject  of  establishing  harbor  lines  in  Patchogue  Kiver  was  referred  to 
the  local  officer,  Lieut.  Col.  Henry  M.  Robert,  Corps  of  Engineers,  for 
consideration;  and  in  pursuance  of  his  reconnnendations  of  January 
10, 1894,  lines  at  this  locality  were  established  by  tlie  Secretary  of  War 
January  17,  1894.     (See  Appendix  D  29.) 

Harlpm  Kiver,  Kew  York. — In  order  to  enable  proposed  improvements 
to  be  made,  representatives  of  the  Department  of  Public  W^orks  of  New 
York  City  on  July  11,  1893,  applied  lor  modification  of  the  harbor  lines 
north  of  One  hundred  and  fifty-fifth  street  on  the  west  bank  of  Harlem 
Kiver  established  by  the  Secretary  of  War  October  18,  1890.    (See 
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Annual  Report  Chief  of  Engineers,  1891,  pp.  424  and  Oi58.)  The  mat- 
ter was  referred  to  The  Boardof  Engineers  on  harbor  lines  for  New 
York  riarboraiid  adjacent  waters,  consisting  of  Col.  Henry  L.  Abbot, 
Col.  William  P.  Craighill,  Col.  C.  B.  Comstock,  Lieut.  Col.  Henry  M. 
Robert,  and  Lieut.  Col.  (J.  L.  Gillespie,  Corps  of  Engineers,  constituted 
by  Special  Orders,  No.  11,  Headquarters  Corps  of  E»i*(ineers,  January 
30,  1889,  which  submitted  a  report  July  27,  1893,  recommending  modi- 
fication of  the  harbor  lines  near  Washington  bridge.  The  modified 
lines,  as  recommended  by  the  Board,  were  approved  by  the  Secretary 
ot  War  October  2, 1893.    (See  Appendix  E  14.) 

Westchester  CreeJc,  Nerc  York. — Pursuant  to  request  of  local  interests 
the  matter  of  harbor  lines  along  Westchester  Creek,  New  York,  was 
referred  to  the  local  engineer,  Lieut.  Col.  G.  L.  Gillespie,  Corps  of  Engi- 
neers, for  consideration.  His  rei>ort  thereon  was  submitted  June  23, 
1894,  and  the  lines  recommended  by  him  were  established  by  the  Sec- 
retary of  Wat  June  29,  1894.     (See  Appendix  E  15.) 

Shreicsbuyy'  River^  "near  Sea  Bright^  N.  J. — In  accordance  with  a 
request  from  local  navigation  interests  harbor  lines  at  this  locality 
were,  in  pursuance  of  rei>orts  of  the  local  officer,  Capt.  Thos.  L.  Casey, 
Corps  of  Engineers,  and  the  Division  Engineer,  Col.  Henry  L.  Abbot, 
Corps  of  Engineers,  established  by  the  Secretary  of  War  February  5, 
1894.    (See  Appendix  F  17.) 

Delatcare  River  at  Philadelphia,  Pa.j  and  Camden,  X.J. — A  Board 
of  Engineers  on  harbor  lines  at  this  locality,  consisting  of  Col.  William 
P.  Craighill,  Col.  C.  B.  Comstock,  and  Mhj.  C.  W.  Raymond,  Corps  of 
Engineers,  constituted  by  Special  Orders,  No.  20,  Headquarters  Corps 
of  Engineers,  February  25,  1889,  submitted  report  dated  December  30,. 
1893.  recommending  harbor  lines  in  extension  and  modification  of  lines 
heretofore  established;  the  lines  recommended  were  approved  by  the 
Secretary  of  Wfir  January  5,  1894.  (See  Appendix  G  13.) 
"  Ohio  Hirer  between  the  upper  end  of  Martins  Ferry  and  the  lower  end 
of  the  city  of  Bella  ire,  Ohio. — A  Boardof  Engineers  on  harbor  lines 
at  this  locality,  consisting  of  Lieut.  Col.  Amos  Stickney,  Maj.  D.  W. 
Loi'kwood,  and  Lieut.  H.  E.  Waterman,  Corps  of  Engineers,  consti- 
tuted by  Special  Orders,  No.  32,  Headquarters  Corps  of  Engineers, 
May  22,  1891,  submitted  report  dated  June  15,  1894.  The  lines  recom- 
mended weie  approved  by  the  Secretary  of  War  June  21,  1894.  (See 
Appendix  I)  D  10.) 

Missouri  River  at  Kansas  Cityy  Kans,^  and  Kansas  City,  Mo. — In 
accordance  with  requests  from  the  authorities  of  the  States  of  Kansas 
and  ISlisscuri  the  consideration  of  the  subject  of  harbor  lines  at  Kansas 
City  was  assigned  to  the  Missouri  liiver  Commission.  After  full  inves- 
tigation of  the  matter  and  a  public  hearing  of  the  parties  concerned, 
the  views  of  the  Commission  were  embodied  in  a  report  of  September 
14,  1893,  and  the  lines  recommended  were  approved  by  the  Secretary 
of  War  l)ecember  9,  1893.  The  rei)orts  and  correspondence  are  sub- 
mitted with  tlie  annual  report  of  the  Missouri  Kiver  Commission  in 
Appendix  Y  Y. 

JSttperior  Bay,  Wisconsin. — Modification  of  the  harbor  lines  established 
in  Superior  Bay  September  8,  1890  (see  Annual  Keport,  ('hief  of  Engi- 
neers, 1891,  pp.  420  and  2,515),  was  requested  by  the  city  authorities  in 
March,  1894.  The  changes  proposed  were  recommended  by  the  local 
engineer,  Maj.  Clinton  B.  Sears,  Corps  of  Engineers,  and  the  Division 
Engineer,  CoL  O.  M.  Poe,  Corps  of  Engineers,  and  were  apiuovedby  the 
Secretary  of  War  March  21,  1894.    (See  Appendix  II 11.) 
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Oconto  Harbor,  Wisconsin. — Harbor  lines  for  this  locality  were  estab- 
lisbedby  the  Secretary  of  War  June  23, 1-893  (see  Annual  Report  Chief  of 
Engineers,  1893, pp.462  and  2,784).  In  laying  down  these  lines  on  the 
ground,  the  local  officer,  Maj.  James  F.  Gregory,  Corps  of  Engineers, 
found  that  Udcs  slightly  diverging  from  themwouUl  approximate  more 
nearly  to  the  natural  bank  and  be  in  every  wfiy  better,  and  he  accorfi- 
ingly  recommended  a  modification  of* the  approved  lines.  Modified 
lines  were  established  by  the  Secretary  of  War  October  2,  1893.  (See 
Appendix  J  J  25.) 

St.  Joseph  Harbor,  Michigan. — A  harbor  line  for  a  portion  of  St 
Joseph  Harbor  was  recommended  by  the  local  officer,  Lieut.  Col.  G.  J. 
Lydecker,  Corps  of  Engineers,  June  1,  1894,  in  a  report  on  an  applica- 
tion for  permission  to  construct  a  wharf.  The  line  was  approved  by 
the  Secretary  of  War  June  8,  1894.     (See  Appendix  L  L  27.) 

Niagara  River  at  Squaio  Island,  New  York. — A  Board  of  Engineers, 
consisting  of  Cols.  Henry  L.  Abbot  and  Cyrus  B.  Comstock  and  Capt. 
Dan  C.  Kingman,  Corps  of  Engineers,  constituted  by  Special  Orders, 
No.  27,  Headquarters,  Corps  of  Engineers,  May  29,  18i?4,  to  consider 
and  report  ui)on  an  application  for  j)ermission"to  build  docks  at  this 
locality,  submitted  a  report  dated  July  16,  1894,  recommending  the 
establishment  of  harbor  lines  at  Squaw  Island.  The  lines  were  api)roved 
by  the  Secretary  of  War  July  23,  1894.     (See  Appendix  O  O  10.) 

San  Francisco  Bay  and,  Oakland  Harbor,  California. — A  Board  of 
Engineers  on  harbor  lines  for  San  Francisco  Harbor  and  adjacent 
waters,  consisting  of  Col.  G.  H.  Mendell,  Lieut.  Col.  W.  H,  H.  Ben- 
yaurd,  and  Maj.  W.  U.  Heuer,  Corps  of  Engineers,  constituted  by 
Special  Orders,  No.  51,  Headquarters  Corps  of  Engineers,  October  11, 
1888,  submitted  the  following  reports: 

a.  On  October  3,  1893,  the  Board  recommended  harbor  lines  for  the 
eastern  shore  of  San  Francisco  Bay,  from  Point  San  Pablo  southward 
in  front  of  Oakland  and  Alameda;  the  lines  were  approved  by  the  Sec- 
retary of  War  October  11,  1893.     (See  Appendix  R  11  2.) 

b.  On  September  20,  1893,  the  Board  recommended  harbor  lines  for 
the  estuary  of  Oakland  Harbor;  approved  by  the  Secretary  of  War 
September  29;  1893.     (See  Appendix  K  R  3.) 

Napa  River  at  Napa,  Cat. — In  pursuance  of  a  request  from  local 
interests  the  consideration  of  harbor  lines  at  Napa  was  assigned  to  a 
Board  of  Engineers,  consisting  of  Lieut.  Col.  W.  II.  H.  Benyaurd,  Maj. 
W.  H.  Heuer,  and  Lieut.  Charles  L.  Potter,  Corps  of  Engineers,  con- 
stituted by  Special  Orders,  No.  28,  Headquarters  Corps  of  Engineers, 
July  14,  1893.  The  Board  submitted  report  October  5,  1893,  and  the 
lines  recommended  were  aj)proved  by  the  Secretary  of  War  October 
18,  1893.     (See  Appendix  S  S  7.) 

Everett  Harbor,  Washington. — At  the  request  of  local  interests  harbor 
lines  were,  as  recommended  in  report  of  ()ctober  10,  1893,  by  the  local 
engineer  officer,  Capt.  Thomas  W.  Symons,  Corps  of  Engineers,  estab- 
lished at  Everett  by  the  Secretary  of  War  November  28,  1893.  (See 
Appendix  U  U  19.) 

BRIDGING    NAVIGABLE   WATERS   OF   THE    UNITED   STATES. 

Plans  and  locations  of  the  following  bridges,  proposed  to  be  erected 
under  the  authority  of  special  acts  of  Congress,  have  been  examined 
with  a  view  to  protection  of  the  interests  of  navigation,  and  have 
been  approved  by  the  Secretary  of  War,  as  provided  by  the  acts;  .and 
the  local  engineer  officers  have  been  furnished  with  copies  of  the  iiistra- 
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ments  of  approval  and  drawings  sliowing  plans  and  locations,  and 
charged  with  the  supervision  of  the  construction  of  the  bridges  so  far 
as  necessary  to  see  that  they  are  built  in  accordance  with  the  approved 
plans: 

1.  Bridge  of  the  lAttle  Rock  Bridge  and  Terminal  Railway  Company 
across  Arkansas  River  at  Little  Rock^  Ark, — Tlie  construction  of  this 
bridge  was  authorized  by  act  of  March  2, 1891,  amended  by  act  of  Feb- 
ruary 11,1893.  Plans  and  location  were  submitted  by  the  coni])any 
November  10,1803;  approved  by  the  Secretary  of  War  December  7, 
1893;  copy  sent -to  Capt.  Carl  F.  Palfrey,  Corps  of  Engineers,  Decem- 
ber 22, 1893. 

^.  Bridge  of  the  St.  Lawrence  Railway  Company  a/^oss  St.  Lawrence 
River  at  Morristoicn,  N.  Y. — The  construction  of  this  bridge  was 
authorized  by  act  of  February  9, 1893.  Plans  and  location  were  sub- 
mitted by  the  company  January  18,  1894;  approved  by  the  Secretary 
of  War  February  C,  1894;  copy  sent  to  Capt.  S.  S.  Leach,  Corps  of 
Engineers,  February  8, 1894. 

S,  Bridge  of  the  South  St,  Paul  Belt  Railroad  Company  across  Mis- 
sissippi River  at  South  St.  Paulj  Minn. — The  construction  of  this 
bridge  was  authorized  by  act  of  Congress  approved  April  26, 1890, 
amended  by  acts  of  February  24, 1891,  February  15, 1892,  and  February 
l.>,  1893.  Plans  and  location  were  submitted  by  the  company  Decem- 
ber 7, 1893,  and  modified  plans  January  16, 1894;  approved  by  the  Sec- 
retary of  War  Febiuary  7, 1894;  copy  sent  to  Maj.  A.  Mackenzie,  Corps 
of  Engineers,  February  19, 1894. 

4.  Bridge  of  the  Jjake  Shore  and  Michigan  Southern  Railroad  Company 
across  Calumet  River  at  South  Chicago^  III, — The  reconstruction  of  this 
bridge  was  authorized  by  act  of  March  3,  1893.  Plans  and  h>catiou 
were  submitted  by  the  company  December  23, 1893,  and  modified  plans 
January  26,  1894;  approved  by  the  Secretary  of  War  March  1,  1894; 
copy  sent  to  Capt;  W.  L.  Marshall,  Corps  of  Engineers,  March  14, 1894. 

5.  Bridge  of  the  Montgomery  Bridge  Company  across  Alabama  River 
near  Montgomery,  Ala. — The  construction  of  tliis  bridge  was  author- 
ized by  act  of  Congress  approved  March  1,  1893.  Plans  were  submit- 
ted February  8,  1894,  and  modified  plans  February  23, 1894;  ai)proved 
by  the  Secretary  of  War  March  27,  1894;  copy  sent  to  Maj.  F.  A. 
Mahan,  Corps  of  Engineers,  March  29,  1894. 

6'.  Bridge  of  the  city  of  Red  Wing^  Minn.,  across  Mississippi  River. — 
The  construction  of  this  bridge  was  authorized  by  act  of  Congress  May 
12,  1894.  Plans  and  location  were  submitted  May  28,  1894;  approved 
by  the  Secretary  of  War  June  16,  1894;  copy  sent  to  Maj.  A.  Macken- 
zie, Corps  of  EngiHcers,  June  19,  1894. 

7.  Bridge  of  the  East  Liverpool  Bridge  Company  across  Ohio  River  at 
East  Liverpool^  Ohio. — Plans  and  location,  under  the  provisions  of  acts 
of  Congress  of  December  17,  1872,  and  February  14,  1883,  were  sub- 
mitted May  11, 1894. 

These  plans  were  referred  to  a  Board  of  Officers  of  the  Corps  of  Engi- 
neers as  recpiired  by  section  4  of  the  act  of  February  14,  1883,  and  it 
was  recommended  by  the  Board  in  its  report  of  June  5,  1894,  that  the 
channel  span  be  increased  to  650  feet  in  the  clear  instead  of  500  feet  as 
j)roposed. 

Modified  pljuis  were  submitted  by  the  company  July  2,  1894; 
approved  by  tlie  Secretary  of  War  July  2,  1894;  copy  sent  to  Lieut. 
Col.  Amos  Stickney,  Corps  of  Engineers,  July  5,  1894. 

8.  Bridge  of  the  Yankton  Bridge  Company  across  MissoujH  River  at 
Yanktony  S.  Bak.^The  construction  of  this  bridge  was  authorized  by 
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act  of  Congress  approved  June  22, 1892,  ameuded  by  act  of  May  28, 
1804.  Plans  and  location  were  received  July  23, 1894;  approved  by 
the  Secretary  of  War  August  3,  1894;  copy  sent  to  Capt.  H.  F. 
Hodges,  Corps  of  Engineers,  August  7, 1894. 

D.  Bridge  of  the  city  of  Pittsburg^  Pa.,  across  the  MonongaJiela  River^ 
at  South  Twenty -aecond  street — The  construction  of  this  bridge  was 
authorized  by  act  of  Congress  approved  May  7,  1894.  Plans  and 
location  were  submitted  May  29, 1894,  and  modified  plans  August  3, 
1894;  approved  by  the  Secretary  of  War  August  21, 1894;  copy  sent 
to  Capt.  K.  L.  EToxie,  Corps  of  Engineers,  August  23,»1894. 

10,  Bridge  of  the  Wilmington  and  Weldon  Railroad  Company  across 
Contentnia  CreeJcj  near  Grifton^  N.  C. — The  construction  of  this  bridge 
was  autliorized  by  act  of  August  23, 1894.  Plans  and  location  were 
submitted  by  the  ox)mpany  through  the  local  engineer  officer  August 
27,  1894;  approved  by  the  Secretary  of  War  August  29, 1894;  copy 
sent  to  Maj.  W.  S.  Stanton,  Corps  of  Engineers,  August  30, 1894. 

Under  the  provisions  of  section  7  of  river  and  harbor  act  approved 
September  19,  1890,  amended  by  section  3  of  river  and  harbor  act 
approved  July  13, 1802,  bridges  may  be  built  over  navigable  waters 
entirely  within  the  limits  of  any  State,  under  the  authority  of  legisla- 
tive enactment  of  such  State,  when  the  plans  and  locations  of  the 
structures  are  approved  by  the  Secretary  of  War.  Plans  and  locations 
of  the  following  bridges  proposed  to  be  erected  under  these  provisions 
have  been  examined,  with  a  view  to  protection  of  the  interests  of  navi- 
gation, and  have  been  approved  by  the  Secretary  of  War ;  and  the  local 
engineer  oflBcers  have  been  furnished  with  copies  of  the  drawings  and 
instruments  of  approval,  and  charged  with  the  supervision  of  con- 
struction of  the  bridges  so  far  as  necessary  to  see  that  they  are  built 
in  accordance  with  the  approved  plans. 

J.  Bridge  of  the  city  of  Tacotna,  Wa^h.,  across  the  ship  channel 
through  that  city. — Plan  and  location  were  submitted  June  29, 1893; 
approved  by  the  Secretary  of  War  September  29, 1893;  copy  sent  to 
Capt.  T.  W.  Symons,  Corps  of  Engineers,  October  4,  1893. 

Upon  application  of  the  city,  October  30, 1893,  the  Secretary  of  War, 
November  15,  1893,  authorized  certain  modification  of  the  specified 
conditions  respecting  the  location  of  piers. 

J2.  Bridge  of  Orange  County^  Tex.^  across  Cow  Bayoxt^  about  6  miles 
above  its  confluence  with  Sabine  River. — Plans  and  location  of  this 
bridge  were  approved  by  the  Secretary  of  War,  July  G,  1893  (see 
Annual  Report  Chief  of  Engineers,  1893,  p.  470);  September  23, 1893, 
the  county  submitted  plans  for  a  bridge  of  different  type  from  and  in 
lieu  of  that  originally  contemplated ;  approved  by  the  Secretary  of 
War,  October  C,  1893;  copy  of  instrument  sent  to  Maj.  A.  M.  Miller, 
Corps  of  Engineers,  October  10, 1893. 

3.  Bridge  of  the  Savannah,  Florida  and  Western  Railway  Company 
ad'oss  Hillsborough  River  at  Tampa^  Fla, — Plans  and  location  were 
submitted  July  31,  1893;  approved  by  the  Secretary  of  War  October 
23,  1893;  copy  sent  to  Lieut.  A.  M.  D'Armit,  Corps  of  Engineers,  Octo- 
ber 25, 1893. 

4.  Bridges  of  the  Mobile  and  Dauphin  Island  Railroad  and  Harbor 
Company  across  Dog  and  Fowl  rivers,  Alabama. — Plans  and  location^ 
for  this  bridge  were  submitted  September  23,  1893;  approved  by  the 
Secretary  of  War  November  3,  1893;  copy  sent  to  Maj.  A.  N.  Damrell, 
Corps  of  Engineers,  November  6,  1893. 

5.  Bridge  of  Brasoria  County  Tex.,  across  San  Bernard  River  at 
Ohurchills  Ferry. — Plans  and  location  of  this  bridge  were  submitted 
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September  11,  1893;  approved  by  the  Secretary  of  War  November  7, 
1893;  copy  sent  to  Maj.  A.  M.  Miller,  Corps  of  Engineers,  November  8, 

1893.  The  bridge  lias  been  completed  in  accordauco  with  the  approved 
plans. 

6.  Bridges  of  the  city  of  Chicago  at  Van  Buren  street  and  the  Metro- 
politan West  Side  Elevated  Railroad  Company  between  Jackson  and  Van 
Buren  streets^  across  South  Branch  of  Chicago  River^  Chicago.  Ill, — 
Plans  and  locations  for  the  proposed  bridges  were  submitted  conjointly 
by  the  city  and  railroad  company  July  26,  18D3.  Protest  having  been 
made  against  their  construction,  a  hearing  of  the  parties  interested 
was  held  before  the  local  officer,  Capt.  W.L.  ^Farsh all,  Corps  of  Engi- 
neers; and  in  accordance  with  his  recommendations,  the  Secretary  of 
War  on  November  10,  1893,  authorized  the  reconstruction  of  the  city 
bridge  at  Van  Buren  street,  and  the  construction,  upon  removal  of 
obstructions  caused  by  the  existing  Van  Buren  street  bridge,  of  the 
railroad  bridge  between  Jackson  and  Van  Buren  streets.  Copy  of  the 
apijroval  was  sent  to  Captain  Marshall  November  20, 1893. 

Application  for  approval  of  a  slight  change  in  the  approved  location 
of  the  piers  of  the  railroad  bridge  was  made  by  the  railroad  company 
March  17, 1894;  approved  by  the  Secretary  of  War  March  27,  1894; 
copy  sent  to  Captain  Marshall  March  29,  1894. 

7.  Bridge  of  Knox  County^  Tenn.^  across  Holston  River  at  Boyds 
Ferry,  near  Knoxville. — Plans  for  this  bridge  were  approved  by  the 
Secretary  of  War  August  2,  1893  (sec  Annual  Report  Chief  of  Engi- 
neers, 1893,  p.  470).  Application  for  modification  of  the  approved 
plans  was  submitted  by  the  bridge  commissioners  of  Knox  County 
November  18,  1893;  the  modification  was  approved  by  the  Secretary 
of  War  November  29,  1893;  copy  sent  to  Capt.  John  Biddle,  Corps  of 
Engineers,  December  2,  1893. 

S.  Bridge  of  the  Wisconsin  Central  Railroad  Company  across  Wolf 
River  at  Gills  Landing,  Wisconsin, — Plans  and  location  were  submitted 
November  22,  1893,  for  the  construction  of  a  new  bridge  to  replace  the 
existing  one  at  this  point;  approved  by  the  Secretary  of  War  Decem- 
ber 7,  1893;  copy  sent  to  Maj.  James  F.  Gregory,  Corps  of  Engineers, 
December  9, 1893. 

0.  Bridge  of  the  city  of  Kaukauna,  Wis.,  across  Fox  River  and  canal. 
— Plans  and  location  were  submitted  November  9,  1893;  approved  by 
the  Secretary  of  War  December  11,  1893;  co|>y  sent  to  Maj.  James  F. 
Gregory,  Corps  of  Engineers,  December  13,  1893. 

The  bridge  has  been  completed  in  accordance  with  the  approved 
plans. 

JO.  Bridge  of  the  city  of  Manistee,  Mich.,  across  Manistee  River  at 
Smith  street. — Plans  and  location  were  submitted  August  28,  1893^  and 
apijroved  by  the  Secretary  of  War  September  27, 1893. 

Application  for  approval  of  a  slight  change  in  the  approved  locations 
of  the  piers  was  made  by  the  Mayor  January  0,  1894,  and  approved  by 
the  Secretary  of  War  January  18,  1894.  Copies  of  the  instruments  of 
approval  were  sent  to  Maj.  William  Ludlow  and  Lieut.  Col.  G.  J. 
Lydecker,  Corps  of  Engineers,  September  29,  1893,  and  January  20, 

1894,  respectively'. 

li.  Bridge  of  the  city  of  De  Fere,  Wis,,  across  Fox  River  and  canal. — 
Plans  and  location  were  submitted  by  the  city  January  2, 1894,  for 
rebuilding  the  existing  structure  at  this  place;  approved  by  the  Sec- 
retary of  War  February  1,  1894;  copy  sent  t^)  Maj.  James  F.  Gregory, 
Goi-ps  of  Engineers,  February  3,  1894. 

12.  Bridge  of  the  town  of  Hempstead,  Queens  County,  If.  Y.,  a^oss 
Nortans  Creek. — Plans  and  location  were  submitted  January  23, 1894; 
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approved  by  the  Secretary  of  War  February  6, 1894 ;  copy  sent  to  Lieut. 
Col.  H.  M.  Robert,  Corps  of  Engineers,  February  9,  1894.  The  bridge 
has  been  completed  in  accordance  with  the  approved  plans. 

13.  Bridge  of  Brazoria  County^  Tex.j  across  Brazos  River  at  Colum- 
bia.— Plans  and  location  of  this  bridge  were  received  January  20, 1894; 
approved  by  the  Secretary  of  War  February  12, 1894;  copy  sent  to 
Maj.  A.  M.  Miller,  Corps  of  Engineers,  February  14,  1894. 

14.  Bridge  of  the  Creighton  Bridge  Company  across  Allegheny  River  at 
Creighton^  Pa. — Plans  anfl  location  were  submitted  December  1, 1893, 
and  modified  plans  January  20, 1894 ;  approved  by  the  Secretary  of 
War  February  27,  1894;  copy  sent  to  Capt.  R.  L.  Hoxie,  Corj)a  of 
Engineers,  March  1,  1894. 

If").  Bridge  of  the  city  of  Houston,  Tex,,  across  Buffalo  Bayou. — Plans 
and  location  were  submitted  February  14,  1894;  approved  by  the  Sec- 
retary of  War  March  12,  1894;  copy  sent  to  Maj.  A.  M.  Miller,  Corps 
of  Engineers,  March  14, 1894. 

16.  Bridge  of  the  Sea  Shore  Road  Company  across  Youngs  Bay,  Ore- 
gon.— Plan  and  l<;cation  were  submitted  January  9,  1894;  approved  by 
the  Secretary  of  War  March  14,  1894;  copy  sent  to  Maj.  J.  C.  Po^t, 
Corps  of  Engineers,  March  17,  1894. 

17.  Bridge  of  the  Washington  and  Chesapeake  Beach  Railicay  Com- 
pany across  Patuxent  River  at  Mount  Calvert,  Md. — Plan  and  location  of 
this  bridge  were  approved  by  the  Secretary  of  War  April  2(i,  1892.  (See 
Annual  lieport,  Chief  of  Engineers,  1892,  p.  405).  On  March  30,  1894, 
the  company  submitted  plans  providing  for  slight  modification  in  con- 
struction of  the  draw  and  center  pier;  approved  by  the  Secretary  of 
War  April  3, 1894;  copy  sent  to  Maj.  C.  E.  L.  B.  Davis,  Corps  of  Engi- 
neers, April  4,  1894. 

18.  Bridge  of  Clarice  County,  Wcmh.,  across  East  Fork  of  Lewis  River 
at  La  Center. — Plans  and  location  were  submitted  January  29,  1894 j 
approved  by  the  Secretary  of  War  April  11,  1894;  copy  sent  to  Maj. 
J.  C.  Post,  Corps  of  Engineers,  April  12,  1894. 

19.  Bridge  of  the  Kensington  Rapid  Transit  Bridge  Company  a^crosft 
Allegheny  River  belotc  Tarenttim,  Pa. — Plans  and  location  were  submit- 
ted by  the  company  March  28,  1894,  and  modified  plans  April  14,  1894; 
approved  by  the  Secretary  of  War  April  28,  1894;  copy  sent  to  Capt, 
K.  L.  Hoxie,  Corps  of  Engineers,  May  1,  1894. 

20.  Bridge  of  the  Ahnapee  and  Western  Railicay  Company  (wross  Stur- 
geon  Bay,  Wisconsin. — Plans  and  location  were  submitted  April  20, 
1894;  approved  by  the  Secretary  of  War  April  30,  1894;  copy  sent  to 
Maj.  J.  F.  Gregory,  Corps  of  Engineers,  June  2,  1894. 

21.  Bridge  of  the  city  of  Boston,  Mass.,  across  Chelsea  Creek  at  Chelsea 
streets — Plans  and  location  for  rebuilding  the  existing  structure  at  this 
point  were  submitted  April  2,  1894;  approved  by  the  Secretary  of  War 
May  7, 1894:  copy  sent  to  Lieut.  Col.  S.  M.  Mansfield,  Corps  of  Engi- 
neers, May  9,1894. 

22.  Bridge  of  Passaic  and  Bergen  counties,  X.J.,  across  Passaic  River 
at  Passaic. — IMaus  and  location  were  submitted  May  11,  1894,  and 
modified  plans  May  24,  1894;  approved  by  the  Secretary  of  War  May 
31, 1894 ;  copy  sent  to  Capt.  Thomas  L.  Casey,  Corps  of  Engineers,  June 
2,  1894. 

23.  Bridge  of  Northiccstern  Elevated  Railroad  Company  across  Chi- 
cago River  east  of  Wells  street,  Chicago,  III. — Plans  and  location  were 
submitted  A])ril  21,  liS94,  and  modified  plans  May  24,  1894;  approved 
by  the  Secretary  of  War  June  2,  1894;  copy  sent  to  Capt.  W.  L.  Mar- 
shall, Corps  of  Engineers,  June  2,  1894. 
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24.  Bridge  of  the  Silver  Springs^  Ocala  and  Gulf  Railroad  Company 
across  Witklacoochee  River  at  Dunnellon^  Fla, — Plans  for  a  bridge  to 
replace  the  existing  structure  were  submitted  June  2,  1894;  approved 
by  the  Secretary  of  War  June  14, 1894;  copy  sent  to  Maj.  T.  H.  Haud- 
bury,  Corps  of  Engineers,  June  10,  1894. 

25,  Bridge  of  the  Port  Royal  and  Augusta  Railway  Company  across 
Savannah  River  near  Augusta,  Oa, — Under  dato  of  May  30,  1894,  plans 
were  submitted  for  the  erection  of  certain  structures  for  the  protection 
of  this  bridge  and  for  training  the  channel  through  the  draw  span; 
approved  by  the  Secretary  of  War  June  20, 1894;  copy  sent  to  Capt. 
O.  M.  Carter,  Corps  of  Engineers,  June  22, 1894. 

20.  Bridge  of  the  town  of  Kaukaunaj  Wis,,  across  the  lock  of  the  Gov- 
ernment  Canal  at  Little  Chute,  Wis. — Plans  and  location  were  submit- 
ted May  3,  1894;  approved  by  the  Secretary  of  War  June  22,  1894; 
copy  sent  to  Maj.  James  F.  Gregory,  Corps  of  Engineers,  June  25, 1894. 

27.  Bridge  of  the  city  of  Philadelphia,  Pa.,  across  Pennypa^k  Creek,  at 
Torresdale  ave/tue. — Plans  and  location  were  submitted  June  13,  1894; 
approved  by  the  Secretary  of  War  June  23,  1894;  copy  sent  to  Maj.  C. 
W.  Raymond,  ('orpa  of  Engineers,  June  25,  1894. 

28.  Bridge  of  the  West  Norfolk  and  Port  Norfolk  Drawbridge  Company 
across  Western  Branch  of  Elizabeth  River,  between  West  Norfolk  and 
Port  Norfolk,  Va. — Plans  and  location  were  submitted  February  2(J, 
1894,  and  modilied  plans  June  9,  1894;  approved  by  the  Secretary  of 
War  June  23,  1894;  copy  sent  to  Lieut.  Edward  Burr,  Corps  of  Engi- 
neers, June  2b,  1894. 

29.  Bridge  of  Kanawha  County,  W.  Va.,  a^cross  Elk  River  at  Clenden- 
nin. — Plans  and  location  were  submitted  February  12, 1894,  and  mod- 
ified plans  were  received  June  16,  1894;  approved  by  the  Secretary  of 
War  June  23,  1894;  copy  sent  to  Col.  William  P.  Craighill,  Corps  of 
Engineers,  June  25, 1894. 

30.  Bridge  of  Bristol  County,  Mass.,  across  the  East  Branch  of  West- 
port  River  at  Westport  Point,  Mass. — Plans  and  location  were  submitted 
April  21,  1894;  approved  by  the  Secretary  of  War  July  5, 1894;  copy 
sent  to  Capt.  W.  H.  Bixby,  Corps  of  Engineers,  July  7, 1894. 

31.  Bridge  of  Dorchester  County,  Md.,  across  Cambridge  Harbor  at 
Cambridge,  Md. — Plans  for  the  alteration  of  the  existing  structure  were 
submitted  June  27,  1894;  approved  by  the  Secretary  of  War  July  11, 
1894;  copy  sent  lo  William  F.  Smith,  U.  S.  agent,  major  of  engineers, 
U.  8.  Army,  retired,  July  25,  1894. 

32.  Bridge  of  the  Lake  Street  Elevated  Railroad  Company  across  Chi- 
cago River  east  of  Wells  street  bridge,  Chicago,  III. — Plans  and  location 
were  submitted  June  1,  1894:  approved  by  the  Secrerary  of  War  July 
13, 1894;  copy  sent  to  Capt.  W.  L.  Marshall,  Corps  of  Engineers,  July 
17, 1894. 

33.  Bridge  of  Snohomish  County,  Wash.,'  across  Stillaquamish  River, 
Washington. — Plans  and  location  were  submitted  June  2,1894;  approved 
by  the  Secretary  of  War  July  13,  1894;  copy  sent  to  Capt.  T.  W. 
Symons,  Corps  of  Engineers,  July  17,  1894. 

34.  Bridge  of  Adrien  Gonsoulin  across  Bayou  Teche  near  Loreauvilie, 
La. — Plans  and  location  were  submitted  June  20, 1894;  approved  by  the 
Secretary  of  War  July  26, 1894;  copy  sent  to  Maj.  J.  B.  Quinn,  Corps 
of  Engineers,  July  27,  1894, 

35.  Bridge  of  Wahkiakum  County,  Wash,  across  Skamokawa  Creek, 
Washington, — Plans  and  location  were  submitted  May  30,  1894; 
approved  by  the  Secretary  of  War  July  30, 1894;  copy  sent  to  Maj.  J, 
C.  Post,  Corps  of  Engineers,  August  1, 1894, 
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36,  Bridge  of  the  New  York  Central  and  Hudson  River  Railroad  Com- 
pany across  Spuyten  Duyvil  Creek^  New  York, — Plans  for  the  reconstruc- 
tion of  the  existing  bridge  were  submitted  by  the  company  May  31, 
1804;  approved  by  the  Secretary  of  War  August  28, 1894;  copy  sent  to 
Lieut.  Kobert  McGregor,  Corps  of  Engineers,  August  30, 1894. 
.  37.  Bridge  of  Warren  County,  Miss,,  across  Big  Black  River  at  Bank- 
insons  Ferry,  Miss, — Plans  were  submitted  August  14,  1894;  approved 
by  the  Secretary  of  War  August  30, 1894;  copy  sent  to  Capt.  J.  H.  Wil- 
lard.  Corps  of  Engineers,  August  31,  1894. 

Under  the  provisions  of  sections  4  and  5  of  the  river  sind  harbor  act 
approved  September  19,  1890,  relating  to  bridges  obstructing  navigar 
tion,  plans  for  alteration  of  the  following  bridges  so  as  to  render  navi- 
gation unobstructed  have  been  examined  and  ai)proved  by  the  Secre- 
tary of  War;  and  the  local  engineer  officers  hsive  been  furnished  with 
copies  of  the  plans  and  instruments  of  approval  and  charged  with 
sui^ervision  of  the  work  of  alteration  so  far  as  necessary  to  see  that 
the  approved  plans  are  complied  with : 

1.  Bridge  of  the  Mobile  and  Birmingham  Railicay  Company  across 
Three  Mile  Creek,  near  Mobile,  Ala, — Complaint  having  been  nnide  that 
this  bridge  was  an  obstruction  to  navigation,  and  i)r(>ceedings  having 
been  instituted  against  it,  the  railroad  comi)any  on  November  2,  1893, 
submitted  plan  for  alteration  of  the  bridge  by  providing  it  with  a  suit- 
able draw  opening;  approved  by  the  Secretary  of  War  November  29, 
1893,  under  condition  that  the  existing  obstruction  shcmld  be  removed 
by  February  11, 1894;  copy  sent  to  Maj.  A.  N.  Damrell,  Corps  of  Engi- 
neers, December  2,  1893.  The  time  for  completing  the  work  was  sub- 
sequently extended  by  the  Secretary  of  War  to  May  11,  and  to  July 
31,  1894. 

J2,  Bridge  of  the  Baltimore  and  Ohio  Railroad  Company  across  Calumet 
River  at  South  Chicago,  J//."— Plans  and  location  for  a  more  desirable 
bridge  at  this  point,  to  replace  the  existing  structure,  were  submitted 
by  the  company  December  23, 1893,  and  modified  plans  January  2(5, 
1894;  approved  by  the  Secretary  of  War  March  1,  1894;  copy  sent  to 
Capr.  W.  L.  Marshall,  Corps  of  Engineers,  March  14,  1894. 

Authority  to  construct  a  temporary  bridge,  by  Sussex  County,  Del,, 
across  the  canal  now  being  constructed  by  the  United  States  between  Chin- 
coteague  and  Delaware  bays  at  the  crossing  of  the  highway  to  Ilenlopcn 
City,  applied  for  June  8,  1894,  was  granted  by  the  Secretary  of  War 
June  20,  1894,  by  revocable  license.  A  copy  was  sent  to  the  local  engi- 
neer, William  F.  Smith,  United  States  agent,  June  22,  1894. 

The  license  was  revoked  by  the  Secretary  of  War  September  8,  1894. 

BRIDGES  OBSTRUCTING  NAVIGATION. 

Under  the  requirements  of  sections  4  and  5  of  the  river  and  harbor 
act  apiiroved  September  19,  1890,  the  Secretary  of  AVar  notified  the 
persons,  corporations,  or  associations  owning  or  controlling  certain 
bridges  obstructing  navigation,  after  giving  them  a  reasonable  oppor- 
tunity to  be  heard,  to  so  alter  said  bridges  as  to  render  navigation 
through  or  under  them  reasonably  free,  easy,  and  unobstructed,  speci- 
fying in  the  notice  the  alterations  required  to  be  made,  and  prescribing 
a  reasonable  time  in  which  to  make  them,  as  follows: 

1,  Bridge  across  the  Merrimac  River,  beticeen  Haverhill  and  Bradford, 
Mass, — Notices  dated  August  18, 1893,  served  on  the  Mayor  of  the  city 
of  Ilaverhill  and  chairman  selectmen  town  of  Bradford,  Mass.,  Sep- 
tember 6,  1893.    Alteration  required:  The  construction  of  a  fender 
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about  the  pivot  pier,  similar  to  the  fenders  at  the  draws  of  other  bridges 
across  this  river,  which  shall  extend  up  and  down  the  river  to  a  distance 
at  least  equal  to  the  overhang  of  the  draw  when  open  and  sufficiently 
wide  to  protect  the  rigging  of  a  i)assing  vessel  from  entanglement  with 
the  overhanging  sidewalks,  and  also  timber  fenders  along  the  adjacent 
piers.  Alteration  to  be  made  and  completed  on  or  before  October  1, 
1804. 

2.  Bridge  across  the  Trent  River  at  Netvbern^  N,  C— ^Notice  dated  Sep- 
tember 8,  1893,  served  on  W.  S.  Chadwick,  president  of  the  Atlantic 
and  North  Carolina  Eailroad  Company,  October  26, 1893.  Alterations 
required:  (1)  Move  the  draw  to  mid  channel;  (2)  Make  the  direction  of 
the  draw  x)iers  and  axis  of  the  draw  opening  parallel  with  the  mid- 
channel  line  and  the  prevailing  direction  of  the  strongest  currents; 
(3)  increase  the  clear  width  of  the  draw  opening  to  45  feet;  (4)  place 
suitable  fender  piles  in  the  customary  manner  at  each  end  of  the  new 
draw  piers  to  facilitate  the  approach  and  entrance  to  the  draw  by  ves- 
sels and  rafts.  Alterations  to  be  made  and  completed  on  or  before 
September  1,  1894.  The  time  was  subsequently  extended  to  April  1, 
1895. 

3.  Bridge  across  the  cove  at  Sullivans  Island^  South  Carolina. — Notice 
dated  February  20, 1894,  served  on  the  president  of  the  Mount  Pleasant 
and  Seaview  Kailroad  Company  March  17, 1894.  Alteration  required: 
To  remove  the  piles  numbered  1  to  8,  inclusive,  on  the  attached  draw- 
ing, and  the  swing  bridge  from  the  center  pier.  Alteration  to  be  made 
and  completed  on  or  before  thirty  days  from  the  date  of  service  of 
notice.    Time  subsequently  extended  sixty  days. 

4.  Highway  bridge  across  Potshurg  Creeky  Florida. — Notice  dated 
April  20, 1894,  served  on  the  chairman  of  the  board  of  county  commis- 
sioners, St.  Johns  County,  Fla.,  April  26, 1894.  Alteration  required: 
To  provide  the  bridge  with  an  open  span  having  a  clear  width  of  27 
feet,  with  a  middle  height  of  12  feet  above  high  water,  and  side  heights 
of  not  less  than  10  feet  above  high  water.  Alteration  to  be  made  and 
completed  on  or  before  June  1, 1894.  Alteration  has  been  made  and 
completed. 

5.  Bridge  across  the  Ocklochoriee  River  at  Mclntyre,  Florida. — Notice 
dated  April  20, 1894,  served  on  the  president  of  the  GarabeUe,  Talla- 
hassee and  Georgia  Railroad  Company  April  30,  1894.  Alteiation 
required :  To  remove  the  row  of  piles  from  the  center  of  one  of  the  open 
spans^  so  as  to  afford  a  clear  opening  of  32  feet.  Alteration  to  be  made 
and  completed  on  or  before  June  3,  1894*  Notiticatiou  has  been 
received  that  the  work  has  been  done. 

OCCUPANCY   OF  AND   INJURY  TO  PUBLIC   WORKS  BY  CORPO- 
RATIONS   AND    INDIVIDUALS. 

Under  the  requirements  of  section  2  of  the  river  and  harbor  act 
approved  July  5,  1884,  and  section  4  of  the  river  and  harbor  act 
approved  August  5,  1880,  there  are  submitted  herewith  reports  of 
officers  in  charge  of  river  and  harbor  districts  of  instances  in  which 
piers,  breakwaters,  or  other  works  built  by  the  United  States  in  aid  of 
commerce  or  navigation  are  used,  occupied,  or  injured  by  corporations 
or  individuals.     (See  Appendix  A  A  A.) 
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MISCELLANEOUS. 

[Public  works -not  provided  for  in  acts  making  appropriations  for  the  construction, 
repair,  and  preservation  of  works  on  rivers  and  harbors.] 

MAINTENANCE  AND  REPAIR  OF  WASHINGTON  AQUEDUCT — INCREASING 
THE  WATER  SUPPLY,  DISTRICT  OF  COLUMBIA— ERECTION  OF  FISH- 
WAYS  AT  GREAT  FALLS. 

Officer  in  charge,  Col.  George  H.  Elliot,  Corps  of  Engineers, 

1.  Washington  Aqueduct, — Advantage  was  taken  of  the  very  low 
condition  of  the  Potomac  in  August  to  replace  the  riprap  back  of  the 
dam  that  had  been  carried  away  by  ice  in  the  two  preceding  winters. 

On  December  21  there  was  introduced  into  the  Senate  of  the  United 
States  and  referred  to  the  Committee  on  the  District  of  Columbia  a  bill 
entitled  "A  bill  to  amend  an  act  approved  July  15,  1882,  entitled  'An 
act  to  increase  the  water  supply  of  the  city  of  Washington,  and  for 
other  purposes.'"  The  bill  provided  for  the  acquirement  by  the  United 
States  by  the  right  of  eminent  domain  or  otherwise  of  so  much  of  the 
laud  and  water  rights  at  Great  Falls  as  might  be  deemed  necessary  for 
the  present  and  future  water  supply  of  the  District  of  Columbia.  It 
also  provided  for  securing  by  the  United  States  to  its  coowners  in  the 
land  and  water  rights  at  the  falls,  by  contracts,  the  right  to  use  and 
the  facilities  for  using  the  remainder  of  the  flow  of  the  river,  and  for 
the  ascertainment  and  payment  of  damages  for  the  land  and  water 
rights  taken  under  the  act  of  1882.  On  reference  of  the  bill  to  the 
engineer  officer  in  charge  of  the  Washington  Aqueduct,  and  after  a 
careful  examination  of  the  subject,  he  proi)osed  several  important 
amendments,  which,  on  being  approved  by  the  Chief  of  Engineers  and 
the  Secretary  of  War,  were  adopted  by  tlie  Senate  Committee  on  the 
District  of  Columbia,  and  the  bill  as  amended  is  now  pending  in 
(y  on  gross. 

It  provides  for  the  securing,  by  the  nght  of  eminent  domain,  of  all 
the  water  and  water  rights. at  Great  Falls,  to  the  end  that  the  United 
States,  for  itself  and  the  District  of  Columbia,  may  not  only  increase  from 
time  to  time,  without  limit  and  without  further  controversy  with  its 
riparian  coowners,  the  supplj?  for  ordinary  purposes,  but  may  utilize 
the  remainder  for  power  to  be  used  in  the  generation  of  electricity  for 
the  lighting  of  the  public  buildings,  the  public  grounds  and  streets  of 
Washington,  for  the  pumping  of  water  to  the  higher  levels  of  the  city, 
and  for  other  public  purposes. 

As  soon  (July  17)  as  the  lands  required  for  that  part  of  the  project 
for  the  improvement  of  the  Dalecarlia  receiving  reservoir — that  was 
designed  to  be  executed  by  means  of  the  appropriation  of  $60,000  in 
the  act  of  Congress  of  March  3, 1893 — had  been  acquired  and  the  neces- 
sary temporary  buildings  had  been  erected,  the  execution  of  this  part 
of  the  project,  viz,  the  excavation  and  lining  of  the  main  drainage 
tunnel  under  Dalecarlia  Hill  and  the  excavation  and  lining  of  a  receiv- 
ing shaft  in  the  valley  of  Little  Falls  Branch,  was  commenced. 

The  major  part  of  the  work  was  carried  on  by  three  shifts  working 
night  and  day,  and  it  was  completed  on  June  20.  There  remains  to  be 
done  the  tunnel  through  the  hill  that  lies  to  the  eastward  of  Little 
Falls  Branch;  the  permanent  dams  across  Little  Falls  Branch,  Mill 
Creek,  and  East  Creek,  and  the  open  channels  between  these  streams, 
and  the  work  can  be  completed  in  the  next  fiscal  year  if  the  remainder 
of  the  amount  authorized  by  Congress  for  this  work — $90,000 — ^be  ap- 
propriated. 
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For  want  of  funds  nothing  has  been  done  during  the  last  fiscal  year 
in  the  work  of  removal  of  the  deposits  in  the  conduit,  which  an  inspec- 
tion of  its  interior  in  September,  1891,  by  the  officer  in  charge  found  to 
amount  to  about  15,000  cubic  yards.  The  deposits  interfere  with  the 
full  flow  of  the  conduit,  and,  with  the  want  of  height  of  the  dam  at 
Great  Falls — although  not  to  so  great  a  degree  as  the  latter— are  a 
cause  of  a  deficiency  of  water  in  the  distributing  reservoir,  which  in  turn 
gives  rise  in  summer  to  complaints  to  the  District  Commissioners  from 
householders  in  the  city; '  E  xtensive  repairs  were  made  on  the  macadam 
pavement  of  the  Conduit  road  between  the  top  of  Foxhall  road  and 
the  upper  end  of  the  distributing  reservoir,  and  a  large  quantity  of 
flint  rock  has  been  procured  and  crushed  for  the  repair  of  that  portion 
of  the  road  that  is  between  the  distributing  reservoir  and  Culvert  No.  24. 

There  have  been  no  breaks  in  the  United  States  mains  during  the 
last  fiscal  year,  and  the  only  labor  expended  upon  them  has  been  in  the 
driving  up  of  the  lead  in  a  few  of  the  joints  where  it  was  found  neces- 
sary, and  in  providing  against  the  bursting  in  freezing  weather  of  the 
small  valves  designed  for  admitting  air  while  emptying  the  48-inch 
and  30-iiich  mains  that  were  laid  under  the  provisions  of  the  act  of 
March  2, 1889. 

By  direction  of  the  Secretary  of  War,  notices  were  served  by  the 
officer  in  charge  on  five  encroaching  owners  of  lands  along  the  Conduit 
road  to  terminate  their  encroachments  on  the  United  States  lands 
within  specified  times  and  under  specified  penalties. 

The  wrought-iron  riveted  girder  bridge  north  of  the  M  street  high- 
way bridge,  which  carries  the  48-inch  main  across  Rock  Creek,  was  thor- 
oughly tightened  up,  and  it  and  the  Pennsylvania  avenue  aqueduct 
bridge  were  painted.    Both  the  bridges  are  in  excellent  condition. 

In  the  list  of  estimates  of  the  officer  in  charge  for  the  fiscal  year 
ending  June  30, 1896,  will  be  found  estimates  for  the  remainder  of  the 
amount  contemplated  by  Congress  in  its.  act  approved  March  3, 1893, 
for  the  improvement  of  the  Dalecarlia  receiving  reservoir  and  for  rais- 
ing the  height  of  the  dam  at  Great  Falls.  Especial  attention  is  invited 
to  the  urgent  rejisous  for  an  early  appropriation  for  the  latter  purpose, 
to  be  found  in  the  report  of  that  officer. 

The  officer  in  charge  renews  his  estimates  for  several  necessary  works, 
as  follows:  Removing  the  accumulation  of  deposits  in  the  conduit; 
lowering  the  height  of  the  cross  dam  at  the  distributing  reservoir; 
protecting  the  inlet  to  the  aqueduct  at  Great  Falls;  tlie  purchase  or 
condemnation  of  a  site  for  a  storage  yard ;  cleaning  out  the  distributing 
reservoir;  storehouse  at  Great  Falls;  commencing  the  widening  of  the 
macadam  pavement  of  the  Conduit  road;  raising  of  the  heights  of  the 
masonry  casings  of  the  conduit  manholes;  inserting  air  valves  and 
blow-off  valves  in  the  36-inch  and  30-inch  mains,  and  replacingin  stone 
the  decaying  wooden  bridge  over  the  channel  from  the  spillway  at  the 
Dalecarlia  receiving  reservoir. 

Full  explanations  of  the  foregoing  estimates,  all  of  which  have  had 
my  approval,  may  be  found  in  the  report  of  the  officer  in  charge.  1?hi8 
officer  also  suggests  an  important  provision  of  law  respecting  appro- 
priations for  the  maintenance  and  repair  of  the  Washington  Aqueduct 
that  is  required  to  make  them  available  until  expended,  like  appropri- 
ations for  river  and  harbor  works,  light  houses,  etc.,  and  not  fiscal  year 
appropriations  as  at  present,  and  he  states  the  reasons  therefor,  as  well 
as  for  a  small  increase  of  $1,000  to  the  general  appropriation  for  the 
preservation  and  repair  of  the  aqueduct  and  its  accessory  works. 
BNa  94 ^28 
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Both  of  these  are  of  gn^eat  importance,  and  the  recommendatious  of 
the  officer  in  charge  in  respect  to  them  are  concurred  in. 

JVaahingtoH  Aqueduct, 

July  1, 1893,  balance  unexpended $805.01 

Amount  appropriated  by  act  approved  March  3, 1893 20, 000. 00 

20,805.01 
June  30,  1894,  amount  expended  during  fiscal  year ( 20, 267. 78 

July  1,  1894,  balance  unexpended 537. 23 

Jnly  1,  1894,  outstanding  liabilities 536.82 

July  1,  1894,  balance  available .41 

Amount  tliat  can  be^rofi  tably  expended  in  fiscal  year  ending  Juno  30,  1896    21, 000. 00 

Improving  Dalecarlia  Receiving  Reservoir. 

Amount  appropriated  by  act  approved  Marcb  3,  1893 $60, 000. 00 

June  30,  1894,  amount  expended  during  fiscal  year 58, 961. 95 

July  1 ,  1894,  balance  unexpended 1, 038, 05 

July  1,  1894,  outstanding  liabilities : : 1, 000. 95 

July  1,  1894,  balance  available 37. 10 

The  estimates  of  tlie  officer  in  charge  for  the  fiscal  year  ending  June 
30,  189G,  are  as  follows : 

For  completing  tbe  improvement  of  the  Dalecarlia  receiving  reservoir  by 
the  works  required  for  cutting  olf  tbo  drainage  into  it  of  polluted  water 
and  sewage  from  the  surrounding  country,  for  completing  the  purchase 
or  condeumution  of  the  small  amount  of  land  required  iVir  the  purpose, 

and  the  excavation  necessary  at  the  head  of  the  reservoir $37, 600 

For  raising  the  height  of  the  dam  at  Great  Falls,  together  with  the  cost  of 
such  other  work  as  may  be  found  necessary  in  eonuection  therewith, 
including  the  cost  of  strengthening  the  conduit,  and  for  damages  on 

acount  of  flooding  of  land  and  other  daruages 125, 000 

For  commencing  the  widening  of  the  macadam  pavement  of  the  Conduit 
road  to  30  feet  by  widening  that  portion  of  the  road  that  lies  between 
the  lower  end  of  the  distributing  reservoir  and  the  Dalecarlia  receiv- 
ing reservoir;  widening  the  road  and  the  embankments  over  the  culverts 
on  the  lino  of  the  aqueduct  where  necessary  for  this  purpose;  making 
the  necessary  changes  in  the  drainage,  and' the  planting  of  shade  trees.  34,  500 

For  lowering  the  height  of  the  cross  dam  at  the  distributing  reservoir. . .  12, 500 

For  protecting  the  inlet  to  the  aqueduct  at  Great  Falls 5, 000 

For  ]>urchase  or  condemnation  of  a  site  for  a  storage  yard 10, 000 

For  cleaning  out  the  distributing  reservoir 13, 825 

For  storehouse  at  Great  Falls 1, 500 

For  inserting  air  valves  and  blow-off  valves  in  the  36  inch  and  30-inch 

mains 6,250 

For  removing  the  accumulation  of  deposits  in  the  conduit 14,  OUO 

For  rebuilding  in  stone  the   bridge  over  the  channel  from  the  spillway 

at  the  Dalecarlia  receiving  rest-rvoir 18,000 

For  raising  the  height  of  the  masonry  casings  of  the  conduit  manholes 

where  necessary 600 

For  maintenance  and  repair  of  the  aqueduct,  and  the  reservoirs,  mains, 
roads,  etc.,  connected  therewith 21,000 

(See  Appendix  B  B  B  1.) 

2.  Increasing  the  water  supply  of  Washington^  D.  C. — All  operations 
on  this  project  are  suspended,  and  no  work  has  been  done  under  it 
during  tbe  year.  By  reason  of  the  improvement  and  change  of  grade 
of  Ghamplain  avenue  by  the  District  government  it  was  found  neces- 
sary to  place  a  timber  crib  8  feet  higli  around  the  Ghamplain  avenue 
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abaft  of  tbe  tunnel  to  the  new  reservoir  near  Howard  University.  The 
smm  ef  $470.90  was  paid  to  Thomas  Ready  for  a  parcel  of  land  between 
tbe  distributing  reservoir  and  the  intersection  of  the  Conduit  and  Fox- 
Iiall  roads,  conveyed  by  said  lieady  and  wife  to  the  United  States. 
Tkis  payment  was  specially  authcwized  in  the  provisions  for  the  Wash- 
ington Aqueduct  in  the  act  of  Congress  approved  March  3,  1803.  A 
watchman  has  been  employed  during  the  year  at  the  new  reservoir. 
His  duties  have  included  the  guarding  of  the  stone  at  the  mouths  of 
»H-  the  shafts  except  the  one  at  Foundry  Branch,  which  is  under  the 
care  of  the  watchman  at  the  distributing  reservoir. 

July  1, 1893,  balanco  miexpcnrled  on  all  items  of  appropriatibn : . . .  $429, 345. 28 

June  30,  1894,  amount  expended  during  the  year 1, 706. 03 

Jiily  1,  1894,  balanco  unexpended  and  available 427, 639. 25 

No  estimate  for  further  api)ropriation  is  submitted. 
(See  Appendix  B  B  B  2.) 

5.  Erection  of  fishways  at  Great  Falls, — Under  a  ruling  concerning 
the  act  of  July  15,  1882,  providing  for  the  construction  of  tlicse  fish- 
ways,  tha^Secretary  of  War  decided  that  the  engineer  officer  in  charge 
should  be  held  responsible  only  for  the  proper  protection  of  the  aqueduct 
dam  at  Great  Falls  and  the  disbui'sement  of  the  funds  appropriated, 
the  Commissioner  of  Fish  and  Fisheries  being  responsible  under  the  act 
for  the  plans  and  specifications  of  the  fishways  and  their  execution.  No 
work  has  been  done  on  the  fishways  during  the  last  fiscal  year  for  want 
of  funds.  Sections  2,3,  4,  5,  and  G  and  a  i)ortion  of  tliepeVmanentdam 
have  been  completed.  There  remains  to  be  constructed  the  remainder 
of  this  dam  and  section  1.  The  Commissioner  of  Fish  and  Fisheries  is 
of- the  opinion  that  an  additional  sum  of  $7,890  will  be  required  to  com- 
plete the  work,  siud  requests  that  the  estimate  for  it  contained  in  the 
last  annual  rei>ort  be  submitted.  It  was  not  acted  on  by  Congress, 
and  it  is  again  submitted. 

Jkily  1,  1S93,  balance  unexpended $4,501.29 

Jiuie  30,  1894,  amount  expondoil  during  fiscal  year 4,  466.  34 

July  1,  1894,  balance  unexpended — 34. 95 

July  1,  1894,  outstanding  liabilities _ 2. 93 

July  1,  1894,  balance  available 32. 02 

Amount  deemed  necessary  by  the  Commissioner  of  Fish  and  Fisheries 
for  the  conii>letion  of  the  work 7, 890. 00 

(See  Appendix  B  B  B  3.) 

IMPROVEMENT  AND  CARE  OF  PUBLIC  BUILDINGS  AND  GROUNDS,  AND 
CARE  AND  MAINTENANCE  OF  THE  WASHINGTON  MONUMENT,  IN  THE 
DISTRICT   OF   COLUiVIBIA. 

Officer  in  charge,  CoL  John  M.  Wilson,  lieutenant  colonel.  Corps  oi 
Engineer,  with  additional  Second  Lieut.  John  S.  Sewell,  Corps  of 
Engineers,  under  his  immediate  orders  from  July  22,  1893,  to  January 
6,  1894,  and  from  March  27,  1894,  until  June  30,  1894. 

Careful  and  accurate  calculations  have  been  made  to  determine  the 
strength  of  the  floors  of  the  various  buildings  occupied  as  offices  by 
th«  War  Department,  except  the  State,  War,  and  Navy  building,  and 
monthly  inspections  have  been  made  in  connection  with  the  care,  repair, 
and  safety  of  these  buildings. 
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Under  the  terms  of  the  act  of  Congress  approved  September  7, 1893, 
Ford's  Theater  building  was  repaired  and  restored  by  December  31, 
1894,  to  the  condition  in  which  it  was  prior  to  the  accident  of  June  9, 
1893. 

Under  the  terms  of  the  act  of  March  12, 1894,  the  same  building  was 
repaired  and  strengthened  in  accordance  with  the  recommendations  of 
the  board  of  engineer  officers  submitted  to  Congress  in  House  Ex.  Doc. 
Ko.  61,  Fifty-third  Congress,  second  session. 

The  work  of  strengthening,  repairing,  etc.,  vas  so  nearly  completed 
on  June  30, 1894,  that  portions  of  the  building  were  then  available  for 
desk  room  for  clerks  and  for  storage  purposes. 

Minor  repairs  for  the  purpose  of  strengthening  floors,  etc.,  were  made 
to  several  of  the  buildings  occupied  by  the  War  Department  as  offices, 
and  at  the  close  of  the  fiscal  year  all  of  these  buildings  were  believed 
.by  the  officer  in  charge  to  be  in  safe  condition  for  the  purposes  for  which 
they  were  then  being  used. 

The  Executive  Mansion  has  received  the  usual  care,  and  such  improve- 
ments have  been  made  as  the  funds  available  would  admit  ^  some  of  the 
interior  walls  have  been  redecorated  atid  rooms  refurnished. 

New  furniture,  matting,  carpets,  curtains,  etc.,  have  been*aupi*lied 
from  time  tiO  time  when  necessary. 

The  conservatory  and  greenhouses  were  all  overhauled  and  repairs 
of  various  kinds  made. 

Every  effort  has  been  made  to  maintain  the  Washington  Monument 
and  its  machinery  in  good  condition,  and  to  continue  the  improvement 
and  ornamentation  of  the  adjacent  grounds. 

All  boilers  and  machinery  have  been  carefully  overhauled  and 
cleaned,  and  the  work  of  repainting  the  ironwork  of  the  interior  of  the 
monument  has  been  contiuued. 

The  elevator  receives  the  most  careful  attention,  being  constantly 
inspected  by  experts,  and  it  is  believed  to  be  as  safe  as  it  is  in  the  power 
of  man  to  make  it. 

There  were  148,917  visitors  to  the  top  of  the  shaft  during  the  year, 
making  a  total  of  938,419  persons  who  have  made  the  ascent  since  the 
monument  was  opened  to  the  public  in  October,  1888. 

The  improvement  of  the  Monument  grounds  has  been  continued, 
plank  walks  constructed,  new  water  pipe  introduced,  flower  beds 
planted,  etc. 

At  the  propagating  gardens  and  nurseries  extensive  repairs  were 
made  to  the  greenhouses,  about  400,000  plants  propagated  for  use  in 
the  public  parks,  shops  and  storehouses  repaired,  and  a  large  number 
of  cuttings  of  flowering  shrubs  planted. 

The  <asphalt  roads  and  walks  in  Smithsonian  and  Judiciary  parks 
have  been  extended,  and  repairs  made  to  the  asphalt  walks  in  Lafay- 
ette, Franklin,  and  Farragut  parks  and  DuPont  Circle. 

The  officer  in  charge  invites  attenticm  to  the  propriety  of  erecting  a 
separate  building  for  office  purposes  for  the  President  of  the  United 
States. 

He  also  recommends  the  extension  of  the  electric-light  system  to 
include  the  Monument  grounds,  Lafayette  and  Franklin  parks;  the 
improvement  of  several  reservations;  the  construction  of  an  asphalt 
walk  on  the  border  of  the  ellipse  south  of  the  Executive  Mansion,  and 
the  overhauling  of  the  pipe  line  which  supplies  the  Capitol  with  pure 
water  from  the  spring  located  within  the  new  reservoir. 

Attention  is  invited  to  the  detailed  report  of  the  officer  in  charge,  and 
to  his  estimates  and  recommendations  for  the  fiscal  year  ending  June 
30, 1896. 
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His  estimates  are  as  follows: 

For  improveiDent  and  care  of  pablic  bnildings  and  grounds  in  charge  of 

the  Chief  of  Engineers $245,621.40 

For  compensation  of  persons  employed  on  pablic  buildings  and  grounds .  -     61, 420. 00 
For  replacing  the  overhead  system  of  telegraph  wires  with  duplicate  six- 
conductor  underground  cable,  and  for  care  and  repair  of  existing  lines . .     28, 100. 00 
For  contingent  and  incidental  expenses  of  |)ublic  buildings  and  grounds.  500. 00 

For  care  of  Washington  Monument  and  maintenance  of  elevator : 

Salaries  of  employes ' $9,060.00 

Fuel,  lights,  contingencies,  etc 3, 000. 00 


Total 

(See  Appendix  C  C  C.) 


12,060.00 
347, 701. 40 


NOBTHERN     AND     NORTHWESTERN     LAKES — SURVEYS — CORRECTING 
ENGRAVED   PLATES — PRINTING  AND   ISSUING   OF   CHARTS. 

Surveys  on  the  Great  Lakes  by  engineer  officers  were  made  more 
than  two  generations  ago.  There  are  upon  the  files  of  this  office  maps 
of  localities  made  by  such  officers  in  the  years  1817, 1819,  1824,  1826, 
1827,  and  many  of  later  dates  up  to  the  present  time. 

Up  to  1841  these  surveys  were  in  connection  with  improvement  of 
the  various  harbors  and  of  rivers  tributary  to  the  lakes.  The  needs 
of  navigation  demanding  more  than  surveys  of  disconnected  localities, 
the  "  Survey  of  the  Northern  and  Northwestern  Lakes"  as  a  connected 
whole  was  commenced  under  an  ai>propriation  made  March  3,  1841,  of 
$16,000  for  a  "  hydrographic  survey  of  the  coasts  of  the  Northern  and 
Northwestern  Lakes  of  the  United  States." 

This  work  was  naturally  assigned  to  the  War  Department,  as  its 
officers  had  theretofore  been  engaged  in  making  local  surveys  and  had 
charge  of  the  works  of  improvement  then  in  progress,  and  had  been 
so  engaged  for  a  number  of  years;  and  Capt.  W.  G.  Williams,  then  in 
charge  of  harbor  improvements  on  Lake  Erie,  with  station  at  Buffalo, 
was  directed  by  a  letter  of  ^M  ay  17, 1841,  to  take  charge  of  the  survey  and 
under  the  approimation  made  March  3,  previously.  A  few  years  tliere- 
after  the  office  was  removed  to  Detroit,  Mich.,  where  it  remained  until  the 
field  work  of  the  survey  was  completed  in  1882,  and  that  place  has 
since  remained  the  point  for  the  distribution  of  the  charts  of  the  lakes. 

From  1841  the  survey  of  the  lakes  was  carried  on  under  the  follow- 
ing appropriations; 


Mar. 
May- 
Mar. 
June 
Mar. 
Aug. 
Aug. 
Mar. 
Sept. 
Mar. 
Aug. 
Mar. 
Aug. 
Mar. 
Aug. 
Mar. 
-Tune 
Mar. 
June 
Mar. 
July 
-Feb. 


3,1841 $15,000 


20,000 
30,000 
20,000 
20,000 
25,000 
25,000 
10,000 
25,000 
25,000 
25.000 
50,000 
50,000 
50,000 
50,000 
50,000 
75,000 
75,000 
75,000 
75,000 

5,1862 105,000 

9,1863 106,879 


18,1842. 

1,1843. 
17,1844. 

3,1845. 

8,1846. 
12,1848. 

3,1819. 
28, 1&50. 

3,1851. 
30,1852. 

3,1853. 

5,1854. 

3,1855. 
30,  1856. 

3,1857. 
12,1858. 

3,1859. 
21, 1860. 

2,1861. 


July 
Feb. 
June 
Mar. 
July 
Mar. 
July 
Mar. 
June 
Mar. 
June 
Mar. 
July 
Mar. 
June 
Mar. 
June 
Mar. 
Aug. 


2,1864 $100,000 

28,1865 125,000 

12,1866 50,000 

2,1867 155,000 

20,1868 75,000 

3,1869 100,000 

15,1870 100,000 

3,1871 175,000 

10,1872 175,000 

3,1873 175,000 

23,1874 175,000 

3,1875 150,000 


31,1876. 

3,1877. 
20,1878. 

3.1879. 
16,1880. 

3,1881. 

7,1882. 


84,000 
94,500 
49,500 
85,000 
40,000 
18,000 
12,000 


Total 2,939,879 

Digitized  by  VjOOQIC 


438 


BEPOET   OF  THE  CHIEF   OF   ENCUKEEBS,  U.  8.  ABUT. 


The  field  work  of  the  survey  being  completed,  the  office  of  th«  survey 
was  closed  in  August,  1882,  and  the  records  transferred  to  this  office. 
The  printing  of  the  final  report  was  completed  iu  November,  1882. 
Work  in  connection  with  the  engraving  and  printing  of  the  charts  still 
remained,  but  of  the  appropriation  of  $12,000  lust  above-mentioned 
$2,382.32  was  returned  to  the  surplus  fund  of  the  Treasury. 

At  that  time  the  charts  were  perfected  to  the  full  needs  of  navigation 
under  the  then  existing  conditions. 

From  the  completion  of  the  field  work  to  the  present  time  the  following 
appropriations  have  been  made,  which  have  been  applied  to  printing, 
electrotyping,  and  issuing  charts  for  the  use  of  navigators : 


Mar.3,  1883 $3,000 

July  7,  1884 3,000 

J«ar.3,  1885 3,000 

Aug.  4,  1886 2,000 

Mar.  3,  1887 2,000 

Oct.  2,  1888 2,000 

Mar.  2,  1889 2,000 


Aug.  30,  1890...- $2,000 


Mar. 
Aug. 
Mar. 
Aug. 


3,  1891 2,000 

5,  1892 2,000 

3,  1893 2,000 

18,  1894 2,000 


Total 27,000 


To  June  30,  1894,  the  aggregate  of  $8,719.85  hius  been  turned  into  the 
Treasury  j&-om  the  sale  of  charts.  Up  to  February  20, 1890,  charts  to 
vessels  navigating  the  Great  Lakes  were,  by  regulation,  issued  free, 
not  to  exceed  one  set  to  each  vessel ;  charts  to  other  parties  to  be  sold 
at  30  cents  each.  From  and  after  that  date  no  more  free  issue  was 
made,  and  charts  were  sold  at  30  cents  each,  this  price  continuing  until 
July  10,  1890,  since  which  date  the  price  has  been  20  cents  for  the 
regular  series. 

Because  of  the  phenomenal  increase  of  commerce  on  the  lakes,  and 
under  the  stimulus  of  the  increased  depth  made  practicable  through 
the  St.  Marys  liiver  by  the  completion  of  the  new  lock  and  the  increase 
of  depth  obtained  by  the  improvements  made  in  the  chauuel;^  of  the 
rivers  and  in  the  harbors  of  the  lakes,  the  draft  of  lake  vessels  has 
steadily  increased,  and  therefore  the  interests  of  navigation  have 
required  reexamination  of  certain  shoaler  areas  sufficiently  surveyed 
and  charted  for  the  older  conditions  of  a  12.foot  navigation. 

In  1887  a  vessel  struck  on  a  shoal  and  in  14  feet  of  water  where  22 
feet  was  shown.  This  obstruction  was  found  to  have  been  a  detached 
bowlder  about  G  by  4  feet  on  top,  and  this  occurrence  suggested  the 
desirability  of  having  funds  avaihible  for  limited  surveys  in  such  cases 
as  this  and  for  keeping  the  charts  in  all  respects  up  to  date.  Accord- 
ingly an  estimate  of  ^10,000  was  submitted  with  the  Annual  Report  of 
1887,  which  estimate  was  repeated  tV)r  the  Annual  Report  of  1888.  An 
appropriation  of  $5,000  was  made  March  2, 1889, for  "surveys,  additions 
to,  and  correcting  engraved  plates."  This  and  succeeding  appi*opria 
tions  for  the  same  purpose  to  date  are  as  follows: 


Mar.    2,1889 $5,000 

Aug.  30,  1890 10,00U 

Mar.    3,  1891 10,000 

Aug.    5,1892 5,C00 


Mar.    3,1893 $25,000 

Aug.  18,  1894 25,000 

Total 80,000 


Under  these  appropriations,  reexaminations  have  been  made  of  vari- 
ous localities,  as  shown  by  the  annual  reports,  and  quite  extensive 
reexaminations  are  now  under  way  on  the  St.  Marys  and  St.  Lawrence 
rivers. 
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Under  the  supervision  of  thift  office,  and  during  the  fiscal  year,  addi- 
tions have  been  made  to  the  engraved  copperplates  of  charts  of— 


Iiako  Superior,  Kos.  1  and  3. 
Ontonagon  Harbor,  Lake  Superior. 
River  Ste.  Marie,  No.  1. 
Straits  of  Mackinac. 
North  end  of  Lake  Michigan. 
South  end  of  Lake  Michigan. 
North  end  of  Green  Bay. 
South  end  of  Green  Bay. 
Coast  chart.  No.  1,  Lake  Michigan. 
Coast  chart,  No.  3,  Lake  Michigan. 
Coast  charts  No.  4,  Lake  Michigan. 
Coast  chart,  No.  5,  Lake  Michigan. 
Coast  chart,  No.  6,  Lak'o  Michigan. 
Coast  chart,  No.  7,  Lake  Michigan. 
Const  cliart,  No.  9,  Lcako  Michigan. 
Lake  Huron. 


Prcsqu'  Ho    and    Middle    Island,  Lak» 

Huron. 
Saginaw  Bay,  Lake  Huron. 
Saginaw  River. 
South  end  of  Lake  Huron. 
Detroit  River. 
Lake  Erie. 

Coast  chart,  No.  1,  Lake  Eri:*.. 
Coast  chart.  No.  4,  Lake  Erie. 
Coast  chart,  No.  5,  Lake  Erie. 
Coast  chart.  No.  7,  Lake  Erio. 
Lake  Ontario. 

Coast  chart.  No.  3,  Lake  Ontario.       • 
Coa.st  chart,  No.  4,  Lake  Ontario. 
St.  Lawrence  River,  No.  4. 
St.  Lawrence  River,  No.  f. 


New  electrotypes  of  the  following  plates  have  been  made: 


St.  Lawrence  River,  No.  1. 


Saginaw  Kiver. 


has 


A  chart  of  the  Lake  Front,  Chicago,  111.,  on  a  scale  of  1 :24000 
been  prej^ared  and  is  now  in  the  hands  of  the  photolithographcr. 

Dming  the  year,  4,931  charts  were  distributed  under  the  supervision 
of  Col.  O.  M.  Poe,  Corps  of  Engineers,  at  Detroit,  Mich.  Of  these 
4,542  were  sold  at  20  cents  each,  26  at  10  cents  each,  and  3  at  5 
cents  each.  In  addition,  44  charts  were  sold  from  this  office  at  20  cents 
each^  and  42  from  the  office  of  Capt.  W.  L.  Marshall,  Corps  of 
Engineers,  at  Chicago,  111.,  at  5  cents  each.  The  total  amount  received 
from  the  sale  of  charts  was  $922.05,  wliich  has  been  turned  into  the 
Treasnry.  The  total  appropriation  for  printing  and  distributing  these 
charts  was  only  $2,000.  Were  it  not  for  the  fact  that  the  distribution 
is  made  from  an  office  already  organized  for  river  and  harbor  work, 
the  necessary  supply  of  charts  could  not  be  printed  and  distributed  for 
60  small  an  appropriation. 

Under  the  direction  of  Col.  O.  M.  Poe,  Corps  of  Engineers,  extensive 
alterations  are  being  made  to  Chart  No.  1,  St.  Marys  River,  showing 
section  1  of  tlie  20  and  21  foot  channel  and  the  Hay  Lake  iini)rove- 
ment.  For  this  purpose  the  clifirt  is  being  extended  so  as  to  take  in 
Middle  Neebish.  The  head  of  Collingwood  Channel  is  also  to  be  added 
to  this  chart.  The  cities  of  Sault  Ste.  Marie,  Michigan  and  Ontario,  are 
to  be  reduced  from  the  field  sheets  of  the  resurvey  of  St.  Marys  Kiver, 
1893.  The  alterations  in  this  chart  are  very  nearly  completed.  Work 
wjis  also  commenced  on  the  combined  chart  of  Lake  Superior  and  the 
following  progress  made:  Completed  845  miles  of  inshore  and 
onshore  hydrography;  800  miles  of  shore  line  with  the  adjoining 
toi)ography,  3  to  5  miles  hack  from  sliore.  In  addition  to  the  above 
the  topography  on  the  eastern  end  of  Lake  Superior  and  on  both  sides 
of  St.  Marys  Kiver  from  Point  Iroquois  and  Gros  Cap  to  Little  Kapids 
was  redu(!ed  from  the  resurvey  of  St.  Marys  Kiver,  1893,  and  inked  in. 

During  the  fiscal  year  surveys  and  examinations  were  in  i)rogress  as 
follows : 

Resurvey  of  St.  Marys  River j  from  Whitefish  Bay  to  Detour  Light- 
house.— This  survey  is  being  executed  under  the  supervision  of  Col.  O. 
M.  Poe,  Corps  of  Engineers.  The  following  work  was  done  during  the 
fiscal  year:  Observations  and  computations  for  longitude  and  compu- 
tations for  latitude  were  completed.  The  triangulation  connecting  the 
triangiilation  of  Lake  Superior  with  that  of  the  Straits  of  Mackinac 
was  practically  planned.    Some  changes  may  be  necessary.    Eighteen 
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primary  and  12  secoudary  stations  were  built  and  the  necessary  lines 
of  sight  cut.  The  angles  at  11  stations  were  measured.  About  90 
square  miles  of  topography  were  completed.  The  completed  triangula- 
tiou  and  the  tertiary  triangulation  of  the  St.  Marys  Eiver  survey  were 
adjusted  and  the  geodetic  coordinates  of  the  stations  computed. 

Enough  data  is  now  on  hand  to  permit  the  publication  of  Chart  No. 
3  St.  Marys  Eiver,  with  the  exception  of  the  hydrography.  The  sur- 
veys incident  to  the  improvement  of  the  ship  channel  will  ftirnish  this 
data. 

(See  Appendix  D  D  D  1.) 

Reexamination  of  8t.  Laicrence  River. — Work  has  been  carried  on  by 
Caj;)t.  Smith  S.  Leach,  Corps  of  Engineers,  under  an  allotment  of  $4,276 
from  the  appropriation  for  survey  of  Northern  and  Northwestern  lakes, 
this  allotment  being  based  on  the  estimated  cost  of  a  resurvey  of  the 
main  ship  channel  for  a  width  of  2,000  feet  from  Lake  Ontario  to  the 
foot  of  the  Brockville  Narrows  at  Morriatown,  a  distance  of  40  miles. 
Owing  to  the  very  uneven  conformation  of  the  bed  of  this  part  of  the 
river,  the  method  of  isolated  soundings  heretofore  employed  in  all 
hydrbgraphic  surveys  of  a  general  character  was  inherently  defective 
and  several  shoals  not  disclosed  by  the  original  survey  had  been 
reported.  It  was  desired  to  examine  the  part  of  the  channel  used  by 
deep-draft  vessels  under  such  conditions  as  to  leave  no  possibility 
of  points  of  rock  remaining  undiscovered  which  could  be  touched  by 
vessels,  and  it  was  decided  to  employ  the  method  of  continuous  sweep- 
ing, for  many  years  in  use  in  verifying  tlie  removal  of  rock  to  certain 
specified  planes,  but  never  before  adai)ted  to  use  on  such  a  large 
scale.  The  apparatus  devised  and  the  method  of  working  it  are 
described  in  a  general  way  only  in  the  report  of  Captain  Leach,  as 
the  work  remains  unfinished  and  some  details  will  be  modified  in  the 
future.  Prei)arations  were  begun  early  in  July,  and  the  party  reached 
the  point  of  beginning  at  Sister  Island  on  the  iilst.  The  work  was 
closed  on  September  19  at  the  head  of  Brockville  Narrows,  9J  miles 
from  the  point  of  beginning.  In  this  distance  14  new  shoals  were 
discovered. 

(See  Ap]>endix  D  D  D  2.) 

Continual  effort  has  been  made  to  keep  the  charts  up  to  date,  and  a 
very  considerable  number  have  been  corrected  during  the  year,  and  the 
special  examinations  nia<le  in  connection  with  river  and  harbor  work 
have  been  made  use  of  whenever  avaihible.  If  it  were  not  for  this 
collateral  assistance  a  number  of  very  important  charts  wonld,  owing 
to  lack  of  funds  to  make  surveys,  be  in  a  very  imperfect,  and,  in  some 
cases,  useless  condition. 

As  soon  as  the  funds  available  will  permit  it  is  proposed  to  prepare 
and  publish  general  charts  of  lakes  Sujjerior  and  .Michigan,  each  ou 
one  sheet,  tleie  being  a  great  demand  for  these  charts  at  present;  also 
to  prepare  and  publish  coast  charts  of  lakes  Huron  and  Superior  in 
order  to  complete  the  set  of  charts  of  the  lakes. 

These  projects  or  sometliing  of  a  similar  uatnre  will  have  to  be  car- 
ried out  if  the  charts  are  to  be  renderetl  of  the  greatest  service  to  navi- 
gators. The  work  already  done,  particularly  the  location  of  the  dan- 
gerous shoals  in  Lake  Erie,  has  fully  demonstrated  the  necessity  which 
exists  for  work  of  this  character.  The  lake  marine  is  of  txK)  great 
importanc**  to  the  country  at  large  for  any  effort  looking  toward  its  safety 
to  be  spared.  When  the  Government  sells  charts  to  navigators  these 
charts  should  embody  the  latest  and  most  accurate  information  con- 
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ceming  the  localities  to  which  they  refer,  and  everything  should  be 
done  to  render  navigation  safe  and  certain. 

The  low  water  of  recent  years,  combined  with  the  great  increase  in 
size  and  number  of  vessels,  has  resulted  in  the  larger  and  more  expen- 
sive vessels  discovering  dangers  previously  unknown,  and  discovering 
them  by  the  costly  proQiss  of  striking  them.  All  dangers  so  discovered 
should  at  once  be  surveyed  and  located  upon  the  charts,  in  order  to 
prevent  the  repetition  of  similar  accidents  at  the  same  point.  Locali- 
ties deemed  perfectly  safe  for  navigation  when  smaller  vessels  were 
used  are  now  regarded  with  suspicion  by  the  larger  vessels,  and  it  is 
essential  that  certain  special  areas  should  be  reexamined.    . 

St.  Marys  Kiver  is  one  of  the  localities  on  the  lakes  where  new  sur- 
veys are  essential  in  order  that  the  charts  may  be  rendered  of  the 
greatest  service;  the  surveys  upon  which  the  present  charts  are  based 
were  made  between  1853  and  1857,  and  since  that  time  the  region  tribu- 
tary to  the  river  has  undergone  an  enormous  development.  Nearly 
11,(K)0,000  tons  of  freight  now  pass  through  the  river  annually,  and 
extensive  works  of  improvement  have  been  completed  and  are  in  prog- 
ress. Since  the  original  surveys  were  made  the  draft  of  vessels  has 
increased  from  9^  and  12  feet  to  16  feet  and  will  shortly  be  increased  to 
20  feet.  The  river  is  a  difittcult  one  to  navigate  with  the  large  vessels  of 
the  present  time,  and  new  charts  are  absolutely  essential.  The  records 
of  the  former  survey  and  of  the  river  improvement  will  prevent  all 
duplication  of  work,  and  will  permit  the  survey  to  be  pushed  tocom- 
pletion  as  quickly  as  i)ossible. 

The  organized  districts  in  connection  with  river  and  harbor  work 
now  established  at  the  chief  cities  on  the  lakes  will  greatly  facilitate 
keeping  all  of  the  charts  up  to  date,  and  will  insure  the  maximum 
results  with  the  minimum  cost. 

In  view  of  the  great  importance  of  this  work  to  the  lake  marine  an 
appropriation  of  $50,000  for  surveys  and  other  expenses  connected 
with  correcting  and  extending  the  charts  of  the  Northern  and  North- 
western lakes  is  most  earnestly  recommended,  as  the  conditions  now 
existing  are  urgent  and  require  that  this  amount  sho.ld  be  available 
at  the  earliest  possible  moment,  and  an  appropriation  of  $3,000  is 
recommended  for  the  printing  and  distribution  of  the  charts. 

Annual  icater  levels  of  the  Northern  and  Northwestern  lakes. — A  table 
showing  the  monthly  means  of  water  levels  from  July  1,  1893,  to  June 
30,  1894,  at  Charlotte  and  Oswego,  Lake  Ontario;  at  Erie,  Ashtabula, 
Cleveland,  and  Monroe,  Lake  Erie;  at  Milwaukee,  Lake  ^lichigan;  at 
Escanaba,  Green  Bay  (no  observation  being  made  at  this  latter  place 
from  December  16,  1893,  to  March  19,1894);  at  Sand  Beach,  Lake 
Huron,  and  at  Sault  Ste.  Marie  and  Marquette,  Lake  Superior,  being 
in  continuation  of  that  published  in  the  Annual  liei)ort  of  the  Chief  of 
Engineers  for  1893,  will  be  found  in  Appendix  D  D  D  3. 

CONSTRUCTION  AND   IMPB0VEM:ENT   OP  ROADS  AND   BRIDaES  IN  YEL- 
LOWSTONE  NATIONAL   PARK. 

Officer  in  charge,  Maj.  William  A.  Jones,  Corps  of  Engineers;  Divi- 
sion Engineer,  Col.  O.  M.  Poe,  Corps  of  Engineers. 

This  work  has  been  in  the  charge  of  the  Engineer  Department  since 
1883. 

The  project  embraces  a  belt  line  road,  commencing  at  Gardiner,  on 
the  north  boundary  line  of  the  park;  thence  to  Mammoth  Hot  Springs; 
thence  to  Upper  Geyser  Basin  via  Norris  Geyser  and  Lower  Geyser 
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basins;  thenco  to  tbe  oatlet  of  Yellowstouo  Lake  via  Shoshone  Lake 
and  the  west  arm  of  Yellowstone  Lake,  crossing  the  Continental  Divide 
of  the  Eocky  Mountains  twice;  thence  to  Yanceys  via  the  Falls  and 
Grand  Canyon  of  the  I'ellowstone  Kiver;  thence  to  Mammoth  Hot 
Springs,  completing  a  circuit  of  about  145  miles.  There  are  also 
included  in  the  project  a  road  from  the  west  boundary  line  of  the  Park 
to  intersect  the  road  along  the  Yellowstone  lUver,  between  the  lake 
outlet  and  the  falls,  via  Lower  Geyser  Basin :  a  road  from  Norris  Gey- 
ser Basin  to  the  Falls  of  the  Yellowstone;  a  road  from  Yanceys  to  the 
east  line  of  the  park,  and  short  branch  roads  to  ])oint8  of  interest, 
comprising  in  all  about  225  miles  of  new  roads,  with  necessary  bridges 
arid  culverts.    Estimated  cost,  as  revised  in  1S89,  8144,779.42. 

The  act  of  Congress  approved  March  3,  181)1,  changed  the  project  of 
that  part  of  the  belt  line  between  Lower  Geyser  Basin  and  Yellow- 
stone Lake  by  requiring  the  road  to  be  built ''  by  the  shortest  pra(;ti- 
cable  route"  from  Fountain  Geyser  to  the  Tliumb'of  Yellowstone  Lake. 
This  change  did  not  materially  affect  the  cost. 

The  act  of  Congress  approved  August  5,  1892,  a])propriate(l  $45,000 
and  provided — 

That  fifteen  thou-saml  tlolLira  of  this  amount,  or  so  much  thereof  a8  miy  he  neces- 
sary, may  be  expended,  in  the  discretion  of  the  Secretary  of  War,  for  the  construc- 
tion of  a  road  from  the  Upper  Geyser  Basin  to  a  point  on  Snake  River  where  it 
crosses  the  southern  honndiiry  of  the  park. 

This  act  has  been  construed  as  the  wish  of  Congress  tt)  modify  the 
l)roject  by  adding. about  33 J  miles  of  roads,  which  will  considerably 
increase  the  estimated  cost  made  in  1889. 

One  hundred  and  thirty-five  miles  of  main  road  and  35  miles  of  side 
road  remained  to  be  built  June  30,  1893.  The  estimated  c:)st  of  this 
unfinished  work  was  $410,100. 

At  the  beginning  of  the  year  roads  had  been  opened  up  which 
enabled  tourists  to  visit  Mammoth  Hot  Springs,  Norris  Geyser  Biisin, 
Lower  Geyser  Basin,  Upper  Geyser  Basin,  Yellowstone  Lake,  the  Falls, 
and  upper  end  of  the  Grand  Canyon  of  the  Yellowstone  River.  Total 
amount  expended  upon  tbe  project  since  commencement  of  work  in 
1883  to  June  .30,  1893,  including  outstanding  liabilities,  $373,779.42. 

During  the  past  year  the  bulk  of  the  work  has  been  in  repair  and 
improving  the  constructhm  of  existing  roads.  The  new  road  from  West 
Thumb  of  Yellowstone  Lake  toward  south  boundary  of  the  Park  was 
cleared  and  grubbed  to  a  point  15J  miles  distant  from  the  lake.  The 
new  roads  at  Norris  and  Fountain  Geyser  basins  were  completed.  Tlie 
beach  road  along  Yellowstone  Lake  was  placed  in  a  i)assable  condition. 
The  new  road,  1  mile  long,  at  the  t)pi)er  Falls  of  the  Yellowstone 
River  was  completed,  except  the  wooden  an^h  over  the  ravine;  the  latter 
is  almost  ready  for  travel  over  it.  About  two  weeks'  work  will  finish 
it.    The  road  to  Inspiration  Point  commenced  last  year  was  (completed. 

Anionnt  expended  during  fiscal  year  ending  June  30, 1894,  including 
outstanding  liabilities,  $36,000. 

July  1,  18i)3,  hahinco  unexpended $38,810.56 

June  30,  1894,  amuiiut  expended  during  fiscal  year 37, 170. 41 

July  1,  1894,  balance  unexpended 1, 640. 15 

July  1,  1894.  outstanding?  liabilities 1,640.15 

Amount  approj)riateil  by  act  ot*  Augnst  18,  1894 30, 000. 00 

Amount  available  for/iscal  year  ending  June  30,  1895 30,000.00 

Amount  (estimatod)  required  for  completion  of  existing  project *130, 000.00 

(See  Appendix  E  E  E.) 

^According  to  estimate  of  1889,  which  was  too  low. 
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MILITARY  AND   OTHER  MAPS. 

The  following  map?  and  plans  have  been  photolithographed  and  an 
edition  printed : 

Map  of  modification  of  the  pierhead  and  bulkhead  lines  for  the  north 
shore  of  the  East  River  from  Oak  Point  to  Hunts  Point,  l^ew  York 
City,  N.  Y. 

General  and  detail  drawings  of  the  gates  of  the  8(X)-foot  lock,  St. 
Marys  Falls  Canal,  Michigan,  in  14  sheets. 

RECONNAISSANCES  AND  EXPLORATIONS. 

The  following  officers  have  been  on  duty  at  the  headquarters  of  the 
military  departments  engaged  in  preparing  such  maps  and  making 
such  surveys  as  were  required  by  their  respective  commanding  of&cers: 

Lieut.  Cassius  E.  Gillette,  Corps  of  Engineers,  at  headquaiters, 
»  Department  of  the  Missouri,  to  August  26, 1893,  since  which  date  Capt. 
William  L.  Marshall,  Corps  of  Engineers. 

Maj.  Tully  McCrea,  Fifth  \J.  S.  Artillery,  at  lieadquarters,  Depart- 
ment of  the  Columbia. 

Lieut.  Charles  G.  Lyman,  Second  U.  S.  Cavalry,  at  headquarters. 
Department  of  California. 

Capt.  William  L.  Marshall,  Corps  of  Engineers,  engineer  officer, 
Department  of  the  Missouri,  reports  that  no  field  work  has  been  done 
during  the  year;  that  the  office  work  has  consisted  in  the  preparation 
of  maps,  tracings,  reproductions,  etc.,  mounting,  correcting,  and  issuing 
maps;  and  that  contour  maps  have  been  or  will  be  made  of  the  post« 
of  Forts  Leavenworth,  Mackinac,  Sill,  Sui^ply,  and  Wayne. 

(SeeAppendixFFFl.) 

Maj.  Tully  McCrea,  Fifth  U.  S.  Artillery,  acting  engineer  officer, 
Department  of  the  Columbia,  reports  that  field  operations  have  con- 
sisted in  minor  surveys  for  the  improvement  of  the  drainage  system 
and  rifle  raiigeat  Vancouver  Barracks,  and  the  survey  of  roads  through 
and  adjacent  to  the  Vancouver  Barracks  military  reservation;  that 
surveys  are  being  made  to  obtain  data  for  the  preparation  of  contour 
maps  of  the  posts  of  Forts  Townsend,  Sherman,  Walla  Walla,  and 
Spokane,  and  that  the  office  work  has  consisteil  in  the  revision  of  the 
department  map,  collecting  information  in  regard  to  the  Indian  and 
military  reservations  in  the  department,  the  preparation  of  maps,  plans, 
tracings,  solar  prints,  and  plats,  and  mounting  and  issuing  maps. 

(See  Api>endix  F  F  F  2.) 

Lieut.  Charles  G.  Lyman,  Second  U.  S.  Cavalry,  in  charge  of  engineer 
office,  Department  of  California,  rejwrts  that  the  office  work  has  involved 
the  preparation  of  original  drawings,  tracing  and  blue  printing  of  maps, 
etc.,  mounting  arid  distribution  of  maps,  the  care  and  preservation  of 
surveying  in^^truments  in  store,  and  issuing  the  same  to  the  different 
posts,  to  troops  in  the  field,  ami  to  the  quartermaster's  department. 
No  field  work  of  any  importance,  with  the  exception  of  the  survey  of  a 
road  on  the  Presidio  lleservation  for  the  depot  quartermaster,  has  been 
entered  into  during  the  year. 

(See  Appendix  F  F  F  3.) 

ESTIl^ATES  FOE  AMOUNTS  REQUIRED  FOR  SURVEYS  AND  RECONNAIS- 
SANCES IN  MILITARY  DEPARTMENTS,  AND  FOR  MAPS,  INCLUSIVE 
OF  WAR  MAPS. 

For  military  surveys  and  reconnaissances  and  surveys  of  military 
reservations  by  the  engineer  officers  attached  to  the  several  headquar- 
ters of  military  departments,  being  an  average  of  $2,142.80  for  each  of 
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seven  military  departments  west  of  the  Mississippi  Eiver,  $15,000;  for 
publication  of  nijips  for  use  of  the  War  Department,  inclusive  of  war 
maps,  $10,000;  total,  $25,000. 

Attention  is  specially  invited  to  this  estimate  for  appropriation  and 
to  the  important  uses  for  which  it  is  intended. 

At  the  headquarters  of  the  military  departments  west  of  the  Missis- 
sippi River  there  are  stationed  officers  of  the  Corps  of  Engineers,  or 
other  officers  detailed  to  act,  whose  duty  it  is  to  make  reconnaissances 
for  military  puii)oses,  to  make  such  surveys  aiid  prepare  such  maps  as 
may  be  required  by  their  respective  commanding  officers.  In  recent 
years  no  appropriations  have  been  made  for  these  purposes,  and,  conse- 
quently, these  officers  have  been  very  much  cramped  for  lack  of  the 
necessary  means,  and  the  usefulness  of  their  offices  has  been  very  much 
reduced  in  consequence.  The  maps  of  these  departments  are  constantly 
in  need  of  revision  and  additions,  which  the  officers  make  so  far  as  pos- 
sible, but  with  no  means,  even  for  the  purchase  of  paper,  their  eftbrts  • 
are  limited  in  results. 

Paragraph  383  of  the  Army  Regulations  requires  that  the  command- 
ing officer  of  each  post  where  there  are  fixed  batteries  bearing  upon  a 
channel  will  call  upon  the  Engiueer  Department  for  accurate  charts 
showing  the  soundings  to  the  extent  of  the  ranges  of  the  guns.  Galls 
upon  this  department  to  perform  its  duty  under  this  regulation  can  not 
be  honored  from  lack  of  means. 

Interest  in  the  war  maps  published  by  this  office  and  republished  by 
.virtue  of  the  sundry  civil  act  of  March  2, 1889,  continues  very  active. 
Of  the  1,100  copies  of  each  map  printed  under  the  act  alluded  to,  all 
tliousc  not  printed  in  this  office  (47  sheets)  have  been  exhausted  for 
some  time,  and  the  calls  for  them  can  only  be  honored  with  sets  defi- 
cient in  that  number  of  sheets. 

Besides  all  this,  there  is  much  information  in  this  office  relative  to 
military  geography  which  could  with  little  expense  be  made  available 
lor  the  information  of  ofticers  of  the  Army;  for  instance,  there  are  on 
the  office  files  detailed  maps  of  regions  of  Europe  which  may  become 
at  an  early  day  tlie  theaters  of  war,  and  it  w^ould  be  of  great  advan- 
tage to  the  service  if  such  information  as  tliese  maps  give  could  be 
made  available  for  the  study  of  officers,  especially  on  the  outbreak  of 
hostilities.  Were  the  means  provided,  this  office  would  be  glad  to 
compile  and  to  disseminate  the  information  on  its  files. 

It  is  the  policy  of  this  country  to  keep  a  standing  army  small  in  num- 
bers, but  it  is  its  expectation  that  it  should  be  a  highly  instructed  one, 
and  a  s.iiall  outlay  as  here  referred  to  will  be  conducive  to  that  end. 

Applications  from  officers  of  the  Army  have  been  received  for  maps 
of  certain  regions  of  Europe,  and  it  was  with  great  regret  that  this 
office  could  not  render  this  assistance  to  officers  desirous  of  improving 
themselves  professionally,  especially  when  the  material  was  on  its  files, 

OFFICE   OF   THE   CHIEF   OF  ENGINEERS. 

During  the  fiscal  year  ending  June  30,  1894,  th*e  following-named 
officers  were  on  duty  in  this  office  as  my  assistants: 

Maj.  Henry  M.  Adams,  Maj.  Thomas  Turtle,  a::d  Capt.  John  G.  D. 
Knight. 

Very  respectfully,  your  obedient  servant, 

Thos.  Lincoln  Casey, 
Brig.  Gen,y  Chief  of  Engineers, 
Hon.  Daniel  S,  Lamont, 

Secretary  of  War, 
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APPENDIX  No.  I. 


TORPEDO  SHED,  NEW  YORK  HARBOR. 


t 


report  of  lieut,  col.  henry  m.  robert,  corps  of  engineers, 
officer  in  charge,  for  the  fiscal  year  ending  june  so,  1894, 

Engineer  Office,  U.  S.  Army, 

J^ew  lorA-,  N.  T.,  July  9,  1894. 
General:  I  have  the  honor  to  trausmit  herewith  annual  reports 
upon  fortifications  and  other  works  of  defense  in  my  charge  for  the 
fiscal  year  ending  June  30, 1804.  •  •  * 

Very  respectfully,  your  obedient  servant, 

Henry  M.  Robert, 
Lieut  Col.j  Corps  of  Engineers. 
Brig.  Gen.  Thomas  L.  Casey, 

Chief  of  Engineers^  U,  S.  A. 


[Extract.] 


The  fireproof  storage  building  for  torpedo  material  was  in  progress 
at  the  beginning  of  the  fiscal  year,  the  concrete  foundation  and  about 
one-half  the  lower  storj'^  having  been  at  that  time  built. 

During  the  year  the  walls  have  been  completed,  the  iron  roof  put  on, 
doors  and  windows  and  their  shutters  placed,  and  the  board  fiooring 
laid  where  needed.  To  put  the  building  in  condition  for  service  there 
is  now  required  a  concrete  flooring,  the  machinery  for  handling  the 
mines,  and  a  small  amount  of  work  to  finish  incomplete  details,  all 
estimated  to  cost  $3,323.51. 
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COST   OP   TORPKIX)    BUILDING. 

Foundations. 

Excavation,  382  cubic  yards  earth,  at  $0.912147 $348. 44 

Concrete  masonry,  253  cubic  yards,  at  $8.02276 2, 029. 76 

Total...! 2,378.20 

Masonry  wall. 

Stonework,  granite  with  brownstone  backing,  472  cubic  yards,  at  $25.612. .  12,  088. 98 

Brickwork,  296.5  cubic  yards,  at  $12.985 '. 3,  85:).  04 

Total •. :^,D39.02 

Earth  embankment. 

Inside  filling  of  earth,  915  cubic  yards,  at  $0.3692 337. 88 

Grading  long  slope  behind  the  building 3ol.  35 

Terrace  beside  the  building 3'14. 10 

Gutters,  1,657  square  feet  cobblestone  paving,  at  $0.14337 237. 57 

Total 1,280.90 

Carpentei'  work. 

Windows  and  doors 607. 71 

Floors 530.59 

Total 1,138.30 

Iron  wark  of  roof,  windows j  etc. 

Contract  with  Manhattan  Supply  Company : 

Iron  roof  in  place 2,970.00 

4  double  iron  shutters 64. 80 

55  double  iron  window  shutters,  at  $7. 89 433. 95 

2  rolling  iron  doors,  at  $37. 40 74.80 

3,570.55 

Hardware,  etc 115. 85 

Total 3,686.40 

Snperintendcncef  office,  etc. 

Snperin tendence 1,  053. 26 

Legal  holidays 20i.  50 

Advertising 79.75 

Printing 12. 50 

Total 1,350.01 

Miscellaneous 5.03 

Expendible  material  on  hand 52. 70 

Grand  total 25,830.56 
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L  GUN  AND    MORTAR   BATTERIES-TORPEDO    SHED,  NEW  YORK   HARBOR. 


liEPORT  OF  LIEUT,  COL.  GEORGE  X.  GILLESPIE,  CORPS  OF  ENGINEERS, 
OFFICER  IN  CHARGE,  FOR  THE  FISCAL  YEAR  ENDING  JUNE  SO,  1894, 

IMPROVEMENTS. 

a.  Mortar  battery.  c.  Torpedo  shed. 

h.  Gun-lift  battery.  d.  Emplacement  for  lO-inch  gun. 


Engineer  Office,  U.  S.  Army, 

Neio  Yorlc^  N.  Y.,  July  2^  1894. 
General:  I  liave  the  honor  to  transmit  herewith  annual  reports, in 
duplicate,  for  the  fiscal  year  ending  June  30, 1894,  upon  fortifications 
in  my  charge. 

Very  respectfully,  your  obedient  servant, 

G.  L.  Gillespie, 
Lieut.  Col.j  Corps  of  Engineers. 
Brig.  Gen.  Thomas  L.  Casey, 

Chief  of  Engineers^  U.  8.  A. 


2  A. 

[Extract.] 
MORTAR  BATTERY  NO.  1. 

Under  sealed  proposals  opened  April  12, 1893,  the  following  material 
for  the  construction  of  mortar  platforms  has  been  purchased: 

1.  From  Waldo  &  Stout,  Bridgeport,  Conn. : 

384  aluminium  bronze  bolts,  at  29|^  cents  per  pound. 

384  phosphor  bronze  washers,  at  22^  cents  per  pound. 

384  steel  nuts  (for  above  bolts),  at  57 J  cents  each. 

256  wrought  iron  anchor  bolts,  with  hexagonal  nuts,  at  39  cents  each. 

The  aggregate  cost  of  the  above  nuts  and  bolts  for  sixteen  platforms- 
is  $7,085.75. 

2.  From  Casey  &  Sherwood,  Groton,  Conn.: 
For  sixteen  sets  of  eight  stones  each,  or  2,126  cubic  feet  granite  rings  (which  form 
the  upper  surface  of  the  mortar  platforms  and  the  seat  of  the  base  ring  of  tho 
mortar  carriage),  at  $319  for  one  set,  equivalent  to  $2.4007  per  cubic  foot. 
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Under  sealed  proposals  opened  November  6,  1893,  a  bid  for  furnish- 
ing steel  jam  nuts  for  the  holding-down  bolts  was  accepted  from  Wil- 
liam Gaskell  &  Sons,  Brooklyn,  N.  Y.,  for 

192  hexagonal  bIcoI  jam  nuts^2|^  inches  by  three-fourths  of  an  inch  deep^  1|  inches 

opening,  at  22  cents  each. 
192  hexagonal  steel  jam  nuts,  2^  inches  by  1  inch  deep,  1^  inches  opening,  nt  22 

cents  each. 

All  deliveries  under  the  above  agreements  have  been  completed. 

During  the  year  the  masonry  of  the  battery,  including  the  counter- 
scarp wall,  has  been  complete<l,  except  the  iioor  of  the  southern  trans- 
verse gallery  (about  23.5  cubic  yards). 

An  ammunition-service  track,  3  feet  gauge,  of  girder  rails,  70  pounds 
per  yard,  has  been  laid  in  the  galleries  and  along  the  rear  of  the  mor- 
tar pits  as  far  as  the  floor  construction  has  been  carried.  Turntables 
are  set  at  the  intersections  of  the  galleries  and  at  the  entrances  to  the  pits 
in  the  west  ditch.  At  the  latter  points  this  track  connects  with  a  track 
through  the  main  entrance  of  the  battery,  extending  to  the  Engineer 
Wharf. 

Bullet-proof  doors  have  been  provided  and  hung  at  the  main  entrance 
and  at  each  of  the  counterscarp  galleries.  The  sand  filling  of  the  main 
parapet  has  been  completed ;  the  embankment  outside  the  counterscarp 
wall  has  been  completed,  except  along  the  south  side,  where  the  battery 
is  not  exposed,  and  which  it  was  thought  best  to  leave  until  the  more 
essential  work  was  done. 

The  total  amount  of  masonry  in  place  is  29,676  cubic  yards,  which, 
with  255  cubic  yards  still  to  be  placed  in  the  platform  foundation  and 
the  floors  of  the  south  pits,  and  in  the  floor  of  the  south  trans- 
verse gallery,  makes  the  total  quantity  in  a  complete  battery  of  this 
type  29,931  cubic  yards. 

The  total  amount  pf  sand  excavated  and  placed  in  the  main  i)arapet 
and  counterscarp  embankment  is  157,539  cubic  yards.  Of  this  amount 
7,194  cubic  yards  were  rearrangement  of  sand  previously  placed,  caused 
by  the  action  of  the  wind.  The  total  quantity  in  the  completed  battery 
is  therefore  150,345  cubic  yards. 

MORTAR   PLATFORMS. 

When  the  work  of  construction  of  this  battery  began  in  November, 
1890,  no  carriage  for  the  mortar  had  been  adopted  by  the  Government, 
and  therefore  no  studies  had  been  made  for  the  requisite  platforms. 

A  suitable  carriage,  called  the  spring-return  carriage,  having  been 
adopted  early  iu  1892,  ]>lans  for  the  platforms  were  proposed  by  The 
Board  of  Engineers,  and  approved  by  the  Chief  of  Engineers  March 
10, 1893,  which  contemplated  the  formation  of  circular  wells  of  concrete, 
4  feet  11  inches  interior  radius  and  12  inches  deep,  faced  with  granite 
blocks,  which  had  an  extreme  rise  of  15  inches.  The  thickness  of  the 
concrete  forming  the  bottom  of  the  well  was  3  feet  lOJ  inches  at  the 
center,  and  4  feet  on  the  i>eriphery. 

As  the  water  penetrated  the  surrounding  sand  under  ordinary  con- 
ditions to  the  height  of  4  feet,  approximately,  above  mean  low  water, 
and  the  lower  surface  of  concrete  was  projected  to  be  laid  at  2  feet  3^ 
inches  above  mean  low  water,  the  practicability  of  excavating  the 
inclosed  sand  economically  without  injury  to  the  breast-height  walls  of 
the  pits,  located  at  5  feet  above  mean  low  water,  which  had  already 
been  built,  became  a  problem  of  serious  import. 
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The  work  of  excavatinff  for  these  foundations  began  early  in  July, 
1893.  The  sum  of  $20,000  hacl  been  allotted  for  the  construction  of 
eight  platforms,  but,  owing  to  the  success  of  the  method  employed  for 
sinking  the  foundations,  this  sum  proved  to  be  greatly  in  excess  of  that 
required  for  eight  platforms,  and  work  was  carried  on  on  the  entire 
sixteen. 

The  method  adopted  was  proposed  by  Mr.  J.  H.  Casey,  assistant 
enginee5.  It  consisted  in  draining  the  sand  in  the  vicinity  of  the  exca- 
vation by  pumping  from  well-points  distributed  over  the  area  and  con- 
nected with  a  single  pump. 

The  fresh-water  supply  for  the  construction  plant  on  the  work  is  from 
such  a  system,  and  experiments  in  this  direction  showed  the  practica- 
bility of  lowering  the  level  of  the  water  in  their  vicinity  by  continuous 
pumping,  and  also  furnished  data  as  to  the  size  of  plant  required  for 
the  work  proposed. 

Work  was  confined  to  a  single  pit  at  a  time,  the  entire  plant  being 
removed  and  transferred  as  required.  For  the  two  northern  pits  12 
well-points  were  used,  located  as  shown  in  the  drawing,  fig,  1.  The 
wells  were  IJ  inches  in  diameter  and  driven  to  about  2  feet  below  mean 
low  water.  They  were  connected  together  at  the  upper  end  and  to 
the  pump  by  a  line  of  pipe  5  inches  in  diameter  at  the  pump  and 
diminishing  to  IJ  inches  at  the  extremities.  The  pump  used  was  a 
Blake  tank  pump,  with  a  12-inch  stroke,  an  8-inch  water  cylinder,  and 
a  5-inch  suction,  which,  at  a  speed  of  100  strokes  per  minute,  gavQ  a 
capacity  of  about  260  gallons  per  minute.  It  discharged  through  the 
main  drain  from  the  pit  into  the  general  drainage  system  of  the  battery. 
The  pump  was  one  that  was  on  hand  here,  having  been  purchased  for 
general  use.  Steam  was  supi)lied  from  the  20- horse-power  boiler  of  a 
double  drum  hoisting  engine  on  the  work. 

Water  gauges,  to  determine  the  effect  of  the  pumping  and  the  area 
drained,  were  located  as  indicated  on  fig.  2  of  the  accompanying  draw- 
ing, one  in  the  northeast  pit,  two  in  the  northwest  pit,  one  in  the  ditch 
near  the  entrance  to  the  north  pits,  and  a  fifth  (not  shown  on  the  draw- 
ing) in  a  sand  pit  about  200  feet  south  of  the  battery,  where  it  would 
be  well  beyond  the  effect  of  the  pump.  These  gauges  consisted  of  well- 
points  driven  in  the  usual  way  and  provided  with  interior  cylindrical 
tionts  of  tin.  The  elevation  of  the  water  was  indicated  by  the  upi)er 
extremity  of  an  upright  rod  fastened  to  the  float  and  moving  over  a 
vertical  scale,  the  zero  of  the  scale  corresponding  to  mean  low  water. 
During  the  pumping  for  the  two  north  pits,  readings  were  taken  on  the 
gauges  every  hour  and  the  result  recorded.  The  record  made  during 
the  pumping  for  the  northwest  pit  is  given  below,  to  show  the  local  effect 
of  the  pumping.  The  pump  was  started  at  10  p.  m.  August  9,  and  ran 
with  but  slight  intermission  until  2:40  p.  m.  August  11,  when  the  con- 
crete foundation  was  high  enough  to  be  out  of  danger  from  submergence. 

At  8  a.  m.  August  10,  the  water  was  found  to  be  low  enough  to  admit 
of  excavation,  and  the  work  was  accordingly  begun  and  carried  on  as 
rapidly  as  the  lowering  of  the  water  would  admit.  Concrete  was  placed 
as  fast  as  the  excavation  was  ready,  the  pump  being  worked  continu- 
ously until  2 :40  p.  m.  August  11,  when  the  concrete  was  up  to  elevation 
4:2. 
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Gaugo  readings. 

Date. 

Time  of  day. 



- 

Kemarks. 



I. 

II. 
Feet, 

IV. 

V. 

Feet. 

Feet. 

Feet. 

Aug.    9 

10  p.m 

4.02 

4.03 

4.01 

Gauge  III  ^v-as  cot  read. 

11  p.m 

4.11 

5.05 

4.02 

12  p.m 

3.09 

2.10 

4.02 

Aug.  10 

1  a.  m 

3.29 

2.74 

4.02 

2  a.m 

3.33 

2.05 

4.02 

3  a.  m 

3.07 

2.03 

4.02 

Stopped  pump  3.30. 

• 

4  a.  m 

3.75 

2.25 

4.01 

Started  pump  4.10. 

5  am 

3.30 

2.02 

4.02 

Stopped  5.10 

6  a.m 

3.22 

3.25 

4.06 

Started  6.25 

7  a.  m 

3.70 

2.20 

4.20 

8  a.  m 

3.65 

1.92 

4.20 

Excavating  for  platforms  began. 

9  a.  m 

3.60 

1.92 

4.20 

4.05 

10  ft.m 

3.67 

1.87 

4.20 

4.05 

11  am 

3.56 

1.86 

4.10 

.  4.07 

12  m 

3.54 

1.84 

4.09 

4.07 

1  p.m 

3.53 

1.80 

4.06 

4.03 

2  p.m 

3.52 

1.82 

4.06 

4.03 

3  p.m 

3.51 

1.70 

4.05 

4.04 

4  p.m 

3.50 

1.82 

4.05 

4.04 

5  p.m 

3.05 

1.08 

4.05 

4.03 

6  p.  m 

3.04 

1.07 

4.05 

4.03 

7  p.m 

3.04 

].07 

4.00 

4.06 

8  p.m 

3.04 

1.07 

4.00 

9  p.m 

3.04 

1.07 

4.00 

4.06 

10  p.m 

3.04 

1.00 

4.00 

Stopped  at  10. 

11  p.m 

3.04 

2.02 

4.00 

Started  at  11. 

12  p.  m 

3.04 

1.09 

4.00 

Aug.  11 

1  a.m 

3.04 

1.08 

4.00 

4.06 

2  a.  m 

3.04 

1.08 

4.00 

3  a.  m 

3.04 

1.00 

4.00 

4.06 

4  a.  m 

3.04 

1.00 

4.00 

5  a.m 

3.38 

2.00 

4.00 

6  a.m 

3.38 

2.05 

3.98 

3.08 

7  a.m 

3.38 

2.00 

4.00 

8  a.  m 

3.42 

1.00 

3.98 

0  a.m 

3.42 

1.95 

3.98 

3.98 

10  a.  m 

3.42 

1.80 

3.98 

11  a.m 

3.42 

1.90 

3.98 

12  m 

3.42 
3.44 

1.90 
1.90 

3.98 
3.98 

3.98 

1  p.  m 

2  p.m 

3.44 

1.95 

3.98 

4.05 

Pump  stopped  at  2.40  p.  m. 

3  p.m 

3:30  p.m 

3.44 

2.10 

3.96 

4.40 

4.40 

4.40 

5  p.m 

3.55 

3.30 

3.96 

4.05 

The  draining:  of  the  pit  in  this  way  left  the  sand  free  from  water, 
but  damp  enough  to  stand  vertical  under  the  wall  of  the  pit,  enabling 
the  cpn Crete  to  be  put  in  against  it  without  forms.  Wooden  forms  were 
used  for  the  concrete  of  the  platforms  except  where  it  came  under  the 
footing  of  the  wall.  No  special  care  was  taken  to  preserve  the  well- 
points  that  came  within  the  concrete,  but  they  were  afterwards  with- 
drawn, only  two  being  lost  in  the  operation. 

The  plan  worked  well  from  the  first,  and  no  unforeseen  difficulties 
were  met  witli.  At  the  time  of  the  excavating  for  the  south  pits,  on 
October  9,  the  general  level  of  the  water  in  the  soil  was  higher,  being 
about  4.8  feet;  in  addition  to  this  fact,  a  bed  of  coarse  gravel  about  3 
feet  thick  underlying  the  foundations  allowed  the  water  to  flow  in  the 
soil  more  readily,  and  the  one  pump  was  found  to  be  insufficient.  In 
the  southeast  pit  twelve  hours  continuous  pumping  lowered  the  water 
onl}'^  1.2  feet.  It  was  therefore  thought  best  to  increase  the  plant  by  a 
second  smaller  immp,  connected  to  six  well-points  distributed  over  the 
center  of  the  area  to  be  drained,  before  beginning  work.  Even  with  this 
additional  power  headway  was  made  but  slowly  against  the  water,  and 
so  the  pumps  were  run  continuously  from  3  p.  m.  October  9,  to  1  p.  m. 
October  11,  before  it  was  deemed  safe  to  stop  the  small  pump;  the  large 
punij)  was  continued  until  noon  of  October  12,  It  should  be  stated 
that  the  insufficiency  of  the  increased  plant  was  probably  partly  due  to 
the  inability  of  the  boiler  to  supply  sufficient  steam  for  both  pumps. 
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The  bolts,  24  iu  number,  that  hold  the  roller  path  to  the  platform, 
extend  entirely  through  the  concrete  foundation,  where  they  are  held 
at  the  bottom  by  wavshers.  As  the  setting  of  these  bolts  is  an  opera- 
tion requiring  great  accuracy,  it  was  thought  best  not  to  attempt  it 
while  the  foundations  were  being  put  in;  and  their  subsequent  setting 
and  adjustment  was  provided  for  in  the  following  manner:  At  the 
bottom  of  the  excavation,  and  about  where  the  head  of  each  bolt  would 
come,  was  placed  a  small  layer  of  concrete  about  2  feet  in  disimeter  and 
6  inches  thick  (fig.  4).  This  was  rammed  in  place,  and  an  empty 
cement  barrel  inverted  over  it.  The  foundation  was  carried  up  around 
these  barrels,  thus  leaving  holes  18  inches  in  diameter  that  allowed  a 
large  latitude  in  setting  the  bolts.  The  upper  head  being  left  in  the 
barrel  kept  the  hole  clear  during  the  progress  of  the  work  and  until 
the  time  came  for  setting  the  bolts.  The  concrete  at  the  bottom  of  the 
hole  kept  the  sand  from  flowing  in  when  pumping  was  stopped,  and 
also  served  as  a  support  for  the  head  of  the  boll  during  the  operation 
of  setting. 

Fig.  3  shows  the  method  used  for  setting  the  bolts.  A  skeleton  frame, 
or  template,  swinging  on  a  fixed  center,  served  to  hold  the  bolts  in  posi- 
tion after  the  center  had  been  accurately  located  and  one  bolt  set  at 
the  proper  distance  from  it.  The  pieces  of  the  template  were  not  fas- 
tened together,  but  were  simply  swung  over  the  bolts  to  hold  them  in 
place,  the  bolts  being  plumbed  and  supported  at  the  proper  level  from 
below.  The  barrels  were  broken  ui>  and  entirely  removed  preparatory  to 
setting  the  bolts.  The  holes  being  full  of  water,  the  concrete  in  which 
the  bolts  were  to  be  set  was  lowered  to  its  place  in  bags,  where  it  was 
deposited  and  tami)ed  in  place.  The  sections  of  the  template  were 
moved  progressively  around  the  circle  as  the  bolts  were  set.  The  bolt 
at  the  center  was  set  in  a  temporary  mound  of  concrete,  which  was 
afterwards  broken  up  and  removed. 

The  platforms  are  all  completed  with  the  exception  of  the  floor  foun- 
dations and  pavement,  and  setting  the  index  rings  in  the  southern  pits. 
An  additional  allotment  of  $5,000  was  asked  for  to  complete  the  foun- 
dations: $2,000  of  tkis  sum  was  allotted  on  December  19, 1893,  and  the 
balance  will  be  suflBcient  to  complete  the  battery. 

The  base  ring  and  the  racer  of  the  carriage,  carrying  respectively  the 
upper  and  lower  roller  paths,  are  of  such  dimensions  (13  feet  10^  inches 
and  14  feet  in  diameter,  respectively)  that  it  was  necessary  to  deliver 
them  into  place  over  the  main  parapet  of  the  battery.  For  this  purpose 
the  construction  track  for  the  battery  was  carried  along  an  inclined 
trestle  over  the  counterscarp  wall,  across  the  ditch,  and  on  to  the  main 
parapet.  The  carriages,  mounted  on  suitable  flat  cars,  were  brought  to 
this  incline,  hauled  to  the  top  by  a  cable  from  a  20-horse-power  hoisting 
engine  on  the  parapet,  and  lowered  by  means  of  a  similar  incline  into 
the  pits.  The  smaller  parts  of  the  carriages,  the  cheeks,  transoms,  etc., 
as  well  as  the  mortars,  were  taken  through  the  main  entrance  directly 
into  the  pits  and  handled  by  a  derrick  placed  over  the  pits.  The  mor- 
tars were  mounted  on  the  carriages  by  means  of  a  pair  of  shears  made 
of  two  pieces  of  timber  12  inches  by  12  inches  by  44  feet  in  length.  On 
April  13, 1894,  an  accident,  caused  by  the  breaking  of  a  4-inch  rope 
which  was  being  used,  under  a  strain  of  1 J  tons,  to  lower  the  carriages 
into  the  southwest  pit^  resulted  iu  the  breaking  of  the  base  ring  of  car- 
riage No.  6,  and  considerable  damage  to  the  platforms.  The  carriage 
ran  down  the  incline,  striking  the  granite  rings  of  the  two  rear  plat- 
forms, dislodging  a  number  of  the  stones  and  bending  several  of  the 
bronze  holding-down  bolts.    One  stone  was  broken  so  as  to  be  useless, 
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and  was  replaced  by  one  cut  from  a  granite  block  on  the  site  of  the  old 
jfbrt.  Three  of  the  bronze  bolts  ha^  to  be  taken  out  and  sent  to  the 
foundry  for  reforging.  The  cost  of  repairing  the  damage  to  the  plat- 
forms was  $187.53.  The  base  ring  of  the  carriage  was  broken  so  as  to 
be  useless,  and^  as  the  parts  of  these  carriages  are  not  interchangeable, 
No.  26  carriage  was  issued  by  the  Ordnance  Department  to  replace  the 
broken  one,  in  order  to  avoid  the  delay  of  waiting  for  a  new  base  ring. 

The  carriages  are  now  all  assembled  in  place.  The  two  north  pits 
are  completed  and  all  eight  of  the  mortars  mounted  therein  ready  for 
service.  In  the  southeast  pit  the  carriages  are  all  assembled  and  the 
mortars  mounted ;  and  while  the  floor  of  the  pit  is  not  laid,  nor  the 
index  rings  set,  these  four  mortars  could  also  be  used  in  an  emergency. 
In  the  southwest  pit  the  four  carriages  are  in  place  and  the  heavier 
parts  assembled.  The  mortars  are  all  dehvered  at  the  pit,  and  one  is 
mounted. 

On  the  22d  June  a  proof  firing  took  place  at  this  battery,  having  for 
its  object  proof  of  gun,  carriage,  and  platform,  and  of  the  effect  of 
blast  upon  breast-height  wall  and  blast  slope. 

The  mortar  used  was  mounted.uiwn  the  southeast  platform  of  the 
northeast  pit. 

The  following  table  gives  the  characteristics  of  the  rounds  : 


Nuiuber 

of 

shot. 

Weiffht 

powder, 

brown 

prismatic. 

Pounds. 

73 
81i 

784 
78 

Weight 

of  pro- 

jeotUe, 

cast-iron 

RhelL 

Pounds. 
623 
624 
626 
627 
628 

Travel 

of 
shot 

in 
bore. 

Pressure 

per 

square 

inch. 

Time 

of 
flight. 

RecoiL 

Right  side.      |        Left  side. 

Direct. 

Counter.'  Direct. 

1 

Counter. 

1 

Ft.  In. 
3    1.2 
3    1.2 
3    1.3 
3    1.3 
3    1.3 

Pounds. 
21, 850. 5 
22,806.5 
29,141.0 
28, 803. 5 
27, 126. 0 

Seeonds. 

Inches. 

1 

Inches. 
16 
16 

Inches. 

i? 
i? 

16 

Inches. 
15 

2 

45.4 
47.8 

16 

3 

16 

4 

16 

5 

16 

The  shell  used  was  not  the  service  shell.  The  elevation  of  the  mortar 
was  450  and  the  direction  of  the  line  of  fire  was  S.  60^  E. 

The  platforms,  breast-height  wall,  and  blast  slope  were  not  injured 
by  the  firings. 

The  following  table  shows  in  detail  the  cost  of  the  various  operations 
of  construction  of  the  battery  and  platforms: 

1.    COST  OF  MASONRY   COXSTRUCTIOX   AND   SAND   FILLING. 


A,  Masonry  construction. 

Mixing;  and  placing?  1,475.1  cnbic  yards  concrete,  at  $2.3742 $3, 502. 22 

Cost  of  labor  of  stone  mason  and  plasterers  cutting  and  setting  coping 

of  main  entrance  and  curbing  for  turntables,  and  plastering  walls 215. 97 

Paving  floors  of  magazines  and  galleries  (except  south  entrance,  8-foot 

transverse  gallery,  and  240  square  feet  of  10-foot  gallery,  south  end), 

labor  only,  798.5  square  yards,  at  $0.61625 492. 08 

Laying  ammunition  service  track  and  setting  turntables 247. 03 

Rejiiairs  to  plant  and  moving  tracks 1, 370. 83 

Building  and  banging  main  entrance  and  gallery  doors 410. 42 

Laying  permanent  track  through  main  entrance  to  connect  with  track  to 

wharf 425.64 

Total  cost 6,664.19 
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B.  Sand  fining. 

Cost  of  labor  filling  27,612  oujbic  yards  sand  in  embankment  over  maga- 
zines, around  mortar  pitSyiulon  three  sidos  of  counterscarp  wall,  at 

$0.169IB ;: $4,670.98 

Cost  of  labor  grading,  sodding,  protecting  slopes,  and  planting  grass  seed 

thereon 3,429.49 

Cost  of  labQr  rigging  derricks,  moving  and  setting  up  derricks  and  machi- 
nery      3,051.34 

Maintenance  of  public  animals 528.33 

Repairs  to  quarters 786. 91 

Superintendence  and  office  expenses ,. . . .     1, 526.  66 

Total  cost 13,993.71 


Cost  of  masonrv  construction 6, 664. 19 

Cost  of  sand  tilling 13,993.71 


Cost  of  masonry  and  sand  filling 20, 657, 90 

2.    COX3TRUCTIOK  OF  MOKTAR  PLATFORMS  AND   MOUNTING   CARRIAGES. 

Excavation  : 

a.  Pipes  and  well-points $75. 94 

b.  Labor  fitting  and  setting  np  pipes  and  well  points,  pump- 

ing water,  and  excavating  for  foundations 1,  694 .32 

$1, 770. 26 

For  matarial  and  labor  of  mixing  and  placing  984.25  cubic  yards  concrete 

of  platform  foundations,  at  $5.578 5,490.27 

Cost  of  labor  mixing  and  placing  foundations  for,  and  laying  of,  3-iuch 

pavement  in  mortar  pits,  523.86  square  yards,  at  $0.5347 280. 12 

Cost  of  bolts,  nuts,  and  washers  for  base  and  index  rings $7, 085. 75 

Cost  of  16  sets  of  granite  stones,  at  $319 5, 104. 00 

Jam  nuts  for  base  rings 85. 14 

Cost  of  labor  setting  stones,  bolts,  base  and  index  rings  ... 2, 359. 90 

For  mileage  and  telegrams 25. 83 

14,660.62 

Cost  of  labor  handling  and  setting  4  lower  roller  paths  in  northwest  pit  . .        902. 43 
Cost  of  material  used  in  setting  4  lower  roller  palihs  (oxide  of  manganese, 

iron  filings,  and  white  lead) 32. 75 

Total  cost 23,136.45 

3.   ASSEMBUNG  CARRIAGES  AND  MOUNTING  MORTARS. 

Cost  of  labor  moving  16  carriages  and  mortars  to  battery,  lowering  into 
pits,  cleaning  and  assembling  carriages,  and  mounting  13  mortars $3, 163. 87 

Cost  of  material  used  in  setting  lower  roller  paths,  cleaning  and  assem- 
bling carriages  (oxide  of  manganese,  iron  filings,  white  lead,  oil,  waste, 
emery  cloth,  and  files) 40. 86 

Cost  of  replacing  broken  stone,  resetting  st-ones,  taking  out,  straightening 
and  resetting  bolts  (broken  accidentally  on  April  13) 187. 53 

Total  cost 3,392.26 


1.  Cost  of  masonry  construction  and  sand  filling 20,657.90 

2.  Cost  of  construction  of  mortar  platforms  and  mounting  carriages 23, 136. 45 

3.  Cost  of  assembling  carriages  and  mounting  mortars 3, 392.  26 

Total  cost 47,186.61 

The  following  tabular  statements  show  the  average  daily  number  of 
employes  of  each  class  during  the  year,  and  the  plant  in  use  for  the 
same  period : 

KMPLOY^S- 


Oversoers 0. 67 

Clerk 166 

Draftsman 166 

Engineers 2. 65 

Firemen  2.61 

Master  laborers 2. 46 

Rigger 71 


Monthly  laborers 0. 57 

Teamsters 2.83 

Blacksmith 47 

Carpenters 1. 27 

Plasterer 016 

Stonemasons 53 

Laborers 35. 05 
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Locomotive 0.  -16 

Hoisting  engine 3. 08 

Stationary  engine 43 

Concrete  juixer 43 

Horses 2.91 


Derricks 3.  IG 

Dump  cars .•  . .  3. 1)1 

Flat  cars 7.00 

Backet  grapple 67 


GUX-LIFT  BATTERY  NO.  1. 

Gun-Lift  Battery  No.  1  is  arraiigedfor  twol2-iuch,  liigli-power,  breech- 
loading  rifled  guns. 

During  the  year  the  arrangements  for  handling  ammunition  were 
completed.  They  include  single-rail  overhead  hoists  at  the  entrance 
of  each  magazine  gallery,  for  transferring  shot,  etc.,  to  the  magazine 
cars;  and  a  traveling  crane  of  2,000  pounds  -capacity  in  each  shot 
magazine. 

The  bullet-proof  entrance  doors  were  completed  and  hung;  thus 
nmking,  with  the  caponiere  over  the  entrance  arranged  for  flank  defense, 
an  adequate  defensible  entrance. 

Sixteen  shots  have  been  fired  from  the  north  lift  during  the  year, 
and  nine  from  the  south. 


2    C. 

CONSTRUCTION  OF  TORPEDO  SHED. 

The  general  character  of  the  building  is  as  follows: 
The  building  is  of  brick,  90  feet  by  40  feet  inside,  with  walls  1  foot 
thick  and  12  feet  high  under  the  eaves";  they  are  carried  1  foot  below 
the  surface,  where  they  rest  on  a  foundation  of  concrete.  The  floor  is 
of  concrete  1  foot  thick.  The  roof  is  slate  supported  by  eight  iron 
trusses.  A  double  track,  3-foot  gauge,  runs  through  the  building  from 
end  to  end,  and  is  connected  with  the  construction  track  on  the  wharf. 
On  either  side  of  these  tracks  are  racks  of  4  inches  by  8  inches  timber, 
arranged  for  the  storage  of  buoyant  torpedo  cases  in  two  tiers.  A 
storeroom,  12  feet  by  12  feet,  fitted  with  closets  and  shelves  for  the 
storage  of  the  smaller  parts  of  the  torpedo  systeni,  is  located  in  the 
southeast  corner  of  th  building,  and  an  overhead  trolley,  with  a 
capacity  of  3,000  i)ounds,  provides  for  the  handling  of  the  anchors  and 
ground  mines,  at  the  eastern  end. 


2  D. 

EMPLACEMENT  FOR  10-INCH  GUN. 

Under  contract  a  wharf  and  concrete  plant  were  constructed  at  an 
aggregate  cost  of  88,402.83.  This  work  was  practically  completed  at 
the  beginning  of  the  fiscal  year,  the  contract  being  closed  July  14, 
1893. 
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During  May  and  June,  1893,  a  system  of  pipes  for  water  supply 
was  laid  from  the  Kew  Utrecbt  Water  Company's  main  to  the  con- 
crete plant  and  hoisting  engines  on  the  site. 

The  following  plant,  1  hoisting  engine  and  boiler,  1  vertical  engine 
and  boiler,  stationary,  1  concrete  mixer,  4  iron  coal  tubs,  7  rotary  dump 
cars,  valued  at  82,545.50,  was,  under  authority  from  the  Chief  of 
Engineers,  transferred  by  sale  to  these  works. 

The  above  plant  was  designed  and  erected  under  the  immediate 
supervision  of  Capt.  James  G.  Warren,  Corps  of  Engineers.  It  is  of 
a  permanent  nature  and  has  been  located  witli  a  view  to  the  construc- 
tion of  the  entire  system  of  defense  proposed  at  this  place.  It  has 
sliown  itself  to  be  admirably  adapted  to  the  purpose  and  has  materi- 
ally reduced  the  cost  of  manufiicture  of  concrete. 

During  the  year  8,375.50  cubic  yards  of  stone  and  14,G43  barrels  of 
cement  have  been  delivered. 

The  following  amounts  of  material  have  been  purchased  upon  sealed 
proposals,  invited  according  to  law : 

957.3  tous  largo  broken  stone,  at  50  cents  per  ton. 
322.8  tons  large  broken  stone,  at  49.4  cents  per  ton. 
438.3  tons  large  broken  stone,  at  58 .J  cents  per  ton. 
4,480.76  cubic  yards  sand,  at  ii^  cents  per  cubic  yard. 

The  mixing  and  placing  of  concrete  began  August  23,  1893,  and  con- 
tinued without  intermission  until  December  9,  1893,  when  masonry 
work  was  stopi)ed  for  the  season.  Up  to  the  latter  date  G,808  cubic 
yards  of  masonry  had  been  placed,  composed  of  G,180  cubic  yards  con- 
crete, Gil  cubic  yards  large  stone  embedded  in  the  concrete,  and  17 
cubic  yards  cut  granite. 

The  total  quantity  of  excavation  to  July  1, 1894,  is  10,8G7  cubic  yards, 
being  the  entire  amount  required  for  the  battery.  This  has  all  been 
used  in  the  magazine  covering  and  parapet  of  the  battery.  It  is  hard, 
compact  clay,  with  occasional  bowlders. 

The  total  quantity  of  masonry  in  i)lace  is  10,362.4  cubic  yards,  of 
which  9,489  cubic  yards  are  concrete,  838  cubic  yards  are  derrick  stone 
embedded  in  the  concrete,  and  35.4  cubic  yards  are  cut  stone  for  door 
casings,  et<5. 

The  following  tables  show  in  detail  the  cost  of  the  various  opera- 
tions : 

1.   INSTALLATION   OP   ri*AXT. 

Excavating  for  stone  and  sand  bins  and  grading  for  construction  tracks..  $755. 64 
Contract  with  Charles  F.  Mairs  for  constructing  wharf,  sand  and  stone 

bins,  and  cement  shed 8,  402. 83 

Services  of  inspector  on  abov6 287. 50 

Material  and  labor  for  putting  slides  in  stone  bins  and  erecting  gates  at 

road  crossing 80. 04 

Material  and  labor  fur  erecting  carrier  rollers  and  guide.6heaves  on  trestle 

and  leads  for  cable 161.87 

Material  and  labor  for  bnilding  flat  cars,  derricks,  and  mixer  frame 500. 01 

Engines,  dump  cars,  mixer,  etc.,  transferred  by  sale 2, 545. 50 

Repairs  and  alterations  to  above 455. 34 

Material  and  labor  for  permanent  water-supply 825. 58 

Three  engines,  one  friction  clutch,  and  gearing  for  mixer,  per  requisition.  3, 013. 93 

Setting  up  engines  and  mixer  and  erecting  engine  houses 479.64 

Wire  cables,  ropes,  etc.,  for  fitt  ing  up  derricks 1, 005. 37 

Superintendence  and  office  expenses  during  erection  of  plant 480. 00 

Total 19,023.25 
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2.    COST  OF   EXCAVATION. 

10,867  cubic  yards  material  excavated,  hoisted;  and  placed  in  embankment, 
at  $0.573055  per  cubic  yard,  including  services  of  master  laborers,  engi- 
neers, firemen,  blacksmith,  carpenters,  rigger,  and  laborers,  and  cost  of 
coal,  water,  oil,  waste,  etc.,  cliargeable  to  the  .account  of  excavation.. .  $6.  227. 39 

Moving  and  setting  up  derricks  and  general  rigging  work 355. 38 

Building  and  moving  tracks 68. 13 

Moving  engine 6. 03 

Purchase  of  material  for  ojieratiug  purposes  and  repair  and  maint'euance 

of  plant 739.21 

Repairs  to  buildings 39.29 

260  cubic  yards  earth  filling  from  material  excavated  in  1892,  at  $0.292855 

per  cubio  yard 76.14 

Time  allowed  employds  for  legal  holidays 173. 17 

Superintendence  and  office  expenses,  including  services  of  assistant  engi- 
neer, draftsman,  recorder,  and  night  watchman 2, 030. 32 


Totjil 9,715.06 

Total  cubic  yards  excavated 10, 867 

Total  cost  per  1  cubic  yard $0. 893996 

This  material  is  hard,  compact  clay,  with  occasional  bowlders. 


3.   COST  OF  MATEBIAL. 


On  Bconnrs  or  canal  boats  alongside  of  wharf  . 

Unloading  into  care 

Hauling  to  yard  or  shed 

Storing  In  yard  or  shed 

Flacing  large  stone  in  wall 


Total  roHt  of  material  delivered  at  works. 


Cement, 
(per  barrel). 


$0. 874 
. 021074 
.007583 
.013846 


.816504 


Small  stone 

(per  cubic 

yard). 


$1,134 
.122502 
.024 
.  02726 


1. 307762 


"rS^fto^H  (P-r'clic 
(per  ton).*  '^'ya^d). 


|0. 520557 
.149233 
. 049301 
. 113918 
.267105 


1. 100204 


$0,445 
. 104515 
.026727 

. 027073 


.003315 


*  Average  of  three  contracta. 
4.    COST   OF   MATERIAL  AND   MANUFACTURE   OF   1    CUBIC    YARD   OF   CONCRETE. 


Note. — One  charge  of  the  mixer  is  equal  to  1.05  cubic  yards  masonry  in  place. 

A.  Material: 

Broken  stone,  0.92  cubic  yards $1.  203141 

Cement,  1.43  barrels 1.310601 

Sand,  0.37  cubic  yards 223227 


B.  Manufacture  and  deposit : 

Charging  and  running  mixer       228232 

Delivering  under  derricks 048868 

Hoisting 054  844 

Placing  and  tamping 235431 

Making  and  setting  up  forms 140448 

Lumber  and  nails 060578 

Coal,  water,  oil,  and  waste 049500 


$2.  736969 


Total. 


0. 817941 


3.554910 


5.    COST   OF   MASONRY    COXSTRl'CTED. 

9, 489  cubic  yards  concrete  masonry,  at  $3. 55491  per  cubic  yard $33,  732. 54 

838  cubic  yards  large  broken  stone,  bedded  in  the  concrete,  at  $2. 256035 

per  cubic  yard 1, 890. 56 

35.4  cubic  yards  cut-granite  facing  for  doorways  of  magazines,  cutting 

and  setting,  at  $61.  3265  per  cubic  yard 2,170.96 

Steel  beam's  in  ceilings  of  rooms  and  passages  of  magazines,  including 

labor .... 7  434.30 

Moving  and  setting  up  derricks  and  general  rigging  work 488. 54 

Building  and  moving  tracks 146. 92 
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Repairs  to  luiildiugs $96. 80 

Finishing  concrete  walls  and  slopes 85.94 

Moving  engine 6. 02 

Parcliaso  of  material  for  operating  purposes,  and  repairs  and  maintenance 

of  plant 811.81 

Time  allowed  omploy<?8  for  legal  holidays 250.57 

Superintendence  and  office  expenses,  including  services  of  assistant  engi- 
neer, draftsman,  recorder,  and  n ight  watchman 3, 055. 18 

Total 43,170.14 


Total  masonry  constructed,  cubic  yards 10,  362. 40 

Total  cost  per  1  cubic  yard 4. 16604 

TOTAL   KXPKNDITURES   FKOM   OCTOBER  24,   1892,  TO   JUNK   30,  1>'94. 

Installation  of  plant.... $19,023.25 

10,  867  cubic  yards  excavation  for  foundations,  at  $0. 893996  per  cubic 

yard 9,715.06 

10,362.4  cubic  yards  masonry  constructed,  at  $4. 16604  per  cubic  yard 43, 170. 14 

Material  and  labor,  waterproofing  top  of  first  magazine 108. 35 

Removing  granite  masonry  of  platforms  and  breast-height  walls  of  old 

battery 350.74 

4.4  cubic  yards  cut  granite  for  facing  doorways  of  second  magazine,  at 

$53. 6323  per  cubic  yard  (cut,  but  not  set) .' 235.98 

Grading  and  turfing  earth  slopes  of  first  magazine  (recently  begun) 252. 01 

Total 72,855.53 

Balance  (supplies  on  hand) 2, 752. 93 

Total  amount  expended  to  June  30,  1894,  including  outstanding 
liabilities 75,608.46 

The  following  tables  show  the  average  daily  number  of  employes  of 
each  class  for  the  nine  months  during  which  the  work  was  in  operation 
and  the  average  plant  in  daily  use  for  the  same  time: 

EMPLOYi^:S. 


Assistant  engineer 1. 0 

Draftsman 4 

Recorder 1 

Master  laborer 2. 1 

Engineers 2.3 

Firemen 2. 2 

Night-watchman 1 


Monthly  laborer 0, 5 

Carpenters 3. 1 

Blacksmith 1 

Rigger 1 

Stone  masons 2. 4 

Team 07 

Laborers  (daily) 36.3 


Derricks C.  4 

Dump  cars 4.8 

Flat  cars 5 

Concrete  cars 1. 8 


Cable  engines 0. 8 

Stationary  engine 8 

Hoisting  engines 1. 8 

Concrete  mixers 8 

The  plant  available  is  as  follows: 

Cable  engine 1 

Stationary  engine 1 

Hoisting  engines 2 

Concrete  mixer 1 

Plans  for  drainage  have  been  prepared,  which  will  dispose  of  the 
rainfall  in  a  most  favorable  way.  An  intercepting  subterranean  trench, 
built  along  the  north  side  of  the  battery,  receives  the  drainage  from 
the  battery  and  carries  it  tothe  large  post  sewer  on  the  east  side,  which 
opens  upon  the  beach  with  a  good  fall. 


Derricks 5 

Dump  cars 7 

Flat  cars 6 

Concrete  cars 3 
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APPENDIX  No.  3. 

REPORT  OF  BOARD  CONSTITUTED  TO  CONSIDER  AND  REPORT  UPON 
PRICE  TO  BE  FIXED  FOR  THE  LAND  IN  THE  VICINITY  OF  FORT  MIF- 
FLIN  ON  THE  DELAWARE  RIVER,  AUTHORIZED  TO  BE  SOLD  BY  THE 
ACT  OF  JANUARY  6,  1893. 

United  States  Engineer  Office, 

Philadelphia,  Pa.,  October  4,  1893. 

General:  In  compliance  with  instructions  contained  in  your  letter 
to  Maj.  C.  W.  Raymond,  Corps  of  Engineers,  dated  February  24,  1893, 
tbe  board  constituted  to  consider  and  report  upon  the  price  to  be  fixed 
for  the  land  in  the  vicinity  of  Fort  Mifflin,  on  the  river  Delaware,  the 
sale  of  which  is  authorized  by  the  act  of  January  G,  1893,  and  the  con- 
ditions of  the  sale  and  conveyance  deemed  proper  to  protect  the  public 
interest,  has  the  honor  to  submit  the  following  report: 

Tlie  board  consists  of  Maj.  C.  W.  Eaymond,  Corps  of  Engineers ;  Civil 
Engineer  C.  C.  Wolcott,  U.  S.  Navy,  and  Col.  Cecil  Clay,  chief  clerk 
of  the  Department  of  Justice,  the  three  persons  designated  by  the  Sec- 
retary of  War,  the  Secretary  of  the  Navy,  and  the  Attorney-General  to 
represent  their  Depjirtments  respectively. 

The  board  convened  at  the  U.  S.  Engineer  office,  Philadelphia,  Pa., 
on  May  16, 1893;  Major  Raymond,  as  chairman,  submitted  the  letter  of 
instructions  from  the  Chief  of  Engineers,  dated  February  24, 1893,  and 
the  jrccompanying  papers,  and  laid  before  the  board  plans  of  the  land 
referred  to,  showiug  the  lines  ot  the  several  surveys  and  also  the 
boundaries  of  the  part  .authorized  to  be  conveyed.  The  board  held 
other  meetings  for  the  consideration  of  this  subject,  at  the  U.  S.  Engi- 
neer office  in  Philadelphia,  on  May  17,  June  17  and  10, 1893;  and,  on 
June  19,  1893,  gave  hearings  to  representatives  of  the  International 
Navigation  Comi)any. 

The  land  referred  to  in  the  act  is  situated  at  the  mouth  of  the  Schuyl- 
kill Kiver  on  the  right  or  west  bank.  Its  location  and  limits  are  shown 
on  the  accompanying  plan.*  The  area  of  the  part  which  it  is  proposed 
to  convey  is  89  j^V  acres,  more  or  less.  The  land  is  a  mud  flat  deposited 
in  recent  times  by  the  waters  of  the  river,  the  upper  surface  averaging 
about  2  feet  above  mean  low  water. 

The  plans  now  in  process  of  execution  by  the  United  States  contem- 
plate the  construction  of  about  4,710  linear  feet  of  earthen  and  pile 
dikes,  of  which  3,597  feet  have  already  been  completed.  The  locations 
of  these  works  are  shown  on  the  accompanying  plan.*  It  is  necessary 
that  the  Government  should  retain  the  right  to  control  and  maintain 
these  dikes,  to  erect  others,  and  to  remove  any  or  all  these  works  should 
it  be  found  desirable  in  the  future.  While  the  removal  of  any  of  the 
dikes  is  highly  improbable,  the  possibility  of  such  removal  must  be  rec- 
ognized, in  view  of  the  uncertainty  attending  all  improvements  of  this 
character.    Since  the  land  is  in  the  immediate  vicinity  of  Fort  Mifflin 


*Omitted. 
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and  the  League  Island  navy-yard,  it  is  further  desirable  that  its  occupa- 
tion in  any  offensive  or  dangerous  manner  should  be  prohibited. 

The  board  therefore  recommends  that  the  deed  conveying  the  land 
shall  contain  a  clause  reserving  to  the  United  States  the  right  to  erect, 
maintain,  and  control  dikes  or  other  works  of  improvement  upon  the 
property,  to  remove  the  same,  and  to  occupy  and  use  so  much  of  said 
property  as  may  be  necessary  for  these  j)urposes  at  all  times  hereafter 
forever.  The  board  further  recommends  that  said  deed  shall  contain  a 
clause  prohibiting  the  occupation  of  the  property  in  any  manner  or  by 
anything  which  may  be  in  any  way  dangerous,  deleterious,  or  damaging 
to  any  other  property  of  the  United  States,  whether  adjoining  that  con- 
veyed or  in  its  vicinity. 

The.  board  has  made  very  careful  and  thorough  inquiry  to  deter- 
mine a  price  to  be  fixed  for  this  land.  The  prices  of  riparian  property 
in  the  port  of  Philadelphia  and  along  the  shores  of  the  Delaware  and 
Schuylkill  rivers  vary  so  greatly  with  local  and  commercial  conditions 
that  they  furnish  no  satisfactory  basis  for  such  a  determination.  No 
riparian  property  in  the  vicinity  of  the  land  in  question  has  been  sold 
during  recent  years. 

This  land  lies  at  the  junction  of  the  Delaware  and  Schuylkill  rivers, 
and  therefore,  if  properly  improved,  may  become  of  great  commercial 
value  in  the  future.  On  the  other  hand,  it  will  cost  at  least  $2,000  per 
acre  to  raise  it  to  the  necessary  level  above  high  water.  It  has  no 
established  line  of  communication  with  the  surrounding  country,  and 
the  validity  of  the  title  has  been  questioned. 

The  question  as  to  the  validity  of  the  title  by  w  hich  the  United 
States  hold  this  property,  to  which  certain  of  the  papers  before  the 
board  relate,  not  being  within  the  scope  of  the  instructions,  has  not 
been  considered.  This  uncertainty  of  title,  together  with  the  cost  of 
improvement  and  the  conditions  necessarily  imposed  by  the  Govern- 
ment, would  doubtless  greatly  reduce  the  value  of  the  property  if 
oftered  at  public  sale. 

It  appears  from  official  records  that  about  41.5  acres  of  riparian  land 
lying  adjacent  to  and  just  north  of  the  land  in  question  is  assessed  at 
$10,000,  or  about  $241  per  acre.  This  land  is  partly  filled  and  could 
be  utilized  for  commercial  purposes  at  considerably  less  expense  than 
that  at  the  mouth  of  the  river. 

It  should  also  be  remarked  that  0.39  acres  of  the  land  to  be  sold  lies 
between  the  Government  dike  and  the  low- water  line.  This  area  prop- 
erly belongs  to  the  river,  and  can  not  be  utilized  for  any  purpose; 
indeed,  it  may  be  partly  removed  during  the  progress  of  the  improve- 
ment of  the  channel.  Since  the  Pennsylvania  law  gives  the  riparian 
owner  a  title  to  low- water  mark,  it  seems  best  to  include  this  land  in 
the  sale;  but  in  fixing  the  price  it  should  not  be  considered. 

The  area  which  can  be  utilized  is  about  80  acres.  In  view  of  all  the 
circumstances  connected  with  the  case  the  board  is  of  the  opinion  that 
$200  per  acre  is  a  reasonable  price  for  this  land.  They  therefore  recom- 
mend that  the  price  be  fixed  at  $16,000. 

The  board  further  recommends  that,  in  c*ase  the  sale  contemplated 
by  the  act  is  consummated,  the  necessary  ])apers  of  transfer  be  pre- 
pared under  the  direction  of  the  Department  of  Justice'. 

The  representatives  of  the  International  Navigation  Company  were 
informed  by  the  board  that  they  would  be  permitted  to  submit  their 
views  in  writing  with  reference  to  the  terms  and  conditions  of  the  pro- 
posed transfer,  for  transmission  with  this  report.  A  letter  from  Mr. 
A.  D.  Hepburn  on  this  subject,  dated  August  1, 1893,  and  received  since 
the  comi)letion  of  this  report,  is  accordingly  transmitted  herewith. 
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The  letter  dated  February  6, 1893,  from  Mr.  S.  C.  Neale,  attorney, 
addressed  to  the  Secretary  of  War,  inclosing  papers  relative  to  the  sale 
of  land  at  mouth  of  Schuylkill  River  near  Fort  Mifflin,  and  the  papers 
inclosed  with  said  letter,  are  herewith  respectfully  returned.* 
Respectfully  submitted. 

C.  W.  Raymond, 
Major ^  Corps  of  Engineers^  U.  8.  A, 
C.  C.  WOLCOTT, 
Civil  Engineer  J  U.  8,  N, 
Cecil  Clay, 
Chief  Clerkj  Department  of  Justice, 
Brig.  Gen.  Thomas  L.  Casey, 

Chief  of  Engineers,  U.  8.  A. 


LETTER  FROM  THE  INTERNATIOXAL  NAVIGATION  COMPANY  WITH   REFERENCE   TO   THE 
VALUE   OF  THE   PROPERTY 

International  NA\^GATION  Company, 

Philadelphia,  Au<fust  1,  1S93, 

Dear  Sir:  In  accord^nco  with  the  request  of  the  board  that  we  would  trausmit 
our  views  with  res^)ect  to  the  value  of  the  property  known  as  Cabin  Island,  wo  tako 
pleasure  in  complying  therewith  as  folio ws,  only  regretting  that  the  neccBsity  of 
obtaining  certain  data  as  to  the  approximate  cost  of  filling  in  the  lands  has  occa- 
sioned some  delay. 

The  subject  seems  to  divide  itself  as  follows:  (1)  The  value  of  the  land  generally, 
and  without  reference  to  the  question  of  title  of  the  United  States;  (2)  its  value 
to  the  United  States  in  A-iew  of  their  defective  title,  and  (3)  the  advantag^  of  trans- 
ferring the  property  to  the  International  Navigation  Company  as  directed  by  tlio 
act  of  Congress. 

I.  It  is  almost  impossible  to  give  even  a  guess  upon  the  value  of  the  property  so 
entirely  speculative  in  its  use,  and  which  is  so  entirely  without  market  value  at  the 
present  time.  The  property  consists  of  mud  fiats,  all,  with  the  exception  of  a  half- 
dozen  acres,  covered  with  water  at  high  tide,  and  is  unavailable  for  any  purpose 
whatever  without  improvement  at  enormous  expense.  No  one  but  some  very  pow- 
erful association  can  afiord  to  improve  the  property  by  diking  and  filling  it  up. 
The  approximate  cost  of  such  an  improvement  for  the  mere  filling  in  of  the  flats  to 
an  elevation  of  10  feet  above  mean  high  water,  at  the  rate  of  lOcents  per  cubic  yard, 
would  be  something  like  the  following: 

Province  Island  as  bounded  by  a  snrvey  made  by  W.  H.  Jones,  esq.,  1,250,000 
cubic  yards:  cost,  $125,000.  That  part  of  Cabin  Island  as  bounded  by  a  survey 
made  by  W.  H.Jones,  esq.,  2,485,000  cubic  yards;  cpst,  $248,500.  Wallace  tract  on 
Cabin  Island,  606,000  cubic  yards;  cost,  $60,600.  That  portion  of  Cabin  Island 
exclusive  of  the  Wallace  tract  and  known  as  the  Ashmoad  tract,  1,879,000  cubic 
yards;  cost,  $187,900. 

In  all,  this  would  amount  to  $622,000 — a  sum  sufficiently  largo  to  deter  all  but  a 
very  limited  class  of  purchasers  irom  acquiring  the  property.  The  low-lying  banks 
of  the  river  above  high  water  in  the  vicinity  of  these  flats  have  at  present  no  use 
except  for ]>asturage  purposes,  and  it  is  difiicult  even  as  to  them  to  ascertain  values. 
We  know  of  no  sales  in  the  immediate  vicinity  for  many  years.  All  the  suiTouud- 
mg  fast  land  could  probably  be  bought  at  a  very  low  figure.  Yet  this  is  land  which 
can  be  utilized  at  once,  without  large  expense,  for  commercial  purposes;  while,  on 
the  contrary,  the  flats  in  question  are  of  no  use  or  value  to  anyone  except  with  a 
view  to  improvement  at  enormous  expense,  and  it  is  believed  there  would  bo  no 
sale  for  them  in  the  market  at  all;  that  is,  it  is  quite  clear  that  if  put  up  for  sale 
they  would  realize  no  more  than  a  nominal  sum. 

II.  But,  in  addition  to  the  fact  that  at  most  a  nominal  sum  only  could  be  obtained 
for  these  lands  in  the  market,  their  value  to  the  United  States  is  further  diminished, 
if  not  entirely  destroyed,  by  the  defect  in  the  Government's  title.  By  the  brief  of 
facts  already  filed  with  your  board,  it  appears  that  a  prior  survey,  warrant,  and  pat- 
ent to  the  island  was  granted  in  1822  to  Wallace,  and  that  the  marsh  lands  patent<Ml 
to  Ashmead  in  1851,  and  by  him  transferred  to  the  United  States,  are  merely  the 


*  Omitted. 


Digitized  by  VjOOQIC 


464         REPORT   OP  THE   CHIEF   OF   ENGINEERS,  U.  S.  ARMT. 

accretions  to  tlio  original  and  comploto  island  patented  to  Wallace  and  through  him 
now  vested  in  the  International  Navigation  Company. 

Under  the  laws  of  Pennsylvania  there  can  he  no  douht  that  the  State  had  no  right 
in  the  accretions  patented  to  Ashmead,  hut  these  followed  the  original  island  pat- 
ented to  Wallace.    The  authorities  are  clear. 

1.  Title  to  islands  in  the  Delaware  Kivor  was  acquired  from  the  Crown,  and  after- 
wards from  the  States  of  New  Jersey  and  Pennsylvania,  in  accordance  with  a  compact 
made  hetween  them  in  1783  (see  Sargeant's  Land  Law,  191),  and  such  islands  are  not 
suhject  to  the  ordinary  modes  of  taking  of  lands  by  warrant  and  survey.  (Freytag 
V.  Powell,  1  Wharton,  539.) 

The  lirst  act  authorizing  sales  of  islands  in  the  Delaware  River  was  the  act  of  27th 
of  January,  1806  (4  Smith  Laws,  268;  see  Lewis  on  Land  Title  in  Philadelphia,  200). 
Under  this  act  Thomas  K.  Wallace,  pur  predecessor  in  title,  filed  his  application  in 
writing  for  the  island  therein  mentioned  **a3  lying  at  the  mouth  of  the  Schuylkill 
River  near  the  upper  end  of  Fort  Island  and  opposite  State  Island,  about  one-quarter 
of  a  mile  southeast  from  State  Island."  Under  this  api)lication  a  wjirrant  was  issued 
for  the  survey  of  the  *' above-described  island,"  and  under  this  warrant  a  survey  and 
draft  of  **an  island  situate  in  the  Delaware  River  in  Kingsesslng  Township  in  the 
county  of  Philadelphia,  lying  at  the  mouth  of  the  Schuylkill  within  one-fourth  of  a 
mile  southeast  of  State  Island,"  was  filed.  A  patent  duly  issued  dated  August  14, 
1822,  for  "  all  that  certain  island,"  following  the  lines  of  the  survey,  and  said  to  con- 
tain 21^  acres,  "  neat  measure."  There  is  no  question  that  the  Wallace  survey,  wher- 
ever located,  has  passed  the  land  mentioned  in  its  courses  and  distances  to  the 
International  Navigation  Company,  and  this  portion  of  the  present  Cabin  Island  is 
expressly  excepted  from  the  Ashmead  or  United  States  survey  in  1855. 

2.  The  riparian  owner  upon  a  navigable  stream  owns  to  low-water  mark,  subject 
to  the  public  right  of  passage  for  navigation,  fishing,  and  other  proper  uses  of  the 
liighway  to  the  mark  of  ordinary  high  water,  and  also  to  the  right  of  the  State  to 
improve  the  stream  as  a  highway.  'This  same  rule  applies  to  the  owners  of  islands 
in  navigable  streams.  (Pennsylvania  Coal  Co.  r.  Winchester,  109  Pa.  St.,  572.) 
•Therefore,  whatever  land  is  exposed  at  low  tide  around  an  island  belongs  to  the 
owner  of  the  fast  land,  and  a  conveyance  of  the  whole  island  w^ould  carry  with  it  the 
flats,  mud  banks,  and  cripple  land  covered  by  water  at  high  tide.  (Hartley  r.  Rum- 
ford,  81Pa.  St.,  478.) 

3.  The  ripari.in  owner  is  also  entitled  to  the  alluvium  or  gradual  accretions  which 
may  be  deposited  upon  the  banks  of  a  navigable  stream.  As  Prof.  Mitchell  says  in 
his' book  on  the  Law  of  Real  Estate  in  Penusylvania,  p.  29  : 

*^The  accretion  or  diminution  of  lands  fronting  on  a  largo  navigable  river  as  a 
result  of  the  rising  or  falling  of  the  waters  is  sometimes  considerable,  and  the  fluc- 
tuations are  frequently  quite  rapid.  The  flats  along  the  river  front  formed  by  the 
deposit  of  earth  or  sand  along  the  river  shore  are  part  of  the  fast  land  and  belong  to 
the  owner.    They  are  said  to  be  appurtenant  to  the  adjoining  fast  land." 

The  rule  seems*  to  bo  applied  to  islands  (see  Houck  on  Navigable  Rivers,  170),  and 
this  even  where  from  the  narrowness  of  the  channel  tlio  rights  of  the  riparian  owner 
and  the  island  owner  to  the  accretions  and  fast  lands  may  meet  and  overlap.  In  this 
case  it  is  for  the  jury  to  say  where  the  right  of  one  owner  ends  and  the  other  begins. 
(Gould  on  Waters,  sections  77  and  166  ;  Fullmore  r.  Jennings,  78  Cal.,  634.) 

When,  therefore,  the  State  of  Pennsylvania  undertook  to  grant  these  accretions  to 
Ashmead  it  exceeded  its  powers,  having  already  granted  the  right  to  the  same  to 
Wallace  by  the  former  i^atent. 

III.  The' advantages  of  a  sale  of  this  property  to  the  International  Navigation 
Company  are  apparent.  This  is  probably  the  only  corjporation  existing  in  Philadel- 
phia that  could  or  would  improve  tbe8e  flats,  and  thus  incidei^ally  greatly  assist  the 
navigation  of  the  river  and  the  work  of  the  Government  in  that  respect.  If  the 
question  of  title  can  be  settled,  it  is  hoped  by  the  company  to  begin  the  work  of  im- 
provement as  soon  as  the  commerce  of  Philadelphia  will  warrant.  This  company  as 
owner  of  the  Wallace  title  is  the  only  available  purchaser  of  the  Govemmenrs  title, 
since  it  is  only  by  combining  the  two  titles  that  the  i)roperty  would  become  available 
for  improvement  on  the  part  of  anyone. 

These  are  considerations  which  we  are  sure  will  weigh  with  your  board  in  fixing 
any  figure  for  this  property. 


Vours,  respectfully, 


A.  D.  Hepburn, 

i?.  E,  and  tax  agent, 
BiDDLK  &  Ward," 
Of  Counsel  for  International  Xavigaiion  Company, 


Maj.  C.  W.  Raymond, 

Chairman  of  the  Board  appointed  in  re  Cabin  Island f  etc. 
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GUN  AND  MORTAR  BATTERIES,  SAN  FRANCISCO   HARBOR,  CALIFORNIA. 


report  of  col.  george  h.  menbell,  corps  of  engineers^  officer 
jn  charge,  for  the  fiscal  year  ending  june  so,  1894, 

United  States  Engineer  Office, 

San  Francisco^  Cal,j  July  21^  1694. 
General  :  I  have  the  honor  to  transmit  herewith  annnal  reports  on 
fortificjitions  for  the  year  ending  June  30, 1894. 
Very  respectfully,  your  obedient  servant, 

G.  H.  Mendell, 
Colonel,  Corps  of  Engineers, 
Brig.  Gen.  Thomas  L.  Casey, 

Chief  of  Engineers,  U.  S.  A. 


[Extract.] 
MORTAR  BATTERY  NO.  1. 

The  amount  of  concrete  made  and  placed  during  the  year  was  7,097 
cubic  yards.  It  was  made  by  machinery,  with  general  proportions  of 
1  part  Portland  cement,  sand  3.40,  broken  stone  and  gravel  9.10. 

The  cost  per  ton  of  stone  unbroken  was  81.03,  of  gravel  $1,  and  of 
sand  30  cents.  The  cost  of  water  per  yard  of  concrete  was  5.3  cents, 
and  of  cement  at  the  mixer  $2.25  per  barrel,  except  for  400  barrels 
costing  $2.57.  The  cost  of  concrete  in  place,  including  materials,  labor, 
forms,  tramway,  proportion  of  cost  of  setting  up  plant,  tests,  and  tools, 
was  $4.89  per  cubic  yard.  Adding  the  quantity  put  in  last  year,  the 
amount  to  June  30  is  7,625  cubic  yards. 

The  masonry  was  plastered  inside  and  out,  for  the  main  structure 
64,590  square  feet.  The  arches  and  exterior  faces  were  painted  with 
bitumen. 

Plasterilig  with  1  to  1 J  parts  of  sand  cost  3.4  cents  per  square  foot; 
pavement  9.8  cents,  and  bitumen  paint  1.2  cents. 

The  electric-light  plant  cost  $1,967.91.  It  comprises  a  Mayo  dynamo 
for  80  lamps,  an  Armington  and  Sims  engine  12-horse  power,  boiler 
15-horse  power,  with  instruments  and  tools,  supplying  68  incandescent 
lamps.  This  plant  was  put  in  operation,  so  far  as  relates  to  lamp 
setting, and  connections,  by  Lieut.  Flagler  without  technical  assist- 
ance. There  is  a  masonry  water  tank  in  the  boiler  room  with  ^connec- 
tion of  water-supply  pipes. 
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The  excavation  of  the  year  was  32,324  cubic  yards,  and  cost  39J 
cents ;  a  considerable  part  was  in  rock.  In  addition  there  was  borrowed 
for  filling  0,714  yards  of  loam,  and  4,136  cubic  yards  of  sand  was  bor- 
roAved.  The  loam  was  used  for  the  outside  for  sux)port  of  grass,  and 
the  saud  was  placed  over  the  bitumen  paint,  clay  being  objectionable 
in  this  place. 

The  total  filling  was  44,124  cubic  yards.  Tiie  cost,  leaving  out  sand, 
was  18.4  cents  per  yard,  and  of  sand  27  cents. 

When  the  loam  was  in  place  it  was -sown  with  oats  or  barley  and 
artificially  watered,  needed  to  sustain  growth  in  the  dry  months. 

The  slopes  bounding  two  of  the  mortar  pits  were  sodded  at  much 
greater  cost,  as  grass  could  hardly  be  relied  upon  to  hold  a  slope  of 
3/4  as  this  particular  slope  needs  to  be  held. 

MISCELLANEOUS   ITEMS. 

A  roadway  connecting  the  old  road  with  mortar  pit  Ko.  4  was  partly 
made,  uniting  with  the  battery  communication  to  mortar  pit  No.  2,  and 
partially  macadamized., 

A  spriug  of  good  drinking  water  having  been  developed  in  the 
excavation  of  mortar  pit  No.  2,  it  was  bricked  up  for  convenience  of 
the  cannoneers. 

The  water  supply  for  the  work  was  derived  from  a  conduit  of  Spring 
Valley  Water  Company,  a  private  corporation,  which  supplies  the  city. 
It  was  pumped  by  steam  to  tanks  upon  the  hill,  from  which  pipes  were 
led  to  the  concrete  mixer  and  to  the  masonry  tank  in  the  boiler  room, 
and  over  the  earthwork,  the  last  necessary  to  make  the  grass  grow  on 
the  slopes  in  the  dry  season. 
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POST    OF    WILLETS    POINT,    NEW    YORK— UNITED    STATES    ENGINEER 
SCHOOL— BATTALION  OF  ENGINEERS— ENGINEER  DEPOT 


REPORT  OF  LIEUT.  COL,   W.  R.  KING,  CORPS  OF  ENGINEERS,  FOR  THE 
FISCAL  YEAR  ENDING  JUNE  SO,  1894,  • 


United  States  Engineer  School, 
Fo8t  of  Willets  Pointy  New  Yorh  Harbor ^  July  10,  1894. 
General:  I  have  the  honor  to  forward  herewith  duplicate  annual 
report  on  the  post  of  Willets  Point,  New  York  Harbor;  the  United 
States  Engineer  School;  the  Battalion  of  Engineers,  and  the  Engineer 
Depot,  for  the  fiscal  year  ending  June  30, 1894. 
Yery  respectfully,  your  obedient  servant, 

W.  E.  King, 
Lieutenant- Colonel  of  Engineers, 
Brig.  Gen.  Thomas  L.  Casey, 

Chief  of  Engineers^  U.  8,  A. 


I.— POST  OF  WILLETS  POINT. 

At  the  close  of  the  fiscal  year  the  garrison  consisted  of  23  commis- 
ioned  officers  and  380  enlisted  men,  including  the  following  'general 
staff,  artillery,  and  infantry  officers: 

Maj.  Egon  A.  Koerper,  surgeon,  U.  S.  Army. 
Capt.  Nathan  8.  Jar  vis,  assistant  surseon,  U.  S.  Army. 
Second  Lieut.  James  Hamilton,  Thira  Artillery. 
Second  Lieut.  Joseph  C.  Fox,  Thirteenth  Infantry. 
Second  Lieut.  Isaac  C.  Jenks,  Twenty-fourth  Infantry. 
Second  Lieut.  John  E.  Woodward,  Sixteenth  Infantry. 
Second  Lieut.  James  Kouayne,  Ninteenth  Infantry. 

The  following  table  shows  the  changes  among  the  general  staff  and 
line  officers  at  the  post  during  the  year: 


Bank  aod  organization. 

Name. 

Date 

.  May  20, 1894 
.  Oct.     1,1893 
.   Oct.     1,1893 
.  Apr.  30,1893 

.  Oct.     1,1893 
.Oct.     1,1893 
.  May    2,1894 
.  May  19,1894 
.    Dec.    4,1893 
.   Dec.     ],i893 
.   Deo.  23, 1893 
.   Dec.     4.1893 
.   Dec.     1,1893 
.Nov.  25.1893 

Ilelioved  or 
joined. 

Captain,  Medical  Departoicnt 

Second  Lieutenant,  Fifth  Artillery 

Do 

Second  Lieutenant,  Fifth  Infantry 

Kendall,  William  P 

Jonlan,  Sidney  S 

McGlachlin,.jr.,  Edward. 
Keech,FrankB 

Uline,  Willis 

Whitman,  Walter  M 

Shattuck,  AnioH  B 

Jarvis,  Nathan  S 

Shattuck,  Anion  11 

Uamiltou ,  James 

Fox,  JoRe]th  (' 

Jenkfl,  iMaac  C 

Kelioved. 
Do. 
Do. 

Second  Lieutenant,  Twelfth  Infantry 

Second  Lieutenant,  First  Cavalry 

sinied. 

Relieved. 

Do. 

First  Lieutenant,  Twentyflfth  Infantry  . .. 
Cantain.  Medical  Denartment        

Do. 
Joined. 

Firat  Lieutenant,  Twenty  fifth  Infantry  .  - . 

Second  Lieutenant,  Third  Artillery 

Second  Lieutenant.  Thirteenth  Infantry  .. . 
Second  Lieutenant.  Twenty-fourth  Infantry 

Second  Lieutenant,  Sixteenth  Infantry 

Second  Lieutenant,  Nineteenth  Infantry  . . . 

Do. 
Do. 
Do. 
Do. 

Woodward,  John  K 

lionayne,  James 

Do. 
Do. 
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BUILDINGS   AND    OTHER    IMPROVEMENTS. 

Including  the  buildings  belonging  to  the  fortifications,  engineer 
school,  cind  depot,  which  are  reported  on  elsewhere,  there  are  about 
one  hundred  public  buildings  on  the  post.  Some  of  these  buildings 
are  of  a  substantial  character,  while  others  are  cheap,  temporary  struc- 
tures which  are  gradually  being  replaced  by  more  permanent  buildings. 

During  the  past  year  the  usual  minor  rei)airs,  such  as  painting,  glaz- 
ing, rooling,  and  plastering  have  been  made  to  the  barracks,  quarters, 
and  storehouses  of  the  post  proper  by  enlisted  men  under  direction  of 
the  post  quartermaster,  Lieut.  Jadwiu,  Avho  has  also  supervised  the 
contract  work  of  building  new  barracks  and  preparing  foundations  for 
quarters  ^o.  10. 

The  now  barracks  for  Companies  B  and  C,  built  last  year,  have  been 
occupied  and  a  new  barrack  for  Company  A  was  well  under  way  at  the 
end  of  the  fiscal  year,  and  will  doubtless  be  ready  for  occupancy  before 
cold  weather.  The  removal  of  quarters  !No.  10  to  the  opposite  side  of 
the  parjide  ground  was  done  by  enlisted  men  under  the  immediate  super- 
vision of  Sergt.  McMauus,  and  Avas  successfully  accomplished  while 
three  ofldcers  were  living  in  the  building.  Foundation  and  basement 
walls  have  been  built  by  contract,  and  the  work  of  replastering,  paint- 
ing, etc.,  hjis  been  nearly  comiileted. 

Considerable  work  has  been  done  by  tiie  garrison  in  extending  and 
repairing  roads,  sidewalks,  gutters,  and  drains  and  in  grading  and 
macadamizing  tne  company  i)arade  grounds.  Quite  a  number  of  shade 
trees  have  been  transplanted  and  the  space  between  barracks  and 
company  parade  grounds  has  been  sodded. 

A  quantity  of  concrete  from  the  foundations  of  old  buildings  has 
been  broken  up  into  masses  convenient  for  handling  and  hauled  to  the 
margin  of  the  ice  pond  for  use  in  building  a  retaining  wall.  This  wall 
is  very  nmcli  needed  to  enable  the  grading  around  the  pond  to  be  so 
arranged  as  to  prevent  surface  water  from  running  into  the  pond,  and 
also  to  get  rid  of  the  muddy  and  A^ery  unsanitary  margin  that  has  long 
been  a  menace  to  the  health  of  the  post.  A  small  allotment  of  funds 
has  been  repeatedly  asked  for  to  complete  this  much-needed  improve- 
ment, but  as  none  has  been  allowed  the  work  has  been  undertaken  by 
fatigue  parties,  and  a  considerable  part  of  the  trench  for  the  wall  has 
been  dug;  but  owing  to  the  extreme  heat  there  is  liability  to  cause 
malarial  fever  in  the  vicinity  of  the  pond  at  this  time,  and  it  may  be 
necessary  to  suspend  operations  until  frost  comes.  Although  it  will 
only  be  possible  to  do  a  little  of  this  work  at  a  time,  it  is  hoped  that  it 
may  eventually  be  completed.  The  post  quartermaster  has  also  done 
considerable  miscellaneous  work  in  tearing  down  old  buildings  and 
clearing  up  the  space  occupied  by  them,  in  repairing  the  ice  house, 
preparing  the  target  butts  for  the  annual  rifle  practice,  and  in  fixing 
up  the  old  guard  house  for  quarters  for  the  band  sergeant. 

II.— UNITED  STATES  ENGINEER  SCHOOL. 

The  scope  and  object  of  the  school  have  been  fully  set  forth  in  previous 
reports  and  in  the  order  establishing  it  on  its  present  basis.  The  orders 
issued  in  pursuance  of  the  latter,  arranging  the  details  of  the  seasons' 
Avork,  are  appended,  marked  A,  B,  and  C. 

During  the  present  year  a  class  of  three  engineer  ofiicers  completed 
the  full  course  of  two  and  one-half  years,  and  four  line  officers  com- 
pleted their  course  of  torpedo  instruction. 
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Secoiid  Lieut.  Jay  J.  Morrow,  Corps  of  Engineers,  was  relieved  from 
instruction  at  the  U.  S.  Engineer  School  January  4, 1894,  on  being 
appointed  post  adjutant,  signal  and  recruiting  officer,  battalion  adju- 
tant and  treasurer,  commanding  Company  D,  Battalion  of  Engineers, 
after  having  completed  over  two  years  of  the  prescribed  course.  Second 
Lieut.  John  S.  Sewell,  Corps  of  Engineers,  was  also  relieved  from 
instruction  and  assigned  to  duty  under  the  immediate  orders  of  the 
chairman  ot  Special  Subcommittee  on  Appropriations,  House  of  Eep- 
resentatives,  and  of  Col.  Wilson,  Corps  of  Engineers. 

THIUI)   winter's   class — (COURSE   COMPLETED.) 

Second  Lioiit.  Spencer  Cosby,  Corps  of  Enffineers. 
Second  Lient.  Charles  P.  Echols,  Corps  of  Engineers. 
Second  Lient.  James  ;F.  Mclndoe,  Corps  of  Engineers. 

SECOND  winter's  CLASS. 

Second  Lient.  James  B.  Cavanangh,  Corps  of  Engineers. 
Second  Lieut.  James  P.  Jervey,  Corps  of  Engineers. 

I'lftsT  winter's  class. 

Second  Lieut.  James  Hamilton,  Third  Artillery. 

Second  Lieut.  Joseph  C.  Fox,  Thirteenth  Infantry. 

Second  Lieut.  Isaac  C.  Jenks,  Twenty  fourth  Infantry. 

Second  Lieut.  John  E.  Woodward,  Sixteenth  Infantry. 

Second  Lieut.  James  Ronayne,  Nineteenth  Infantry. 

Second  Lieut.  George  P.  Howell,  Corps  of  Engineers.  • 

Second  Lieut.  Charles  W.  Kutz,  Corps  of  Engineers. 

Second  Lieut.  Meriwether  L.  Walker,  Corps  of  Engineers. 

Second  Lieut.  Robert  P.  Johnston,  Corps  of  Engineers. 

Second  Lieut.  Robert  R.  Raymond,  Corps  of  Engineers. 

III.— BATTALION  OF  ENGINEERS. 

The  law  provides  for  five  companies  of  Engineer  troops,  having  an 
aggregate  strength  of  752  enlisted  men,  olBcered  by  details  from  the 
Corps  of  Engineers. 

At  present  only  four  companies,  vrith  a  total  strength  of  500  enlisted 
men,  are  allowed  to  be  recruited. 

The  aggregate  strength  of  the  Battalion  of  Engineers  on  June  30, 
1894,  including  Company  E,  stationed  at  West  Point,  F.  Y.,  was  17 
commissioned  officers  and  406  enlisted  men. 

During  the  year  Companies  A,  B,  and  C  have  been  stationed  at  Willets 
Point;  Company  D  exists  in  name  only ;  Company  E  has  been  stationed 
at  West  Point  to  assist  in  the  practical  instruction  of  cadets  of  the 
Military  Academy  in  building  military  bridges,  sapping,  mining,  and 
signaling. 

A  detachment  of  16  noncommissioned  officers  and  privates  was  sent 
to  Chicago  to  assist  in  setting  up  and  exhibiting  the  engineer  models 
and  other  exhibits  in  the  Government  building  at  the  World's 
Columbian  Exi)osition,  and  remained  there  during  the  summer.  Their 
conduct  and  soldierly  bearing  were  such  as  to  win  praise  from  the  officers 
under  whose  orders  they  were  serving  and  from  numerous  civilians  who 
visited  the  Exposition. 

The  following  is  a  roster  of  officers  serving  with  the  Battalion  of 
Engineers  on  June  30,  1894  viz : 

Lieut.  Col.  W.  R.  King  Corps  of  Engineers,  commanding. 
Second  Lieut.  Jay  J.  Morrow,  Corps  of  Engineers,  adjutant. 
Second  Lient.  Edgar  Jadwin,  Corps  of  Engineers,  quartermaster. 
Company  A: 

Capt.  Walter  L.  Kisk,  Corps  of  Engineers,  commanding  company. 
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Company  A — Continued. 

Second  Lieut.  Meriwether  L,  Walker,  Corps  of  Engineers,  with  company. 

Second  Lieut.  Robert  R.  Raymond,  Corps  of  Engineers,  with  company. 
Company  B: 

Capt.  William  T.  Rossell.  Corps  of  Engineers,  commanding  company. 

Second  Lieut.  James  B.  Cavanaugh,  Corps  of  Engineers,  with  company. 

Second  Lieut.  Qeorge  P.  Howell,  Corps  of  Engineers,  with  company. 
Company  C : 

Capt.  William  M.  Black,  Corps  of  Engineers,  commanding  company. 

Second  Lieut.  John  S.  Sewell,  Corps  of  Engineers,  on  detached  service. 

Second  Lieut.  James  P.  Jervey,  Corps  of  Engineers,  with  company. 

Second  Lieut.  Charles  W.  Kutz,  Corjw  of  Engineers,  with  company. 

Second  Lieut.  Robert  P.  Johnston,  Corps  of  Engiueei*s,  with  company. 
Company  D : 

Exists  in  name  only. 
Company  E : 

Capt.  James  L.  Lusk,  Corps  of  Engineers,  commanding  company. 

First  Lieut.  Mason  M.  Patrick,  Corps  of  Engineers,"  with  comi)any. 

Second  Lieut.  Charles  S.  Bromwell,  Corps  of  Engineers,  with  company. 

Second  Lieut.  Jay  J.  Morrow,  Corps  of  Eugiueers,  was  relieved  from 
duty  with  Company  C,  Battalion  of  Engineers,  and  appointed  adjutant 
and  treasurer.  Battalion  of  Engineers,  January  4, 1894,  in  orders  Ko. 
3,  Battalion  of  Engineers,  Willets  Point,  N.  Y.,  January  4,  1894. 

Second  Lieut.  James  P.  Jervey,  Corps  of  Engineers,  Avas  transferred 
from  Company  C,  to  Company  A,  Battalion  of  Engineers,  July  4, 1893, 
in  orders  No.  85,  Battalion  of  Engineers,  Willets  Point,  N.  Y.,  July, 
4, 1893,  and  transferred  from  Company  A,  to  Company  C,  Battalion  of 
Engineers,  January  23, 1894,  in  orders  No.  16,  Battalion  of  Engineers, 
Willets  Point,  N.  Y.,  January  23, 1894. 

The  following  table  shows  the  changes  that  have  taken  place  in  the 
personnel  of  the  officers  during  the  year: 


Kaiik. 


Names. 


Date. 


Secoud  lieutenaot . 

Do 

Do 

Do 

Do 

Do 

Captain 

Do 

Second  lion  tenant . 

Do 

Do 

Do 

Do 


Joined 
or  relieved. 


Deakynts  Herbert 

Howell,  ( J  eorge  P 


July    3,1893 
Sept.  30, 1893 


Kelieved. 
Joined  .. 


Kntz,  Charles  W 

Walker,  MeriwetlierL 
Johnston,  Robert  P. . , 
Raymond.  Robert  R. . . 
Roasell,  William  T... 


Hoxie,  Richard  L. 
Keller,  Charles... 


Mcfirt?gor,  Robert — 
Cosby,  Spencer 


Echols.  Chiyles  P.. 
Mcludoo,  James  F. 


....do ' 

-...do I 

....do • 

....do 

Nov.  11, 1893 


Nov.  13, 1893  ; 
Nov.   7,1893 


Dec.  26,1893 
Juno   0,1894 


..do. 
..do. 
..do. 
..do. 
..do. 


Relieved 

do 


...do. 
...do. 


.do. 
.do. 


.do. 
.do. 


Remarks. 


Siwcinl  Orders,  140, 
taut-General's 
June  21,  1893. 
Special  Orders,  145, 
taDt.Genoral's 
July  8,  1803. 
Do. 
Do. 
Do. 
Do. 
Special  Orders.  260, 
t4int  General's 
Nov.  10,  1893. 
Do. 
Special  Orders  254, 
tHnt-Gencrnl's 
Nov.  5,  1893. 
Special  Orders,  288, 
tant-Gcii  eral  s 
Dec.  14.  1893. 
Special  Orders.  132, 
tant-General's 
June  6,  1894. 
Do. 
Do. 


Office, 

Adjn- 
Office, 


Adjn. 

omce, 


Adja. 
Office, 

Adjtt- 
Office, 

Adja- 
Office. 


RECRUITING,  DISCIPLINE,  ETC. 

During  the  year  recruits  for  the  battalion  have  been  obtained  by 
enlistments  at  Willets  Point  and  West  Point,  and  by  assignment  on 
their  own  application  from  recruiting  depots  or  other  branches  of  the 
service. 

An  engineer  sergeant  detailed  to  recruit  for  the  Battalion  of 
Engineers  on  February  17, 1893,  and  attached  by  the  superintendent 
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recruiting  service  to  reudezvous  No.  146  Park  Row,  NeAv  York  City, 
was  continaecl  on  that  duty  during  the  year. 

The  following  is  a  statement  of  changes  among  the  enlisted  men  of 
the  battalion  during  the  past  year: 

Gain: 

Recruits  from  depots 26 

Enlisted  in  the  battalion  ( Willets  Point,  91  j  West  Point,  20) Ill 

Reenli8ted(Willetts  Point,  32;  West  Point,  7) 39 

By  transfer 12 

From  desertion 12 

Total  gain 200 

Loss: 

Discharged  by  expiration  of  service 43 

for  disability 2 

by  sentence  of  general  court-martial 15 

by  special  order 6 

by  General  Orders  80,  Adjutant-Generars  OflSce,  series  of  1890..  22 

by  General  Orders  81,  Adjutant-Cienerars  Office,  series  of  1890..  15 

Transferred 18 

Retired 3 

Died 3 

Deserted , 25 

Total  loss 1 152 

This  result  shows  a  net  gain  of  48  men,  which  increases  the  battalion 
to  Avitbin  34  men  of  its  authorized  strength. 

During  the  fiscal  year  ending  June  30, 1894,  60  men  of  the  Battalion  of 
Engineers  were  entitled  to  be  discharged  under  the  provisions  of  para- 
agraph  2,  General  Orders  80,  Adjutant-General's  Office,  1890,  22  of 
whom  availed  themselves  of  this  privilege. 

Sixty-two  enlisted  men  were  on  furlough  during  the  yejir  under  the 
provisioiis  General  Orders  !N^o.  80,  Adjutant-GeneraPs  Office,  1890. 

The  following  table  gives  a  comparative  statement  of  recruiting, 
desertions,  etc.,  during  the  past  ten  years : 


Fiscal  year. 


Recruiting. 


En-      Keen- 
listed,  listed 


jAvcragodaily, 
.'      number.      . 


Juno  80, 
Jane  :>0, 
Judo  HO, 
Jnne  30, 
June  30, 
June  30, 
Jnne  30, 
Jnne  30, 
June  30, 
June  30, 


1884, 
1885, 
1886, 
1887, 
1888, 
1889. 
1890, 
1891, 
1892. 
1893, 


to  Jnno  30, 
to  June  30, 
to  June  30, 
to  Jnne  30, 
to  Juno  30, 
to  June  30, 
to  June  30, 
to  June  30, 
to  Junjo  30, 
to  June  30, 


1885. 
1886. 
J  887. 
1888. 
1889. 
1890. 
1891. 
1892. 
1893. 
J894. 


56  I 

57  i 
20  1 

9 
.  90  I 
147  I 
50  I 
83  I 
03 
111  1 


nne- 


I    De- 
serted. 


Tmls. 

General,  ^^^'      Sum- 
court-  1     ««" 


No.  of 

nieuon 


boneral      '__     I    Sura-     nieuon 
court-     „°„"    I    mary  Juno 30. 


0 

38 

106 

8 

22  1 

76 

9 

17  1 

40 

12 

22  1 

49 

6 

20  1 

23 

9 

14 

52 

6 

12  ! 

15 

5 

10  I 

24 

6 

11 

17 

6 

13  i 

25 

11 

59 

383 

20 

107 

396 

19 

160 

388 

21 

218 

387 

*   1 

214 

402 

13 

304 

468 

12 

00 

138 

417 

1^ 

4 

208 

437 

18 

8 

156 

418 

27  ' 

4 

125 

468 

Average  . . : '    68. 6  1    38. 4 


7.  3      15. 9       43. 6 


113. 8       157. 


416.2 


It  will  be  seen  from  this  table  that  the  number  of  men  enlisted  is 
greater  than  at  any  report  during  the  i)ast  ten  years,  except  in  1890; 
that  there  has  been  a  falling  off  of  25  i>er  cent  in  the  number  of  trials 
for  minor  offenses,  while  the  number  of  desertions  and  trials  by  gen- 
eral court  martial  are  about  one-half  larger  than  last  year.  These  two 
items  usually  depend  more  upon  the  number  of  recruits  than  upon  the 
strength  of  the  command,  and  this  number  was  unusually  large  during 
the  past  year. 
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The  numbers  of  sick  and  of  men  in  confinement  are  below  the  average 
for  the  ten  years. 

Tlie  following  statement  shows  the  number  of  different  men  tried  by 
court-martial  and  other  facts  relative  to  the  trials: 

Trials. 

By  general  court 27 

By  summary  court 125 

Oojected  tu  trial  by  summary  court  and  tried  by  garrison  court 4 

Total : 150 


Trio<lonc© 

Tried  twice 

Tried  three  times . 

Tried  four  times . . 

Tried  five  times... 

Total 


No.  of 

No.  of 

men. 

trials. 

55 

55 

22 

44 

9 

27 

5 

20 

2 

10 

93  I 


Number  of  men  who  ploadetl  guilty 127 

Number  of  men  who  pleaded  not  guiltj- 29 

Total ^ 156 

Number  of  acquittals 6 

Num  ber  found  guilty 150 

Total '. 156 

This  statement  shows  that  only  one-fifth  of  the  men  were  guilty  of 
any  delinquency  during  the  ye.ar  of  sufficient  imi^ortance  to  require 
trial,  and  that  the  number  of  men  who  were  tried  more  than  once  dur- 
ing the  year  was  less  than  in  former  years. 

The  question  of  nativity  of  the  enlisted  men  in  the  Army  being  often 
misunderstood,  the  following  table  relating  to  the  Battalion  of  Engi- 
neers has  been  prepared,  from  which  it  will  be  seen  that  52  per  cent 
were  born  in  this  country,  and  that  only  5  per  cent  have  been  in  this 
country  less  than  five  years : 

JUitUilioii  of  Knginecrs. 


Nationalities. 

Noncor 

mission 

stafl'  ai 

band. 

n- 
ed 
id 

5 

1 
Company  C 

A.       1 

Jompany 
B. 

:a 

3 

1 

1 

Company 
4G 

Company 

70 

1 

Total. 

United  States 

Austria 

38! 
2 

242 

Brazil 

\ 

Canada ' 

Ceylon 

Cu  ua ' 

J 

1 

3 
1 



1 

1 

Denmark - 

1 

1 

9 

2 

1 
10 

2 
36 

1 

8 

England 

j'ranco 

... 

5  1 

2 

23 
1 

Germany 

Holland 

« 

». 

17 

1 
25 

1 

8 

02 
3 

Ireland 

Norway 

Poland 

1 
1 

30 
3 

}!: 

1 

4 

G 

1 

Russia 



2 

3 

Scotland 

1 
1 

1 

South  Africa 

1 

SworlPTi 

W 

2 

i' 

3 

Switzerland 

2 

1 

Total 

18 

115 

117 

117 

98 

465 
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Noncommissioned  staff  ami  band 

Company  A 

Company  B 

Company  C 

Company  E 

Total 


Doru  in 
United 
States. 


I 


10  years  or  j 
over. 


5  to  10 
years. 


242 


Less  than  5 
years. 


8 

4 

1 

27 

24 

0 

37 

18 

8 

89 

25 

7 

11 

« 

2 

21 


Grand  total,  4(»5  men. 


DRILL  AND   INSTRUCTION. 


During  the  year  the  Battalion  of  Engineers  has  been  drilled  and 
instructed  as  follo^fs: 

1.  Infantry  tactics:  School  of  the  soldier,  company,  and  battalion. 

2.  Target  practice:  The  practice  for  the  post  of  Willets  Point,  New 
York  Harbor,  for  the  past  year  was  from  July  3, 1893,  to  August  30, 
1893,  and  at  West  Point,  K.  Y.,  during  the  months  of  May,  June  and 
July  1893. 

Owing  to  the  objections  by  the  citizens  living  in  the  vicinity  to  the 
use  of  the  rifle  range  at  this  post,  no  regular  target  practice  could  be 
had.  A  suitable  butt,  with  targets  for  firing  at  short  ranges  and  with 
reduced  charges,  built  at  this  post  in  1891,  was  thoroughly  repaired 
during  June,  1893. 

Target  practice  was  held  daily  by  companies  in  turn,  superintended 
by  the  company  commanders. 

3.  Pontoniering  during  the  months  of  August  and  September,  1893. 

4.  Military  engineering:  Foot  reconnoissance,  tracing,  profiling,  find 
constructing  field  fortifications,  sapping,  construction  of  spar  bri«lges, 
double  lock,  including  knots  and  lashings,  during  the  months  of  Octo- 
ber and  November,  1893. 

5.  Torpedo  drills  were  had  throughout  the  year,  the  winter  months 
being  devoted  to  indoor  drills  and  practice  in  the  loading  room,  and 
the  summer  mouths  in  outdoor  drills  and  exercises. 

The  following  number  of  men  received  instruction  during  the  winter 
months,  viz,  22  sergeants,  32  corporals,  and  287  privates. 

One  sergeant,  7  corporals  of  Company  E,  Battalion  of  Engineers, 
were,  in  detachments  of  two  each,  assigned  for  instruction  in  torpedo 
servi(;e  under  authority  granted  in  letter  dated  Adjutant-General's 
Office,  August  3,  1893. 

Qualifioatiou  of  privates: 

First  class 266 

Second  class 21 

Total 287 

Four  men  received  no  instruction  during  indoor  season,  viz,  2  men 
in  confinement,  and  2  men  sick  in  hospital  during  entire  season. 

During  the  summer  months  6  grand  groups  were  planted,  which 
required  6  different  details  by  roster,  each  detail  consisting  of  2  com- 
missioned oflicers,  3  noncommissioned  officers,  and  12  privates. 

C.  Photography:  Selected  details  of  noncommissioned  officers  have 
been  instructed  in  military  photography. 

?•  In  order  to  facilitate  the  learning  of  the  various  industrial  trades 
by  enlisted  men,  and  furnish  men  qualified  for  special  duty  as  carpen- 
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ters,  blacksmiths,  engine-drivers,  etc.,  a  detail  of  4  men  from  each  com- 
pany was  employed  under  the  supervision  of  Lieut.  James  B.  Cava- 
naugh,  Cori)s  of  Engineers,  to  act  as  assistants  to  the  mechanics  at 
work  in  the  different  shops  on  the  post,  wh«m  not  on  other  duty.  This 
duty  was  voluntary,  and  the  men  were  allowed  to  select  the  trades 
they  were  to  learn.  If  they  made  satisfactory  progress,  they  were  con- 
sidered eligible  for  special  details  when  A^acancies  occur,  but  if  not  they 
were  replaced  by  others,  and  a  record  was  kept  of  the  progress  made 
by  each  man  for  future  reference. 

8.  The  post  schools  for  the  enlisted  men  and  for  the  children  living 
on  the  post  were  under  the  supervision  of  Lieut.  James  B.  Cavanaugh, 
Corps  of  Engineers,  and  have  been  well  conducted.  Fifty-three  enlisted 
men  and  56  children  between  the  ages  of  5  and  15  have  received  appro- 
priate instruction. 

The  following  recommendations  made  in  former  reports  are  respect- 
fully renewed,  as  experience  continues  to  indicate  that  the  changes 
recommended  are  desirable  for  the  best  interests  of  the  service,  viz: 

(1.)  A  three-years'  term  of  enlistment,  with  reenlistments  for  the 
same  period  during  good  behavior  and  physical  fitness. 

(2.)  A  repeal  of  all  complicate  laws  and  regulations  authorizing  dis- 
charges by  purchase  or  otherwise,  before  expiration  of  service.  The 
occasional  discharge  of  an  enlisted  man  for  the  good  of  the  service,  or, 
in  special  cases,  for  the  benefit  of  the  soldier,  as  heretofore  practiced 
for  many  years,  appeared  to  answer  all  purposes. 

(3.)  Simplify  the  rates  of  i)ay  and  allowances,  and  increase  the  pay 
of  noncommissioned  officers. 

(4.)  Have  check  roll-call  at  9:30  instead  of  11  p.  m. 

Engineer  Depot. 


I.  The  building  for  engineer  models  built  by  engineer  soldiers  in 
1891,  has  proved  a  timely  provision  for  the  purpose,  as  it  is  now  well 
filled  with  models,  building  materials,  etc.,  which,  including  those 
received  from  the  World's  Columbian  Exposition,  have  been  found  of 
the  greatest  advantage  in  the  instruction  of  classes  in  civil  and  mili- 
tary engineering. 

II.  A  third  cable  tank  has  been  eompleted  and  is  now  being  filled 
with  torpedo  cable. 

III.  An  additional  quantity  of  balks  and  chess  have  been  prepared 
for  ponton  bridges,  and  6  new  canvas  ponton  covers  have  been  ordered, 
the  frames  having  been  prepared  by  altering  a  number  of  frames  that 
were  on  hand,  but  which  were  larger  than  required  by  the  Ponton 
M<anual. 

The  quantity  of  mooring  rope,  lashings,  etc.,  has  also  been  increased, 
and  with  what  has  been  ordered  will  be  sufficient  for  any  ordinary 
demand  likely  to  be  made  on  the  depot  for  that  class  of  materials. 
There  will  be  enough  to  build  50  bays  with  boats  and  trestles,  while 
the  sui-plus  of  balks  and  chess  which  could  be  floated  on  rafts  of  casks 
or  various  kinds  of  boats  that  can  be  found  on  most  of  our  rivers, 
would  extend  the  bridge  to  over  2,000  feet  in  length. 

The  wagons  belonging  to  the  ponton  trains  are,  many  of  them,  still 
in  fair  condition,  but  some  of  them  that  were  too  near  the  ground  are 
going  to  decay.  Some  700  of  them  were  piled  in  a  large  frame  building 
immediately  after  the  war,  nearly  thirty  years  ago,  and  a  recent  over- 
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hauling  of  a  part  of  the  stock  discloses  the  fact  that  many  of  those  at 
the  bottom  of  the  pile  have  come  in  contact  with  the  earth  by  the  rot- 
ting away  of  the  timbers  on  which  they  were  piled.  It  will  be  an 
enormous  amount  of  work  to  overhaul  the  entire  numl>er,  and  as  it  is 
not  likely  that  more  than  a  quarter  of  them  will  ever  be  needed, 
even  if  they  were  serviceable,  it  will  probably  be  best  to  select  a  sufft- 
cient  number  of  those  in  the  best  condition  and  have  the  rest  con- 
demned and  sold.  The  building  in  which  they  are  stored  is  a  mere 
shell,  in  one  continuous  room,  250  feet  long,  and  from  its  structure 
would  be  entirely  consumed  in  case  of  fire.  I  have  had  the  wagons 
removed  from  a  section  near  the  middle,  and  it  would  be  an  additional 
precaution  to  have  a  brick  wall  or  two  built  across  the  building  and 
extended  up  to  and  above  the  roof,  so  that  in  case  of  fire  one  portion 
of  the  building  and  its  contents  could  be  saved. 

IV.  The  furnace  in  the  officers'  laboratory  having  become  unservice- 
able, a  steam  heater  was  put  in,  and  in  order  to  avoid  the  introduction 
of  any  magnetic  substance  in  or  near  the  galvanometer  room,  the  radi- 
ators were  made  of  the  old  copper  pipes  formerly  used  in  the  condenser 
of  one  of  the  steamers.  The  radiators  were  placed  in  the  second  story 
of  the  building  as  well  as  the  first,  which  was  formerly  the  only  one 
heated. 

V.  A  very  important  item  of  depot  work  has  been  in  receiving  the 
models  from  the  World's  Columbian  Exposition  and  unpacking,  repair- 
ing when  necessary,  setting  up  and  labeling  the  models  and  views. 
They  were  received  in  3  lots  and  numbered  177  boxes  and  packages. 

DEPOT  PROPERTY  AND  WORK  OF  DEPOT. 

I.  The  contract  for  50  miles  of  insulated  cable  referred  to  in  last 
report  was  very  much  delayed  by  the  difficulty  of  getting  machinery 
and  materials  adapted  to  the  manufacture  of  the  special  kind  of  cable 
required  by  the  specifications,  but  the  cable  has  finally  been  made  of 
suitable  quality  and  quantity,  and  a  second  contract  for  34  miles  has 
been  awarded  to  the  same  company. 

II.  The  Sims-Edison  fish  torpedo,  after  many  tests,  was  finally 
accepted  August,  1893,  and  a  new  2-mile  cable  was  procured  for  it. 

III.  A  large  quantity  and  variety  of  engineer  property  which  had  be- 
come unserviceable  was  overhauled,  inspected,  and  condemned.  This 
property  was  the  accumulation  of  a  number  of  years  at  the  depot,  some 
of  it  having  been  in  use  here,  and  some  had  been  turned  in  by  other 
officers  having  such  property  in  charge. 

IV.  The  balance  of  submarine  mining  materials  on  hand  and  such  as 
could  be  procured  for  defense  at  channels  at  six  places  was  shipped  to 
these  i)laces  for  storage. 

V.  A  submarine  cable  was  laid  across  the  Narrows  between  Forts 
Wadsworth  and  Hamilton,  and  having  been  broken  by  a  ship's  anchor 
it  was  subsequently  taken  up  and  repaired  and  relaid. 

VI.  Additions  were  made  to  the  library  of  the  U.  S.  Engineer  School 
during  the  year  by  purchase  of  new  publications  and  maps,  to  the  extent 
of  the  available  appropriation. 

INSTRUMENTS. 

The  various  kinds  of  instruments  on  hand  in  the  depot  have  been 
properly  cared  for,  some  additions  have  been  made  by  purchase,  and 
the  work  of  issuing,  receiving,  and  repairing  was  continued. 
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I.  Received  by  purchase  duriug  tlic  year  under  formal  proposals,  viz: 

Seven  engineer  transits,  3  engineer  levels,  10  leveling  rods,  5  sextants,  12  binocular 
field  glasses,  12 100-foot  metallic  tapes,  12  thermometers,  14  odometers,  24  T  squares, 
12  triangular  scales,  14  sets  drawing  instruments,  1  magnifying  glass,  1  beam  com- 
pass, and  2  drawing  x>en8.     Total  cost,  $2,361.56. 

II.  Issues  to  officers  of  the  Corps  of  Engineers  and  to  acting  engi- 
neer officers  at  Department  headquarters  during  the  year  were  as 
follows ; 

Ten  engineer  transits,  8  engineer  levels,  7  leveling  rods,  1  sextant,  1  reflecting 
circle,  14  binocular  lield  glasses,  8  aneroid  barometers,  15  sets  drawing  instruments, 
20  odometers,  4  silver  watches,  1  spyglass,  11  pocket  compasses,  2  prismn-tio  com- 
passes, 1  beam  compass,  12  scales,  12  protractors,  6  thermometers,  4  heliotropes,  5  100- 
foot  snrveyors'  chains  and  pins  for  same,  3  rain  gauges,  1  300- foot  steel  tape  chain,  1 
reading  glass,  28  triangles,  16  T  squares,  5  100-foot  steel  tapes,  2  drawing  pens,  and 
1  photographic  camera. 

There  were  also  issued  during  the  year  various  instruments  to  sur- 
veying parties,  composed  of  details  from  the  Engineer  Battalion,  for 
the  purpose  of  making  instrumental  surveys  of  certain  portions  of 
Long  Island,  and  for  hydrographical  surveys  of  the  waters  in  the  vicin- 
ity of  this  post. 

III.  Eeceipts  of  instruments  from  officers  on  public  works  and  sur- 
veys: 

Two  engineer  transits,  2  engineer  levels^  2  zenith  telescopes,  2  aneroid  barome- 
ters, and  1  binocular  field  glass. 

IV.  Repairs  to  instruments.  All  of  the  repairing  to  depot  instru- 
ments has  been  performed  by  enlisted  men  of  the  Engineer  Battalion 
detailed  on  extra  duty  for  the  purpose.  The  following  have  been  over- 
hauled and  repaired  in  the  depot  repair  shop,  viz : 

Eleven  engineer  transits,  14  engineer  levels,  1  theodolite,  1  level  rod,  1  reflecting 
circle,  2  chronometers^  18  pocket  compasses,  5  steel  tapes,  3  current  meters,  4  helio- 
tropes, 3  tripods,  17  prismatic  compaases,  1  aneroid  barometer,  1  binocular  field  glass, 
1  tide  gauge,  2  sets  drawing  instruments,  1  sextant,  1  standard  measure,  2  clocks,  5 
galvanometers,  1  wattmeter,  2  voltmeters,  2  switch  boards,  1  keyboard,  and  12  dial 
telegraph  instruments. 

V.  The  following  instruments  pertaining  to  Ileadquarters  Depart- 
ment of  Dakota  were  repaired  at  St.  Paul,  Minn.,  and  the  cost  of  repairing 
paid  for  from  this  office,  under  authority  of  the  Chief  of  Engineers,  U. 

&.  A.,  viz : 

Four  engineer  transits,  3  chronometers,  2  sextants,  4  prismatic  compasses,  2  artifi- 
cial horizons,  1  beam  compass,  1  reflecting  circle,  and  1  set  drawing  instruments. 

VI.  Instruments  inspected  and  condemned.  The  following  instru- 
ments, having  become  unserviceable,  were  inspected  and  condemned 
duriug  the  year,  viz  : 

Six  chronometers,  3  sextants,  7  artificial  horizons,  2  telegraph  relays,  10  aneroid 
barometers,  10  mercurial  barometers,  1  wind  gauge,  1  psychrometcr,  7  thermometers, 
5  surveyors'  compasses,  7  engineer  transits,  6  theodolites,  4  engineer  levels,  4  level 
rods,  1  plane  table,  6  tripods,  2  comparators,  10  surveyors'  chains,  19  sets  pins  for  the 
same,  14  tapes  (50  and  100  feet  long),  35  odometers,  1  boat  compass,  29  prismatic  com- 
passes, 3  box  compasses,  13  pocket  compasses,  2  hand  levels,  1  Jacob's-staff  level,  1 
pocket  sextant,  2  watches,  18  protractors,  and  14  sets  drawing  instruments. 

In  this  connection  I  would  respectfully  invite  attention  to  the  fact 
that  some  additional  precautions  are  needed  to  prevent  undue  loss  and 
damage  to  instruments  from  carelessness  or  ignorance  on  the  i>art  of 
those  who  use,  or  rather  misuse,  them  in  the  service. 

Great  care  has  been  taken  to  procure  the  most  servicejible  instru- 
ments for  the  various  purposes,  and  it  is  well  known  that  a  good  traii- 
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sit  or  box  of  drawing  instruments  will  last  a  lifetime  if  properly  taken 
care  of.  It  is  seldom,  however,  that  either  surveying  or  drawing  instru- 
ments once  issued  from  the  depot  are  ever  returned  in  a  serviceable 
condition,  no  matter  how  short  a  time  they  have  been  in. use.  It  is  no 
uncommon  thing  to  see  valuable  instruments,  such  as  transits  and 
levels,  returned  after  only  a  few  months'  service  in  a  state  of  complete 
wreck.  Drawing  instruments  are  seldom  returned  at  all,  and  never  in 
a  serviceable  condition.  They  frequently  bear  evidence  of  having  been 
used  to  clean  pipes,  or  as  substitutes  for  corkscrews  in  opening  bottles. 

This  difficulty  is  not  one  of  recent  origin,  and  allowance  must  be 
made  for  the  rough  nature  of  the  service  for  which  instruments  are 
sometimes  needed  ;  but  it  would  be  a  good  thing  for  the  service  if  all 
officers  who  present  instruments  for  condemnation  in  a  discreditable 
condition,  were  required  to  give  an  account  of  the  circumstances?  under 
which  the  instruments  were  rendered  unserviceable. 

It  would  also  be  for  the  benefit  of  the  service  if  every  officer  were 
required  to  procure  a  small  case  of  drawing  instruments  for  his  own 
use.  A  fairly  gcod  pocket  set  can  be  procured  for  $5  or  $G,  and  I 
understand  that  all  cadets  at  the  Military  Academy  are  now  required 
to  pay  three  or  four  times  that  sum  for  the  instruments  they  are  re- 
quired to  buy,  and  which,  if  properly  taken  care  of,  will  last  as  long  as 
the  officer  remains  on  the  active  list.  It  would  therefore  be  no  hard- 
ship to  require  all  officers  to  furnish  their  drawing  instruments  in  the 
same  way  as  they  do  their  swords  and  spurs. 

EXPERIMENTS. 

In  addition  to  the  usual  laboratory  work  pertaining  to  the  torpedo 
drill,  such  as  testing  cables,  connecting  wires,  fuses,  etc.,  other  experi- 
ments have  been  made  during  the  year,  among  which  were  the  follow- 
ing: 

I.  In  destroying  two  old  concrete  platforms  for  15-inch  guns,  and  the 
foundations  of  several  other  structures  also  of  concrete,  the  charges 
were  so  located  and  the  quantity  of  explosive  was  so  adjusted  as  to 

^give  some  information  relative  to  the  use  of  high  explosives  for  purposes 
^of  demolition.  A  large  number  of  charges  were  fired  and  several  kinds 
of  explosives  were  tried.  The  concrete  was  of  good  quality,  but  it  was 
incidentally  noticed  that  even  when  carefully  laid,  concrete  is  not 
strictly  a  monolith,  as  is  generally  supposed,  but  that  it  naturally 
divides  at  the  surfaces  where  the  work  has  been  stopped  and  started 
again.  In  some  cases  a  wall  2  feet  thick  would  break  oft"  in  a  perfectly 
smooth  plane  cleavage  for  a  distance  of  15  or  20  feet. 

It  was  found  that  a  charge  of  1  pound  of  dynamite,  or  its  equivalent, 
would  break  a  concrete  slab  18  inches  thick^  the  charge  being  placed 
under  the  concrete  and  tamped  by  the  earth  upon  which  the  concrete 
rested,  and  as  this  was  done  without  throwing  splinters,  the  indications 
are  that  the  charge  was  just  right. 

II.  Numerous  tests  of  sensitiveness  and  explosive  force  of  several 
varieties  of  explosive  gelatine,  maximite,  smokeless  powder,  and  dyna- 
mite were  made,  and  granulated  gun  cotton  that  had  been  in  the  mag- 
azine for  many  years  and  had  absorbed  moisture  until  it  would  not 
explode  with  the  service  fuse,  was  found  to  have  recovered  its  explosive 
properties  by  simply  allowing  it  to  dry  in  a  small  frame  magazine. 

III.  Experiments  with  the  Sims- Edison  torpedo  up  to  May,  1803,  to 
determine  whether  it  should  be  accepted  under  the  terms  of  the  contract, 
having  developed  the  fact  that  certain  requirements  of  the  specifica- 
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tions  as  to  quantity  of  cable  delivered,  etc.,  had  not  been  complied 
with,  the  torpedo  was  not  finally  accepted  until  August.  A  new  cable 
2  miles  long  having  been  procured,  a  series  of  31  runs  and  dock  trials 
were  made,  the  report  of  which  was  forwarded  to  the  Chief  of  Engineers, 
XJ.  S.  Army,  in  February  last. 

IV.  A  number  of  experiments  were  made  during  the  year  under 
direction  of  Capt.  Hoxie,  with  a  modified  system  for  operating  subma- 
rine mines  devised  by  him,  and  a  report  was  forwarded  to  the  Chief  of 
Engineers,  U.  S.  Army,  with  my  monthly  report  for  September. 

V.  A  new  form  of  surveyors'  transit,  having  a  micrometer  tangent 
screw,  devised  by  Mr.  E.  H.  Hinton  and  made  by  Mr.  F.  E.  Brandis, 
was  tested  at  the  request  of  those  gentlemen  by  Capt.  Black  and  Lieut. 
Cosby,  U.  S.  Engineers,  to  ascertain  its  adaptability  for  the  engineer 
service. 

A  current  meter,  which  was  also  procured  from  Mr.  Brandis,  was 
tested,  and  several  improvements  were  made  in  it  at  the  suggestion  of 
Capt.  Black  and  officers  under  his  direction. 

VI.  Several  tests  were  made  with  building  materials,  including  sam- 
ples of  stone  from  West  Virginia,  furnished  by  Col.  Craighill,  Corps  of 
Engineers,  and  paving  brick  forwarded  by  the  Kanawha  Brick  Com- 
pany, at  Charleston-Kanawha,  W.  Va. 

VII.  A  number  of  charges  of  dynamite  were  exploded  to  gain  some 
further  information  on  the  subject  of  sympathetic  explosions,  but  the 
results  were  not  sufficiently  decisive  to  justify  any  definite  conclusions 
without  further  trials. 

VIII.  The  question  as  to  which  end  of  a  torpedo  should  be  ignited, 
the  end  toward  or  from  the  object  to  be  destroyed,  was  investigated 
by  two  sets  of  experiments.  Six  charges  of  about  5  pounds  each  and 
six  of  10  pounds  were  exploded,  each  charge  being  about  3  feet  long. 
Three  of  each  charge  had  the  fuse  at  the  end  nearest  the  pressure 
gauge,  and  fuses  of  the  others  were  at  the  end  furthest  from  the  gauge. 
In  case  of  the  smaller  charges  the  pressures  were  too  small  to  register 
distinctly  on  the  lead  cyhnders  used,  but  with  the  10-pound  charges 
the  results  indicated  a  slight  advantage  in  favor  of  igniting  at  the 
more  distant  end  of  the  charge.  The  apparent  advantage  was  abdut 
9  per  cent;  but  the  question  is  of  sufficient  importance  to  justify  still 
further  experiments  and  with  larger  charges  to  see  whether  these  con- 
clusions are  verified. 

STATEMENT  OP  FUNDS. 

I.  Engineer  Depot  at  WilXets  Pointy  If.  Y. — Congress  appropriated  for 
the  fiscal  year  ending  June  30, 1894: 

1.  For  incidental  expenses  of  depot  (incidentals) $4, 0.)0. 00 

2.  For  purchase  of  materials  for  instruction  of  battalion  (materials) 3,500.  00 

3.  For  purchase  and  repair  of  instruments  (instruments) 3, 000. 00 

4.  For  purchase  and  hindinp;  of  professional  works  of  recent  date  treat- 

ing of  military  and  civil  engineering  (library) 5(X).  00 

Total 11,000,00 

Of  this  there  has  been  expended  and  pledged: 

1.  For  incidental  expenses  of  depot  (incidentals) $4, 000. 00 

2.  For  purchase  of  materials  for  instruction  of  battalion  (materials) 3, 122.  80 

3.  For  purchase  and  repair  of  instruments  (instruments) 2,  989. 57 

4.  For  purchase  and  bindinc  of  professional  works  of  recent  date  treat- 

ing of  military  and  civil  engineering  (library) 500,00 

Total 10,612,37 
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Congress  appropriated  under  the  act  of  February  24, 1891,  for  the 
engineer  depot  at  Willets  Point,  N.  T.,  the  sum  of  $16,000,  which  was 
assigned  to  me  for  disbursement  and  is  available  until  expended: 

6.  For  a  fireproof  building  to  replace  engineer  depot  storehouse  destroyed 

by  fire  May  10, 1890  (storehouse) $16,000.00 

July  1,  1893,  balance  unexpended 2,931.21 

July  1,1894,  balance  unexpended 2,931.21 

July  1,  1894,  balance  available 2,931.21 

The  following  allotments  from  the  several  appropriations  named 
have  been  assigned  to  me  for  disbursement  and  remain  available  until 
expended : 

II.  Torpedoes  for  harbor  defense  (act  September  22,  1888),  $98,000.00. 

July  1,  1893,  balance  unexpended $5,000,00 

July  1,  1894,  balance  unexpended  and  available 5,  000. 00 

III.  Torpedoes  for  harbor  defense  (act  MarA  2,  1889)  : 

1.  The  act  of  Congress  making  appropriations  for  fortifications,  etc.,  appropriated 
under  the  general  title  **  Torpedoes  for  harbor  defense,''  the  sum  of  $250,000  for 
purchase  of  submarine  mines  and  necessary  appliances,  and  $30,000  for  torpedo 
experiments  and  instruction  of  engineer  troops  in  submarine  mining — 

July  1,  1893,  balance  unexpended $15,  022. 60 

June  2I0, 1894,  amount  expended  during  fiscal  year 6,  301. 88 

July  1, 1894,  balance  unexpended 8,717.72 

July  1, 1894,  outstanding  liabilities 72G.  36 

July  1, 1894,  balance  available 7,991.36 

2.  For  purchase  of  movable  submarine  torpedoes ^     25, 225. 00 

July  1, 1893,  balance  unexpended 1, 375. 00 

June  80, 1894,  amount  expended  during  fiscal  year 1, 375. 00 

3.  For  construction  of  concrete  tanks  for  wet  storage  of  mining  cable, 

amount  allotted 5, 000. 00 

July  1, 1893,  balance  unexpended 1, 905. 27 

Juno  30, 1894,  amount  expended  during  fiscal  year 209. 20 

July  1, 1894,  balance  unexpended 1, 750. 07 

July  1, 1894,  outstanding  liabilities 578. 40 

July  1, 1894,  balance  available 1,177.67 

IV.  Torpedoes  for  harbor  defense  (act  August  18, 1890). 

1.  For  submarine  mines  and  necessary  appliances  for  storage  at  sundry 

points $100,000.00 

July  1, 1893,  balance  unexpended 1, 608. 15 

July  1, 1894,  outstanding  liabilities 1,528.25 

July  1, 1894,  balance  available 81.90 

2.  For  continuing  torpedo  experiments,  etc 30,  000. 00 

July  1, 1893,  balance  unexpended -       22,990.70 

July  1, 1894,  balance  unexpended  and  available 22,  990.  70 

V.  Torpedoes  for  harbor  defense  (act  February  24, 1891). 

For  submarine  mines  and  necessary  appliances  for  storage  at  sundry 

points $21,605.00 

July  1, 1893,  balance  unexpended 83.  70 

June  30, 1894,  amount  expended  during  fiscal  year 83. 70 


Digitized  by  VjOOQIC 


480         REPORT   OF   THE    CHIEF   OF   ENGINEERS,  U.  S.  ARMY. 

YI.  Torpedoes  for  harbor  defense. — For  purchase  of  American  mann- 
factured  submarine  torpedo  cable.  The  following  amounts  were  allot- 
ted from  balances  of  torpedo  appropriations  withdrawn  under  date  of 
February  13,  1892,  viz: 

1.  From  act  of  March  2,  1889 $49,859.26 

2.  From  act  of  August  18,  1890 25,101.86 

74, 961. 12 

July  1,1893,  balance  unexpended 74,961.12 

J une  30, 1894,  amount  expended  during  fiscal  year 13, 739. 71 

July  1, 1894,  balance  unexpended 61, 221. 41 

July  1, 1894,  amount  covered  by  uncompleted  contracts 61,  221. 41 

VIII.  Board  of  Ordnance  and  Fortification  (act  February  24,  1891). 

For   establishing    direct   telegraphic    communications   between    Forts 
Wadsworth  and  Hamilton,  N.  Y 1,275.00 

September  12, 1893,  amount  allotted 1, 275.00 

March  22, 1894,  amount  withdrawn 848.70 

June  30, 1894,  amount  expended  to  end  of  fiscal  year 426. 30 

1,275.00 
NEW  APPROPRIATIONS. 

The  following  items  have  been  appropriated  for  the  engineer  depot 
at  Willets  Point,  N.  Y.,  for  the  fiscal  year  ending  June  30,  1895: 

1.  For  incidental  expenses  of  depot  (incidentals) $4, 000. 00 

2.  For  purchase  of  materials  for  instruction  of  battalion  (materials). ..  3,500. 00 

3.  For  purchase  and  repair  of  instruments  (instruments) 2,000.00 

4.  For  purchase  and  binding  of  professional  -works  of  recent  date,  treat- 
ing of  military  and  civil  engineering  (library) 500.00 

Total 10,000.00 


ESTIMATES. 

There  will  be  reqnired  for  the  fiscal  year  ending  Jnne  30,  1896,  the 
following  for  the  engineer  depot  at  Willets  Point,  X.  Y.: 

1.  For  incidental  expenses  of  depot,  including  fuel,  light,  chemicals, 
stationery,  hardware,  extra-duty  pay  to  soldiers  necessarily  employed 
for  periods  not  less  than  ten  days  as  artificers  on  work  in  addition  to 
and  not  strictly  in  the  line  of  their  military  duties,  such  as  carpenters, 
draftsmen,  blacksmiths,  printers,  photographers,  lithographers,  engine 
drivers,  wheelwrights,  masons,  teamsters,  machinists,  painters,  over- 
seers, and  laborers,  and  for  materials  to  repair  public  buildings, 
machinery,  and  unforeseen  expenses $5, 000. 00 

2.  For  purchase  of  materials  for  the  instruction  of  engineer  troops  at 
Willets  Point,  N.  Y,,  in  their  special  duties  as  sappers  and  miners,  for 

land  and  submarine  mines,  x)ontonier  and  torpedo  drill  and  signaling.  500. 00 

3.  For  purchase  and  repair  to  instruments  to  bo  issued  to  oflScers  of  the 
Corps  of  Engineers,  and  to  officers  detailed  on  duty  as  acting  engineer 

officers,  for  use  on  public  works,  survcj^s,  and  reconnaissances 3, 000. 00 

4.  For  library  of  engineer  school:  For  purchase  and  binding  of  profes- 
sional works  of  recent  date,  treating  of  military  and  civil  engineering 

and  kindred  scientific  subjects 500. 00 

Total 9.000.00 
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Appendix  A.— Programmr  op  Study  and  Instruction  for  Summku  Season. 

[Printed  Orders  Xo.  115.] 

United  States  Engineer  School, 
JTillets  Point,  Neio  York  Harbor,  May  eo,  189S, 
The  foUowiDg  programrao  of  stady  and  instrnction  for  the  enduing  summer  season, 
to  commence  June  1  and  end  November  14,  1893  (24  weeks),  having  been  recom- 
mended by  the  Academic  Staif  and  approved  by  the  Chief  of  Engineers,  will  be 
carried  into  effect. 

A  roster  of  the  student  officers  will  be  kept  by  the  post  adjutant,  who  will  make 
weekly  details  for  the  various  duties  so  that  they  sball  not  conflict. 

I.  military  engineering. 

1.  Practical  instructions  by  the  company  officers  in  the  nomenclature,  dimensions, 
and  construction  of  modern  field  and  sicgo  batteries  and  saps.  Also  practical 
instructions  in  the  location  of  works  on  irregular  ground  and  the  adaptation  to  site. 

2.  A  full  course  of  trestle  and  ponton  bridge  drill. 

3.  Instruction  in  building  spar  bridges. 

4.  Instruction  in  military  minine. 

5.  Military  map  making.  Each  lieutenant  of  engineers,  who  has  not  already  done 
BO,  and  such  noncommissioned  officers  and  privates  as  may  be  selected  from  each 
company,  will  make  satisfactory  foot  reconnaissances  about  4  miles  long,  in  the  vicin- 
ity of  the  post,  the  maps  thereof  to  bo  submitted  by  company  commanders  to  post 
headquarters  on  or  before  November  14,  1893. 

II.   TORPEDO   drills. 

6.  After  receiving  such  preliminary  practice  as  maybe  necessary  to  acquaint  them 
with  tho  practical  details  of  i>reparing  and  planting  a  torpedo,  the  officers  of  the 
torpedo  class  will  be  divided  into  details  of  at  least  two  officers  each,  for  the  pur- 
pose of  taking  charge  of  the  preparation  and  planting  of  a  grand  group  of  torpe- 
does, under  the  direction  of  the  instructor  in  torpedoes,  assisted  by  one  engineer 
officer  of  the  second  or  third  winter's  class. 

7.  Tho  senior  officer  will  bo  in  general  charge,  and  will  keep  a  daily  journal  of 
operations,  noting  particularly  any  difficulties  encountered  and  any  suggestions  that 
may  occur  to  him,  looking  to  tho  avoidance  of  similar  difficulties  in  the  future. 

8.  The  officers  will  frequently  interchange  duties  so  that  each  one  shall  have  some 
experience  in  each  part  of  the  drill. 

9.  The  electric  light  will  be  setup  and  operated. 

10.  The  grand  group  being  completed  and  tho  search  light  in  i)08ition,  the  post 
commander  will  order  an  exhibition  drill  illustrating  the  operations  of  the  torpedo 
defense  against  an  attempted  passage  of  tho  mino  iield  by  an  enemy's  vessel  under 
cover  of  night. 

11.  The  group  will  then  be  taken  up  by  tho  same  detail  and  the  parts  dismantled, 
cleaned,  and  conveniently  grouped  for  tho  inspection  of  tho  instructor. 

12.  The  detail  will  be  instructed  and  exercised  in  automatic  and  judgment  firing 
drills  at  such  times  as  may  be  most  convenient  before  the  final  exhibition  drill. 

13.  The  detail  of  enlisted  men  for  each  grand  grouj)  drill  will  consist  of  3  non- 
commissioned officers  and  about  12  privates. 

14.  The  hours  of  work  will  bo  from  7  to  11 :  30  a.  m.,  and  from  1  to  4 :30  p.  m.  In 
bad  weather,  when  no  work  is  done  and  the  men  are  in  barracks,  the  latter  will  attend 
the  same  company  duties  and  roll  calls  as  daily  duty  men. 

15.  Weekly  reports  of  progress  will  be  rendered  by  the  senior  officer  of  tho  detail^ 
and  at  the  conclusion  of  tho  work  each  officer  will  submit  a  report  of  the  work  done 
by  him,  mentioning  difficulties  encountered  and  any  suggestions  he  may  desire  to 
make. 

16.  A  detailed  record  will  be  kept  of  what  each  man  does  with  tho  view  of  tracing 
ont  the  author  of  defective  work  and  determining  the  degree  of  proficiency  developed 
by  individual  members  of  the  detail.  An  account  of  tho  character  of  work  done  by 
each  man  will  be  submitted  by  the  senior  officer  with  his  final  report. 

17.  Occasionally,  if  practicable,  loaded  mines  will  be  planted  and  fired  as  in  actual 
service,  height  of  jet,  eficct  on  neighboring  mines  and  other  phenomena  being  care- 
fully observed  and  recorded. 

18.  At  such  times  as  will  not  interfere  with  the  drills  above  mentioned,  the  offi- 
cers of  the  class  will  make  practical  experiments  in  calibrating  commercial  ammeters 
and  voltmeters,  testing  efficiency  of  dynamos  and  motors. 
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III.   CIVIL  ENGINEERING. 

19.  A  topographical  survey  of  about  one-half  square  mile  of  ground  by  each  offi- 
cer of  the  first  summer's  class.    Time  allotted,  ^\e  weeks. 

20.  A  hydrographic  survey  of  about  one-quarter  square  mile  by  each  officer  of  the 
second  summer's  class.    Time  allotted,  four  weeks. 

21.  While  eugaged  in  the  field  work  in  topographical  and  hydrographic  surveys 
the  officers  will  be  assisted  by  details  of  enlisted  men,  and  will  be  excused  from  all 
other  duties. 

IV.   FIELD   ASTRONOMY. 

22.  All  the  lieutenants  of  engineers  who  have  not  already  completed  the  course 
and  been  excused  from  further  observations  will  constitute  the  observers. 

23.  Officers  wishing  to  use  the  instruments  for  special  observations  or  practice 
must  ai)ply  for  authority  to  do  so,  and  are  not  permitted  to  handle  any  instruments 
unless  specifically  assigned  to  them  by  the  instructor. 

24.  In  case  of  damage  to  instruments  or  apparatus,  it  will  be  promptly  reported  to 
the  instructor  for  the  action  of  a  board  of  survey. 

25.  The  following  will  be  the  ordinary  routine  of  observations  with  the  several 
instruments,  after  reasonable  proficiency  has  been  attained  by  preliminary  practice. 

Sextant, — After  becoming  skillful  in  the  use  of  this  iustrumeut  upon  the  sun, 
observers  will  deduce  at  least  one  satisfactory  latitude  by  observing  a  north  and  a 
south  star,  using  the  time  deduced  from  an  east  and  »  west  star— each  based  on  ten 
altitudes  taken  on  the  same  night.  These  observations  for  latitude  and  time  must 
be  made  at  the  observatory.  The  observer  may  get  '^  time  "  from  an  assistant  usin^ 
a  portable  chronometer  and  will  determine,  by  comparison,  the  error  of  standard 
chronometer  at  observatory. 

Chronograph.— Daily  determination,  by  time  signal  from  Washington,  D.  C,  of 
error  and  rate  of  astronomical  clock,  by  the  officer  of  the  day. 

Transit. — A  satisfactory  set  of  time  observations  will  be  taken  by  each  officer  on 
two  nights,  successive  impossible,  determining  satisfactorily  the  error  of  sidereal 
clock.  The  junior  class  will  emi)loy  the  eye  and  ear  method;  the  senior  class  will 
use  the  chronograph. 

Zenith  telescope. — Observers  will  first  determine  the  level  correction  by  daylight, 
using  a  distant  terrestrial  object,  or  at  night  using  a  slow  circumpolnr  star.*  They 
will  then  find  the  value  of  a  turn  of  the  micrometer  by  observing  Polaris  at  elonga- 
tion. Lastly  they  will  observe  for  latitude,  until  they  have  obtained  a  satisfactory 
determination. 

26.  Suitable  blank  forms  will  be  provided,  both  for  observations  and  computations ; 
and  all  problems  must  besubmitted,  complete  in  every  detail,  upon  these  forms.  The 
original  records,  after  inspection  by  the  comman<ling  officer,  will  be  returned  to  the 
officers  as  their  personal  property. 

27.  Hours  of  attendance  at  the  observatory  will  be,  for  both  classes,  daily  except 
Saturday  and  Sunday,  from  8  to  10  a.  m.,  from  2  to  4  p.  m.,  and  from  8  to  10  p.  m. 
Evening  hours  will  be  extended  when  it  is  necessary  to  secure  complete  sets  of 
observations. 

V.    MILITARY  PHOTOGRAPHY. 

28.  The  officers'  laboratory  will  be  opened  daily  from  1 :30  p.  m.  to  4  p.  m. 

29.  The  building,  apparatus,  chemicals,  etc.,  will  be  under  the  charge  of  the  bat- 
talion ouartermaster,  whose  duty  it  is  to  furnish  any  desired  assistance,  and  who 
will  be  held  responsible  for  the  judicious  use  of  the  property. 

30.  Officers  are  invited  to  avaU  themselves  of  the  advantages  of  the  laboratory, 
making  such  arrangements  with  the  officer  in  charge  as  shall  insure  no  oonfusion  in 
his  official  duties,  or  in  those  of  the  men  under  his  instruction. 

31.  The  instruction  of  enlisted  men  will  be  restricted  to  a  weekly  detail  of  one 
noncommissioned  officer  from  each  company. 

32.  The  battalion  quartermaster  will  submit  to  this  office  weekly  reports' she  wing 
the  nature  of  the  instruction  given,  the  results  attained,  and  the  progress  made. 

By  order  of  Lieut.  Col.  King : 

Robert  McGbeoor, 
SccoTid  Lieutenant  of  Engineers,  Post  Adjutant. 
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Appendix  B. — Programme  of  Study  and  Ixstrlction  for  Winter  Season. 

[Printed  Orders,  No.  242.] 

United  States  Engineer  School, 
WiUeU  Poinij  Is^eio  York  Marlor,  Sovember  ii%  1S9S, 
I.  The  follow  ill  j]j  programmo  of  study  and  instructions  for  tlio  ousning  "winter 
season,   commencing  December  1,  1893,  and  ending  May  31, 1894,  having  been  rec- 
ommended by  the  academic  staft*  and  approved  by  the  Chief  of  Engineers,  will  be 
carried  into  eifcct. 

C  O  U  R  S  E    F  O  R   O  F  F  I  C  E  R  S. 

1.  Details  of  student  officcra  for  academic  duty  will  bo  made  weekly  by  the  post 
adjutant.  Officers  will  devote  six  hours  daily  to  such  duty,  Saturdays  and  Sundsiys 
excepted,  and  excepting  time  consumed  in  sessions  of  general  courts  martial.  Each 
officer  will  record  daily,  in  a  book  provided  for  that  purpose,  the  disposition  of  his 
time  for  the  previous  day.  Instructors  will  meet  their  classes  at  least  weekly  for 
assignment  of  lessons  and  examinations.  As  far  ns  needful  they  will  supplement 
the  course  with  lectures.  Examinations  by  the  academic  staff  will  be  held  about 
the  end  of  February  and  of  May.  Marks  at  all  examinations  will  be  on  the  West 
Point  system,  and  the  results  will  be  reported  weekly  to  the  commandant  of  the 
school. 

FIRST  WINTER'S  COURSE. 

2.  The  course  for  engineer  officers  spending  their  first  winter  at  the  school  will  be: 
Electricity  and  torpedoes,  twenty-one  weeks ;  surveying,  three  weeks.  For  officers 
of  other  arms  of  the  service  detailed  for  special  instruction  in  the  torpedo  service : 
Electricity  and  torpedoes,  twenty-four  weeks. 

ELECTRICITY. 

3.  study  of,  in  its  application  to  lorpedo  warfare,  arc  and  incandescent  lighting, 
and  transmission  of  power,  supplemented  by  extensive  laboratory  practice  in  the 
solution  of  the  special  problems  involved.  Text -books  and  books  of  reference,  as 
follows :  Abbot's  Notes  on  Electricity ;  Ayrton's  Practical  Electricity ;  Thompson's 
Electricity  and  Magnetism ;  Maicr's  Arc  and  Glow  Lamps;  Swinburne's  Practical 
Electrical  Measurements ;  Kapp's  Electrical  Transmission  of  Energy ;  Part  II  of  Pro- 
fessional Papers  No.  23,  Corps  of  Engineers,  U.  6.  Army;  Gray's  Absolute  Measure- 
ments, Vol.  II ;  Monroe  and  Jamieson's  Pocket  Book  of  Electrical  Rules  and  Tables; 
Thompson's  Dynamo  Electric  Machinery. 

TORPEDOES. 

4.  Text-book:  The  Torpedo  Manual.  Practice  will  be  had  in  making  all  the 
adjustments  and  tests  required  in  planting  and  operating  torpedoes,  the  operations 
on  the  water  being  simulated  as  iar  as  practicable  by  special  indoor  appliances. 
Books  of  reference :  Bucknill's  Submarine  Mines  and  Torpedoes  as  Applied  to  Har- 
bor Defense ;  Scheidnagel's  Treatise  upon  Defensive  Submarine  Mining. 

5.  Attendance  at  the  electrical  laboratory  will  be  regulated  by  the  instructor.  All 
laboratory  work  will  be  done  without  the  nse  of  text  books,  or  text  book  diagrams. 
Officers  may  however  use  manuscript  notes  or  diagrams  previously  prepared.  Labor- 
atory practice  will  be  had  from  9  a.  m.  to  12  m.,  and  from  1  to  4  p.  m.  During  the  last 
two  weeks  of  the  course  each  engineer  officer  will  prepare  a  plan  (map  and  memoir) 
for  the  defense  of  such  harbor  as  may  be  designated  by  the  instructor,  special  atten- 
tion being  given  to  the  torpedo  defense  and  the  batteries  protecting  the  torpedo  lines. 

SURVEYING. 

6.  Subjects:  (1)  Adjustment,  use  and  care  of  instiTiments ;  (2)  topographical  sur- 
veying with  transit  and  stadia;  (3)  hydrographic  surveying  and  gauging  of  rivers: 
(4)  geodetic  surveying;  (5)  railway  surveying.  Textbooks:  Johnson's  Theory  ana 
Practice  of  Surveying ;  Henck's  Field  Book  for  Engineers. 

SECOND  WINTER'S  COURSE. 

7.  Civil  engineering,  seven  weeks ;  military  engineering,  eight  weeks ;  photography, 
fiv6  weeks ;  torpedoes,  four  weeks. 
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CIVIL  EXGINEERINO 

8.  Subjects:  (1)  Improvement  of  non-tidal  rivers;  (2)improvementof  tidal  rivers; 
(3)  canals :  (4)  building  superintendence. 

9.  Text-books:  Engineer  School  Notes;  selections  from  Harcourt's  Rivers  and 
Canals;  Schlich ting's  Improvement  of  Non-Tidal  Rivers;  Annual  Reports  of  the 
Chief  of  Engineers,  U.  S.  Army ;  Transactions  American  Society  of  Civil  Engineers; 
Hodges'  Mitering  Lock  Gates;  Baker's  Masonry  Construction;  Clark's  Building 
Superintendence.    Books  of  reference  (see  third  winter's  course). 

MILITARY   ENGINEERING. 

10.  Subjects:  (1)  Modem  guns,  carriages  and  projectiles;  (2)  steel,  compound, 
wrought  and  cast  iron  armor;  (3)  modem  ships  of  war  and  seacoast  defenses;  (4) 
modem  fortification  and  their  attack  and  defense. 

11.  Text-books — such  parts  of  the  following  books  as  may  bo  designated  by  the 
academic  staff:  Woolwich  Text  Book  of  Fortifications;  Ma^ire's  Attack  and 
Defense  of  Coast  Fortifications;  Fortifications  of  To-Day;  Inglis'  paper  in  Profes- 
sional Papers  Royal  Engineers,  1884,  and  a  lecture  on  armored  defense  in  Ordnance 
Notes  No.  151 ;  Very's  Development  of  Armor ;  Naval  Intelligence  Papers,  June,  1886 ; 
Adams'  Spezia  Experiments,  1886 ;  Baylay's  Types  of  Modern  Guns ;  Abbot's  Lectures 
on  Sea  Coast  Defense;  Professional  Papers  "No.  X  of  U.  S.  Engineer  School  of  Appli- 
cation. 

12.  Books  of  reference:  Articles  en  Fortification  aud  Gunnery,  Encyclopaedia 
Britanuica;  Ordnance  Notes  No.  135  and  Appendix;  vol.  9,  Professional  Papers,  Royal 
Engineers ;  Report  of  Board  on  Fortifications;  McKinlay's  Text  Books  on  Gunnery; 
Brassey's  Naval  Annual,  1887. 

MILITARY  rnOTOGRAPlIY. 

13.  Practice  will  be  had  in  the  following  methods:  Negatives  by  dry  process; 
developers  and  intensifiers;  silver  printing,  and  finishing  and  mounting  of  prints; 
map  printing  bv  the  blue  process  and  on  bromide  paper.  Each  ofificcr  to  submit  for 
examination:  Two  landscapes ;  negatives, silver  and  blueprints;  two photographio 
copies;  negatives,  silver  and  blue  prints;  negative  of  map,  with  three  blue  and  three 
bromide  prints.  Text-books :  Griffin's  Notes  on  Photography ;  von  Sothen's  The  Devel- 
opment of  the  Latent  Image  on  Gelatino-Bromide  of  Silver;  Reed,  chapter  on  Pho- 
tography applied  to  Topographical  Sketching. 

TORPEDOES. 

14.  Under  the  direction  of  the  Instructor  in  Submarine  Mining,  the  instruction 
o  f  enlisted  men  in  the  duties  in  the  loading  room  and  the  boat  service. 

THIRD  WINTER'S  COURSE. 

15.  Civil  Engineering,  eleven  weeks;  Military  Engineering,  eight  weeks;  Torpe- 
does, live  weeks. 

CIVIL   KXGINEERIXt;. 

16.  Subjects:  (1)  Wave  and  current  action,  and  Improvements  of  harbors;  (2) 
Estimates;  (3)  Road-making;  (4)  Mechanism;  (5)  Steam  engines  and  pumps;  (6) 
Office  methods. 

17.  Text-books:  Selections  from  Harcourt's  Harbors. and  Docks;  Annual  Reports 
of  Chief  of  Engineers,  U.  S.  Army ;  Transactions  American  Society  Civil  Engineers, 
AVhitham's  Constructive  Steam  Engineering;  Schwamb's  Elements  of  Mechanism; 
Byrne's  Highway  Construction. 

18.  Books  of  reference :  Trautwine's  Engineers  Pocket-Book ;  Bixby's  Point  de 
Grave;  Whitham's  Constructive  Steam  Engineering;  Thurston's  Manual  of  the 
Steam  Engine;  Ruffner's  Improvement  of  Non-Tidal  Rivers;  Stevenson's  Canal  and 
River  Engineering;  Billings's  Ventilation  and  Heating;  Reuleaux's  Kinematics  of 
Machinery. 

MILITARY   ENGINEKRIXG. 

19.  Gen.  Derrc^cagaix's  '*  Modern  War,*'  and  preparation  of  project  for  the 
defense  of  such  place  as  may  be  designated  by  the  instructor. 

TORPEDOES. 

20.  Under  the  direction  of  the  Instructor  in  Submarine  Mining,  the  instruction 
of  enlisted  men  in  the  duties  in  the  loading  room  aud  the  boat  service. 
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COURSE  FOR  ENLISTED  MEN. 

INSTRUCTION   OK   ENLISTED   MKN  IN   TORPEDOES. 

21.  lustrnction  will  comprise  telegraphing  with  the  dial  instmisent,  includiDg 
the  code  for  action,  and  practice  iii  the  Morere  system  of  telegraphy ;  the  duties  of 
the  loading  room  ana,  so  far  as  practicable,  of  the  boat  service  as  prescribed  in 
the  Torpedo  Manual.  They  will  also  receive  from  tho  instructor  in  torpedoes,  or 
his  assistant,  lectures  respecting  the  fuses,  explosives,  torpedo  material  (except 
that  of  tho  operating  room),  voltaic  batteries,  simple  electrical  testing,  and  the  use 
of  the  portable  apparatus  for  the  electrical  ignition  of  mines. 

Tho  ''unit*'  detail  for  this  instruction  will  consist  of  1  noncommissioned  officer 
and  4  privates.  Six  such  details  will  be  kept  under  instruction.  As  soon  as  a  man 
has  had  his  work  accepted,  i.  e.,  has  received  a  rating  of  "2.5,"  he  will  be  excused 
from  further  attendance,  and  in  case  ho  has  shown  a  commendable  amount  of  skill 
and  intelligence  in  his  duties,  he  will  be  a  candidate  for  such  special  privileges  as  it 
may  be  deemed  expedient  to  give  him.  A  soldier  qualifying  twice  as  "2.5*' will  be 
excused  from  further  detail  during  the  winter  season. 

Recruits  on  their  first  detail  will  be  kept  under  instruction  indefinitely  until  they 
have  done  each  task  at  least  twice  and  have  received  a  rating  of  at  least  "2,0." 
They  will  theti  bo  placed  on  tho  same  footing  as  old  soldiers  for  further  details. 

An  officer  from  the  second  or  third  winter's  class,  detailed  ea<;h  week,  will  bo  in 
immediate  charge,  frequently  inspecting  the  work  of  the  iseveral  details.  He  will 
make  it  a  speciaLobjcct  to  note  the  character  of  instruction  given  by  tho  noncom- 
missioned officers,  who  should  know  their  duties  well,  and  who  should  be  held  to  a 
strict  account  for  any  defective  work  that  their  details  may  do.  Ho  will  rate  the 
men  as  they  complete  their  tasks  by  a  detailed  examination  of  their  finished  work 
and  a  more  or  less  detailed  course  of  questioning.  In  determining  a  man's  "  mark" 
regard  will  bo  had  to  the  degree  of  intelligence  displayed,  as  well  as  to  the 
mechanical  skill  with  which  the  work  has  been  done.  At  the  close  of  each  week  he 
will  submit  a  "proficiency"  report  of  tho  detail  and  state  what  verbal  or  other 
instruction  was  given  during  tho  week. 

INSTRUCTION   OF  ENLISTED   MEN  IN   PHOTOGRAPHY. 

22.  Two  noncommissioned  officers  will  bo  detailed  each  week  for  instruction  in 
photography.  Practice  will  be  had  in  the  following  methods:  Negatives  by  dry 
process;  developers  and  iutensifiers;  silver  printing,  and  fiuishing  and  mounting 
of  prints;  map-{)rintin^  by  blue  process  and  on  bromide  paper. 

II.  The  following  assignment  of  instructors  is  made : 
Military  Engineering:  Capt.  Wm.  T.  Rossell,  Corps  of  Engineers. 
Civil  Engineering:  Capt.  Wm.  M.  Black,  Corps  of  Engineers. 
Submarine  Mining :  Capt.  W.  L.  Fisk,  Corps  of  Engineers. 

Military  Photography :  Second  Lient.  Edgar  Jad  win,  Corps  of  Engineers,  battalion 
qaartermaster. 
By  order  of  Lieut.  Col.  King: 

Robert  McGregor, 
Second  Lieutenant  of  Engineer 8,  Post  Adjutant, 


Appendix  C— Programme  of   Study  and  Instructions  for  Summer  Season. 

t  Printed  Orders,  No.  112.] 

United  States  Engineer  School, 

milets  Point,  Xetv  Tork  Harbor,  May  23,  1894. 

The  following  programme  of  study  and  instruction  for  the  ensuing  summer  season, 

to  commence  June  4  and  end  November  30,  1894,  having  been  recommended  by  the 

Academic  Staff  and  approved  by  the  Chief  of  Engineers,  will  be  carried  into  effect. 

A  roster  of  the  student  officers  will  be  kept  by  the  post  adjutant,  who  will  make 

weekly  details  for  tho  various  duties,  so  that  they  shall  not  conflict. 

I.  military  engineering. 

1.  Practical  instructions  in  the  nomenclature,  dimensions,  and  construction  of  mod- 
ern field  and  siege  batteries  and  saps.  Also  practical  instructions  in  tho  location 
of  works  on  irregular  ground  and  the  adaptation  to  site. 

2.  A  full  course  of  trestle  and  ponton  bridge  drill. 

3.  Instruction  in  building  spar  bridges. 
'    Instruction  in  military  mining. 
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5.  Military  map-making.  Each  lieutenant  of  cngineors,  ^ bo  has  not  already  done 
BO,  and  such  non-commissioned  officers  and  privates  as  may  be  selected  from  each 
company,  "will  make  satisfactory  foot  reconnaissances  about  4  miles  long,  or  a  recon- 
naissance of  position  of  equivalent  area,  in  the  vicinity  of  the  post,  the  maps  thereof 
to  be  submitted  by  company  commanders  to  post  headquarters  on  or  bcforo  Novem- 
ber 30,  1894. 

II.   TOJIPEDO  DniLlS. 

6.  After  receiving  such  preliminary  practice  as  may  be  necessary  to  acquaint  them 
with  tne  practical  details  of  preparing  and  planting  a  torpedo,  the  officers  of  tlie 
torpedo  class  will  be  divided  into  details  of  at  least  2  officers  each,  for  the  pur- 
pose of  taking  charge  of  the  preparation  and  planting  of  a  grand  group  of  torpedoes, 
under  the  direction  of  the  instructor  in  torpedoes,  assisted  by  1  engineer  officer  of 
the  second  or  third  w interns  class. 

7.  The  senior  officer  will  be  in  general  charge,  and  will  keep  a  daily  journal  of 
operations,  uotinc  particularly  auv  difficulties  encountered  and  any  suggestions 
that  may  occur  to  nim,  looking  to  the  avoidance  of  similar  difficulties  in  the  future. 

8.  The  officers  will  frequently  interchange  duties,  so  that  each  one  shall  have 
some  experience  in  each  part  of  the  drill. 

9.  The  electric  light  will  be  set  up  and  operated. 

10.  The  grand  group  being  completed  and  the  search  light  in  position,  the  poet 
commander  will  order  an  exhibition  drill  illustrating  the  operations  of  the  torpedo 
defense  against  an  attempted  passage  of  the  mine  held  by  an  enemy's  vessel  under 
cover  of  night. 

11.  The  group  will  then  l)e  taken  up  by  the  same  detail  and  the  parts  dismantled, 
cleaned,  and  conveniently  grouped  for  the  inspection  of  the  instructor. 

12.  The  detail  will  bo  instructed  and  exercised  in  automatic  and  judgment  firing 
drills  at  such  times  as  may  bo  most  convenient  before  the  final  exhibition  drill. 

13.  The  detail  of  enlisted  men  for  each  grand  group  drill  will  consist  of  3  non- 
commissioned officers  and  about  12  privates. 

14.  The  hours  of  work  will  be  from  7  to  11 :30  a.  m.,  and  from  1  to  4 :  30  p.  m.  In 
bad  weather,  when  no  work  is  done  and  the  men  are  in  barracks,  the  latter  will 
attend  the  same  company  duties  and  roll  calls  as  daily-duty  men. 

15  Weekly  reports  of  progress  will  be  rendered  by  the  senior  officer  of  the  detail, 
and  at  the  conclusion  of  the  work  each  officer  will  submit  a  report  of  the  work  done 
by  him,  mentioning  difficulties  euoonntered  and  any  suggestions  he  may  desire  to 
make. 

16.  A  detailed  record  will  be  kept  of  what  each  man  does,  with  the  view  of  tracing 
out  the  author  of  tlefective  work  and  determining  the  degree  of  proficiency  devel- 
oped by  individual  members  of  the  detail.  An  account  of  the  cnaracter  of  work 
done  by  each  man  will  be  submitted  by  the  senior  officer  witli  his  final  report. 

17.  Occasionally,  if  practicable,  loaded  mines  will  bo  planted  and  fired  as  in  actual 
service,  height  of  jet,  effect  on  neighboring  mines,  and  other  phenomena  being  care- 
fully observed  and  recorded. 

18.  At  such  times  as  will  not  interfere  with  the  drills  above  mentioned  the  officers 
of  the  class  will  make  practical  experiments  in  calibrating  commercial  ammeters 
and  voltmeters,  testing  efficiency  of  dynamos  and  motors. 

III.    CIVIL  ENGINEERING. 

19.  A  topographioal  survey  of  about  one-half  square  mile  of  ground  by  each  officer 
of  the  first  summer's  class.    Time  allotted,  five  weeks. 

20.  A  hydrographic  survey  of  about  one-quarter  square  mile  by  each  officer  of  the 
second  summer's  class.    Time  allotted,  four  weeks. 

21.  While  engaged  in  the  field  work  in  topographical  and  hydrographic  surveys 
the  officers  will  bo  assisted  by  details  of  enlisted  men,  and  will  be  excused  from  all 
other  duties. 

IV.   FIELD  ASTRONOMY. 

22.  All  the  lieutenants  of  engineers  who  have  not  already  completed  the  course) 
and  been  excused  from  further  observations,  will  constitute  the  observers. 

23.  Officers  wishing  to  use  the  instruments  for  special  observations  or  practice 
must  apply  for  authority  to  do  so,  and  are  not  permitted  to  handle  any  i:;3trument8 
unless  specifically  assigned  to  them  by  the  instructor. 

24.  In  case  of  damage  to  instruments  or  apparatus,  it  will  be  promptly  reported  to 
the  instructor  for  the  action  of  a  board  of  survey. 

25.  The  following  will  be  the  ordinary  routine  of  observations  with  the  several 
instruments,  after  reasonable  proficiency  has  been  attained  by  preliminary  practice: 

Sextant — After  becoming  skillful  in  the  use  of  this  instrument  upon  the  sua, 
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observers  will  deduce  at  least  one  satisfactory  latitude  by  observing  a  nortb  aud  a 
south  star^  using  the  time  deduced  from  on  east  and  a  west  star,  eadi  based  on  ten 
altitudes  taken  on  the  same  nip^ht.  These  observations  for  latitude  and  time  must 
be  made  at  the  observatory.  The  obseriwr  may  get  "time"  from  an  assistant  nslust 
a  portable  chronometer,  and  will  determine,  by  comparison,  the  error  of  standard 
chronometer  at  observatory. 

Chronograph. — Daily  determination  by  time  signal  from  Washington,  D.  C,  of  error 
and  rate  of  astronomical  clock,  by  the  officer  of  the  day. 

Transit. — A  satisfactory  set  of  time  observations  will  be  taken  by  each  officer  on 
two  nights,  successive  if  possible,  determining  satisfactorily  the  error  of  sidereal 
clock.  The  junior  class  will  employ  the  eye  and  ear  method;  the  senior  class  will 
use  the  chronograph. 

Zenith  telescope. — Observers  will  first  determine  the  level  correction  by  daylight, 
using  a  distant  terrestrial  object,  or  at  night  using  a  slow  circumpolar  star.  They 
will  then  find  the  value  of  a  turn  of  the  micrometer  by  observing  Polaris  at  elonga- 
tion. Lastly,  they  will  observe  for  latitude,  until  they  have  obtained  a  satisfactory 
determination. 

26.  Suitable  blank  forms  will  be  provided,  both  for  observations  and  computa- 
tions; and  all  problems  must  be  submitted,  complete  in  every  detail,  upon  these 
forms.  The  original  records,  after  inspection  by  the  commanding  officer,  will  bo 
returned  to  the  officers  as  their  personal  property. 

27.  Hours  of  attendance  at  the  observatory  will  bo  regulated  by  the  instructor. 

V.    MILITARY  PHOTOGRAPHY. 

28.  The  course  in  military  photography  for  lieutenants  of  engineers  spending 
their  first  winter  at  the  post* will  be  five  weeks.  Practice  will  be  had  in  the  follow- 
ing methods:  Negatives  by  dry  process ;  developers  and  intensifiers;  silver  printing,, 
and  finishing  and  mounting  of  prints ;  map  printing  by  the  blue  process  and  on 
bromide  paper.  Each  officer  to  submit  for  examination:  2  land!»capes;  negatives, 
silver  and  blue  prints;  2  photographic  copies;  negatives,  silver  and  blue  prints; 
negative  of  map,  with  3  blue  and  3  bromide  priilts.  Text  books:  Griffin's  Notes  on 
Photography;  von  Sothen's  The  Development  of  the  Latent  Image  on  Gelatine- Bro- 
mide of  Silver;  Reed,  chapter  on  Photography  applied  to  Topographical  sketching. 

29.  The  building,  apparatus,  chemicals,  etc.,  will  be  under  the  charge  of  the  bat- 
talion nuartermastcr,  whose  duty  it  is  to  furnish  any  desired  assistance,  and  who 
will  be  held  responsible  for  the  judicious  use  of  the  property. 

30.  Officers  are  invited  to  avail  themselves  of  the  advantages  of  the  laboratory, 
making  such  arrangements  with  the  officer  in  charge  as  shall  iusui'e  no  confusion  in 
his  official  duties  or  in  those  of  the  men  under  his  instruction. 

31.  The  instruction  of  enlisted  men  will  bo  restricted  to  a  weekly  detail  of  1 
noncommissioned  officer.  Each  noncommissioned  officer  taking  the  course  will  sub- 
mit 6  specimens  of  his  own  work  for  examination. 

32.  The  battalion  quartermaster  will  submit  to  this  office  weekly  report*  showing 
the  nature  of  the  instruction  given,  the  results  attained,  and  the  progress  made. 

By  order  of  Lieut.-Col.  King. 

Jay  J.  Morrow, 
Second  Lieutenant  of  Engineers f  Post  Adjutant, 
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RIVERS  AND  HARBORS,  ETC. 


APPENDIX  A. 


IMPROVEMENT  OP  RIVERS  AND  HARBORS  IN  MAINE   AND   NEW   HAMP- 
SHIRE. 


liEPORT  OF  LIEUT,  COL,  PETER  C,  HAINS,  CORPS  OF  ENGINEERS,  OFFI- 
CER IN  CHARGE  FOR  THE  FISCAL  YEAR  ENDING  JUNE  SO,  1894,  WITH 
OTHER  DOCUMENTS  RELATING  TO  THE  WORKS. 

IMPllOVEMENTS. 


1.  St.  Croix  River,  Maine. 

2.  Labec  Channel,  Maine. 

3.  Moosabec  Bar,  Maine. 

4.  Narraguagiis  River,  Maine. 

5.  Breakwater  from  Meant  Desert  to 

Porcupine  Island,  Bar  Harbor,  Me. 

6.  Bagaduco  River,  Maine. 

7.  Penobscot  River,  Maine. 

8.  Belfast  Harbor,  Maine. 

9.  Camden  Harbor,  Maine. 
10.  Rockland  Harbor,  Maine. 


11.  Kennebec  River,  Maine. 

12.  Harraseeket  River,  Maine. 

13.  Portland  Harbor,  Maine. 

14.  Channel  in  Back  Cove,  Portland,  Me. 

15.  Saco  River,  Maine. 

16.  York  Harbor,  Maine. 

17.  Bellamy  River,  New  Hampshire. 

18.  Cocheco  River,  New  Hampshire. 

19.  Harbor  of  refuge  at  Little  Harbor, 

N.  H. 


United  States  Engineer  Office, 

Portland,  Me.,  July  3, 1894. 
General:  1  have  the  honor  to  forward  aiiDual  report  for  the  fiscal 
year  1894,  on  harbor  and  river  works  in  my  charge. 
Very  respectfully,  your  obedient  servant, 

Peier  C.  Hains, 
Lietit.  Col,  Corps  of  Engineers. 
Brig.  Gen.  Thomas  L.  Casey, 

Chief  of  Engineers,  TJ.  S.  A. 


A  I. 

IMPROVEMENT  OF  ST.  CROIX  RIVER,  MAINE. 

An  examination  of  the  river  was  made  in  1867  by  the  officer  in  charge 
of  the  district,  and  subsequently  appropriations  were  made  for  the 
improvement  amounting  to  $35,000  in  the  aggregate,  but  the  appropri- 
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atioii  of  1867  provided  that  tlie  Dominion  Government  of  Canada  should 
expend  an  equal  amount  on  the  improvement.  In  1873  the  Dominion 
Government  of  Canada  appropriated  $25,000  for  improving  the  river, 
that  being  the  amount  that  had  been  appropriated  up  to  that 
time  by  the  United  States.  A  conference  was  held  by  the  engineer  of 
the  district  with  an  agent  of  the  Dominion  Government,  and  a  plan  of 
improvement  was  agreed  upon.  The  obBtructions  consisted  of  slabs, 
sawdust,  and  other  mill  waste;  but  before  allowing  the  expenditure  of 
the  money  appropriated  by  the  Government  of  Canada  the  Minister 
of  Public  Works  required  that  some  guaranty  should  be  given  that  the 
fnrther  deposit  of  this  refuse  in  the  river  should  be  discontinued.  As 
there  did  not  seem  to  be  any  law  at  that  time  by  which  the  deposit 
could  be  prevented,  the  money  that  had  been  appropriated  was  not 
expended  on  that  improvement  (with  the  excei)tion  of  $1,000  for  a  sur- 
vey of  the  river  from  the  ''ledge"  to  the  head  of  navigation,  made  iu 
1873),  and  in  1879  Congress  authorized  the  appropriations  made  for 
the  St.  Croix  to  be  expended  on  Lubec  Channel,  which  was  dene. 

The  appropriation  of  1881  was  for  ''Kepairing  breakwater  on  the  St. 
Croix  Eiver  near,  Calais,"  and  was  expended  for  that  purpose. 

The  following  appropriations  have  been  made: 

Act  of — 

March  2, 1867 $15,  COO 

March  3,  1873 10,00) 

.Juno  23,  1874 10,003 

March  3,  1881-. 4,000 

September  19,  1890 35,000 

74,  OCO 

The  river  and  harbor  act  of  August  11, 1888,  provided  for  an  exami- 
nation and  survey  of  the  St.  Croix  Eiver,  the  reports  on  which  were 
published  in  Annual  Report  of  the  Chief  of  Engineers  for  1890 
(p.  463). 

When  the  survey  was  made  the  available  depth  over  the  shoals  at 
mean  low  tide  was  from  6.5  to  9.5  feet,  and  at  the  upper  steamboat 
wharf  at  Calais  it  was  but  1.5  feet.    The  channel  was  also  narrow. 

The  improvement  proposed  was  a  channel  12  feet  deep  at  mean  low 
tide  and  generally  200  feet  wide  (but  narrowed  to  150  and  100  feet  in 
the  upper  part  of  the  harbor  to  avoid  ledge)  up  to  the  upper  steamboat 
wharf,  immediately  below  the  bridge,  which  marks  the  head  of  naviga- 
tion. Such  improvement  would  enable  steamboats  to  land  at  the  upper 
wharf  at  all  stages  of  the  tide,  and  would  also  permit  the  larger  ves  >els 
engaged  in  the  lumber  trade  to  receive  their  full  cargoes  at  the  wharves, 
instead  of  dropping  down  the  river  nearly  4  miles  after  being  partially 
loaded  and  completing  their  cargoes  from  material  rafted  down  to  them. 
The  object  was  to  be  accomplished  by  dredging  and  by  the  construc- 
tion of  a  small  jetty  and  training  wall.  The  work  proposed  extends 
over  about  4  miles  of  the  river.  The  difference  between  high  and  low 
tides  is  about  20  feet.  The  estimated  cost  of  the  improvement  was 
$280,000. 

Ilie  act  approved  September  19,  1890,  appropriated  §35,000  for  the 
improvement  of  the  St.  Croix,  "but  upon  condition  that  the  Govern- 
ment of  the  Dominion  of  Canada  shall  expend  a  like  sum  in  tbe  improve- 
ment of  said  river.^  On  account  of  the  proviso  contained  in  the  act  no 
expenditures  have  been  made,  and  no  work  has  been  done  under  the 
appropriation  of  September  19, 1890,  pending  action  by  the  Dominion 
Government 
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Money  statement 

July  1, 1893,  balance  xinexpended $35, 000. 00 

July  1, 1894,  balance  unexpended 35, 000. 00 

(  Axnonnt  (estimated)  required  for  completion  of  existing  project 245, 000. 00 

<  Submitted  in  compliance  'with  requirements  of  sections  2  of  riyer  and 
(     harbor  acts  of  1866  and  1867. 


COMMERCIAL  STATISTICS. 

BeceipU  and  Shipments. 


Articlea. 

1801. 

1692. 

1893. 

Bricks '. 

Tons. 

500 

1,000 

30,000 

5.730 

10, 000 

•  10. 000 

8,000 

1.000 

5,000 

190,000 

15,000 

17,000 

Tons. 

1,000 

800 

35,000 

6,000 

10,000 

12,000 

8,000 

1.500 

4,000 

180,000 

16,000 

17, 000 

Ton». 
500 

OcttDcnt ................................................................. 

700 

Coal 

40,000 

Cotton • 

6  000 

I'^arm  produce 

8,000 

Grain 

10,000 

Flonr 

10,000 

Iron 

2,060 

l^ime 

3,000 

Lumber .• 

170,000 

Plaster       

15,000 

Plaster  rock 

20.000 

Gran  i  te 

2,000 

Miscellaneoiis 

100,000 

100,000 

75,000 

Total 

303, 230 

391,  300 

362, 200 

Numher  of  vessels  arriving  and  departing  during  calendar  year  1893, 


Vessels  150  tons  and  upward 

Sloops  and  lighters  100  tons  and  under  . 
Steamers  and  foreign  cargoes 


750 
600 
700 


A   2. 

IMPROVEMENT  OF  LUBEC  CHANNEL,  MAINE. 

Tbis  channel  lies  between  the  eastern  extremity  of  tbe  State  of  Maine 
and  Campobello  Island,  Dominion  of  Canada.  It  has  a  length  of 
between  2  and  3  miles,  connecting  the  waters  of  Quoddy  Eoads  below 
with  those  of  Friar  Roads  above.  Tbe  least  width  between  low-water 
contours  is  about  400  feet,  and  between  high-water  contours  about  800 
feet.  The  mean  range  of  tides  is  about  17  feet.  It  aflbrds  a  sheltered 
route,  and  the  most  direct  one,  for  vcvssels  to  and  from  Eastport  and 
the  St.  Croix  River,  besides  being  the  only  passage  not  in  waters  belong- 
ing to  the  Province  of  New  Brunswick,  The  channel  is  also  important 
in  connection  with  Quoddy  Eoads  as  a  harbor  of  refuge.  During  such 
storms  as  make  anchorage  in  the  latter  unsafe,  vessels  may  escape 
through  the  Lubec  Channel  into  sheltered  waters  above. 

The  following  appropriations  have  been  made: 
Act  of—     . 

March  3,1879 $44,000 

June  14, 1880 20,000 

MarchS,  1881 45,000 

August  2,  1882 20,000 

July  5, 1884 10,000 

August  5,  1886 10,000 

Augnst  11, 1888 20,000 

Total 169,000 
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Previous  to  1879  the  mean  low-water  depth  in  the  channel  did  not 
exceed  5  feet,  and  at  extreme  low  water  the  depth  did  not  exceed  2 
feet. 

The  project  adopted  in  1879  provided  for  a  channel  200  feet  wide  and 
12  feet  deep  at  mean  low  tide,  which  would  be  equivalent  to  9  feet  at 
low  spring  tides.    The  estimated  cost  was  $48,000. 

This  estimate  was  based  on  prices  below  what  the  work  was  subse> 
quently  done  for.  This  project  was  revised  in  1880,  the  estimated  cost 
beiDg  increased  to  $130,000.  The  project  was  again,  in  1884,  amended 
so  as  to  provide  a  channel  276  feet  wide  and  300  feet  wide  in  the  bends, 
the  depth  of  12  feet  being  retained,  and  the  estimated  cost  of  the  entire 
project  being  increased  to  $171,500. 

At  the  close  of  the  fiscal  year  ending  Juno  30,  1893,  there  had  been 
expended  the  sum  of  $168,954.42.    The  project  was  completed. 

The  river  and  harbor  act  approved  September  19, 1890,  contained  an 
order  for  an  examination  of  Lubec  Channel,  the  report  on  which  was 
published  in  the  Annual  Keport  of  the  Chief  of  Engineers  for  1891 
(p.  616).  A  new  project  is  therein  submitted  for  a  channel  having  a 
least  width  of  500  feet  and  a  depth  of  12  feet  at  mean  low  water,  the 
cost,  in  addition  to  the  amount  already  expended,  being  estimated  at 
$231,000. 

No  work  was  done  during  the  year  ending  June  30,  1894.  The  ex- 
penditures were  26  cents,  making  the  total  expenditures  to  that  datij 
$168,954.68. 

Tbero  is  a  light-honse  on  Cnmpobello  Island  at  tho  narrows,  opposite  Lnbec.  Lubec 
is  in  tbe  collection  district  of  Passamaquoddy. 

Money  statement, 

July  1,  1893,  balance  unexpended $45. 58 

Juno  30,  1894,  amount  expended  during  fiscal  year .26 

July  1,  1894,  balance  unexpended 45. 32 


COMMKRCIAL   STATISTICS. 


Tbe  commerce  of  Lubec  Cbanncl  not  bein|»  local  in  its  cbaracter,  it  is  impracticable 
to  obtaiu  statements  of  tbe  tonnage.  During  the  year  ending  March  31,  1894,  the 
keeper  of  the  Lubec  Channel  Light  Station  observed  3,221  vessels  passing  the  station, 
of  which  2,487  were  sail  and  734  were  steam. 


A3. 
IMPROVEMENT  OF  MOOSABEC  BAR,  MAINE. 

Moosabec  Bar  i.s  in  tbe  eastern  i^artof  Moosabec  Reacli,  near  Jones- 
port,  Maine.  At  mean  low  stages  the  depth  was  less  than  C  feet  and 
at  extreme  low  tides  the  depth  was  less  than  4  feet.  In  fogs,  which 
are  prevalent  on  this  part  of  tho  coast,  navigation  was  rendered 
dangerous  by  the  tortuous  route  that  had  to  be  taken  to  keep  clear  of 
the  ledges. 

A  survey,  ordered  in  the  river  and  harbor  act  of  March  3, 1879,  was 
made  by  Col.  (leorge  Thorn  and  a  project  of  improvement  suggested,  the 
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estimated  cost  of  which  was  $28,000.  The  project  contemplated  the 
excavation  of  a  straight  channel,  running  nearly  east  and  west,  200 
feet  wide  and  14  feet  deep  at  mean  low  tide,  and  the  removal  of  a 
sunken  ledge  near  Steamboat  Buoy  to  15  feet.  The  project  was 
adopted  in  1881,  but  the  estimated  cost  was  increased  to  $35,000.  In 
1882  the  project  was  amended,  as  it  was  found  that  the  quantity  of 
dredging  had  to  be  increased,  so  that  the  cost  as  revised  was  estimated 
at  $40,000.  Work  on  that  project  was  continued  until  1888,  when  it 
was  amended  so  as  to  provide  for  a  channel  300  feet  wide  and  14  feet 
deep,  the  removal  of  certain  ledges  near  the  westerly  end  of  the 
dredged  channel  to  a  depth  of  10  feet,  and  the  construction  of  a  small 
breakwater  to  check  cross  currents.  The  estimated  cost  of  the  addi- 
tional work  was  $110,000,  and  that  for  the  entire  improvement  as 
enlarged  $150,000.  This  latter  project  is  the  one  now  in  process 
of  execution. 
The  following  appropriations  have  been  made: 

Act  of— 

March  3, 1881 $10,000 

August  2, 1882 10,000 

July  5, 1884 10,000 

August  5, 1886 10,000 

August  11, 1888 15,000 

September  19, 1890 15,000 

July  13,  1892 15,000 

Total 85,000 

The  expenditures  to  June  30, 1893,  were  $60,793.65. 

At  the  latter  date  the  300-foot  channel  had  been  completed  to  the 
full  projected  width  and  depth,  the  breakwater  had  been  built,  and  a 
small  quantity  of  ledge  had  been  removed. 

The  expenditures  during  the  past  year  amounted  to  $14,638.36, 

The  operations  consisted  in  excavation  of  ledge  obstructing  the 
western  approach  to  the  dredged  channel;  1,047  cubic  yards  of  ledge 
were  removed,  making  a  depth  of  16  feet  at  mean  low  tide.  The  price 
was  $13.35  x)er  cubic  yard,  measured  in  place. 

Another  contract  was  made  March  22,  1894,  for  continuing  the 
removal  of  ledge  in  the  western  approach  to  the  channel,  at  $13.25  per 
cubic  yanl,  measured  in  place.  It  is  expected  to  remove,  under  this 
contract,  about  800  yards,  the  contract  to  be  completed  during  the 
present  season.  The  work  was  commenced  in  May,  1894,  and  was  in 
I)rogress  at  the  close  of  the  fiscal  year. 

The  improvement  is  in  the  collection  district  of  Machias,  Me.  The  nearest  light 
house  is  Moose  Peak.     The  nearest  port  of  entry  is  Machias,  Me. 

Money  statement. 

July  1,  1893,  balance  unexpended $24,206.35 

June  30,  1894,  amount  expended  during  fiscal  year 14,  638,  36 

July  1,  1894,  balance  unexpended 9, 567. 99 

July  1,  1894,  outstanding  liabilities $300. 00 

July  1,  1894,  iimount  covered  by  uncompleted  contracts 9, 000. 00 

9,300.00 

July  1, 1894,  balance  available 267.99 

(Amount  f estimated)  required  for  comjdetion  of  existing  jiroject 65, 000. 00 
Amounttnat  can  be  profitably  expended  in  fiscal  year  eDding.Juno30,lJ<96    25,  000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 
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Jhstract  of  propoaah  for  removal  of  ledge  in  westeim  approaoh  to  channel  through  Moosa- 
hec  Bar,  Mdine,  March  5^  1894. 


No. 

Name  and  address  of  bidder. 

795  cnbic  yards  ledge. 

Price  per      .  «,«««* 
cubic  yard.    -^»«>«n<- 

1, 

Townaend  &  Johnst-on,  Somers  Point,  N.  J 

$13.25       $10,533.75 
15.43  1       12,266.85 

?. 

Townsend  f^-  Sturgift,  li«fitop ,  Maw  -r, 

Contract  made  with  Townaend  &  Jolinston;  March  22, 1894. 


Ahstractof  contracts  for  improving  Mooeabec  Bar,  Maine,  in  force  daring  Hie  fiscal  year 

ending  June  SO,  1804. 


No. 

*1. 
2. 


Name  and  address  of  contractor. 


Johnston     &    Townsend,   Somers 

Point,  N.  J. 
Town  send     &    Johnston,    Somers 

Point,  N.  J. 


Date  of  con- 
tract. 


Dec.  23, 1892 
Mar.  22, 1894 


Subject  of  contract. 


Eemoval  of  ledge  in  woetem  ivp- 
proach  to  channel. 

Ilemoval  of  ledge  in  weateru  ap- 
proach to  channel. 


Price. 


tnB.  35 
113.25 


*  Contract  completed,    t  Per  cubic  yard  in  place. 

The  henefits  derived  from  the  improvement  are  not  local,  the  thoroughfare  heing 
used  by  coastwise  vessels  both  as  a  harbor  of  refage  and  as  a  sheltered  route  in  bad 
weather.  It  is  therefore  impracticable  to  obtain  accurate  commercial  statistics. 
The  number  of  vessels  passing  through  the  reach  annually  has  been  estimated  to  be 
as  great  as  2,500. 


A  4. 

IMPROVEMENT  OF  NARRAGUAGUS  RIVER,  MAINE. 

The  part  of  the  river  to  which  the  project  of  improvement  applies  is 
that  near  the  mouth  and  at  the  head  of  Narraguagus  Bay,  below  the 
village  of  Millbridge.  The  river  is  navigable  for  small  vessels  as  far 
np  as  Cherryfield,  5  miles  above  Millbridge. 

Before  the  improvement  was  commenced  the  depth  over  the  bar  at 
the  mouth  of  the  river  was  less  than  C  feet  at  mean  low  tide  and  less 
than  4  feet  at  extreme  low  tide. 

From  Millbridge  to  Cherryfield,  the  head  of  navigation,  a  distance  of 
about  5  miles,  the  navigation  was  obstructed  by  bowlders  and  ledges. 

The  following  appropriations  have  been  made: 

For  improvement  above  Millbridge: 

ActofMarch  3,  1871 $12,000 

Act  of  June  10,  1872 10,000 

For  improvement  of  river  from  its  mouth  to  Millbridge: 

Act  of  August  5,  1886 10,000 

Act  of  August  11,  1888 ..--  10,000 

Act  of  September  19,  1890 7,500 

Act  of  July  13,  1892 7,500 

Total 57,000 

The  original  project  provided  only  for  the  betterment  of  navigation 
above  Millbridge  by  the  removal  of  obstructions,  such  as  mill  waste, 
sunken  bowlders,  and  projecting  ledges,  and  the  construction  of  an 
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iron  spindle  on  Half  Tide  Rock.  This  work  was  completed  in  1874,  the 
amount  expended  beiDg  $22,000  (the  first  two  appropriations).  The 
resulting  improvement  is  said  to  have  been  of  great  benefit  to  naviga- 
tion. 

A  second  project  for  the  improvement  of  the  river  below  Millbridge 
was  submitted  in  1880,  but  no  appropriation  was  made  until  1886. 

The  project  for  the  improvement  of  this  part  of  the  river  has  for  its 
object  the  dredging  of  a  channel  not  less  than  200  feet  wide  from  deep 
water  in  Narraguagus  Bay  to  the  place  known  as  "Deep  Hole,"  where 
vessels  anchor  in  bad  weather,  the  depth  to  be  11  feet  at  mean  low 
water  as  far  up  as  Long  Point,  and  from  thence  to  ^^  Deep  Hole"  to  be 
9  feet. 

The  mean  range  of  the  tides  is  11.2  feet. 

The  estimated  cost  of  this  improvement  was  $50,000. 

The  expenditures  under  the  last  project,  up  to  June  30, 1893,  amounted 
to  $27,543.72.  At  that  date  there  had  been  dredged  an  11-foot  chan- 
nel from  the  deep  water  in  the  bay  in  toward  the  new  steamboat  wharf 
90  feet  wide,  with  a  space  in  front  of  the  wharf  300  feet  wide.  From 
the  new  steamboat  wharf  to  the  old  one  near  Long  Point  the  channel 
was  100  feet  wide,  with  a  turning  basin  in  front  of  the  old  wharf  300 
feet  wide. 

The  expenditures  during  the  fiscal  year  ending  June  30,  1894, 
amouTited  to  $15.68.  No  work  was  in  progress  daring  the  year.  Pro- 
posals for  dredging  were  opened  October  3, 1892,  and  again  JS^ovember 
16,  1892,  but  each  time  all  bids  were  rejected,  the  prices  being  high. 
The  work  will  be  again  advertised. 

The  improvement  is  in  the  collection  district  of  Machias.  The  nearest  port  of 
entry  is  Machias.  The  nearest  lifcht-house  is  Narraguagus  Light-House,  on  Pond 
Island. 

Money  statement 

July  1,  1893,  balance  unexpended $7, 456. 28 

Juno  30,  1894,  amount  expended  during  fiscal  year 15. 68 

Jnly  1,  1894,  balance  unexpended 7,440.60 


Amount  (estimated)  required  for  completion  of  existing  project 15,  000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    15, 000.00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  8, 1893. 


COMMERCIAL   STATISTICS. 

Receipts  and  shipmenU. 


Articles. 

1891. 

1892. 

Tom, 
2,000 

1893. 

Coal 

Tont. 
1.200 
1,582 
675 

Tont. 
1,500 
400 

I'iab  and  salt 

Hides  and  leather .. 

800 

Hay 

300 

1,500 

30.000 

7,000 

4,500 

75 

HaTd'waro  and  iron ^-,.t ,. 

200 

38.  077 

4,725 

2,500 

2,000 

Lumber - 

50,000 
2,800 
3,500 

HiBoeUaneous 

StMie and  silica t 

Total 

48,856 

45,300 

00,875 

There  arriyed  during  the  calendar  year  1893,  steamers,  coastwise,  average  draft, 
7  feet;  tonnage,  300,000.  Sailing  vessels,  coastwise;  average  draft,  9  feet;  tonnage, 
30,000.     Vessels  for  refuge  only,  tonnage,  15,000. 
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BREAKWATER   FROM    MOUNT    DESERT    TO    PORCUPINE    ISLAND,    BAB 

HARBOR,  MAINE. 

The  anchorage  in  front  of  the  town  of  Bar  Harbor,  Mount  Desert 
Island,  Maine,  as  well  as  the  wharves  at  which  steamers  make  their 
landings,  is  exposed  to  the  seas  from  southerly  and  southeasterly  direc- 
tions. In  southerly  gales  the  anchorage  is  insecure,  and  the  landing  of 
passengers  and  freight  at  the  wharves  is  difficult  at  such  times.  The 
number  of  people  that  visit  Bar  Harbor  in  the  summer  is  large,  but 
the  amount  of  freight  delivered  and  shipped  is  comparatively  small. 
The  anchorage  is  used  chiefly  by  yachts.  There  are  neither  factories 
nor  quarries  on  this  part  of  the  island,  and  the  trade  is  chiefly  in  supplies 
of  all  kinds  for  summer  visitors. 

The  original  project  was  the  construction  of  a  riprap  breakwater 
from  the  westerly  side  of  Eound  Porcupine  Island  to  Dry  Ledge  and 
thence  in  a  direct  line  to  a  point  near  the  shore  of  Mount  Desert  Island. 
In  December,  1890,  it  was  proposed  to  slightly  change  the  direction  of 
the  iiart  of  the  breakwater  west  of  Dry  Ledge,  so  that  the  westerly  end 
would  be  somewhat  farther  to  the  southward. 

In  January,  1893,  the  project  was  again  amended  and  now  provides 
for  the  construction  of  a  breakwater  on  the  direct  line  first  proposed, 
but  somewhat  shorter,  terminating  at  a  distance  of  about  600  feet  from 
the  low- water  line  on  Mount  Desert  Island,  the  structure  to  be  built  to 
the  level  of  mean  high  tide,  with  slopes  of  1  on  1,  and  a  width  of  20 
feet  on  top  throughout  its  entire  length.  This  construction  will,  it  is 
believed,  answer  all  needful  requirements  at  this  locality  and  at  a  total 
cost  not  much  more  than  one-half  that  of  the  project  of  1890. 

The  estimated  cost  of  the  project  as  it  now  stands  is  $420,200. 

The  following  appropriations  have  been  made: 

Act  of— 

August  11, 1888 : $50,000 

September  19,  1890 50,000 

July  13,1892 50,000 

The  expenditures  to  June  30,  1893,  amounted  to  $53,535.92.  Up  to 
the  latter  date  the  entire  quantity  of  stone  placed  in  the  work  amounted 
to  52,089  tons.  That  part  of  the  breakwater  between  Porcupine  Island 
and  Dry  Ledge  was  completed,  and  9,921  tons  of  stone  had  been  depos- 
ited in  the  work  west  of  Dry  Ledge. 

The  expenditures  during  the  past  fiscal  year  were  $47,531.60,  making 
the  total  expenditures  $101,070.52. 

At  the  close  of  the  fiscal  year  1893  work  was  in  progress,  under  con- 
tract, on  that  part  of  the  breakwater  west  of  Dry  Ledge.  The  con- 
tract was  completed  early  in  October,  1893,  the  entire  quantity  of  stone 
delivered  under  the  contract  being  49,258  tons;  the  breakwater  west 
of  Dry  Ledge  was  at  that  time  completed  to  full  section  for  a  distance 
of  325  feet. 

November  22,  1893,  a  contract  for  continuing  the  construction  of  the 
breakwater  was  made  with  William  S.  White,  of  Rockland,  Me.,  at  97 
cents  per  ton,  about  50,000  tons  of  stone  to  be  deposited.  The  con- 
tractor commenced  late  in  April,  1894,  and  at  the  close  of  the  fiscal 
year  about  one-half  the  amount  of  stone  covered  by  the  contract  had 
been  deposited  in  place. 

Bar  Harbor  is  iu  the  collection  district  of  Frenchman  Bay.  The  nearest  port  of 
entry  is  Ellsworth.    The  nearest  light-house  is  ou  Egg  Rock,  3^  miles  distant. 
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Money  statement. 

July  1, 1893,  balance  nnexpendod $96,464.08 

June  30, 1894,  amoan t  expended  during  fiscal  year 47, 534. 60 

July  1, 1894,  balance  unexpended 48,929.48 

July  1, 1894,  outstanding  liabilities $24,450.00 

July  1, 1894,  amount  covered  by  uncompleted  contracts 24, 250. 00 

■  48, 700. 00 

July  1,1894, balance  available 229.48 

{Amount  (estimated)  required  for  completion  of  existing  project 270, 200. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  une  30, 1896    SOj.OOO.-^W 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


Abstract  of  proposals  for  construction  of  breakwater  from  Mount  Desert  to  Porcupine 
Island,  Maine,  October  81,  1893, 


No. 


Namo  and  address  of  bidder. 


From  Porcupine  Ledge 
in  a  westerly  direction 
(50, 000  tons  of  stone). 


Townsend  &  Johnston,  Somcrs  Point,  K.  J 

Perkins  St,  White,  Boston,  Mass 

Thomas  A.  Rowo,  Boston,  Mass 

James  &,  Goyer,  Chelsea,  Mass 

William  S.  White,  Bockland,  Me 


Price 
per  ton. 


$1.20 
.97 
1.03 
.97* 
.07 


Amonnt. 


$60,000 
48,500 
51,500 

48,750 
48,500 


Contract  made  with  William  S.  White,  November  22,  1893. 

Abstract  of  contracts  for  construction  of  breakwate)'  from  Mount  Desert  to  Porcupine 
Island,  Maine,  in  force  during  fiscal  year  ending  June  SO,  1894, 


No. 

Name  and  address  of  contractor. 

Date  of 
contract. 

Subject  of  contract. 

Price  for 

stone  per 

ton. 

*1 
2 

William  S.  Whit^,  Rockland,  Me. 
William  S.  White,  Rockland,  Me. 

Jnne  1,1892. 
Nov.  22, 1892. 

Breakwater  west  of  Dry  Ledge 

Breakwater  west  of  Pore  upineLedge . 

$1.02 
.97 

*  Contract  completed. 


COMMERCIAL   STATISTICS. 

It  was  impracticable  to  obtain  a  definite  statement  in  toes  of  articles.    The  fol- 
lowing letter  has  been  received : 

February  27,  1894. 
Sir:  In  answer  to  your  letter  I  inclose  a  list  of  steamers  that  arrived  at  Bar  Har- 
bor during  the  season  from  March  to  November.    There  are  many  tons  that  arrived 
there  in  the  shape  of  yachts  and  steamers  that  came  down  for  a  season,  but  can  not 
give  you  figures  on  that.    The  list  is  what  we  call  the  regular  line  for  business. 
Respectfully, 

JouN  D.  Hopkins, 

Collector, 
Lieut.  Col.  Peter  C.  Hains. 

ENO  94 32 
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Arrivals  and  departures. 


St«amorfl. 


Sappho 

Sebenoa  

Silver  Star 

Golden  Rod... 
Mount  Desert 
FrankJonoH.. 

Sedgwick 

Cimbria 

Winthrop 

Creedmore — 
Sorrento 


276.55 
89.12 
75.50 
71.16 

457.16 
1.634.42 

155.52 

289.14 

1, 442. 87 

19.43 

49.36 


Net  tons. 

Tripa. 

137.78 

5dafly. 

44.66 

2  daily. 

42.95 

5  daily. 

52.57 

2  daily. 

283.85 

1  daily. 

1, 078. 65 

2  per  week. 

84.28 

3  per  week. 

247.42 

3  i)er  -vreek. 

1, 019. 34 

1  per  week. 

11.11 

24.68 

A  6. 
IMPROVEMENT  OF  BAGADUCE  RIVER,  MAINE. 

The  Bapraduce  is  a  small  stream  that  empties  into  Penobscot  Bay  at 
Castine,  Me.  The  upper  part  of  the  river  divides  into  two  branches, 
one  called  Northern  Bay  and  the  other  South  Bay. 

Northern  Bay,  near  South  Penobscot,  is  a  shoal  sheet  of  water  of 
about  700  acres  area,  the  bottom  of  which  for  the  greater  part  is  bare 
at  low  tide.  There  is  a  narrow  channel  from  Bridges  Point  to  Bowdens 
Wharf,  which  hadadepth  of  less  than  2  feet  and  is  obstructed  by  ledges 
near  Winslows  Island.  The  South  Bay  is  obstructed  by  ledges  at 
Johnsons  Narrows. 

A  project  for  the  improvement  of  the  Northern  Bay  was  adopted  in 
1890,  which  has  for  its  object  the  securing  of  a  channel  100  feet  wide 
and  0  feet  deep  at  mean  low  tide  from  Bridges  Point  to  Bowdens  Wharf, 
at  an  estimated  cost  of  $45,000. 

It  is  also  intended  to  remove  a  small  quantity  of  rock  obstructing  the 
South  Bay  at  Johnsons  Narrows,  at  an  estimated  cost  of  $1,875. 

The  mean  range  of  tides  is  about  9.5  feet. 

The  following  appropriations  have  been  made  : 

Act  of— 

AiiguBt  11, 1888 $3,000 

Soptember  19,1890 4,000 

July  13,1892 6,000 

The  expenditures  to  the  close  of  the  fiscal  year  ending  June  30, 1893, 
amounted  to  $219.72.    No  work  had  been  done. 

The  expenditures  during  the  year  ending  June  30,  1894,  were 
$11,780.28,  making  the  total  expenditures  $12,000. 

During  July,  1893,  under  contract  with  Edgar  P.  Lovering,  of  Boston, 
Mass.,  the  work  of  dredging  the  channel  was  commenced,  and  was 
continued  until  the  21st  of  the  following  November,  when  the  funds 
were  exhausted.  Under  this  contract  30,052  cubic  yards  of  material 
were  dredged,  and  506  J  tons  of  large  bowlders  removed.  The  contract 
prices  were  25  cents  per  cubic  yard  for  the  dredging,  and  $3  per  ton  for 
removing  the  bowlders.  The  channel  was  dredged  its  entire  length  for 
a  width  of  40  feet,  but  the  full  projected  depth  was  not  obtained 
throughout.  There  is  now  an  available  depth  of  about  2  feet  more  than 
before  the  improvement  was  commenced. 

Tho  improvement  is  in  the  collection  district  of  Castine.  The  nearest  port  of  entry 
is  Castine,  at  tho  mouth  of  the  river.    Tho  nearest  light-house  is  at  Dice  Head. 
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Money  statement 

July  1, 1893,  balance  unexpended $11,780.28 

June  30y  1894,  amount  expended  during  fiscal  year 11, 780. 28 

{Amount  (estimated)  required  for  completion  of  existing  project 34, 875.  t»0 

Amountthatcanbeprofitabljrexpendedinfi8calyearendingJnne30, 1896  25, 000. 00 
Submitted  in  compliance  TV'ith  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


COMMEBCIAL   STATISTICS. 

Receipts  and  Shipments. 


Articles. 

1891. 

1892. 

1893. 

Bricks                             «... 

Tom. 

C,000 

2,200 
150 
250 
150 

8,000 

15,300 

150 

2,800 
300 

6,000 

Tont. 

7,500 

2,350 
150 
300 
300 

0,000 

17,000 

200 

3.500 
400 

5,400 

Tom. 
8,000 
2,300 

Coal 

Cotton .............................     ................................... 

200 

Farm  prodac6 

400 

Fish 

250 

Grain 

0,000 

General  merchandise 

18,000 

Ice 

250 

Jjumber 

5,000 

T/tmeL       C<*m^nts       <^tC--T-T             , .-             --..T,T-..Tr-rT,.r.^r T-.T, 

400 

Wood 

5,500 

Total 

41,300 

46,100 

49,800 

Most  of  tho  above  is  landed  and  shipped  from  Castiue,  at  the  mouth  of  the  river. 


A  7. 

IMPROVEMENT  OF  PENOBSCOT  RIVER,  MAINE. 

A  survey  of  the  Penobscot  Eiver  was  made  in  1867  under  the  pro- 
visions of  the  act  of  Congress  approved  June  23,  1866.  The  naviga- 
tion at  that  time  was  obstructed  by  rocks,  ledges,  and  mill  waste,  giv- 
ing at  mean  low  tide  only  about  8  feet  of  water  and  a  narrow,  tortuous, 
and  uncertain  channel.  A^  Bangor  the  depth  was  only  about  6  feet  at 
lowest  stages,  while  numerous  rocks  and  ledges  made  navigation  dan- 
gerous. Colonel  Thom^  under  whose  direction  tho  survey  was  made,  sub- 
mitted an  estimate,  for  two  projects  of  improvement,  one  giving  a  chan- 
nel 160  feet  wide  and  12  feet  deep  at  extreme  low  tide,  up  as  far  as 
Bangor,  at  an  estimated  cost  of  8125^000,  and  another  with  a  depth  of 
18  feet  at  extreme  low  tide,  at  an  estimated  cost  of  $665,000. 

The  improvement  of  navigation  was  not  undertaken,  however,  until 
1870,  when  the  first  appropriation  was  made.  Work  on  the  12-foot 
project  was  then  systematically  undertaken  and  was  continued  until 
1880,  under  the  several  appropriations  made  by  Congress.  The  original 
project  was  amended  several  times  during  this  period.  This  was  ren- 
dered necessary  by  the  discovery  of  shoals  where  before  they  were  not 
known  to  exist,  and  by  work  being  ordered  by  Congress  which  was 
not  included  in  the  original  estimates.  In  1876  the  project  was  amended 
so  as  to  provide  for  a  depth  of  11  feet  at  extreme  low  tide,  and  as  thus 
amended  it  was  completed  in  1880.    The  expenditures  up  to  that  time 
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amounted  to  $198,000,  and  had  resulted  in  straightening,  deepening, 
and  widening  the  channel  through  the  several  shoals  and  bars  at  Ban- 
gor and  for  a  distance  of  about  3  J  miles  downstream,  giving  it  a  width 
of  200  feet  and  a  depth  of  not  less  than  11  feet  at  extreme  low  tide,  or 
14  feet  at  mean  low  stages;  also  in  breaking  up  and  removing  all  the 
sunken  ledges  and  bowlders  in  the  harbor  of  Bangor,  some  outside  the 
main  channel,  down  to  the  level  of  the  general  bed  of  the  river,  includ- 
ing Independence  Kock,  Gulliver's  Biock,  ledge  near  the  steamboat 
wharf,  and  those  near  Dole's  Wharf,  Green's  Pier  Ledge,  and  a  ledge 
outside  of  it,  the  ledges  and  bowlders  in  front  of  the  wharves  at  High 
Head,  and  also  the  removal  of  the  shoal  at  Bucksport,  known  as  the 
Middle  Ground,  on  which  there  had  formerly  been  only  4  feet  of  water 
at  !mean  low  tide. 

No  further  work  was  done  on  the  Penobscot  Kiver  until  1883,  when 
a  new  survey  was  made  by  Ool.  Blunt,  under  the  provisions  of  the 
river  and  harbor  act  of  1882.  He  reported  that  the  improvements  made 
were  satisfa<5tory,  as  far  as  they  went,  but  the  increasing  commerce 
of  Bangor  demanded  additional  facilities.  He  submitted  a  project  for 
widening  the  channel  at  Bangor  100  feet,  making  it  300  feet  wide, 
and  for  widening,  straightening,  and  deepening  the  river  near  Crosbys 
Narrows,  at  an  estimated  cost  of  $75,000.  A  project  for  this  improve- 
ment was  adopted  in  1884  and  work  on  it  begun.  While  it  was  in  prog- 
ress the  river  and  harbor  act  of  1886  called  for  another  survey  of  the 
Penobscot  River  from  Bangor  to  Bucksport  Narrows.  This  survey  was 
made  in  1887,  under  the  direction  of  Lieut.  Col.  Jared  A.  Smith,  who 
submitted  a  project  January  11, 1888,  for  improving  the  river  from 
Winterport  to  Bucksport,  at  an  estimated  cost  of  $365,000.  The  proj- 
ect contemplated  the  securing  of  22  feet  at  mean  low  tide  between 
Bucksport  and  Winterport,  by  means  of  contraction  works  aided  by 
dredging.  The  estimated  cost  of  the  two  projects  combined  was  thus 
made  $440,000,  of  which  $85,000  had  already,  in  1888,  been  appro- 
priated. The  act  of  September  19, 1890,  appropriated  $25,000  and  pro- 
vided for  dredging  near  Sterns  Mill.  This  was  no  part  of  any  of  the 
projects  submitted,  but  was  ordered  by  Congress. 

In  the  river  and  harbor  act  of  September  19,  1890,  Congress  directed 
still  another  survey  to  be  made  of  the  Penobscot  River,  Maine.  This 
was  done  by  Lieut.  Col.  Jared  A.  Smith,  Corps  of  Engineers,  and  a 
report  was  submitted  which  was  published  as  House  Ex.  Doc.  No.  37, 
Fifty- second  Congress,  first  session.  The  w^rks  of  improvement  sug- 
gested in  this  report  are  to  still  further  widen  the  channel  at  Bangor 
on  the  Brewer  side  60  feet,  making  it  360  feet  wide,  keeping  the  same 
depth  as  before;  to  deepen  the  river  between  Winterport  and  Bucks- 
port  by  the  construction  of  jetties,  to  22  feet  at  mean  low  tide,  and  near 
Crosbys  Narrows  to  12  feet  by  the  same  means.  The  estimated  cost  of 
this  last  project  is  $202,000. 

The  general  project  under  which  the  improvement  of  the  Penobscot 
River  is  now  being  carried  on  may  be  stated  as  follows: 

To  widen  the  channel  at  Bangor  to  360  feet  and  a  depth  of  11  feet  at 
extreme  low  tide;  to  widen,  straighten,  and  deepen  the  channel  near 
Crosbys  Narrows  and  near  Sterns  Mill  to  a  depth  of  12  feet  at  extreme 
low  tide;  and  to  secure  a  channel  depth  of  22  feet  at  mean  low  tide 
between  Bucksport  and  Winterport,  the  estimated  cost  of  the  entire 
work  being  $440,000,  of  which  $150,000  has  been  already  appropriated. 

This  estimate  includes  the  cost  of  jetties  at  Frankfort  Flats  and 
High  Head  to  contract  the  waterway,  should  contraction  be  necessary. 
It  is  thought,  however,  that  as  the  deposit  of  sawdust  and  mill  waste 
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into  the  river  has,  in  a  large  measure,  been  stopped,  and  as  the  chan- 
nels at  these  places  were  obstructed  chiefly  by  this  material,  the  con- 
traction works  may  not  be  necessary.  The  channel  nt  Frankfort  Plats 
was  dredged  in  1890  to  22  feet.  Subsequently  it  filled  up  on  the  sides  to 
some  extent,  the  full  depth  in  mid  channel  being  maintained.  A  recent 
survey  shows  that  it  has  scoured  out  again,  and  there  now  exists  a 
navigable  channel  not  less  than  600  feet  wide  and  22  feet  or  more  in 
depth  at  low  tide.  As  this  is  all  the  project  aims  at,  no  further  works 
of  any  kind  are  needed  at  Frankfort  Flats. 

The  channel  at  High  Head,  which  had  deepened  in  1891  from  natural 
causes,  subsequently  filled  up  to  some  extent,  so  that  it  became  advis- 
able to  dredge  a  channel  the  full  depth  and  tvidth  6'alled  for  by  the 
project.  A  recent  survey  shows  that  it  has  deepened  again  so  that 
there  is  an  available  depth  of  22  feet  at  low  tide,  though  the  channel 
is  not  as  wide  as  it  should  be. 

If  the  dredging  now  in  progress  at  High  Head  gives  as  good  results 
as  that  at  Frankfort  Flats  has  done,  and  there  is  every  reason  to  believe 
tliat  it  will,  no  farther  work  on  this  section  of  the  river  will  be  neces- 
sary. Under  any  circumstances  it  is  believed  that  any  filling  that  may 
take  place  in  the  future  will  bo  but  temporary.  A  slight  spring  freshet 
will  clear  it,  as  it  has  done  at  Frankfort  Flats. 

The  construction  of  jetties  at  Frankfort  Flats  and  High  Head  should 
be  avoided  if  practicable  on  account  of  their  great  cost. 

Under  the  circumstances,  no  appropriation  is  asked  for  the  Penobscot 
River. 

The  following  appropriations  have  been  made  for  the  Penobscot  River : 

March  2,  1829  (for  survey) $300 

July  11,  1870  (at  Baugor  and  below ^ 15,000 

March  3,  1871  (at  Bangor  and  below) 50,000 

June  10,  1872 40,000 

March  3,  1873 20,000 

June  23,  1874 20,000 

March  3,  1875  ($10,000  to  be  expended  at  or  near  Bucksport  Narrows) 25, 000 

August  14, 1876  ($4,000  to  be  expended  at  or  near  Bucksport  Narrows) 10, 000 

June  18, 1878  ($2,500,  or  so  much  thereof  as  necessary,  to  be  expended  at  or 

near  Bucksport  Narrows) 12, 000 

March  3,  1879 6,000 

July  5,  1884  (for  Bangor  Harbor  and  Penobscot  River) 20, 000 

August  5,  1886  (for  widening  channel  at  Bangor  and  removing  obstructions 

near  Crosbys  Narrows) 15, 000 

August  11,  1888  ($20,000  to  be  expended  between  Bangor  and  Crosbys  Nar- 
rows, and  $30,000  between  Bucksport  and  Winterport) 50, 000 

September  19,  1890  (for  continuing  improvement  and  for  dredging   near 

Stems  MiU) 25,000 

July  13,  1892 40,000 

Total 348,300 

The  expenditures  under  the  various  projects  up  to  the  close  of  the 
fiscal  year  ending  June  30, 1893,  amounted  to  $302,510.45. 

The  results  accomplished  were  the  widening  and  deepening  of  the 
channel*  at  Bangor  from  a  depth  of  6  feet  at  extreme  low  tide  to  11  feet, 
for  a  width  of  300  feet;  the  dredging  of  the  shoal  at  Sterns  Mill  to  12 
feet  and  of  the  shoal  just  below  Sterns  Mill  to  the  same  depth;  the 
removal  of  rocks,  ledges,  and  other  obstructions;  the  dredging  of  the 
shoal  near  Bucksport,  and  a  general  increase  in  depth  and  width  of 
channels  from  the  mouth  up  to  Bangor. 

The  expenditures  during  the  last  fiscal  year  were  $16,754.32,  making 
the  total  expenditures  for  the  work  $319,264.77. 

At  the  date  of  the  last  annual  report  the  work  of  widening,  by 
dredging,  the  channel  at  Bangor  to  360  feet  had  been  commenced  under 
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a  contract  witli  Martia  Y.  B.  Mower.  The  contract  was  completed  late 
in  November,  1893.  The  total  quantity  of  material  dredged  was  43,780 
cubic  yards,  scow  measurement. 

It  was  found  that  some  shoaling  had  taken  pla^e  in  the  channel  at 
Bangor,  and  on  March  5, 1894,  proposals  were  opened  for  dredging 
about  15,000  cubic  yards  at  Bangor  and  about  75,000  cubic  yards  at 
High  Head,  just  above  Bucksport,  making  the  full  projected  depth  of 
22  feet  at  mean  low  tide  at  the  latter  place.  The  bids  were  considered 
high  and  were  all  rejected,  and  tlie  work  readvertised.  Proposals  were 
again  opened  April  21, 1894,  and  a  contract  was  made  under  date  of 
May  9,  1894,  with  Lynn  Dredging  Company,  of  Lynn,  Mass.,  at  30 
cents  per  cubic  yard  for  the  work  at  Bangor  and  15J  cents  per  cubic 
yard  for  that  at  High  Head.  The  work  was  commenced  about  the  1st 
of  June  and  was  in  progress  at  the  close  of  the  year. 

BangoF;  at  the  Iicad  of  navigation,  is  a  port  of  ontry. 

Money  statement 

July  1, 1893,  balance  unexpended $45,  789. 55 

June  30, 1894,  amount  expended  during  fiscal  year 16,  754.  32 

July  1, 1894,  balance  unexpended 29, 035. 23 

July  1, 1894,  outstanding  liabilities $500. 00 

July  1, 1894,  amount  covered  by  uncompleted  contracts 17, 025.  00 

17,525.00 

July  1, 1894,  balance  available ' 11,510.23 

(  Amount  (estimated)  required  for  completion  of  existing  project 290, 000. 00 

<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867. 


Abstract  of  proposals  for  dredging  in  Penobscot  lUver,  Maine,  March  5,  1S94. 


No. 

Name  and  address  of  bidder. 

Bangor  Harbor 
(15,000  cubic  yai-ds). 

High  Head  (75,000 
cubic  yards.) 

Total. 

Price  per 
cu.  yard. 

Amount. 

Price  per 
en.  yard. 

Amount. 

1 
? 

Lynn  Dredging  Company,  Lynn,  Mass 

Cnarles  H.  Souther,  lioston,  Mass. 

CenU. 
38 

40 
45 

$5,700 
6,000 
6.300 
6,105 
6,750 

Cents. 

Id 

19.1 

20 

$13,125 
U,250 
13.500 
14,325 
15,000 

$18,825 
20,250 

8 

Moore  &.  Wright,  Portland  Mo 

19,800 
20,430 
21,750 

4 

5 

Charles  W.  Anthony,  FalllRivor,  Mass 

Angu^tns  R-  Martin,  Boston,  Mass 

All  bids  rejected  as  being  too  high. 

Abstract  of  proposals  for  dredging  in  Penobscot  Rivej-,  Maine,  April  21,  1894. 


No. 


Name  and  address  of  bidder. 


Charles  TV.  Anthony,  Pall  River,  Mass. 
Lynn  Dredgijig  Company,  Lynn,  Mass.. 


Bangor  Harbor 
(15,000  cubic  yards). 


Price  per 
cu.  yard. 


Cents. 
38/5 


Amount. 


$5,805 
5,400 


HighHea*!  (75,000 
cubic  j'ards). 


Price  per 
cu.  yard. 


Cents. 
151 


Amount. 


$12,975 
11,625 


Total. 


$18,780 
17, 025 


Contract  made  with  Lynn  Dredging  Company  May  9,  1894. 
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Abstr<ict  of  contracts  for  improving  Penobscot  River,  Maine,  in  force  during  fiscal  year 

ending  June  SO,  1894. 


Sio. 

Namo  and  address  of  contractor. 

Date  of  con- 
tract. 

Subject  of  contract. 

Price  per 
en.  yard. 

*1 

Martin  V.  B.  Mowor,  Lynn,  Mass. 

Lynn  Dred^ng  Company,  Lynn, 
Mass. 

Feb.  2,1893. 
May  9,1894. 

Dredging  channel 

Cents. 
32 

2 

r  Dredging  channel  in  Bangor  Har- 
1     bor. 

]  Dredging  channel  at  High  Head, 
(    above  Bucksport. 

36 
154 

*  Contract  completed. 


COMMERCIAL   STATISTICS. 

Receipts  and  shipments. 


Articles. 


1891. 


1892. 


1893. 


Ashes 

Bricks 

Brimstone 

Coal 

Farm  produce 

Fish  and  oysters 

Flour  and  grain 

Fertilizer  and  plaster  rock. 

General  merchandise 

Hay  and  wood 

Iron,  castings,  etc 

Ice. 


Tons. 

500 
8,575 


Lime  and  cement 

Lumber 

Last  blocks 

Molding  sand  and  potters'  day.. 

Miscellaneous 

Molasses  and  salt 

Oil 

Paving  stone,  granite,  and  slate. 


104, 113 

2, 025 

107 

11, 805 

1,400 

51, 333 

72,220 

505 

270, 000 

568 

320, 000 


53. 728 
1.841 
2,500 

30.500 


Tons. 

500 

3,266 

500 

115,  000 

2,000 

200 

6,325 

2,000 

52,  209 

12,647 

840 

181,  000 

4,350 

294,603 

400 

1,000 


2,701 
3,094 
32,300 


Ton*. 

575 

2,840 

535 

120, 000 

2,300 

240 

6,840 

2,140 

53, 420 

13, 000 

12,600 

90,000 

4,400 

223, 332 

400 

1.200 

700 

1.771 

3,594 

26,000 


Total I    931,780 


714,935 


565,887 


Number  of  vessels  arriving  in  calendar  year  1893. 


Vessels. 

Number. 

Tonnage. 

Steamers,  coastwise,  drawing  10  feet  or  more 

720 
530 

13 
788 
954 

31 

259  200 

Steamers,  coastwise,  drawing  loss  than  10  feet 

79,650 

Sailing  vessels,  foreign,  drawing  10  feet  or  more 

8  4''5 

Sailing  vessels,  coastwise,  drawing  10  feet  or  more 

237, 976 
95,400 

Sailing  vessels,  coastwise,  drawing  less  than  10  feet 

Barges,  drawing  10  feet  or  more 

9,300 

A  8. 

IMPROVEMENT  OF  BELFAST  HARBOR,  MAINE. 

Before  the  improvement  was  begun  the  harbor  was  not  deep  enough 
to  accommodate  the  steamers  and  other  vessels  that  visited  the  port. 

Kear  Lane's  Wharf  there  was  a  shoal  on  which  the  depth  was  only 
about  4  feet  at  mean  low  tide,  but  it  deepened  toward  the  mouth  of  the 
harbor. 
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A  survey  was  made  of  the  liarbor  in  1875  and  a  report  submitted. 
As  a  result  of  the  survey  it  was  ascertained  that  to  so  improve  the  har- 
bor as  to  afibrd  a  safe  anchorage  for  shipping  in  all  storms,  and  have  a 
suitable  depth  for  the  several  steamers  and  other  vessels  that  touch 
and  lie  there  in  all  stages  of  the  tide,  would  require  the  removal  of  cer- 
tain shoals  and  the  construction  of  a  breakwater  or  breakwaters  at  the 
entrance  to  the  harbor.  The  estimated  cost  was  $347,000.  The  dredg- 
ing alone  was  estimated  to  cost  $35,000.  The  latter  was,  in  1876,  the 
project  adopted.    The  construction  of  the  breakwaters  was  abandoned. 

The  project  contemplated  dredging  the  lower  part  of  the  shoal  to  12 
feet  at  low  tide  between  the  channel  and  the  wharf  line  as  far  up  as 
the  wharf  of  the  Boston  and  Bangor  line  of  steamers,  and  from  theace 
between  the  channel  and  the  wharf  line  up  to  near  Lane's  Wharf  to  10 
feet  at  low  tide.  That  project  was  completed  in  1879,  at  a  cost  of 
$22,000. 

A  new  survey  or  examination  of  the  harbor  was  ordered  in  the  river 
and  harbor  act  of  August  11, 1888.  This  was  made,  and  a  new  project 
adopted  in  1890.  The  new  project  proposes  to  dredge  a  channel  from 
the  deep  water  at  the  entrance,  to  the  upper  harbor  250  to  300  feet  wide 
and  16  feet  deep  at  mean  low  tide;  to  dredge  an  area  8  feet  deep  on  the 
north  side  of  the  harbor,  so  that  vessels  of  that  draft  can  reach  the 
wharf  in  front  of  Pierce's  ice  house  and  mills  at  low  tide;  to  dredge  an 
area  on  the  south  side  of  the  channel  to  a  depth  of  13  feet  at  mean  low 
tide,  to  accommodate  vessels  touching  at  the  Boston  and  Bangor  Steam- 
boat Company's  Wharf.  The  estimated  cost  of  the  new  project  is 
$52,000. 

The  following  appropriations  have  been  made: 

Act  of — 

August  14,  1876 $5,000 

June  18,  1878 12,000 

Maxell  3,  1879 5,000 

Juno  14, 1880 3,000 

September  19,  1890 10,000 

July  13,  1892 10,000 

Total 45,000 

The  total  expenditures  on  Belfast  Harbor  up  to  June  30, 1893,  were 
$35,026.05.  At  that  date  the  8-foot  dredging  near  Pierce's  Wharf  had 
been  completed,  and  dredging  at  the  channel  of  entrance  was  in  pro- 
gress under  a  contract  with  Hamilton  &  Sawyer. 

The  expenditures  during  the  last  fiscal  year  were  $9,973.95,  making 
the  total  expenditures  for  this  improvement  $45,000.  By  the  middle  of 
July,  1894,  the  dredgiug  at  the  entrance  was  brought  to  a  close,  40,040 
cubic  yards  of  material  in  all  having  been  dredged,  which  was  all  that 
the  funds  would  allow,  making  the  full  depth  of  15  feet  at  mean  low 
tide  for  a  width  of  from  125  to  225  feet. 

Belfast  is  in  the  collection  district  of  Belfast.  The  nearest  light-house  is  Dice 
Head,  near  Castine. 

Money  statement. 

July  1,  1893,  balance  unexpended $9,973.95 

June  30,  1894,  amount  expended  during  fiscal  year 9, 973. 95 

{Amount  (estimated)  required  for  completion  of  existing  project 32, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Juno  30, 1896    32, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 
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COMMERCIAL  STATISTICS. 

Eeceipis  and  shipments. 


Articles. 


1891. 


1892. 


1893. 


Coal 

Farm  produce 

Fertilize 

Grain 

Hay 

General  merchandise 

JLumber 

Ice 

Lime 

Stone 

Wood 

Total 


Tons. 

10, 710 

910 

1,500 

5,029 

7,127 

20, 112 

3,400 

13,000 

1,325 

7,000 

980 


I 


71,063 


Tons. 

10, 800 
915 
3,000 
6,000 
7,460 

21,200 
2,900 
8,000 
1.410 
6,000 
850 


67,525 


Ton*. 

10,900 

82U 

3,00U 

5,  SOU 

3,60j 

20,20i) 

2,51)0 

5,000 

1,200 

5,200 

750 


58,470 


A  9. 

IMPROVEMENT  OF  HARBOR  AT  CAMDEN,  MAINE. 

A  survey  was  made  of  Camden  Harbor  in  1872  with  a  view  to  the 
improvement  of  its  navigation,  which  prior  to  that  time  had  been 
obstructed  by  the  shoalness  of  the  water  over  nearly  all  of  its  area, 
there  being  less  than  12  inches  depth  over  the  most  of  it. 

The  first  project  was  for  regulating  the  entrance  by  dredging  between 
the  two  principal  steamboat  wharves,  which  were  located  on  opposite 
sides  of  the  entrance;  dredging  a  channel  about  1,500  feet  long,  100 
feet  wide,  and  7  feet  deep  at  mean  low  tide  from  the  entrance  up  to  the 
head  of  the  wharves  on  the  easterly  side  of  the  harbor,  and  a  channel 
1,400  feet  long,  of  the  same  width  and  depth,  extending  up  to  the  head 
of  the  wharves  on  the  westerly  side  of  the  harbor.  The  total  excava- 
tion required  was  about  90,000  cubic  yards  and  the  estimated  cost 
$33,000.  The  total  amount  actually  expended  on  the  project  was 
$30,000,  and  with  the  expenditure  of  this  amount  the  project  was  com- 
pleted in  1876. 

In  the  harbor  and  river  act  of  1886  a  new  survey  of  Camden  Harbor 
was  ordered.  This  was  made  in  1887,  and  a  project  submitted  for  fur- 
ther improvement  of  the  harbor.  The  dredged  channels  which  had 
been  made  under  prior  appropriations,  though  they  had  not  filled  up 
to  any  appreciable  extent,  were  not  deep  and  wide  enough  to  accom- 
modate the  increasing  commerce.    The  new  project  contemplates: 

(1)  The  dredging  of  an  area  at  the  entrance  to  tbe  harbor,  and  near 
the  Boston  Steamboat  Wharf,  to  a  depth  of  12  feet  at  mean  low  tide; 

(2)  the  dredging  of  an  area  at  the  entrance,  so  as  to  afford  more  easy 
access  to  the  harbor,  to  a  depth  of  10  feet  at  mean  low  tide;  (3)  the 
dredging  of  a  channel  along  the  wharf  line  on  the  west  side  of  the  har- 
bor as  far  up  as  Alden's  Wharf  to  a  depth  of  10  feet,  and  from  thence 
up  to  the  anchor  factory  and  to  Derow's"  shipyard  to  a  depth  of  5  feet 
at  mean  low  tide;  (4)  the  dredging  of  a  channel  on  the  east  side  nearly 
up  to  Gilkey's  Wharf  to  a  depth  of  10  feet,  and  from  thence  up  to 
Dailey's  shipyard  to  a  depth  of  5  feet  at  mean  low  tide.  These  chan- 
nels are  to  be  about  50  feet  wide  at  the  upper  end,  where  the  depth  is 
to  be  5  feet,  and  about  100  feet  wide  whore  the  depth  is  to  be  10  feet. 

The  removal  of  the  middle  ground — that  is,  the  space  between  the 
two  channels — though  desirable,  was  not  regarded  as  an  essential  part 
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of  the  project,  and  was  not  to  be  undertaken  until  tlie  other  parts  had 
been  completed.    Subsequently  its  removal  was  included  in  the  project. 

The  estimated  cost  of  the  entire  work  was  $60,000. 

The  following  appropriations  have  been  made  : 

Act  of— 

March  3, 1873 $10,000 

Juno  23, 1874 10,000 

March  3, 1875 10,000 

August  11, 1888 5,000 

September  19, 1890 6,000 

July  13,1892... 12,000 

Total 53,000 

The  expenditure  of  the  first  three  appropriations  resulted  in  giving 
a  good  entrance  to  the  harbor,  and  two  channels,  one  on  each  side 
along  the  lines  of  wharves,  not  less  than  6  feet  deep  at  mean  low  tide. 

The  total  expenditures  up  to  the  close  of  the  fiscal  year  ending  June 
30, 1893,  inclusive  of  both  projects,  amounted  to  8^1,041.93.  As  a  result 
the  western  channel  had  been  dredged  to  a  depth  of  10  feet  at  mean 
low  tide  throughout  its  entire  length,  including  the  approach,  the  lat- 
ter to  a  width  of  125  feet  and  the  channel  itself  to  a  width  of  100  feet. 

The  expenditures  during  the  last  fiscal  year  were  $11,934.28.  Dredg- 
ing, under  contract  with  Hamilton  &  Sawyer,  was  commenced  July  21 
and  continued  until  October  16, 1893.  The  total  amount  dredged  was 
42,000  cubic  yards,  comijleting  the  work  of  dredging  the  channel  of 
entrance,  and  the  area  near  the  Boston  Steamboat  Wharf,  and  about 
400  feet  of  the  10-foot  channel  on  the  eastern  side  of  the  harbor.  After 
completion  of  the  dredging,  11  large  bowlders  which  obstructed  the 
entrance  were  removed  by  hired  labor,  at  an  expense  of  about  $550. 

Camden  is  in  the  collection  district  of  Belfast.  The  nearest  light-house  is  on 
Negro  Island,  at  entrance  to  harbor. 

Money  statement 

July  1,  1893,  balance  unexpended $11,958.07 

June  30,  1894,  amount  expended  during  fiscal  year 11, 934. 28 

July  1,  1894,  balance  unexpended 23. 79 

July  1, 1894,  outstanding  liabilities 10.00 

July  1,  1894,  balance  available 13. 79 

{Amount  (estimated)  required  for  completion  of  existing  project 37, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  endin«^  J  iine  30, 1896  37, 0  JO.  00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


COMMERCIAL  STATISTICS. 


The  receipts  and  shipments  fcr  the  calendar  year  1891  were  reported  as  45,575  tons. 
It  has  been  impracticable  to  obtain  statistics  for  the  year  1893,  but  it  is  thought  the 
tonnage  did  not  materially  differ  from  that  reported  for  1891. 


A  ID. 
IMPROVEMENT  OF  HARBOR  AT  ROCKLAND,  MAINE. 

The  location  of  Bockland  Harbor  is  sach  that,  besides  accommodating 
its  own  commerce,  it  affords  a  convenient  refuge  for  large  numbers  of 
coasting  vessels.    When  the  project  for  a  breakwater  was  adopted  the 
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harbor  was  open  to  easterly  storms,  the  anchorage  was  unsafe,  and  the 
seas  often  broke  over  the  wharves. 

The  following  appropriations  have  been  made  for  the  improvement 
of  Bockland  Harbor: 

Act  of— 

JnneU,  1880 $20,000 

August  2,  1882 40,000 

July  5, 1884 40,000 

Augusts,  1886 22,500 

August  11,  1888 30,000 

September  19,  1890 37,500 

July  13,  1892 30,000 

Total 220,000 

The  project  as  originally  adopted  in  1881  provided  for  two  break- 
waters, one  starting  from  Southwest  Ledge,  in  the  harbor,  and  running 
in  a  northerly  direction  toward  Jameson  Point,  a  distance  of  2,640  feet, 
the  other  starting  from  Jameson  Point  and  extending  southward  about 
1,900  feet.  The  estimated  cost  was  $550,000.  The  top  of  each  break- 
water was  to  be  only  5  feet  above  the  level  of  mean  low  tide. 

In  1887  the  project  was  amended  so  as  to  bring  the  top  of  the  break- 
water from  Jameson  Point  to  the  level  of  high  tide,  leaving  the  other 
as  originally  designed.  The  estimated  cost  was  thus  increased  to 
$650,000. 

In  1890  the  project  was  again  modified.  Instead  of  building  the 
second  breakwater  from  Southwest  Ledge  in  a  northerly  direction,  on 
which  no  work  had  been  done,  it  was  decided  to  prolong  the  one  from 
Jameson  Point  in  a  southerly  direction.  By  doing  so  a  much  larger 
area  of  the  harbor  would  secure  protection. 

The  estimated  cost  of  the  new  project  was  $632,500,  this  being  inclu- 
sive of  the  cost  of  the  part  already  constructed. 

Up  to  the  close  of  the  fiscal  year  ending  June  30, 1893,  there  had 
been  expended  on  the  breakwater  the  sum  of  $199,136.45,  and  about 
220,054  tons  of  stone  had  been  placed  in  position.  The  above  expenditures 
had  resulted  in  protecting  a  part  of  the  harbor,  giving  a  secure  harbor 
of  refuge  for  many  vessels  that  trade  near  this  port. 

During  the  fiscal  year  ending  June  30, 1894,  there  had  been  expended 
the  sum  of  $19,859.05. 

At  the  close  of  the  fiscal  year  1893  the  work  of  extending  the  break- 
water was  in  progress  under  a  contract  with  William  S.  White.  Oper- 
ations were  continued  until  the  close  of  August,  1893,  when  the  contract 
was  comi)leted.  Thirty-seven  thousand  five  hundred  and  nineteen  tons 
of  stone  were  delivered  under  this  contract,  in  all,  building  about  236 
linear  feet  of  breakwater.  A  small  beacon  was  constructed  to  mark 
the  end  of  the  work.  The  total  quantity  of  stone  deposited  in  the 
breakwater  up  to  the  present  time  is  234,110  tons,  and  the  work  is  prac- 
tically completed  to  a  point  2,451  feet  from  the  shore. 

Money  statement, 

July  1,  1893,  balance  unexpended $20,803.55 

June  30, 1894,  amount  expended  during  fiscal  year 19, 859. 05 

July  1, 1894,  balance  unexpended 1, 004. 50 

{Amount  (estimated)  required  for  completion  of  existing  project 412, 500. 00 
Amount  tn at  can  be  profitably  expended  in  fiscal  year  ending  June  CO,  189(5  100, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 
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COMMERCIAL  STATISTICS. 

Receipts  and  Bhipments, 


Articles. 


1891, 


1892. 


1803. 


Brick,  cement,  and  sand. . 

Coal 

Fifih  and  salt,  etc 

Grain  and  floiir 

General  mcrcbandiae 

Hay  and  straw 

Lnniber  and  ship  timbers. 

Lime 

Oil. 


Stone 

Sawdust  and  ashes 

Steel  rails,  iron  work,  and  castings . 

Wood  and  cooi)erage 

Ice 


Total . 


Tom. 
3,897 

33,505 
2,560 
6,147 

67,579 


24,876 
160,000 


54,778 


76. 237 
4,672 


433,760 


Tout. 

42,904 

42.480 

8,257 

9,620 

28,100 

413 

27,680 

97,785 

538 

74, 397 

6,071 

2,172 

188, 388 


628,805 


TonM. 

36.614 

51,000 

9,908 

10,822 

64,035 

500 

29,190 

130,000 

6C5 

7,6(5 

5, 4r<A 

2,3?3 

188,500 

2,000 


538,566 


Numher  of  vessels  arriving  in  calendar  year  189S, 

Steamers,  coastwise : 

400  to  1, 500  tons  each 641 

25  to  400  tons  each 2,334 

Sailing  vessels : 

Foreign,  average  90  tons  each 609 

Coastwise  trade 4, 047 

For  refuge  only 1, 300 


A  II. 
IMPROVEMENT  OF  KENNEBEC  RIVER.  MAINE. 

Congress  recognized  the  importance  of  improving  the  Kennebec 
Eiver  as  early  as  1827,  when  an  appropriation  was  first  made.  Appro- 
priations aggregating  $18,500  Avere  made  between  1827  and  1852.  From 
1852  to  1866  no  work  was  done  by  the  General  Government,  but  the 
citizens  of  Augusta  within  this  period  undertook  to  dredge  out  a  chan- 
nel above  Sheppards  Point,  and  they  improved  it  in  some  localities, 
but  the  material  was  not  removed  a  sufficient  distance  from  the  chan- 
nel, and  from  that  and  other  causes  it  filled  up  again. 

The  act  of  June  23, 1866,  appropriated  $20,000  for  the  improvement 
of  the  upper  part  of  the  river  between  Sheppards  Point  and  Augusta, 
a  length  of  about  3  miles.  The  project  for  this  improvement  consisted 
in  removing  rocks  and  straightening  and  deepening  thechannel,.which 
was  obstructed  by  shoals,  to  a  depth  of  8  feet  up  to  Hallowell  and  7 
feet  from  thence  to  Augusta.  The  estimated  cost  was  $50,000.  The 
projected  width  of  channel  was  fixed  at  first  at  75  feet. 

In  1868,  after  a  survey  of  the  river  had  been  made  from  Augusta  to 
Gardiner,  the  project  was  amended  so  as  to  include  all  that  part  of  the 
river  from  Gardiner  to  Augusta,  and  the  width  fixed  at  100  feet.  The 
amended  project  was  estimated  to  cost  $80,000.  In  1871  the  project 
was  again  extended  by  act  of  Congress,  which  appropriated  $5,000  for 
improving  the  river  between  Gardiner  and  Eichmond.  This  part -of 
the  river  it  was  proposed  to  improve  so  as  to  give  10  feet  at  low  tide 
up  to  Gardiner.    This  necessitated  the  removal  of  a  ledge  near  Nehum- 
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keg  Island,  of  ledges  and  bowlders  at  other  points,  the  dredging  of  a 
channel  through  the  Upper  Sands  Bar,  and  one  near  the  head  of  Swan 
Island. 

The  estimated  cost  of  this  additional  project  was  about  $13,000. 

By  July  1, 1872,  all  the  work  contemplated  in  the  various  projects  for 
improving  the  Kennebec  from  Eichmond  up  to  Gardiner  had  been  com- 
pleted. There  were,  however,  several  rocks  in  the  main  channel  of  the 
river  at  Lovejoy  Narrows,  on  the  east  side  of  Swan  Island,  which  were 
a  source  of  danger  to  shipping.  One  of  them,  known  as  "  Half  tide 
Rock,"  had  been  excavated  to  a  depth  of  8  feet  at  low  tide,  but  as  this 
gave  only  about  13  feet  at  high  tide  it  was  not  suflScient  to  accommo- 
date commerce.  In  the  report  of  the  Chief  of  Engineers  for  1872  the 
removal  of  some  of  these  rocks  to  a  depth  of  12  feet  at  mean  low  tide 
was  suggested,  at  an  estimated  cost  of  $13,500.  A  survey  of  two  of 
the  ledges  was  made  in  1872,  when  it  was  found  they  were  larger  than 
was  expected,  so  that  the  estimate  was  increased  to  $30,603.61.  A  more 
accurate  survey  was  made  in  1874,  and  other  small  sunken  ledges  were 
found.  In  that  year  the  adopted  project  consisted  in  removing  Ledges 
III,  IV,  V,  and  Dry  Kock,  all  to  a  depth  of  12  feet  at  mean  low  tide. 
Ledge  I  (Half-tide  Eock)  had  been  completed  to  12  feet  in  Novem- 
ber, 1873,  and  Ledge  II  was  omitted  from  the  project,  as  the  removal 
of  Dry  Eock  seemed  to  render  the  removal  of  Ledge  II  unnecessary. 

lu  1877  all  the  dangerous  rocks  in  Lovejoy  Narrows  had  been  removed 
to  a  depth  of  12  leet  at  mean  low  tide,  which  completed  all  projected 
improvements  in  the  Kennebec  Eiver. 

No  further  work  was  done  on  the  river  until  1880,  when  a  survey  was 
made  in  obedieuce  to  the  requirement  of  the  harbor  and  river  act  of 
June  14, 1880,  of  Eichmond  Harbor,  at  the  headof  Swan  Island,  with  a 
view  to  its  improvement.  The  project  suggested  for  this  improvement, 
which  was  adopted  in  1881,  was  to  give  a  navigable  channel  not  less 
than  10  feet  deep  at  mean  low  water  on  the  shoals  at  the  upper  end  of 
Swan  Island  and  at  Hatchs  Eock,  about  2  miles  below,  and  11  feet  at 
the  lower  end  of  Swan  Island,  about  5  miles  below  the  town  of  Eich- 
mond. 

The  estimated  cost  of  the  project  was  $20,500.  This  project  was  com- 
pleted in  1883. 

In  the  river  and  harbor  act  of  1886  a  new  survey  of  the  Kennebec 
Eiver  was  ordered  at  Bath,  and  from  Augusta  to  the  lower  end  of  Per- 
kins Island.  This  survey  was  made  in  1887,  and  a  new  project  for  the 
improvement  of  the  river  from  Bath  to  Augusta  Avas  submitted.  The 
project  submitted  consisted  in  removing  the  shoals  at  Beef  Eock,  at 
Hatchs  Eock,  and  near  South  Gardiner  by  means  of  wing  dams  and 
training  walls,  and  dredging,  the  removal  of  rocks  at  Bath  and  at  Love- 
joy Narrows  by  blasting,  and  the  dredging  of  a  cbannel  through  the 
shoals  between  Augusta  and  Gardiner,  and  the  removal  of  the  old  piers 
of  the  bridge  at  Hallowell.  The  depths  were  to  be  as  follows :  At  Beef 
Eock  Shoal  12  feet,  at  Hatchs  Eock  9  feet,  at  Lovejoy  Narrows  18  feet, 
at  Upper  Sands  Bar  12  feet,  at  Hallowell  Shoal  10  feet,  and  from  thence 
to  Augusta  8  feet,  all  at  low  tide.  The  estimated  cost  of  the  entire 
project  was  $410^600.  In  1888,  an  appropriation  of  $75,000  having 
been  made  for  the  improvement  of  the  Kennebec  Eiver,  a  project  for 
the  expenditure  of  the  appropriation  in  improving  Hatchs  Eock  and 
Beef  Eock  Shoals  was  approved.  Subsequently,  owing  to  dredging 
which  had  to  be  done,  and  which  was  not  contemplated  in  the  original 
project,  the  estimated  cost  of  the  entire  improvement  was  incre«ased 
to  $428,500.    All  of  the  appropriation  made  by  act  of  September  19, 
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1890,  was  also  expended  ou  Beef  Bock  and  Hatclis  Eock  Shoals  and 
the  removal  of  the  piers  of  the  old  bridge  at  Hallowell. 

In  August,  1892,  the  project  was  revised  and  a  general  project  for 
the  improvement  adopted,  as  follows :  For  a  channel  depth  of  13  feet 
up  as  far  as  Sands  Island;  12  feet  from  thence  to  Hinckley  Shoal,  and 
10  feet  from  thence  to  Augusta;  a  steamboat  channel  9  feet  deep  west 
of  Swan  Island,  and  the  removal  of  old  bridge  piers  at  Hallowell,  all 
the  above  depths  being  referred  to  mean  low  tide.  The  estimated  cost 
of  the  revised  project  was  $388,500. 

The  aim  of  the  project  is  to  be  accomplished  by  dredging  and  con- 
traction works  at  Beef  Kock  Shoal,  Hatchs  Bock  Shoal,  and  Ui)per 
Sands  Bar;  dredging  alone  between  Gardiner  and  Augusta,  and  rock 
excavation  at  Lovejoy  l^arrows. 

By  the  river  and  harbor  act  of  1892,  $100,000  were  appropriated  for 
continuing  the  improvement,  with  a  provision  that  a  sum  not  exceed- 
ing $5,000  may,  in  tbe  discretion  of  the  Secretary  of  War,  be  expended 
between  the  cities  of  Augusta  and  Waterville.  A  survey  of  the  part 
of  the  river  referred  to  (which  is  above  that  portion  covered  by  the 
existing  project)  was  made  in  1891,  and  the  report  printed  in  the 
Annual  lieport  of  the  Chief  of  Engineers  for  1892  (pp.  541-550).  The 
amount  was  too  small  to  accomplish  any  material  benefit,  besides  which 
there  exists  at  Augusta  a  dam,  the  property  of  a  private  corporation, 
with  a  lock  through  which  vessels  must  pass  to  reach  the  upper  river. 
This  lock  should  become  the  property  of  the  United  States  before  the 
improvement  of  the  river  above  it  is  undertaken  by  the  National  Gov- 
ernment. The  amount  ($5,000)  made  available  by  the  act  of  1892  is 
held  for  future  allotment. 

The  following  appropriations  have  been  made: 


March  2,  1827 $4,000 

Marchl9,  1828 3,500 

April23,  1830 5,000 

AuguBtSO,  1852 6,000 

June  23,  1866 20,000 

March2,  1867 30,000 

April  10,  1869 14,850 

July  11, 1870 15,000 

March  3,  1871 15,000 

June  10,  1872 8,000 


March  8, 1873 $12,000 

June23,  1874 12,000 

MarchS,  1875 15,000 

March  3, 1881 10,000 

August  11, 1888 75,000 

September  19,1890 50,000 

July  13,  1892 100,000 

Total 395,350 


The  total  expenditures  on  the  river  up  to  June  30,  1893,  were 
$310,208.39.    The  results  accomplished  may  be  stated  thus : 

Before  the  improvements  were  commenced,  the  main  channel  between 
the  foot  of  Swan  Island  and  Gardiner  (15  miles)  was  obstructed  by  a 
shoal  at  the  foot  of  Swan  Island,  with  only  10  feet  on  it  at  mean  low 
tide;  by  dangerous  ledges  in  Lovejoy  Narrows;  by  a  shoal  below  South 
Gardiner,  with  only  8  feet  of  water  on  it  at  mean  low  tide,  and  by  a 
ledge  in  the  channel  at  Nehumkeg  Island.  This  part  of  the  river  had 
been  injproved  by  dredging,  contraction  works,  and  renjoval  of  ledge, 
so  as  to  give  a  good  channel  12  feet  deep  at  mean  low  tide  as  far  up  as 
Gardiner,  except  over  the  shoal  below  South  Gardiner.  A  channel 
was  dredged  through  this  shoal  to  a  depth  of  10  feet  at  mean  low  tide, 
but  gradual  filling  had  since  reduced  this  depth  to  9  feet.  - 

The  steamboat  channel  to  the  westward  of  Swan  Island  had  been 
improved  by  dredging  and  contraction  works  so  as  to  give  a  depth  of 
9  feet  at  mean  low  tide.  The  former  depth  over  the  shoals  was  but 
7^  feet. 
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The  channel  between  Gardiner  and  Augusta  (6  J  miles)  was  obstructed 
by  shoals  with  a  depth  of  water  on  them  of  only  3  J  feet  at  low  summer 
tide.  This  depth  was  increased  to  7  feet  between  Gardiner  and  Hal- 
lowell,  and  6  J  feet  between  Hallowell  and  Augusta.  Gradual  shoaling 
had  since  reduced  the  available  channel  depth  to  6  feet  between  Gar- 
diner and  Hallowell,  and  to  5  feet  between  Hallowell  and  Augusta. 
Three  old  bridge  piers  were  also  removed  from  the  channel  of  the  river 
at  Hallowell.  Low  summer  tide  line  is  about  2  feet  below  that  of  mean 
low  tide. 

The  expenditures  during  the  year  ending  June  30,  1894,  have  been 
$48,760.78. 

At  the  date  of  the  last  Annual  Report,  work  was  in  progress  under 
a  contract  with  Moore  &  Wright  for  dredging  at  Upper  Sands  Bar,  and 
at  and  near  Gardiner;  ledge  excavation  at  Lovejoy  Narrows,  under 
contract  with  Townseud  &  Olsen,  had  been  commenced;  and  about 
2,170  tons  of  stone,  purchased  in  open  market,  had  been  deposited  in 
the  jetty  at  Beef  Kock  Shoal. 

Dredging  was  continued  throughout  the  season,  and  the  contract 
with  Moore  &  Wright  was  completed  about  the  lavSt  of  October,  1893. 
!Ninety-two  thousand  three  hundred  and  seventy-eight  cubic  yards  of 
material,  in  all,  were  dredged  under  this  contract,  making  a  depth  of 
12  feet  at  mean  low  tide  at  Upper  Sands  Bar,  Gardiner,  Browns  Island, 
and  Hinckley  Lower  Shoal,  and  10  feet  at  mean  low  tide  at  Hinckley 
Upper  Shoal. 

The  excavation  of  ledge  at  Lovejoy  If  arrows  was  in  progress  during 
the  season  of  1893  until  the  27th  of  !N"ovember,  when  work  was  sus- 
pended for  the  winter.  At  the  date  of  suspension  about  611  cubic 
yards  of  rock  had  been  taken  out,  or  nearly  one-third  the  total  quan- 
tity contemplated  by  the  contract.  The  excavation  was  resumed  early 
in  May,  1894,  and  was  in  progress  at  the  close  of  the  fiscal  year.  The 
excavated  material  is  deposited  in  the  jetty  at  Keef  Rock  Shoal. 

The  deposit  of  stone  in  the  jetty  at  Beef  Eock  Shoal,  which  was  in 
progress  at  the  close  of  the  fiscal  year  1893,  was  completed  early  in 
August.  The  stone  deposited  in  this  way  during  the  summer  of  1893 
amounted  to  6,044  tons,  practically  completing  the  jetty. 

The  improvement  is  in  the  coUection  district  of  Bath,  of  which  Bath  is  the  port 
of  entry.  Fort  Popham  and  the  light-honse  on  Pond  Island  are  near  the  mouth  of 
the  river. 

Money  statement. 

July  1,  1893,  balance  unexpended ■. $85, 141. 61 

June  30,  1894,  amount  expended  during  fiscal  year 48,  760. 78 

July  1, 1894,  balance  unexpended 36, 380. 83 

July  1, 1894,  outstanding  liabilities $1,  261. 92 

July  1, 1894,  amount  covered  by  uncompleted  contracts 15, 899. 25 

17,161.17 

July  1,  1894,  balance  available 19,219.66 

(Amount  (estimated)  required  for  completion  of  existing  project 163, 500. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896  100, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 
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Ahatraci  of  contracts  for  improving  Kennebec  River,  Maine,  in  force  during  the  fiscal 

year  ending  June  50, 1894, 


No. 

Name  and  address  of  contxactor. 

Date  of  con- 
tract. 

Sul^ect  of  contract. 

Price  per 
cubic 
yard. 

*l 
2 

Moore  &  Wright,  Portland,  Me.  - . 
Townsend  &  Olsen,  Boston,  Mass. 

Dec.  19,1802 
Feb.    7,1893 

(Dredging  at  Upper  Sands  Bar 

(    diner. 

Removal  of  ledges  at  Lov^oy  Har- 
rows. 

$0.28 
.40 

12.  *7 

*  Contract  completed. 


COMMERCIAL   STATISTICS. 

Receipts  and  shipments. 


Articles. 


Briclcs 

Coal 

Ccmcut  and  plaster 

Grain 

General  merchandise..... 

Granite  and  feldspar 

Hay 

Ice 

Iron 

Lime 

Lumber  and  ship  timbers. 

Salt 

Wood 


Total. 


1891. 


Tons. 

1,903 

123,356 

335 

150 

22,400 

12,000 

13,255 

846,165 

830 

245 

186,523 

2,212 

1,100 


1, 210, 474 


Tons. 

13.500 

150, 000 

532 

105 

33,000 

12,000 

16,500 

025,000 

465 


111,  053 


1, 263. 145 


1893. 


Tons. 

400 

162.075 

415 

50 

42,801 

7,550 

2,750 

667,700 

2,300 

325 

01,286 

726 

2,500 


070, 038 


Xumher  of  vessels  arriving  in  calendar  year,  1893. 

Steamers,  coastwise: 

About  1, 600  tons 64 

About  1, 400  tons 61 

About  100  tons,  or  less 1,376 

Sailing  vessels,  coastwise,  average  over  400  tons 3, 200 

Total 4,704 

Tugs  (steam)  plying  in  the  river 15 

Steam  ferryboats  in  the  river 2 

Vessels  built  during  the  year,  gross  tonnage,  7,518  (1  ship,  4  steamers,  5 

schooners,  3  barges,  and  2  sloops) 15 


A   12. 

IMPROVEMENT  OF  HARRASEEKET  RIVER,  MAINE. 

The  act  approved  March  3, 1881,  provided  that  survey  be  made  of 
this  river.  The  survey  was  made  in  July  of  that  year,  and  a  report 
was  submitted  in  December  by  the  engineer  of  the  district. 

The  river  empties  into  Casco  Bay  at  Stockbridges  Point,  about  12 
miles  northeast  of  Portland.  From  Stockbridges  Point  up  to  Westona 
Point  the  depth  of  water  is  no  less  than  10  feet  at  mean  low  tide, 
with  no  obstructions  to  navigation.  From  Westons  Point  up  to  Free- 
port  Landing,  a  distance  of  4,500  feet,  the  depth  diminishes  so  that 
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for  the  greater  part  of  the  distaDce  the  bottom  of  the  river  is  3.J  feet 
out  of  water  at  mean  low  tide.  The  rise  and  fall  of  tides  here  is  9  feet. 
The  project  recommended  in  1881  was  the  dredging  of  a  channel  not 
less  than  60  feet  wide  and  3  feet  deep  at  mean  low  tide  up  to  Freeport, 
and  a  turning  basin  180  feet  wide  at  the  head  of  the  channeL  The 
estimated  cost  of  the  improvement  recommended  was  $13,000. 

No  appropriation  was  made  for  the  work,  however,  and  a  new  survey 
was  ordered  in  the  river  and  harbor  act  of  1888.  A  project  for  the 
improvement  was  submitted  January  4, 1889.  This  project  was  on  a 
somewhat  larger  scale  than  the  one  previously  8uggeste<l,  and  contem- 
plated a  depth  of  channel  of  5  feet  at  mean  low  tide,  which  would  give 
about  14  feet  at  high  tide. 

The  estimated  cost  of  the  project  was  $30,000. 

The  following  appropriations  have  been  made: 

Act  of  September  19,  1890 $10,000 

Actof  July  13,  1892 16,000 

The  appropriation  of  1892  is  for  completing  the  improvement. 

No  work  had  been  done  up  to  the  close  of  the  fiscal  year  ending  June 
30, 1893.  The  expenditures  had  been  $47.80.  Proposals  for  doing  the 
work  were  opened  October  3, 1892,  and  again  November  16, 1892,  but 
in  each  case  the  prices  were  considered  high  and  all  the  bids  were 
rejected. 

The  expenditures  during  the  year  ending  June  30, 1894,  were  $669.20, 
making  the  total  expenditures  $717. 

Bids  for  doing  all  the  dredging  covered  by  the  existing  project  were 
again  invited,  and  were  opened  September  30, 1893.  A  contract  was 
made  with  Moore  &  Wright,  of  Portland,  Me.,  at  17J  cents  per  cubic 
yard,  the  work  to  be  done  during  the  present  season. 

The  river  is  in  the  collection  district  of  Portland  and  Falmouth.  The  neiireat 
light-house  is  on  Halfway  Rock. 

Money  statement, 

July  1,  1893,  balance  unexpended $25, 952. 20 

June  30,  1894,  amount  expended  during  fiscal  year 659. 20 

July  1,  1894,  balance  unexpended 25,283.00 

July  1,1894,  outstanding  liabilities $300.00 

July  1,  1894,  amount  covered  by  uncompleted  contracts 24, 000. 00 

24,300.00 

July  1,  1894,  balance  available 983.00 


Abatract  of  proposals  for  dredging  in  Harraseekei  Rivera  Maine,  September  SO,  189S, 


Ko. 


Name  and  addross  of  bidder. 


Augustus  B.  Martla,  Boston,  Mass  . 
Charles  H.  Souther,  Boston,  Ma»8... 


3' I  Moor©  &  W'rijrlit,  Portland.  Mo  . 

4  Uaniilton  &,  Sa\v3'or,  Cliel>e«(j:ue,  Me  ... 

5  ,  Charles  W.  Anthony,  Fall  liiver,  Mass. 


Price  per 
cubic  vard 
(150,000  cu- 
bic yai'ds), 
measured 
in  scow. 


Amount. 


$42,000 
37,500 
20,250 
38,250 
32,850 


Contract  made  with  Moore  &  Wright,  October  24,  1893. 
ENG  94 33 
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COMMERCIAL  STATISTICS. 

No  Btntement  of  tonnage  could  be  obtained. 

The  following  letter  was  received  in  reply  to  a  request  for  information  as  to  the 
trade  of  the  river: 

Freeport,  Me.,  January  2e,  1894 

Dear  Sir  :  In  reply  to  yours  of  the  23d,  requesting  commercial  statistics  pertain- 
in<;  to  the  Harraseeket  River  for  the  calendar  year  1893,  I  wish  to  say  that  the  busi- 
ness for  the  piCst  year  has  been  about  the  same  as  it  has  been  for  the  past  ten  years. 
The  steamboat  has  made  daily  trips  from  March  1  to  the  last  of  December  and  two 
trips  daily  from  June  20  to  September  1.  We  caii  not  do  anything  to  increase  onr 
business  through  water  transportation.  I  have  over  100,000  paving  stone,  all  cut 
xuid  ready  to  ship  as  soon  as  the  season  opens.  I  want  to  ship  these  by  water,  bnt 
can  not ;  shall  have  to  ship  by  rail.  Then  I  have  a  party  who  stands  ready  to  estab- 
lish a  coal  yard  to  the  head  of  navigation,  and  ho  will  do  so  as  soon  as  loaded  ves- 
sels  can  come  np.  Our  coal  consumption  is  increasing  rapidly,  and  no  donbt  most 
all,  if  not  all,  would  come  by  water.  There  is  no  reason  why  I  can  not  ship  300,000 
paving,  thousands  of  tons  of  ron^h  granite  and  building  stocky  and  from  1,000,000 
to  2,0u),000  brick  yearly,  if  vessels  could  come  up  to  the  lauding.  You  will  pardon 
me  for  so  often  making  the  statement  of  what  we  are  going  to  do  after  the  channel 
is  dredged,  but  to  us  here  in  Freeport  it  means  everything.  I  am  sorry  I  can  not  give 
you  further  information  relating  to  business  done  on  the  river,  but  as  yon  under- 
stand there  is  nothing  being  done  or  will  be  done  until  the  Government  does  what  it 
can  to  help  us.  I  will  call  on  you  the  first  time  I  am  in  the  city,  and  will  be  pleaded 
to  give  you  any  further  information  I  may  possess. 
I  am,  yours,  very  truly, 

£.  B.  Mallet,  Jr. 

Lieut.  Col.  Peter  C.  Haixs. 


A  13. 

IMPROVEMENT  OF  PORTLAND  HARBOR,  MAINE. 

The  commercial  imi)ortance  of  Portland  was  recognized  in  the  early 
days  when  Congress  began  a  system  of  internal  improvements  for  the 
country.  The  first  appropriations  were  made  for  the  constraction  of  a 
breakwater  on  Stamford  Ledge,  in  Portland  Harbor,  according  to  the 
plan  of  John  Anderson,  of  the  Corps  of  Engineers,  in  183G.  Sabsequent 
appropriations  ran  the  aggregate  up  to  about  $166,000.  The  break- 
water was  completed  in  1874,  according  to  the  plans  of  Col.  B.  S.  Alex- 
ander, which  plans  had  been  submitted  to  and  approved  by  a  board  of 
engineers,  consisting  of  Col.  H.  Bache,  Lieut.  Col.  George  Thorn,  and 
Maj.  T.  L.  Casey,  in  1867. 

The  first  regular  appropriation  for  deepening  the  waters  of  the  harbor 
,was  made  in  1870,  though  by  joint  resolution  of  Congress,  approved 
June  5, 1868,  the  Chief  of  Engineers  was  authorized  to  expend  so  much 
of  the  unexpended  balance  of  the  appropriation  of  1866  for  the  break- 
water as  he  might  deem  proper  in  excavating  the  middle  ground  near 
said  breakwater  and  in  otherwise  protecting  and  improving  the  chan- 
nel, so  that  the  appropriation  of  1866  for  the  breakwater,  and  subse- 
quent appropriations  for  improving  Portland  Harbor,  were  expended 
partly  on  the  breakwater  and  partly  in  dredging. 

The  first  regular  project  for  dredging  the  harbor  was  submitted  by 
CoL  George  Thom,  June  30, 1868,  in  which  he  recommended  the  exca- 
vation  of  a  channel  300  feet  wide  through  the  southern  slope  of  the 
middle  ground  to  the  depth  of  20  feet  at  mean  low  tide,  find  the  removal 
of  the  bar  off  Grand  Trunk  wharves  to  the  same  depth.  The  project 
was  approved.    The  estimated  cost  was  $28,600. 

The  estimated  cost  of  completing  the  breakwater  at  the  time  this 
report  was  made  was  $59,984,  and  as  $92,000  of  the  appropriation  of 
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1SC6  was  at  that  time  available,  no  additional  funds  were  needed  over 
what  had  already  been  appropriated. 

In  1>G9  an  extension  of  the  breakwater  100  feet  was  added  to  theT 
I)rojeet,  and  subsequently  a  further  extension  of  200  feet  was  ordered. 

In  1870  the  project  for  the  channel  improvement  was  amended  so  as 
to  provide  for  a  channel  400  feet  wide  instead  of  300,  and  in  1871  it 
was  still  further  added  to  by  making  it  500  feet  wide,  the  extra  cost  of 
these  additions  to  the  project  being  $65,000. 

The  act  of  Congress  of  June  10, 1872,  made  an  appropriation  of 
$45,000  for  Portland  Harbor  and  Back  Bay.  The  approved  project  for 
this  latter  improvement  was  estimated  to  cost  $15,000.  The  improve- 
ment contemplated  was  the  enlargement,  by  dredging,  of  the  channel 
leading  from  Tukey'a  bridge  southwardly  to  the  stone  wharves. 

In  December,  1872,  there  was  added  to  the  project  a  plan  to  dredge 
the  inner  harbor  to  a  depth  of  16  feet  up  to  the  harbor  commissioner's 
lines,  beyond  which  several  wharves  extended.  The  estimated  cost  of 
this  additional  improvement  was  $110,000,  but  it  was  not  designed  to 
expend  it  until  the  outer  ends  of  the  projecting  wharves  had  been 
pemoved.  By  1876  all  the  work  projected  for  the  improvement  of  the 
harbor  had  been  completed  except  the  dredging  in  the  inner  harbor  in 
front  of  the  harbor  commissioner's  lines  above  Merrill's  Wliarf. 

The  total  expenditures  up  to  1876  had  been  $306,908.07,  which  expend- 
itures had  been  of  great  benefit  to  the  commerce  of  the  city. 

No  appropriation  was  made  between  1875  and  1881. 

A  resurvey  of  the  harbor  was  made  in  1880,  which  showed  that  the 
dredged  channels  up  to  that  time  had  not  deteriorated. 

A  new  appropriation  Avas  made  in  1881,  and  with  a  view  to  the 
further  improvement  of  the  harbor  a  project  and  estimate  for  the 
removal  of  the  entire  area  of  the  shoal  known  as  the  middle  ground  to 
a  depth  of  21  fe6t,  at  an  estimated  cost  of  $160,000,  was  adopted.  The 
work  on  tbis  latter  project  was  continued  until  1885,  when  it  was  com- 
pleted. The  total  expenditures  on  the  entire  harbor  up  to  June  3(>, 
1885,  were  $427,929.21.  In  1886  the  board  of  trade  and  other  parties 
interested  asked  for  still  further  improvement  of  the  harbor  to  a  depth 
of  29  feet  at  mean  low  tide.  A  project  for  this  improvement,  at  an 
estimated  cost  of  $135,000,  was  approved  in  1886.  In  1890  the  project 
was  extended  to  include  some  dredging  in  the  upper  harbor  to  16  feet^ 
at  an  estimated  cost  of  $5,000. 

The  following  appropriations  have  been  made: 

July  4, 1836,  for  breakwater ^ $10,000.00 

March  3,  1837,  for  breakwater 25,000.00 

.luly  7, 1838,  for  breakwater 26,366.00 

June  23, 1866,  for  extending  breakwater,  but  unexpended  balance  made 
available  for  excavating  middle  ground  by  joint  resolution  of  Juno  5, 

1868 105,111.05 

July  11, 1870,  for  improving  harbor 10,000.00 

March  3, 1871,  for  improving  harbor 40,000.00 

June  10, 1872,  for  improving  Portland  Harbor  and  Back  Bay 45, 000. 00 

March  3, 1873,  for  improving  harbor 50,000.00 

June  23, 1874,  for  improving  harbor 20,000.00 

March  3, 1875,  for  improving  harbor 20,000.00 

March  3, 1881,  for  improving  harbor 20,000.00 

August  2, 1882,  for  improving  harbor 35,000.00 

July  5, 1884,  for  improving  harbor 30,000.00 

August  5, 1886,  for  improving  harbor 30, 000. 00 

August  11, 1888,  for  improving  harbor 40,  000.  00 

September  19, 1890,  for  improving  harbor 40,000.00 

July  13, 1892,  for  completing  improvement 30, 000. 00 

Total 576,477.05 
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The  total  expenditures  up  to  June  30,  1893,  were  $551,336.43. 

Before  tlie  improvement  of  the  harbor  was  begun  the  greatest  depth 
•at  mean  low  tide  across  the  bar  between  the  middle  ground  and  Stam- 
ford Ledge  was  16  feet,  while  the  depth  on  the  middle  ground  itself 
was  only  froni  8  to  10  feet  at  mean  low  tide.  The  depth  in  the  inner 
harbor  along  the  front  of  the  wharves  was  in  places  no  more  than  4  feet. 
The  expenditures  have  resulted  in  removing  the  entire  area  of  the 
middle  ground  up  to  the  harbor  commissioner's  line,  giving  a  wide  and 
commodious  entrance  29  feet  deep  at  mean  low  tide;  also  in  giving  a 
depth  of  16  feet  at  mean  low  tide  within  the  inner  harbor  along  the 
wharves  and  up  to  the  harbor  commissioner's  lines,  and  a  breakwater 
to  protect  the  anchorage. 

The  expenditures  in  the  fiscal  year  ending  June  30,  1894,  have  been 
$385.22. 

The  total  amount  of  dredging  done  in  the  harbor  up  to  the  end  of 
the  fiscal  year  ending  June  30, 1894,  has  been  about  1,708,051  cubic 
yards.  The  total  amount  of  stone  built  in  the  breakwater  is  about 
45,000  tons. 

At  the  date  of  the  last  annual  report  all  the  dredging  contemplated 
by  the  project  had  been  comi)leted.  In  February,  1894,  the  project 
was  amended  to  cover  the  widening  of  the  upper  end  of  the  29-foot 
channel,  and  the  opening  of  a  25  foot  channel  to  connect  the  deep  water 
in  the  lower  part  of  the  harbor  with  that  in  the  upper  part. 

The  estimate  of  the  cost  of  the  improvement  was  not  increased,  the 
balance  already  available  being  sufficient  to  meet  the  cost  of  the  addi- 
tional work.  Bids  for  doing  the  new  work,  amounting  to  about  150,000 
cubic  yards  of  dredging,  were  opened  April  21, 1894,  and  a  contract 
was  made  May  12, 1894,  with  Moore  &  Wright,  of  Portland,  Me.,  at 
15J  cents  per  cubic  yard.  The  work  is  to  be  commenced  by  the  15th 
of  July  next. 

The  harbor  is  defended  by  Forta  Preble,  Gozses,  Scannnel,  and  a  battery  at  Port- 
land Head.  There  is  a  light-house  on  the  breakwater  and  one  at  Portland  Head,  3 
miles  distant  from  the  city.  The  harbor  is  in  the  collection  district  of  Portland  and 
Falmouth,  of  which  Portland  is  the  port  of  entry. 

Money  statement, 

July  1, 1893,  balance  unexpended $25,140.62 

June  30, 1894,  amount  expended  during  fiscal  year 385. 22 

July  1,  1894,  balance  unexpended 24,  755.  40 

Julyl,  1894,  outstanding  liabilities $200.00 

July  1, 1894,  amount  covered  by  uncompleted  conlracts 23, 625. 00 

23,825.00 

July  1,  1894,  balance  available 930.40 


Ahsiract  of  proposals  for  dredging  in  Portland  Harborj  Maine,  April  21,  t894. 


No. 


150,000  cubic  yards. 

Name  and  address  of  bidder.  Price  per 

I    cubio         Amount. 
I     3*ard.     . 


3  Lynn  Dreilsing  Co.,  Lynn,  MasM 

4  :il"ooro  <fc  'W  riglit,  Porlland,  Me. 


Hamilton  &,  Sawyer,  Chebeagtie,  Mo 

2     (,'liarlps  H.  Souther,  Boston,  Mass 

Iging  Co.,  Lvun,  Mans 

Triglit,  rorlland,  Me 15}  23,025 


CenU. 

27  $40, 500 

31  '  46.500 

U  I  46,500 


Contract  made  >vith  Moore  &  Wright,  May  12,  1894. 
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Articles. 


Applei) 

Bacon,  pork,  and  provisioDS. 
Bricks 


Coal. 

Cattle  on  hoof 

Cement  and  time . 
Cotton 


Cooperage. 
FiHf 


General  niercb^dise  and  flour. 

Grain  and  huy 

Ice. 


Iron,  machinery,  and  castings,  lead,  and  tin. 

Lumber  and  carriage  wood 

Molasses  and  sugars 

Miscellaneous  and  dry  goods 

Oil  and  pitiuts 

Sand,  stone,  clay,  and  whiting 

Salt,  brimstone,  and  rags 

Kailroad  t ies 

Printing  paper  and  china  clay 


1891. 


TOTIS. 

107, 801 

810 

4,675 

600,000 

3,185 

14, 015 

2,874 

2.:M5 

13,052 

482.  620 

29,936 

6,154 

2,773 

39, 162 


20,000 

20.862 

16,  703 

364 


■I 


1892. 


Ton*. 

5,733 
18,700 

7,  :«o 
600.000 

3.512 
17,165 

3, 815 

5,514 
10,000 
377, 417 
91,970 
26,637 

7,050 
65,328 

8,360 
73,227 
26.  5:ji 
22. 4.55 

4,766 
685 


Tons. 

2.062 

18, 640 

6,750 

621, 930 

733 

0,001 

5,000 

4,858 

52,875 

282,205 

111. 131 

1.000 

37,462 

74,950 

2.782 

30, 494 

36,000 

23,969 

5,635 


101, 728 


Total..  1,368,237       1,376,815  |      1,432,805 

Arrivals  in  calendar  year  189S, 

Steamers : 

Coastwise,  drawiuc  12  to  18  feet,  average  1,500  tons *834 

Foreign,  drawing  20  to  26  feet,  average  3,400  tons 37 

For  refuge 57 

Sailing  vessels : 

Foreign,  drawing  10  feet  or  more,  average  500  tons 119 

Coastwise,  drawing  10  feet  or  more,  average  500  tons 3, 581 

Coastwise,  drawing  10  feet,  and  less,  average  100  tons 5, 900 

For  refuge 1,500 


*  Does  not  include  a  number  of  smaller  steamers  which  ply  from  Portland  to 
points  in  Casoo  Bay,  3  to  14  miles  distant. 


A  14. 

IMPROVEMENT  OF  CHANNEL  IN  BACK  COVE,  PORTLAND,  MAINE. 

The  first  work  done  in  Back  Cove  was  ordered  in  the  river  and  har- 
bor act  of  1872.  The  project  was  for  dredging  a  channel  in  "Back 
Bay"  100  feet  wide  and  8  feet  deep  at  mean  low  tide,  from  Tukeys 
bridge  to  the  "  Stone-shed  Wharves."  The  estimated  cost  was  $10, 000. 
The  work  was  completed  in  January,  1874. 

The  act  of  August  5,  1886,  appropriated  $26,2bO  for  continuing  the 
improvement  of  Back  Cove.  A  survey  was  made  in  1886,  and  a  project 
adopted  having  in  view  the  straightening  and  deepening  of  the  chan- 
nel to  a  depth  of  12  feet  at  mean  low  tide  and  to  a  width  of  300  feet, 
following  the  harbor  commissioner's  lines  along  that  part  of  the  cove 
which  borders  the  city,  a  distance  of  about  5,(K)0  feet,  with  a  turning 
basin  at  the  upper  end.  The  estimated  cost  of  this  project  was  $181,000, 
which,  in  1888,  was  revised  inconsequence  of  a  trifling  modification  in 
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the  location  and  put  at  $180,000.     This  project  is  now  in  process  of 
execution. 
The  following  appropriations  have  been  made: 

Act  of— 

Juno  10,  1872,  for  improvement  of  Portland  Harbor  and  Back  Bay $45,  OOO 

August  5,  1886 26,250 

August  11,  1888 25,000 

September  19,  1890 25,000 

July  13,  1892 20,000 

Wlien  work  under  the  existing  project  was  commenced  the  channel 
had  a  depth  at  low  tide  of  about  8  to  10  feet  for  about  one-half  its 
length;  in  portions  of  the  remaining  length  the  depth  at  low  tide 
did  not  exceed  1  foot. 

The  expenditures  to  the  close  of  the  fiscal  year  ending  June  30, 1803, 
under  the  existing  project,  amounted  to  $70,330.21.  At  that  date  the 
condition  of  the  work  was  as  follows:  The  channel  had  been  extended 
for  a  distance  of  about  1,400  feet  to  a  width  of  160  feet;  about  1,400  feet 
to  a  width  of  265  feet,  and  the  remaining  length  to  a  width  of  90  feet, 
with  a  turning  basin,  400  feet  wide,  at  the  upper  end,  all  to  the  depth 
of  12  feet  at  mean  low  tide. 

The  expenditures  during  the  fiscal  year  ending  June  30, 1894,  Avere 
$204.92. 

Practically,  there  was  no  work  done  during  the  last  fiscal  year. 

A  contract  was  made  January  11,  1894,  with  Charles  W.  Anthony, 
of  Fall  Eiver,  Mass.,  to  continue  the  dredging,  to  the  extent  of  about 
110,000  cubic  yards,  at  14.2  cents  per  cubic  yard,  the  work  to  be  done 
during  the  present  season. 

Back  Cove  is  a  part  of  Portland  Harbor,,  and  is  therefore  in  the  same  collection  dis- 
trict ;  is  defended  by  tbe  same  forts,  and  the  same  light-houses  are  near  it  as  are 
given  for  Portland  Harbor. 

,  Money  statement. 

July  1,  1893,  balance  unexpended $19,919.79 

June  30,  1894,  amount  expended  during  fiscal  year 204. 92 

Julv  1,  1894,  balance  unexpended 19, 714. 87 

July  1,  1894,  outstanding  liabilities $200.00 

July  1,  1894,  amount  covered  by  uncompleted  contracts 15, 620. 00 

15,fe0.00 

July  1,  1894,  balance  available 3,894.87 

{Amount  (estimated)  required  for  completion  of  existing  project 83, 750, 00 
Amountthat  can  beprofitably  expended  in  fiscal  year  ending  June  30, 1896    50, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 


Abstract  of  proposals  for  dredging  in  Back  Covey  Portland  Harbor,  Maine,  December  S9, 

1893. 


No. 


jS'tftane  and  address  of  bidder. 


Mooro  &.  Wright,  Portland,  Me 

Hamilton  &  Sawyer,  Cheboaene,  Me... 
Charliifl  W.  Anthony,  Fall  Kiver,  Mass 

An^iatna  B.  Martin,  Boston,  Mass 

Charles  H.  Sontbar,  Boston,  Mass 


Price  per 
cubic  yard 

(110,000 
cnb.  yds.) 
moaauretl 

in  scovr. 


Amount. 


$17,000 
30,800 
15.620 
33.000 
27.500 


Contract  made  with  Charles  W.  Anthony,  January  11, 1894. 
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COMMKKCIAL  STATISTICS. 

Beceipts  and  ahipvienis. 


Articles.                      • 

1891. 

1802. 

Tons. 
35,771 
19,025 

1893. 

Coal 

Ton*. 
1I,6S6 
15,868 
635 

Ton*. 
34,063 

(.lay  and  sand 

22,652 

Granite r ,,,,,--.,,  ., „  -. , .. 

Wood 

125 
560 

Ilailroad  ties 

PiliO 

3,050 

Total 

28.089 

65,481 

69,765 

Number  of  arrivals  in  calendar  year  1303. 

Sailing  vessels  drawing — 

About  18  feet,  1,000  to  1,500  tons  each 3 

From  12  to  16  feet,  500  to  1,000  tons  each 47 

About  12  feet,  300  to  500  tons  each 25 

About  10  feet,  200  to  500  tons  each 16 

Less  than  10  feet,  less  than  100  tons  each 172 

Total 263 


A  15. 

IMPROVEMENT  OF  SACO  RIVER,  MAINE. 

The  first  appropriation  made  for  the  improvement  of  tlie  Saco  River 
was  in  1827,  when  $7,000  was  appropriated  for  the  erection  of  piers, 
placing  beacons  and  buoys,  and  removing  obstructions  at  and  near 
the  entrance  to  the  harbor.  With  the  expenditure  of  these  funds  it 
appears  that  12  i)ier8  were  constructed  within  the  river,  the  object  of 
which  was  to  keep  vessels  from  drifting  onto  the  rocks  and  ledges,  and 
2  outside  piers,  which  were  evidently  in  trended  for  breakwaters.  No 
further  appropriations  were  made  until  180G,  when  an  appropriation  of 
$40,000  was  made  for  continuing  the  repairs  of  piers  in  the  Saco  River. 

In  1866  a  plan  was  proposed  by  Mr.  George  Davidson,  of  the  Coast 
Survey,  for  the  construction  of  2  stone  piers  conducting  the  river  to 
the  sea  in  a  northeasterly  direction,  at  an  estimated  cost  of  $40,000. 
In  the  same  year  Maj.  B.  S.  Alexander,  of  the  Corps  of  Engineers, 
submitted  a  plan  for  the  construction  of  a  breakwater  between  the 
2  outside  piers,  2,915  feet  in  length,  12  feet  above  low  tide,  the  outer 
face  to  be  of  cut  granite  and  the  inner  of  rubblestone,  the  estimated 
cost  of  which  was  $192,500.  Tbo  project  of  Maj.  Alexander  was  modi- 
fied at  the  suggestion  of  Col.  George  Thom,  Corps  of  Engineers,  by 
adding  to  it  the  repairing  and  rebuilding  of  the  inside  piers,  the  total 
cost  of  the  entire  project  being  estimated  at  $211,701.  The  latter 
project  was  approved  March  28, 1867,  with  the  condition  that  the  posi- 
tion of  the  breakwater  should  first  be  determined  by  a  board  of  engi- 
neers. Such  a  board,  consisting  of  Maj.  Casey,  Lieut.  Col.  Thom,  and 
Col.  II.  Bache,  approved  the  location  proiwsed  by  Maj.  Alexander, 
Corps  of  Engineers.  The  estimated  cost  was  subsequently  increased 
to  $270,000,  and  in  1868  to  $320,000. 

The  project  in  1868  was  the  construction  of  the  breakwater  at  the 
mouth  of  the  river,  the  removal  of  sunken  rocks,  and  the  rebuilding  of 
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some  of  the  most  important  piers  in  the  river.  The  coping  or  paving 
of  the  outer  slopes  of  the  breakwater  was  afterwards  dispensed  with, 
and  some  of  the  other  work  was  apparently  done  at  a  lower  cost  than 
the  estimates,  so  that  the  entire  project  was  completed  in  1873  at  a 
total  cost  of  $169,275. 

Nothing  more  was  done  from  1873  to  1882.  In  the  latter  year  a 
resurvey  of  the  breakwater  was  ordered  by  act  of  Congress.  This 
survey  was  made  in  1883  under  direction  of  Col.  Blnnt,  Corps  of  Engi- 
neers, and  an  estimate  submitted  for  extending  the  breakwater  out  to 
Sharps  Ledge,  raising  and  repairing  the  one  in  existence,  constructing 
another  of  less  height  on  the  south  side  of  the  entrance,  and  for  dredg- 
ing. The  total  estimated  cost  of  the  improvement  was  $350,000.  The 
resurvey  showed  that  the  breakwater  did  not  prevent  the  accumulation 
of  sand  on  the  south  side  of  it,  so  that  the  bar  had  again  become  an 
obstru<;tion. 

In  1884  an  appropriation  of  $16,000  was  made  for  improving  break- 
water at  mouth  of  Saco  River  and  repairs  to  same.  This  was  a  single 
item  in  the  foregoing  estimate,  and  the  improvements  and  repairs  sug- 
gested were  estimated  to  cost  $70,000,  so  that  the  project  for  improve- 
ment at  the  mouth  of  the  river  became  repairing  and  raising  the  exist- 
ing breakwater  to  a  height  of  15  feet  above  mean  low  tide  and  a  width 
of  12  feet  on  top. 

The  same  act  of  Congress  that  made  an  appropriation  for  the  break- 
water ordered  a  preliminary  examination  and  survey  of  Saco  River. 
A  report  of  this  survey  was  submitted  October  16, 1885,  and  a  project 
for  improving  the  navigation  of  the  river  proper  from  its  mouth  to  the 
towns  of  Saco  and  Biddeford  was  suggested,  at  an  estimated  cost  of 
$50,000.  This  amount  was  .expected  lo  give  a  continuous  channel  of  6 
feet  at  mean  low  tide  to  the  head  of  navigation  from  the  bar. 

In  1886  two  appropriations  were  made,  one  for  the  river  proper  and 
the  other  for  the  repair  and  completion  of  the  breakwater..  The  same 
was  done  in  1888.  In  1889  the  engineer  recommended  that  the  two 
projects  be  combined  in  one.  The  revised  estimate  of  the  cost  of  the 
two  was  then  put  at  $185,000— $30,000  to  complete  the  breakwater  and 
$155,000  to  give  6  feet  at  mean  low  tide  from  the  sea  to  Biddeford  and 
Saco,  at  the  head  of  navigation.  This  estimate  included  the  construc- 
tion of  a  jetty  on  the  south  side  of  the  mouth  of  the  river.  The  appro- 
priation made  in  1890  was  understood  to  be  for  continuing  work  on  the 
combined  project. 

The  following  appropriations  have  been  made: 

March  2,  1827,  for  piers,  buoys,  and  removing  obstructions  at   and  near 

entrance $7,000 

June  23, 1866,  for  repairing  piers 40, 000 

March  2, 1867,  for  improv&g  river 40,000 

July  25, 1868,  for  improving  river 20,000 

April  10, 1869,  for  improving  river 22, 275 

July  11. 1870,  for  improving  river. 10,000 

March  3, 1871,  for  improving  river 15, 000 

June  10, 1872,  for  improving  river 15, 000 

July  5, 1884,  for  breakwater 15,000 

August  5, 1886,  for  breakwater 12,500 

August  5, 1886,  for  improving  river 12, 500 

August  11, 1888,  for  breakwater 12,500 

August  11, 1888,  for  improving  river 10,000 

September  19, 1890,  for  improving  river,  including  bronk water  and  jetty. ..  65, 000 

July  13, 1892,  for  improving  river,  including  breakwater 25, 000 

Tutal 321,775 

The  total  expenditures  on  both  river  and  breakwater  up  to  June  30, 
1893,  were  $291,697.29. 
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The  river  before  the  improvement  was  begun  was  obstructed  at  its 
mouth  by  a  bar  on  which  there  was  only  about  2  fcot  of  water  at  low 
tide,  though  much  of  the  river  was  deeper,  and  by  ledges  and  bowlders. 
The  swift  currents  also  tended  to  sweep  vessels  on  tlie  rocks  and  ledjres. 

The  expenditures  up  to  June  30,  i893,  have  resulted  in  removing  tlie 
dangerous  ledges,  constructing  piers  against  which  vessels  could  touch 
without  danger  of  damage,  the  construction  of  a  substantial  break- 
water on  the  north  side  of  the  entrance,  and  the  construction  of  a  jetty, 
to  contract  the  channel  way,  on  the  south  side. 

The  expenditures  during  the  fiscal  year  ending  June  30,  1894,  have 
been  $15,364.53, 

At  the  date  of  the  last  Annual  Report  the  construction  of  two  jet- 
ties— one  at  the  head  of  Cow  Island  and  one  just  below  the  island — wa** 
in  1)1  ogress  under  a  contract  with  John  F.  Hamilton.  The  contract  was 
completed  by  the  latter  part  of  November,  1893.  Eight  hundred  and 
four  fascines  and  17,065  tons  of  stone  were  used  in  the  construction  of 
the  two  jetties. 

Work  under  contract  with  Joseph  H.  Curit  for  extending  the  jetty 
on  the  south  side  of  the  entrance,  which  was  in  i)rogres3  at  the  close  of 
the  fiscal  year  1893,  was  completed  August  12, 1893,  Fifteen  thousand 
five  hundred  and  ninety-eight  tons  of  stone  in  all  were  delivered  under 
this  contract,  and  with  its  completion  the  jetty  had  been  built  for  a  dis- 
tance of  about  4,500  feet  from  the  shore.  The  effect  has  been  to  obtain 
deei>er  water  than  was  formerly  found,  though  the  projected  depth  has 
not  yet  been  fully  secured. 

The  jetties  constructed  at  and  near  Cow  Island  were  with  a  view  to 
securing  and  maintaining  a  greater  channel  depth  by  contraction-.  The 
object  has  in  a  measure  already  been  accomplished,  but  proposals  were 
opened  June  16,  1894,  for  dredging  about  50,000  cubic  yards  of  mate- 
rial from  the  channels  at  Factory  Island  and  at  and  near  Cow  Island. 

Saco  River  is  in  the  coUection  district  of  Saco,  Me.,  of  which  Saco  is  the  i)ort  of 
entry.    The  Dearest  light-house  is  Wood  Island. 

Money  statement 

July  1,  1893,  balance  unexpended $30,077.71 

June  30,  1894,  amount  expended  during  fiscal  year 15, 364. 53 

July  1,  1894,  balance  unexpended 14,713.18 

July  1,  1894,  outstanding  liabilities 2, 487. 47 

»  

July  1,  1894,  balance  available 12,225.71 

(Amount  (estimatocl)  required  for  completion  of  existing  project 72, 500. 00 
Amouu  t  that  can  be  ]>rofitably  expended  in  fiscal  year  eudiug  J  uue  30, 189(i    50, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 


Jbstract  of  proposals  for  dredging  in  Saco  River,  Maine,  June  10,  1S94. 

I  50,000  cubic  yards. 

No. ,  Name  and  addrosa  of  bidder.  p,.,v«  ,«.r 


i_ 


,  CenU.      ' 

1.  I  Ck)luntbian  Dredging  Co.,  Boston,  MaAs I             20,  $10,000 

2.  Kobert  JIamilton,  Chebeapue.  Mo |             u7  18.  riH) 

3.  Moore  &.  Wright,  Portland.  Mo 20  lO.uOJ 


Proposal  of  Moore  (fe  Wright  accepted. 
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Abstract  of  contracts  for  improving  Saco  River,  Maine,  in  force  during  fiscal  year  ending 

June  SO,  1894. 


Ko. 

Namo  and  address  of  contractor. 

Date  of  con- 
tract. 

July  25, 1832 
Doc.  17,1892 

Subject  of  contract. 

Price. 

1. 
2. 

Joseph  F.  Curit,  Cbebeague,  Me.  *.. 
John  F.Hamilton.  Portland,  Me.*.. 

ExtAusion  of  stone  Jettj'  at  month 
of  river 

Construction  of  riprap  jetties  near 
Cow  Island 

CenU. 

tdO 
St93 
^:75 

*  Contract  completed. 


t  Per  ton  for  stone. 


X  For  each  fascine. 


COMMERCI.VL  STATISTICS. 

Receipts  and  shipments. 


Articles. 

1891. 

Tons. 

6,000 

40,724 

485 

1,G84 

80 

480 

92 

220 

1892. 

1893. 

Bricks         

Tons. 

6,100 
'     39,266 
360 
972 
120 
250 

Tons. 
9,700 
48,062 
249 

Coal 

r^«>nipiit.  Aiifl  liiHA              -         

Iron ^ 

453 

Molding  Sftnd - - -- 

272 

Powder  a,nd  ashes .          .  ..  ........................................... 

Sooting  cravel 

40 

101 

Phosphate 

28 

Total 

49,765 

47, 108 

50,765 

A  z6. 
IMPROVEMENT  OF  HARBOR  AT  YORK,  MAINE. 

York  Harbor  is  located  at  tlie  mouth  of  York  River,  a  small  stream 
tliat  emi)tie8  into  the  Atlantic  Ocean  about  10  miles  east  of  Portsmouth, 
KH. 

A  survey  was  made  in  1884,  and  a  report  thereon  submitted  in  Feb- 
ruary, 1885,  in  which  a  project  of  improvement  Avas  suggested.  This 
project  had  for  its  object  (1)  the  removal  by  dredging  of  part  of  the 
spit  off  the  southwest  point  of  Stage  Keck ;  (2)  the  renMlval  by  dredg- 
ing of  part  of  a  sand  shoal  off  Bragdons  Island,  and  (3)  the  removal 
of  the  upper  shoal  just  north  of  Bragdons  Island.  The  object  of  the 
improvement  was  to  widen  and  straighten  the  channel,  which  was  very 
crooked  and  difficult  to  navigate,  and  give  a  navigable  channel  of  10 
feet  at  mean  low  tide.    The  estimated  cost  of  the  project  was  $25,000. 

The  project  was  approved  in  188G,  after  the  first  appropriation  for 
the  work  was  made,  and  its  execution  was  entered  upon. 

In  1887  it  was  found  that  the  prices  on  which  the  estimate  was  based 
were  too  low,  so  the  estimate  was  revised  and  increased  to  $30,000. 

Subsequently  it  w\as  found  that  part  of  the  spit  off  Stage  Nec^k  was 
ledge  instead  of  loose  rock  and  gravel,  and  in  1888  the  estimate  waa 
again  revised  and  made  $44,000. 

The  following  appropriations  have  been  made: 

August  5, 1886 $15,000 

August  11,  1888 10,000 

September  19,  1890 10,000 

July  13,  1892,  for  complctiug  improvement 9, 000 
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The  total  expenditures  up  to  June  30,  1893,  have  been  $35,023,94. 

With  these  expenditures  the  following  work  has  been  accomplished: 
Part  of  the  shoal  at  the  entrance  to  the  harbor  has  been  removed  by 
dredging  and  rock  excavation  to  a  deptli  of  10  feet  at  mean  low  tide, 
thereby  increasing  the  width  of  the  channel  at  the  narrowest  point 
from  90  feet  to  about  150  feet.  A  part  of  the  shoal  in  the  upper  part 
of  the  harbor  has  also  been  removed  by  dredging  to  the  same  depth, 
increasing  the  width  of  the  10-foot  channel  at  that  point  about  109 
feet. 

The  expenditures  during  the  fiscal  year  ending  June  30, 1894,  were 
$8,976.06,  exhausting  the  funds. 

Under  the  contract  with  Augustus  B.  Martin,  referred  to  in  the  last 
!^nnual  Report,  dredging  operations  were  commencedJune  29  and  con- 
tinued until  July  20, 1893,  when  the  contract  was  completed.  Five 
thousand  eight  hundred  and  seventy-eight  cubic  yards  of  material  were 
dredged  at  the  entrance,  and  12,143  cubic  yards  in  the  harbor  basin. 

The  appropriation  of  1892,  which  was  for  completing  the  improve- 
ment, having  been  expended,  the  project  is  regarded  as  completed. 

The  improvement  is  in  the  collection  district  of  York.  The  nearest  light-house  is 
Cape  Neddick,  3  miles  distant. 

Money  statement, 

Jnly  i;  1893,  balance  unexpended $8,976.06 

June  30,  1894,  amount  expended  dnring  iiscul  year 8, 976. 06 


COMMERCIAL    STATISTICS. 
Receipts  and  shipments. 


Articlca. 

1891. 

1892. 

1893. 

AddIcs '. .- • - 

Tons. 

Tons. 

90 

1,800 

600 

90 

TOTU. 

100 

Bricks 

3,500 
400 
100 
100 
600 
500 

1,100 
150 

5,600 
1  600 

Coal 

Farm  prwliice 

150 

FiHti  and  oysters 

175 

Grain 

1  000 

General  merchandise ...          .        .        

650 
1,500 

1  050 

Hay,  wood,  and  potatoes 

1  800 

Liime  and  cement 

350 

Lumber 

GOO 

10,000 

Total. 

6,350 

5,330 

21  6'*5 

Xumhet'of  vessels  arriving  in  calendar  year^  1S9.>. 

Sailing  vessels — 

Drawing  9  feet 75 

For  refuge  only 50 


A  17. 
IMPROVEMENT  OF  BELLAMY  RIVER,  NEW  HAMPSHIRE. 

The  Bellamy  Kiver  to  the  head  of  navigation  is  a  tidal  branch  of 
Great  Bay,  which  empties  into  the  Piscataqua  Eiver  at  Dover  Point, 
4  miles  above  the  bridge  at  Portsmouth,  N.  H.    At  low  water  the  chan- 
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nel  of  the  river  is  too  shoal  for  any  navigatioD,  except  for  a  short  dis- 
tance from  its  mouth.  The  distance  over  which  improvements  are  pro- 
jected is  about  2^  miles. 

A  survey  was  made  of  the  BeHamy  liiver  in  1887  and  a  project  of 
imi)rovement  suggested,  at  an  estimated  cost  of  $28,000,  which  was 
increased  in  189L  to  $35,0(10.  The  project  is  to  secure  a  channel  50  feet 
wide  and  5  feet  deep  at  mean  low  tide  from  the  mouth  of  the  river  up 
to  Sawyer's  Mill  at  Dover.  The  rise  and  fall  of  the  tide  being  about  7 
feet,  a  high- water  navigation  of  12  feet  will  be  secured. 

The  above  project  was  adopted  in  1888  and  its  execution  is  jiow  in 
progress. 

The  following  appropriations  have  been  made: 

August  11, 1888 $10,0(8) 

September  19,1890 10,000 

July  13,1892 , 7,500 

The  expenditures  up  to  the  close  of  the  fiscal  year  ending  June  30, 

1893,  have  been  $19,681.61.  These  expenditures  have  resulted  in  giv- 
ing a  channel  from  the  mouth  of  the  river  up  to  about  1  mile  above 
Robert's  brickyard,  60  feet  wide  and  5  feet  deep  at  low  tide.  In  other 
words,  about  1  mile  was  added  to  the  navigable  part  of  the  river. 

There  were  no  expenditures  during  the  fiscal  year  ending  June  30, 

1894,  and  there  were  no  operations. 

Proposals  for  dredging  were  opened  No vember  16, 1892,  but,  the  prices 
being  high,  all  bids  were  rejected.    The  work  will  be  readvertised. 

There  is  no  trade  on  the  river  at  i)resent  beyond  the  brickyard,  near 
which  the  first  dredging  was  beguu,'but  it  is  thought  that  the  improve- 
ment of  the  river  in  the  upper  part  will  develop  the  manufacture  of 
bricks,  an  extra  good  quality  of  which,  it  is  reported,  can  be  made  here; 
and  it  will  also  enable  coal  and  other  mill  supplies  to  be  shipped  to  Saw- 
yer's Mill  and  the  western  part  of  Dover  at  a  less  cost  than  at  present. 

Money  statement. 

July  1, 1893,  balance  unexpended $7, 818.  39 

July  1, 1894,  balance  unexpended 7, 818.  39 

{Amount  (estimated)  required  for  completion  of  existing  project 7, 500. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Juue  30, 1896      7, 500. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


A  z8. 

IMPROVEMENT  OP  COCHECO  RIVER,  NEW  HAMPSHIRE. 

The  Cocheco  River  is  a  branch  of  the  Piscataqua,  which  empties  into 
the  sea  at  Portsmouth,  N.  H.  Dover  is  the  head  of  navigation,  and 
here  the  mean  rise  and  fall  of  tides  is  about  7  feet. 

From  Dover  to  the  Lower  Narrows,  a  distance  of  about  1 J  miles,  the 
river  was  much  obstructed  by  bowlders,  ledges,  and  shoals,  the  depth  of 
water  being  only  from  6  inches  to  2  feet  at  mean  low  tide.  Appropria- 
tions amounting  to  $10,000  were  made  as  early  as  1836  and  1837  *'for 
deepening  the  channel  of  the  Cocheco  branch  of  the  Piscataqua,  lead- 
ing into  Dover  Uarbor,''  but  the  records  do  not  show  what  work  was 
accomplished. 
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The  first  legiiliii*  project  for  the  iiuprovement  of  the  river  was  based 
on  an  examination  made  in  1S70,  and  consisted  in  making  a  channel 
not  less  than  40  feet  wide  and  4  feet  deep  at  mean  low  tide  from  the 
lower  narrows  up  to  Collins  Wharf,  at  the  head  of  the  upper  narrows. 
The  estimated  cost  of  the  project  was  $45,000. 

Subsequently  more  accurate  and  extended  surveys  having  shown  the 
practicability  of  extending  the  improvement  up  to  Packets  Landing 
and  tbence  to  make  a  channel  2  feet  deep  at  low  tide,  corresponding  to 
9  feet  at  high  tide,  and  a  width  of  30  feet,  up  to  the  bridge  at  the  head 
of  navigation,  the  estimate  was  increased,  to  suit  the  latter  project,  to 
$85,000.  This  sum  was  appropriated  between  1871  and  1878,  and  by 
1879  all  the  improvements  at  that  time  contemplated  were  completed. 

These  improvements  opened  up  a  large  commerce,  employing  large 
vessels  where  formerly  flatboats  had  been  used.  Owing  to  the  abrupt 
turns,  however,  in  the  channel  at  the  Lower  Narrows  these  vessels  had 
difiiculty  in  passing  that  place.  The  larger  vessels  that  came  into  use 
required  a  wider  and  deeper  channel. 

A  new  project  was  therefore  adopted  providing  for  making  a  cut-off 
channel  through  Alleys  Point,  with  straight  connecting  channels  above 
and  below,  and  widening  to  60  feet  and  deepening  to  5  feet  the  existing 
channels  through  Trickeys  and  Clements  Point  shoals;  $28,000  were 
appropriated  and  expended  in  making  the  *'  cut-off "  through  Alleys 
Point.  The  other  work  of  blasting  and  removing  rock  and  dredging 
in  the  upper  portions  of  the  river  was  estimated  to  cost  $47,000  more. 
This  second  project  was  completed  in  1888. 

The  act  of  August  11, 1888,  ordered  another  survey  to  be  made  of  the 
river.  The  report  of  this  survey  is  dated  December  14,  1889.  The 
large  increase  in  trade  seemed  to  justify  still  further  improvement  of 
the  river,  and  accordingly  a  new  project  was  submitted,  suggesting  an 
improvement  that  looks  to  obtaining  a  channel  depth  of  7  feet,  increas- 
ing to  7^  feet  in  rock,  the  channel  to  have  a  minimum  width  of  50  feet 
where  confined  in  rock,  increasing  to  60  and  75  feet  where  the  material 
is  less  expensive  to  remove.  This  last  project  is  estimated  to  cost 
$175,000. 

The  following  appropriations  have  been  made  for  the  improvement  of 
this  river: 


August  2, 1882 $28,000 

July  5,1^ 28,000 

Augusts,  1886 10,000 

August  11,1888 9,000 

September  19, 1890 25,000 

July  13,1892 15,000 

Total 210,000 


July  4, 1836 $5,000 

March  3,1837 5,000 

March  3,1871 10,000 

June  10, 1872 10,000 

March  3,1873 10,000 

June  23,  1874 10,000 

March  3,1875 25,000 

August  14,1876 14,000 

June  18,1878 6,000 

The  total  expenditures  on  the  improvement  of  the  river  up  to  June 
30,  1893,  have  been  $194,434.  These  expenditures  have  resulted  in 
giving  a  channel  through  the  rocky  bed  of  the  river  5  feet  deep  and  40 
feet  wide  in  the  narrowest  parts,  where  before  the  depth  was  only 
from  6  inches  to  2  feet. 

The  upper  end  of  the  channel  at  Dover  has  been  deepened  to  7  feet 
at  mean  low  tide  for  a  length  of  1,200  feet,  with  widths  varying  from 
100  to  140  feet.  Portions  of  the  channel  above  and  below  Clements 
Wharf,  of  a  total  length  of  600  feet,  have  also  been  dredged  to  the  same 
depth. 

The  expenditures  during  the  fiscal  year  ending  June  30, 1894,  have 
been  $584.68. 
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A  contract  was  made  March  20,  1894,  with  Rogers  &  Fitzpatrick,  of 
Plattsburg,  N.  Y.,  for  the  excavation  of  about  2,000  cubic  yards  of 
ledge  in  the  Upper  NarroT\'s  at  $6.44  per  cubic  yard.  The  contractor 
began  work  early  in  May,  1894,  and  by  the  close  of  the  year  had  made 
considerable  progress. 

The  improvements  in  the  navigation  of  the  Cocheco  have  been  of 
great  benefit  to  the  people  of  Dover  and  the  vicinity.  In  the  item  of 
coal  alone  it  is  reported  that  not  less  than  35,000  t/ons  are  supplied 
annually  at  a  saving  of  50  cents  per  ton,  which  could  not  have,  been 
done  had  no  improvement  been  made. 

Money  statement. 

July  1, 1893,  balance  nnexpended $15,566.00 

June  30, 1894,  amount  expended  daring  fiscal  year 584. 68 

July  1, 1894,  balance  unexpended. . .: 14, 981. 32 

July  1, 1894,  outstanding  liabilities  ..'. $300.00 

July  1, 1894,  amount  covered  by  uncompleted  contracts 12, 880. 00 

13,180.00 

July  1, 1894,  balance  araUable ^ 1,801.32 

f  Amount  (estimated)  required  for  completion  of  existing  project 135, 000. 00 

j  Amounttbatcan  beprofitably  expended  in  fiscal  year  ending  June  30, 1896    50, 000. 00 
\  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
I      harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


AhBiract  of  propoaaU  for  removal  of  iedge  in  Cochcoj  River,  Xeto  Hampshire,  March  5, 

1894, 


No. 


Namo  and  addresa  of  bidder. 


Charles  H.  Souther,  BoHton,  Mass 

Thomns  Symonds,  Manchester.  Ma«8 

Towiisend  &  Johnston,  Soiners  Point.  N.J. 
Kogers  &  Fitzpatrick,  Plattsburg,  N.  Y 


Contract  made  with  Rogers  &  Fitzpatrick,  March  20,  1894. 


COMMERCIAL   STATISTICS. 

Receipta  and  ehipmente. 


2,000  cubic  yards 
ledge. 


Price  per 
cubic 
yard. 

$12.50 
9.49 
8.80 
tf.44 


Amount. 


$25,000 
1(),080 
17.720 
12,880 


Articles. 


Apples 

Brick 

Coal 

Cement,  lime,  and  plaster. 

G<*ner«l  merchandlHo 

Iron 

Lumber 

Pho8phat(^ 

Sand  (molding) , 


Total. 


Tong. 


40,056 

28,650 

1,810 


390 

1,500 
150 
lOO 


1892. 


Tong. 

150 

40,000 

27,856 

1,950 


1,600  . 
150 


70, 662  ,      71,  785 


1893. 


Tons. 


31.500 

29,983 

2.025 

200 


3,000 
225 


GU.033 
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VeaseU  arriving  in  calendar  year  1S93, 

Sailing  vessels,  coastwise— 400  to  500  tons  each 35 

Less  than  400  tons  each 68 

Steam  tugs 3 

Bargee 1 

A  ig. 

HARBOR  OF  REFUGE  AT  LITTLE  HARBOR,  Ni;W  HAMPSHIRE. 

At  the  instance  of  members  of  the  Marine  Society,  and  the  Board  of 
Trade,  and  other  citizens  of  Portsmouth,  a  survey  of  this  harbor  was 
made  in  1882  by  CoJ.  George  Thom,  Corps  of  Engineers.  The  improve- 
ment desired  at  that  time  was  to  have  the  channel  of  entrance  opened 
to  a  depth  of  9  feet  at  mean  low  tide  for  a  width  of  100  feet  and  to 
have  the  inner  basin  enlarged  to  a  width  of  300  feet  for  a  length  of 
about  700  feet  and  the  dredged  channel  and  basin  protected  by  a 
rubblestone  breakwater.    The  estimated  cost  of  the  project  was  $33,000. 

The  act  of  Congress  of  July  5, 1884,  directs  a  preliminary  exami- 
nation and  survey  to  be  made  with  a  view  to  its  improvement  as  a 
harbor  of  refuge.  This  examination  was  made  in  the  latter  part  of  the 
year  1884,  and  an  enlarged  project  subpiitted  for  the  improvement,  the 
estimated  cost  of  which  was  $150,000.  The  former  project  was  not 
regarded  by  the  distnct  engineer  as  sufficient  to  accomplish  satisfactory 
results,  and  the  latter  he  regarded  as  too  costly  to  justify  the  Govern- 
ment in  undertaking  it.  The  former  project,  however,  was  adopted  in 
1886,  and  its  execution  entered  upon. 

In  1887  the  engineer  recommended  that  the  project  be  enlarged,  as 
the  old  project  did  not  seem  to  meet  the  needs  of  those  interested.  A 
new  project  was  therefore  suggested,  providing  for  the  construction  of 
two  breakwaters,  one  on  the  north  side  and  the  other  on  the  south  side 
of  the  entrance,  and  the  dredging  of  an  anchorage  behind  them  of 
about  49  acres  to  a  depth  of  12  feet  at  mean  low  tide.  The  estimated 
cost  of  the  enlarged  project  was  $235,000. 

The  act  of  1888  made  an  appropriation  of  $20,000  for  the  work  on 
the  enlarged  plan.  Before  the  improvement  was  undertaken  the  depth 
of  water  in  the  harbor  was  only  about  6  feet  at  low  tide,  and  the 
anchorage  was  small  in  area  and  exposed  to  the  full  force  of  the  sea, 
which  is  heavy  when  the  winds  are  strong  from  the  northeast.  The 
object  of  the  improvement  is  to  form  a  harbor  of  refuge  for  small 
coasters  and  other  vessels  that  get  caught  outside  and  are  unable  to 
get  into  the  harbor  of  Portsmouth  on  account  of  the  strong  ebb  tide 
which  sets  out  to  sea.  It  is  said  that  a  number  of  wrecks  have  occurred 
which  need  not  have  happened  if  such  a  harbor  had  been  in  existence. 

The  following  appropriations  have  been  made: 

Augusts,  1886 $10,000 

Angnstll,  18><8 20,000 

September  19,  1890 40,000 

July  13,  1892 30,000 

The  total  expenditures  up  to  June  30,  1893,  were  $45,490.86.  The 
results  accomplished  up  to  that  date  were  the  dredging  of  a  part  of  the 
area  intended  for  anchorage  ground  under  the  new  project  and  the 
partial  construction  of  the  breakwater  on  the  south  side  of  the  entrance. 

The  expenditures  during  the  fiscal  year  ending  June  30,  1894,  have 
been  $44,018.92. 

At  the  date  of  the  last  annual  report  work  was  in  progress  under 
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two  contracts — one  with  George  Willett  Andrews  for  raising  and  widen- 
ing the  breakwater  on  the  south  side  of  the  entrance,  and  the  other 
with  Mooro  &  Wright  for  dredging. 

The  construction  of  tlie  breakwater  was  completed  the  last  of  Octo- 
ber, 1893.  The  total  quantity  of  stone  delivered  under  the  contract 
was  14,962  tons. 

The  dredging,  under  contract  with  Moore  &  Wright,  continued  until 
January  G,  1894,  when  145,1^^7  cubic  yards  of  material  had  been  removed. 
Under  this  contract  the  channel  or  anchorage  was  widened  200  feet,  to 
the  depth  of  12  feet  at  mean  low  tide. 

March  19, 1894,  a  6ontract  was  made  with  William  S.  White,  of  Rock- 
land, Me.,  for  the  construction  of  the  breakwater  on  the  north  side  of 
tlie  entrance.  The  work  was  commenced  on  the  15th  of  May,  and  was 
in  progress  at  the  close  of  the  year.  ^ 

There  is  no  commerce,  properly  considered  as  such,  in  Little  Hai*bor. 
The  work  is  intended  as  a  harbor  of  refuge,  and  will  doubtless  be  used 
only  in  case  of  necessity  by  small  coasters  which  can  not  reach  Ports- 
mouth Harbor  in  northeasterly  storms. 

Money  statement, 

July  1, 1893,  balance  unexpended $54, 509. 14 

June  30, 1894,  amount  expended  during  fiscal  year 44,  018. 92 

July  1,  1894,  balance  unexpended 10, 490. 22 

July  1, 1894,  outstanding  liabilities $300. 00 

July  1, 1894,  amount  covered  by  uncompleted  contracts 10, 000. 00 

10,300.00 

July  1, 1894,  balance  available 190.22 

r  Amount  (estimated)  required  for  completion  of  existing  project 135, 000. 00 

)  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    25, 000. 00 
]  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
I     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


Abstract  of  proposals  for  construction    of  stone   breakwater   at  Little  Harbor,  New 

Hampshire^  March  5,  1894, 


-Ho. 


Name  and  address  of  bidder 


Townsend  &  Johnston,  Somers  Point,  N.  J 

Rockport  Granite  Company,  Kockport,  Hast. .. 

George  Willett  Andrews,  Biddeford,  Me 

Joseph  H.  White,  Boston,  Mass 

Hamilton  &  Doyen,  Portland  Me 

WiUiam  S.  White,  Rockland,  Me 


Beacon,  71 

tons;  price 

per  ton. 


price  per 
ton. 


Amooni. 


$12,837.38 
13,418.84 
13.781.96 
13,380.84 
15,894,66 
12,21S.7e 


Contract  made  with  William  S.  White,  March  19,  1894. 


Abstract  of  contracts  for  improving  Little  Harbor,  New  Hampshire,  in  force  during  the 
fiscal  year  ending  June  SO,  1894, 


"So.     Name  and  address  of  contractor. 


Date  of  con- 
tract. 


Subject  of  contract. 


J 


July  12, 1892     Raisins  nnd  Tvidening  breakwater 
at  FroHt  Point. 


*1     Gooree  Willett    Andrews,  Bidde- 
ford.  Me. 

*2     Moore  &  Wright,  Portland,  Me Feb.  24, 1893     Dredging  channel  to  12  feet  at  mean 

low  ticlf, 
3     William  S.  White,  Rockland,  Me...   Mar.  19, 1804     Construction  of  breakwater  at  Jor>  } 

r>''s  Point. 


Price. 


f$l.ll 

:.i9 

tl.96 


I 


*  Contract  completed. 


t  Per  ton  for  stone. 


X  Per  cubic  yard  in  scow. 
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IMPROVEMENT  OF  RIVERS  AND  HARBORS  IN  EASTERN  MASSACHUSETTS. 


BEPORT  OF  LIEUT,  COL,  S,  M,  MANSFIELD,  CORPS  OF  ENGINEERS, 
OFFICER  IN  CHARGE,  FOR  THE  FISCAL  YEAR  ENDING  JUNE  SO,  1894, 
WITH  OTHER  DOCUMENTS  RELATING  TO  THE   WORKS, 

IMPROVEMENTS. 


1.  Newburyport  Harbor,Ma88achu8etts. 

2.  Merrimac  River,  Massachusetts. 

3.  Powow  River,  Massachusetts. 

4.  Ipswich  River,  Massachusetts. 

5.  Essex  River,  Massachusetts. 

6.  Harbor  of  refuge,  Sandy  Bay,  Cape 

Ann,  Massachusetts.      , 

7.  Gloucester  Harbor,  Massachusetts. 

8.  Manchester  Harbor,  Massachusetts. 

9.  Salem  Harbor,  Massachusetts. 

10.  Lynn  Harbor,  Massachusetts. 

11.  Winthrop  Harbor,  Massachusetts. 

12.  Mystic  and  Maiden  rivers,  Massachu- 

setts. 


13.  Boston  Harbor,  Massachusetts. 

14.  Weymouth  River,  Massachusetts. 

15.  Hingham  Harbor,  Massachusetts. 

16.  Scituate  ilarbor,  Massachusetts. 

17.  Plymouth  Harbor,  Massachusetts. 

18.  Kingston  Harbor,  Massachusetts. 

19.  WelTfleot  Harbor,  Massachusetts. 

20.  Provincotown  Harbor, Massachusetts. 

21.  Chatham  Harbor,  Massachusetts. 

22.  Removing    sunken  vessels    or  craft 

obstructing  or  endangering  naviga- 
tion. 


United  States  ENaiNBER  Office, 

Boston^  Mass.y  July  5,  1894. 
General  :  I  have  the  honor  to  transmit  herewith  annual  reports  for 
the  Avorks  of  river  and  harbor  improvements  in  my  charge  for  the  fiscal 
year  ending  June  30,  1894. 

Very  respectfully,  your  obedient  servant, 

S.  M.  Mansfield, 
Lieut,  Col,  of  Engineers, 
Brig.  Gen.  Thomas  L.  Casey, 

Chief  of  Engineers^  U.  8,  A, 


B  I. 

IMPROVEMENT  OF  HARBOR  AT  NEWBURYPORT,  MASSACHUSETTS. 

Newburyport  is  situated  on  the  south  bank  2^  miles,  approximately, 
from  the  mouth  of  the  Merrimac  River.  The  river  empties  into  the 
Atlantic  Ocean  midway  between  Cape  Ann  and  Portsmouth,  or  about 
30  miles  a  little  east  of  north  from  Boston  in  a  direct  line. 

The  outlet  of  the  river,  between  Plum  Island  and  Salisbury  Point,  is 
1,000  feet  wide  and  30  feet  deep  at  mean  low  water.  At  a  distance  of 
nearly  a  mile  outside  lies  a  sandy  bar,  thrown  up  by  wave  action, 
through  which,  previous  to  the  improvement,  a  channel,  variable  in 
position  and  depth,  was  maintained  by  the  current  of  the  river, 
increased  by  the  tidal  prism  in  a  large  interior  basin,  due  to  a  range  of 
tides  equaling  8^  feet. 
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For  1,000  feet  outward  from  the  gorge  toward  the  crest  of  the  bar  the 
current  was  able  to  inaiutaiii  a  channel  of  navigable  width  and  18  feet 
deep  at  mean  low  water,  and  for  a  farther  distance  of  1,500  feet  a  chan- 
nel 12  feet  deep.  From  the  18-foot  contour  line  on  the  inside  to  the 
same  on  the  outside  the  distance  was  4,000  feet,  and  between  the  12- 
foot  contours  tbe  distance  was  3,000  feet. 

The  depth  on  the  crest  of  the  bar  was  generally  less  than  7  feet  at 
mean  low  water. 

The  object  of  the  improvement  is  to  create  through  the  outer  bar  a 
channel  1,000  feet  Avide  and  at  least  17  feet  deep  at  mean  low  water,  so 
that  vessels  may  cross  the  bar  and  find  a  harbor  at  any  stage  of  the 
tide  with  as  great  draft  as  can  reach  iNTewburyport  by  the  river  at  high 
tide. 

The  project  submitted  September  16, 1880.  proposed  two  converging 
rubblestone  jetties,  tbeir  outer  ends  parallel  for  1,000  feet  and  about 
the  same  distance  apart,  and  the  protection  of  the  beach  in  their 
vicinity.  This  was  modified  in  1882  so  as  to  provide  for  the  partial 
closing  of  Plum  Island  Basin  with  a  timber  dike  about  800  feet  long 
and  5J  feet  above  mean  low  water. 

The  direction  of  the  south  jetty  and  the  chaj acter  of  tbe  shore  protec- 
tion was  modified  in'  1883.  The  north  jetty,  from  Salisbury  Beach,  is 
to  be  4,000  feet  long,  approximately,  and  the  south  jetty,  from  Plum 
Islaiul,  is  to  be  2,400  feet,  approximately. 

Both  are  15  feet  wide  on  top,  which  is  in  a  plane  12  feet  above  mean 
low  water.  The  two  jetties  have  slopes  of .  1  on  2  on  the  sea  side  and 
of  1.  on  1  on  the  harbor  side. 

A  map  sbowing  tlie  location  of  the  jetties  is  published  in  the  Annual 
Report  of  the  Chief  of  Engineers  for  1885.  Their  form  and  dimensions 
are  shown  in  the  report  for  1881.  The  location  and  details  of  construc- 
tion of  the  dike  are  given  in  the  report  for  1883.  The  estimated  cost  of 
the  improvement  was  $375,000. 

The  total  appropriations  to  date  are  $277,600. 

The  amount  expended  to  June  30, 1893,  was  $261,841.87. 

On  June  30,  1893,  the  condition  of  the  improvement  was  as  follows: 
The  north  jetty  was  2,610  feet  long,  fully  completed,  and  partly  com- 
pleted for  an  additional  length  of  165  feet;  the  south  jetty  was  com- 
pleted for  1,077  feet,  and  partly  completed  for  an  additional  distance  of 
223  feet,  and  its  shore  end  was  strengthened  by  a  sand  catch ;  the  dike 
was  completed  so  fiir  as  was  prudent  for  its  safety;  it  was  817  feet 
long,  5J  feet  high  above  mean  low  water,  except  that  near  its  center  a 
weir  had  been  left,  150  feet  long,  its  sill  2  feet  above  mean  low  water. 

Operations  were  in  progress  under  a  contract  with  Mr.  George  Wil- 
lett  Andrews,  of  Biddeford,  Me.,  to  deposit  in  the  north  jetty  15,000 
tons  of  rubblestone ;  work  under  this  contract  was  continued  during  the 
year,  a  total  of  14,444  tons  of  stone  being  deposited  to  the  date  of  this 
report. 

On  June  30, 1894,  the  north  jetty  is  2,706  feet  long,  fully  completed,  and 
the  south  jetty  and  dike  are  in  the  same  condition  as  on  June  30, 1893. 

The  annual  survey  of  the  bar  was  made  early  in  June,  1894,  and  by 
comparison  with  the  survey  of  1893,  it  is  found  that  the  channel  over 
the  bar  at  its  outer  end  has  swung  still  farther  to  the  south w^ard;  the 
deptli  on  the  bar  and  the  outside  contours  have  not  altered;  and  that 
inside  the  bar  the  channel  has  steadily  improved. 

To  complete  the  improvement  an  appropriation  of  $97,600  will  be 
required,  all  of  which  could  be  expended  to  advantage  during  the  fiscal 
year  ending  June  30,  189G,  in  the  extension  of  both  jetties  to  their  full 
projected  lengths. 
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The  advantages  to  bo  derived  from  the  completion  of  the  project  are 
tlie  deepening  and  widening  of  the  channel  across  the  bar,  thereby 
affording  a  harbor  of  refuge  on  the  inside  of  Salisbury  Beach  and  giving 
easy  access  at  high  tide  to  the  wharves  at  Newburyport  for  vessels 
drawing  17  feet,  approximately. 

This  work  is  located  in  the  collection  district  of  Newbnryport,  Mass.,  of  which 
New  bury  port  is  the  port  of  entry.  The  nearest  light-house  is  on  Plum  Island,  at 
the  entrance  of  the  harbor. 

The  accompanying  commercial  statistics  for  the  fiscal  year  have  been 
furnished  by  the  collector  of  customs  for  Newburyport,  Mass. 

The  dates  and  amounts  of  appropriations  for  this  work  are  as  fol- 
lows: 

Act  of— 

June  14, 1880 $50,000 

March  3, 1881 40,000 

August  2, 1882 40,000 

.July  5, 1884 40,000 

August  5,1886 37,500 

August  11, 1888 25,000 

September  19,1890 25,000 

July  13, 1892 20,000 

Total 277,500 

Money  statement 

July  1, 1893,  balance  unexpended $25,658.13 

June  3<),  1894,  amount  expended  during  fiscal  year 17, 881. 97 

July  1, 1894,  balance  unexpended 7, 776. 16 

July  1, 1894, outstanding  liabilities 6,716.07 

July  1, 1894,  balance  available 1,060.09 

,  Amount  (estimated)  required  for  completion  of  existing  project 97, 500. 00 

I  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    97, 600. 00 
• ,  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
i      harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


COMMERCIAL   STATISTICS. 


7x1,    ^a 

Shipping. 

1892. 

1893. 

1804. 

£n'tranoe8 : 

Foreign - 

3 

Ton». 
387 

Ko.      Tong. 
2           140 

Ko.  i   Tonn. 
7            889 

Domestic  .: 

Clearances : 

Foreign 

4 

485 
4.085 

1 
13       2,362 
1           399 

„l 

Domestic.............     .  .        .      ...  ........ 

1 

j 

Imported. 

1892. 

1893. 

t          1894. 

Coal 

Tong. 

563 

Tong. 

Tong. 
'                  1  554 

I.nmber 

*  135. 000 

»  34. 200 

1 98,  600 

115 

1 : 

Laths 

1 

Misctillaneoas    ^ '• 

i 

1 

1 

*Feet.           flnni 

imber. 

A  large  quantity  of  coal  is  annually  landed  at  t*his  port  from  coastwise  vessels,  the 
arrivals  and  clearances  of  which  are  not  recorded,  aud  statistics  can  not  be  given. 
Vessels  drawiug  from  10  to  14  feet  frequent  the  harbor. 
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.   B  2. 

IMPROVEMENT  OF  MERRIMAC  RIVER,  MASSACHUSETTS. 

The  inoutli  of  the  Merriinac  River  is  15  miles  northwest  from  Gape 
Ann,  Massachusetts.  Tide  water  extends  up  it  a  distance  of  19 
miles,  or  to  the  foot  of  the  "Upper  Falls,"  IJ  miles  above  Haverhill, 
Mass. 

Seven  incorporated  cities  and  the  largest  mills  in  New  England  are 
directly  interested  in  this  improvement. 

Before  improvement  the  channel  was  narrow  and  crooked,  and  much 
obstructed  by  ledges,  bowlders,  and  shoals. 

At  mean  low  water  vessels  drawing  not  to  exceed  7  feet  could  enter 
the  river  and  proceed  to  South  Amesbury,  9  miles  from  the  mouth. 
Q'he  sea  bar  at  the  mouth  of  the  river  has  been  improved  under  specific 
appropriations  for  the  improvement  of  Newburyport  Harbor,  while 
many  sunken  rocks  and  wrecks  of  piers  and  vessels  lying  inside  the  bar 
have  been  removed  by  general  appropriations  for  the  improvement  of 
the  river. 

The  object  of  the  improvement  is  to  widen,  straighten,  and  deepen 
the  natural  channel  of  the  river  from  the  bar  to  the  head  of  tide  water. 

The  rise  or  fall  of  the  tide  at  the  mouth  is  7.7  feet;  at  Haverhill 
bridge,  4  feet. 

No  plan  of  the  river  above  Newburyport  has  been  published  in  the 
reports  of  the  Chief  of  Engineers. 

The  project  originally  adopted  in  1870  proposed  to  remove  obstruc- 
tions from  the  Upper  and  Lower  Mitehells  Falls,  and  to  remove  the 
Gangway  Eock  and  the  "Boilers"  in  Newburyport  Harbor. 

The  cost  was  estimated  to  be  $69,025. 

The  project  was  modified  in  1874  so  as  to  include  the  removal  of 
rocks  in  and  near  the  draw  of  the  bridge  at  Deer  Island,  2  miles  above 
Newburyport,  and  at  Rocks  bridge,  and  at  Little  Curriers  Shoal,  Ea^t 
Haverhill,  so  that  the  channel  should  have  the  following  depths  at 
ordinary  high- water  stages  of  the  river:  From  the  mouth  to  Deer 
Island  bridge,  5  miles,  16J  feet;  thence  to  Haverhill  bridge,  12J  miles, 
12  feet;  thence  to  the  foot  of  Mitchells  Falls,  Hazeltine  Rapids,  1^ 
miles,  10  feet;  thence  through  Mitchells  Falls  to  the  head  of  the  Upper 
Falls,  2^  miles,  not  less  than  4J  feet,  when  the  mill  water  at  Lawrence 
is  running. 

This  revised  project  was  estimated  to  cost  $147,000. 

The  total  appropriations  to  date  are  $242,306.72. 

The  expenditures  to  June  30, 1893,  were  $233,275.20. 

The  excess  of  expenditure  over  the  estimate  is  due  to  the  removal  of 
rocks  and  other  obstructions  that  were  unknown  and  removal  not  con- 
templated when  the  estimate  was  made,  and  by  the  expense  of  neces- 
sary surveys  and  examinations  not  provided  for  in  the  estimate. 

The  condition  of  the  improvement  on  June  30, 1893,  was  as  follows: 

The  modified  project  of  1874  was  completed  with  the  exception  of 
the  removal  of  the  '^Boilers"  upon  which  work  was  in  progress  under 
a  contract  with  Messrs.  Sturgis  &  Andrews,  of  Bonny  Eagle,  Me. 

This  contract  was  completed  in  August,  1893;  350  cubic  yards  of 
ledge  were  removed. 

At  the  date  of  this  report  the  project  for  the  improvement  of  the 
river  is  completed,  and  the  improved  channel  is  in  good  order. 

To  extend  the  improvement  so  that  the  same  depth  of  water  as  is 
now  obtained  through  Mitchells  Falls  can  be  carried  to  Lawrence  (a 
distance  of  5  miles  from  the  head  of  the  falls),  was  in  1882  estimated  to 
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cost,  for  dredging  through  Gages  Shoal  and  Andover  Bar  and  removing 
bowlders  and  ledges,  $11,000. 

This  work  is  located  ia  the  collection  district  of  Newbaryport,  Mass.,  of  which 
Newburyport  is  the  nearest  port  of  entry.  The  nearest  light-houses  are  the  Plum 
Island  lights  and  the  Newburyport  Upper  Harbor  lights. 

Commercial  statistics  are  included  in  statement  for  Newburyport 
Harbor. 

No  increase  of  the  tonnage  of  the  river  is  apparent  since  the 
improvement  was  commenced,  and  no  new  lines  of  water  transporta- 
tion have  been  established. 

The  dates  and  amounts  of  appropriations  for  this  work  are  as  fol- 
lows: 


Act  of— ■ 

June  18,  1878 $10,000.00 

March  3,  1879 5,000.00 

June  14,  1880 12,000.00 

March  3,  1881 9,000.00 

August  2,  1882 9,000.00 

July  5,  18g4 3,500.00 

September  1 9,  1890 10, 000. 00 

July  13,  1892 1,500.00 

Total 242,366.72 


Act  of— 

May  23,1828 $32,100.00 

April  2,1830 3,506.72 

March  2,  1831 16,000.00 

March  2,1833 4,900.00 

June  28,  1834 3,860.00 

July  11,  1870 25,000.00 

March  3,  1871 25,000.00 

June  10, 1872 25,000.00 

March  3,  1873 25,000.00 

June23,  1874 10,000.00 

March  3,  1875 12,000.00 

Appropriations  made  since  1870  have  been  expended  on  the  approved 
project  of  that  date  and  its  modifications. 

Money  statement. 

July  1,  1893,  balance  unexpended $9, 091. 52 

June  30, 1894,  amount  expended  during  fiscal  year 3,  779. 80 

July  1,  1894,  balance  unext)ended 5, 311. 72 


B  3. 
IMPROVEMENT  OF  POWOW  RIVER,  MASSACHUSETTS. 

Powow  River  is  a  tributary  of  the  Merrimac  River,  which  it  joins 
from  the  north  abont  3J  miles  above  Newburyport. 

The  tide  enters  the  river  a  distance  of  about  9,600  feet,  following  the 
channel,  or  to  a  dam  just  above  the  town  of  Amesbury,  Mass. 

The  i)resent  channel  is  narrow,  exceedingly  crooked,  and  is  not  navi- 
gable at  low  water.  The  mean  range  of  the  tide  at  the  mouth  of  the 
river  is  6.7  feet. 

The  project  for  the  improvement  of  the  river  was  proposed  January 
24,  1885.  It  was  based  on  the  survey  provided  for  in  the  act  of  July  5, 
1884. 

This  project  proposed  to  make  a  channel  9,600  feet  long,  60  feet  wide 
on  the  bottom,  and  12  feet  deep  at  mean  high  water,  at  an  estimated 
cost  of  $77,000. 

Three  appropriations  have  been  made  for  this  improvement,  viz,  by 
the  act  of  August  11, 1888,  which  appropriated  83,000  for  dredging, 
provided  that  this  sum  shall  not  be  expended  until  the  towns  of  Ames- 
bury  and  Salisbury,  or  either  of  them,  shall  have  caused  such  a  draw 
to  be  placed  in  the  present  bridge  over  said  river  as  may  be  approved 
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by  tlio  Secretary  of  War;  by  the  act  of  September  19, 1890,  $5,000, 
with  a  similar  iiroviso;  and  by  act  of  July  13,  1892,  $4,000. 

On  April  10, 1889,  the  Secretary  of  War  api)roved  the  plan  of  the 
proposed  bridge.  Oa  May  11, 1892,  the  chairman  of  the  selectmen  of 
the  town  of  Amesbury,  Mass.,  stated  that  the  bridge  over  the  Powow 
River  had  been  reconstructed  in  accordance  with  the  approved  plans. 

The  available  funds  are  insufficient  to  afford  any  appreciable  benefit 
to  commerce  by  their  expenditure,  and  they  will  be  retained  in  the 
Treasury  until  additional  ixinds  are  provided. 

To  complete  this  improvement  will  require  an  appropriation  of  $05,000. 
Of  this  amount  $30,000  could  be  expended  to  advantage  during  the 
fiscal  year  ending  June  30,  1896. 

This  work  is  located  in  the  coUection  district  of  Newbury  port,  Mass.,  of  which 
Newburyport  is  the  nearest  port  of  entry.  The  nearest  light-houses  are  the  New- 
bury port  Upper  Harbor  lights. 

Ko  increase  in  the  tonnage  of  the  river  is  apparent,  and  no  new  lines 
of  water  transportation  have  been  established. 

Commercial  statistics  are  included  in  the  statement  for  Newburyport 
Harbor. 

Money  statement 

July  1,  1893,  balance  unexpended $12,000.00 

July  1,  1894,  balance  unexpended 12,000.00 

i  Amount  (estimated)  required  for  completion  of  existing  project 65, 000. 00 
Amountthat  can  be  protitablyexpended  in  fiscal  year  ending  June  30, 1896    30,  000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 


B  4, 

IMPROVEMENT    OF    IPSWICH    RIVER,    MASSACHUSETTS. 

Ipswich  Kiver  empties  into  Plum  Island  Sound  9  miles  south  of 
Newburyport,  Mass.,  and  at  the  same  distance .  west  of  Cape  Ann. 
The  head  of  navigation  is  3  miles  above  the  mouth. 

The  entrance  of  Plum  Island  Sound  is  7  miles  east  of  the  mouth  of 
the  river.  Six  feet  depth  at  mean  low  water  can  be  carried  over  the 
bar  at  the  entrance  to  the  sound,  and  between  the  bar  and  the  mouth 
of  the  river  there  is  a  good  anchorage,  with  from  3  to  5  fathoms  of 
water. 

Before  improvement  the  channel  of  the  river  from  its  mouth  to  Bar- 
ras  Turn,  a  distance  of  2  miles,  was  at  least  60  feet  wide  and  4  feet 
deep  at  in«»an  low  water.  From  Barras  Turn  to  the  town  wharves,  a 
distance  of  1  mile,  the  channel  was  narrow  and  crooked,  and  had  at 
some  places  but  IJ  feet  depth  at  mean  low  water.  The  rise  or  fall  of 
the  tide  is  8.4  feet. 

The  original  project  for  improvement  was  submitted  December  6, 
1875.  It  proposed  a  channel  GO  feet  wide  and  4  feet  deep  at  mean  low 
water  from  Barras  Turn  to  the  town  wharves,  at  an  estimated  cost  of 
$25,000. 

On  ^November  6, 1883,  the  project  was  divided  into  three  partial  pro- 
jects: 

1.  The  removal  of  the  ledges  at  Ileards  Point  and  opposite  Fabbys 
Point  to  a  depth  of  2  feet  at  mean  low  water,  to  open  a  navigable  chan- 
nel of  that  depth,  at  a  cost  of  $15,900. 
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2.  To  dredge  the  slioals  at  Labor  in  Vaiu  and  The  Shoals  so  as  to 
open  a  channel  4  feet  deep  at  mean  low  water  and  60  feet  wide,  at  a 
cost  of  $2,200. 

3.  To  straighten  the  channel  by  making  a  cnt  across  Barras  Turn 
and  to  bnild  a  jetty  to  close  the  old  channel,  at  a  cost  of  $6,900. 

In  the  Annual  Report  of  1887,  it  was  recommended  that  the  general 
project  be  modified  by  limiting  the  present  improvement  to  opening  a 
channel  GO  feet  wide  and  4  feet  deep  through  The  Shoals  and  Labor  in 
Vain,  and  extending  it  to  the  deep  hole  opposite  the  town  wharves. 

A  chart  showing  this  limited  project  was  published  in  the  Report  of 
the  Chief  of  Engineers  for  1887. 

The  amount  which  has  been  appropriated  for  this  work  to  date  is 
$7,500. 

The  amonnt  expended  to  June  30, 1893,  was  $2,556.29. 

On  June  30, 1893,  a  channel  had  been  dredged  4  feet  deep  at  mean 
low  water,  60  feet  wide  at  Labor  in  Vain,  and  40  feet  wide  at  The 
Shoals;  and  a  contract  was  in  force  with  Mr.  Edgar  P.  Lovering,  of 
South  Boston,  Mass.,  to  remove  6,000  cubic  yards  by  dredging,  and 
thus  complete  the  limited  project. 

Operations  under  this  contract  were  commenced  during  the  latter 
part  of  June,  1894,  and  as  but  1,506  cubic  yards  were  dredged  during 
the  Ascal  year,  the  condition  of  the  improvement  at  the  date  of  this 
reiK)rt  is  essentially  the  same  as  on  June  30, 1893. 

To  com])lete  the  original  project  would  require  an  appropriation  of 
$17,500,  but  the  present  proposed  partial  project,  it  is  believed,  will 
fully  meet  all  the  reasonable  demands  of  the  commerce  of  the  river, 
and  the  available  funds  will  suffice  for  this  purpose. 

^  Ipswich  River  is  in  the  collection  district  of  Newburyport,  Mass.  Tlio  nearest 
lignt-Iionse  is  the  Ipswich  Light  on  Castle  Neck,  about  1^  miles  southeast  from  the 
month  of  the  river. 

Commercial  statistics  are  included  in  the  statement  for  Newbury- 
port  Harbor.    .  • 

No  increase  in  the  tonnage  of  the  river  is  apparent  and  no  new  lines 
of  water  transportation  have  been  established. 

The  dates  and  amounts  of  appropriations  for  this  work  are: 

By  act  of— 

Augusts,  1886... $2,500 

August  11,  1888 2,500 

July  13,  1892 2,500 

Total 7,500 

Money  statement, 

July  1,  1893,  balance  unexpended $4,943.71 

June  30,  1894,  amount  expended  during  fiscal  year 81. 30 

July  1,  1894,  balance  unexpended 4, 862. 41 

July  1,  1894,  outstanding  liabilities $527.10 

July  1,  1894,  amount  covered  by  uncompleted  contracts 1, 572. 90 

2, 100. 00 

July  1,  1894,  balance  available 2,762.41 
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B5. 

IMPROVEMENT  OF  ESSEX  RIVER,  MASSACHUSETTS. 

Essex  River  winds  between  marshy  banks  for  3 J  miles  fron*  the  head 
of  navigation,  at  the  village  of  Essex,  to  its  mouth,  which  forms  a 
harbor  of  refuge  for  light-draft  vessels,  about  3  miles  to  the  southeast- 
ward of  the  entrance  to  Ipawich  River,  Massachusetts. 

The  channel  of  the  river  is  crooked  and  obstructed  by  sand  bars  and 
bowlders. 

The  project  for  its  improvement  was  submitted  May  15, 1891.  It 
proposed  to  widen  and  deepen  the  upper  12,000  feet  of  the  natural 
channel  of  the  river,  so  that  4  feet  at  mean  low  water  could  be  carried 
to  the  head  of  navigation  in  a  channel  60  feet  wide  at  a  cost,  as  esti- 
mated, of  $25,000. 

But  one  appropriation  has  been  made  for  this  work,  viz,  by  the  act 
of  July  13,  1892,  $5,000. 

The  available  funds  are  insufficient  to  aflTord  any  appreciable  benefit 
to  commerce  by  their  expenditure,  and  they  will  be  retained  in  the 
Treasury  until  additional  fuuds  are  provided. 

No  operations  were  in  progress  during  the  year,  and  at  the  date  of 
this  report  the  original  condition  of  the  river  is  unaltered. 

To  complete  the  improvement  will  require  an  appropriation  of  $20,000. 
all  of  which  could  be  expended  to  advantage  during  the  fiscal  year 
ending  June  30,  189G. 

Essex  River  is  in  the  collection  district  of  Gloucester,  Mass.,  of  which  Gloucester 
is  the  port  of  entry.  The  uearest  light-house  is  Annisquam  Light,  2  miles  east  of  the 
month  of  the  river. 

Commercial  statistics  are  included  in  the  statement  for  Gloucester 
Harbor,  Masschusetts. 

Money  statement, 

July  1,  1893,  balance  unexpended* $5,000.00 

July  1,  1894,  balance  unexpended 5, 000. 00 

{Amount  (estimated)  required  for  completion  of  existing  project 20, 000. 00 
Amount  that  can  be  profitably' expended  in  iiscal  year  en  ding  June  SO,  1896    20, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 


B  6. 

HARBOR  OF  REFUGE,  SANDY  BAY,  CAPE  ANN,  MASSACHUSETTS. 

Sandy  Bay  is  situated  at  the  northeastern  extremity  of  the  promon 
tory  of  Cape  Ann,  which  forms  the  northern  limit  of  Massachusetts  Bay. 
Its  shore  lines  form  a  little  less  than  a  right  aogle,  and  their  directions 
are  nearly  north  and  south  and  east  and  west.  The  rocky  island  of 
Straitsmouth  forms  the  eastern  extremity  of  one  shore  line,  and  the 
steep  headland  of  Andrews  Point  the  northern  end  of  the  other.  Fol- 
lowing the  line  of  the  proposed  breakwater  the  bay  is  2f  miles  wide,  and 
has  a  depth  of  2  miles,  approximately. 

The  bay  on  the  land  side  is  perfectly  protected  by  steep,  high  hills, 
but  it  fronts  the  northeast  and  is  open  to  the  full  force  of  the  violent 
northerly  and  easterly  gales  of  this  coast. 
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The  great  seas  of  the  ocean  are  broken,  liowever,  iu  a  degree  by  the 
sunken  rocky  ledges  called  Averys  Ledge,  the  Dry  and  Little  Salvages, 
the  Flat  Ground,  and  Abuers  Ledge,  which  are  directly  at  the  mouth 
of  the  bay.  Inside  these  entrance  ledges  the  bay  is  entirely  unob- 
structed, and  has  an  average  depth  of  60  feet  at  mean  low  water. 

A  plan  of  the  bay  showing  the  proposed  breakwater  was  published 
in  the  Annual  lieport  of  the  Chief  of  Engineers  for  1892,  p.  5G4. 

The  original  project  for  improvement  was  submitted  in  1884.  It  pro 
posed  a  continuous  breakwater  9,000  feet  long,  divided  into  two  branches ; 
one  starts  at  Averys  Ledge  and  runs  in  a  direction  a  little  west  of 
north  to  Abners  Ledge,  a  distance  of  3,600  feet;  the  other  extends 
5,420  feet  from  Abners  Ledge  in  a  northwesterly  direction  and  termi- 
nates at  the  84-foot  contoiur  off  Andrews  Poiut. 

The  axis  of  the  proposed  breakwater  is  approximately  at  the  inner 
edge  of  the  ledges,  at  the  entrance  of  the  bay,  and  about  1  mile  inside 
the  Salvages  and  Flat  Ground,  which  receive  the  first  shock  of  easterly 
Btorm  waves. . 

The  southern  entrance  to  the  proposed  harbor  lies  betweei*  Straits- 
mouth  Island  and  Averys  Ledge,  and  is  to  be  1,800  feet  wide  and  at 
least  30  feet  deep.  The  northern  entrance  near  Andrews  Point  is  2,700 
feet  wide  and  80  feet  deep.  They  are  so  located  with  reference  to  each 
other  that  vessels  can  enter  and  leave  the  harbor  with  any  wind. 

The  harbor  formed  by  the  breakwater  covers  an  anchorage  of  1,377 
acres,  in  which  the  depth  exceeds  24  feet  at  mean  low  tide. 

The  original  project  proposed  to  build  the  substructure  of  the  break- 
water to  the  level  of  22  feet  below  mean  low  water  of  a  mound  of  rub- 
blestone,  40  feet  wide  on  top. 

On  March  2, 1892,  the  project  was  modified  to  include  the  entire 
breakwater  by  a  report  of  the  special  board  of  engineers  constituted 
for  that  purpose. 

This  project  was  approved  March  17,  1892,  and  it  proposes  to  con- 
struct the  entire  breakwater  of  rubbles  tone  with  the  following  section: 
On  the  sea  side,  from  the  bottom  to  15  feet  below  mean  low  water,  a 
slope  of  1  on  l^j  thence  to  mean  low  water,  1  on  3^  thence  to  18  feet 
above  mean  low  water,  1  on  1;  the  width  on  the  crest,  20  feet^  and  the 
rear  slope,  1  on  -^^^  to  mean  low  water;  thence  to  the  bottom,  1  on  1. 

The  axis  of  the  eastern  branch  of  the  breakwater  is  indicated  by  an 
iron  spindle  on  Averys  Ledge  when  in  range  with  the  south  light-house 
on  Thatchers  Island.  Cross  ranges  are  established  by  iron  pipes  let 
into  the  rocks  on  Dry  and  Little  Salvages,  which  mark  points  at  inter- 
vals of  100  feet  from  the  spindle  (initial  point)  on  Averys  Ledge.  The 
axis  of  the  north  branch  is  cross  range  3640. 

The  estimated  cost  of  the  improvement  is  $5,000,000,  to  which  must 
b3  added  $2,500,000  for  buoyage,  lighting,  and  defense  of  the  harbor. 

These  estimates  are  based  upon  consecutive  annual  appropriations  of 
not  less  than  10  per  cent  of  the  original  estimates  of  cost.  Should 
operations  be  suspended  at  any  time  from  want  of  funds,  or  annual 
approi)riations  be  reduced  to  small  sums  for  a  series  of  years,  the 
expense  for  the  final  construction  will  be  proportionally  increased. 

The  total  appropriations  to  date  ai'e  $600,000. 

The  expenditures,  not  including  outstanding  liabilities,  to  June  30, 
1893,  were  $470,485.08. 

On  June  30,  1893,  591,797  tons  of  stone  had  been  deposited  in  the 
breakwater.  Of  this  amount  591,073  tons  were  small  stone  (less  than 
4  tons  weight)  deposited  below  low  water,  and  724  tons  were  large 
stone  (averaging  6  tons  weight)  and  deposited  above  low  water.  Four 
thousand  six  hundred  feet  of  the  breakwater,  between  cross  ranges  140 
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and  4740,  were  to  a  grade  22  feet  below  meau  low  water;  200  feet, 
between  cross  ranges  3640  and  3440,  were  to  the  grade  of  mean  low 
water,  and  50  feet  of  the  breakwater,  between  cross  ranges  3540  and 
3490,  were  completed. 

Operations  were  in  progress  under  a  contract  with  the  Kockport  and 
Pigeon  Hill  Granite  companies  to  deposit  14,000  tons  of  large  stone 
and  120,000  tons  of  small  stone  in  the  breakwater. 

During  the  fiscal  year  70,755  tons  of  small  stone  and  9,224  tons  of 
large  stone  were  deposited  between  cross  ranges  3640  and  2940;  the 
breakwater  was  completed  between  cross  ranges  3540  and  3040  and 
brought  to  the  grade  of  mean  low  water  between  3640  and  2940. 

Two  hundred  feet  of  the  breakwater  were  completed  at  the  close  of 
the  working  season  1893  and  exposed  to  the  unusually  severe  storms 
of  the  winter  1893-'94.  The  only  effect  noticed  as  produced  by  these 
storms  was  a  settling  of  the  large  stone  an  average  of  2  feet  on  the 
southern  half  of  the  completed  portion  of  the  breakwater.  This  would 
seem  to  indicate  that  one  or  more  seasons  should  be  allowed  to  elapse 
after  the  breakwater  is  brought  to  the  grade  of  mean  low  water  before 
the  large  stone  forming  the  superstructure  are  put  in  i>lace. 

The  total  number  of  tons  of  stone  placed  in  the  breakwater  to  date 
is  671,776  tons,  of  which  9,948  tons  were  large  and  661,828  tons  small. 

To  complete  the  project  will  cost  $4,400,000. 

During  the  fiscal  year  ending  June  30,  1896,  $500,000  could  be 
expended  to  advantage. 

The  pifospective  benefits  to  commerce  and  navigation  by  the  con- 
struction of  this  harbor  of  refuge  are  increased  safety  to  life  and  prop- 
erty and  a  consequent  reduction  in  freight  and  insurance. 

Saudy  Bay  is  situated  in  the  coUectioii  district  of  Gloucester,  Mass.,  of  whicli 
Gloucester  is  the  port  of  entry.  The  nearest  light-house  is  Straitsmouth  Light,  at 
the  southern  entrance  of  the  hay. 

The  accompanying  commercial  statistics  for  the  fiscal  year  ending 
June  30, 1894,  have  been  furnished  by  Mr.  Charles  S.  Eogers,  of  Rock- 
port,  Mass. 

The  dates  and  amounts  of  the  appropriations  for  this  work  are  as 
follows: 

Act  of— 

July  5,  1884 $100,000 

Augusts,  1886 100,000 

August  11, 1888 - 100,000 

Soptemher  19,  1890 150,000 

July  13,  1892 150,000 

Total 600,000 

Money  state^nent 

July  1,  1893,  balance  unexpended $123,514.92 

Juno  30,  1894,  amount  expended  during  fiscal  year 81, 810. 38 

July  1,  1894,  balance  unexpended 41, 701. 54 

July  1,  1894,  outstanding  liabilities $20,  769. 34 

July  1.  1894,  amount  covered  by  uncompleted  contracts 10,  425. 50 

31, 194. 84 


July  1,  1894,  balance  available 10,509.70 


Amount  (estimated)  required  for  completion  of  existing  project  .....  4, 400, 000.  00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June 

30,  1896 500,000.00 

Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 

hnrbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  MarcU3, 1893. 
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Articles. 

1892. 

1893. 

1894. 

Shippwl: 

vStoiio 

Becuived: 

Coal 

Wood 

Lniii  ber 

Piah    

tons.. 

tons.. 

cords . . 

feet.. 

pounds.. 

199,191 

8.153 

160 

300,000 

3, 115, 000 

1,000 

20,000 

1,000 

8,000 

4,000 

1,200 

170, 000 

8,126 

490 

250, 000 

2, 340, 000 

271, 030 

8,000 

200 

325.000 

2,  900,  OJO 

900 

Mackerel 

Wrrels.. 

pounds.. 

harrels.. 

gallons.. 

do.... 

hogsheads.. 

Fish  sounds    

260.  000 

Lobsters 

Cod  oil 

Medicine  oil 

Salt 

600 
7,200 
4,700 
1,000 

9J0 
9.000 
4,500 

600 

B7. 

IMPROVEMENT  OF  HARBOR  AT  GLOUCESTER,  MASSACHUSETTS. 

This  is  the  most  important  harbor  between  Boston  and  Portland,  and 
is  the  principal  resort  for  all  New  England  fishing  vessels.  It  is  situ- 
ated at  the  southeastern  extremity  of  Cape  Ann,  20  miles  northeast 
from  Boston.  It  is  easily  entered  when  the  dangerous  storms  of  this 
coast  occur,  an<l  provides  a  secure,  ample  shelter  for  all  classes  of  ves- 
sels, except  from  south  winds,  and  from  these  a  moderate  extent  of 
protected  anchorage  is  afforded  in  the  inner  harbor. 

It  contains  in  the  outer  roadstead,  the  inner  harbor,  and  in  the  inner 
channel  connecting  them  sufficient  deep  water  for  the  most  liberal 
demands  of  commerce,  but  the  inner  harbor  and  channel  are  obstructed 
by  bowlders,  ledges,  and  shoals  dangerous  and  inconvenient  to  ship- 
ping, and  the  outer  harbor  or  roadstead  is  open  to  the  action  of  all 
southerly  winds. 

A  plan  of  the  harbor  was  published  in  the  Annual  Report  of  the 
Chief  of  Engineers  for  1887,  p.  506. 

The  first  project  formed  for  improvement  was  submitted  January  20, 
1871,  and  was  based  on  the  survey  provided  for  by  the  act  of  July  11, 
1870.  (Report  of  Chief  of  Engineers,  1871,  p.  869.)  This  proj^ect  pro- 
posed the  removal  of  certain  bowlders  from  the  inner  harbor  at  a  cost, 
as  estimated,  of  $10,606.20,  and  the  construction  of  a  breakwater  from 
Eastern  Point  over  Dog  Bar  to  Round  Rock  Shoal,  at  an  estimated  cost 
of  $494,148.66. 

On  November  10, 1884,  Maj.  C.  W.  Raymond,  Corps  of  Engineers, 
by  order  of  the  special  board  of  engineers  that  was  considering  the 
subject  of  the  Sandy  Bay  Breakwater,  submitted  a  project  for  two 
breakwaters  at  the  entrance  of  Gloucester  Harbor,  one  to  cost  $752,000 
on  essentially  the  same  site  as  that  proposed  in  1871,  and  a  supple- 
mentary one  through  Normans  Woe  Rock  to  cost  $607,000. 

This  project  and  estimate  are  published  in  the  Chief  of  Engineers' 
Report  for  1885,  p.  634. 

On  January  20, 1885,  it  was  recommended,  in  accordance  with  act  of 
July  5, 1884,  that  a  survey  of  the  inner  harbor  and  of  the  reef  off  Muscle 
P©int  be  made,  and  that  Babson  Ledge  be  removed  to  21  feet  at  mean  low 
water.  (Reportof  Chief  6f  Engineers,  1885,  p.  541.)  In  the  annual  report 
for  this  harbor  for  1887  a  general  project  for  its  improvement  was  sub- 
mitted, based  on  the  survey  provided  for  by  the  act  approved  August  6, 
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1 886.  (Chief  of  Eiigioeers'  Eeport,  1887,  p.  500.)  This  project  proposed 
to  remove  from  the  inner  harbor  101^  cubic  yards  of  rock  known  to 
oxist,  and  to  dredg:e 2 16,000  cubic  yards,  scow  measurement,  at  an  esti- 
mated cost  of  $65,000;  and  to  construct  the  breakwater  recommended 
in  the  project  of  1884,  that  extends  from  Eastern  Point  to  Eound  liock 
K-ihoal,  at  an  estimated  cost  of  $752,000. 

The  total  appropriations  to  date  are  $80,000. 

The  expenditures  to  June  30,  1893,  were  $36,721.50. 

The  condition  of  the  improvement  on  June  30, 1893,  was  as  follows: 

Clam  Koek  had  been  reduced  from  1  foot  to  9^  feet  at  mean  low 
water;  Pinnacle  Rock  from  8 J  to  16.J  feet,  mean  low  water;  rock  off 
l^ew's  Wliarf  from  2  to  5  feet,  mean  low  water;  rocks  off  J.  Friend's 
AVharf  from  13  to  17  feet,  mean  low  water.  All  of  the  above  rocks  were 
1  educed  to  the  level  of  the  surrounding  bottom.  Babsons  Ledge  had 
Leen  reduced  from  11  to  14  feet,  mean  low  water. 

No  work  had  been  done  on  the  breakwater.  Two  channels  had  been 
dredged  in  Harbor  Cove,  approximately  parallel  to  the  heads  of  the 
wharves;  the  east  channel  was  550  feet  long;  the  west,  1,000  feet  long; 
both  were  140  feet  wide,  10  feet  deep  at  mean  low  water,  except  over  a 
small  ledge  uncovered  by  the  dredging  off  Parmenter's  Wharf.  The 
main  harbor  had  been  improved  as  projected  from  its  entrance  near 
Fort  Point  to  the  steambojit  wharf,  so  that  15  feet  depth  at  mean  low 
water  could  be  carried,  except  over  4  small  ledges  uncovered  by  the 
dredging  near  the  Halibut  Company  Wharf. 

On  June  30, 1893,  operations  were  in  progress  under  a  contract  with 
the  National  Dredging  Company,  of  Wilmington,  Del. 

Work  under  this  contract  was  continued  until  the  latter  part  of 
September,  1893,  when  all  of  the  dredging  proposed  by  the  project  was 
completed. 

The  ledges  uncovered  by  the  dredging  were  surveyed  and  were  found 
to  contain  549  cubic  yards  above  the  grade  of  the  projected  improve- 
ment. 

On  January  22,  1894,  sealed  proposals  were  invited  by  imblic  adver- 
tisement for  the  removal  of  these  ledges.  An  abstract  of  the  bids 
received  will  be  found  in  the  annexed  table. 

On  March  6, 1894,  a  contract  was  entered  into  with  Messrs;  Town- 
send  &  Johnston,  of  Somers  Point,  N.  J.,  to  remove  549  cubic  yards  of 
ledge,  at  $9.86  per  cubic  yard. 

Operations  under  this  contract  were  commenced  in  April,  1894,  and 
at  the  close  of  the  fiscal  year  386  cubic  yards  had  been  removed. 

At  the  date  of  this  report  all  of  the  proposed  dredging  has  been 
done,  and  the  removal  of  the  ledges  uncovered  by  this  dredging  is 
under  way.    Nothing  has  been  done  on  the  breakwater. 

To  complete  the  improvement  will  require  an  appropriation  of 
$752,000,  of  which  $250,000  could  be  expended  to  advantage  during  the 
year  ending  June  30,  1896. 

The  prospective  advantages  to  commerce  by  the  completion  of  the 
improvement  are  a  more  safe  anchorage  for  vessels  seeking  protection 
from  southerly  gales. 

(iloucester  Harbor  is  in  the  coUection  district  of  Gloucester,  Mass.,  of  which  Glou- 
cester is  the  port  of  entry. 

The  nearest  light-houses  are  Ten  Pound  Island  Light,  in  the  harbor,  and  Eastern 
Point  Light,  at  its  entrance. 

The  accompanying  commercial  statistics  for  the  fiscal  year  have  been 
furnished  by  the  collector  of  customs  at  Gloucester,  Mass. 
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The  date8  and  amounts  of  the  appropriations  for  this  work  are  as 
follows : 

Act  of— 

June  10,  1872 $10,000 

Augusts,  1886 5,000 

August  11,  1888 10,000 

September  19,  1890 15,000 

July  13,  1892 40,000 

Total 80,000 

Money  statement, 

July  1,  1893,  balance  unexpended $43,  278. 50 

June  30,  1894,  amount  expended  during  fiscal  year 22,  921.  63 

July  1,  1894,  balance  unexpended 20, 356. 87 

July  1,  1894,  outstanding  liabilities $2,297.38 

July  1,  1894,  amount  covered  by  uncompleted  contracts 1, 607. 18 

3, 904. 56 

July  1,  1894,  balance  available 16.452.31 

r  Amount  (estimated)  required  for  completion  of  existing  project 752, 000. 00 

I  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896  250, 000. 00 
I  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
V    harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


Abstract  of  proposals  for  removal  of  ledges  from   Gloucester  Harbor,   Massachusetts^ 
opened  February  23,  1894,  by  Lieut.  Col.  S,  M,  Mansfield,  Corps  of  Engineers, 


No. 

Name  and  address  of  bidder. 

Price  bid 
per  cubio 

yard, 

measured 

in  titu. 

Total. 

Kemarks. 

1 

Geo.  W.  Townsend,  Doston.  Mass 

1 
$15.04       M  7R1   ^ 

2 
8 

Herbert  H.  Stur^is,  Bonny  Eacle,  Me. ;  Solon  S.  Andrews, 

Gorhani,  Me.,  and  Thos.  Liddle,  East  Boston,  Mass. 
Hiram  W.  Phillips.  Quincy  Point,  Mass 

12.45 

21.45 
0.86 

12.80 

14.37 

6, 835. 00 
11, 226. 05 

4 
6 

Enoch  Townsend  and  Cbae.  W.  Johnston,  Somers  Point, 

N.J. 
Bobert  H.  Rogers  and  John  J.  Fit^patrick,  Plattsburg, 

N.  1 . 
John  Austin,  Philadelphia,  Pa 

5,413.14     Lowest  bid. 

7.027.20 

7  8fi0. 13  ' 

7 

Thomas Svmonds.  Manchester.  Ma^s.  .,....t.t-. .-,.r 

17.50  I       0.607.50  1 

The  contract  was  awarded  to  Messrs.  Townsend  and  Johnston,  with  the  approval 
of  the  Chief  of  Engineers. 


COMMERCIAL  STATISTICS. 

Amount  of  revenue  collected,  1892, j  1893,  $9,083;  1894,  $4,204. 


Shipping. 


1802. 


Bntrancefl:  No. 

Foniffn 213 

DoiitfHtic ■  25 

Clearances : 

Forciffn ;  189 

Domestic 77 


Tons, 
43.  460 
2,700 

25. 700 
17.110 


Xo,  I 

153 

0 


Tom*.  I 

22.  135  I 

1.400  I 


145      18.021 
63  j     0,734 


No. 
153 
20 

143 


Tom. 
22. 140 
3, 52i 

18. 160 
12,243 


Digitized  by  VjOOQIC 


542  REPORT   OF   THE    CHIEF    OF   ENGINEERS,  U.  S.  ARMY. 

COMME liCiAL  STATISTICS— continued. 


Imported. 

1892. 

1893. 

1894. 

Coal           .                           

Ton*. 
37,200 

Tons. 
*  30, 000 

TonM. 

52,000 
200 

Iron 

Salt 

33,000 

200 

8,500 

16,000 

1 288, 000 

500 

26,583 
100 

Lumber 

Miscollaueous 

2.500 

^  From  coastwise  ports. 


tFeet. 


All  classes  of  vessels  frequent  the  harbor,  from  5  to  1,500  tons.     Greatest  draft  24 
feet. 


B8. 

IMPROVEMENT  OF  HARBOR  AT  MANCHESTER,  MASSACHUSETTS. 

Manchester  Harbor  is  situated  about  5J  miles  northeastward  from 
the  entrance  of  Salem  Harbor,  Massachusetts. 

A  <?hart  of  the  harbor  was  published  in  the  Annual  Eeport  of  the 
Chief  of  Engineers  for  1888,  part  1,  p.  466. 

The  outer  sheltered  roadstead  contains  approximately  300  acres,  with 
5  fathoms  of  water. 

The  entrance  channel  from  the  roadstead  to  Proctors  Point  is  every- 
where at  least  100  feet  wide,  and  OJ  feet  deep  at  mean  low  water,  and 
is  ^raobstructed. 

At  the  Narrows,  distant  1,400  feet  inside  of  Proctors  Point,  the 
depth  in  the  channel  was  reduced  to  IJ  feet  at  mean  low  water;  thence 
to  the  town  wharves,  a  farther  distance  of  2,500  feet,  no  low-water 
channel  originally  existed.  Near  the  town  wharves  the  channel  is 
crossed  by  the  Boston  and  Maine  Kailroad  (eastern  division)  on  a 
bridge  which  has  a  draw  opening  28  feet  wide. 

The  original  project  for  the  improvement  of  this  harbor  was  sub- 
mitted November  28, 1887.  It  was  based  on  a  survey  provided  for  in 
the  river  and  harbor  act  of  August  5, 1886.  It  proposed  to  dredge  a 
channel  60  feet  wide,  4,000  feet  long,  and  4  feet  deep  at  mean  low  water 
from  Proctor's  Point  to  the  town  wharves,  at  an  estimated  cost  of 
$14,300. 

The  total  appropriations  for  this  improvement  to  date  have  been : 

By  the  act  of — 

August  11,  1888 $2,500 

September  19,1890 5,000 

July  13, 1892 6,800 

Total 14,800 

The  expenditures  to  June  30, 1893,  were  $7,155.93,  and  the  improved 
channel  was  35  feet  wide,  4  feet  deep  at  mean  low  water  from  Proctors 
Point  to  the  railroad  bridge,  a  distance  of  2,900  feet.  A  contract  dated 
September  17, 1892,  was  in  force  with  Mr.  Edgar  P.  Levering,  of  South 
Boston,  Mass.,  to  dredge  22,222  cubic  yards,  and  thus  complete  the 
improvement. 

Operations  under  this  contract  were  commenced  in  October,  1893, 
and  were  satisfactorily  completed  in  April,  1894. 

At  the  date  of  this  report  the  improved  channel  is  60  feet  wide  and 
4  feet  deep  at  mean  low  water  from  Proctors  Point  to  the  town  wharf; 
opposite  the  town  wharf  it  is  80  feet  wide. 
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Manchester  Harbor  is  in  the  collection  district  of  Gloucester,  Mass.,  of  which 
Gloucester  is  the  port  of  entry ;  the  nearest  light-house  is  on  Bakers  Island,  2^  miles 
firom  Proctors  Point. 

The  existing  commerce  is  nominal,  and  commercial  statistics  are 
included  in  the  statement  for  Gloucester  Harbor,  Massachusetts. 

Money  statement, 

July  1, 1893,  balance  unexpended $7, 144. 07 

Jnne  30, 18fl4,  amount  expended  during  fiscal  year 6,483.36 

July  1, 1894,  balance  unexpended 660. 71 


Bg. 

IMPROVEMENT  OF  HARBOR  AT  SALEM,  MASSACHUSETTS. 

Salem  Harbor  is  12  miles  to  the  northward  of  Boston,  Mass.  Fort 
Pickering  Light  marks  its  entrance  between  Winter  Island  on  the 
west  and  Naugus  Head  on  the  east.  The  harbor  is  1,750  feet  wide  at 
its  entrance  and  5,500  feet  long  between  the  12-foot  contours  of  opposite 
shores.  It  contains  a  well- sheltered,  entirely  unobstructed  anchorage 
of  about  110  acres  of  a  greater  depth  than  18  feet  mean  low  water. 
In  front  of  the  city  are  extensive  flats,  which  make  long  wharves 
necessary  to  reach  deep  water.  The  principal  wharves  of  the  city  are 
located  on  "South  River,"  a  small  stream  which  formerly  drained  a 
tidal  basin  on  the  southwestern  side  of  the  city.  This  basin  is  liow 
practically  filled  up  by  city  improvements.  The  river  is  3,000  feet  long 
to  the  head  of  navigation  at  South  or  Lafayette  Street  bridge.  It  is 
crossed  by  a  highway  bridge  about  one-fourth  of  a  mile  below  the  head 
of  navigation,  with  a  draw-opening  31 J  feet  wide.  The  width  of  the 
T-iver  varies  from  300  feet  at  its  mouth  to  150  feet  at  the  head  of  navi- 
gation. 

Originally  the  greatest  depth  of  continuous  low-water  channel  was 
0.8  feet.     • 

The  original  project  for  the  improvement  of  the  harbor  was  sub- 
mitted December  1(5, 1872.  It  was  proposed  to  dredge  a  channel  1,730 
feet  long,  300  feet  wide,  8  feet  deep  at  mean  low  water,  at  an  estimated 
cost  of  $32,000.    This  project  was  essentially  completed  1873-^75. 

The  present  project  for  the  improvement  of  the  harbor  was  submitted 
December  1',  1889.  It  was  based  on  a  survey  provided  for  in  the  act 
of  August  11, 1888.    It  proposed  as  follows: 

To  clean  out  the  channel  of  approach  to  South  Eiver  to  the  original 
dimensions  as  dredged  in  1873-'75,  viz,  300  feet  wide  at  the  entrance 
and  150  feet  wide  off  Derby  Wharf  Light,  8  feet  deep  at  mean  low 
water;  to  extend  this  channel  with  the  same  depth,  gradually  reducing 
the  width  to  100  feet  to  near  the  inner  end  of  Derby  Wharf;  and  from 
this  point  to  the  head  of  navigation  to  excavate  a  channel  50  feet  wide 
and  G  feet  deep  at  mean  low  water. 

The  total  length  of  channel  to  be  improved  was  5,100  feet  approxi- 
mately, and  its  excavation  would  require  the  removal  of  85,000  cubic 
yards  of  material,  at  an  estimated  cost  of  $28,000. 

The  total  appropriations  to  date  have  been  $53,000. 

The  expenditures  to  June  30,  1893,  were  $37,801.20. 

On  June  30,  1893,  the  improved  channel  was  50  feet  wide,  8  feet  deep 
to  near  the  inner  end  of  Derby  Wharf,  and  thence  to  the  head  of  navi- 
gation G  feet  deep  at  mean  low  water;  and  a  contract  was  in  force  with 
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Mr.  Augustus  li.  Wright,  of  Portland,  Me.,  dated  September  17, 1892, 
to  remove  by  dredging  40,000  cubic  yards  and  thus  complete  the  project. 
Operations  under  this  contract  were  commenced  in  April,  1894,  and 
it  was  satisfactorily  completed  in  June,  1894.  Fifty-four  thousand  six 
hundred  and  fifty-two  cubic  yards  were  dredged  under  it,  and  at  the 
date  of  this  report  the  project  for  the  improvement  of  the*  harbor  is 
completed. 

Salem  Harbor^  hiohiding  South  River,  Massaclinsesti,  is  iu  the  collection  district  of 
Salem,  Mass.,  of  which  Salem  is  the  port  of  entry.  The  nearest  light-house  is  Derby 
Wharf  Light,  Salem  Harbor.  Massachusetts. 

The  accompanying  commercial  statistics  for  the  fiscal  year  ending 
June  30, 1894,  have  been  furnished  by  the  collector  of  customs  at  Salem^ 
Mass. 

The  dates  and  amounts  of  the  appropriations  for  this  improvement 
are  as  Ibliows : 

Act  of— 

March  3,  1873 $15,000 

June  23,  1874 10,000 

September  19, 1890 14,000 

July  13,1892 14,000 

Total 53,000 

Money  statement. 

July  1,  1893,  balance  unexpended $15, 198. 80 

June  30,  1894,  amount  expended  during  fiscal  year 2, 437. 59 

Julvl,  1894,  balance  unexpended 12,761.21 

July  1,  1894,  outstanding  Uabilities 9,122.44 

July  1,  1894,  balance  available 3,638.77 


COMMERCIAL  STATISTICS. 

Amount  of  revenue  collected  1892,  $3,611.62;  1893,  $2,384.85;  1894,  $2,171.18. 


o  hipping. 


1892. 


Entranced : 

Foreign 

Dometttic f. 

ClearanccH : 

Foreign 

Domestic 


No. 

77 
10 

75 
39 


Tons. 
10, 720 
2,356 

11,123 
5,933 


1893. 


A'o. 

74 

2 


Ton*. 

11,  536 

148 

6.820 
8,303 


1894. 


2fo.  '  Tons. 

80  ,  11,334 

13  I  2,  308 

55  !  10,  915 

68  j  8.667 


Imported. 

1892. 

1893. 

1894. 

Coal        

tonH . . 

3.256 

875.  791 

3,323,000 

575, 000 

1,074 

1,160 

1.000 

4,624 

356,824 
3, 805, 944 
2,  628.  000 
1, 774, 000 

403, 104 

Lumber 

Shingles 

Latlia 

Effgs 

Firewooil  and  bark 

Linio  and  cement 

Railroad  ties 

Dricks 

fet't.. 

number.. 

do.... 

dozen.. 

cords.. 

barrels.. 

number.. 

do... 

4.720,280 

2, 014, 000 

822,200 

752 

29.993 

7,926 

30,000 

6,849 

405 

46,500 

5,904 

80 

733 
7,621 
5,800 
10,000 
3,512 

Stone 

tons . . 

Clajr 

Tiling 

Sand                                  .  .  . 

do.... 

60 

: feet.. 

17,492 

6.194 
861 

Powder           ....            .......... 

cases.. 

Miscellaneous  for  1894:  Four  hundred  and  forty-five  bushels  potatoes;  salt,  2,880 
bushels;  hay,  137  tons;  water  pipe,  24  pieces;  ^aspipe,  243  tons. 
Vessels  of  all  descriptions  drawing  from  9  to  21  feet  frequent  the  harbor. 
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B   lO. 

IMPROVEMENT  OF  HARBOR  AT  LYNN,  MASSACHUSETTS. 

Lynn  Harbor  is  situated  9  miles  northeast  from  Boston.  It  is  approxi- 
mately 1  by  2  miles  in  extent,  of  which  the  greater  part  is  dry  at 
low  tide. 

It  is  protected  on  the  north  and  west  by  the  mainland,  on  the  east 
by  Kahant  Beach,  and  its  entrance,  2  miles  wide,  into  Massachusetts 
Bay,  is  on  the  south  side. 

A  plan  of  the  harbor,  showing  the  projected  improvement,  was  pub- 
lished in  the  Annual  Report  of  the  Chief  of  Engineers  for  1884,  part 
1,  p.   532. 

Before  improvement  three  narrow  and  crooked  channels  of  approach 
to  the  wharves  existed,  in  each  of  which  there  was  about  6  feet  depth 
at  mean  low  water.    The  mean  rise  or  fall  of  the  tide  is  9.3  feet. 

The  western  channel  leads  to  the  Point  pf  Pines  and  the  mouth  of 
the  Saugus  River.  The  main  ship  channel  is  entered  between  White 
and  Lobster  rocks,  and  connects  about 3,600  feet  northward  with  the 
Black  Rock  Channel,  which  is  the  most  eastern,  near  Nahant  Beach. 

The  project  for  improvement  was  adopted  in  1884.  It  provides  for 
the  excavation  of  a  channel  200  feet  wide  and  10  feet  deep  at  mean  low 
water,  from  a  point  near  and  east  of  the  White  Rocks,  to  deep  water 
opposite  Little  Nahant,  a  distance  of  3,610  feet.  This  is  called  the  outer 
improved  channel,  and  is  merely  a  rectification  and  deepening  of  the 
main  ship  channel.  The  combined  main  ship  channel  and  Black  Rock 
channel  are  sufficient  for  the  purposes  of  commerce  for  the  next  2,500 
feet.  Then  commences  the  inner  improved  channel,  which  is  projected 
6,450  feet  long,  200  feet  wide,  and  10  feet  deep  at  mean  low  water.  It 
extends  from  deep  water,  opposite  Sand  Point,  to  the  harbor  commis- 
sioners' line,  and  follows  very  closely  in  direction  the  extension  of  the 
main  ship  and  Black  Rock  channels. 

On  September  24, 1888,  this  project  was  modified.  It  was  then  pro- 
posed to  extend  the  main  ship  channel  400  feet  within  the  harbor  line, 
and  to  excavate  at  its  inner  end  a  basin  500  by  300  feet  in  area,  10  feet 
deep  at  mean  low  water. 

It  is  supposed  that  the  inner  channel  will  need  to  be  dredged  occa- 
sionally to  maintain  its  width  and  dej)th,  but  a  training  wall  about 
6,000  feet  long  is  proposed  to  aid  in  keeping  the  outer  channel  open,  if 
experience  shall  show  it  to  be  necessary.  This  wall  is  to  start  from  the 
shore  at  ''Little  Kahant"  and  is  to  cross  Black  Rock  channel.  Its 
outer  portion  is  to  be  parallel  to  the  outer  improved  channel. 

The  cost  of  the  original  project  was  estimated  to  be  $145,000.  This 
estimate  was  revised  in  1885,  and  then  made  $157,000,  to  provide  for 
an  increased  amount  of  dredging  found  to  be  necessary  during  the 
progress  of  the  work,  to  round  off  the  junctions  of  the  natural  channel 
with  the  dredged  channel,  to  provide  flatter  slopes  to  the  sides  of  the 
cuts  than  was  originally  designed,  and  also  to  provide  funds  for  nec- 
essary surveys  during  the  progress  of  the  work. 

The  modifications ])roposed  September  24, 1888,  were  estimated  to  cost 
$25,000,  which  would  make  the  total  cost  of  the  improvement  $182,000. 

The  total  appropriations  for  this  work  have  been  $101,000. 

The  amount  expended  to  June  30,  1893,  was  $85,752.41. 

On  June  30,  1893,  the  outer  channel  and  the  basin  were  completed  as 

proposed;  the  inner  channel  was  150  feet  wide,  and  operations  were 

in  progress  under  a  contract  with  Messrs.  Boynton  Bros.,  of  Boston, 

Mass.,  to  dredge  40,000  cubic  yards  from  the  western  and  inner  channels. 
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Operations  under  this  contract  were  commenced  in  June,  1893,  and 
finished  in  August,  1893;  39,808  cubic  yards  were  dredged  under  the 
contract,  of  which  18,377  were  removed  from  the  western  channel  and 
the  balance  from  the  inner  channel. 

During  the  month  of  July,  1893,  a  survey  of  the  outer  improv^ed 
channel  was  made,  and  no  essential  change  in  its  condition  was  found. 

At  the  date  of  this  report  the  outer  channel  is  completed;  the  inner 
channel  is  completed  for  500  feet  at  the  southerly  end,  the  balance  is 
150  feet  wide;  the  basin  is  completed;  the  western  or  Saugus  River 
channel  is  4,000  feet  long,  150  feet  wide,  8  feet  deep  at  mean  low  water. 

To  complete  this  improvement  will  require  an  approi)riation  of 
$81,000,  of  which  $20,000  could  be  expended  to  advantage  during  the 
fiscal  year  ending  June  30,  1896,  in  completing  the  proposed  dredging. 

Lynn  is  a  port  of  entry  in  tho  coUection  district  of  Marblebead,  Mass.  The  near* 
est  light-house  is  Egg  Bock  (Nahant)  Light,  3  miles  distant. 

The  accompanying  commercial  statistics  for  the  fiscal  year  ending 
June  30, 1894,  have  been  furnished  by  the  collector  of  customs  at  Mar- 
blehead,  Mass. 

The  date  and  amount  of  appropriations  for  this  work  are  as  follows : 

Act  of— 

August  2,  1882 $60,000 

Augusts,  1886 6,000 

August  11,  1888 10,000 

September  19,  1890 15,000 

July  13,1892 10,000 

Total 101,000 

Money  statement. 

July  1,  1893,  balance  unexpended $15,  247. 59 

Juno  30,  1891,  amount  expended  during  fiscal  year 14, 362. 84 

July  1,  1894,  balance  unexpended 884.75 

Amount  (estimated)  required  for  completion  of  existing  project 81,  000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30,1896   20, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 


COMMURCIAX  STATISTICS. 

Amount  of  revenue  collected,  1892,  $3,545.17;  1893,  $4,755.48;  1894,  $3,124.31. 


Shipping. 


Entrances : 

Foreign . . 

Domes  tdo. 
Clearances : 

Foreign.. 

Domestic 


1892. 


No. 

83 

734 

31 
736 


Tong. 

2,760 

150.000 

3,790 
146,000 


1893. 


Ko. 

42 

1,207 

48 
1,207 


Tont. 

4,030 

245, 213 

5,348 
245.  213 


1894. 


No. 
27 


639 


Ton*. 

2,519 

251,090 

3,406 
251,006 


Imported. 


Coal 

Iron 

Lumber , 

Merchandise. . 
MiaceUaneoiis., 


1802. 


Tont. 
148, 577 
1,447 
"  10, 326, 000 


25,000 


1893. 


Tons. 

139,102 

485 

*5. 911. 000 

1  2, 540, 000 

21,000 


1894. 


Tons. 

119,965 
1.140 

-  3, 523. 000 
J  11.500 
:  14. 590 


*  Feet.  t  Shingles,  laths,  etc.  :  Exported. 

All  classes  of  vessels  frequent  the  barbor,  drawing  from  8  to  18  feet  of  vrater. 
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B   II. 
IMPROVEMENT  OF  HARBOR  AT  WINTHROP,  MASSACHUSETTS. 

This  harbor  is  situated  in  the  northeastern  part  of  Boston  Harbor, 
immediately  westward  of  Winthrop  Head. 

A  chart  of  the  harbor  was  published  in  the  Annual  Keport  of  the 
Chief  of  Engineers  for  the  year  18S8,  part  1,  p.  470. 

The  harbor  contains,  approximately,  350  acres,  all  of  which  is  dry  at 
low  tide  except  a  short,  narrow,  crooked  slough  east  of  Snake  Island. 
The  mean  range  of  the  tide  is  9.4  feet. 

The  nearest  deep-water  channel  of  Boston  Harbor  is  known  as  the 
"Back''  Channel,  and  it  extends  from  Point  Shirley  to  East  Boston. 
It  has  from  9  to  16  feet  depth  at  low  tide.  The  town  wharf  is  distant 
3,900  feet  from  this  "Back  "  Channel. 

The  original  project  for  the  improvement  of  this  harbor  was  sub- 
mitted November  28,  ltS87.  It  was  based  on  the  survey  provided  for 
in  the  act  of  August  5, 1886. 

Th<5  project  proposed  to  excavate  a  straight  channel  3,900  feet  long, 
50  feet  wide,  and  6  feet  deep  at  mean  low  water,  from  the  "Back" 
Channel  to  Rice's  Wharf,  at  an  estimated  cost  of  $17,600. 

For  this  iraprovoment  the  following  appropriations  have  been  made: 

By  act  of— 

August  11, 1888 $1,000 

Soptember  19,  1890 5,000 

July  13,  1892 3,000 

Total 9,000 

The  amount  expended  to  June  30,  1893,  was  $8,974.85,  and  the  pro- 
posed improvement  had  been  completed. 

No  operations  were  in  progress  during  the  year,  and  at  the  date  of 
this  report  the  improved  channel  is  in  good  order. 

Winthrop  Harbor  is  in  tho  collection  district  of  Boston,  Mass.,  of  which  Boston 
is  tho  port  of  entry.     The  nearest  light-house  is  at  Deer  Island  Point. 

Commercial  statistics  are  included  in  the  statement  for  Boston  Har- 
bor. 

Money  statement 

July  1,  1893,  balance  unexpended $25. 15 

June  30,  1894,  amount  expended  during  fiscal  year 8.  36 

June  1,  1894,  balance  unexpended 16. 79 


B    12. 
IMPROVEMENT  OF  MYSTIC  AND  MALDEN  RIVERS,  MASSACHUSETTS. 

These  two  rivers  empty  into  the  inner  harbor  of  Boston,  Mass. 

The  main  river  (Mystic)  extends  from  the  navy-yard  to  the  town  of 
Medford,  a  distance  of  about  4^  miles.  Maiden  Eiver  is  about  2  miles 
long,  from  the  town  of  Maiden  to  its  junction  with  Mystic  River,  about 
3  miles  above  the  navy-yard. 

Originally  Mystic  River  had  no  navigable  low- water  channel.  A 
project  for  its  improvement  was  submitted  May  9, 1891.    It  proposed 
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to  widen  and  deepen  the  natural  channel  of  the  river  so  that  it  should 
be  100  feet  wide  and  6  feet  deep  at  mean  low  water  to  the  first  turn 
above  Denning's  Wliarf,  and  thence  to  the  liead  of  navigation  4  feet 
deep,  with  the  width  gradually  reduced  to  50  feet  at  Oraddock's 
bridge.    The  cost  of  this  improvement  was  estimated  to  be  $25,000. 

Originally  in  Maiden  Eiver  there  was  in  a  narrow  and  exceedingly 
crooked  channel  a  navigable  depth  of  barely  7  feet  at  mean  high 
water.  The  rise  of  the  tide  is  9.8  feet.  The  original  project  for  its 
improvement  was  proposed  December  1,  1880.  It  contemplated  the 
excavation  of  a  channel  100  feet  wide  and  12  feet  deep  at  mean  high 
water  up  to  the  second  drawbridge,  with  two  cutoffs,  one  east  of  the 
island  near  the  junction  of  the  Maiden  and  Mystic  rivers  and  the  other 
through  the  marsh  land,  about  half  a  mile  above,  at  a  cost  of  $35,000. 

This  project  was  modified  in  1882.  It  was  then  proposed  to  make 
the  natural  channel  100  feet  wide  and  12  feet  deep  at  mean  high  water 
to  the  first  bridge,  and  thence  75  feet  wide  to  the  second  bridge,  at  an 
estimated  cost  of  $40,000. 

Ten  thousand  dollars  were  appropriated  for  this  work  by  the  act  of 
August  2, 1882,  and  expended  (1883-'84:)  in  making  the  channel  from 
the  mouth  to  the  drawbridge  in  Maiden,  a  distance  of  IJ  miles,  at 
least  50  feet  wide  (70  feet  at  turns),  12  feet  deep  at  mean  high  water. 

By  the  act  of  July  13, 1892,  $10,000  were  appropriated  for  the  improve- 
ment of  Mystic  and  Maiden  rivers. 

On  July  18,  1892,  it  was  recommended  that  one  half  of  this  amount 
be  retained  in  the  Treasury  for  the  improvement  of  Maiden  Eiver 
(when  additional  funds  are  available),  and  that  the  balance  be  expended 
in  improving  Mystic  Eiver  as  proposed  from  its  mouth  to  Denning's 
Wharf. 

On  August  8,  1892,  an  advertisement  was  issued  calling  for  pro- 
posals for  this  work.  The  lowest  bid  received  (48  cents  per  cubic  yard) 
was  deemed  excessive,  and  it  was  rejected. 

No  operations  were  in  progress  during  the  fiscal  year,  and  at  the 
date  of  this  report  the  original  condition  of  Mystic  Eiver  is  unaltered; 
and  the  improved  channel  of  Maiden  Eiver  is  at  least  50  feet  wide  (70 
feet  at  turns),  12  feet  deep  at  mean  high  water,  to  the  first  bridge  at 
Maiden,  a  distance  of  IJ  miles. 

To  complete  the  improvement  of  Mystic  Eiver  would  require  an 
appropriation  of  $20,000  and  of  Maiden  Eiver  $30,000;  a  total  of 
$50,000;  all  of  which  could  be  expended  to  advantage  during  the 
fiscal  year  ending  June  30,  1896. 

Mystic  and  Maiden  rivers  are  in  the  collection  district  of  Boston,  Mass.,  of  which 
Boston  is  the  port  of  entry.  The  nearest  light-house  is  on  Long  Island,  Boston  Harbor, 
Mass. 

The  dates  and  amounts  of  appropriations  for  this  work  are  as  fol- 
lows: 

For  Maiden  River,  by  act  of  August  2,  1882 $10,000 

For  Mystic  and  Maiden  rivers,  by  act  of  J  uly  13,  1892 10, 000 

Money  statement. 

July  1,  1893,  balance  unexpended $9, 958.  45 

July  1,  1894,  balance  unexpended 9, 958. 45 

{Amount  (estimated)  required  for  completion  of  existing  project 50,000.00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Juno  30, 1896  50, 000. 00 
Submitted  in  compliance  with  rcciuirements  ofsections  2  of  river  and 
harbor  acts  of  1806  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 
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B  13. 
IMPROVEMENT  OF  HARBOR  AT  BOSTON,  MASSACHUSETTS. 

Boston  Harbor  consists  essentially  of  an  inner  and  outer  harbor, 
united  by  a  deep  waterway,  and  each  accessible  from  the  sea  by  a 
distinct  channel,  widening  into  a  deep  and  spacious  roadstead. 

1.  Inner  harbor. — This  harbor  lies  to  the  north  and  westward  of  Long 
Island,  and  has  deep  water  and  good  anchorage  in  the  President  Eoads, 
seaward  of  Lower  Middle  Bar,  and  also  near  the  city,  westward  of 
Upper  Middle  Bar. 

Four  rivers  discharge  their  waters  into  the  basin,  the  Charles,  Mys- 
tic, and  Chelsea  rivers  from  the  north,  and  the  Neponset  from  the 
south.    The  direct  entrance  from  the  sea  is  by  Broad  Sound. 

^.  Outer  harbor. — This  harbor  lies  to  the  southward  of  Long  Island, 
and  has  a  line  anchorage  in  Nantasket  Koads,  as  well  as  in  Hiugham 
Bay,  a  well-sheltered  harbor  southeast  of  Paddocks  Island.  It  con- 
nects with  the, inner  harbor  by  the  main  ship  channel  through  the 
"Narrows,"  and  by  secondary  channels  east  and  west  of  Long  Island. 
It  is  reached  from  the  sea  by  Nantasket  Roads,  which  lie  south  of 
Georges  and  Great  Brewster  islands,  and  is  marked  at  the  sea  entrance 
by  Boston  Light. 

Weymouth  and  Weir  rivers  empty  into  the  outer  harbor. 

Both  the  inner  and  outer  harbors  are  subdivided  into  several  minor 
harbors  and  contain  many  islands,  which  shelter  the  anchorages  from 
winds  and  storm  waves. 

The  range  of  tides  at  the  navy-yard  is  9.8  feet  and  at  the  entrance  to 
the  outer  harbor  9.4  feet.  A  sketch  of  the  harbor  was  printed  in  the 
Annual  Eeport  of  the  Chief  of  Engineers  for  the  year  1888,  page  454. 

The  object  of  the  improvement  is,  first,  to  preserve  the  harbor  by 
protecting  the  islands  and  headlands,  and,  second,  to  improve  it  by 
widening,  deepening,  and  straightening  the  channels. 

The  works  of  preservation  consist  of  sea  walls,  aprons,  jetties,  etc., 
which  protect  the  shores  of  the  islands  and  headlands,  prevent  addi- 
tional wash  into  the  channels,  control  the  tidal  scour,  and  preserve  the 
full  height  of  anchorage  shelter  for  vessels  in  the  roadsteiids. 

The  works  of  improvement  have  been  by  dredging  and  blasting. 

The  total  appropriations  from  1825  to  date  have  been  $2,604,270.10. 

The  total  expenditures  to  June  30,  1893  (excluding  outstanding 
liabilities),  were  $2,264,863.80. 

WORKS  OF  PBESEEVATION. 

Point  AUerton. — This  headland  at  the  southeasterly  entrance  of  the 
harbor  is  protected  by  a  granite  sea  wall  1,202  feet  in  length,  comi)leted 
in  1873.  Its  concrete  Ibundation  for  a  distance  of  1,005  feet  is  protected 
by  an  apron  and  eight  short  jetties  of  granite  and  rubblestone.  No 
work  was  done  on  it  during  the.  fiscal  year. 

Its  condition,  June  30,  1894,  is  as  follows: 

The  wall  is  generally  in  good  order,  although  some  of  its  joints  need 
repointing.  The  bluff  protected  by  this  wall  is  not  fully  covered  from 
storm  action,  and  the  sea  wall  should  be  extended  westward  for  a  dis- 
tance of  at  least  150  feet,  and  the  foundation  of  this  extension  should 
be  protected  with  riprap. 

This  is  estimated  to  cost  $15,000. 

Great  Brewster  Inland. — This  island  is  on  the  north  side  of  the  main 
ship  channel  near  the  entrance.     It  is  protected  by  a  granite  sea  wall 
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2,840  feet  long,  which  was  completed  in  1869.  No  work  was  done  on  it 
during  the  fiscal  year. 

On  June  30, 1894,  the  wall  is  in  fair  order,  but  some  repointing  is 
needed,  for  which  funds  are  available. 

Georges  Island. — Its  northern  and  eastern  shores  are  protected  by  a 
granite  sea  wall  2,150  feet  long.  West  of  this  wall  is  a  riprap  protec- 
tion extending  for  450  feet,  and  south  of  it  another  600  feet  long.  The 
sea  wall  and  southern  riprap  were  built  about  1835.  The  western  rip- 
rap was  built  in  1884-'85. 

No  work  was  done  on  the  wall  or  ripraps  during  the  year,  and  they 
are  in  good  order  at  the  date  of  this  report. 

The  unprotected  western  shore  line  of  the  island,  in  front  of  the  Gov- 
ernment buildings,  has  been  considerably  abraded,  and  it  should  be 
protected  by  a  light  sea  w^all,  1,400  feet  long,  at  a  cost  of  $35,000. 

Lorells  Island. — The  western  shore  of  this  island  is  i)rotected  by  a 
rubblestone  apron  975  feet  long,  built  in  1873,  and  repaired  and  extended 
in  1884;  the  northern  shore  is  covered  by  a  granite  sea  wall  750  feet 
long,  built  in  1843;  and  the  eastern  shore  is  protected  by  a  granite  sea 
wall  800  feet  long,  built  in  1869  and  repaired  in  1879  and  1886,  and  by 
two  rubblestone  aprons,  one  between  the  northern  arid  eastern  sea 
walls,  1,440  feet  long,  and  the  other  south  of  the  east  sea  wall,  1,330 
feet  long. 

No  operations  were  in  progress  during  the  fiscal  year. 

The  condition  of  the  works  on  June  30, 1894,  was  as  follows:  The 
sea  walls  and  the  ripraps  of  the  eastern  shore  were  in  good  order;  the 
western  shore  riprap  was  undermined  in  places  and  had  fallen  down, 
but  it  needed  no  immediate  repairs. 

Gallops  Island, — The  western,  northern,  and  eastern  shores  of  this 
island  are  protected  by  a  granite  sea  wall  2,385  feet  long,  completed  in 
1892,  and  by  a  rubblestone  apron,  completed  in  1884,  3,050  feet  long, 
which  also  covers  part  of  the  foundation  of  the  sea  wall.  No  operations 
were  in  progress  during  the  fiscal  year,  and  at  the  date  of  this  report 
the  works  are  in  good  order. 

Deer  Island, — Three  prominent  bluii's  of  this  island  are  protected  by 
granite  sea  walls,  originally  built  about  1827.  The  north  hejid  wall  is 
1,740  feet  long,  the  middle  head  wall  is  840  feet,  and  the  south  head 
wall  is  380  feet  long.  In  1865  and  1869  these  walls  were  partly  rebuilt, 
and  in  the  weakest  places  were  backed  with  concrete.  They  were  all 
originally  built  dry,  and  from  time  to  time  have  required  repairs. 

Ko  operations  on  these  sea  walls  were  in  progress  during  the  fiscal 
year,  and  they  are  in  good  order  at  the  date  of  this  report. 

Long  Island. — The  north  head  of  this  island  is  protected  by  a  granite 
sea  wall  2,081 1  feet  long,  completed  in  1874.  Part  of  the  foundation 
of  the  wall  and  the  beach  at  both  its  ends  is  protected  by  a  rubble- 
stone apron,  aggregating  1,675  feet.in  length.  This  apron  was  built 
in  1874,  and  extended  in  1884  and  1892-'93. 

No  operations  were  in  progress  during  the  fiscal  year,  and  the  works 
are  in  good  order  at  the  date  of  this  report. 

Rainsjord  Islatid, — The  north  head  of  tbis  island  is  protected  by  a 
dry  granite  sea  wall  1,600  feet  long,  originally  built  about  1840,  and 
extensively  repaired  in  1884--'85.  No  work  was  done  during  the  fiscal 
year,  and  on  June  30,  1894,  the  wall  is  in  good  order. 

Castle  Island, — The  north  and  part  of  the  east  and  west  shores  of 
this  island  are  protected  by  a  dry  granite  seawall  3,300  feet  long,  built 
about  1835.  A  light  riprap  extends  along  the  east  shore  300  feet  from 
the  end  of  the  wall;  this  was  built  in  1865.    No  work  was  done  during 
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the  year  endiDg  Juno  30, 1894,  and  at  that  date  the  riprap  was  ia  good 
order.  The  sea  wall  needed  repairs  on  the  north  face,  a  short  distance 
west  of  the  wharf,  where  the  foandatiou  has  been  undermined  and  the 
wall  has  settled.  About  100  running  feet  of  the  wall  has  been  thus 
injured,  and  this  length  of  the  wall  needs  taking  down  and  rebuilding, 
at  a  cost  of  $1,000. 

Governors  Island, — The  shore  line  of  this  island  has  never  been  pro- 
tected. The  east  and  south  bluffs,  however,  should  be  covered  by  sea 
walls  to  prevent  additional  abrasion,  not  only  to  secure  the  sites  of 
the  batteries  which  occupy  tl;ese  bluffs,  but  also  to  prevent  injury  to 
the  main  ship  channel. 

The  east  bluff  wall  should  be  500  feet  long,  and  is  estimated  to  cost 
$30,000;  the  south  bluff  wall  should  be  1,800  feet  long,  and  will  cost 
$50,000. 

WORKS   OF  IMPROVEMENT. 

The  main  ship  channel. — ^Before  improvement  it  had  a  least  width  of  100 
feet  and  a  least  depth  of  18  feet  at  mean  low  water.  The  original 
project  for  its  improvement  was  submitted  in  1867.  It  proposed  to  dredge 
the  channel  23  feet  deep  at  mean  low  water,  1,000  feet  wide  at  the  upper 
and  lower  middles,  and  685  feet  at  the  Narrows. 

In  1870  the  proposed  width  at  the  Narrows  was  reduced  to  625  feet, 
and  increased  to  1,100  feet  at  the  anchorage  shoal  in  the  inner  harbor. 

In  1887  it  was  proposed  to  straighten  the  passage  through  the  Nar- 
rows by  cutting  off  a  spur  that  projected  from  Lovells  Island,  which 
was  estimated  to  contain  20,000  cubic  yards. 

A  revised  project  for  the  improvement  of  the  main  channel  was  sub- 
mitted August  11, 1892.  It  proposed,  in  accordance  with  the  act  of 
July  13,  1892,  to  widen  and  deepen  the  channel  so  that  it  should 
be  1,000  feet  wide  and  27  feet  deep  at  mean  low  water.  This  revised 
project  was  estimated  to  cost  $1,250,000. 

On  June  30, 1893,  the  main  ship  channel  was  23  feet  deep  at  mean 
low  water,  1,100  feet  wide  west  of  the  upper  middle,  850  feet  wide  at 
the  upper  middle,  1,000  feet  wide  at  the  lower  middle,  and  at  least  625 
feet  wide  elsewhere. 

In  effecting  this  improvement  dredging  or  blasting  was  done  at  the 
following  places: 

At  Nashs  Rock  Shoal^  during  the  years  1876-1878,  365  cubic  yards  of 
ledge  were  removed. 

At  Kelly 8  Rock  and  Shoal,  during  the  years  1869-1879, 222  cubic  yards 
of  ledge  were  removed. 

Toicer^  Goricin,  and  Channel  Rocks  were  removed  during  the  years 
1867-^75  J  they  aggregated  608f  cubic  yards. 

From  the  tcest  end  of  Brewster  Spit,  during  the  years  1874-'76, 1891, 
and  1892, 57,736  cubic  yards  of  sand  and  gravel  were  dredged,  and  95| 
cubic  yards  of  ledge  were  removed. 

At  Lovells  Island,  from  the  southeast  and  southwest  points,  267,294^ 
cubic  yards  were  dredged  during  the  years  1867-77,  and  from  the  spur 
between  these  points  3,430  cubic  yards  were  dredged  in  1888. 

At  CaMle  Island  Bar  and  Shoal,  opposite  the  Lower  Middle,  during 
the  years  1880-'835  36,957  cubic  yards  were  dredged  and  20  tons  of  rock 
were  removed. 

At  the  Lotcer  Middle,  in  1874-'75,  State  and  Palmyra  rocks  were 
removed^  they  aggregated  62  cubic  yards.  In  1887-'89,  71,892  cubic 
yards  were  dredged  from  this  shoal  and  375  cubic  yards  of  ledge  were 
removed. 
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At  the  Upper  Middle,  during  the  years  1870-76,  1880-'93,  626,452^ 
cubic  yards  were  dredged,  and  229  cubic  yards  of  ledge  were  removed. 

At  Anchorage  Shoal,  duriug  the  years  1879-'82,  05,327  cubic  yards 
were  dredged. 

At  Man-of'  War  Shoal,  85,917  cubic  yards  were  dredged  in  the  years 
1878-'80. 

At  Mystic  River  Shoal,  during  the  years  1879-'82,  82,082  cubic  yards 
were  dredged. 

During  the  fiscal  year  operations  were  in  progress  under  the  contract 
of  October  17,  1892,  with  Mr.  Charles  H.  Souther,  of  Boston,  Mass., 
and  Mr.  Augustus  R.  Wright,  of  Portland,  Me.,  to  dredge  600,000 
cubic  yards  from  the  main  ship  channel,  and  302,231  cubic  yards  were 
dredged,  a  total  of  307,897  cubic  yards  removed  under  the  contract. 

The  improved  channel  at  the  date  of  this  report  is  27  feet  deep  at 
mean  low  water,  300  feet  wide  at  the  shoal  east  of  Nashs  Rock,  1,000 
feet  wide  at  the  shoal  west  of  Nashs  Rock,  500  feet  wide  at  the  Centu- 
rion Shoal.  In  the  Narrows  the  channel  has  been  dredged  700  feet 
wide,  but  ledges  were  uncovered  which,  until  they  are  removed,  pre- 
vent the  use  of  the  increased  depth.  These  ledges  contain  4,532  cubic 
yards  above  the  proposed  grade. 

The  remainder  of  the  main  ship  channel  is  in  the  same  condition  as 
on  June  30, 1893. 

The  appropriation  for  the  project  of  August  11,  1892,  has  been 
8265,000. 

The  balance  necessary  to  complete  it,  after  the  channel  at  the  Upper 
Middle  Bar  has  been  widened  in  accordance  with  the  original  project 
(which  it  is  estimated  will  cost  $160,000),  is  $985,000. 

The  following  tributary  channels  have  been  improved  by  dredging 
or  blasting: 

1.   CHARLES   RIVER. 

This  river  empties  into  the  inner  harbor  near  the  navy-yard  at 
Charlestown. 

Before  improvement  the  natural  channel  had,  so  far  up  as  Western 
avenue  bridge,  4|  miles  from  its  mouth,  7  feet  depth  at  mean  low  water, 
except  in  several  places,  covering  about  IJ  miles  in  length  below  Brook- 
line  street  bridge,  where  the  depth  varied  from  4^  feet  to  7. 

From  Western  avenue  bridge  to  Arsenal  street  bridge  (2  J  miles)  there 
was  a  depth  of  4  feet  at  mean  low  water,  and  thence  to  the  dam  at 
the  head  of  tide  water  (If  miles)  a  depth  varying  from  0  to  9  J  feet  above 
mean  low  water.  The  mean  rise  or  fall  of  the  tide  is  10  feet.  A  sketch 
showing  the  river  was  published  in  the  Annual  Report  of  the  Chief  of 
Engineers  for  1884,  page  512. 

The  project  for  the  improvement  of  this  river  consists  in  straighten- 
ing, widening,  and  deepening  the  natural  channel,  so  that  it  shall  be 
from  its  mouth  to  Western  avenue  bridge  7  feet  deep  at  mean  low  water 
and  200  feet  wide ;  from  Western  avenue  bridge  to  Market  street  bridge 
6  feet  deep  at  mean  low  water  and  80  feet  wide;  thence  to  the  dam  at 
the  head  of  tide  water  GO  feet  wide  and  2  feet  deep  at  mean  low  water. 

The  estimated  cost  of  this  improvement  was  originally  $85,000.  A 
revised  estimate  was  submitted  in  1881  of  $125,000. 

The  total  allotments  from  the  appropriations  for  Boston  Harbor  for 
this  work  to  date  have  been  $77,500. 

The  expenditures  to  June  30,  1893,  were  $57,500. 

No  operations  were  in  progress  daring  the  liscal  year,  and  the  con- 
dition of  the  improvement  on  June  20,  1894,  was  as  follows :  The  pro- 
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jected  channel  bad  been  completed  from  the  mouth  of  the  river  to 
Arsenal  street  bridge  (7 J  miles);  work  was  stopped  at  this  point  for  the 
reason  that  the  piers  and  draws  of  this  bridge  do  not  conform  to  the 
projected  channel  above  it.  In  eiiecting  this  improvement  127,971 
cubic  yards  were  dredged  during  the  years  1880-'84. 

2.   FORT   POINT   CHANNEL. 

This  channel  is  situated  between  the  eastern  shore  of  Boston  proper 
on  the  one  side  and  the  reclaimed  and  improved  flats  of  South  Boston 
on  the  other  side.  It  connects  the  tidal  basin  of  South  Bay,  which  has 
an  area  of  250  acres,  with  Boston  inner  harbor,  is  fast  becoming  the 
center  of  the  city's  most  extensive  shipping  trade,  and  is  the  most 
important  branch  of  the  main  ship  channel.  Fort  Point  channel  is  IJ 
miles  long. 

Before  improvement  the  least  depth  at  mean  low  water  was  12  feet 
at  its  entrance,  and  17  feet  above  Congress  street  bridge. 

That  part  of  it  which  it  is  proposed  to  improve  is  spanned  by  bridges 
at  Congress  street,  Mount  Washington  avenue,  and  at  an  intermediate 
point.  The  bridges  have  conveniently  located  draw  openings,  but  the 
draw  piers  of  the  railroad  bridge  must  be  strengthened  or  recon- 
structed before  the  improvement  can  be  extended  past  them,  and  the 
width  of  the  draw  increased  to  that  of  the  other  bridges  above  and 
below  it. 

The  project  for  this  improvement  was  submitted  January  27, 1885. 
It  proposed  the  excavation  of  a  channel  175  feet  wide  and  23  feet  deep 
at  mean  low  water  from  the  entrance  to  near  Federal  street  bridge,  a 
distance  of  4,100  feet,  and  was  estimated  to  cost  $100,000,  the  railroad 
bridge  to  be  reconstructed  at  the  expense  of  the  owners. 

By  the  act  of  August  5, 1886,  $18,760  was  allotted  for  the  improve- 
ment of  this  channel  from  the  appropriation  for  Boston  Harbor. 

The  total  expenditures  to  June  30,  1893,  were  $18,750. 

Fo  operations  were  in  progress  during  the  year,  and  the  condition  of 
the  imx)rovement  June  30,  1894,  is  as  follows:  The  channel  is  dredged 
as  proposed  from  its  entrance  to  Congress  street  bridge,  a  distance  of 
1,900  feet;  94,211  cubic  yards  were  removed  in  eff'ecting  this  improve 
ment  during  the  year  1887. 

To  complete  the  improvement  as  proposed  to  Federal  street  bridge 
will  cost  $00,000,  and  this  sum  could  be  expended  to  advantage  during 
the  fiscal  year  ending  June  30,  1896,  if  the  railrojid  draw  shall  have 
been  properly  reconstructed. 

3.   HINGHAM  HAEBOR. 

See  separate  report. 

4.   NANTASKET  BEACH   CHANNEL. 

This  is  a  small  channel  along  the  east  side  of  Hingham  or  Hull  basin. 
It  leads  to  a  wharf  on  the  west  side  of  the  heel  of  Nantasket  Beach, 
about  12  miles  from  Boston. 

Before  ijnprovement  it  was  approximately  100  feet  wide  and  had  a 
depth  of  at  least  11  feet,  except  at  the  eastern  end,  1,500  feet,  from  the 
wharf,  where  the  width  was  reduced  to  from  40  to  50  feet,  and  the  depth 
to  less  than  8  feet.  It  was  circuitous  and  obstructed  by  bowlders  at 
the  mouth  of  Weir  liiver,  and  by  a  ledge  near  the  wharf. 

The  project  of  improvement,  adopted  in  1880  and  completed  in  1881- 
'83,  was  to  widen  and  deepen  the  channel  from  the  mouth  of  Weir  River 
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to  tbe  steamboat  wliarf,  so  tliat  it  would  be  100  feet  wide  and  9J  feet 
deep  at  mean  low  water,  to  remove  a  few  bowlders  at  the  mouth  of  Weir 
Kiver,  and  to  remove  the  ledge  near  the  wharf. 

In  1891,  in  accordance  with  the  act  of  September  19, 1890,  the  chan- 
nel was  widened  to  150  feet. 

Tlie  total  allotments  for  this  work  from  the  appropriations  for  Boston 
Harbor  to  date  have  been  $31,067.80,  of  which  $30,045.69  have  been 
expended  to  June  30, 1894. 

On  June  30, 1893,  operations  were  in  progress  under  the  contract  of 
September  22,  1892,  with  Mr,  Augustus  B.  Martin,  of  Boston,  Mass.; 
this  contract  was  completed  July  12, 1893,  and  at  the  date  of  this  report 
the  improved  channel  is  150  feet  wide  and  12  feet  deep  at  mean  low 
water,  except  over  the  ledge  at  the  steamboat  wharf. 

Daring  the  year  $10,228.21  were  expended  on  this  improvement. 


Tonnage  of  the  channel  in —  Tons. 

1874 390,226 

1889 654,920 

1890 703,340 


Tonnage  of  the  channel  in—  Tons. 

1891 800,000 

1892 820,000 

1893 835,000 


5.   CHANNEL   BETWEEN   NIXS  MATE  AND   LONG  ISLAND. 

This  is  a  channel  through  the  bar  which  extends  from  the  north  head 
of  Long  Island  to  Nixs  Mate  8hoal.  Previous  to  improvement  there 
was  4 J  feet  depth  of  water  on  the  bar  at  mean  low  tide. 

The  project  for  the  improvement  was  adopted  in  1883.  It  was  to  dredge 
a  channel  200  feet  wide,  12  feet  deep  at  mean  low  water,  and  about  5o0 
feet  long.  In  1887  it  was  recommended  that  the  axis  of  the  cut  be 
shifted  30  degrees  to  the  westward,  and  that  it  be  widened  to  300  feet 
and  made  15  feet  at  meaTi  low  water.  The  original  project  was  esti- 
mated to  cost  $9,000.  The  project  of  1887  was  estimated  to  cost  $25,000 
additional.  Ko  specific  appropriation  has  been  made  for  this  work. 
The  expenditures  on  it  to  June  30, 1893,  from  the  appropriations  for 
Boston  Harbor,  were  $24,982.97.  No  operations  were  in  progress  dur- 
ing the  fiscal  year,  and  at  the  date  of  this  report  the  channel  18300  feet 
wide,  15  feet  deep  at  mean  low  water. 

6.   BROAD   SOUND. 

An  obstruction  called  Barrel  Kock,  lying  on  the  north  side  of  the 
Broad  Sound  Channel,  was  removed  in  1869.  It  contained  IIG  cubic 
yards. 

7.  JEFFREYS  POINT  CHANNEL. 

This  channel  is  an  extension  of  the  main  ship  channel  from  near 
Grand  Junction  Wharf  (East  Boston)  toward  Jefl^'reys  Point. 

A  project  for  its  improvement  was  submitted  December  2,  1890,  in 
accordance  with  the  act  of  September  19, 1890.  It  Avas  proposed  to 
dredge  a  channel  400  feet  wide  from  Grand  Junction  Wharf  to  just  east 
of  Simpson's  Patent  Dry  Docks,  and  18  feet  deep  at  mean  low  water. 
Thence  gradually  narrowing  the  proposed  channel  to  250  feet,  and 
decreasing  the  depth  of  water  to'  15  feet  at  mean  low  water  to  a  junc- 
tion with  the  same  depth  off  Jeffreys  Point.  This  was  estimated  to 
cost  $50,000. 

The  total  allotments  for  this  work  to  date,  from  the  appropriations  for 
Boston  Harbor,  have  been  $50,000. 

T\ie  expenditures  to  June  30,  1893,  were  $32,863.09. 

On  June  30, 1803,  the  improved  channel  was  350  feet  wide'  from 
Grand  Junction  Wharf  to  just  east  of  the  dry  docks,  18  feet  deep  at 
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mean  low  water,  aud  tlience  to  Jeffreys  Point  the  channel  was  com- 
pleted as  proposed. 

A  contract  was  in  force  with  Mr.  Charles  H.  Souther,  of  Boston, 
Mass.,  to  dredge  55,000  cubic  yards  from  this  channel. 

This  contract  was  dated  September  30, 1S92,  and  operations  under  it 
were  commenced  in  October,  1892;  were  suspended  in  November,  1892; 
recommenced  in  September,  1893,  and  completed  in  November,  1893. 
During  the  fiscal  year  39,196  cubic  yards  were  dredged,  a  total  of 
59,893  yards  removed  under  the  contract. 

At  the  date  of  this  report  the  improvement  is  completed. 

The  expenditures  for  this  channel  during  the  year  were  $14,882.66. 

Recapitulation  of  amounts  which  could  be  expended  to  advantage  dtirinj  the  fiscal  year 

ending  June  SO,  ISOG. 

Extension  of  Point  Allorton  sea  wall $15, 000 

Sea  wall  for  Georges  Island 35, 000 

Sea  walla  for  Governors  Island 80, 000 

Wideiving  main  ship  channel  at  Upper  Middle 160, 000 

Completion  of  Fort  Point  Channel 60, 000 

Continuation  of  revised  jiroject  for  main  channel 350, 000 

Total 700,000 

Tlio  several  works  completed  and  projected  for  the  improvement  of  this  harbor 
are  located  in  the  collection  district  of  Boston  and  Charlestown,  Mass.  Boston  is 
the  port  of  entry. 

The  accompanying:  commercial  statistics  for  the  fiscal  year  endini? 
June  30,  1894,  have  been  furnished  by  the  collector  of  customs  at  Bos- 
ton, Mass. 

The  dates  and  amounts  of  the  appropriations  for  this  work  are  as 
follows : 

Act  of- 

July  12,1866 $75,000.00 

March  2, 1867 375, 000. 00 

July  11, 1870 100,000.00 

March  3, 1871 100,000  00 

Juno  10, 1872 75,000.00 

March  3, 1873 150,000.00 

June23,1874 100,000.00 

March  3, 1875 100, 000. 00 

August  14, 1876 50,  000. 00 

Juno  18, 1878 55,000.00 

March  3, 1879 50, 000. 00 

Juno  14, 1880 75,000.00 

March  3, 1881 100,000.00 

August  2, 1882 96, 500. 0 J 

July5,1884 5,00vl00 

August  5, 1886 56, 250  00 

Au^nist  1 1 ,  1888 125,  OX).  03 

September  19, 1890 145, 000. 00 

July  13, 1892 300,000.00 


of- 

March2,1825 

.       $52, 972. 56 

March  19, 1828 

2,000.00 

May  23, 1828 

87,000.00 

March  2, 1829 

7,310.54 

March  2, 1831 

'5, 000. 00 

Febriuiry  24, 1832 

9, 000. 00 

March  2, 1831 

12,390.00 

July  3, 1832 

60, 000. 00 

March  3, 1841 

1, 500.  00 

August  31,1842 

2,000.00 

July  4, 1836 

15,000.00 

July  7, 1838 

7, 353. 00 

March  3, 1841 

1,000.00 

March  3, 1843 

16, 000.  00 

July  2,  1864 

10, 000.  00 

February  28, 1865 

3,000.00 

June  12, 1866 

50,000.00 

July  20, 1848 

40.  000. 00 

August  30. 1852 

30,  000.  00 

July  2, 1864 

40,  000. 00 

February  28, 1865 

20, 000. 00 

Total 2,604,276.10 


Money  statement. 

July  1, 1893,  balance  unexpended $339, 412. 30 

June  30, 1894,  amount  expended  during  fiscal  year 157,  280.  63 

July  1, 1894,  balance  unexpended 182, 131. 67 

July  1, 1894,  outstanding  liabilities $30,  206. 89 

July  1, 1894,  amount  covered  by  uncompleted  contracts 83.  219. 07 

'■ 113,425.96 


Jnly  1, 1894,  balance  available. 


68,  705.  71 


Digitized  by  VjOOQIC 


556    REPORT  OF  THE  CHIEF  OF  ENGINEERS,  U.  S.  ARMY. 


'  Amonnt  (estimated)  required  for  completion  of  existiug  project $1, 335, 000. 00 

Amouut  that  can  be  profitably  expended  in  fiscal  year  eixling  June  30, 

1896 ' 700,000.00 

Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 

harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3;  1893. 


COMMERCIAL   STATISTICS. 


Amount  of  revenue  collected,    1892,   $14,491,854.98;    1893,    $15,791,588.16;    1894, 
$8,981,449.98. 


Shipping. 


Entrances : 
Foreign. 

Clearance's: 
Foreign . 


1802. 


1893. 


Xo. 
2,262 


Tont. 


1,663,711 

2.181     1,406,650 

I 


I    Xo. 
2,  373 


Tons.  Xo. 

1,633.740     2,096 


2,231  ;  1,330,165  |  2,0.32 


I 


Tona. 
1,696,108 

1, 432, 167 


Importations : 

Murchandiso 

Coin  and  bullion 

Exportations: 

Foreign  merchandise  . . 

Domestic  raerchandis**. 

Coin  and  bullion 


1892. 


$71,780,489 
12.944 

564, 140 
86,610,057 


$79,  357, 654 
29, 207 

8U5, 265 

84,596.157 

2, 250, 250 


1894. 


$50,310,331 
450, 750 

1,131.114 
82, 842, 346 
2, 150,  OOO 


B  14. 

IMPROVEMENT  OF  WEYMOUTH  RIVER.  MASSACHUSETTS. 

Weymouth  (Fore)  River,  tributary  to  Hingham  Bay,  Boston  Harbor, 
Massachusetts,  is  one  of  the  most  important  water  courses  on  the  south 
coast  of  Massachusetts  Bay.  It  is  navigable  at  low  water  for  vessels  not 
exceeding  18  feet  draft  for  4  miles  from  its  mouth,  and  for  a  further 
distance  of  3  miles,  to  the  head  of  navigation,  at  least  3  feet  depth  was 
found  at  mean  low  water  before  its  improvement. 

The  original  project  of  improvement  was  submitted  December  2, 1889, 
It  was  based  on  the  survey  i)rovided  for  in  the  act  of  August  11, 1888, 
and  proposed  to  improve  the  natural  channel  of  the  river  by  dredging, 
so  that  0  feet  depth  at  mean  low  water  could  be  carried  to  the  head 
of  navigation,  in  a  cliannel  100  feet  wide  near  the  wharves  at  Wey- 
mouth Landing;  thence  to  Braintree  bridge,  80  feet  wide,  and  above 
the  bridge  50  feet  wide,  with  increased  width  at  each  turn  to  facilitate 
the  movement  of  vessels.  The  total  length  of  channel  to  be  improved 
was  7,000  feet,  approximately,  and  the  cost  was  estimated  to  be  $40,000. 

The  total  appropriations  tbr  this  work  to  date  have  been  820,000. 

The  expenditures  to  June  30, 1893,  were  $10,038.(i4. 

On  June  30,  1893,  the  improved  channel  was  6  feet  deep  at  mean  low 
water,  40  feet  wide  to  Braintree  bridge,  and  25  feet  wide  thence  to  the 
head  of  navigation. 

No  operations  were  in  progress  during  the  fiscal  year,  and  at  the  date 
of  this  report  the  improvement  is  in  the  same  condition  as  on  June  30, 
1893. 

The  amount  required  to  complete  the  improvement  is  »$20,000,  all  of 
which  could  bo  expended  to  advantage  during  the  fiscal  year  ending 
June  30, 1896. 
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Weymouth  River  is  iu  the  collection  district  of  Boston,  Mass.,  of  which  Boston 
is  the  port  of  entry.  The  nearest  light-house  is  on  Long  Island,  Boston  Harbor, 
Massachusetts. 

Commercial  statistics  are  included  in  the  statement  for  Boston  Har- 
bor, Massachusetts. 

The  dates  and  amounts  of  the  appropriations  for  this  work  are  as 
follows : 

By  act  of— 

September  19,1890 $10,000 

July  13, 1892 10,000 

Money  statement, 

Julv  1, 1893,  balance  unexpended $9,961.36 

July  1,1894,  balance  unexpended 9,96L36 

{Amount  (estimated)  required  for  completion  of  existing  project 20, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896  20, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


B  15. 

IMPROVEMENT  OF  HARBOR  AT  HINGHAM,  MASSACHUSETTS. 

Hingliam  Harbor  is  situated  in  the  southern  part  of  Hingham  or 
Hull  Basin,  which  comprises  all  that  part  of  Boston  lower  harbor  south 
of  Nantasket  Roads. 

A  chart  of  the  harbor  was  published  in  the  Annual  Report  of  the 
Chief  of  Engineers  for  1888,  Part  I,  p.  456. 

The  harbor  covers  an  area  of  1  square  mile,  and  has  extensive  mud 
flats  bare  at  low  tide. 

The  mean  rise  or  fall  of  the  tide  is  9.4  feet. 

The  channel  leading  to  Hingham,  soutli  of  Ragged  and  Sailor  islands, 
was,  before  improvement,  very  narrow  and  crooked,  and  obstructed  by 
sunken  rocks  and  shoals.  Its  least  width  was  30  feet  and  least  depth 
4  feet  at  mean  low  water. 

The  object  of  its  improvement  was  to  widen  and  deepen  the  natural 
channel  from  deep  water,  near  the  head  of  the  harbor,  to  the  steamboat 
wharf,  a  distance  of  2,500  feet. 

The  original  project  of  improvement  was  submitted  December  23, 
1874. 

It  provides  for  an  improved  channel  on  the  east  side  of  Sailor  Island, 
past  the  west  side  of  Beacon  to  the  Hingham  wharf,  100  feet  wide  and 
8  feet  deep  at  mean  low  water,  at  an  estimated  cost  of  $11,000. 

This  project  was  modified  January  20, 1885,  when  it  was  proposed  to 
deepen  the  improved  channel  to  10  feet  at  mean  low  water  and  to 
remove  a  mid-channel  ledge,  lying  between  Chandler  and  Ragged 
Islands,  at  an  estimated  cost  of  $18,760. 

The  total  amount  appropriated  for  this  work  to  date  is  $29,000. 

The  expenditures  to  June  30,  1893,  were  $28,985.76,  and  the  project 
for  the  improvement  of  the  harbor  was  completed. 

No  operations  were  in  progress  during  the  iiscal  year,  and  at  the  date 
of  this  report  the  improved  channel  is  in  good  order. 

Hingham  Harbor  is  in  the  coUoction  diHtrict  of  BoHtoii,  Mass.  The  nearest  Hght- 
honse  is  the  Narrows  Light,  ou  the  main  ship  chaunel  in  Boston  Harbor,  5  miles 
distant. 
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The  dates  and  amounts  of  the  appropriations  for  this  work  are  as 
follows: 

Allotted  from  appropriation  for  Boston  Harbor,  act  of  Marcn  3,  1875 $10,  000 

Act  of— 

March  5,  1886 : 6,000 

August  11,  1888 5,000 

September  19,  1890 5,000 

July  13,  1892 3,000 

Total - 29,000 

Commercial  statistics  are  included  in  the  statement  for  Boston  Har- 
bor. 

Money  statement 

July  1,  1893,  balance  unexpended $14. 24 

June  30,  1894,  amount  expended  during  fiscal  year 14. 24 


B  i6. 

IMPROVEMENT  OF  HARBOR  AT  SCITUATE.  MASSACHUSETTS. 

Scituate  Harbor  is  on  the  west  shore  of  Massachusetts  Bay,  14  miles 
from  either  Boston  or  Plymouth  ligJrt-houses,  and  just  southwest  of 
the  direct  sailing  course  of  all  ocean-going  vessels  entering  Bosto:i 
Harbor. 

Before  improvement  the  harbor  had  a  low-water  area  of  57  acres, 
approximately,  more  than  6  acres  of  which  had  a  depth  of  at  least  o 
feet  at  mean  low  water.  It  was  entirely  open  to  the  action  of  east 
winds,  and  the  entrance  was  obstructed  by  many  sunken  bowlders. 
The  depth  on  the  bar  was  about  2 J  feet  at  mean  low  water.  The  mean 
rise  or  fall  of  the  tide  is  9.8  feet. 

The  plan  of  the  harbor  showing  the  proposed  improvement  was  pub- 
lished in  the  Annual  Eeport  of  the  Chief  of  Engineers  for  1881,  Part 
I,  p.  522. 

The  object  of  the  improvement  is  to  create  a  harbor  of  refuge  for  ves- 
sels bound  to  Boston  which  are  too  far  south  of  their  course  to  clear 
the  dangerous  ledges  near  Minots  light-house. 

The  project  for  the  improvement,  adopted  in  1881,  is  to  build  two 
rubblestone  breakwaters  converging  from  opposite  shores,  and  to 
dredge  an  anchorage  basin  with  channels  connecting  with  the  sea  and 
the  town  wharves. 

The  north  breakwater,  from  Cedar  Point,  is  to  be  800  feet  long;  and 
the  south  breakwater,  from  the  point  of  the  first  cliff,  is  to  be  730  feet 
long.  Both  breakwaters  are  to  be  20  feet  wide  on  top  and  4  feet  above 
mean  high  water,  except  at  their  outer  ends,  which  are  to  be  built  C  feet 
higher,  to  serve  as  sites  for  entrance  beacons.  The  anchorge  basin  is 
to  be  30  acres  in  area,  approximately.  The  entrance  channel  is  to  be 
2,700  feet  long  and  300  feet  average  width. 

The  estimated  amount  of  dredging  (including  the  entrance  channel) 
was  500,000  cubic  yards,  to  give  a  depth  of  15  feet  in  the  entrance 
channel;  12  to  15  feet  between  the  breakwaters,  12  feet  immediately 
in  rear  of  the  south  breakwater,  and  10  feet  for  the  anchorage  basin; 
the  channel  leading  to  the  town  wharves  is  to  be  3  feet  deep,  all  at  mean 
low  water. 
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The  estimated  cost  of  tbe  breakwaters  was  $100,000,  and  of  the 
dredging  $190,000.  a  total  of  $290,000. 

The  total  amount  appropriated  ibr  this  work  to  date  is  $73,080. 

The  amount  expended  to  June  30,  1893,  was  $69,959.84. 

The  condition  of  the  improvement  June  30, 1893,  was  as  follows: 

A  portion  of  the  beach  between  Cedar  Point  and  the  mainland  was 
l^rotected  by  a  brush  and  stone  bulkhead  450  feet  long,  in  front  of  which 
was  a  stone  apron  10  feet  wide,  385  feet  long. 

All  known  bowlders  obstructing  the  entrance  of  the  harbor  were 
removed. 

The  anchorage  basin  was  400  by  350  feet  in  area,  7  feet  deep  at  mean 
low  water. 

The  entrance  channel  was  1,600  feet  long,  300  feet  wide,  and  5  feet 
deep  at  mean  low  water.  The  channel  connecting  the  basin  with  the 
town  wharves  was  3  feet  deep  at  mean  low  water,  and  100  feet  wide, 
except  at  the  upper  end,  where  for  a  distance  of  75  feet  it  averaged 
only  50  feet  wide. 

The  north  breakwater  was  720  feet  long,  tlie  south  breakwater  was 
250  feet  long,  and  operations  were  in  progress  under  a  contract  with 
Mr.  Joseph  H.  White,  of  Boston,  Mass.,  to  deposit  3,643  tons  of  rub- 
blestone  in  the  south  breakwater. 

Operations  under  this  contract  were  commenced  in  September,  1893. 
A  total  of  3,643J  tons  of  rubblestone  were  deposited  in  the  south  break- 
water, and  300  feet  of  its  length  were  completed. 

No  other  operations  were  in  progress  during  the  fiscal  year,  and  at 
the  date  of  this  report  the  north  breakwater,  the  entrabce  channel,  the 
anchorage  basin,  and  the  channel  leading  to  the  town  wharves,  are  in 
the  same  condition  as  on  June  30,  1893. 

To  complete  the  improvement  will  require  an  appropriation  of 
$217,500,  of  which  $40,000  could  be  expended  to  advantage  during  the 
fiscal  year  ending  June  30, 1896,  in  completing  the  south  breakwater. 

Scitnate  is  in  the  coUection  district  of  Plymouth,  Mass.,  of  which  the  port  of  entry 
is  Plymouth,  Mass. ;  the  nearest  light -house  is  Minots  Light,  about  5  miles  distant. 

The  accompanying  commercial  statistics  have  been  furnished  by  the 
collector  of  customs  at  Plymouth,  Mass. 

The  dates  and  amounts  of  the  appropriations  for  this  work  are  as 
follows : 


Act  of— 

Augn8t5,1886 $10,000 

August  11, 1888 5,000 

September  19, 1890 10, 000 

July  13,1892 10,000 

Total  ...V 73,680 


Act  of— 

March  2, 1829 $180 

August  30, 1852 1,000 

June  14, 1880 7,500 

March  3, 1881 10,000 

August  2, 1882 10,000 

July  5,1884 10,000 

Appropriations  since  1880  have  been  expended  in  accordance  with 
the  present  project. 

Money  statement 

July  1, 1893,  balance  unexpended $3, 720. 16 

.1  uuo  30, 1894,  amount  expended  during  fiscal  year 3, 675. 95 

July  1, 1894,  balance  unexpended • 44. 21 

{Amount  (estimated)  required  for  completion  of  existing  project 217, 500. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    40, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 
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COMMERCIAL  STATISTICS. 

Amount  of  revenue  collected,  1892,  $31.50;  1893,  none;  1894,  none. 


*  Barrels  herring.  t  Barrels  Irish  nioss. 

Coasting  vessels  drawing  from  8  to  11  feet  frequent  the  harbor. 


Shipping. 

1892. 

1 

Xo. 
2 

303. 

1894. 

Entrances: 

Foreign 

No. 

1 

29 

1 
29 

Tontt. 

100 

3,000 

Toru. 
205 

No. 
2 
35 

Tons., 

Domestic 

22 

3,080 

Clearances : 

Foreisin     ...               .        •- 

2    

Domestic 

35 

i 
1893. 

Imported. 

1892. 

1894. 

Coal 

Lumber 

Lime 

Brick 

Shingles 

tons.. 

feet.. 

barrels.. 

number.. 

do 

3.000 

1, 500,  000 

250 

25,000 

2.500 

1, 000,  000 

1,000 

150,000 

3,000 

1.800,000 

1,000 

300,000 

3, 000,  000 

iii.  ooo 

*1.000 

B  17. 
IMPROVEMENT  OF  HARBOR  AT  PLYMOUTH,  MASSACHUSETTS. 

Plymouth  Harbor  is  situated  30  miles  south  of  Boston.  Its  outer 
anchorage,  the  "Cow  Yard,"  is  common  to  Plymouth,  Kingston  and 
Duxbury,  and  is  the  only  refuge  for  seagoing  vessels  from  northeasterly 
gales,  when  cauglit  between  Boston  and  Provincetown,  a  distance  of 
about  75  miles,  following  the  coast  line.  The  entrance  to  this  outer 
anchorage  is  direct,  unobstructed,  of  ample  width,  and  sufficiently  deep 
for  the  wants  of  commerce.  The  anchorage  is  capaeious,  and  has  good 
"holding  ground,"  but  the  extensive  tidal  basins  inside  of  it  give  strong 
variable  currents  across  it. 

The  inner  or  harbor  proper  is  formed  by  Long  Beach,  a  narrow,  low 
sand  spit  3  miles  long,  which  extends  generally  parallel  to  the  mainland, 
and  about  1  mile  from  it. 

The  harbor  contains  about  2,000  acres,  almost  all  of  which  is  dry  at 
low  tide.  A  few  narrow,  crooked  channels  traverse  these  flats.  They 
join  about  the  center  of  the  harbor,  opposite  the  town  wharves,  and 
form  the  main  ship  channel  (150  feet  wide,  approximately,  and  10  feet 
deep  at  mean  low  water),  which  runs  dire<5tly  behind  the  northern  half 
of  Long  Beach  to  the  outer  anchorage. 

The  maintenance  of  this  inner  harbor  and  channel  depends  on  the 
preservation  of  Long  Beach. 

A  chart  of  the  harbor  was  published  in  the  Annual  Keport  of  the 
Chief  of  Engineers  for  the  year  1888,  Part  I,  p.  460. 

Before  improvement  about  6  inches  depth  of  water  could  be  carried 
to  the  town  wharves  at  low  tide. 

Previous  to  1875  the  project  was  a  general  one,  and  had  for  its  object 
the  preservation  of  Long  Beach.  From  the  nature  of  the  work  it  can 
at  no  time  be  considered  completed,  and  small  annual  appropriations 
are  necessary  to  repair  any  damages  done  by  storms.    The  various 
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devices  employed  for  this  purpose  are  described  in  the  Anuual  Report 
of  the  Chief  of  Engineers  for  1877. 

The  project  for  the  improvement  of  the  harbor  was  first  adopted  in 
1875.  It  provided  for  dredging  a  channel  from  the  town  wharves  to 
the  main  ship  channel,  2,286  feet  long,  100  feet  wide,  and  6  feet  deep  at 
mean  low  water.  This  project  was  modified  in  1877,  so  as  to  include 
the  dredging  of  a  basin,  866  feet  long,  150  feet  wide,  and  8  feet  deep, 
directly  in  front  of  the  town  wharves. 

In  1884  and  1885  it  was  proposed  to  deepen  the  channel  and  basin  to 
9  feet  at  mean  low  water,  and  to  make  the  channel  150  feet  wide. 

The  modified  project  of  1884  required  the  excavation  of  81,000  cubic 
yards  (scow  measurement),  and  was  originally  estimated  to  cost  $27,000. 
This  estimate  was  revised  in  1885,  in  accordance  with  the  low  prices 
then  current  for  dredging,  and  the  cost  was  then  estimated  to  be 
822,500. 

From  1824  to  date  the  amonnt  appropriated  for  this  harbor  is 
8179,766.90,  of  which  there  had  been  expended  to  June  30, 1893: 

For  beach  protection $122, 553. 77 

For  dredging 50,514.89 

Total : 173,068.66 

On  June  30, 1893,  the  improved  channel  was  2,286  feet  long,  150 
feet  wide;  the  basin  was  866  feet  long,  160  feet  wide;  both  were  9  feet 
deep  at  mean  low  water.  Long  Beach  was  in  fair  order,  but  additional 
bulkheads  were  needed  on  its  southern  end. 

During  the  fiscal  year  a  small  force  of  hired  labor  was  employed  in 
repairing  and  extending  the  bulkheads  protecting  the  south  end  of 
Long  Beach.  Three  thousand  running  feet  of  bulkheads  were  built  or 
rebuilt. 

At  the  date  of  this  report  Long  Beach  is  in  good  order,  and  the  pro- 
ject for  the  improvement  of  the  harbor  is  completed. 

A  small  sum  should  always  be  available  for  the  harbor  to  ihimediately 
repair  any  damage  made  to  Long  Beach  by  storms.  These  necessary 
repairs  have  averaged,  in  the  last  twenty  years,  Jl,500. 

Plymouth  Harbor  is  in  the  collection  district  of  Plymouth,  Mass.,  of  which  Ply> 
month  is  the  port  of  entry.  The  nearest  light-houses  are  the  Plymouth  (Gurnet) 
Lights,  about  5  miles  from  Plymouth,  and  Dnxbury  Pier  Light,  about  2  miles  dis- 
tant. 

The  accompanying  commercial  statistics  for  the  fiscal  year  ending 
June  30,  1894,  have  been  furnished  by  the  collector  of  customs  at 
Plymouth,  Mass. 

The  dates  and  amounts  of  appropriations  for  this  harbor  are  as  follows : 

Act  of— 


May  26,  1824 $20,000.00 

March3,1825 5,712.00 

March  25,  1826 13,184.90 

April  23,  1830 1,850.00 

March  2,  1831 2,820.00 

July  3,  1832 2.500.00 

March  2,  1833 600.00 

June  28,  1834 2,000.00 

March  3,  1835 700.00 

July2,  1836 500.00 

July?,  1838 2,400.00 

August  31,  1852 5,000.00 

July  11,  1870 10,000.00 

Inarch  3,  1871 10,000.00 

June  10,  1872 2,500.00 

ENG  94 36 


Act  of— 


March  3,  1873 $3,000.00 

June  23,  1874 5,000.00 

March  3,  1875 10,000.00 

June  18,  1878 5,000.00 

March  3,  1879 3,500.00 

June  14,  1880 10,000.00 

March  3,  1881 10,000.00 

August  2,  1882 14,000.00 

July5,  1884 10,000.00 

Augusts,  1886 6,000.00 

August  11,  1888 6,000.00 

September  19,  1890 8, 000. 00 

July  13,  1892 9,500.00 

Total 179,766.90 
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Money  statement 

July  1,  1893,  balance  unexpended $6,698.24 

June  30,  1894,  amount  expended  during  fiscal  year 4, 680. 65 

July  I,  189i,  balance  unexpended 2,017.59 

{Amount  (estimated)  required  for  completion  of  existing  project 1, 500. 00 
Amount  that  can  beprotitably  expended  in  fiscal  year  ending  June 30,1896      1, 500. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 


COMMERCIAL   STATISTICS. 

Amount  of  revenue  collected,  1892,  $73,808.36;  1893,  $-17,330.06;  1894,  $24,073.13. 


Shipping. 

3892. 

1893. 

1894. 

Entrances: 

ji'ortjiffn 

No. 

2 

103 

9 

Tont. 
196 

1-817 

Xo. 

3 

108 

8 

Tons. 
286 

1,721 

No.       7o»« 
1  ■            ." 

l>ome8tic 

95 

Clearances : 

Foreijjii 

5          1   :•. 

Domestic 

1    

1 

1 

Imported. 

1892. 

1893. 

19,094 

650 

2,085,000 

140 

2.173 

1894. 

Coal 

Irou 

Lumber 

Sand 

tons . . 

do... 

fcot.. 

tons.. 

do... 

16,881 

1,443 

3,303,463 

295 

1.145 

24,285 

1.512 

2, 260, 000 

MiscellaDeous 

Coasting  vessels  drawing  from  7  to  13  feet  frequent  the  harbor. 


B  i8. 


IMPROVEMENT  OF  HARBOR  AT  KINGSTON.  MASSACHUSETTS. 

Kingston  Harbor  is  one  of  the  three  divisions  which  together  con- 
stitute Plymouth  inner  harbor.  North  of  it,  at  a  distance  of  3  miles, 
is  Duxbury  Harbor,  and  4  miles  south,  Plymouth  Harbor. 

The  wharf  at  which  supplies  are  landed  for  the  town  of  Kingston  is 
about  2  miles  south  from  the  center  of  the  town,  and  is  known  as  the 
Plymouth  Cordage  Company  Wharf. 

The  object  of  the  imi>rovement  is  to  obtain  a  channel  of  approach  to 
this  wharf. 

The  project  for  the  improvement  of  the  harbor  was  submitted  May 
25,  1891.  It  proposed  to  dredge  a  channel  4,000  feet  long,  100  feet 
wide,  6  feet  deep  at  mean  low  water,  from  deep  water  to  the  Cordage 
Company  Wharf,  at  an  estimated  cost  of  $10,000. 

The  act  approved  July  13,  1892,  appropriated  $10,000  for  this  work. 

The  total  expenditures  to  June  30,  1893,  were  $8,937.64,  and  on  that 
date  the  project  had  been  completed. 

No  operations  were  in  progress  during  the  fiscal  year,  and  at  the  date 
of  this  report  the  improved  channel  is  in  good  order. 

Kingston  is  in  the  collection  district  of  Plymouth,  Ma^s.,  of  which  Flymcnlh  is 
the  port  of  entry ;  the  nearest  light-house  is  Dux  bury  Pier  Light. 
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Gominercial  statistics  are  included  in  the  statement  for  riymoutb 
Harbor. 

Money  statement 

July  1,  1893,  balance  unoxpended $8,  625. 46 

June  30,  1894,  amount  expended  during  fiacnl  year 7, 565. 55 

July  1,  1894,  balance  unoxpended 1,059.91 


B   ig. 

IMPROVEMENT  OF  HARBOR  AT  WELLFLEET,  MASSACHUSETTS. 

Wellfleet  Harbor  is  situated  on  Cape  Cod  Bay,  12  miles  southeast 
of  Provincetown  Harbor,  Massachusetts. 

A  chart  of  the  harbor  was  published  in  the  Annual  Heport  of  the 
Chief  of  Engineers  for  the  year  1888,  Part  I,  p.  478. 

The  harbor  consists  of  an  outer  anchorage  south  of  Smalley's  Bar 
and  an  inner  harbor  north  of  said  bar. 

The  outer  harbor  is  sufficiently  capacious,  free  from  obstructions, 
and  protected  to  meet  the  present  demands  of  commerce;  but  the  inner 
harbor,  although  capacious  and  perfectly  protected,  had  no  low-water 
navigable  connection  with  the  town  wharves. 

It  was,  in  the  original  condition  of  the  harbor,  4,200  feet  from  the 
6- foot  contour  to  the  wharves,  and  not  to  exceed  6  inches  draft  could 
be  carried  to  them  at  low  water. 

The  original  project  for  the  improvement  of  this  harbor  was  submitted 
November  3, 1871.  It  was  based  on  the  survey  provided  for  in  the 
act  of  January  31, 1871. 

It  proposed  to  dredge  two  channels,  each  150  feet  wide  and  4  feet 
deep  at  mean  low  water,  one  2,060  feet  long  to  reach  Central  and  Com- 
mercial wharves,  and  one  1,400  feet  long  to  reach  Mercantile  Wharf. 
It  was  also  proposed  to  remove  204  cubic  yards  of  sunken  rocks.  The 
cost  of  this  project  was  estimated  to  be  $30,000. 

On  November  28, 1887,  a  revised  project  was  submitted.  It  was 
based  on  the  survey  provided  for  in  the  act  of  August  5, 1886.  It 
proposed  to  dredge  a  channel  from  the  "Deep  Hole'' to  the  town 
wharves,  6  feet  deep  at  mean  low  water,  100  feet  wide,  and  4,200  feet 
long,  at  an  estimated  cost  of  $24,000. 

This  estimate  was  revised  in  1889,  and  then  made  $31,000. 

The  total  appropriations  for  this  harbor  to  date  have  been  $16,000. 

By  act  of— 

June  10,  1872 ^ $5,000 

August  11, 1888 7,000 

September  19,  1890 4,000 

Total 16,000 

The  total  amount  expended  to  June  30,  1893,  was  $11,350.37,  and 
tlie  condition  of  the  improvement  was  as  follows:  Mayo,  Bay,  Lobster, 
and  Lumpfish  rocks  had  been  removed,  and  a  channel  had  been  dredged 
from  the  "Deep  Hole"  to  the  town  wharves,  4,200  feet  long,  4  feet 
deep  at  mean  low  water,  and  25  feet  wide.  Opposite  the  town  wharves 
the  channel  was  enlarged  to  75  feet  wide  to  facilitate  the  docking  of 
vessels. 

The  act  of  September  19, 1890,  appropriated  $4,000  to  continue  this 
improvement.  No  appreciable  benefit  to  commerce  would  result  by 
the  expenditure  of  this  amount,  and  it  is  to  be  retained  in  the  Treasury 
until  additional  funds  are  provided. 
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To  complete  the  improvement  will  require  an  appropriation  of 
$22,000,  all  of  which  could  be  expended  to  advantage  during  the  fiscal 
year  ending  June  30, 1896. 

The  accompanying  commercial  statistics  for  the  fiscal  year  ending 
June  30, 1894,  have  been  furnished  by  the  collector  of  customs  at  Barn- 
stable, Mass. 

Wellfleet  is  in  the  collection  district  of  Barnstable,  Mass.,  of  which  Barnstable  is 
the  port  of  entry.     The  nearest  light-house  is  Mayo  Beach  Light. 

*  Money  statement 

July  1, 1893,  balance  unexpended $4, 649. 63 

July  1, 1894,  balance  unexpended 4,  649. 63 

{Amount  (estimated)  required  for  completion  of  existing  project 22, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  une  30, 1896    22,  000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


COMMERCIAL   STATISTICS. 

Amount  of  revenue  collected,  1892,  $91.60;  1893,  $53;  1894,  $53. 


Shipping. 

1892. 

1893. 

1894. 

Entrances : 

Foroi{in 

No. 

Tons. 

No. 

Tons. 

No. 

Tanm. 

DomeBtio 

Clearancea : 

f oroiirn ............................................... 

1 

78 

2 

170 

Domestic 

1 



Imported. 

1892. 

1893. 

1894, 

Coal 

Tont. 
1,200 

Tona. 
1,000 
100 

Tons. 

1,500 

Luiuber 

^f^r'^llfLTIflifyO        r-- 

200 
100 

250 

Mi(}CAl1imA0Y1i| - - 

10 

51 

Vessels  drawing  from  5  to  12  feet  frequent  th< 

3harl 

)or. 

B  20. 


IMPROVEMENT  OF  HARBOR  AT  PROVINCETOWN,  MASSACHUSETTS. 

Provincetown  Harbor  is  situated  at  the  extremity  of  Cape  Cod, 
about  40  miles  southeast  from  Boston  Light.  It  is  one  of  the  most  valu- 
able harbors  of  refuge  on  the  Atlantic  coast.  The  entire  commerce  of 
New  England  and  a  very  large  local  fishing  interest  are  directly  bene- 
fited by  its  maintenance,  which  depends  entirely  on  the  preservation 
of  the  sandy  beaches  which  inclose  it. 

Since  1826  the  project  has  been  a  general  one,  and  provides  for  the 
preservation  of  the  harbor  by  building  dikes,  bulkheads,  and  sand- 
catches,  and  extensive  planting  of  beach  grass  to  repair  or  prevent 
storm  damages  to  the  beaches. 

From  the  nature  of  the  work  it  can  at  no  time  be  considered  com- 
pleted. 
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A  fiill  history  of  the  improvement  will  be  found  in  the  Annual  Reports 
of  the  Chief  of  Engineers  for  the  years  1876, 1879,  and  1886.  A  special 
dike  across  House  Point  Island  Flats,  to  be  built  contingently,  was 
recommended  in  the  Annual  Report  for  1886; 

A  plan  of  the  harbor  was  published  in  the  Annual  Report  of  the 
Chief  of  Engineers  for  1886. 

The  total  appropriations  for  this  harbor  to  date  have  been  $152,918.44. 

The  amount  expended  to  June  30,  1893,  was  $147,677.49. 

The  condition  of  the  several  works  of  preservation  in  this  harbor  on 
June  30,  1893,  was  as  follows: 

Long  Point.— This  long,  narrow,  low  point  forms  the  southeastern 
limit  of  the  harbor.  It  was  in  good  order,  but  to  more  fully  protect  the 
light-house  lot  at  its  easterly  end  the  breakwater  should  be  extended 
100  feet  farther  to  the  northwest.  -  .    / 

Ahel  Rill  Dike. — This  dike  was  built  to  prevent  a  rush  of  water  from 
Lanceys  Harbor  over  House  Point  Island  Flats  into  the  main  harbor. 
The  rapid  wearing  away  of  the  southern  sand  spit  that  foribed  Lanceys 
Harbor  had  threatened  to  make  a  breach  through  the  beach  south  of 
the  dike.  To  guard  against  this,  brush  and  wooden  sand-catches  had 
been  built  on  the  outer  beach,  opposite  the  west  end  of  the  dike.  The 
dike  was  in  good  order,  but  the  sand-catches  needed  minor  repairs. 

House  Point  Island  Flats. — These  flats  remained  essentially  unaltered 
from  the  condition  shown  by  the  last  survey,  and,  as  stated  in  the 
Annual  Report  for  1887,  it  still  appears  unnecessary  to  commence  the 
dike  projected  to  be  built  across  these  flats. 

Beach  Point,  High  Head  Bike,  and  Cove  Section. — These  works  were 
all  in  good  order. 

During  the  flscal  year  no  active  operations  were  in  progress,  and  at 
the  date  of  this  report  all  of  the  works  of  preservation  are  in  good 
order,  with  the  exception  of  the  brush  and  wooden  sand-catches  at  the 
west  end  of  Abel  Hill  Dike.  They  need  minor  repairs,  for  which  the 
available  funds  will  suflBce. 

The  nature  of  the  works  of  preservation  of  the  harbor  requires  a 
small  sum  to  be  alw^ays  available  for  immediate  repairs.  Such  neces- 
sary repairs  have  averaged  $1,600  per  annum. 

The  prospective  benefit  to  commerce  is  the  preservation  of.  an  impor- 
tant harbor  of  refuge. 

The  accompanying  commercial  statistics  have  been  furnished  by  the 
collector  of  customs  at  Provincetown,  Mass. 

Proviucetown  is  a  port  of  entry  in  the  collection  district  of  Barnstable.  Mass. ; 
the  nearest  light-honses  are  Wood  End  and  Long  Point  lights. 

The  dates  and  amounts  of  the  appropriations  for  this  work  are  as 
follows : 


Act  of— 

May  19, 1826 $3,500.00 

Maroh2,1829 3,500.00 

March  2,1831 2,050.00 

March  3, 1832 4,600.00 

June  28,1834 4,400.00 

March  3, 1835 4,400.00 

July  2,1836 4,400.00 

July  7,1838 4,500.00 

August  30, 1852 5,000.00 

June  23, 1866 43,068.44 

July  28,1866 8,000.00 

March  3, 1871 6,000.00 

June  10,1872 5,000.00 

March  3, 1873 6,000.00 

June  23, 1874 6,000.00 


Act  of— 

March  3, 1875 $5,000.00 

August  14, 1876 4,000.00 

June  18, 1878 1,000.00 

March  3, 1879 1,000.00 

June  14, 1880 500.00 

March3,1881 5,000.00 

Augusta,  1882 5,000.00 

July  5,1884 2,000.00 

Augu8t5, 1886 3,000.00 

August  11, 1888 3, 000. 00 

September  19, 1890 7,  500. 00 

July  13,1892 1,500.00 

Total 152,918.44 
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Mone^  statement, 

July  1,  1893,  balance  unexpended $5, 240. 95 

July  1,  1894,  balance  unexpended 5, 240. 9& 

{Amount  (estimated)  required  for  completion  of  existing  project 1, 500. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  une  30, 1896      1,  500. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


COMMERCIAL  STATISTICS. 

Amount  of  revenue  collected,  1892,  $571.47;  1893,  $492.77;  1894, . 


Shipping. 

j         1892. 

18D3. 

1894. 

Entrances: 

Korci'Ti 

44 

6.358 
756 

2.919 
4.466 

No. 
56 
14 

22 
27 

Tont. 

8,781 
800 

2.627 
6,750 

No. 
29 

Tons. 
4,353 

Domestic 

Clcarancoa : 

F-onngu 

DomcHtic 

13 

26 

18 

18 

15 
3 

1.280 

Imported. 


Coal 

Iron 

Wood 

Liimbor 

Salt 

Ice 

Fish 

Miscellnneoas  . 


1892. 


Tont. 
6,000 


*300 
7,140 

500 

80 

1,500 

740 


1893.  1894. 

I 

Tons.         I  Tons. 

6,500  j  5,000 

1,500  50 

*250 

1,500  11,500,  COO 

j  675 

""  3,'8o6": i'ico 


*  Cords. 


tFeet. 


All  classes  and  nationalities  of  vessels  visit  the  harbor  for  shelter  or  with  cargo. 
Forty-five  hundred  vessels  entered  the  harbor  during  the  year. 


B2I. 


IMPROVEMENT  OF  HARBOR  AT  CHATHAM,  MASSACHUSETTS. 

Chatham  Harbor  is  at  the  eastern  end  of  Nantucket  Sound,  about 
15  miles  east  of  Hyannis,  Mass.  Its  outer  anchorage,  known  as  Chat- 
ham Roads,  is  a  capacious,  deep,  unobstructed  liarbor  of  refuge  from 
northerly  and  easterly  gales. 

The  inner  harbor,  locally  known  as  "  Stage  "  Harbor,  is  small  but  well 
landlocked.  It  is  about  one-half  mile  long,  500  to  COO  feet  \yide,  and 
has  8  to  12  feet  depth  at  mean  low  water.  Its  entrance  was  originally 
obstructed  by  three  bars,  on  which  the  depth  at  mean  low  water  was 
not  to  exceed  4  feet.    The  mean  rise  or  fall  of  the  tide  is  5  feet. 

The  project  for  the  improvement  of  the  inner  harbor  was  submitted 
December  19, 1890,  and  was  based  on  a  survey  made  in  October,  1890. 
It  proposed  to  dredge  a  channel  G  feet  deep  at  mean  low  water,  through 
the  three  obstructing  bars,  100  feet  wide  at  the  inner  bar,  150  feet  wide 
at  the  middle  bar,  and  200  feet  wide  at  the  outer  bar,  at  an  estimated 
cost  of  $10,000. 
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But  one  appropriation  has  been  made  for  this  work,  viz,  by  the  "act 
of  September  0,  1890,  $5,000. 

The  total  expenditures  to  June  30,  1893,  were  $4,402.15. 

On  June  30,  1893,  the  improved  channel  through  the  middle  and 
inner  bars  was  100  feet  wide,  6  feet  deep  at  mean  low  water.  Nothing 
had  been  done  on  the  outer  bar.  At  least  5  feet  draft  could  be  carried 
into  the  harbor  at  mean  low  water. 

No  operations  were  in  progress  during  the  fiscal  year,  and  at  the  date 
of  this  report  the  condition  of  the  improvement  is  the  same  as  on  June 
30,  1893. 

To  complete  the  improvement  would  require  an  appropriation  of 
$5,000,  all  of  which  could  be  expended  during  the  fiscal  year  ending 
June  30, 1896. 

Cliatliam  Harbor  is  iQ  the  collection  district  of  BarDstablo,  Mass.,  of  which  Barn- 
stable is  the  port  of  entry ;  the  nearest  light-house  is  Hardings  Beach  Light. 

The  accompanying  commercial  statistics  have  been  furnished  by  the 
collector  of  customs  at  Barnstable,  Mass. 

Money  statement, 

Jnly  1, 1883,  balance  unexpended $597. 85 

July  1,  1894,  balance  unexpended 597.  85 

{Amount  (estimated)  required  for  completion  of  existing  project 5, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30,1896      Q,  000. 00 
Submitted  in  compliance  with  requirements  of  sections  2«of  river  «nd 
harbor  acts  of  1866  and  1867  and  of  sundry  civU  act  of  March  3, 1893. 


«  • 


COMMERCIAL   STATISTICS. 


Shipping. 

1892. 

1803. 

1894. 

Entrances : 

Foreign - -- 

Ko. 

Tons, 

No.      Tons. 

No.  i   Tans. 

Domestic 

125  i     1,517 

Clearances : 

ji'oTeign 

Domestic 

125  1     1,517 

1 

Imported. 

1892. 

1803. 

Tons. 
2.000 
5 
1,000 
1.000 
1,000 

1634. 

Coal 

Tons. 
3,000 

Tons. 

1  200 

Iron 

Grain , 

Lumber 

1,000 
4,  OLD 

*  200,  OO'i 

Misccllaneons 

lt;o 

*  Feet. 


Vessels  of  all  kinds  drawing  from  2  to  10  feet  frequent  the  harbor  for  shelter  or 
with  cargo.  * 
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B22. 

REMOVING  SUNKEN  VESSELS  OR  CRAFT  OBSTRUCTING  OR  ENDANGERING 

NAVIGATION. 

On  August  7, 1893,  the  wreck  of  the  schooner  Wildfire  in  Province- 
town  Harbor,  Massachusetts,  was  reported  to  be  an  obstruction  to 
navigation,  and  its  removal  recommended,  at  an  expense  of  $1,000,  as 
estimated. 

Sealed  proposals  for  this  work  were  invited  by  public  advertisement, 
dated  August  12, 1893.  The  bids  received  were  opened  September  22, 
1893,  and  an  abstract  of  them  will  be  found  in  the  annexed  table. 

On  October  6,  1893,  a  contract  was  entered  into  with  Mr.  D.  A. 
Johnston,  of  Camden,  N.  J.  Operations  under  this  contract  were  com- 
menced early  in  November,  1893,  and  the  work  was  satisfactorily  com- 
pleted on  December  2, 1893. 

The  total  expense  was  $684.42. 

On  October  10, 1893,  the  wrecks  of  three  unknown  schooners  off 
Chatham,  Mass.,  were  reported  to  be  obstructions  to  navigation,  and 
their  removal  recommended,  at  an  estimated  cost  of  $3,000. 

Sealed  proposals  for  this  work  were  invited  by  public  advertisement, 
dated  October  20, 1893,  and  the  bids  received  were  opened  December 
1, 1893.    An  abstract  of  them  will  be  found  in  the  annexed  table. 

The  specifications  called  for  a  separate  bid  for  each  wreck,  to  cover 
the  contingency  that  one  or  more  may  be  removed  by  storms  or  other- 
wise before  work  could  be  done  on  it. 

From  December  12  to  16, 1893,  search  was  made  for  the  wrecks  by  a 
party  of  hired  labor,  and  but  one  could  be  found,  numbered  2  in  the 
specifications. 

On  December  18, 1893,  a  contract  was  entered  into  with  Messrs. 
Johnston  &  Townsend,  of  Somers  Point,  N.  J.,  for  the  removal  of  this 
wreck. 

Operations  under  this  contract  were  commenced  immediately  and 
satisfactorily  completed  December  29, 1893. 

The  total  cost  was  $526.08. 

On  December  12, 1893,  the  wreck  of  the  steamship  Pm^  on  Chatham 
Bar,  Massachusetts,  was  reported  to  be  an  obstruction  to  navigation, 
and  its  removal  recommended  by  hired  labor,  at  an  estimated  cost  of 
$600. 

Operations  were  commenced  January  1, 1894,  and  the  wreck  was 
removed  to  the  level  of  the  surrounding  bottom  on  February  1,  1894. 

The  cost  was  $276.26. 


Abstract  of  proposals  for  removing  wreck  of  schooner  Wildfire  in  Provincetotvn  Harhor^ 
Massachusetts,  opened  September  22,  1893,  by  Lieut,  Col.  S.  M,  Mansfield,  Corps  of 
Engineers. 


No. 


Name  and  address  of  bidder. 


Geo.  W.  Townsend,  Boston,  Mass 

C.  J.  Kelly  and  Cr.  M.  Van  Sant,  Atlantic  City,  N.  J. . . . 

D.  A.  Johnston,  New  York,  N.  Y.  * 

C.  W.  Johnston  and  E.  Townsen*!,  Somers  Point,  N.  J 

Thomas  Llddle,  East  Boston,  Mass 

Judson  K.  Nash,  East  Boston,  MasA 


.V  mount. 


$6g9 
863 
675 
749 
1,400 
735 


♦Lowest  bid. 


Contract  awarded  to  Mr.  D.  A.  Johnoton,  with  the  approval  of  the  Chief  of  Engi- 
neers. 
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Ahstract  of  proposals  far  removal  of  masts  and  spars  of  wrecks  of  three  unknown  schooners 
off  Chatham f  Mass.,  opened  Di 


of  Engineers. 


December  1,  1893 ^  hy  Lieut.  Col.  S.  M.  Mansfield,  Corps 


No. 


Name  and  address  of  bidder. 


Price 
bid. 

I    C$249 
Charles  W.  JohnBton  and  Enoch  Townsend,  Somers  Point,  N.J ,   <    274 

1    i   249 

I    C    800 

D.  A.  Johnston,  Camden,  N.  J. ,  an  i  R.  Mcintosh,  Provincetown,  Mass '   <   C(.0 

I    f    500 

'    (   445 
Cornelius  J.  Kelly  and  Gilbert  M.  Van  Sant,  Atiantic  City,  N.  J <   445 

^    445 


Total. 


1772 


1,900 


1,335 


*  Lowest  bid ;  will  remove  the  three  wrecks  for  $524. 50. 

Contract  awarded  to  Johnston  &  Townsend,  with  the  approval  of  the  Chief  of 
Engineers. 
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IMPROVEMENT  OF    RIVERS   AND  HARBORS   IN   SOUTHEASTERN   MASSA- 
CHUSETTS, IN  RHODE  ISLAND,  AND  IN  EASTERN  CONNECTICUT. 


REPORT  OF  CAPT.  W.  H.  BIX  BY,  CORPS  OF  ENGINEERS,  OFFICER  IN 
CHARGE,  FOR  THE  FISCAL  YEAR  ENDING  JUNE  SO,  1894,  WITH  OTHER 
DOCUMENTS  RELATING  TO  THE  WORKS. 


1MPROVKMKXT8. 


1.  Harbor  of  refuge  at  Hyannis,  Mass. 

2.  Harbor  of  refugo  ai  Nantucket,  Mass. 

3.  Marthas  Vineyard,  inner  harbor  at 

Edgartown,  Mass. 

4.  Harbor  at  Vineyard  Haven,  Mass. 

5.  Warehani  Harbor,  Massachusetts. 

6.  New  Bedford  Harbor,  Massachusetts. 

7.  Canapitsit  Channel,  Massachusetts. 

8.  Taunton  River,  Massachusetts. 

9.  Pawtucket  River,  Rhode  Island. 

10.  Providence  River   and  Narragansett 

Bay,  Rhode  Island. 

11.  Green     Jacket     Shoal,     Providence 

River,  Rhode  Island. 


12.  Newport  Harbor,  Rhode  Island. 

13.  Harbor  of   refugo  at  Point  Judith, 

Rhode  Island. 

14.  Harbor    of  refugo  at  Block   Island, 

Rhode  Island. 

15.  Pawcatuck  River,  Rhode  Island  and 

Connecticut. 

16.  Harbor    of    refuge    at    Stoningtou, 

Conn. 

17.  Removing    snnkeu  vessels    or   craft 

obstructing  or  endangering  navi- 
gation. 


United  States  Engineer  Office, 

Netcporty  R.  J,  July  (J,  1894. 
General:  I  have  the  honor  to  submit  herewith  annual  reports  on 
the  river  and  harbor  works  under  my  charge  at  the  end  of  the  fiscal 
year  ending  June  30, 1894. 

In  the  work  of  this  year  this  office  has  been  assisted  by  Lieut.  W. 
W.  Harts,  Corps  of  Engineers,  and  by  Assistant  Engineers  Edward 
Parrish  and  John  H.  Rostock. 

Very  respectfully,  your  obedient  servant, 

W.   H.   BlXBY, 

Captain,  Corps  of  Engineers, 
Brig.  Gen.  Thomas  L.  Casey, 

Chief  of  Engineers,  U.  8.  A. 


Ci. 

HARBOR  OF  REFUGE  AT  HYANNIS,  MASSACHlJSETrS. 

The  harbor  of  Hyannis  lies  on  the  south  shore  of  the  peninsula  of 
Cape  Cod,  about  15  miles  to  the  westward  of  the  heel  of  the  cai>t».,  and 
is  an  important  harbor  of  refuge.  (For  map,  see  p.  592,  Annual  lieport 
of  1884.) 

The  mean  rise  and  fall  of  the  tide  is  about  3^  feet. 

571 
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Original  condition, — Before  improvement  it  was  an  open  roadstead, 
exposed  to  southerly  storms,  with  depths  varying  from  10  to  20  feet  in 
the  inner  harbor. 

In  tlie  years  1827-1838  a  breakwater  of  riprap  ^anite,  1,170  feet  long 
was  constructed,  covering  an  anchorage  of  about  175  acres,  the  entrance 
to  which  had  a  depth  of  about  15 J  feet.  In  the  years  1852-1 882 exten- 
sive repairs  were  made  in  increasing  the  width  of  its  base  and  the  size 
of  the  stone  forming  its  sides  and  top.  About  $124,000  was  spent  on 
this  work,  completed  in  1882. 

At  the  adoption  of  the  present  project  the  15.5  feet  depth  anchorage 
covered  only  about  47  acres,  and  the  30  additional  acres  to  be  dredged 
carried  an  average  of  about  12  feet  depth  of  water  at  low  water. 

Plan  of  improveynent. — The  present  approved  project,  that  of  1884, 
provides  for  the  dredging  to  15.5  feet  depth  at  low  water  of  about  34 
acres  of  shoal  area  north  of  the  existing  breakwater,  so  as  to  increase 
the  deep-water  harborage  by  that  amount;  all  at  a  total  cost  estimated 
in  1884  at  $45,743.20  (including  $81.20  left  over  from  a  former  project). 

A  plan  of  the  works  may  be  found  at  p.  660,  Annual  Report  of  the 
Chief  of  Engineers  for  1885,  and  p.  804  of  1893;  and  further  informa- 
tion at  p.  621  of  1885. 

Approiyriations. — Upon  the  present  project  appropriations  have  been 
made  as  follows:  On  hand  1884,  $81.20;  1886,  $10,000;  1888,  $10,000; 
1890,  $8,000;  1892,  $6,000.    Totals  up  to  June  30,  1893,  $34,081.20. 

Amount  expended  and  results  to  June  30^  1893. — The  total  amount 
expended  on  the  present  project  (including  $66  of  outstanding  liabil- 
ities) up  to  June  30,  1893,  was  $28,609.23,  by  which  13  acres  out  of  36 
had  been  dredged. 

Operations  during  the  pa^st  fiscal  year, — Value  of  United  States  plant, 
$6,930.  Including  $147.44  of  outstanding  liabilities  on  June  30,  1894, 
the  expenses  of  the  year  were  $4,963.90. 

By  indorsement  of  August  19,  the  time  of  commencing  contract  work 
was  extended  until  October  10, 1893,  thus  extending  the  time  of  com- 
pletion until  March  10,  1894.  Upon  special  application  of  the  con- 
tractor, approved  by  department  indorsement  of  January  5,  the  time 
of  completing  contract  was  further  extended  to  May  10, 1894.  By 
department  indorsement  of  May  1  this  time  was  further  extended  to 
June  10, 1894.  The  commencement  of  work  at  this  place  was  delayed 
partly  by  the  contractor  choosing  to  finish  the  New  Bedford  work  first, 
and  partly  by  the  severe  weather  of  December,  January,  and  February. 
Dredging  was  finally  commenced  by  the  contractor  at  this  place  in 
April  and  completed  on  June  8, 1894;  by  which  21,880  cubic  yards  of 
sand  were  removed  from  10,545  feet  length  and  25  feet  width  of  cutting 
and  to  15.5  feet  depth  at  low  water,  resulting  in  an  addition  of  about 
6.1  acres  to  the  anchorage  basin.  Further  dredging  must  await  fur- 
ther appropriations. 

This  work  was  in  the  local  charge  of  Mr.  Edward  Parrish  as  assist- 
ant engineer,  with  Mr.  C.  O.  Abel  as  inspector. 

Worlc  required  to  complete  the  existing  project. — The  work  required  to 
complete  the  existing  project  is  the  completion  of  the  dredging  to  a 
depth  of  15^  feet  over  16  acres  more  in  the  area  limited  on  the  west 
by  a  line  running  due  north  from  the  western  end  of  the  breakwater, 
and  on  the  north  by  a  line  running  parallel  to  the  breakwater,  ana 
distant  500  feet  from  it,  leaving  a  berm  of  100  feet  along  its  northern  side. 

Operations  contemplated  for  the  fiscal  year  ending  June  30y  1895, — It 
is  proposed  to  apply  the  balance  on  hand,  and  the  next  appropriations, 
toward  the  completion  of  the  anchorage  area  inside  the  breakwater. 
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between  the  harbors  of  Marthas  Vinera' 
town)  and  Provincetown,  a  distance  of; 
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harbor  of  Hyannis,  on  the  other  (the  north)  side  of  Kantucket  Sonnd. 
The  navigation  of  this  sound  is  intricate  and  dangerous  by  reason  of 
numerous  shoals.  Nantucket  Harbor  has  deep  water  inside,  and  the 
object  of  the  improvement  is  to  make  it  a  harbor  of  refuge  for  vessels 
plying  between  i>orts  north  and  south  of  Cape  Cod,  estimated  to  be 
50,000'Hnnually.  In  the  memorial  to  Congress,  on  which  the  first  appro- 
priation for  this  harbor  of  refuge  was  based,  it  was  stated  that  more 
than  500  vessels  had  been  wrecked  in  the  vicinity  of  the  island.  (For 
map  of  harbor  se<3  p.  423,  Annual  Keport  of  1880,  and  p.  576  of  Report 
of  1885.) 

The  mean  rise  and  fall  of  the  tide  is  about  3  feet. 

Original  cmidition, — At  the  adoption  of  the  present  project  no  jetties 
existed,  and  the  channel  entrance  was  barred  by  a  shoal  of  1.5  miles 
width,  on  which  there  was  only  6  feet  depth  of  water  at  low  tide,  the 
channel  being  very  crooked  and  subject  to  changes  in  location. 

Plan  of  improvement — The  present  approved  project,  that  of  1880,  as 
modified  in  1885,  provides  for  the  construction  of  two  jetties  as  training 
walls,  one  on  each  side  of  the  harbor  entrance,  planned  so  as  to  allow 
the  tidal  current  to  assist  in  scouring  out  and  maintaining  a  good  chan- 
nel, and  for  the  completion  of  the  work  by  dredging  where  necessary 
to  obtain  a  depth  of  from  12  to  15  feet  at  low  water  in  this  channel,  all 
at  a  total  cost  estimated  in  1885  at  $375,000. 

A  plan  of  the  works  may  be  found  at  p.  578,  Annual  Report  of  the 
Chief  of  Engineers  for  1885,  and  p.  806  of  1893 ;  and  further  information 
at  p.  436  of  1880,  p.  544  of  1881,  p.  505  of  1884,  and  pp.  563,  575,  578  of 
1885. 

A2)propriation8. — Upon  the  present  project  appropriations  have  been 
made  as  follows:  1880,  $50,000;  1881,  $25,000;  1882,  $25,000 j  1884, 
$10,000;  1886,  $15,000;  1888,  $20,000;  1800,  $25,000;  1892,  $25,000. 
Totals  up  to  June  30, 1893,  $195,000. 

Amo2int  expended  and  results  to  June  30^  1893, — The  total  amount 
expended  on  the  present  project  (including  $599.05  outstanding  liabili- 
ties) up  to  June  30,  1893,  was  $172,045.22,  by  which  the  west  jetty  had 
been  built  to  3,955  feet  length  with  full  height;  theeast  jetty  had  been 
built  to  834  feet  length  with  full  height;  then  came  a  gap  of  160  feet, 
anil  then  1,300  feet  length  raised  to  half-tide  level,  completing  about 
half  the  needed  work. 

Operations  during  the  past  fiscal  year, — Value  of  United  States  plant, 
$6,490.  Including  $3,570.96  of  outstanding  liabilities  on  June  30, 1894, 
the  expenses  of  the  year  were  $6,391.87. 

During  the  year  general  preparations  and  repair  of  plant,  including 
overhauling  of  jetty  light,  and  later,  the  replacing  of  both  the  lantern 
and  staff,  which  during  the  past  winter  had  been  carried  away  by  ice 
and  lost.  Informal  bids  for  placing  stone  in  the  jetties  were  received, 
and  contract  entered  into  with  Messrs.  S.  &  E.  S.  Belden,  of  Hartford, 
Conn:,  under  date  of  April  16  (approved  by  the  Chief  of  Engineers  on 
April  21),  at  $1.85  per  ton  of  2,000  pounds  in  place  in  the  east  jetty, 
and  $2  i)er  ton  cf  2,000  pounds  in  place  in  the  west  jetty;  work  to  be 
conuneiced  on  or  before  June  30,  and  completed  on  or  before  December 
31,  1894.  Work  was  actually  commenced  by  the  contractor  on  May  30, 
and  was  in  i)rogress  at  the  end  of  the  year;  825  tons  of  core  stone  and 
590  tons  of  facing  stone  being  placed  in  the  east  jetty,  thereby  extend- 
ing it  by  420  feet;  and  575  tons  of  facing  stone  being  placed  qn  the 
west  jetty,  thereby  leveling  it  up  to  about  100  feet  from  the  shore  end. 

A  light  has  been  maintained  on  the  west  jetty  during  the  year. 

This  %vork  was  in  the  local  charge  of  Mr.  Edward  Parrish  as  assistant 
engineer,  with  Mr.  C.  O.  Abel  as  inspector. 
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Work  required  to  complete  the  existing  'project — The  work  required  to 
complete  the  existing  project  is  the  extension  of  the  east  jetty,  the 
raising  of  the  west  jetty  in  some  places,  and  the  excavation  by  dredg- 
ing of  so  much  of  tiie  channel  as  may  not  be  excavated  by  tidal  scour. 

Operations  contemplated  for  the  fiscal  year  ending  June  30,  1895. — The 
work  has  been  much  delayed  heretofore  by  the  scour  around  the  end 
of  the  jetty,  making  it  necessary  to  build  it  in  15  feet  of  water  instead 
of  in  5.  According  to  the  present  plan  it  is  proposed  to  build  up  a 
considerable  length  of  the  jetty  to  the  half- tide  level  before  completing 
it  to  the  full  cross  section.  The  channel  appears  to  be  moving  contin- 
ually to  the  eastward  and  deepening  slightly  from  year  to  year. 

It  is  proposed  to  apply  the  balance  on  hand  and  the  next  appropria- 
tion to  the  further  construction  of  the  east  jetty  and  raising  low  places 
in  the  west  jetty,  together  with  a  little  dredging,  if  necessary. 

Nantucket  is  in  the  Nantucket  collection  district  and  is  a  port  of  entry.  There 
was  $60  revoniio  collected  in  the  last  calendar  year.  The  value  of  the  harbor  is 
mainly  as  a  harbor  of  refuge.  The  nearest  liKht-houses  are  Nantucket  Cliif  and 
Brant  Point  lights.  The  nearest  fortification  is  the  fort  at  Clark  Point,  New  Bed- 
ford, Mass. 

Money  statement. 

July  1, 1893,  balance  unexpended $22,954.78 

June  30, 1894,  amount  expended  during  fiscal  year 3, 419.  ^ 

July  1, 1894,  balance  unexpended 19,  534. 82 

July  1, 1894,  outstanding  liabilities $3, 570. 96 

July  1, 1894,  amount  covered  by  uncompleted  contracts 13, 407. 25 

16, 978. 21 

July  1, 1894,  balance  available 2,556.61 

(Amount  (estimated)  required  for  completion  of  existing  project 180, 000.  CO 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  uue  30, 1896  100,  000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


COMMERCIAL  STATISTICS. 


The  commerce  arriving  and  leaving  Nantucket  Harbor,  Massachusetts,  by  water 
during  the  calendar  year  ending  December  31,  1893,  is  estimated  as  follows,  based 
mainly  upon  reports  received  from  Mr.  Joseph  W.  Clapp,  collector  of  customs,  Nnn- 
tacket,  Mass. : 


Class  of  goods. 

Exports. 

$15,000 

Imports. 

Total. 

$17,000 
4,  000 
12,000 
30,000 
10,000 
40,000 
12,000 
1,000 
16,000 
45.000 
15,000 

115,000 
75,000 

Tonnage. 

Fish,  oysters,  etc 

$2,000 
4,000 
12,000 
30,000 
10,000 
40.000 
12,000 
1,000 

ie.000 

45,000 

15.  000 

115,000 

75,000 

40) 

Jji  w  Ht4)ck  an<l  nroducts  ...   .   .. 

15 

Vegetables  and  truck 

6>IU 

G rain  and  foracm ..,...--' 

G«)0 

Rice V ' 

0> 

Tobacco 1-     

70 

Fertilizers 

GOU 

Naval  stores 

10 

Lumber  and  products 

1,  TiOJ 

Conl,  miuern Is, and  products. ... .X.     .  .*...... 

7.  5  H) 

Machinery  and  hardware I 

100 

General  merchandise ' 

\,fi{\) 

Sundries - -  - 

2J»00 

Total 

15,000 

377,000 

392,000 

14,055 

Gain  over  last  year,  about  1,000  tons;  transportation  lines  establiehed  during  the 
year,  none. 
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The  passage  of  vessels  through  this  waterway  is  estimated  as  follows  (eaeh 
entrance  and  departure  together,  being  counted  as  one  passage) : 


Character  or  class  of  service. 


Num-     Average 
ber.         draft. 


Steam: 

Freight  and  passenger 

Freight  mainly 

Tngs 

Pleasure  boats 

Sail: 

Freight 

Passenger  schooners .. 

Fishing  bonta 

Pleasure  boats,  large . . 

Pleasure  boats,  small  . 


480  I 

3 

1 

10 

3 

7 

1 
21 
20 


Feet. 


Avera^o 
tonnage. 


Tons. 
500 

so' 


10 
6 
3.5 


C3. 

IMPROVEMENT   OP  MARTHAS    VINEYARD    INNER 
TOWN.  MASSACHUSETTS. 


HARBOR   AT   EDGAR- 


The  inner  harbor  at  Edgartown  lies  in  the  northern  part  of  the 
waterway  or  strait  that  separates  Chappaquiddick  Island  from  the  east 
end  of  Marthas  Vineyard.  It  extends  soutliward  about  IJ  miles  from 
Chappaquiddick  Point,  opposite  Edgartown,  and  averages  about  one- 
fifth  of  a  mile  in  width. 

•This  harbor  is  so  completely  landlocked  as  to  form  a  safe  harbor  of 
refuge  for  small  vessels,  but  the  contracted  width  of  the  entrance  and 
the  resulting  velocity  of  the  tidal  currents  make  it  difficult  to  pass 
through.  (For  map  of  this  harbor  see  House  Ex.  Doc.  No.  69,  of  Fifty- 
first  Congress,  first  session.) 

Original  condition. — At  the  adoption  of  the  present  project  the  mid- 
dle-ground shoal  carried  only  about  6  feet  depth  of  water,  and  was  a 
very  troublesome  obstruction. 

Plan  of  improvement — The  present  approved  project,  that  of  1889,  pro- 
vides for  the  removal  to  10  feet  depth  at  low  water  of  a  "  middle-ground'' 
shoal  in  the  central  part  of  the  inner  harbor;  all  at  a  total  cost  esti- 
mated in  1893  at  $7,000. 

A  description  of  the  works  may  be  found  at  p.  588,  Annual  Report  of 
the  Chief  of  Engineers  for  1890,  and  a  plan  of  the  same  in  House  Ex. 
Doc.  !N^o.  59,  of  the  Fifty-first  Congress,  first  session,  and  p.  810,  Annual 
Eeportof  1893;  and  other  special  information  at  p.  809,  Annual  Beport 
of  1893. 

Appropriations. — Under  the  present  project  appropriations  have  been 
made  as  follows :  1890,  $2,000:  1892,  $2,500.  Total  up  to  June  30, 1893, 
$4,500. 

Amount  expended  and  results  to  June  30^  1893. — The  total  amount 
expended  on  the  present  project  (including  $126.54  outstanding  liabil- 
ities) up  to  June  30, 1893,  was  $4,394.15,  by  which  about  three-quarters 
of  the  shoal  had  been  dredged  to  full  depth. 

Operations  during  the  past  fiscal  year. — Value  of  United  States  plant, 
$160.  Including  $6.70  of  outstanding  liabilities  on  June  30, 1894,  the 
expenses  of  the  year  were  $104.44. 

During  the  year,  general  office  work  only,  including  preparations  for 
future  work.    Further  dredging  awaits  further  appropriations. 

This  work  was  in  the  local  charge  of  Mr.  J.  fl.  Rostock  as  assistant 
engineer.  
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Work  required  to  complete  the  existing  project. — The  work  required  to 
complete  the  existing  i^roject  is  the  excavation  of  the  remaining  quar- 
ter of  the  middle  ground  to  a  depth  of  10  feet  at  mean  \ow  water. 

Operations  contemplated  for  the  fiscal  year  ending  June  30^  1895, — It 
is  proposed  to  complete  the  project. 

Edgartown  is  in  the  Edgartown  collection  district  and  is  a  port  of  entry.  The 
amount  of  revenue  collected  there  during  the  last  calendar  year  AViia  $653.87;  the 
nearest  light-house  is  the  Edgartown  Light ;  the  nearest  fortification  is  the  fort  at 
Clark  Point,  New  Bedford,  Mass. 

Money  statement. 

July  1,  1893,  balance  unexpended $232.39 

June  30,  1894,  amount  expended  duriug  fiscal  year 224. 28 

July  1,  1894,  balance  unexpended -. 8. 11 

July  1,  1894,  outstanding  liabilities 6.  70 

July  1,  1894,  balance  available 1.41 

{Amount  (estimated)  required  for  completion  of  existing  project 2, 500. 00 
A  mount  that  can  be  profitably  expeuded.  in  fiscal  year  ending  June  30, 1896       2, 500. 00 
Submitted  in  corapHance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


COMMERCIAL   STATISTICS. 


The  commerce  arriving  and  leaving  Edgartown,  Marthas  Vineyard,  Mass.,  by 
water  duriug  the  calendar  year  ending  December  31,  1893,  is  estimated  as  follows, 
based  mainly  upon  reports  received  from  Mr.  C.  H.  Marchaut,  collector  of  customs, 
Edgartown,  Mass. : 


Claas  of  goo'.U. 


Ill 

I  Exports. ;  Imports. ;    Total.    .Tonnage. 


'  Fish,  oysters,  etc I    $75,500 

Live  stock  and  products I        C,  800 

Grain  and  forage 

llico 

'I'obacco ' 

Cotton  and  products j 

Fertilizers ' 

Coal,  minerals  and  products 

Matlnnery  and  liaraware 

(ieneral  merchaDdiso 

Suuil  ries 


1,200 


9. 000 
6,000 


$2,700  I 
16,700  ; 
97,000  ' 
100  I 
50,000  I 
34.500  I 

1,500  1 
23, 100 
15.  0(kO 
533,250  ' 

6,000  : 


$78,  200 

2,000 

23,500 

150 

97,000 

3,000 

100 

1 

50,000 

603 

34. 500 

30 

1,500 

75 

24,  300 

4,000 

15,000 

600 

512,250 

7,000 

12.000 

800 

Total 98,500  i    779.850       878,350' 


18,250 


Gain  over  last  year,  none.  Transportation  lines  established  duriug  the  year,  none 
reported. 

The  passage  of  vessels  through  this  waterway  is  estimated  as  follows  (each  entrance 
and  departure  together  being  counted  as  one  x^assage) : 


Character  or  class  of  service. 


Steam : 

Freight  and  passenger 

Fishing , 

Tugs 

Pleasure  boats 

Sail: 

Freight , 

Fishing  boa»« 

Pleasure  boats,  large. . 
Pleasure  boatA,  small. . 


Nuni-    Average    Average 
ber.        draft.      t'lnna^'o. 


Feet. 

Tona. 

240 

9 

345 

30 

11 

120 

105 

9.5 

80 

125 

8 

100 

515 

12 

150 

10,  600 

3.6 

9 

660 

5 

11 

2,500 

2 

3 
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IMPROVEMENT  OF  VINEYARD  HAVEN  HARBOR,  MASSACHUSP:TTS. 

Vineyard  Haven  is  a  deep  indentation  in  the  nortliern  shore  of  the 
island  of  Marthas  Vineyard,  on  the  sonthern  side  of  Vineyard  Sound. 
It  is  triangular  in  form  and  faces  the  northeast.  The  ^yidtll  of  the 
mouth  of  the  harbor,  or  the  distance  between  the  points  of  land  on  the 
east  and  west  sides  of  the  entrance  known  as  East  Chop  and  West 
Chop,  is  about  1^  miles;  and  from  a  line  connecting  the  chops  to  the 
narrow  southerly  end  of  the  harbor,  at  which  is  situated  the  town  of 
Vineyard  Haven,  the  distance  is  about  If  miles.  The  entire  area  of 
the  harbor  between  the  shore  lines  is  about  940  acres,  of  which  some 
657  acres  have  a  depth  of  not  less  than  15  feet.  The  mean  rise  and  fall 
of  the  tide  is  1.7  feet. 

Original  condition. — At  the  mouth  of  theharbor  the  wearing  away  of 
the  chops  by  the  action  of  the  wave's  in  storms  had  been  noted  for  many 
years.  The  former  site  of  a  light-house  on  West  Chop  had  entirely 
disappeared.  The  debris  was  carried  by  the  current  into  the  harbor, 
where  it  formed  shoals,  wliich  were  gradually  impairing  the  anchorage 
capacity,  especially  in  the  upper  part  of  the  harbor.  ( For  map  of  harbor 
see  p.  580  of  Annual  Eeport  of  1887.) 

Flan  of  improvement, — The  present  approved  project,  that  of  1887, 
as  modified  in  1889,  provides  for  the  protection  of  the  "chops"  (or  head- 
lands) from  erosion,  and  tlie  intervening  harbor  from  being  filled  by  the 
eroded  material;  the  whole  to  be  done  by  means  of  stone  sea  walls  and 
jetties,  to  be  built  along  the  beach  in  front  of  the  bluffs  at  both  head- 
lands, all  at  a  total  cost  estimated  in  1889  at  860,000. 

A  description  of  the  work  may  be  found  at  p.  594,  Annual  Report  of 
the  Chief  of  Engineers  for  1882,  p.  577  of  1887,  and  p.  012  of  1889,  and 
a  map  of  the  same  at  p.  812  of  1893. 

Appropriations. — Upon  the  present  project  appropriations  have  been 
made  as  follows:  1888,  $25,000;  1890,  $10,000;  1892,  $7,500.  Total  itp 
to  June  30,  1893,  812,500. 

Amou7it  expended  and  results  to  June  30^  1S93. — The  total  amount 
expended  on  the  present  project  (including  $219.05  outstanding  liabili- 
ties) up  to  June  30,  1893,  was  $35,993.89,  by  which  there  had  been  built 
a  sea  wall  of  450  feet  length,  and  a  ietty  of  50  feet  length,  at  the  East 
Chop;  and  a  sea  wall  of  400  feet  length,  3  jetties  of  from  80  to  290 feet 
length,  a  wharf  and  a  short  breakwater  of  GO  feet  length,  at  the  West 
Chop;  completing  about  half  the  needed  work. 

Operations  during  the  past  fiscal  year. — Value  of  United  States  plant, 
83,420.  Including  $457.12  of  outstanding  liabilities  on  June  30,  1894, 
the  exi)enses  of  the  year  were  $4,858.74. 

By  letter  from  office  of  Cliief  of  Engineers,  dated  August  7,  1893 
(contractor's  time  having  expired),  the  Engineer  officer  was  authorized 
to  continue  with  the  contractor  in  open  market,  at  the  same  rates  as 
those  of  the  original  contract.  Work  was  commenced  by  the  con- 
tractor in  August  and  continued  until  December,  when  stop])ed  on 
account  of  the  severe  winter  weather;  by  which  008  tons  of  heavy  stone 
and  467  tons  of  light  stone  were  placed  in  position  in  about  800  feet 
length  of  sea  walls  and  jetties  at  the  West  Chop,  comi)leting  such  work 
at  this  chop  for  the  present,  and  380  tons  of  heavy  stone  and  215  t<ons  of 
liglit  stone  were  put  in  position  in  about  000  feet  length  of  sea  wall  and 
jetties  at  the  P]ast  Chop,  l^reparations  are  being  made  for  resump- 
tion and  completion  of  work. 

This  work  was  in  the  local  charge  of  Mr.  Edward  Parrish  as  super- 
intendent, with  Mr.  S.  B.  Pendleton  as  inspector. 
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Worh  required  to  complete  the  existing  project, — The  work  required  to 
complete  the  existing  project  is  tlie  completion  of  these  systems  of  jet- 
tics  and  sea  walls  at  both  chops. 

Operations  contemplated  for  the  fiscal  year  ending  June  30^  1895. — It 
is  proposed  to  complete  the  project. 

Vineyard  Haven  ia  in  the  Edgartown  collection  district.  Edgartown  is  the  nearest 
port  of  entry.  The  amount  of  revenue  collected  at  Edgartown  in  the  last  calendar 
year  was  $6o3.87.  The  nearest  light-houses  are  thosfton  East  and  West  Chops.  The 
nearest  fortification  is  the  fort  at  Clark  Point,  New  Bedford,  Mass. 

Money  statement. 

J nly  1, 1893,  balan ce  unexpended $6,  725. 16 

June  30, 1894,  amount  expended  during  fiscal  year 4,  G20.  67 

July  1, 1894,  balance  unexpended 2, 104. 49 

July  1, 1894,  outstanding  liabilities ^57.12 

July  ij  1894,  amount  covered  by  uncompleted  contracts 977.  60 

1, 434. 72 

July  1, 1894,  balance  available €69.77 

{Amount  (estimated)  required  for  completion  of  existing  project 17, 500. 00 
A  mount  that  can  beprofitably  expended  in  tiscal  year  ending  June  30, 1896  .  17,  500. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


COMMERCIAL  STATISTICS. 


The  commerce  arriving  and  leaving  Vineyard  Haven  Harbor,  Massachusetts,  by 
water  during' the  calendar  year  ending  December  31,  1893,  is  estimated  as  follows, 
based  mainly  upon  reports  received  from  Mr.  Edward  C.  Lord,  Vineyard  Haven,  Mass. : 


ClasH  of  goods. 


I  Exports.   luports.  I    Total.    jTonunge. 


I 

Fish,  oysters,  etc j    $3G,  000 

Live  stock  and  products I        3, 500 

Vegetables  and  truck '  300 

Grain  and  forage | 

Rico. 


Tobacco 

Cotton  and  products 

Fertiliaers 

Xumber  and  products 

Coal,  niinorals,  and  products  . 

Machinery  and  hardware 

General  nierchaudise 

Sundries 


$300 
40,000 

5,000 
45,000 

4,000 
10,  000 
10, 000 

2,  000 
25.000 
40, 000 

5,000 

600.000 

10,000 


$36,300 
43,500 

5, 30O 
45,000 

4.000 
10,000 
10,000 

2,000 
25,000 
40,  000 

5,  000 

600,000 

10,000 


Total . 


39.  800       7»6,  300  I    836, 100 


Tons. 

500 

20D 

15 

2,500 

45 

15 

20 

50 

2,500 

8,000 

100 

5,000 

1,500 


20, 445 


Gain  over  1891,  about  4,000  tons,  or  $1£5,000.  Transportation  lines  estaluishcd 
during  the  year,  none. 

The  passage  of  vessels  through  this  waterway  is  estimated  as  follows  (each  entrance 
and  departure  together  being  counted  as  one  passage) : 


Character  or  class  of  sorvioe. 


Steam : 

Freijrht  and  passenger. 

Freight  mainly .... 

PsiSHcnger  mainly 

Fishing 

Tugs 

Pleasure  l>oats 

SaU: 

Freiijht 

Fislnng  boat** 

Pleasure  lioata,  largo  . . 

Pleasure  boats,  small  .. 


Num- 

Averjigc 

Average 

ber. 

draft: 

tonnage. 

Feet. 

Tons. 

1,500 

h         10 

6O0 

200 

16 

1,000 

50 

12 

900 

10 

10 

2oa 

500 

il 

100 

200 

9 

200 

7,000 

15 

500 

300 

10 

150 

500 

10 

100 

200 

5 

10 
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c  5. 

IMPROVEMENT   OF  WAREHAM  HARBOR,  MASSACHUSETTS. 

This  harbor  is  au  estuary  at  the  head  of  Buzzards  Bay.  The  object 
of  the  improvement  is  to  deepen  and  widen  the  channel  leading  from 
Buzzards  Bay  to  Wareham,  the  industries  of  which  (and  of  several 
towns  in  the  vicinity  with  which  it  is  connected  by  rail)  are  chiefly  the 
manufacture  of  iron,  whose  heavy  materials  and  supplies  must  be 
transported  by  water.  The  commerce  of  Wareham  is  carried  on  in 
sailing  vessels,  which  require  a  wide  channel  suited  to  beating  across 
the  wind. 

Another  object  of  the  improvement  is  the  raising  of  Long  Beach, 
over  which  the  sands  from  the  bay  were  washed  into  the  harbor.  The 
mean  rise  and  fall  of  the  tide  is  4  feet. 

Original  condition. — Before  improvement  the  ruling  depth  in  the 
harbor  was  about  7  feet  at  mean  low  water,  and  the  cliannel  was  nar- 
row and  very  crooked.  Long  Beach,  a  narrow  sand  spit  at  the  mouth 
of  the  harbor,  was  washed  and  abraded  by  the  waves  and  currents  at 
high  water,  and  the  material  was  carried  into  and  shoaled  the  channel 
inside. 

Between  1871  and  1875  $40,000  was  appropriated  to  obtain  a  channel 
depth  of  10  feet  in  the  lower  harbor  and  9  feet  in  the  upper  harbor,  and 
to  partially  protect  Long  Beach  by  brush  and  stone  work.  This  work 
was  finished  in  1876. 

At  the  adoption  of  the  present  project  the  headland  of  Long  Beach 
was  wearing  off'  and  the  adjacent  parts  of  the  channel  and  harbor  were 
shoaling;  the  channel  depth  was  limited  to  9  feet  at  low  water,  this 
channel  being  narrow  and  crooked. 

Flan  of  improvement, — The  present  approved  project,  that  of  1880, 
provides  for  the  deepening  and  widening  of  the  channel  from  Buzzards 
Bay  to  Wareham  so  a^  to  obtain  9  feet  depth  at  low  water  over  250  feet 
width  from  the  entrance  nj)  tf)  Barneys  Point,  thence  the  same  deptli 
over  350  feet  width  up  to  the  lower  wharves  of  the  city,  and  thence  the 
same  depth  and  from  200  to  100  feet  width  oi)posite  the  city  front;  and 
for  the  raising  and  protecting  of  Long  Beach  (the  eastern  headland  of 
the  entrance)  so  as  to  prevent  the  erosion  of  this  beach  and  the  shoal- 
ing of  the  adjacent  parts  of  the  channel  and  harbor;  all  at  a  total  cost 
estimated,  in  1887  at  $50,236. 

A  i)lan  of  the  works  may  be  found  at  p.  r^SQy  Annual  Report  of  the 
Chief  of  Engineers  for  1885,  and  p.  814  of  1893;  and  further  information 
at  p.  553  of  1881,  and  p.  81),  Part  I  of  1882. 

Appropriations, — Upon  the  present  project  appropriations  have  been 
made  as  follows:  1881,  $10,000;  1882,  $5,000;  1884,  $10,000;  1880, 
$15,000;  1888,  $4,000;  1890,  $5,000;  1892,  $7,236.  Total  up  to  June  30, 
1893,  $56,236. 

Amonnt  expended  and  results  to  June  30^  1893, — The  total  amount 
expended  on  the  ])resent  project  (including  $952.55  outstanding  liabili- 
ties) up  to  June  30, 1893,  was  $52,192.80,  by  which  the  channel  had  been 
deepened  to  half  width  and  full  depth  of  9  feet  in  its  upper  portion,  and 
to  less  width  in  its  lower  portions;  and  the  sand  spit  had  been  partly 
protected  by  catch-sand  iences  and  brush  and  stone  work. 

Operations  during  the  past  fiscal  year. — Value  of  United  States  plant, 
$5,550.  Including  $66.74  of  outstanding  liabilities  on  June  30,  1894, 
the  expenses  of  the  year  were  $3,635.16. 

During  the  year  the  minor  survey  was  completed.  Dredging  by  the 
Government  plant,  in  i)rogress  at  commencement  of  year,  was  continued 
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until  August  25,  when  stopped  by  exliiiustion  of  funds;  by  which 
^^5,874  cubic  yards  of  iimd,  1,972  yards  of  sand,  stone  and  gravel,  and  4 
cubic  yards  of  bowlders  were  removed  from  6,118  feet  length  and  33  to 
40  feet  width  of  cutting,  and  to  at  least  10  feet  depth  at  low  water. 

Further  dredging  awaits  further  appropriations. 

This  work  was  in  local  charge  of  Mr,  J.  II.  Kostock  as  assistant  engi- 
neer, with  Mr.  G.  Callin  as  overseer. 

Work  required  to  complete  the  existing  project, — The  work  required  to 
complete  the  existing  project  is  the  excavation  of  the  channel  to  its 
full  width  and  depth  at  its  upper  and  lower  ends. 

Operations  contemplated  for  the  fiscal  year  ending  June  30,  1895, — It  is 
proi)osed  to  apply  the  balance  of  funds  on  hand  and  the  next  appropri- 
ation toward  the  completion  of  the  channel. 

Wareliam  is  in  the  Now  Bedford  collection  district.  New  Bedford  is  the  nearest 
port  of  entry.  The  amount  of  revenue  collected  at  New  Bedford  in  the  last  calen- 
dar year  was  $192,794.10.  The  nearest  light-houses  are  Bird  Island  and  Wing  Neck 
lights.    The  nearest  fortification  is  the  fort  at  Clark  Point,  New  Bedford,  Mass. 

Money  statement, 

July  1, 1893,  balance  unexpended $4, 995. 75 

Juiie  30, 1894,  amount  expended  during  fiscal  year 4, 520. 97 

July  1, 1894,  balance  unexpended 474.78 

July  1, 1894,  outstanding  liabilities 66.74 

July  1, 1894,  balance  available 408.04 


COMMERCIAL  STATISTICS. 


The  commerce  arriving  and  leaving  Wareham  Harbor,  Massachusetts,  by  water 
during  the  calendar  year  ending  December  31,  1893,  is  estimated  as  follows,  based 
mainly  upon  reports  received  from  Mr.  Alden  Besse,  Warcham,  Ma«s. : 


Class  of  goods. 


Exports. 


Fish,  oysters,  shells,  etc  .... 

Li vo  stock  aiifl  products 

Vegetables  and  truck 

Grain  and  forage 

Lumber  and  products 

Coal,  minerals,  and  uroducts. 

Machinery  and  haruvrare 

General  uiercbandiso 

Sundries 


$30,000 

1,000 

240,000 

80.  000 

6,000 

1:J,  675 

750,000 

4.3.  000 

6,000 


Total I     1,167,675 


Imports. 


$8,000 
42,000 
12,000 

210,  000 
60,000 

515,  COO 
50,  000 

230,000 
40,000 


1, 167, 000 


Total. 


$38, 000 
43,000 
252, 000 
290,000 
6r»,  000 
528,  G75 
800,  000 
273,  000 
45,000 


Tonnage. 


Tout. 

8,000 

400 

3,250 

13,000 

3,000 

68,030 

20,000 

1,800 

400 


2,334,075         117,850 


Gain  over  last  year,  about  2,500  tons;  transportation  lines  established  during  the 
year,  none. 

The  passage  of  vessels  through  this  waterway  is  estimated  as  follows  (each 
entrance  an(f  departure  together  being  counted  as  one  passage)  ;• 


Character  or  class  of  service. 


,  Num-    Average  i  Average 
I    ber.        draft.     |  tonnage. 


Steam : 

Freight  mainly  . 

Tug« 

Barges,  freight 

Sail: 

Freight 

Pleaiiuro  boats.. 


30 

40  ' 

18  . 

l.-iO  ' 

200  I 


Feet. 


Tout. 


8  1 

300 

10  ; 

50 

10  1 

500 

12  ! 
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C  6. 
IMPROVEMENT  OF  NEW  BEDFORD  HARBOR,  MASSACHUSETTS. 

Xew  Bedford  Harbor  is  an  estuary  of  Buzzards  Bay  and  is  the  port 
of  the  cities  of  New  Bedford  and  Fairhaveu,  Mass.  New  Bedford  is 
an  important  ])ort  of  entry.  It  is  largely  interested  in  manufactures, 
those  of  cotton  predominating,  and  has  an  extensive  commerce  in  addi- 
tion to  its  whale  fisheries.  The  x>opulation  of  New  Bedford  and  Fair- 
haven  in  1S8S  was  about  38,000. 

The  object  of  the  improvement  is  to  provide  a  channel  18  feet  deep 
at  mean  low  water. 

The  mean  rise  and  fall  of  the  tide  is  about  4.2  feet. 

Orifjinal  condition, — Before  improvement  the  channel  had  a  ruling 
depth  of  about  12^  feet  at  mean  low  water. 

As  early  as  1830  some  little  dredging  was  done  for  the  improvement 
of  the  harbor.  The  increase  of  depth  obtained,  however,  was  only  2 
feet,  and  the  cut  but  30  feet  wide.  A  survey  of  the  harbor  was  made 
in  1852,  but  a  definite  project  for  its  improvement  was  not  made  until 
1874.  The  project  provided  for  a  channel  200  feet  wide  and  15  feet 
deep  at  mean  low  water  from  the  deep  water  just  above  Palmer  Lslaud 
to  the  wharves  at  New  Bedford.  This  project  was  modified  in  1877, 
increasing  the  width  of  channel  to  300  feet,  and  by  means  of  appropria- 
tions made  in  1875-'7G,  amounting  to  $20,000,  this  project  was  com- 
pleted in  1877.  Since  that  time  vessels  of  larger  draft  have  been 
emi)loyed  in  the  harbor,  and  vessels  of  15  feet  draft  not  only  now  touch 
the  bottom  in  this  channel,  but  in  the  channel  below  Palmer  Island,  at 
I)oints  not  included  in  the  former  improvement. 

At  the  adoption  of  the  present  project  the  channel  was  winding,  and 
only  about  15  feet  deep. 

Flan  of  improvement — The  present  approved  i>roject,  that  of  1887, 
provides  for  the  deepening,  widening,  and  straightening  of  the  chan- 
nel from  Buzzards  Bay  to  New  Bedford,  so  as  to  obtain  18  feet  depth 
at  low  water  over  200  feet  width  and  over  its  entire  length;  all  at  a 
total  cost  estimated  in  1887  at  835,000. 

A  description  of  the  works  maybe  found  at  p.  514,  Annual  lieport 
of  the  Chief  of  Engineers  for  1888,  and  a  plan  of  the  same  in  House 
Ex.  Doc.  No.  80  of  the  Fiftieth  Congress,  first  session;  and  at  p.  810, 
Annual  Beport  of  1893. 

Ap2)ropriations, — Upon  the  present  project  appropriations  have  been 
made  as  follows:  In  1888,  810,000;  1890,  810,000;  1892,  87,500;  total 
up  to  June  30,  1893,  827,500. 

Amount  expended  and  results  to  June  80^  1893. — The  total  amount 
expended  on  the  present  project  (including  838.50  outstanding  liabili- 
ties) up  to  June  30, 1893,  was  820,302.43,  by  which  the  straight  channel 
had  been  completed  on  its  western  side  to  15  feet  depth  with  80  feet 
width  over  its  entire  length;  and  a  slightly  crooked  channel  of  80  feet 
width  with  ^S  feet  depth  also  existed  over  the  same  distance,  wander- 
ing a  little  froni  the  projected  channel. 

Operations  during  the  past  fiscal  year, — Value  of  United  States  plant, 
83,320.  Including  851.80  outstanding  liabilities  on  June  30,  1894,  the 
expenses  of  the  year  were  80,508.81. 

13y  indorsement  of  August  19, 1893,  the  time  of  commencing  contract 
work  was  extended  until  October  10,  1893,  thus  extending  the  time 
of  completion  until  March  10,  1894.  Dredging  Avas  commenced  by  the 
contractor  in  October  and  completed  in  December,  1893;  by  which 
30,303  cubic  yards  of  material  was  removed  from  9,380  feet  length  and 
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from  20  to  25  feet  width  of  cutting,  and  to  18  feet  depth  at  low  water, 
thus  completing  the  channel  from  deep  water  above  Palmers  Island 
to  the  vicinity  of  the  wharves  of  New  Bedford  and  to  its  full  width  of 
200  feet  and  depth  of  18  feet  at  low  tide,  excepting  for  a  distance  of 
about  150  feet  near  its  eastern  end,  where  the  width  was  175  feet,  and 
excepting  at  a  small  shoal  spot  near  the  w^estern  end,  which  lacked 
about  1  foot  of  the  full  depth.  Authority  was  received  in  February 
for  the.hire  in  open  market  of  from  2,000  to  3,000  cubic  yards  of  addi- 
tional dredging,  in  order  to  remove  these  few  remaining  shoal  spots; 
and  during  March,  1,108  cubic  yards  of  material  was  excavated  from 
310  feet  length  and  from  25  feet  width  of  cutting,  and  to  18  feet  depth 
at  low  water,  thus  completing  all  work  upon  the  ui)permost  reach  of  the 
harbor. 

Further  dredghig  awaits  further  appropriations. 

This  work  was  in  the  local  charge  of  Mr.  Edward  Parrish  as  assist- 
ant engineer,  with  Mr.  C.  O.  Abel  as  insi)ector. 

Work  required  to  complete  the  existing  project. — The  work  required  to 
complete  the  existing  project  is  the  widening  of  the  channel  from  Pal- 
mers Island  to  the  11-foot  bank  and  the  removal  of  a  few  shoal  spots 
between  the  11-foot  bank  and  the  Butler  Flats,  the  southern  end  of 
the  projected  channel. 

Operations  contemplated  for  the  fiscal  year  eliding  June  30, 1895, — It  is 
proposed  to  complete  the  project. 

New  Bedford  Harbor  is  in  the  New  Bedford  collection  district,  and  is  a  port  of 
entry.  Tlio  uiuount  of  revenue  collected  in  the  last  calender  year  vrnn  $192,794.10. 
The  nearest  light-houses  are  Clark  Point  Light  and  the  lights  in  Nevr  Bedford 
Harbor.     The  nearest  fortilication  is  fort  at  Clark  Point,  Mass. 

Money  statement. 

July  1,  1893,  balance  unexpended $7,236.13 

June  30,  lt?94,  amount  expended  during  iiscal  year 6, 555. 57 

July  1,  1894,  balance  unexpended 680. 56 

July  1, 1894,  outstanding  liabilities 51.80 

July  1,  1894,  balance  available 628.76 

{Amount  (estimated)  required  for  completion  of  existing  project 7, 500. 00 
AmountthatcanJjeprofitablyexpendedinfiscalyearendingJune30,1896      7, 500.  00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 


COMMERCIAL   STATISTICS. 


The  commerce  arriving  and  leaving  New  Bedford,  Mass.,  by  water  during  the  cal- 
endar year  ending  December  31,  1893,  is  estimated  as  follows,  based  mainly  upon 
reports  received  from  Mr.  James  Taylor,  collector  of  customs.  New  Bedford,  Mass. 


Class  of  floods. 


Exports.       Imports.         Total.        Tonna;je. 


$480,000 


Fish,  oystcTB.  etc $215,000  ] 

Live  stock  aod  products    21.  000  ' 

Ve«:ctable«  and  truck 61 ,  800  | 

Grain  and  forage |  2,  500 

Tobacco 3,  000 

Cotton  and  products 4, 200 

Lumber  and  products '  11,  800 

Coal.  niineralH,    lul    roducts 2,000 

(Icneral  merchandise '  7, 300,  000  i     3, 000,  000 

Sundries 1, 000, 000 


2, 640,  000 

350,000 

1,800,000 


$215,000 

21,  000 

01,  HOO 

482,  500 

3.  000 

2,  644,  200 

361,800 

1,802,000 

10,  300.  000 

1, 000,  000 


Total 7,621, "OO  i    9.270,000  I  16.891,300 


Tout. 

5,  .500 

200 

050 

21,000 

5 

13,  :m 

2,  500 
450.  000 
103,  01)0 
33. 000 


629.355 
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Gain  over  last  year,  none;  tranai^ortc^tiou  lines  established  during  the  year, none 
reported. 

The  passage  of  vessels  through  this  waterway  is  estimated  as  follows  (each 
entrance  and  departure  together  being  counted  as  one  passage) : 


Character  or  class  of  service. 


Steam: 

Freifiht  anil  paBscngor 

Freight  mainly- 

Passongfr  mainly 

Tugs 

Pleasure  boats 

Sail: 

Freight 

Fishing  boats 

Pleasure  boats,  large  . . 

Pleasure  boats,  small.. 


Num- 
ber. 

Average 
draft. 

Average 
tonnage. 

700 
400 
500 
700 
250 

Feet.          Tons. 
8   '            560 
17            1,000 
8                 60 
8                 50 

1,600 
400 

13 
5 

800 
10 

l.OCO 

C7. 

IMPROVEMENT  OF  CANAPIT8IT  CHANNEL,  MASSACHUSETTS. 

This  water-way  lies  about  20  miles  south  of  New  Bedford,  runniug 
between  tbo  islands  of  Outtybunk  and  Nasbawena,  and  connecting 
the  waters  of  Vineyard  Sound  and  Buzzards  Bay. 

The  object  of  tbe  improvement  is  to  make  tbis  cbannel  safe  for  the 
use  of  ligbt-draft  sailboats,  and  also  especially  of  the  surf  boats  belong- 
ing to  the  life-saving  station  of  this  dangerous  locality. 

Original  condition. — Before  improvement  the  sand  shoals,  and  espe- 
cially the  numerous  bowlders,  made  this  passage  specially  dangerous 
to  the  life-saving  station  boats  and  oMier  shallow-draft  row  and  sail 
boats. 

Plan  of  improvement, — The  present  approved  project,  that  of  1891,  pro- 
vides for  the  widening  and  deepening  of  the  present  channel  from  Vine- 
yard Sound  to  the  ocean  between  the  inlands  of  Nashawena  and  Cutty- 
hunk,  Massachusetts,  so  as  to  secure  a  depth  of  C  feet  at  low  water, 
with  a  least  width  of  250  feet  over  its  entire  length,  all  at  a  total  cost 
estimated  in  1803  at  80,800. 

A  description  of  the  work  may  be  found  at  p.  iSi^^  Annual  Report  of 
the  Chief  of  Engineers  for  1892,  and  a  plan  of  the  same  in  House  Ex. 
Doc.  !No.  59,  of  the  Fifty-second  Congress,  first  session;  and  at  p.  820 
of  Annual  Keport  of  1893;  and  further  special  information  on  \},  820, 
Annual  Keport  of  1893. 

Appropriations. — Upon  the  present  project  only  one  appropriation 
has  been  made,  that  of  1892  for  $4,800. 

Ainoiuit  expended  and  results  to  June  30,  1S93, — The  total  amojint 
expended  on  the  present  project  (including  §2,248,32  of  outstandiug lia- 
bilities) up  to  June  30, 1893,  was  83,787.80;  by  which  a  channel  of  66 
feet  width  and  about  5  feet  depth  at  low  water  was  cut  entirely  through 
from  Buzzards  Jiay  to  Vineyard  Sound. 

Operations  during  the  pa^t  fiscal  year, — Value  of  United  States  plant, 
$760.  Including  841.01  outstanding  liabilities  en  June  30, 1894,  the 
expenses  of  the  year  were  8933.45. 

In  July  a  final  inspection  was  made  of  the  season-s  work,  and  six 
large  bowlders  were  removed  by  60  pounds  dynamite  in  7  charges, 
leaving  nothing  of  these  obstructions  above  the  general  bottom  of  the 
dredged  channel.  Since  then  work  has  been  mainly  that  of  accounts 
and  reports,  and  minor  repfiir  of  plant. 

Further  dredging  awaits  further  a])propriatioiis. 
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This  work  has  been  in  the  local  charge  of  Mr.  J.  11.  Rostock  as  assist- 
ant engineer,  with  Mr.  Theo.  McMahon  as  overseer. 

Work  required  to  complete  the  existing  project — The  work  yet  to  be 
done  is  to  deepen  the  GG  feet  width  channel  by  about  1  foot,  and  the 
remaining  83  to  283  feet  width  of  channel  by  about  2  feet. 

Operations  contemplated  for  the  fiscal  year  ending  June  30,  1895. — 
It  is  proposed  to  comi^lete  the  project. 

Money  statement. 

July  1, 1893,  balance  unexpended $3, 260. 46 

June  30, 1894,  amount  expended  during  fiscal  year 3, 140, 76 

July  Ij  1894,  balance  unexpended 119. 70 

July  1, 1894,  outstanding  liabilities 41. 01 

July  1, 1804,  balance  available 78.69 

{Amount  (estimated)  required  for  completion  of  existing  project 5, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30,1896      5, 000. 00 
Submitted  in  compliance  ^yith  requiremeuts  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


COMMERCIAL  STATISTICS. 


The  commerce  arriving  and  leaving  Cutty  hunk,  Mass.,  by  water  during  the  calen- 
dar year  ending  December  31,  1893,  is  estimated  as  follows,  based  mainly  upon 
reports  received  from  Mr.  D.  P.  Bosworth,  keeper  life-saving  station,  Cuttyhunk, 
Mass. 


Class  of  goods. 


I  Exports.    Imjiorts. 


Fish,  oysters,  etc i . . . 

Live  stock  and  products 

Vegftftblcs  and  truck 

Grain  and  forago 

Tobacco 

Cotton  and  products 

I'ertilizers 

Naval  stores 

Lumber  and  products 

Coal,  minerals,  and  products. 

Machinery  and  hanlwaro 

General  merchandise 

Sundries 


Total . 


$15,  000 
602 
120 


2,500 
600 


18, 822 


$588 


1,700 
400 
60 
600 
845 
350 
2U0 
22,500 


ToLil. 


$15,  000 

1,190 

120 

680 

1,700 

400 

60 

600 

845 

350 

200 

25, 000 

600 


Tonnajrc. 


27,023  I      46,745  I 


Tom. 

250 

10 

4 

25 


2 

70 
50 
2 
250 
40 


Gain  over  last  year,  about  10  tons,  or  $20,000.  Transportation  lines  established 
during  the  year — none  reported. 

The  xiassage  of  vessels  through  this  waterway  is  estimated  as  follows  (each 
entrance  and  departure  together  being  counted  as  one  passage) : 


Character  or  class  of  service. 


Num- 
ber. 


Steam : 

Freight  and  passenger 

TugH 

Pleasure  boats 

Sail: 

Fishing  boats ' . 

Pleasure  boats,  large.. 

Pleasure  boats,  small . 


150 

10 

100 

1,250 
100 
300 


Average ;  Average 
draft.     I  tonnage. 


Feet. 


Tont. 


60 
75 


6 

80 
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C  8. 

IMPROVEMEXT  OF  TAUNTON  RIVER,  MASSACHUSETTS. 

This  river  rises  in  Norfolk  Comity,  Mass.,  and  empties  in  Mount 
Hope  Bay,  a  part  of  Narragansett  Bay.    It  is  about  44  miles  in  length. 

The  object  of  the  improvement  is  to  deepen  and  widen  the  channel 
so  that  vessels  of  11  feet  draft  can  at  high  water  go  up  to  the  city  of 
Taunton,  which  for  its  extensive  manufactures  requires  large  quantities 
of  coal,  iron,  clay,  moldings,  sand,  and  other  heavy  articles.  The  rise 
and  fall  of  the  tide  before  improvement  was  5 J  feet  at  Dighton  and  3.4 
feet  at  Taunton. 

Original  condition. — In  its  original  condition  the  channel  was  narrow 
and  obstructed  by  bowlders,  and  from  Berkley  bridge  to  Taunton  its 
depth  was  not,  in  places,  more  than  5  feet  at  mean  high  water.  A  ves- 
sel of  30  tons  burden  was  as  large  as  could  go  up  to  Taunton. 

From  1870  to  1879  $63,000  was  appropriated  to  secure  a  depth  of  0 
feet  at  high  water,  up  t/O  the  head  of  navigation.  This  work  was  com- 
pleted in  1879.    (See  p.  375,  Annual  Eeport  of  1880.) 

At  the  adoption  of  the  present  project,  the  channel  was  limited  to  9 
;feet  at  high  water,  and  was  too  narrow  and  too  much  obstructed  by 
bowlders  for  easy  navigation  by  the  craft  making  use  of  it. 

Plan  of  improvement, — The  present  approved  project,  that  of  1880, 
provides  for  the  widening  and  deei>ening  of  the  river  so  as  to  secure  a 
channel  of  at  least  VI  feet  depth  at  high  water,  with  100  feet  width  from 
its  mouth  up  to  Berkley  bridge  (above  Dighton);  thence  12  feet  depth 
with  80  feet  width  (100  feet  width  at  bends)  up  to  Briggs  Shoal; 
thence  11  feet  depth  with  80  feet  width  up  to  the  ship  yard;  thence  11 
feet  depth  with  00  feet  width  up  to  the  Weir  bridge,  Taunton;  all  at  a 
total  cost  estimated  in  1893  at  $125,000. 

A  plan  of  the  works  may  be  found  at  p.  600,  Annual  Eeport  of  the 
Chief  of  Engineers  for  1884,  and  p.  824  of  1893 ;  and  a  later  more  detailed 
plan  in  House  Ex.  Doc.  No.  SQ^  of  the  Fiftieth  Congress,  flrst  session; 
and  further  information  at  p.  373  of  the  Annual  Keport  of  1880,  p.  519 
of  1888,  and  p.  823  of  1893. 

Apvropriaiions. — Upon  the  present  project  appropriations  have  been 
made  as  follows:  1880,  817,500;  1881,  $25,000;  1882,  $25,000;  1884, 
$20,500 ;  1890,  $7,000 ;  1892,  $7,000.     Total  up  to  June  30, 1893,  $108,000. 

Amoxint  expended  and  results  to  June  SO,  1893, — The  total  amount 
expended  on  the  present  project  (including  $51.01  outstanding  liabilities) 
up  to  June  30,  1893,  was  $107,990.23,  by  which  a  large  part  of  the  pro- 
posed work  had  been  done;  especially  at  the  places  most  complained 
of  by  the  vessels  using  this  river. 

Operations  during  the  past  Jiseal  year, — Value  of  United  States  plant, 
$820.  Including  $0.00  outstanding  liabilities  on  June  30,  1881,  the 
expenses  of  the  year  were  $1.88. 

During  the  past  fiscal  year,  general  office  work  and  preparations 
for  future  work. 

Further  dredging  awaits  further  appropriations. 

This  Avork  was  in  local  charge  of  Mr.  Edward  Parrish,  as  assistant 
engineer. 

Work  required  to  complete  the  existing  project, — There  remain  to  com- 
plete the  existing  project  the  widening  and  deepening  of  the  channel  at 
a  few  points  and  the  removal  of  a  small  amount  of  ledge  rock. 

Operations  contemplated  for  the  fiscal  year  ending  June  30,  1S95, — It 
is  proposed  to  comi)lete  the  project. 


Digitized  by  VjOOQIC 


APPENDIX    C REPORT   OF   CAPTAIN   BIXBY. 


587 


Taunton  River  is  in  the  Fall  River  collection  district.  Fall  River  is  the  nearest 
port  of  entry.  The  amount  of  revenue  collected  at  Fall  River  in  the  last  calendar 
year  was  $193,992.13.  The  nearest  light-house  is  the  Borden  Flat  light-house.  The 
nearest  fortification  is  Fort  Adams,  Newport  Harbor,  Rhode  Island. 

Money  stateinenL 

July  1, 1893,  T)alanco  unexpended $54. 78 

June  30, 1894,  amount  expended  during  fiscal  year 2. 89 

July  1, 1894,  balance  unexpended 51. 89 

{Amount  (estimated)  required  for  completion  of  existing  project 17, 000. 00 
Amountthat  can  beprotitablyexpendedin  fiscal  yearcndingjuno30, 1896    17, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


COMMERCIAL    STATISTICS. 


The  commerce  arriving  and  leaving  Taunton  River,  Massachusetts,  by  water  during 
■  the  calendar  year  ending  December  31, 1893,  is  estimated  as  follows,  based  mainly 
upon  reports  received  from  Mr.  J.  S.  Burns,  Taunton,  Mass. : 


Class  ^f  goods. 


Exports. 


Imports.   I      Total. 


Grain  and  forage ' 

Cotton  and  prtxliicts 

Lumber  and  products |        $56,  OW) 

Coal,  minerals,  and  products 150,000 

General  merchandise ' 

Total i        206,000 


$803,000  I 
1,312,00C  I 

244,000  i 
1,  320.  000  , 

700,000  I 


$803,000 
1,312,000 

300,000 
1, 470,  000 

700,000 


Tonnage. 


4, 379, 000 


4, 585, 000 


Ton». 

35,500 

6,600 

16.000 

289,000 

7,000 


354,100 


Gain  over  last  year,  none.    Transportation  lines  established  during  the  year,  none. 
The  passage  of  vessels  through  this  waterway  is  estimated  as  follows  Teach  entrance 
and  departure  together  being  counted  as  one  passage) : 


Character  or  class  of  service. 


Steam  tngs 

Barges,  freight 
Sail,  freight ... 


Num' 
ber. 


400 
200 
700 


Average 
draft. 


Feet. 


Average 
tonnage. 


Ton». 

500 
200 


IMPROVEMENT  OF  PAWTUCKET  RIVER,  RHODE  ISLAND. 

The  navigabJe  part  of  the  Pawtucket  (or  Seekonk)  Eiver,  an  arm  of 
Providence  River,  extends  from  Providence  to  Pawtucket,  a  city  which 
in  1885  had  a  population  of  about  23,000  and  extensive  manufactures, 
depending  largely  on  water  transportation.  The  mean  rise  and  fall  of 
the  tide  is  about  5  feet. 

Original  condition. — Before  improvement  the  channel  in  the  river 
was  narrow  and  had  a  ruling  depth  of  about  5  feet  at  mean  low  water. 

Between  18C7  and  1882  $52,000  were  appropriated  to  dredge  the  chan- 
nel to  75  feet  width  and  7  feet  depth  at  low  water.  This  work  was  com- 
pleted in  1876. 

At  the  adoption  of  the  present  project  the  channel  was  narrow  and 
only  about  7  feet  deep. 
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Plan  of  improvement, — The  present  approved  project,  that  of  1883, 
provides  for  the  deepening  of  the  river  so  as  to  secure  a  channel  of  at 
least  12  feet  depth  at  low  water,  with  100  feet  width  from  its  mouth  at 
Providence  up  to  opposite  Grant  &  Co.'s  Wharf,  at  Pawtucket,  and 
thence  12  feet  depth  with  40  feet  width  through  a  stone  ledge  for  a  short 
distance  towards  Pawtucket  bridge;  all  at  a  total  cost  estimated  in 
1883  at  8382,500. 

A  plan  of  the  works  may  be  found  at  page  G08,  Annual  Report  of  the 
Chief  of  Engineers  for  1884,  and  page  830  of  1893. 

Appropriations. — Upon  the  present  project  appropriations  have  been 
made  as  follows:  1884,  850,000;  1886,  $30,000;  1888,  $35,000;  1890, 
830,000;  1892,  $35,000.     Total  up  to  June  30,  1893,  $180,000. 

Amount  expended  and  results  to  June  30,  1893. — The  total  amount 
expended  on  the  i)resent  project  (including  $28.34  outstanding  liabili- 
ties) up  to  June  30, 1893,  was  $145,580.11,  by  which  the  shoalest  places 
had  been  inii>roved  and  about  nine-tenths  of  the  needed  work  done, 
securing  a  channel  of  about  12  feet  depth  with  from  40  to  100  feet  width 
(the  greater  portion  being  100  feet  wide)  up  to  above  the  lower  wharves 
of  the  city  of  Pawtucket. 

Operations  during  the  past  fiscal  year, — Value  of  United  States  plant, 
$13,910.  Including  $149.28  outstanding  liabilities  on  June  30, 1894,  the 
expenses  of  the  year  were  $23,545.68. 

Dredging  was  commenced  by  the  contractor  in  August  and  com- 
I)]etod  in  October;  by  which  32,975  cubic  yards  of  the  material  were 
removed  from  9,339  feet  length  and  from  10  to  20  feet  width  of  cut- 
ting and  to  12  feet  at  low  water,  completing  all  contract  work.  In 
October  authority  was  asked  and  received  for  the  hire  in  open  mar- 
ket of  6,000  cubic  yards  of  additional  dredging  in  order  to  complete 
the  work  in  the  manner  provided  for  by  existing  approved  projects, 
and  an  arrangement  was  made  with  Mr.  E.  Brainard,  of  Kew  York, 
for  such  dredging  at  32  cents  per  cubic  yard,  this  work  (6,0vK)  cubic 
yards)  being  begun  and  completed  in  October.  By  letter  of  the  16tli 
JSeptember,  1893,  from  the  otfice  of  the  Chief  of  Engineers,  authority 
was  received  to  allow  the  expenditure  of  about  $4,000  for  blasting 
by  hired  labor  and  purchase  of  materials  in  open  mai^ket,  and  under 
this  authority  work  by  the  Government  plant  was  commenced  in  Sep- 
tember and  completed  in  December;  by  which  about  406  tons  of  ledge 
roclv  were  removed  from  about  5,000  square  feet  of  ledge  near  the  head 
of  the  river  at  Pawtucket,  increasing  the  depth  to  at  least  3.3  feet  at 
low  water  over  the  entire  ledge  and  about  4  feet  depth  over  all  except 
a  small  area  of  about  25  square  feet.  A  minor  survey  was  made  and  a 
new  project  submitted  and  approved  for  further  rock  excavation  in 
accordance  with  the  original  approved  project.  Bids  were  solicited  for 
the  rock  work,  to  be  opened  in  July,  1894. 

The  contract  work  was  under  the  local  charge  of  Mr.  Edward  Par- 
rish  as  assistant  engineer,  with  Mr.  0.  O.  Abel  as  inspector;  the  vsur- 
vey  under  Mr.  J.  11.  Postock  as  assistant  engineer;  and  the  rock  work 
under  Mr.  Theo.  IVlcMahan  as  overseer. 

Work  required  to  complete  the  existing  project, — The  work  yet  to  be 
done  is  to  straighten  the  channel  in  its  lower  half  and  to  deepen  the 
channel  through  the  ledge  to  the  full  depth  and  width  of  40  feet. 

Operations  contemplated  for  the  fiscal  year  ending  June  30^1895, — It  is 
proposed  to  apply  the  balance  of  funds  on  hand  and  the  further 
reiiuestcd  appropriations  toward  both  the  removal  of  the  ledge  and 
the  straightening  of  the  channel  in  its  lower  portions. 
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Pawtucket  is  in  the  collection  district  of  Providence,  and  that  port  is  the  nearest 
port  of  entry.  The  amount  of  revenue  collected  at  Providence  iu  the  last  calendar 
year  was  $297,534.81.  The  nearest  light-house  is  Sassafras  Point  Light.  The  nearest 
fortifications  are  Fort  Adams,  Newport,  R.  I.,  and  tlio  fort  on  Dutch  Island,  Rhode 
Island. 

Money  statement, 

July  1,  1893,  balance  unexpended $34,448.23 

June  30,  1894,  amount  expended  during  fiscal  yco-r 23,  424.  74 

July  1,  1894,  balance  unexpended 11,023.49 

July  1,  1894,  outstanding  liabilities 149.28 

July  1,  1894,  balance  available 10,874.21 

{Amount  (estimated)  required  for  completion  of  existing  project 202, 500. 00 
Amount  that  can  be  profitably  expended  in  fiscal  yearending  June  30, 1896  100, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


COMMERCIAL   STATISTICS. 


The  commerce  arriving  and  leaving  Pawtuclcct  River,  Rhode  Island,  by  water  dur- 
ing the  calendar  year  ending  December  31, 1893,  is  estimated  as  follows,  based  mainly 
upon  reports  received  from  Mr.  George  E.  Newell,  Pawtucket,  R.  I : 


Class  of  gooils. 


Exports. 


Cotton  and  prodncts 

Fertilizers 

Lumber  aud  products 

Coal,  minerals,  and  producta  . 
Sundries 


$17,  500 
35,000 


400 
7.500 


Total . 


GO,  400 


Imports. 


$125, 000 

19, 000 

282,  000 

850,000 

7,500 


1, 263,  500 


Total. 


$142, 500 

54,000 

262,  000 

850,400 

15,  000 


Tonnage. 


Tons. 

700 

1.433 

14,500 

168,000 

2,000 


1,323,900  I       180,633 


Gain  over  last  year,  none;  transportation  lines  established  during  the  year,  none 
reported. 

The  passage  of  vessels  through  this  waterway  is  estimated  as  follows  (each  entrance 
and  departure  together  being  counted  as  one  passage) : 


Character  or  class  of  service. 


Steam: 

Freight,  mainly 

Passenger,  mainly 

Tugs 

Pleasure  boats 

Barges,  freight 

Sail: 

Freight 

Pleasure  boats,  small 


Num* 
ber. 


500 
300 
500 
800 
480 

75 
800 


Average 
draft. 


Feet. 
10 


Average 
tounage. 


Tons. 


C  10. 

IMPROVEMENT  OF  PROVIDENCE  RIVER  AND  NARRAGANSETT  BAY, 

RHODE  ISLAND. 

Providence  River  is  an  estuary  of  Narragansett  Bay.  The  object  of 
its  improvement  is  to  furnish  a  wide  and  deep  channel  for  European 
and  coastwise  commerce  from  the  ocean  to  Providence,  a  city  which 
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had  in  1885  about  125,000  inbabitants,  largely  engaged  in  manufactures, 
aud  whicli  is  also  a  port  of  entry  for  an  extensive  region  of  country,  to 
wbich  it  is  connected  by  railroads.  The  mean  rise  and  fall  of  the  tide 
is  4.7  feet. 

Orhjinal  condition, — Before  the  improvement  of  the  river  was  com- 
menced, in  1853,  many  shoals  obstructed  navigation;  aud  at  one  point 
in  the  channel,  a  place  called  The  Crook,  the  available  low- water  depth 
was  but  4J  feet. 

Between  1852  and  1873,  $56,500  was  appropriated  to  secure  depths 
of  first  0  and  then  12  feet  at  low  water.  This  work  was  finished  in 
1873. 

At  tlie  adoption  of  the  present  i>roject  the  channel  was  limit-ed  to 
12  feet  depth,  and  the  anchorage  areas  were  much  too  small  and  shal- 
low for  the  craft  seeking  them. 

rian  of  improvement. — The  present  ai)proved  project,  that  of  1878,  as 
modified  in  1882,  provides  for  the  deepening  of  the  rivisr  and  the  deep- 
ening and  widening  of  its  anchorage  basins,  so  as  to  secure  a  channel 
of  at  least  25  feet  depth  at  low  water  with  300  feet  width  from  the  deep 
water  of  ]S"arragansett  Bay  up  to  Providence,  R.  I.,  and  so  as  to  secure 
anchorage  basins  of  20  feet  depth  with  600  feet  width,  18  feet  depth 
with  725  feet  width,  12  feet  depth  with  940  feet  width,  and  6  feet  depth 
with  1,060  feet  width  from  Fox  to  Field  Point;  all  at  a  total  cost  esti- 
mated in  1882  at  $675,000. 

A  plan  of  the  works  may  be  found  at  p.  622,  Annual  Report  of  the 
Chief  of  Engineers  for  1884,  and  p.  830  of  1893;  and  farther  special 
information  at  p.  235  of  1878  and  p.  557  of  1882. 

The  25-ibot  channel  has  been  laid  out  in  straight  reaches  (with 
enlargements  at  the  angles),  with  a  view  to  their  being  lighted  later  by 
range  or  leading  lights,  sucli  as  are  used  in  similar  cases  in  Cliesapeake 
Bay,  Delaware  River,  and  other  localities,  if  it  should  be  found  neces- 
sary. 

Appropriations. — Upon  the  present  project  apj^ropriations  have  been 
made  as  follows:  1878,  $50,000;  1879,  §60,000;  1880,  $60,000;  1881, 
$60,000;  1882,  $125,000;  1884,  $85,000;  1886,  $30,000;  1888,  $40,000; 
1890,  $50,000;  1892,  $50,000.     Total  up  to  June  30,  1893,  $610,000. 

AjnoKut  expended  and  results  to  June  30^  1893. — The  total  amount 
expended  on  the  present  project  (including  $6,433.64  outstanding  lia- 
bilities) up  to  June  30,  1893,  was  $570,531.92,  by  which  all  the  25-feet- 
depth  channels,  most  of  the  20-feet(lepth  anchorages,  and  a  part  of  the 
18feet-depth  anchorages  had  been  dredged,  this  being  about  five-sixths 
of  all  the  proposed  work. 

Operations  during  the  past  fiscal  year. — Value  of  United  States  plant, 
$24,210.  Including  $1,102.49  outstanding  liabilities  on  June  30,  1894, 
the  expenses  of  the  year  were  $38,027.53. 

Upon  application  of  the  contractor,  approved  by  Department 
indorsement  of  March  8,  the  time  of  completing  contract  was  extended 
to  June  15,  1894;  all  extra  exi)ense  due  to  this  extension  to  be  paid 
by  the  contractor.  Dredging  in  i)rogress  at  commencement  of  year 
was  continued  by  the  contractor  (temporarly  suspended  on  Decem- 
ber 25  and  resumed  on  Aj^ril  6),  and  finally  finished  on  May  14;  by 
which  276,474  cubic  yards  of  mud  were  removed  from  31,126  feet 
length  and  20  to  60  feet  width  of  cutting;  completing  all  the  6  to  20 
feet  depth  anchorage  areas  of  the  Fields  Point  and  Sassafras  Point 
reaches,  excepting  a  small  amount  of  supposed  ledge  rock  uncovered 
n  dredging  on  the  east  side  of  the  Fields  Point  Reach.     Work  by  the 
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Government  force  and  plant  was  commenced  on  June  15  and  completed 
on  Juno  25,  by  which  000  square  yards  area  of  rock  bowlders  and  clay 
were  blasted  (using  202  pounds  dynamite)  and  scattered,  so  as  to  leave 
the  anchorage  basius  everywhere  of  full  depths  and  widths.  A  channel 
survey  was  made  from  the  mouth  of  Pawtucket  (Seekonk)  Kiver  at  Fox 
Point  down  to  and  including  the  Pawtuxet  Reach  at  Sabine  Point. 

Farther  dredging  awaits  farther  appropriations. 

The  contract  work  was  under  the  local  charge  of  Mr.  Edward  Par- 
rish  as  assistant  engineer,  with  Mr.  J.  F.  Parks  as  inspector;  the  sur- 
veys were  under  Mr.  J.  H.  llostock  as  assistant  engineer,  and  the  rock 
removal  under  overseer  Theo.  McMahan. 

Work  required  to  complete  the  existing  project. — There  is  required  for 
the  completion  of  the  existing  project  the  removal  of  a  few  shoaled 
portions  of  the  2o-feet-depth  channel. 

Operations  contemplated  for  the  fiscal  year  ending  June  30,  1895. — It 
is  proposed  to  complete  the  project. 

Providence  River  is  in  the  coUection  district  of  Providence,  which  is  a  port  of 
entry.  The  amount  of  revenue  collected  at  Providence  in  the  last  calendar  year  was 
$297J534.81.  The  nearest  light-liousea  are  the  0  light-houses  in  Providence  Kiver. 
Tbo  nearest  fortifications  are  fort  on  Dutch  Island  and  Fort  Adams,  K.  I. 

Money  statement. 

July  1, 1893,  balance  unexpended $45,  901. 72 

June  ^,  1894,  amount  cxiiended  during  fiscal  year 43,  358.  68 

July  1, 1894,  balance  unexpended 2,  543. 04 

July  1,  1894,  outatanding  liabilities 1,102.49 

July  1,1894,  balance  available 1,440.55 

{Amount  (estimated)  required  for  completion  of  existing  project 65,  CKX).  00 
AmountthatcanbeprotitablyexpendedinfiscalyearendingJune30,1896    65,  000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


COMMERCIAL  STATISTICS. 


The  commerce  arriving  and  leaving  Providence  River,  Rhode  Island,  by  water 
during  the  calendar  year  ending  December  31, 1893,  is  estimated  as  follows,  based 
mainly  upon  reports  received  from  Mr.  F.  P.  Little,  secretary  of  the  Board  of  Trade, 
Providence,  R.  I. : 


Clnna  of  ;:oocl8. 


Cotton  and  prothicts 

Fertilizers 

Lumber  and  prodncta 

Coal, minerals, .lud  products. 

General  njcrcliaudlsc 

Sundries , 


Total  . 


Exports. 


$17,500 
35,000 


12, 000,  000 
7.500 


Imports. 


12, 060,  000 


$125, 000 

19,  000 

484. 500 

3, 000, 000 

14, 000,  000 

7,500 


Total. 


$142.  500 

54,  000 

484,  500 

3,  000,  000 

28,  000,  000 

15,000 


17,  G3(J,  000     29,  696. 000 


Toniia;4e. 


Tons. 

700 

1,  400 

40.000 

600.  000 

6L' 1.000 

2,000 


1,171.100 


Gain  over  last  year,  none;  transportation  lines  established  during  the  ye.ar,  none 
reported. 
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Tlie  passage  of  vessels  through  this    waterway  is   estimated  as  folio 
entrance  and  departure  together  being,  connted  as  one  passage) : 


Character  or  class  of  service. 


Steam : 

Freiglit  and  passenger 

Freight  mainly 

Passenger  mainly 

Fishing 

Tugs 

Pleasure  boats 

Barges :  Freight 

Sail: 

Freight 

Pleasure  boats,  largo  . . 

Pleasure  boats,  small. . 


Num- 

Average 

Average 

bei. 

draft. 

tennage. 

Feet. 

TonM. 

1,000 

18 

450 

1,400 

20 

600 

1,000 

7 

300 

600 

3 

10 

6.000 

7 

150 

1,500 

5 

50 

800 

15 

1,000 

3,000 

15 

400 

300 

7 

40 

2,000 

3 

7 

C  II. 

REMOVAL    OF    GREEK    JACKET    SHOAL,    PROVIDENCE     RIVER,    RHODE 

ISLAND. 

Green  Jacket  Sboal  'is  that  p.art  of  Providence  River  which  lies  off 
the  wharves  on  the  south  front  of  the  city,  being  an  important  part  of 
the  harbor  for  anchorage  purposes. 

Oriifinal  condition, — That  i)art  of  the  harbor  iir  which  the  shoal  is 
located  is  about  2,000  feet  long  by  from  GOO  to  1,200  feet  wide;  and  of 
this  area  the  shoal  occupied  about  30  acres,  that  part  of  it  which  was 
included  between  the  15-foot  curves  measuring  about  18  acres.  There 
were  channels  on  either  side  of  the  shoal  between  it  and  the  harbor 
lines,  haviug  at  mean  low  water  a  width  of  300  feet  and  a  depth  of  20 
feet  on  the  north  side,  and  a  width  varying  from  50  to  100  feet  and  a 
depth  of  about  15  feet  on  the  south  side.  The  water  on  the  summit  of 
the  shoal  was  only  1  foot  deep. 

Flan  of  improvement, — The  present  approved  project,  that  of  1885, 
provides  for  the  removal  to  25  feet  depth  at  low  water  of  a  middle- 
ground  shoal  of  about  30  acres  area  in  Providence  River  opposite  the 
city,  the  portion  to  be  removed  to  be  at  least  200  feet  distant  from  the 
harbor  lines  of  the  city;  all  at  a  total  cost  estimated  in  1885  at 
$112,340. 

A  plan  of  the  works  may  be  found  at  p.  598,  Annual  Report  of  the 
Chief  of  Engineers  for  1885,  and  pp.  830  and  832  of  1893. 

Aiypropriations. — Upon  the  present  project  appropriations  have  been 
made  as  follows:  1880,  $20,250;  1888,  $28,000;  1890,  $25,000;  1892, 
810,000.    Total  up  to  June  30, 1893,  $89,250. 

Amount  expended  and  results  to  Jtine  30^  1893, — The  total  amount 
expended  on  the  present  project  (including  $20.40  outstanding  liabili- 
ties) up  to  June  30,  1893,  was  $79,594.77,  by  which  18  acres  (out  of  the 
original  30)  had  been  removed  to  a  depth  of  25  feet  at  mean  low  water, 
along  the  northern  and  western  sides  of  the  shoal,  making  an  impor- 
tant addition  to  the  anchorage  facilities  of  the  harbor. 

Operations  during  the  past  fiscal  years — Value  of  United  States  plant, 
$7,820.  Including  $18.06  of  outstanding  liabilities  on  June  30,  1894, 
the  expenses  of  the  year  were  $9,190.91. 

Dredging  was  commenced  by  the  contractor  in  November  and  com- 
pleted in  January;  by  which  05,272  cubic  yards  of  material  were 
removed  from  2,(i52  feet  length  and  from  50  feet  width  of  cutting,  and 
to  25  feet  depth  at  low  water  across  the  north  and  northwest  side  of 
the  shoal,  thus  completing  all  contract  w^ork  and  leaving  a  full  10  feet 


Digitized  by  VjOOQIC 


APPENDIX   C REPORT    OF   CAPTAIN   BIXBY.  593 

depth  all  over  the  central  portions  of  the  shoal,  and  about  20  feet  depth 
in  the  main  channel  Tray. 

Further  dredging  awaits  further  appropriations. 

The  contract  work  was  under  the  local  charge  of  Mr.  Edward  Par- 
rish  as  assistant  engineer,  with  Mr.  J.  F.  Parks  as  inspector;  and  the 
surveys  under  Mr.  J.  H.  Rostock  as  assistant  engineer. 

Work  required  to  complete  the  existing  project. — The  work  required  to 
complete  the  existing  project  is  the  further  deepening  of  the  entire  area 
to  its  full  depth  of  25  feet. 

Operations  contemplated  for  the  fiscal  year  ending  June  30^  1895, — It  is 
proposed  to  complete  the  project. 

Greon  Jacket  Shoal  is  in  tbo  coHection  district  of  Providence,  "which  is  a  port  of 
entry.  The  amount  of  revenue  coHected  at  Providence  during  the  last  calendar 
year  was  $297,53^1.81.  The  nearest  light-houses  are  the  six  light-houses  in  Provi- 
dence River.  The  nearest  fortifications  are  Fort  Adams,  E.  I.,  and  the  fort  on  Dutch 
Island,  Rhode  Island. 

Money  statement. 

July  1,1893,  balance  unexpended $9,675.63 

J  uue  30, 1894,  amount  expended  during  fiscal  year 9, 192. 65 

July  1, 1894,  balance  unexpended 482. 98 

July  1, 1894,  outstanding  liabilities 18. 66 

July  1, 1894,  balance  available 464.32 

{Amount  (estimated)  required  for  completion  of  existing  project 23, 096. 00 
Amountthatcan  be  profitably  expendedinfi8calyearendingJune30,18S6    23, 096. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civU  act  of  March  3,  1893. 


C  12. 
IMPROVEMENT  OF  NEWPORT  HARBOR,  RHODE  ISLAND. 

This  harbor  is  at  the  main  entrance  to  Karragansett  Bay.  This  bay 
daring  the  summer  and  winter  constitutes  a  harbor  of  refuge  for  our 
European  and  coastwise  commerce  quite  equal  in  every  respect  to  that 
of  New  York  Bay,  and  even  more  accessible.  The  objects  of  the  im- 
provement are  to  widen  and  deepen  the  southern  (the  main)  entrance 
to  the  harbor,  and  to  enlarge  its  capacity  for  vessels  seeking  refuge  in 
storms  by  increasing  the  area  and  depth  of  the  anchorage  within  it. 
The  mean  rise  and  fall  of  the  tide  is  about  3f  feet. 

Original  condition. — Before  improvement  the  capacity  of  the  inner 
liarbor  was  limited  by  shoals,  and  it  was  not  sufficient  for  the  vessels 
seeking  it  for  refuge.  The  southern  (the  main)  entrance  was  obstructed 
by  a  bar  which  stretched  out  from  Goat  Island ;  and  the  general  busi- 
ness wharves  of  the  city  could  not  be  reached  at  low  tide  by  vessels 
drawing  more  than  8  feet. 

Between  1873  and  1875,  $28,500  was  appropriated  to  dredge  a  12-foot 
channel  up  to  the  city  wharves  and  build  a  small  jetty  to  arrest  the 
How  of  sand  into  the  main  channel  and  harbor,  and  to  protect  the 
western  face  of  Goat  Island.  (See  p.  29  of  Annual  Eeport  of  1873.) 
This  work  was  completed  in  1876. 

At  the  adoption  of  the  present  project  this  harbor  was  limited  to  12 
feet  depth  at  low  water,  and  its  anchorage  area  too  small  for  the  craft 
seeking  harborage  at  this  place  during  the  summer  and  all  the  year 
during  storms. 

Plan  of  improvement. — The  present  approved  project,  that  of  1880, 
ENG  94 38  ^  . 
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as  modified  in  1882, 1883, 1884,  and  1890,  provides  for  tlie  widening  and 
deepening  of  the  channel  from  Narragansett  Biay  into  Newport,  so  as 
to  secure  15  feet  depth  at  low  water,  with  at  least"  750  feet  width ;  for 
the  extension  of  the  13-footdepth  and  10-foot-depth  anchorage  basins; 
for  the  partial  cattiug  off  of  the  shoal  spit  at  the  southern  end  of  Goat 
Island,  and  for  the  construction  of  jetties  on  the  western  shore  of  Goat 
Island,  so  as  to  protect  the  end  of  this  island  from  erosion,  and  to  pre- 
vent the  drift  of  sand,  etc.,  around  the  island  into  the  adjacent  parts 
of  the  channel  and  harbor;  all  at  a  total  cost  estimated  in  1890  at 
$156,200. 

A  i)lan  of  the  work  may  be  found  at  p.  604,  Annual  Report  of  the 
Chief  of  Engineers  for  1885,  and  p.  838  of  1893;  and  further  details  at 
p.  562  of  1881,  p.  561  of  1882,  p.  494  of  1883,  p.  624  of  1884,  p.  736  of 
1891,  and  p.  627  of  1892. 

Appropriations. — Upon  the  present  project  appropriations  have  been 
made  as  follows:  1881,  $25,000;  1882,  $20,000;  1881,  $20,000;  1880, 
$15,000;  1888,  912,000;  1890,  $12,500;  1892,  $25,000;  total  up  to  June 
30,  1893,  $129,500. 

Amount  expended  and  results  to  June  30,  1893. — The  total  amount 
expended  on  the  present  project  (including  $31.68  outstanding  liabili- 
ties) up  to  June  30, 1893,  was  $105,174.71,  by  which  the  15-foot-depth 
channels  and  13-foot-deptli  anchorage  basins  had  been  dredged,  and  one 
jetty,  133  feet  long,  had  been  built  westward  from  Goat  Island. 

Operations  during  the  past  fiscal  year, — Value  of  United  States  plant, 
$2,760.  Including  $32.28  outstanding  liabilities  on  June  30, 1894,  the 
expenses  of  the  year  were  $22,416.64. 

By  Department  indorsement  of  ^November  21,  the  time  of  completing 
contract  Avas  extended  to  March  1, 1894;  all  extra  expense  due  to  this 
extension  to  be  paid  by  the  contractor.  Dredging,  in  progress  at  com- 
mencement of  year,  was  continued  by  the  contractor  and  completed 
in  February;  by  which  147,325  cubic  yards  of  material  were  removed 
from  18,645  feet  length  and  from  10  to  30  feet  width  of  cutting  and  to 
15  feet  depth  at  low  water  across  the  southern  end  of  the  shoal  spit 
at  the  southern  end  of  Goat  Island,  thus  completing  all  contract  work. 
By  Department  telegram  of  February  10,  1894,  authority  was  received 
for  the  hire  in  open  market  of  about  4,000  cubic  yards  ($500)  of  addi- 
tional dredging  under  existing  approved  projects;  and  under  this 
authority  and  during  February  3,415  more  cubic  yards  of  mud  aird 
sand,  and  1,134  cubic  yards  of  bowlders  were  removed  from  Goat 
Island  Spit,  thus  completing  all  needed  work  on  this  spit.  The  old 
pile  dolphin  marking  the  former  end  of  the  Goat  Island  Spit  was 
removed  and  a  new  pile  dolphin  built  in  February  to  mark  the  new 
end  of  this  island.  An  electric  light  is  now  maint<ained  on  this  dolphin 
by  means  of  the  electric  plant  of  the  U.  S.  Naval  torpedo  station. 

By  indorsement  of  March  19,  from  the  oifice  of  the  Chief  of  Engi- 
neers, authority  was  received  to  dredge  (by  hire  in  open  market)  about 
1,600  cubic  yards  of  material  from  the  main  channel,  dredged  in  1884 
and  1886,  where  several  small  shoal  spots  have  been  recently  found, 
and  an  agreement  was  made  with  the  former  contractor  to  do  this  work 
at  25  cents  i)er  cubic  yard.  As  soon  as  this  small  amount  of  dredging 
shall  be  done  further  dredging  will  await  further  appropriations. 

This  work  was  under  tlie  local  charge  of  Mr.  Edward  Parrish,  as 
assistant  engineer,  with  Mr.  B.  II.  Hooper  as  inspector. 

^lVork  required  to  complete  the  existing  project. — The  work  required  to 
complete  the  existing  project  is  the  excavation  of  the  10-foot  anchorage 
area  within  the  harbor  and  the  building  of  additional  jetties  outside  of 
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Goat  Island,  whenever  tliej''  may  be  required  to  arrest  the  drift  of  littoral 
sand  and  gravel  into  the  harbor  entrance. 

Operations  contemplated  for  the  fiscal  year  ending  June  30 j  1895. — It 
is  proposed  to  complete  the  existing  project. 

Newport  is  in  the  collection  district  of  Newport,  and  is  a  port  of  entry.  The 
amount  of  revenue  collected  at  Newport  in  the  last  calendar  year  was  $1,760.53. 
The  nearest  light-honses  are  Lime  Rock  and  Newport  (Goat  Island)  lights.  The 
nearest  fortification  is  Fort  Adams,  Newport,  R.  I. 

Money  statement 

July  1,  1893,  balance  unexpended $24, 356. 97 

June  30,  1894,  amount  expended  during  fiscal  year 22,  416. 04 

July  1,  1894,  balance  unexpended 1, 940. 93 

July  11894,  outstanding  liabilities $32.28 

July  1,  1894,  amount  covered  by  uncompleted  contracts 400. 00 

432.28 

July  1,  1894,  balance  available 1,508.65 

{Amount  (estimated)  required  for  completion  of  existing  project 26, 700. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30,1896    26, 700. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 


COMMERCIAL  STATISTICS. 


llie  commerce  arriving  and  leaving  Newport  Harbor,  Rhode  Island,  by  water  dur- 
ing the  calendar  year  ending  December  31, 1893,  is  estimated  as  follows,  based  mainly 
upon  reports  received  from  many  and  various  parties,  and  from  Mr.  Martin  H.  Ball, 
deputy  collector  of  customs,  Newport,  R.  I. 


Class  of  Goods. 


Fish,  oysten,  ©tc 

Live  stock  and  products 

Vegetables  and  truck 

Grain  and  forage 

Tobacco 

Cotton  and  products 

Fertilizers 

Liunibei  and  products 

Coal,  minerals,  and  products  . 

Machinery  and  hardware 

General  merchandise 

Sundries 


Total . 


Exports. 


$15,000 


500,000 
100,000 


615, 000 


Imports. 

Total. 

$12,000 

r!7, 000 

8,000 

8,000 

40,000 

40,000 

35,000 

85,000 

25,000 

25,000 

30,000 

80,000 

56,000 

56,000 

140,000 

-     140, 000 

448,000 

448,000 

17,000 

17,000 

1,000,000 

1,500,000 

200,000 

300,000 

2,  Oil,  000 

2, 626, 000 

Tonnage. 


Tons. 

500 

70 

400 

2,000 

25 

150 

1,400 

10,500 

95,500 

425 

15,000 

3,000 


128, 970 


Gain  over  last  year,  nothing  special.  Transportation  lines  established  during  the 
year,  none  reported. 

The  passage  of  vessels  througri  this  waterway  is  estimated  as  follows  (each 
entrance  and  departure  together  being  counted  as  one  passage) : 


Character  or  class  of  s<»rvice. 


Steam : 

Freight  and  passenger . 

Freight  mainlv 

Tassenger  mainly 

Tugs . .-. 

Pleasure  boats 

Barges,  fn'ight 

Sail: 

Freight 

Fishing  boats. 


900 

300 
3.0C0 

800 
1,000 

200 

1,000 
900 

PloasuVo  boats,  large |     1, 000 

Pleasure  boats,  small •- . .  j    2,  500 


Num- 
ber. 


Average 

Average 

draft. 

tonnage. 

Feet, 

Tons. 

12 

1,500 

10 

1,000 

8 

300 

7 

83 

5 

5) 

12 

250 

10 

150 

6 

15 

4| 


uigiTizea  oy 


Google" 
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C  13. 
HARBOR  OF  REFUGE  AT  POINT  JUDITH,'RHODE  ISLAND. 

Point  Judith  is  the  southeastern  extremity  of  South  Kiugston,  E.  I., 
and  marks  the  southwestern  entrance  to  Narragansett  Bay. 

Original  condition, — Its  shores  are  covered  with  bowlders,  and  a  num- 
ber of  wrecks  are  scattered  along  the  beach  on  each  side  of  the  point. 
A  long  ledge,  known  as  Squid  Ledge,  extends  for  nearly  a  mile  in  a 
south  by  easterly  direction  about  1 J  miles  west  of  the  point. 

At  the  adoption  of  the  present  project  this  point  was  a  specially 
dangerous  place  for  boats  and  tows  to  pass  during  storms  and  even 
ordinarily  bad  weather. 

Flan  of  improvement, — The  present  approved  project,  that  of  1889, 
I)rovides  for  the  construction  of  a  national  harbor  of  refiige  nearly  a 
mile  square  at  this  point  by  means  of  stone  breakwaters,  planned'so 
as  to  give  protection  against  easterly,  southerly,  and  westerly  storms, 
the  mainland  itself  forming  a  protection  on  the  north  j  all  at  a  total 
cost  estimated  in  1889  at  $1,250,000-. 

By  the  act  of  July  13, 1892,  authority  was  given  to  the  Secretary  of 
War  to  make  contracts  for  the  completion  of  the  project  on  the  basis 
of  the  above-estimated  total  cost,  the  work  to  be  paid  for  as  appropri- 
ations may  from  time  to  time  be  made  by  law. 

A  description  of  the  works  may  be  found  at  page  595,  Annual  Keport 
of  the  Chief  of  Engineers  for  1890,  and  a  general  plan  of  the  same  in 
House  Ex.  Doc.  No.  (yiS^  of  the  Fifty-first  Congress,  first  session,  and 
p.  810  of  1893. 

Appropriations, — Upon  the  present  projects  appropriations  have  been 
made  as  follows:  1890,  $75,0005  1892,  $75,000 5  1893,  $100,000;  total 
up  to  June  30,  1893,  $250,000. 

Amount  expended  and  results  to  June  30, 1893, — Tlie  total  amount 
expended  on  tbe  present  project  (including  $616.46  outstanding  liabili- 
ties) up  to  June  30,  1893,  was  $75,904.06,  by  which  a  quarry  was 
opened  and  quarry  and  floating  plant  built;  the  breakwater  had  been 
commenced  at  its  center,  about  200  feet  length  raised  to  about  low  level, 
and  a  beacon  light  established  thereon. 

Operations  during  the  past  fiscal  year, — Yaluc  of  United  States  plant, 
$13,330.  Including  $35,482.28  outstanding  liabilities  on  June  30, 1894, 
tbe  expenses  of  the  year  were  $122,788.40. 

Stone  work  was  commenced  by  the  contractor  in  August  and  con- 
tinued up  to  the  end  of  the  year,  by  which  92,939  tons  of  stone  was 
placed  on  the  west  and  south  wings  of  the  breakwater,  by  which  it 
was  extended  to  a  total  length  of  about  3,000  feet  on  rhe  bottom  and 
about  1,000  feet  at  low-water  level. 

This  work  was  under  the  local  charge  of  Mr.  Edward  Parrish  as 
assistant  engineer,  with  Mr.  John  A.  Dill  as  inspector. 

Worlc  required  to  complete  the  existing  project, — The  work  required  to 
comx)lete  the  existing  project  is  the  extension  of  the  breakwater. 

Operations  contemplated  for  the  fiscal  year  ending  June  30, 1895, — It  is 
proposed  to  apply  the  balance  on  hand  and  the  next  appropriation  to 
continuing  the  construction  of  the  breakwaters. 

Point  Judith  is  in  the  coUection  district  of  Newport,  which  is  a  port  of  entry. 
The  amount  of  revenue  coUected  at  Newport  in  the  last  calendar  year  was  $1,760.53. 
The  nearest  light-house  is  I'oint  Judith  Light.  The  nearest  fortilicatiou  is  the  fort 
on  Dutch  Island,  Rhode  Island. 
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Money  statement 

July  1, 1893,  balance  uuexpended $174,652.40 

Jiiue  30, 1894,  amount  expended  daring  liscal  year 87,  922.  58 

July  1, 1894,  balance  unexpended 86,729.82 

July  1. 1894,  outstanding  liabilities $35,  482. 28 

July  1, 1894,  amount  covered  by  uncompleted  contracts 45, 154. 51 

80, 636. 79 


July  1, 1894,  balance  available  . 


6,093.03 


'Amount  (estimated)  required  for  completion  of  existing  project 1,  000,  COO.  00 

Amount  that  can  bo  x>rofitably  expended  in  fiscal  year  ending  June  SO, 

1896 800,000.00 

Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 

harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


COMMERCIAJ.   STATISTICS. 


The  number  of  vessels  passing  Point  Judith,  R.  I.,  during  the  calendar  year  ending 
December  31,  1893,  is  estimated  as  follows,  based  mainly  on  reports  received  from  Mr. 
Asa  Church,  keeper  Point  Judith  Life-Saving  Station,  Rhode  Island: 


Chanu-.tbT  or  class  of  Horvice^ 


Steamers  (freight,  fish,  and  passenger) 

Yachts  (steam  and  sail) 

Schooners  (2,  3,  and  4  masts) 

Ships  (barks  and  barkentiues) 

Brigs  and  brigantines 

Slooi)s 

Bajges 

Total 


Num- 
ber. 


12.000 

7,000 

34,000 

200 

200 

2,000 

9,600 


05,000 


Average 

approxi-  |  Total  ton- 
mate  ton-        nage. 
nage.     I 


Grs.  tons. 
500 
100 
COO 
900 
300 
20 
300 


Ors.  toTU. 

6,000,000 

700,000 

20,  400, 000 

18J,000 

60,0OJ 

40.000 

2,880,000 


30, 260,  000 


C  14. 
HARBOR  OF  REFUGE  AT  BLOCK  ISLAND,  RHODE  ISLAND. 

This  island  is  part  of  the  State  of  Ehode  Island;  is  14  miles  cast  of 
Montauk  Point,  the  eastern  end  of  Long  Island,  and  is  about  10  railes 
from  the  nearest  point  of  the  mainland.  Besides  supplying  the  wants 
of  the  mackerel-fishing  fleet  and  the  general  coast  navigation  the  island 
is  an  important  point  on  our  shores  for  ocean  navigation.  It  has  a  sig- 
nal station  connected  by  submarine  telegraph  with  the  mainland. 
Vessels  are  passing  the  island  at  all  times  and  on  all  sides  of  it,  and 
its  position  renders  it  of  national  importance.  The  object  of  the  improve- 
ment is  to  furnish  a  harbor  of  refuge  for  medium-draft  vessels  engaged 
in  foreign  and  coastwise  commerce.  The  mean  rise  and  fall  of  the  tide 
is  about  3  feet. 

Original  condition, — Before  the  construction  of  the  present  harbor 
of  refuge  Block  Island  had  no  harbor  which  afforded  protection  for 
decked  vessels.  The  only  ones  used  Avere  oi)en  boats,  which,  on  the 
approach  of  storms,  were  hauled  up  on  the  beach  by  oxen.  The  largest 
of  these  bofits  were  of  about  10  tons  burden. 

Between  1870  and  187G  $285,000  was  appropriated  to  build  a  break- 
water for  a  harbor  of  medium-draft  vessels.  This  work,  including  an 
inner  harbor  of  7  feet  depth  for  temporary  use  of  the  Government  plant, 
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was  completed  in  1878.  (See  p.  202  of  Annual  Report  of  1877  and 
p.  313  of  1879.) 

In  1880  $6,000  was  appropriated  for  dredging  the  inner  basin  to  9 
feet  depth.  This  work  was  completed  in  1881.  (See  p.  390  of  Annaal 
Report  of  1880  and  p.  563  of  1881.) 

In  1882  $19,000  was  appropriated  for  building  a  sea  wall  on  the  east 
side  of  the  inner  basin  and  protecting  the  cliffs  on  east  side  of  break- 
water. (See  p.  563  of  Annual  Report  of  1882.)  This  work  was  com- 
pleted in  1884. 

In  1884  $15,000  was  appropriated  for  additions  to  the  old  breakwater. 
(See  p.  628  of  Annual  Report  of  1884.)  This  money  was  spent  in 
1884-'85  in  partially  closing  a  gap  in  this  old  breakwater. 

At  the  adoption  of  the  present  project  this  harbor  was  neither  large 
enough  nor  well  enough  protected  for  the  proper  harborage  of  the  craft 
seeking  refuge  at  this  pLace  during  storms  and  bad  weather. 

Plan  of  improvement, — The  present  approved  project,  that  of  1884,  as 
modified  in  1888,  provides  for  the  construction  of  a  harbor  of  refuge  on 
the  eastern  side  of  the  island,  consisting  of  an  enlarged  inner  harbor 
(or  basin)  for  small  vessels  and  an  exterior  harbor  for  large  ones.  The 
basin  was  to  be  about  800  feet  square  and  completely  inclosed  except  at 
its  100-feet  wide  entrance.  The  exterior  harbor  was  already  formed  by 
an  old  breakwater  on  the  east  and  the  adjacent  shore  on  the  south  and 
west,  but  an  old  gap  near  the  end  of  this  breakwater  was  to  be  filled 
up.  The  project  covers  the  constiflction  of  the  stone  sea  walls  of  the 
enlarged  inner  harbor  ($46,000),  the  repair  of  the  old  breakwater 
($24,000),  and  a  little  dredging  ($5,000)  along  the  western  side  of  the 
old  breakwater  and  also  inside  the  harbor;  all  at  a  total  cost  estimated 
in  1888  at  $75,000. 

A  plan  of  the  works  may  be  found  at  p.  612,  Annual  Report  of  the 
Chief  of  Engineers  for  1885,  and  p.  844  of  1893;  and  further  details  at 
pp.  609  and  613  of  1885  and  p.  506  of  1888. 

Appropriatio^is, — Upon  the  present  project  appropriations  have  been 
made  as  follows:  1886,  $20,000;  1888,  $15,000;  1890,  $15,000;  1892, 
$24,000.    Total  up  to  June  30,  1893,  $74,000. 

Amount  expended  and  results  to  June  30j  1893. — The  total  amount 
expended  on  the  present  project  (including  $2,959.72  outstanding  lia- 
bilities) up  to  June  30,  1893,  was  $54,581.50,  by  which  the  gap  in  the 
old  breakwater  had  been  filled  up  so  as  to  make  the  breakwater  of 
1,900  feet  total  length;  the  north  sea  wall  had  been  built  to  170  feet 
length  with  full  height;  then  came  a  gap  of  190  feet  length;  then  130 
feet  length  to  full  height,  then  100  feet  length  to  high- water  level,  then 
150  feet  length  to  low-water  level,  and  the  west  sea  wall  had  been 
started  50  feet  at  its  shore  end. 

Operations  during  the  past  fiscal  t/^ar.— Value  of  the  United  States 
plant,  $2,400.  Including  $422.82  outstanding  liabilities  on  June  30, 
1894,  the  expenses  of  the  year  were  $17,355.76. 

Stonework,  in  progress  at  the  commencement  of  the  year,  was  con- 
tinued by  the  contractor,  and  5,312  tons  of  stone  (making  6,309  tons 
under  the  present  contract)  were  put  in  position  in  the  harbor  walls, 
and  38  jnles  for  the  wooden  fender  piers  were  driven  in  place  and 
capped.  By  letters  of  the  Chief  of  Engineers  of  September  22,  Novem- 
ber 17,  and  December  9,  1894,  the  time  of  completion  was  extended 
to  January  10, 1894.  All  contract  work  was  finished  on  December  10, 
the  contractor  not  finding  it  necessary  to  make  use  of  the  last  exten- 
sion of  time  granted  him.  In  October  authority  was  asked  and  received 
for  the  purchase  in  open  market  of  from  400  to  500  extra  tons  of  stone 
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(about  $1,000  worth)  in  order  to  complete  the  sea  walla  in  the  luanuer 
provide<l  for  by  the  existiujo:  approved  projects,  and  an  agreement  was 
made  with  the  present  contractor  for  the  delivery  of  this  extra  stone 
at  contract  rates.  Under  this  agreement  442  tons  of  stone  Avere  put 
in  position  in  the  harbor  walls  during  October  and  November,  thus 
completing  all  stonework.  Duiing  July  and  August,  1893,  the  Govern- 
ment plant  removed  a  dangerous  bowlder  from  inside  the  harbor  and 
4,452  cubic  yards  of  hard  sand  to  a  depth  of  12  feet  at  low  water  from 
the  shoaled  entrance  to  the  enlarged  inner  harbor  and  960  cubic  yards 
soft  mud  to  a  depth  of  10  feet  at  low  water  from  the  shoaled  entrance 
to  the  smaller  inner  harbor.  During  May  and  June,  1894,  the  Govern- 
ment plant  also  removed  about  1,013.5  tons  of  bowlders  from  the  old 
stone  jetty  in  the  western  part  of  the  harbor  and  from  the  harbor 
itself,  of  which  973.5  tons  were  placed  in  front  of  the  north  and  west 
walls,  to  repair  gaps  made  by  recent  storms,  and  on  top  of  the  crib 
work,  and  208  tons  outside  the  east  wall  of  the  inner  harbor,  all  of 
this  in  such  way  as  to  strengthen  all  walls  where  most  needed.  Fur- 
ther stonework  and  the  general  dredging  of  the  harbor  awaits  further 
appropriations. 

liights  have  been  maintained  on  the  north  sea  wall  daring  the  year. 

The  contract  work  was  in  the  local  charge'of  Mr.  Edward  Parrish 
as  assistant  engineer,  with  Mr.  K.  P.  Partelow  as  inspector  j  the  dredg- 
ing under  Mr.  J.  H.  Rostock  as  assistant  engineer,  and  the  rock 
removal  under  overseer  Theo.  McMahan. 

^Yorlc  required  to  complete  the  existing  project. — ^The  work  required  to 
complete  the  existing  i)roject  is  the  construction  of  pier  heads,  the 
strengthening  of  the  weaker  parts  of  the  existing  walls,  and  a  little 
occasional  dredging. 

Operations  contemplated  for  the  fiscal  year  ending  June  30^  1895. — It  is 
proposed  to  complete  the  existing  project. 

Block  Island  is  in  the  Newport  collection  district^  and  Newport  is  the  nearest  port 
of  entry.  The  revenue  collected  in  Newport  in  the  last  calendar  year  was  $1,760.53. 
There  is  no  duty  collected  at  the  island.  The  value  of  the  harbor  is  mainly  .as  a 
harbor  of  refuge.  There  are  several  lights  at  the  island.  The  nearest  fortification 
is  Fort  Adams,  R.  I. 

Money  statement. 

July  1,1893,  balance  unexpended $22,378.22 

June  30, 1804,  amount  expended  during  fiscal  year 19, 892. 66 

July  1, 1894,  balance  unexpended 2,  485. 56 

July  1, 1891,  outstanding  liabilities t ^ 422. 82 

July  1, 1894,  balance  available 2,062.74 

{Amount  (estimated)  required  for  completion  of  existing  project 1,  000. 00 
Amount  that  can  be  profitably  expended  in  fitJcalyoarenaing.Iune.SO,  1896      1, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and. 
harbor  nets  of  1860  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 
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COMMERCIAL   STATISTICS. 


The  commerce  arriving  and  leaving  Block  Island,  R.  I.,  by  -water  dnring  tbo  cal- 
endar year  ending  December  31,  1893,  is  estimated  as  follows,  based  mainly  upon 
reports  received  from  Mr.  C.  C.  Ball,  Block  Island,  R.  I. : 


Class  of  goods. 


Fish,  oysters,  otc 

Livo  stock  and  prcblucts. 

Vegetables  and  truck 

Grain  and  for»go 

Rico. 


Tobacco 

Cotton  and  products 

Fertilizer<i 

Lumber  and  proilncts 

<'oal,  mineralH.  nnd  products. 

Machinery  and  hardware 

6eneral  merchaudiBO 

Sundries 


Exports.       Imports.         Total.      '  Tonnage. 


^97, 000 

96.000 

5,800 

550 


Total  . 


01, 750 


261, 100 


783,250 


$2,  500 

$90,500 

101,000 

107,000 

1,000 

6,800 

22.125 

22,675 

1,800 

1.800 

20,  000 

20,000 

3,125 

3.125 

4.200 

4,200 

112.500 

112.500 

07,750 

67, 750 

1,000 

1,000 

381,000 

381,000 

65,250 

127,000 

TOTU. 

2.500 

2,000 

350 

800 

20 

30 

5 

120 

5,000 

7,400 

10 

0,000 

13.000 


1,  044, 350 


37,235 


Gain  over  last  year,  about  4,500  tons,  or  $200,000.  Transportation  lines  established 
dnring  the  year,  none  reported. 

The  passage  of  vessels  through  this  waterway  is  estimated  as  follows  (each  entrance 
and  departure  together  being  counted  as  one  passage) : 


Character  or  class  of  service. 


Stenm : 

Freight  nnd  passenger 

Fishing , 

Tugs 

Pleasure  boats 

Sail: 

Freight 

Fishing  boats 

Oyster  boats 

Pleasure  boats,  large  . . , 
Pleasure  boats,  small . . . 


Num- 
ber. 

Average 
draft. 

700 
400 
100 
600 

FeH, 
7 

7.5 
7.5 

7 

250 

5,500 

300 

800 

60,000 

9 
8 
7 
7 
5.5 

Average 
tonnnge. 


Tong. 


500 
130 
130 
140 

150 

30 

10 

15 

6 


C  15. 

IMPROVEMENT  OF  PAWCATUCK  RIVER,  RHODE  ISLAND  AND  CONNECT- 
ICUT.  . 

The  navigable  part  of  Pawcatuck  River  extends  from  the  manufac- 
tnring  town  of  Westerly  to  Little  Farragausett  Bay,  into  which  it 
empties.  The  approach  to  the  river  is  through  Stonington  OuterlJ ar- 
bor and  Little  Narragansett  Bay,  and  the  object  of  the  improvement 
is  to  deepen  and  widen  the  river  channel  leading  from  this  bay  to 
Westerly. 

The  mean  rise  and  fall  of  the  tide  is  2.G  feet  at  the  mouth  of  the 
liver  and  2.3  feet  at  Westerly. 

Original  condition. — Before  improvement  the  channel  was  narrow, 
crooked,  and  obstructed  by  numerous  shoals,  on  some  of  which  there 
was  but  1^  feet  at  mean  low  water.  (For  map  see  p.  314  of  Annual 
Eeportofl879.) 

Between  1871  and  187C,  $50,000  was  appropriated  for  the  ex(\avatiou 
of  a  channel  5J  feet  deep  at  mean  low  water,  75  feet  wide  below  the 
wharves,  and  from  35  to  40  feet  wide  between  the  lower  and  upper 
wharves.  This  work  was  completed  in  1870.  (See  p.  211  of  Annual 
Report  of  187G.) 
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At  tbe  adoptiou  of  the  present  project  the  channel  was  limited  to 
5.5  feet  depth  over  75  feet  width  below  the  city  and  the  same  dcptli 
over  35  feet  width  opposite  the  city;  and  rock  ledges  crossed  tlie  chan- 
nel at  several  points. 

Plan  of  improvement. — The  present  api^roved  project,  that  of  1885, 
provides  for  the  deepening  and  widening  of  the  river  so  as  to  secure  a 
channel  of  at  least  8  feet  depth  at  low  water  with  100  feet  width  from 
its  mouth  ni)  to  the  lower  wharves  of  Westerly,  and  thence  a  channel 
of  the  same  depth  with  about  40  feet  width  up  to  the  upper  wharves  of 
the  city ;  all  at  a  total  cost  estimated  in  1891  at  842,400. 

A  x^lan  of  the  works  may  be  found  at  p.  624,  Annual  Eeport  of  the 
Chief  of  Engineers  for  1885,  and  p.  818  of  1893;  and  further  special 
information  at  p.  634  of  1892. 

Appropriations. — Ui>on  the  present  project  appropriations  have  been 
made  as  follows:  1886,  $12,000;  1888,  $10,000;  1890,  $16,600;  1892, 
63,800.    Total  up  to  Juno  30, 1893,  $42,400. 

Amount  expended  and  results  to  June  30,  1893. — The  total  amount 
expended  on  the  present  project  (including  $78.87  outstanding  liabili- 
ities)  ui)  to  Juno  30,  1893,  was  $39,332.12,  by  which  the  8  feet  depth 
channel  had  been  completed  from  deep  water  upward  for  full  width  to 
within  a  half  mile  of  the  city,  and  for  partial  width  for  the  remaining 
distance. 

Operations  during  the  last  fiscal  year. — Value  of  the  United  States 
plant,  $2,250.  Including  $61.37  outstanding  liabilities  on  June  30, 
1894,  the  expenses  of  the  last  fiscal  year  were  $1,963.17. 

The  Avork  of  blasting  and  removing  bowlders  and  ledge  rock  by  the 
Government  plant  was  commenced  in  August  and  completed  in  Sep- 
tember; by  which  about  67  tons  of  bowlders  and  59  tons  of  ledge  rock 
Avere  removed  from  about  3,000  feet  length  of  the  40-foot  channel 
between  the  wharves  at  Westerly,  and  from  about  1,000  feet  length  of 
the  100-feet  channel  below  the  city,  leaving  nothing  of  these  obstruc- 
tions above  the  general  bottom  of  the  existing  channel.  A  minor  sur- 
vey was  made  to  show  the  results  of  past  field  work  and  also  to  serve 
as  a  basis  for  future  improvement.  Further  dredging  will  probably 
have  to  await  further  appropriations. 

This  work  was  under  the  local  charge  of  Mr.  J.  H.  Rostock  as  assist- 
ant engineer,  and  the  rock  removal  under  Mr.  Theo.  McMahan  as 
overseer. 

Worlc  required  to  complete  the  existing  project. — The  work  required  to 
complete  the  existing  project  is  the  dredging  of  the  channel  to  a  depth 
of  8  feet  at  mean  low  water  and  full  width  of  100  feet  over  the  half 
mile  below  Westerly,  and  a  width  of  40  feet  between  the  upper  and 
lower  wharves  of  that  town. 

Operations  contemplated  for  the  fiscal  year  ending  June  30,  1896. — It 
is  proposed  to  complete  the  work.  * 

Pawcatuck  River  is  in  the  collection  districts  of  Providence  and  Stonington,  tho 
dividing  line  passing  throngU  the  river.  Providence  and  Stoniugton  are  tbe  nearest 
I>orts  of  entry.  The  revenne  collected  in  the  last  calendar  yearwas:  Providence, 
$297,534,81;  Stonington,  $890.99.  Tho  nearest  light- honses  are  tho  Stonington  and 
Watcli  Hill  lights.     The  nearest  fortification  is  Fort  Trnmbnll;  New  London,  Conn. 

Money  statement. 

Jnly  1, 1893,  balance  nnexpendod $3, 146. 75 

June  30, 1894,  amonnt  expended  during  fiscal  year  1, 980. 67 

.July  1, 1894,  balance  unexpended 1, 166. 08 

July  1, 1894,  outstanding  liabilities 61. 37 

July  1, 1894,  balance  available .^^.      1, 104. 71 
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COMMERCIAL  STATISTICS. 


Tho  commerce  arriving  and  leaving  Pawcatnck  River,  Rhode  Island,  l»y  water 
dnring  the  calendar  year  ending  December  31,  1893,  is  estimated  as  follows,  based 
mainly  upon  reports  received  from  Messrs.  Maxson  &  Co.,  Westerly,  R.  I. : 


Class  of  goods. 


Exports. 


FisL,  oysters,oto $3,000 

Vegetables  anil  track 

G raiD  and  forage 

Fertilizers 

Lumber  and  products 

Coal,  TniDerals,  and  products 

Sundries 


Total. 


3,000 


Imports.  I     Total,    i  Tonnage. 


$2,000 
10,000 
7,600 
106,000 
148,000 
9.500 


$3,000 
2,000 
10.000 
7,500 
106,000 
148,000 
9,500 


283.000   286,000 


Tons. 
75 
125 
600 
200 
5.506 
29,000 
468 


35.968 


Gain  over  last  year,  none.  Transportation  lines  established  dnring  the  year,  none 
reported. 

The  passage  of  vessels  through  this  waterway  is  estimated  as  follows  (each  entrance 
and  departure  together  being  counted  as  one  passage) : 


Character  or  class  of  service. 


Num-     Average  ■  Average 
ber.         draft.       tonnage. 


Steam: 

Freight 

Passenger,  mainly — 

Tugs 

Pleasure  boats 

Sail: 

Freight 

Fishing  boats 

Pleasure  boats,  large. 

Pleasure  boats,  small 


Feet. 


5  . 
720  I 
600  ! 
75 

170 
75 
100 
300 


Tons. 


SO 
50 


10 

! 

C  i6. 
HARBOR  OF  REFUGE  AT  STONINGTON,  CONNECTICUT. 

Stoniiigton  Harbor  lies  on  the  north  side  of  the  eastern  entrance 
from  the  ocean  into  Long  Island  Sound.  The  main  object  of  the  improve- 
ment is  to  furnish  a  harbor  of  refuge  for  vessels  entering  and  leaving 
this  entrance  to  the  sound.  The  mean  rise  and  fall  of  the  tide  is  about 
2^  feet. 

Original  condition. — Originally  it  was  an  open  bay,  unprotected  from 
southerly  storms,  and  obstructed  by  a  shoal  having  a  lou -water  depth 
of  but  6  feet  at  the  shoalest  part.  This  shoal  nearly  filled  the  inner 
harbor,  and  left  but  a  nnirow  channel  on  either  side,  of  a  depth  insuffi- 
cient to  permit  vessels  of  12  feet  draft  to  reach  the  upper  wharves  at 
low  water. 

Between  1827  and  1831  about  837,000  was  spent  in  constructing  piers 
or  snmll  breakwaters  in  the  inner  harbor  for  the  protection  of  the  har- 
borage.    (See  p.  32G,  part  1,  Annual  Keportof  1879.) 

Between  1871  and  1873  840,106  was  appropriated  for  a  survey  of  tho 
harbor  and  for  dredging  the  harbor  to  12  feet  depth.  This  work  was 
finished  in  1875.     (See  p.  240,  part  2,  Annual  Eeport  of  1874.) 

Between  1875  and  1879  8112,500  was  appropriated  for  the  construc- 
tion of  a  western  breakwater,  runinng  southeast  2,000  feet  from  AVam- 
paset  Point  to  18  feet  depth  of  water,  and  for  dredging  to  12  feet  depth 
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iuside  of  this  breakwater.  (See  pp.  243,  244,  245,  part  2,  Annual 
Keport  of  1875.)    This  work  was  completed  in  1880. 

At  the  adoption  of  the  present  project  the  harbor  had  no  eastern 
breakwater. 

Flan  of  improvement. — The  present  approved  project,  that  of  1880, 
provides  for  the  construction  of  an  eastern  breakwater  as  a  protection 
to  the  outer  harbor;  this  breakwater,  about  a  half  mile  long,  to  extend 
from  the  vicinity  of  Bartlett  Eeef  to  the  vicinity  of  the  Middle  Ground 
Shoal,  or  until  it  gives  sufficient  protection  to  the  harbor  against 
southerly  winds;  all  at  a  total  cost,  estimated  in  1884,  at  $143,000  to 
$191,000,  according  to  the  length  to  be  given  to  the  breakwater;  both 
estimates  to  be  increased  later  by  the  cost  of  a  light-house  foundation 
on  the  end  of  the  finished  jetty. 

A  plan  of  the  works  may  be  found  at  p.  598,  Annual  Keport  of  the 
Chief  of  Engineers  for  1882,  and  p.  032  of  1884,  and  p.  848  of  1893; 
and  further  information  at  p.  585  of  1881. 

The  position  of  the  ends  of  the  eastern  breakwater  has  not  yet  been 
definitely  determined,  but  it  will  probably  be  found  necessary,  in  order 
to  afforcl  all  the  protection  desired,  to  extend  the  breakwater  at  its 
eastern  end  to  Bartlett  Reef,  and  at  its  western  end  until  it  intersects 
a  range  from  the  end  of  the  western  breakwater  to  the  middle  of 
Wicopessit  Island,  so  as  to  thoroughly  shelter  the  harbor  from  south- 
erly storms. 

Appropriations. — Upon  the  present  project  appropriations  have  been 
made  as  follows:  1880,  $25,000;  1881,  $30,000;  1882,  $25,000;  1884, 
$10,000;  1886,  $20,000;  1888,  $8,000;  1890,  $12,500;  1892,  $12,500. 
Total  up  to  June  30, 1893,  $143,000. 

Amount  expended  and  results  to  June  30, 1893. — The  total  amount 
expended  on  the  present  project  (including  $79.29  outstanding  liabili- 
ties) up  to  June  30, 1893,  was  $131,141.61,  by  which  this  breakwater 
had  been  built  to  full  height  and  2,377  feet  length. 

Operations  during  the  past  fiscal  year. — Yalue  of  United  States  plant, 
$1,120.  Including  $249.26  outstanding  liabilities  on  June  30, 1894,  the 
expenses  of  the  year  were  $1,436.98. 

During  the  year,  general  office  work.  A  minor  survey  was  made  to 
show  the  results  of  past  field  work,  and  also  to  serve  as  a  basis  for  future 
improvement.  Bids  have  been  invited  for  about  $10,000  of  stonework, 
to  be  opened  in  July,  1894. 

A  light  has  been  maintained  upon  the  end  of  the  eastern  break- 
water during  the  year.  This  work  was  in  the  local  charge  of  Mr.  J.  11. 
Rostock  .as  assistant  engineer. 

Work  required  to  complete  the  existing  project. — The  work  required  to 
comidete  the  existing  project  is  the  extension  of  the  eastern  break- 
water perhaps  600  feet  at  its  eastern  end  and  perhaps  1,300  feet  at  its 
western  end,  according  to  the  results  of  surveys  of  the  coming  season. 

Operations  contemplated  for  the  fiscal  year  ending  June  30, 1895. — With 
the  present  available  funds  it  is  proposed  to  extend  the  eastern  break- 
water at  its  eastern  end. 

Stouington  Harbor  is  m  the  Stoniiigton  collection  tlistrict  and  is  a  port  of  entry. 
The  amount  of  revenue  collected  at^Stonington  in  the  last  calendar  year  was  $890.99. 
The  principal  value  of  the  harbor  is  as  a  harbor  of  refuge.  The  nearest  lights  are 
Stonmgton  Light  and  Latimer  Keef  Light.  The  nearest  fortitication  is  Fort  Trum- 
bull, Now  London  Harbor,  Connecticut. 
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Money  statement, 

July  1,  1893,  balance  unexpendod $11, 937.  68 

Juno  30,  1894,  amount  cxi>ended  during  iiscal  year 1, 267. 01 

July  1,  1894,  balance  unexpended 10, 670. 67 

July  1,  1894,  outstanding  liabilities 249. 26 

July  1,  1894,  balance  available 10,421.41 


COMMERCIAL   STATISTICS. 


The  commerce  arriving  and  leaving  Stosington  Harbor,  Connecticnt,  by  water  dur- 
ing the  calendar  year  ending  December  31, 1^3,  is  estimated  as  follows,  based  mainly 
upon  reports  received  from  Mr.  C.  T.  Stanton,  collector  of  customs,  Stonington,  Conn., 
and  Mr.  J.  W.  Miller,  president,  New  York  and  Stouington  Steamship  Line,  New  York 
City : 


Claaa  of  goodB. 

Exports. 

Imports. 

Total. 

Tonnage. 

Fish,  oj'sters,  etc '. ... 

$9,000 

$9,000 

24,000 

7,600 

150.000 

447,000 

45,000.000 

88,000 

Ton». 
150 

Orftin  and  foraffo                     ..                 ................ 

$24,000 

7,500 

150,000 

420,000 

21, 000, 000 

44,000 

1,400 
200 

I'^ertilizers      .     ..      .             

Luin  bor  and  products... ... .   .  .          .................. 

7,500 

Coal  m inerals. and  nroducts .  ............. 

27, 000 

24, 000, 000 

44,000 

81,500 

General  morchandise 

211,000 

Sundries 

4, 000 

Total 

24, 080,  000 

21,645.500 

45,725,500 

305, 750 

Gain  over  last  year,  nothing  6X)ecial ;  transportation  lines  established  during  tho 
y^ar,  none  reported. 

The  passage  of  vessels  through  this  waterway  is  estimated  as  follows  (each  entrance 
and  departure  together  being  counted  as  one  ijassage) : 


Character  or  class  of  service. 


Steam: 

Freiplit  and  passenger 

Freight  mainly 

Fishing 

Tugs 

Sail: 

Fieijrht 

Fishing  boats 

ricasuro  boats,  nmall . . 


Num- 
ber. 


425 
38 

38 
200 

1,000 

500 

1,000 


Average  ;  Average 
draft,     j  tonnage. 


Feet. 

12 

10 

6 

0 

Tons. 

1,500 

1,000 

25 

30 

10 
6 
2.6 

150 
30 

C  17- 

REMOVING  SUNKEN  VESSELS  OR  CRAFT  OBSTRUCTING  OR  ENDANGER- 
ING NAVIGATION. 

1.   WRECK   OF   STEAM   YACHT   ALVA. 


The  steel  steam  yacht  Alva  was  in 'the  month  of  October,  1892, 
reported  as  being  sunk  in  about  22  feet  depth  of  water,  in  location 
approximately  1  mile  northeast  of  Pollock  Kip  Light  Vessel  in  the 
middle  of  Pollock  Rip  Channel,  eastern  entrance  to  Nantucket  Sound, 
Massachusetts,  and  as  being  a  dangerous  obstruction  to  the  deep  and 
shallow  draft  steam  and  sailboat  navigation  of  the  neighborhood. 
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At  the  time  (July  24,  1892),  when  originally  wrecked  (by  collision) 
this  vessel  was  on  a  pleasure  trip  and  therefore  without  special  cargo. 
Her  measurements  were  approximately  as  follows:  Length,  250  feetj 
breadth,  32  feet;  depth,  18  feet;  gross  tonnage,  1,151  tons. 

Shortly  after  sinking,  this  vessel  was  sold  to  a  wrecking  company, 
who  worked  upon  her  about  three  months  (at  a  reported  expense  of 
from  810,000  to  $20,000)  in  the  hopes  of  floating  her  and  removing  her 
in  an  entirety.  She  was,  however,  abandoned  by  them  on  November 
23, 1892. 

As  soon  as  it  was  evident  that  this  wreck  could  not  be  saved  by  its 
owners,  then  under  the  provisions  of  Section  iv  of  the  river  and  harbor 
act  of  June  14, 1880,  and  by  direction  of  the  Secretary  of  War  of  Octo- 
ber 22,  1892,  and  of  the  Chief  of  Engineers  of  the  same  date,  the 
destruction  and  removal  of  this  wreck  by  the  United  States  was 
ordered;  work  to  be  done  by  contract  after  due  advertisement.  In 
accordance  therewith  bids  were  opened  on  December  3, 1892,  and  a  con- 
tract or  agreement  was  entered  into  with  Messrs.  Kelley  and  YanSant, 
of  Atlantic  City,  N.  J.,  under  date  of  December  12,  approved  December 
29,  1892;  work  to  be  commenced  January  14  and  finished  May  14, 1893. 
Specially  bad  weather  prevented  fieldwork  dnring  a  portion  of  the 
winter  and  spring,  on  account  of  which  the  contractor  was  authorized 
to  delay  commencement  until  March  15  and  completion  until  July  15, 
1893;  but  finally  under  Mr.  J.  H.  Rostock  as  assistant  engineer,  and 
Mr.  Theodore  McMahan  as  diver  and  insi)ector,  and  Mr.  (\  O.  Abel  and 
Mr.  B.  H.  Hooper  as  occasional  inspectors,  work  in  the  field  was  com- 
menced March  15,  1893,  and  completed  July  C,  1893. 

The  first  information  received  about  this  wreck,  based  upon  Coast 
Survey  maps  and  casual  reports  from  the  working  party  of  the  first 
purchasers  of  the  wreck,  indicated  the  wreck  as  lying  in  only  about  22 
feet  at  low  water  with  bare  rails;  but  a  subsequent  careful  examina- 
tion made  December  17, 1892,  showed  her  to  be  lying  directly  across 
the  current  on  a  gentle  slope  whose  depths  varied  from  about  27  to  30 
feet  at  low  water,  the  sand  bottom  being  banked  up  a  few  feet  around 
her  middle  and  scoured  out  to  10  feet  additional  depth  around  both 
bow  and  stern,  the  least  depth  upon  her  upper  portions  being  about  10 
feet. 

Either  from  bad  weather  or  accidents  to  his  plant,  or  from  other 
causes,  the  contractor  succeeded  in  actually  working  at  the  place  of 
the  wreck  only  twenty  days  in  all  (one  day  in  March,  four  daj'^s  in 
April,  nine  days  in  May,  four  days  in  June,  and  two  days  in  July). 
During  this  time  about  8,000  pounds  of  dynamite  were  exploded  in  and 
around  the  wreck  in  charges  of  from  10  to  1,710  pounds  each. 

The  work  was  inspected  under  water  at  several  different  times  by  the 
United  Statesdiver  and  inspector.  Other  examinations  were  also  many 
times  made  from  the  surface  by  means  of  a  sweep  arranged  to  lie  horizon- 
tally in  the  water  at  any  desired  depth  below  the  surface;  this  sweep, 
covering  a  width  of  40  feet,  having  been  sunk  to  successive  depths  of 
18,  20,  22, 24,  and  26  feet,  and  having  been  moved  slowly  over  the  entire 
area  of  the  wreck  at  nearly  slack  tide. 

Final  inspection,  made  on  July  6  by  both  diver  and  sweep,  showed 
the  bow,  stern,  and  sides  of  tlio  vessel  to  be  all  broken  up  into  small 
pieces  and  scattered  around  in  such  way  as  to  not  rise  anywhere  more 
than  2  or  3  feet  above  the  bottom;  the  interior  of  the  vessel,  including 
what  was  left  of  its  boilers,  engines,  other  machinery,  and  decks,  form- 
ing a  pile  of  about  40  feet  diameter  and  from  4  to  8  feet  height  at  the 
center  of  the  wreck,  and  the  least  water  to  be  found  over  the  highest 
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projecting  points  of  this  wreckage  being  26  feet  at  slack  water  (which 
would  be  24  feet  or  more  at  lowest  water). 

No  property  was  recovered  from  the  wreck,  and  no  attempt  was  made 
to  do  so,  since  the  cost  of  such  work  would  have  been  greater  than  the 
value  of  the  material  saved  (either  through  the  direct  expense  of  such 
work,  or  of  the  delay  thereby  caused,  to  the  main  work  of  destruction 
of  the  wreck  itself). 

The  total  cost  Of  this  work  was  $7,241.67,  including  the  contract 
price,  and  all  expenses  of  first  examination,  subsequent  inspection,  and 
other  superintendence  in  the  field  and  office. 

The  experience  of  this  wreck  is  greatly  against  such  work  as  this 
being  done  by  advertisement  and  contract:  (1)  Because  of  the  long 
delay  (usually  two  months)  necessary  for  the  advertisement  and  the 
formalities  of  the  contract,  during  which  time  the  wreck  is  liable  to 
cause  other  wrecks;  (2)  because  of  the  still  greater  interval  (usually 
three  months)  between  the  preparations  of  specifications  and  the  actual 
dates  of  field  work,  during  which  time  the  condition  of  the  wreck  and 
surroundings  may  be  so  changed  by  storms  that  specifications  must  be 
to  a  large  extent  delusive,  and  bids  to  a  large  extent  guesswork ;  and 
(3)  because  the  lowest  bidder  under  such  circumstances  is  not  gener- 
ally the  best  man  for  the  work.  In  this  particular  case,  if  advertise- 
ment had  been  omitted  and  the  work  either  done  by  the  Government  by 
its  own  hired  labor  or  awarded  in  open  market,  the  wreck  might  have 
easily  been  destroyed  and  scattered  before  the  commencement  of  last 
winter.  As  it  was,  the  two  months'  delay  for  advertisement  and  con- 
tract deferred  action  in  the  field  until  after  the  commencement  of  the 
stormy  winter  season,  when  work  was  impossible,  and  prevented  work 
until  late  in  the  spring,  causing  six  months'  delay,  during  all  of  which 
time  this  wreck  was  a  great  danger  to  thousands  of  boats,  three  of 
which  were  wrecked  thereby.  The  value  of  these  three  wrecked  boats 
would  have  much  more  than  paid  for  the  open-market  cost  of  the  entire 
and  rapid  destruction  of  the  Ahm. 

Again,  the  experience  of  this  wreck  has  shown  the  advantage  of  not 
attempting  to  save  any  of  the  cargo.  Had  it  been  required  that  the 
cargo  should  have  been  saved  and  carried  ashore  for  sale,  the  time 
necessary  for  the  removal  of  the  obstruction  would  have  been  at  least 
double,  and  the  cost  of  the  work  would  have  been  several  times 
increased. 

2.  WRECK  OF   SCHOONER   OCEAN   TRAVELLER   (AT  MONOMOY). 

An  old  wreck  of  a  wooden  schooner  (name  afterwards  found  to  be 
the  Ocean  Traveller)  was  in  May,  1893,  reported  as  lying  just  outside 
Monomoy  Point,  southern  end  of  Gape  God,  Massachusetts,  and  as 
being  a  dangerous  obstruction  to  the  deep  and  shallow  draft  steam  and 
sailboat  navigation  of  the  neighborhood.  By  direction  of  the  Secre- 
tary of  War  of  May  22,  1893,  and  the  Chief  of  Engineers  of  May  23, 
1893,  her  destruction  and  removal  was  ordered;  work  to  be  done  by 
hired  labor,  and  the  use  of  the  Government  plant. 

According  to  the  best  available  reports,  this  schooner,  the  Ocean 
TravclUr^  while  on  her  way  from  some  Southern  port  to  some  ix)rt 
north  of  Cape  Cod,  several  years  ago,  run  upon  the  southern  edge  of 
Sliovelful  Shoal  and  sank.  She  was  a  wooden  centerboard  one  masted 
vessel.  Her  dimensions  were  approximately  as  follows:  Length,  140 
feet;  breadth,  30  feet;  depth,  9  feet;  gross  tonnage,  300.  The  date  of 
her  construeticm  and  her  last  ownership  was  unknown.  When  sunk 
she  was  loaded  with  paving  stones. 
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Bxaiiiinations  of  the  wreck,  made  June  29  and  July  4,  showed  the 
wreck  almost  intact,  except  as  to  rigging  and  a  small  i)ortion  of  her 
port  side  aft,  her  cargo  still  being  firmly  in  place;  the  wreck  having 
only  3  feet  of  water  over  its  bow  and  steni,  and  yet  lying  in  10  to  13 
feet  of  water  on  the  deep-water  edge  of  the  shoal  at  a  point  approxi- 
mately 1,200  yards  southeast  of  Monomoy  Point  tripod  and  3,000  yards 
south  southwest  of  Monomoy  Point  Light.  Though  out  of  the  main 
channel,  she  still  lay  where  she  was  specially  liable  to  be  struck  by  the. 
numerous  small  and  large  craft  beating  their  way  against  the  wind  on 
their  route  around  Monomoy  Point  on  their  way  from  Chatham  Eoads 
or  the  west  to  Pollock  Rip,  and  therefore  it  was  thought  best  that  she 
be  coDjpletely  destroyed  down  to  the  level  of  the  adjacent  sand  bottom. 
The  location  of  the  wreck  at  that  time  is  shown  by  sketches  and  maps 
now  on  file  in  the  Newport  office. 

Field  work  upon  this  wreck  was  commenced  on  July  4  under  Mr. 
Theodore  McMahan  as  diver  and  inspector,  using  a  hired  sailboat  and 
crew,  and  was  completed  on  July  7.  The  under- water  work  was  all 
done  in  two  days;  two  other  days  being  lost  on  account  of  bad  weather. 
The  outer  hull,  which  was  found  solid  and  firm,  was  shattered  by  240 
pounds  of  dynamite  in  25  charges  of  from  2  to  10  pounds  each,  by 
which  both  hull  and  cargo  were  entirely  broken  up  and  scattered  over 
the  ocean  bottom. 

A  final  inspection  made  on  July  7  showed  that  everything  had  been 
removed  down  to  a  level  of  from  10  to  16  feet  below  low  water,  this 
being  within  less  than  a  foot  of  the  general  level  of  the  surrounding 
bottom. 

Ko  property  of  any  value  was  recovered. 

The  total  cost  of  this  work  was  $195.15,  including  all  expenses  of 
first  examination,  all  fieldwork,  final  inspection,  and  other  superin- 
tendence. 

3.  WRECK  OF  SCHOONER  NELLIE  V.  ROKES. 

The  wooden  schooner  Nellie  V.  Rokes,  was  in  May,  1893,  reported  as 
lying  a  short  distance  southeast  of  the  Chatham  Life-Saving  Station, 
Monomoy,  southern  end  of  Cape  Cod,  Massachusetts,  and  as  being  a 
dangerous  obstruction  to  the  shallow-draft  sailboat  navigation  of  the 
neighborhood.  By  direction  of  the  Secretary  of  War  of  May  22, 1893, 
and  the  Chief  of  Engineers  of  May  23, 1893,  the  work  of  her  destruction 
and  removal  was  ordered;  work  to  be  done  by  hired  labor  and  the  use 
of  the  Government  plant. 

According  to  the  best  available  reports,  this  schooner,  the  Nellie  V. 
Eokes^  while  on  her  way  from  some  southern  port  to  some  port  north  of 
Cape  Cod,  in  about  1890,  ran  upon  the  beach  and  was  abandoned.  She 
was  a  wooden  single-decked  3-masted  schooner  (o<ak  and  pine)  belong- 
ing to  J,  B.  Drake,  and  was  built  in  Bath,  Me.,  in  1879,  and  documented 
fromthat  port,  ller  dimensions  were  approximately  as  follows:  Length, 
125  feet;  breadth,  32  feet;  depth,  9  feet;  tonnage,  296  gross,  281  net. 
When  sunk,  she  was  loaded  with  paving  stones. 

Examinations  of  the  wreck,  made  June  29  and  July  1,  showed  the 
hull  of  the  wreck  to  be  almost  intact,  her  cargo  still  being  firmly  in 
place,  the  wreck  being  well  sanded  up  and  having  only  from  1  to  2.5 
feet  of  water  over  her  decks,  and  lying  in  from  5  to  9  feet  depth  of 
water  at  a  point  approximately  1,100  yards  southeast  of  the  Chatham 
Life-Saving  Station,  Monomoy.  Tliough  out  of  the  main  channel,  she 
still  lay  where  she  was  liable  to  be  run  into  by  the  mjiny  small  vessels 
which  are  obliged  to  follow  close  along  the  shore  in  times  of  foggy 
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weatlier  and  cloudy  nights,  in  order  to  avoid  the  still  more  dangerous 
outer  shoals  of  this  locality;  and  it  was,  therefore,  thought  not  well  to 
allow  any  portion  of  the  wreck  to  permanently  project  above  the  sand 
of  the  adjacent  ocean  bottom.  The  location  of  the  wreck  at  that  time 
is  shown  by  sketches  and  maps  now  on  file  in  the  Newport  office. 

Field  work  upon  this  wreck  was  commenced  on  July  1,  under  Mr. 
Theo.  McMahan  as  diver  and  inspector,  using  a  hired  sailboat  and 
crew,  and  was  completed,  together  with  other  work,  on  August  7.  The 
underwater  work  was  all  done  in  four  days,  scA'en  other  days  being 
spent  in  waiting  for  favorable  weather,  etc.  The  outer  hull  and  decks 
of  the  wreck,  which  were  found  solid  and  firm,  were  shattered  by  425 
])ounds  of  dynamite  in  72  charges  of  from  2  to  20  pounds  each,  by  which 
both  hull  and  cargo  were  entirely  broken  up  and  scattered  over  the 
ocean  bottom. 

A  final  inspection  made  on  August  7, 1893,  showed  that  everything 
hfid  been  removed  down  to  a  level  of  from  5  to  9  feet  below  low  water, 
this  being  the  general  level  of  the  surrounding  bottom. 

No  proi>erty  of  any  A'alue  was  recovered. 

The  total  cost  of  this  work  was  8446.04,  including  all  expenses  of  first 
CKamination,  all  field  work,  final  inspection,  and  other  superintendence. 

4.  WRECK  OF  SCHOONER  ROGERS. 

The  schooner  Rogers  was  in  June,  1893,  reported  as  lying  on  Handker- 
chief Shoals,  about  a  mile  southwest  of  Monomoy  Point,  southern  end  of 
Gape  Cod,  Massachusetts,  and  as  being  a  dangerous  obstruction  to  the 
medium-draft  sailboat  navigation  of  the  neighborhood.  By  direction 
of  the  Secretary  of  War  of  June  12,  1893,  and  the  Chief  of  Engineers 
of  June  13, 1893,  the  work  of  her  destruction  and  removal  was  ordered ; 
work  to  be  done  by  hired  labor  and  the  use  of  the  Government  plant. 

According  to  the  best  available  reports  this  schooner,  the  Rogers^ 
while  on  her  way  from  New  York  to  Boston,  went  ashore  in  a  snow- 
storm on  Handkerchief  Shoal  on  April  G,  1893.  She  was  a  single-deck 
three  masted  wooden  schooner.  Her  dimensions  were,  approximately, 
as  follows:  Length,  115  feet;  breadth,  31  feet;  depth,  9  feet;  gross 
tonnage,  266 ;  net  tonnage,  253.63.  She  was  built  in  1888  at  Millbridge, 
Me.,  was  documented  from  Machias,  Me.,  and  was  owned  by  George 
N.  Rogers.  When  sunk  she  was  loaded  with  coal.  When  originally 
sunk  she  lay  in  the  entrance  to  the  slue  of  Handkerchief  Shoal,  but 
by  the  winds  and  tides  she  was  gradually  drifted  nearly  three-quarters 
of  a  mile  westwardly  during  the  following  two  months.  In  the  same 
interval  two  of  her  masts  and  almost  all  of  her  coal  were  removed  by 
the  original  or  subsequent  owners. 

Examination  of  the  wreck,  made  on  July  7  and  8,  showed  the  hull 
of  the  vessel  to  be  intact,  except  as  to  the  after  part  of  the  main  deck, 
the  w'reck  having  from  2  to  18  feet  of  water  over  her  decks,  and  Tying 
in  from  24  to  30  feet  depth  of  water  at  a  point  approximately  2,500 
yards  west-southwest  from  the  Monomoy  Point  tripod.  As  the  wreck, 
though  out  of  the  main  channel,  still  lay  where  she  was  liabli.  to  be 
struck  by  the  numerous  small  craft  using  the  slue  route  througli  and 
across  Handkerchief  Shoal  on  their  way  to  and  from  Chatham  lioads, 
it  was  thought  best  that  she  be  completely  destroyed  down  to  the  level 
of  the  adjacent  sand  bottom.  The  location  of  the  wreck  at  that  time 
is  shown  by  sketches  and  maps  now  on  file  in  the  Newport  office. 

Field  work  upon  this  w^reck  was  commenced  on  July  8  under  Mr. 
Theo.  McMahan  as  diver  and  inspector,  using  a  hired  sailboat  and 
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crew,  and  was  completed  on  July  14.  The  under-water  work  was  all 
done  in  five  days,  three  other  days  being  spent  in  waiting  for  favorable 
weather,  etc.  Tlie  outer  hull  and  decks  of  the  wreck,  which  were  found 
almost  new  and  firm  and  solid,  were  shattered  by  566  pounds  of  dyna- 
mite, in  31  charges,  of  from  5  to  30  pounds  each,  by  which  the  wreck 
was  entirely  broken  up,  a  large  part  of  the  wreckage  floating  away 
and  the  rest  being  scattered  over  the  ocean  bottom. 

A  final  inspection  made  on  July  14  showed  that  everything  had  been 
removed  down  to  a  depth  of  from  25  to  30  feet  below  low  water,  this 
being  about  the  general  level  of  the  surrounding  bottom,  and  about 
5  to  10  feet  below  the  level  of  the  bottom  along  the  route  over  which 
approaching  vessels  must  come. 

Xo  prox)erty  of  any  value  was  recovered,  and  no  attempt  was  made 
to  do  so,  since  tlic  cost  of  such  work  would  have  been  greater  than  the 
value  of  the  material*  saved,  either  through  the  direct  expenses  of  such 
work  or  the  delay  thereby  caused  to  the  main  work  of  destruction  of 
the  wreck  itself. 

The  total  cost  of  this  work  was  $337.56,  including  all  expenses  of 
first  examination,  all  field  work,  final  inspection,  and  other  superin- 
tendence. 

5.   WRECKS   IN   VINEYARD  HAVEN. 

Three  isolated  wrecks,  and  two  piles  of  wreckage  (in  all,  seven  old 
wrecks)  were  in  July,  1893,  reported  as  having  lain  for  several  years  in 
Vineyard  Haven,  Marthas  Vineyard,  Mass.,  and  as  having  been  great 
nuisances  and  dangerous  obstructions  to  the  medium  and  light-draft 
sail  and  steam  boat  navigation  of  that  harbor.  By  direction  of  the 
Secretary  of  War  of  July  17  and  31,1893,  and  of  the  Chief  of  Engineers 
of  the  same  date,  the  work  of  their  destruction  and  removal  was  ordered ; 
work  to  be  done  by  hired  labor  and  the  use  of  the  Government  plant. 

According  to  the  best  available  reports,  these  wrecks  were  all  those 
of  medium-sized  wooden  vessels,  which,  at  various  times  during  the  past 
eight  to  twelve  years,  have  either  struck  on  shoals  in  the  harbor  or 
have  been  brought  in  in  sinking  condition,  run  ashore,  stripped  of 
everything  of  value,  and  then  abandoned.  In  four  cases  the  cargo 
was  of  lime,  and  the  vessels  were  undoubtedly  on  fire  when  run  ashore. 
In  the  other  three  cases  the  cargo  is  now  unknown.  These  wrecks  had 
been  many  times  struck  (once  as  late  as  July,  1893,  by  a  steamboat)  by 
boats  using  the  harbor,  and  there  had  been  many  narrow  escapes  from 
serious  accidents  to  other  medium-draft  vessels,  this  harbor  being  a 
nuuh- frequented  one,  especially  during  cloudy  nights  and  bad  fogs. 

Examination  of  these  wrecks  made  during  July  and  August,  1893, 
gave  results  as  follows: 

Wreck  No.  1  (said  to  be  that  of  the  R.  H.  Shannon)  was  found  to  have 
its  hull  (about  100  feet  in  length  and  20  feet  breadth)  tolerably  intact; 
the  ship  timbers,  large  portions  of  the  planking,  inside  ceiling,  and 
centerboard  casing  being  still  in  fair  condition ;  no  cargo  being  left  in 
her;  the  entire  wreck  being  well  sanded  up  inside  and  out;  having 
only  about  3  feet  depth  of  water  over  her  woodwork,  and  lying  in  from 
5  to  7  feet  depth  of  water,  at  a  point  about  1,200  yards  from  the  head 
of  the  bay,  about  300  yards  from  the  east  shore,  "and  about  30  yards 
southwest  of  the  shoal  buoy  opposite  the  entrance  to  Lagoon  Pond  (as. 
shown  on  Coast  Survey  Chart  No.  347). 

^yr€ck  No.  2  (said  to  bo  that  of  the  Alma)  was  found  to  have  its  hull 
(about  140  feet  in  length  and  30  feet  in  breadth)  tolerably  complete  and 
ENG  94 39  ^  , 
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firm,  the  stem,  sternpost,  keelson,  and  keel  particularly  so,  with  several 
feet  depth  of  lime  still  inside  of  her,  having  only  from  1  to  5  feet  depth 
of  water  over  her  woodwork,  and  lying  in  from  11  to  14  feet  depth  of 
w^ater  at  the  head  of  tlie  harbor  at  a  point  about  500  feet  south  south- 
west of  the  marine  railway  and  about  150  feet  from  the  shore. 

Wreck  No.  8  (said  to  be  that  of  the  Julia  or  Juliette)  was  found  to  have 
its  hull  (about  130  feet  in  length  and  30  feet  in  width)  in  tolerably  fair 
condition;  to  be  full  of  lime;  its  ribs  to  rise  slightly  above  low  water; 
the  wreck  lying  in  from  5  to  9  feet  depth  of  water  about  20  feet  west 
of  wreck  No.  2  and  reaching  to  within  about  20  feet  from  the  shore. 

Wreck  No.  4  (name  unknown)  was  found  to  have  a  fairly  solid  stern- 
post  and  keel,  the  rest  of  the  ribs  and  hull  (about  110  feet  in  length  and 
20  feet  in  breadth)  being  rather  rotten,  the  whole  being  well  sanded  up 
inside,  and  showing  no  indications  of  cargo;  its  ribs  rising  to  slightly 
above  low- water  mark:  the  wreck  lying  in  from. 4  to  8  feet  depth  of 
water  a  few  feet  west  of  wreck  No.  3  and  about  20  feet  from  the  shore. 

Wreck  No.  5  (name  unknown)  was  found  to  have  its  hull  (about  75 
feet  in  length  and  20  feet  in  breadth)  still  tolerably  solid  and  still  full  of 
lime;  its  ribs  rising  slightly  above  low  water;  the  wreck  lying  in  from 
2  to  4  feet  of  water  about  300  to  400  feet  northwest  of  wreck  No.  4, 
about  GO  feet  southeast  of  the  steamboat  wharf  and  about  20  feet  from 
the  shore. 

Wreck  No.  6  (name  unknown)  was  found  to  consist  of  a  wooden 
bottom  (of  about  150  feet  length  and  25  feet  breadth),  upon  which  still 
remained  from  1  to  2  feet  of  the  old  lime  cargo,  the  wreck  having 
about  15  feet  depth  of  water  over  this  lime,  and  lying  in  from  16  to  18 
feet  depth  of  water  just  at  the  head  of  the  deep-water  channel  at  a 
point  150  feet  northwest  of  the  end  of  Beach  Wharf  on  the  eastern  side 
of  the  head  of  the  harbor.  The  lump  formed  by  the  old  cargo  had 
several  times  been  struck  by  the  keel  and  propellers  of  tugboats  using 
this  part  of  the  harbor. 

Wreck  No.  7  (name  unknown)  was  fcmnd  to  consist  of  an  old  wooden 
hull  (about  120  feet  in  length  and  20  feet  in  breadth),  whose  sternpost, 
side  ribs,  and  30  feet  length  of  keel  and  old  lime  cargo  were  still  remain- 
ing, the  whole  having  only  from  2  to  4  feet  of  water  over  the  lime,  and 
lying  in  from  5  to  7  feet  depth  of  water,  at  a  point  about  0,000  feet  from 
the  head  of  the  harbor  and  300  feet  from  its  western  shore,  and 
specially  dangerous  to  light-draft  boats  approaching  at  high  water  the 
wharves  and  anchorages  of  this  part  of  the  harbor. 

The  location  of  all  these  wrecks  is  shown  by  sketches  and  maps  now 
on  file  in  this  (Newport)  office. 

Field  work  upon  these  wrecks  was  commenced  July  21,  under  Mr. 
Theo.  McMahan,  as  diver  and  inspector,  using  a  hired  sailboat  and 
crew,  and  was  completed  (together  with  other  work)  on  August  3. 
The  under  water  work  was  all  done  in  eight  days,  two  other  days  being 
spent  in  waiting  for  suitable  weather. 

The  lime  cargoes  were  either  scattered  by  explosives  or  washed  out 
with  a  water  jet,  and  then  the  hull  and  decks  were  shattered  by  explo- 
sives, the  larger  and  more  solid  (together  with  some  of  the  lighter)  frag- 
ments being  towed  ashore  and  drawn  up  to  above  high-water  mark, 
and  the  remaining  jwrtions  being  left  scattered  over  the  sand  bottom 
in  holes  below  the  general  surface  of  the  bottom.  In  this  work  there 
were  used,  in  all,  970  pounds  of  dynamite  in  156  charges  of  from  2  to 
20  pounds  each,  as  follows:  290  pounds, in  45  charges,  on  wreck  No.  1; 
225  pounds,  in  34  charges,  on  wreck  No.  2;  179  i)ounds,  in  25  charges, 
on  wreck  No.  3;  81  poundS;  in  11  charges,  on  wreck  No.  4;  33  pounds, 
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in  13  charges,  on  wreck  No.  5;  96  pounds,  in  12  charges,  on  wreck  No. 
65  and  6(}  pounds,  in  16  charges,  on  wreck  Ko.  7. 

Final  inspections  by  diver  and  sounding  poles  after  work  at  each 
wreck  showed  that  everything  had  been  removed  to  the  general  level 
of  the  surrounding  bottom. 

No  property  of  any  value  was  recovered,  and  no  attempt  was  made 
to  do  so,  since  the  cost  of  such  work  would  have  been  greater  than  the 
value  of  the  material  saved  (either  through  the  direct  expenses  of  such 
work  or  the  delay  thereby  caused  to  the  main  work  of  destruction  of 
the  wrecks  themselves). 

The  total  cost  of  this  work  was  $627.55,  including  all  expenses  of  first 
examination,  all  field  work,  jBnal  inspections,  and  other  superintendence, 
divided  as  follows:  About  $210  on  No.  1,  $100  on  No.  2,  $80  on  No.  3, 
$70  on  No.  4,  $60  on  No.  5,  $50  on  No.  6,  and  $60  on  No.  7. 

6.   WRECK  OF  SCHOONER  ACACIA. 

The  schooner  Acacia  was  in  August,  1893,  reported  as  then  lying  in 
a  wrecked  condition,  with  her  masts  awash,  near  Chatham,  Mass.,  in 
the  main  route  of  sailing  and  steam  vessels  around  Cape  Cod,  and  as 
therefore  being  a  dangerous  obstruction  to  navigation. 

Under  the  provisions  of  section  4  of  the  river  and  harbor  act  of  June 
14,  1880,  and  by  direction  of  ihc^  Secretary  of  War  of  August  18,  1893, 
and  of  the  Chief  of  Engineers  of  same  date,  the  work  of  the  removal 
of  this  wreck  was  ordered,  work  to  be  done  by  hired  labor  and  the 
use  of  the  Government  plant. 

According  to  the  best  available  reports,  the  schooner  Acacia,  bound 
from  Port  Johnson  to  St.  Johns,  New  Brunswick,  was  on  August  11, 
1893,  sunk  by  collision  in  a  fog  about  6  miles  east  southeast  from  Chat- 
ham, Mass.  She  was  a  small,  1-decked,  2-masted  schooner,  and  when 
sunk  was  loaded  with  coal.  Her  dimensions  were,  approximately,  as 
follows:  Length,  49  feet;  breadth,  13  feet;  depth,  4  feetj  gross  tonnage, 
31  tons;  net  tonnage,  29  tons.  She  was  built  in  Essex,  Mass.,  in  1884, 
and  was  documented  from  Marblehead,  Mass.  Before  work  was  com- 
menced upon  her  one  topmast  showed  above  water  and  the  other  was 
broken  off,  leaving  the  stump  a  few  feet  under  the  surface.  She  Lay  in 
about  70  feet  of  water  directly  in  the  course  of  vessels  passing  around 
Cape  Cod.  Owing  to  the  depth  of  water  around  her  the  removal  of 
her  spars  and  rigging  was  all  that  was  deemed  necessary  to  prevent 
her  from  endangering  or  obstmcting  navigation. 

Field  work  upon  this  wreck  was  commenced  and  finished  on  October 
12,  under  Mr.  Tlieo.  McMahau,  as  diver,  overseer,  and  inspector,  using 
a  small  hired  sailboat  with  crew.  The  sails  and  rigging  were  first 
cut  loose  from  the  hull  and  7  pounds  of  dynamite  were  placed  on  her 
spars  50  feet  below  the  surface.  The  explosion  of  this  dynamite  cleared 
away  all  obstructions  down  to  50  feet  below  the  water  level,  the  wreck- 
age thus  detached  either  sinking  in  deep  water  or  floating  off.  This 
vessel  is  not  now  any  obstruction  to  navigation. 

No  property  of  any  value  was  recovered,  nor  was  any  attempt  made 
to  save  any,  since  the  cost  of  such  work  would  have  been  greater  than 
the  value  of  the  material  saved  (either  through  the  direct  expense  of 
such  work  or  the  delay  thereby  caused  to  the  main  work  of  destruction 
of  the  wreck  itself). 

The  total  cost  of  this  work  was  $117.26,  including  the  expenses  of 
location,  field  work  of  destruction,  final  inspection,  and  superintend- 
ence. 
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7.  WRECK  OF   COAL  BARGE  N.   &  W.  NO.  4. 

The  coal  barge  N.  &  W.  No,  i  was  reported  in  August,  1893,  as  sunk 
and  lying  directly  in  the  channel  of  Providence  Elver,  Rhode  Island, 
above  Sabincs  Point  lighthouse. 

Under  i^roA' isions  of  section  4  of  the  river  and  harbor  act  of  June  14, 
1880,  and  by  direction  of  the  Secretary  of  War  of  August  29, 1893,  and 
of  the  Chief  of  Engineers  of  August  30,  1893,  the  removal  of  this  wreck 
was  ordered,  and  $1,800  was  allotted  for  this  purpose,  the  work  to  be 
commenced  as  soon  as  possible  after  October  18, 1893,  and  to  be  done 
by  hired  labor  and  the  use  of  the  Government  plant. 

According  to  the  best  available  information,  this  barge,  loaded  with 
coal,  was  sunk  by  collision  at  this  place  with  the  steamer  Berkshire  on 
August  18,  and  sank  immediately  in  about  30  feet  depth  of  water, 
directly  in  the  middle  of  the  narrow  channel  of  this  river,  at  a  point 
about  350  yards  above  the  Sabine  Point  light-house.  She  was  a  wooden 
2-dccked,  3-masted  schooner  btirge,  of  193  feet  length,  37  feet  breadth, 
19  feet  depth,  built  in  1890  at  Broolvlyn,  N.  Y.,  documented  from  Phila- 
delphia, Pa.,  and  owned  by  A.  J.  Hemphill.  Lying  directly  in  the 
middle  of  the  channel,  where  she  had  to  be  passed  many  times  each 
day  and  night,  she  was  an  exceedingly  dangerous  obstruction  to  the 
navigation  of  tlio  river  j  but  neither  the  State  law  nor  the  United  States 
law  provided  for  any  removal  within  less  than  about  sixty  days,  unless 
by  the  owner.  Preparations  were  therefore  made  for  prompt  work  by 
the  United  States  force  on  the  expiration  of  the  two  months  limit  of. 
time,  and  the  owner  was  so  notified. 

Meanwhile,  on  account  of  the  A'alue  of  the  cargo,  prompt  work  was 
being  done  by  the  owner  and  underwriters,  and  by  October  G  their 
wrecking  plant  succeeded  in  raising  the  wreck  and  floating  her  off 
bodily  to  the  nearest  available  wharf. 

The  work  of  the  United  States  was  therefore  limited  to  a  very  small 
amount  of  correspondence,  whose  cost  was  so  small  as  to  be  disre- 
garded, the  entire  allotment  being  therefore  returned  to  the  Treasury 
untouched. 

8.  WRECK   OF   SCHOONER   JOHN   P.  KELSEY. 

A  wreck  (later  stated  to  be  the  John  P.  Kelsey)  was  in  September, 
1893,  reported  as  then  lying  in  a  wrecked  condition,  with  her  two  masts 
awash,  southeast  of  the  Ilandkerchief  light-ship  and  southwest  of 
Monomoy  Point  Light,  southern  Capo  God,  Massachusetts,  and  as, 
therefore,  being  a  dangerous  obstruction  to  the  navigation  of  this  much- 
frequented  water  course  around  the  southern  end  of  Cape  Cod. 

Under  the  provisions  of  section  4  of  the  river  and  harbor  act  of  June 
14,  1880,  and  by  direction  of  the  Secretary  of  War  of  !!s^ovember  13, 
1893,  and  of  the  Chief  of  Engineers  of  November  14, 1893,  the  removal 
of  this  wreck  was  ordered,  work  to  be  done  by  hired  labor  and  the  use 
of  the  Government^plant. 

Owing  to  the  strong  currents  of  this  locality  it  was  deemed  best  to 
not  only  remove  all  masts  and  rigging,  but  to  thoroughly  break  up  the 
hull,  so  that  the  latter  could  not  be  afterwards  washed  up  into  shoaler 
water,  where  it  might  become  a  new  obstruction  to  navigation. 

According  to  the  best  available  reports,  the  schooner  Jo/iu  P.  Kehey, 
bound  from  Kockland,  Me.,  to  New  York  City  with  a  cargo  of  lime, 
took  fire,  was  abandoned  by  her  crew,  and  sank,  in  Sept43mber,  1893, 
in  about  36  feet  of  water,  at  a  point  about  1.9  miles  east,  12^  south  of 
the  then  x)osition  of  Ilandkerchief  lightship,  and  about  4.5  miles  south 
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28^42'  west  of  Mouomoy  Point  (Massachusetts)  Light.  She  was  a 
wooden,  2-maste(l,  l-decked  schooner  of  170  tons  gross  and  161  tons 
net  tonnage,  of  100  feet  lengtb,  30  feet  breadth,  and  8.6  feet  depth. 
She  was  built  in  1872  at  Estelville,  X.  J.,  was  documented  from  Ilock- 
land.  Me.,  and  was  recently  owned  by  John  Burnet.  Before  work  was 
commenced  upon  her  her  foremast  and  fore-topmast  were  visible  above 
water. 

Field  work  upon  this  wreck  was  begun  on  January  5,  1894,  and  com- 
pleted on  January  10, 1894,  under  Mr.  Theo.  McMahan,  as  diver,  over- 
seer, and  inspector,  using  a  small  hired  sailboat  with  crew.  The  actual 
work  of  removal  required  two  days,  the  other  three  days  being  occupied 
with  preparations  and  closing  work.  An  under-water  examination 
showed  that  the  hull  lay  in  a  hole  about  10  feet  deeper  than  the  surround- 
ing ocean  bottom,  which  was  about  30  feet  below  low  water.  About  100 
pounds  of  dynamite  were  used  to  shatter  the  wreck  and  its  rigging  and 
scatter  the  cargo,  etc.,  over  the  ocean  bottom.  Upon  further  subma- 
rine examination  it  was  found  that  she  was  completely  broken  up,  that 
there  was  more  water  over  the  fragments  than  over  the  adjacent  sand 
bottom,  and  that  there  was  nothing  left  which  could  again  become  any 
obstruction  to  navigation. 

No  property  of  any  value  was  recovered,  nor  was  any  attempt  made 
to  save  any,  since  the  cost  of  such  work  would  have  been  greater  than 
the  value  of  the  material  saved  (either  through  the  direct  expense  of 
such  work  or  the  delay  thereby  caused  to  the  main  work  of  destruction 
of  the  wreck  itself). 

The  total  cost  of  this  work  was  $271.77,  including  all  the  expenses 
of  location,  field  work  of  destruction,  final  inspection,  and  superintend- 
ence. 

9.   WRECK   OF   SCHOONER   G.   M.   FARNSWORTH. 

The  schooner  G.  M.  Farnsworth  was  reported  in  October,  1893,  as 
then  lying  in  a  wrecked  condition  in  Chatham  Eoads,  Massachusetts^ 
and  as  being  a  dangerous  obstruction  to  navigation. 

Under  the  provisions  of  section  4  of  the  river  and  harbor  act  of  June 
14, 1880,  and  by  direction  of  the  Secretary  of  War  of  November  13, 1893, 
and  of  the  Chief  of  Engineers  of  November  14,  1893,  the  work  of  the 
destruction  and  removal  of  this  Avreck  was  ordered,  work  to  be«done  by 
hired  labor  and  the  use  of  the  Government  plant. 

According  to  the  best  available  reports,  the  schooner  G.  ^f,  Farm- 
tcorth,  a  wooden  vessel,  with  1  deck  and  2  masts,  loaded  with  lime, 
on  her  way  from  Rockland,  Me.,  to  New  York  City,  was  sunk  in  about 
1858  on  the  flats  west  of  Monomoy.  She  was  about  80  feet  long  and  75 
to  100  tons  burden.  When  reported  to  this  office  she  lay  in  Chatham 
Roads  at  a  point  about  2.8  miles  southwest  from  Stage  Harbor  (Chat- 
ham Old  Harbor)  Light  and  about  1.2  miles  from  the  nearest  land,  and 
in  about  5  to  10  feet  of  water,  a  menace  to  all  vessels  entering  Stage 
Harbor. 

It  was  deemed  best,  therefore,  to  destroy  her  down  to  the  level  of  the 
surrounding  ocean  bottom,  about  9  to  10  feet  below  mean  low  water. 

Field  work  upon  this  wreck  was  begun  on  January  1, 1894,  and  com- 
pleted January  3, 1894,  under  Mr.  Theo.  McMahan,  as  diver,  overseer, 
and  inspector,  using  a  small  hired  sailboat  with  crew.  The  actual 
underwater  work  was  done  in  two  days,  the  other  day  being  spent  in 
preparations  and  waiting  for  favorable  weather.  The  hull  and  cargo 
were  broken  up  and  scattered  by  153  pounds  of  dynamite  in  30  charges. 
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The  wreckage  either  floated  away  or  was  so  scattered  over  the  sur- 
rounding ocean  bottom  that  it  is  now  no  longer  an  obstruction  to  navi- 
gation. 

No  property  of  any  value  was  recovered,  nor  was  any  attempt  made  ^ 
to  save  any,  since  the  cost  of  such  work  would  have  been  greater  than 
the  value  of  the  material  saved  (either  through  the  direct  expense  of 
such  work  or  the  delay  thereby  caused  to  the  main  work  of  destruction 
of  the  wreck  itself). 

The  total  cost  of  this  work  was  $248.08,  including  all  expenses  of  loca- 
tion, field  work  of  destruction,  and  superintendence. 

10.   WRECK   OP   SCHOONER   ANNIE   W.   AKERS. 

The  schooner  Annie  W,  AJcers  was  on  January  20,  1894,  reported  as 
then  lying  in  a  wrecked  condition  in  Hyannis  Harbor,  Massachusetts, 
west-southwest  from  the  Old  Colony  Railroad  Wharf,  and  as,  therefore, 
being  a  dangerous  obstruction  to  the  free  navigation  of  this  harbor. 

Under  the  provisions  of  section  4  of  the  river  and  harbor  act  of  June 
14, 1880,  and  by  direction  of  the  Secretary  of  War  of  January  24, 1893, 
and  of  the  Chief  of  Engineers  of  the  same  date,  the  removal  of  this 
wreck  by  the  United  States  was  ordered  and  $950  was  allotted  for  this 
puri)ose,  work  to  be  done  by  hired  labor  and  the  use  of  the  Government 
plant. 

According  to  the  best  available  information,  the  English  schooner 
Annie  W.  Akers,  bound  for  New  York  City  with  a  cargo  of  laths,  was 
towed  into  Hyannis  Harbor  full  of  water  November  12, 1893,  and  soon 
afterwards  sank  in  about  9  feet  of  water,  about  700  feet  west-southwest 
from  the  Old  Colony  Eailroad  Wharf  and  about  1,100  feet  from  shore. 
She  was  a  wooden,  2-masted,  1-decked  schooner,  of  foreign  build 
and  register,  of  109  tons  burden,  and  of  about  80  feet  length  and  18 
feet  breadth.  As  she  was  in  a  sinking  condition  when  towed  into 
Hyannis  Harbor,  Massachusetts,  and  as  she  was  sold  at  auction  to  Mr. 
E.  P.  Cook,  of  Wellfleet,  Mass.,  who  stripped  everything  of  value  and 
abandoned  her,  leaving  her  to  remain  a  dangerous  obstruction  to  other 
shipping,  such  abandonment  became  a  violation  of  Massachusetts  State 
law,  and  the  harbor  and  land  commissioners  of  ^lasscichusetts  pro- 
ceeded against  the  captain  (Benj.  Mallows)  of  the  tug  that  towed  the 
derelict  into  port  and  against  E.  P.  Cook,  the  purchaser,  as  parties 
resi>onsible  for  this  obstruction.  However,  as  those  men  were  without 
special  funds  or  property,  and  it  was  therefore  doubtful  whether  the 
provisions  of  the  State  statute  could  be  enforced  without  great  delay, 
if  at  all,  the  actual  renjoval  of  the  wreck  was  finally  undertaken  by 
this  office  at  the  request  of  the  Massachusetts  State  commissioners. 
Before  work  was  commenced  upon  her  her  hull  was  partly  visible 
above  ordinary  high  water.  The  removal  of  her  hull  and  all  project- 
ing parts  down  to  the  level  of  the  ocean  bottom  was  deemed  necessary 
to  prevent  her  from  further  endangering  and  obstructing  navigation. 

Field  work  upon  this  wreck  was  begun  on  the  3d  and  completed  Dn 
the  7th  March,  1894,  under  Mr.Theo.  McMahan,  as  diver,  overseer,  and 
inspector,  using  a  small  hired  sailboat  with  crew.  The  actual  under- 
water work  was  donein  three  days.  Sixty  charges  of  dynamite,  amount- 
ing to  401  pounds  in  all,  were  x>laced  in  different  parts  of  the  wreck  by 
the  diver  and  electrically  exploded,  completely  breaking  up  the  wreck 
and  scattering  the  fragments  over  the  surrounding  ocean  bottom;  and 
any  large  pieces  not  floating  off  were  carried  up  on  the  beach  above 
high  water,  so  that  nothing  was  left  projecting  above  the  bottom  to 
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obstruct  navigation  in  any  way.  This  wreck  is  therefore  no  longer  any 
obstruction  to  navigation.  Soundings  showed  from  10  to  14  feet  depths 
over  the  area  formerly  occux)ied  by  the  wreck. 

No  property  of  any  value  was  recovered,  nor  was  any  attempt  made 
to  save  any,  since  the  cost  of  such  work  would  have  been  greater  than 
the  value  of  the  material  saved  (either  through  the  direct  expense  of 
such  work  or  the  delay  thereby  caused  to  the  main  work  of  destruc- 
tion of  the  wreck  itself). 

The  total  cost  of  this  work  was  $247.14,  including  all  the  expenses 
of  location,  field  work  of  destruction,  final  inspection,  and  superintend- 
ence. 

11.   WRECK  OF   SCHOONER   STEPHEN  RAYMOND. 

The  schooner  Stephen  Raymond  was,  on  January  20, 1894,  reported  as 
then  lying  in  a  wrecked  condition  in  Hyannis  Harbor,  Massachusetts, 
west  of  the  Old  Colony  Wharf  and  300  yards  from  shore,  and  as,  there- 
fore, being  a  <langerous  obstruction  to  the  free  navigation  of  this  harbor. 

Under  the  provisions  of  section  4  of  the  river  and  harbor  act  of  June 
14, 1880,  and  by  direction  of  the  Secretary  of  War  of  March  22,  1891, 
and  of  the  Chief  of  Engineers  of  same  date,  the  work  of  the  removal 
of  this  wreck  was  ordered,  and  $500  was  allotted  for  this  purpose; 
woik  to  bo  done  by  hired  labor  and  theuse  of  the  Government  plant. 

According  to  the  best  available  information,,  the  schooner  Stephen 
Raymond^  bound  from  New  York  to  Osterville,  Mass.,  was  wrecked 
about  November,  1893,  and  sank  in  about  5  to  8  feet  of  water  about  43 
yards  west  of  the  Old  Colony  Wharf  and  300  feet  from  shore,  in  Hyannis 
Harbor,  Massachusetts.  She  was  a  small  1-decked,  2-masted,  wooden 
schooner,  and  when  sunk  was  loaded  with  coal.  Her  dimensions  were 
approximately  as  follows:  Length,  55  feet;  breadth,  22  feet;  depth, 
4.4  feet;  gross  tonnage,  33  tons;  net  tonnage,  31  tons.  She  was  built 
in  Darien,  Conn.,  in  1851,  and  was  documented  from  Barnstable,  Mass. 
Before  work  was  commenced  upon  her  parts  of  her  hull  showed  above 
ordinary  high  water.  She  lay  in  about  5  to  8  feet  of  water  in  the  way 
of  small,  light-draft  vessels  making  use  of  this  harbor.  The  removal 
of  her  hull  and  all  projecting  parts  down  to  the  level  of  the  harbor 
bottom  was  deemed  necessary  to  prevent  her  from  further  endangering 
and  obstructing  navigation. 

Field  work  upon  this  wreck  was  commenced  on  the  28th  March  and 
finished  on  February  12,  1894,  under  Mr.  Theo.  McMahan,  as  diver, 
overseer,  and  inspector,  using  a  small  hired  sailboat  with  crew.  The 
actual  underwater  work  was  done  in  three  days;  the  rest  being  spent 
in  waiting  for  good  weather.  Forty-six  charges  oi  dynamite,  amount- 
ing in  all  to  142  i>ounds,  were  placed  in  different  parts  of  the  wreck 
by  the  diver  and  electrically  exploded,  completely  breaking  up  the 
wreck  and  scattering  the  fragments  over  the  surrounding  harbor  bot- 
tom, so  that  nothing  was  left  projecting  above  the  bottom  to  obstruct 
navigation  in  anyway.  This  wreck  is  therefore  no  longer  any  obstruc- 
tion to  navigation. 

No  property  of  any  value  was  recovered,  nor  was  an  attempt  made 
to  save  any,  since  the  cost  of  such  work  would  have  been  greater  than 
the  value  of  the  material  saved  (either  through  the  direct  expense  of 
such  work  or  the  delay  thereby  caused  to  the  main  work  of  destruc- 
tion of  the  wreck  itself. 

The  total  cost  of  this  work  was  $291.69,  including  the  expenses  of 
location,  field  work  of  destruction,  final  inspection,  and  superintendence. 
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12.  WRECK  OF  SCHOONER  KATIE  MITCHELL. 

The  schooner  Katie  Mitchell  was  on  January  20,  189^1,  reported  as 
then  lying  in  a  wrecked  condition  on  a  bar  southwest  of  Bass  lliver, 
Massachusetts,  east  of  Great  Island  and  southeast  of  Hyannis,  Mass., 
in  the  route  of  shallow-draft  sailing  and  steam  vessels,  and  as,  therefore, 
being  a  dangerous  obstruction  to  the  free  navigation  to  this  vicinity. 

Under  the  i)rovisions  of  section  4  of  the  river  and  harbor  act  of  Juno 
U,  1880,  and  by  direction  of  the  Secretary  of  War  of  January  24,  1893, 
and  of  the  Chief  of  Engineers  of  same  date,  the  work  of  the  removal 
of  this  wreck  was  ordered,  and  $950  was  allotted  for  this  purpose;  work 
to  be  done  by  hired  labor  and  the  use  of  the  Government  plant. 

According  to  the  best  available  information,  the  schooner  Katie 
Mitchell^  bound  from  Bangor,  Me.,  to  New  York,  foundered  during 
August,  1893,  in  about  S,o  feet  of  water  on  the  edge  of  a  bar  about  2 
miles  southwest  of  Bass  Biver,  Massachusetts,  about  1  mile  east  of  Great 
Island,  and  about  3  miles  southeast  of  Hyannis,  Mass.  She  was  a  small, 
l-decked,  2-masted,  wooden  schooner,  and  when  sunk  was  loaded  with 
lumber.  Her  dimensions  were  approximately  as  follows:  Length,  84 
feet;  brcfidth,  20  feetj  depth,  7  feet;  gross  tonnage,  113  tons;  net  ton- 
nage, 107  tons.  She  was  built  in  Bath,  Me.,  in  1871,  and  was  docu- 
mented from  Bath,  Me.  Before  work  was  commenced  upon  her,  her 
hull  showed  above  ordinary  high  tide  and  lay  in  about  8.5  feet  of  water, 
in  the  course  of  vessels  using  this  neighborhood.  The  removal  of  her 
hull  and  all  projecting  parts  down  to  thelevei  of  the  ocean  bottom  was 
deemed  necessary  to  prevent  her  from  further  endangering  and  obstruct- 
ing navigation. 

Field  work  upon  this  wreck  was  commenced  on  the  13th  of  March  and 
finislied  on  February  17, 1894,  under  Mr.  Theo.  McMahan,  as  diver,  over- 
seer, and  inspector,  using  a  small  hired  ssiilboat  with  crew.  The  actual 
under- water  work  was  done  in  two  days.  By  the  time  that  the  field  party 
rieaclied  this  wreck  on  the  second  day,  heavy  sea  action  had  already 
broken  the  schooner  in  two  and  drifted  one  half  of  the  hull  way  up  on 
the  beach  and  the  other  half  within  150  feet  of  the  beach.  Thirty 
charges  of  dynamite,  amounting  to  315  pounds  in  all,  were  i)laced  in  dif- 
ferent i)arts  of  the  wreck  by  the  diver  and  electrically  exploded,  com- 
pletely breaking  up  the  wreck  and  scattering  the  fragments  over  the 
surrounding  ocean  bottom,  after  which  all  remaining  large  pieces  of  the 
wreck  and  cargo  aroundboth  its  original  and  last  positions  were  carried 
up  on  the  beach,  so  that  nothing  was  left  projecting  above  the  bottom 
to  obstruct  navigation  in  any  way.  This  wreck  is  therefore  no  longer 
any  obstruction  to  navigation. 

^o  property  of  any  value  was  recovered,  nor  was  an  attempt  made 
to  save  any,  since  the  cost  of  such  work  would  have  been  greater  than 
the  value  of  the  material  saved  (either  through  the  direct  expense  of 
such  work  or  the  delay  thereby  caused  to  the  main  Avork  of  destruction 
of  the  wreck  itself). 

The  total  cost  of  this  work  was  $304.49,  including  the  expenses  ot 
location,  field  work  of  destruction,  final  inspection,  and  superintendence. 

13.   WRECK   OF   SCHOONER   FRANKLIN. 

The  schooner  FranJcUn  was  reported  on  January  20,  1894,  as  then 
lying  in  a  wrecked  condition  on  Bearses  Shoal,  southeast  by  east  from 
Monomoy  Light,  southern  Cape  Cod,  Massachusetts,  and  as  being  a 
dangerous  obstruction  to  navigation. 
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Under  the  provisions  of  section  4  of  the  river  and  harbor  act  of  June 
14, 1880,  and  by  direction  of  the  Secretary  of  War  of  January  24,  and 
of  the  Chief  of  Engineers  of  the  same  date,  the  work  of  the  destruc- 
tion and  removal  of  this  wreck  was  ordered,  and  81,700  was  allotted  for 
this  purpose;  work  to  bo  done  by  hired  labor  and  the  use  of  the  Gov- 
ernment plant. 

According  to  the  best  available  information,  the  schooner  .^ra?*^?/;?,  a 
wooden  vessel  with  1  deck  and  2  masts,  of  295  tons  gross,  and  280  tons 
net  tonnage,  loaded  witli  paving  stone,  bound  from  Sullivan,  Me.,  to 
New  York  City,  was  sunk  on  November  20, 1893,  in  11  to  13  feet  of 
water,  on  Bearses  Shoal,  about  0.5  mile  southeast  by  east  from  Mou- 
omoy  Light  and  about  0.5  mile  north-northeast  from  Shovelful  light- 
ship. She  was  built  in  Baltimore,  Md.,  in  18G7,  documented  in  Bath, 
^le.,  and  was  about  112  feet  long,  30  feet  broad,  and  8  feet  deep,  and  in 
good  condition. 

Before  work  was  commenced  on  her  her  rigging  showed  above  ordi- 
nary high  tide,  and  there  was  from  5  to  8  feet  over  her  decks.  She  lay 
in  a  very  exposed  place,  where  work  of  removal  was  possible  only  a  few 
hours  each  day,  owing  to  heavy  seas  and  swift  tidal  currents,  and 
where  she  was  a  constant  danger  to  vessels  needing  to  use  this  vicinity. 
The  removal  of  her  hull  and  all  projecting  parts  dt)wn  to  the  level  of 
the  ocean  bottom  was  deemed  necessary  to  prevent  her  from  further 
endangering  and  obstructing  navigation. 

Field  work  upon  this  wreck  was  begun  on  February  19,  1894,  and 
completed  March  17,  1894,  under  Mr.  Theo.  McMahan,as  diver,  over- 
seer, and  inspector,  using  a  small  hired  sailboat  with  crew.  The  actual 
underwater  work  was  done  in  seven  days;  the  other  days  being  spent 
in  preparations,  and  especially  waiting  for  favorable  weather  and  suit- 
able tides.  The  hull  and  cargo  were  broken  up  and  scattered  by  380 
pounds  of  dynamite  in  71  charges.  The  wreckage  either  floated  away 
or  was  so  scattered  over  the  surrounding  ocean  bottom  that  it  is  now 
no  longer  an  obstruction  to  navigation.  Soundings  showed  a  least 
depth  of  11  feet  around  the  former  place  of  the  wreck. 

No  property  of  any  value  was  recovered,  nor  was  any  attempt  made 
to  save  any,  since  the  cost  of  such  work  would  have  been  greater  than 
the  value  of  the  material  saved  (either  through  the  direct  expense  of 
such  work  or  the  delay  thereby  caused  to  the  main  work  of  destruc- 
tion of  the  wreck  itself). 

The  total  cost  of  this  work  was  $682.72,  including  all  expenses  of 
location,  field  work  of  destruction,  and  superintendence. 

14.   WRECK   OF   SCHOONER   LAURA  E.   MESSER. 

The  schooner  Laura  E,  Messer  was,  on  January  20,  1894,  reported  as 
then  lying  in  a  wrecked  condition  on  the  shoals  of  Pollock  Rip,  east  of 
Monomoy  Point,  in  the  route  of  shallow-draft  sailing  and  steam  vessels, 
and  as  therefore  being  a  dangerous  obstruction  to  the  free  navigation 
of  this  vicinity. 

Under  the  provisions  of  section  4  of  the  river  and  harbor  act  of  June 
14,  1880,  and  by  direction  of  the  Secretary  of  War  of  January  24, 1894, 
and  of  the  Chief  of  Engineers  of  the  same  date,  the  work  of  the  removal 
of  this  wreck  was  ordered,  and  $1,200  was  allotted  for  this  purpose; 
work  to  be  done  by  hired  labor  and  the  use  of  the  Government  plant. 

According  to  the  best  available  information,  the  schooner  Laura  E. 
Messer,  bound  from  Baltimore,  Md.,  to  North  Weymouth,  Mass.,  was 
wrecked  January  11,  1894,  by  striking  the  shoals  of  Pollock  liip,  and 
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sank  in  about  10  to  15  feet  of  water  at  a  point  about  2.37  miles,  south- 
east J  east,  from  the  Monomoy  (Mass.)  Life-Saving  House,  being  about 
1.75  miles  from  the  nearest  shore,  that  of  Monomoy  Point,  Massachu- 
setts. She  was  a  wooden  schooner  of  2  decks  and  3  masts,  and  of  the 
following  dimensions :  Length,  137.7  feet;  breadth,  32  feet;  depth,  14.6 
feet;  and  of  426.7  tons  gross  and  404.94  tons  net  tonnage.  She  was 
built  in  1873  at  Belfast,  Me.,  and  was  documented  from  Kockland,  Md., 
and  was  recently  owned  by  J.  F.  Gregory.  When  first  located,  she  had 
been  stripped  of  her  sails  and  some  of  her  rigging  and  had  already  been 
partly  broken  up  by  the  heavy  seas,  and  she  lay  with  3  to  5  feet  of 
water  over  her  in  about  12  feet  of  water,  in  the  course  of  vessels  using 
this  neighborhood.  The  removal  of  her  hull  and  all  projecting  part^ 
down  to  the  level  of  the  surrounding  ocean  bottom  was  deemed  neces- 
sary to  prevent  her  from  further  endangering  and  obstructing  naviga- 
tion. 

Field  work  upon  this  wreck,  much  delayed  by  bad  weather,  was 
commenced  on  March  18  and  finished  on  April  4,  1894,  under  Mr.  Theo. 
McMahan  as  diver,  overseer,  and  inspector,  using  a  small  hired  sailboat 
with  crew.  The  actual  underwater  work  was  d6ne  in  two  days.  By 
the  time  that  the  field  party  reached  this  wreck  heavy  sea  action  had 
already  broken  the  schooner  in  pieces  and  drifted  away  the  fragments, 
leaving  only  her  chains,  anchors,  and  heavy  rigging  on  the  ocean  bot- 
tom. The  dangerous  location  and  character  of  this  wreck  made  it 
important  that  its  complete  removal  should  be  obtained  beyond  ques- 
tion of  doubt,  and  therefore  the  adjacent  ocean  bottom  was  cjirefuUy 
examined  by  the  aid  of  sweep  lines  and  the  diver  over  an  .area  of  about 
750  yards  square.  Nothing  large  was  found  remaining.  Anchor  flukes 
and  other  small  projections  above  the  general  bottom  were  removed  so 
as  to  leave  at  least  12  feet  of  water  all  over  a  smooth  sand  bottom  sur- 
face.   This  wreck  is  therefore  no  longer  any  obstruction  to  navigation. 

No  property  of  any  value  was  recovered,  nor  was  any  attempt  made 
to  save  any,  since  the  cost  of  such  work  would  have  been  greater  than 
the  value  of  the  material  saved  (either  through  the  direct  expense  of 
such  work  or  the  delay  thereby  caused  to  the  main  work  of  destruction 
of  the  wreck  itself). 

The  total  cost  of  this  work  was  $443.15,  including]  the  expenses  of 
location,  field  work,  final  inspection,  and  superintendence. 

15.   WRECK  OF   SCHOONER   ASA   H.   PERVERE. 

The  schooner  Asa  E,  Pervere  was,  on  March  20, 1894,  reported  as  then 
lying  in  a  wrecked  condition  off  Monomoy  Beach,  Massachusetts,  and 
as  therefore  being  a  dangerous  obstruction  to  the  free  navigation  of 
this  harbor. 

Under  the  provisions  of  section  4  of  the  river  and  harbor  act  of  June 
14,  1^80,  and  by  direction  of  the  Secretary  of  War  of  March  22,  1894. 
and  of  the  Chief  of  Engineers  of  the  same  date,  the  work  of  the  removal 
of  this  wreck  was  ordered,  and  $350  was  allotted  for  this  purpose; 
work  to  be  done  by  hired  labor  and  the  use  of  the  Government  plant. 

According  to  the  best  available  information,  the  schooner  Asa  II,  Per- 
vercy  bcnind  from  Swan's  Island,  Maine,  to  Now  York  City,  was  wrecked 
and  sunk  several  years  ago.  Later  the  sand  washed  off  from  and 
around  her  so  as  to  change  her  former  condition,  and  left  her  lying  in 
about  6  feet  of  water,  about  2.9  miles  south-southwest  of  the  Chatham 
Lights,  and  2.25  miles  northeast  half  east  from  Monomoy  Life-Saving 
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Station,  and  about  200  yards  from  the  shore  of  Monomoy  Beach,  Massa- 
chusetts. She  was  a  small  1-decked,  2-masted,  wooden  schooner,  and 
when  sunk  was  loaded  with  stone.  Her  dimensions  were  approximately 
as  follows:  Length,  86.5  feet;  breadth,  23.5  feet;  depth,  8  feet;  gross 
tonnage,  98  tons.  She  was  built  in  Essex,  Mass.,  in  1876,  and  was  docu- 
mented from  Wellfleet,  Mass.  Before  work  was  commenced  upon  her, 
parts  of  her  hull  showed  above  very  low  water.  She  lay  in  about  6  to 
8  feet  of  water,  in  the  way  of  small  light-draft  vessels  making  use  of 
this  neighborhood,  had  actually  been  struck  by  one  of  tlie  small  light- 
draft  fishing  boats  of  the  vicinity,  and  was  also  a  constant  element  of 
danger  to  the  boats  of  the  Life-Saving  Station,  especially  in  foggy  or 
bad  weather  and  at  night.  She  had  been  considerably  broken  up  by 
the  sea,  but  the  greater  part  of  her  hull  still  remained.  The  removal 
of  her  hull  and  all  projecting  parts  down  to  the  level  of  the  ocean  bot- 
tom was  deemed  necessary  to  prevent  her  from  further  endangering 
and  obstructing  navigation. 

Field  work  upon  this  wreck  was  commenced  on  March  28, 1894,  and 
finished  on  the  same  day,  under  Mr.  Theo.McMahan,  as  diver,  overseer, 
and  inspector,  using  a  small  hired  sailboat  with  crew.  Twenty-five 
charges  of  dynamite,  amounting  in  all  to  75  pounds,  were  placed  in  dif- 
ferent parts  of  the  wreck  by  tbe  diver  and  electrically  exploded,  com- 
pletely breaking  up  the  wreck  and  scattering  the  fragments  over  the 
surrounding  ocean  bottom,  so  that  nothing  was  left  projecting  above 
the  bottom  to  obstruct  navigation  in  any  way.  This  wreck  is  there- 
fore no  longer  any  obstruction  to  navigation. 

No  property  of  any  value  was  recovered,  nor  was  any  attempt  made 
to  save  any,  since  the  cost  of  such  work  would  have  been  greater  than 
the  value  of  the  material  saved  (either  through  the  direct  expense  of 
such  work  or  the  delay  thereby  caused  to  the  main  work  of  destruction 
of  the  wreck  itself). 

The  total  cost  of  this  work  was  $82.13,  including  the  expenses  of  loca- 
tion, field  work  of  destruction,  final  inspection,  and  superintendence. 

16.   WRECK  NEAR  BROWNS  LEDGE,   MASSACHUSETTS. 

Between  November,  1893,  and  May,  1894,  various  reports  continued 
to  be  heard  as  to  an  unknown  wreck  whose  mast  or  spar  projected  from 
3  to  8  feet  above  the  water,  at  a  point  somewhere  within  an  area  of 
about  a  mile  diameter  and  Jibout2.5  to  3.5  miles  north  of  Browns  Ledge, 
western  entrance  to  Vineyard  Sound,  Massachusetts,  where  the  water 
is  reported  to  be  about  12  to  16  fathoms  deep.  Any  wreck  of  this  nature 
in  this  locality  being  evidently  a  danger  to  navigation,  her  continued 
existence  was  duly  reported  to  the  Department,  and  by  direction  of  the 
Secretary  of  War  of  May  12, 1894,  and  of  the  Chief  of  Engineers  of 
same  date,  the  destruction  of  her  masts  and  rigging  to  30  feet  depth 
below  the  water  surface  was  ordered;  work  to  be  done  by  hired  labor 
and  the  use  of  the  Government  plant. 

However,  before  the  engineer  force  and  plant  could  be  spared  from 
other  work  and  sent  to  this  locality,  further  report  was  received  from 
the  Navy  Department  that  its  dynamite  cruiser  Vesuvius  had  found 
this  wreck  and  destroyed  its  masts  and  rigging  to  about  60  feet  depth, 
leaving  nothing  further  to  be  done. 

The  work  of  the  engineer  office  was  therefore  limited  to  correspond- 
ence and  other  office  work  to  the  extent  of  only  $8.34. 
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17.   WRECK   OF  SCHOONER  L.  F.  HOPKINS. 

This  wreck  was  reported  in  May  as  sunk  across  the  main  channel  of 
the  Pawtucket  Eiver,  near  its  head.  Eeports  were  submitted  thereon 
on  May  2G.  By  direction  of  the  Secretary  of  War  of  May  29,  allotment 
was  made  and  lier  removal  ordered,  work  to  be  commenced  on  July  16. 
A  bill  was  secured  from  the  Khode  Island  legislature  by  which  this 
(and  all  future  similar  wrecks,  in  cases  of  emergency)  may  be  removed 
at  once  under  the  direction  of  the  State  harbor  commission,  and  at  the 
expense  of  the  parties  at  fault,  or  by  the  State.  Preparations  were 
made  for  further  work. 

18.   WRECK   NEAR  PARKER'S  RIVER. 

This  wreck  was  reported  to  this  office  during  the  month  of  June  as 
having  been  run  into  by  private  boat  owners,  with  serious  results  to 
their  boats.  The  existence  and  extent  of  this  wreck  were  inquired 
into.    Preparations  were  made  for  further  work. 
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IMPROVEMENT  OF  CONNECTICUT  RIVER,  MASSACHUSETTS  AND  CON- 
NECTICUT, OF  RIVERS  AND  HARBORS  ON  LONG  ISLAND  SOUND,  CON- 
NECTICUT AND  NEW  YORK,  AND  ON  SOUTHERN  SHORE  OF  LONG 
ISLAND,  NEW  YORK. 


UEPORT  OF  LIEUT.  COL,  HEXRY  M.  ROBERT,  CORPS  OF  ENGINEERS, 
OFFICER  IN  CHARGE,  FOR  THE  FISCAL  YEAR  ENDING  JUNE  SO,  1894, 
WITH  OTHER  DOCUMENTS  RELATING  TO  THE  WORKS, 


IMPROVEMENTS. 


1.  Mystic  River,  Connecticut. 

2.  Thames  River,  including  Shaws  Cove, 

New  London  Harbor,  Connecticut. 

3.  Connecticut  River,  Massachusetts  and 

Connecticut. 

4.  Harbor  of  refuge,  Duck  Island  Har- 

bor, Connecticut. 

5.  Clinton  Harbor,  Connecticut. 

6.  New  Haven  Harbor,  Connecticut. 

7.  Breakwaters  at  New  Haven,  Connect- 

icut. 

8.  Milford  Harbor,  Connecticut. 

9.  Housatonic  River,  Connecticut. 

10.  Bridgeport  Harbor,  Connecticut. 

11.  Black  Rock  Harbor,  Connecticut. 

12.  Snugatuck  River,  Connecticut. 

13.  Wilsons  Point  Harbor,  Connecticut. 


14.  Five  Mile  River  Harbor,  Connecticut. 

15.  Stamford  Harbor,  Connecticut. 

16.  Harbor  at  Cos  Cob  and  Mianus  River, 

Connecticut. 

17.  Port  Chester  Harbor,  New  York. 

18.  Larchmont  Harbor,  New  York. 

19.  East  Chester  Creek,  New  York. 

20.  Greenport  Harbor,  New  York. 

21.  Port  Jefferson  Harbor,  New  York. 

22.  Huutiugton  Harbor,  New  York. 

23.  Glen  Cove  Harbor,  New  York. 

24.  Flushing  Bay,  New  York. 

25.  Patchogue  River,  New  York. 

26.  Browns  Creek,  Say  ville,  N.  Y. 

27.  Removing    sunken  vessels  or 

obstructing  or  endangering  navi- 
gation. 


craft 


HARBOR  LINKS. 

28.  Greenport  Harbor,  New  York.  |  29.  Patchogue  River,  New  York. 


Engineer  Office,  U.  S.  Army, 

Keic  York,  X.  r.,  Jidy  9,  1894. 
General  :  I  have  the  honor  to  transmit  herewith  the  annual  reports 
upon  the  works  of  river  and  harbor  improvement  under  my  charge  for 
the  fiscal  year  ending  June  30, 1894, 

Very  respectfully,  your  obedient  servant, 

Henry  M.  Egbert, 
Lieut.  Col.y  Corps  of  Engineers. 
Brig.  Gen.  Thomas  L.  Casey, 

Chief  of  Engineers^  U.  8.  A. 
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D  I. 

IMPROVEMENT  OF  MYSTIC  RIVER,  CONNECTICUT. 

Mystic  Eiver  is  a  narrow  tidal  stream  in  tlie  eastern  partof  the  State  of 
Connecticut,  about  7  miles  west  from  the  boundary  of  the  State  of  Ehode 
Island.  The  navigable  i)art  of  the  river  extends  in  a  general  north- 
northeasterly  direction  for  nearly  4  miles  from  Fishers  Island  Sound, 
past  the  villages  of  Noank,  West  Mystic,  and  Mystic,  above  which 
l)laces  it  receives  the  discharge  of  several  small  fresh-water  streams. 
The  village  of  Mystic  lies  on  both  the  east  and  west  banks  of  the  river, 
about  3  miles  above  Fishers  Island  Sound;  at  this  point  the  river  is 
crossed  by  a  highway  bridge  with  a  draw.  Kearly  a  half  mile  farther 
down  is  the  drawbridge  of  the  New  York,  Providence  and  Boston  Rail- 
road, and  about  1 J  miles  still  farther  the  village  of  Noank  lies  upon  the 
west  bank.  West  Mystic  is  a  small  settlement  and  railroad  station  a 
short  distance  back  from  the  west  bank  of  the  river  and  between  Mystic 
and  Noank.  The  i>opulation  of  Mystic  and  West  Mystic  together  is 
about  4,000;  that  of  Noank  about  2,000. 

Directly  opposite  the  mouth  of  the  river  lie  Mystic  or  Eam  Island 
and  Eam  Island  Shoal,  which  cause  the  channel  to  divide  and  branch 
off  sharply  to  the  northeast  and  southwest.  The  northeast  channel  is 
18  feet  or  more  in  depth  and  of  sufficient  width,  but  crooked;  it  is  the 
one  used  by  large  vessels.  The  southwest  channel  opens  out  into  a 
broad  flat,  with  about  V2  feet  available  depth. 

The  river  chaimel  up  to  within  about  a  half  mile  below  the  highway 
bridge  had  a  natural  low- water  depth  of  15  feet  or  more;  its  width, 
from  80  to  300  feet,  was  sufficient,  but  there  were  several  bends  in  its 
course,  which  made  it  somewhat  diflBcult  of  navigation.  The  mean  rise 
of  tide  in  Mystic  liiver  is  about  2J  feet. 

PROJECT   OF   IMPROVEMENT. 

Under  act  of  Congress  of  August  11, 1888,  a  preliminary  examination 
of  Mystic  Kiver  was  made.  In  the  report  on  this  examination,  dated 
October  26, 1888,  and  printed  in  the  Annual  Report  of  the  Chief  of 
Engineers  for  1889,  Part  I,  page  746,  a  project  for  improvement  was  sub- 
mitted, which  consisted  in  dredging  to  make  the  channel  15  feet  deep 
at  mean  low  water  and  100  feet  wide  and  to  reduce  live  bends  in  the 
channel.  The  estimate  of  cost,  based  upon  the  U.  S.  Coast  Survey 
chart  of  1882,  was  as  follows: 

160,000  cubic  yards,  at  16  cents $25,600 

Supervision  and  contingencies,  say 4, 400 

Total 30,000 

The  beginning  of  work  under  this  project  was  approved  by  the  Sec- 
retary of  War  November  1,  1890,  after  the  first  a])propriation  for 
improving  the  river  had  been  made.  Up  to  July  1, 1893,  98,034  cubic 
yards  of  sand  and  mud  had  been  dredged,  and  the  channel  had  been 
completed  as  designed  from  the  highway  bridge  at  Mystic  down  to  and 
including  the  first  bend,  being  15  feet  deep  at  mean  low  water  and  100 
feet  wide,  with  greater  width  at  the  bend.  At  the  second  bend  work 
was  partly  completed,  and  the  channel  was  100  feet  wide;  at  the  third 
and  fourth  bends,  opposite  Sixpenny  Island,  irt)  work  had  been  done. 
At  the  fifth,  or  lowest,  bend  the  channel  had  been  widened  from  25  to 
75  feet;  it  was  intended  to  widen  it  further,  but  ledge  rock  was 
encountered. 
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OPERATIONS  DTJRING  THE  FISCAL  YEAR  ENDING  JUNE  30,  1894. 

At  the  beginning  of  the  year  work  under  an  open-market  agreement, 
authorized  by  the  Chief  of  Engineers  December  2, 1892,  had  been  sus- 
pended. It  was  intended  to  resume  work  early  in  August,  1893,  but 
on  account  of  pressing  urgency  for  completion  of  other  work  by  the 
same  contractors  the  dredging  in  Mystic  River  was  further  deferred, 
and  was  resumed  April  4, 1894,  and  completed  May  1, 1894.  The  total 
amount  removed  during  the  fiscal  year  was  20,000  cubic  yards  of  mud; 
938  cubic  yards  were  dredged  to  remove  a  small  shoal  just  above  the 
first  or  uppermost  of  the  ^\e  bends;  10,351  cubic  yards  were  dredged 
to  complete  the  widening  of  the  second  bend,  making  it  300  feet  wide; 
8,711  cubic  yards  were  dredged  from  the  upper  part  of  the  bend  oppo- 
site Koank.    The  depth  lAade  was  15  feet  at  mean  low  water. 

-An  examination  of  the  dredged  areas  below  the  railroad  bridge  and 
of  the  rock  at  the  lowest  bend  was  made,  but  the  results  are  not  yet 
platted. 

PRESE]ST   CONDITION  OF  IMPROVEMENT. 

The  channel  is  completed  as  designed  from  the  highway  bridge  at 
Mystic  down  to  and  including  the  second  bend,  being  15  feet  deep  at 
mean  low  water  and  100  to  300  feet  wide  or  more  at  the  bends.  At  the 
third  and  fourth  bends,  opposite  Sixpenny  Island,  no  work  has  yet  been 
done;  at  and  above  the  fifth  or  lowest  bend  the  channel  has  been  wid- 
ened from  25  to  75  feet. 

PROPOSED   OPERATIONS. 

Future  appropriations  will  be  applied  to  widening  and  reducing  the 
bends  in  the  channel  and  to  maintaining  the  depths  already  made. 

The  average  annual  cost  of  maintenance  of  channels  in  Mystic  liiver 
is  estimated  at  $2,000. 

Appropriations  for  the  improvement  of  Mystic  River,  Connecticut, 
have  been  made  as  follows  : 


Application. 


Drodg:iDg  above  and  JuBt  .below  railroad  bridge  and  at  the  moath  of  the  river. 
Dredging  below  railroad  bridge 


Total, 


Date. 


Sept.  19. 1890 
July  13, 1892 


Amount. 


$10, 000 
10,000 


20,000 


Mystic  River  is  in  tbo  New  London  collection  district,  of  which  New  London  is 
theport  of  entry. 

The  nearest  work  of  defense  is  Fort  Griswold^  New  London  Harbor,  about  6  miles 
west.  There  is  a  light-house  on  Morgan  Point,  on  the  west  side  of  tlie  river,  at  its 
mouth. 

Money  statement. 

July  1, 1893,  balance  unexpended $3,649.03 

June  30,  1894,  amount  expended  during  fiscal  year 3, 378. 64 

July  1, 1894,  balance  unexpended 270.39 

(Amount  (estimated)  required  for  completion  of  existing  project 10, 000. 00 
Amountthatcanbeprofitably  expended  in  fiscal  year  ending  June  30, 1896    10, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


COMMERCIAI.  STATISTICS   FOR  CALENDAR  YEAR  1893. 

Commercial  statistics  have  been  asked  for,  but  up  to  date  of  this  report  have  not 
been  received. 
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D2. 

IMPROVEMENT  OF  THAMES  RIVER,  CONNECTICUT. 

This  river  is  formed  by  tbe  confluence  of  the  Yantic  and  Shetucket 
rivers  at  Norwich,  Conn.,  and  extends  southward  as  a  tidal  stream  15 
miles  to  Long  Island  Sound.  For  11  miles  above  its  mouth  the  natural 
channel  is  from  13  to  80  feet  deep,  averaging  over  30  feet  for  the  first  4 
miles.  For  3  miles  below  Norwich  the  available  depth  in  1829  was  but 
G  feet  at  mean  low  water  where  now  there  is  11  feet.  Histories  of  the 
improvements  of  this  river  near  Norwich,  Conn.,  may  be  found  in 
the  Annual  lieport  of  the  Chief  of  Engineers  for  1873,  p.  981,  and  in 
that  for  1879,  part  1,  p.  331. 

Shaws  Cove,  New  London  Harbor,  is  a  cove  on  the  west  side  of 
Thames  River,  about  2  miles  above  its  mouth,  and  constitutes  the 
southern  water  front  of  the  business  portion  of  the  city  of  New^  London. 
It  is  separated  from  the  river  by  the  embankment  and  trestle  of  the 
Shore  Line  Division  of  the  New  York,  New  Haven  and  Hartford  Rail- 
road, having  a  draw  of  55  feet  width.  The  natural  depth  in  Shaws 
Cove  was  from  2^  to  8  feet  at  mean  low  water  in  a  narrow  and  crooked 
channel  bordered  by  flats. 

The  mean  rise  of  tide  in  the  Thames  River  near  Norwich  is  about  3.1 
feet;  at  New  London  it  is  2.5  feet. 

PROJECTS   FOR   IMPROVEMENT. 

Prior  to  1830  various  attempts  had  been  made  by  private  parties  and 
corporations  to  deepen  the  channel  of  this  river  near  Norwich;  the 
first  ones  were  by  excavation  only,  but  subsequently  stone  piers  were 
constructed  perpendicular  to  the  channel  at  shoal  spots. 

By  act  of  March  2,  1829,  Congress  appropriated  $150  "  for  making  a 
survey  of  the  river  Thames,  with  a  view  to  improve  the  navigation  of 
the  same,  and  the  cost  of  such  imi^roveir.ent." 

The  survey  was  made  in  1829  by  Capt.  Hartman  Rache,  Corps  of 
Engineers.  At  that  time  there  were  four  old  piers  standing.  In  his 
report  upon  the  survey,  dated  February  20,1830,  and  printed  in  House 
of  Representatives  War  Department  Doc.  No.  125,  Twenty-first  Con- 
gress, first  session.  Captain  Bache  submitted  a  project  for  making  a 
channel  00  feet  wide,  to  be  either  12  or  14  feet  deep  at  high  water  (9  or 
11  feet  at  low  water),  by  excavation,  by  rebuilding  one  of  the  existing 
piers,  by  adding  wings  to  the  other  three,  extending  up  and  down 
stream,  and  converting  them  into  T  walls,  and  by  building  ten  new 
piers,  extending  down  stream  in  curves.  The  piers  were  to  be  built  of 
riprap,  3  feet  wide  on  top,  with  side  slopes  of  45^;  they  were  to  be 
built  to  heights  of  from  1 J  to  3J  feet  above  highest  tide,  those  farthest 
up  the  stream  being  the  highest.  The  piers  were  estimated  to  require 
43,436  cubic  yards  of  riprap,  and  the  excavation  was  placed  at  27,895 
cubic  j-ards  for  the  12-foot  channel  or  69,251  cubic  yards  for  the  14-foot 
channel.    The  cost  of  the  whole  work  was  estimated  at  $72,650. 

The  i)rojeot  was  adopted,  and  under  appropriations  of  1836, 1837,  and 
1838,  $40,000  in  all,  the  piers  were  built  nearly  as  designed,  with  the 
exception  of  two  of  the  new  piers  and  one  wing  wall,  which  were  not 
constructedj  considerable  dredging  was  done,  but  no  complete  records 
of  amount  appear  to  have  been  kept. 

Work  was  stopped  in  1839  by  exhaustion  of  appropriations. 

In  1866  a  petition  of  citizens  of  Norwich,  asking  for  an  appropriation 
for  removing  obstructions  in  the  river  Thames,  was  referred  to  the 
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Chief  of  Engineers,  and  returned  by  him  to  the  Secretary  of  War  with 
a  report  describing  the  work  done  upon  the  river,  recommending  no 
further  work  upon  the  piers  until  their  efficiency  could  be  investigated 
satisfactorilj^,  and  stating:  • 

Id  conclusion,  it  is  considered  tliat,  sliould  tbo  snm  of  $8,000  bo  apppropriatod  for 
tlio  improvement  of  this  river,  to  bo  applied  during  the  next  fiscal  year,  all  will  be 
accomplished  that  can  be  justifiably  undertaken  until  a  commission  decides  upon 
other  efficai'ious  methods  6t  systems  of  improvement. 

June  23,  18GG,  an  appropriation  of  $10,000  was  made  for  improving 
the  river,  under  which  a  survey  was  made,  and  a  project  for  dredging 
to  obtain  11  feet  at  low  water  (11  feet  at  high  water)  was  adopted. 

Under  this  and  succeeding  appropriations  up  to  1878  tliis  channel 
was  dredged,  and,  as  far  as  possible,  maintained  with  a  width  of  100 
feet.  March  3,  1879,  $12,000  was  appropriated  **  for  the  improvement 
of  Thames  liiver  to  secure  a  14-foot  cliannel,"  and  in  accordance  there- 
with the  project  was  modified  to  provide  for  a  channel  of  that  depth  at 
low  water. 

In  1882,  upon  the  recommendation  of  Maj.  Barlow,  approved  by  the 
"Board  of  Engineers,  the  project  was  further  modified  by  providing  for 
the  construction  of  five  dikes  or  training  walls  along  the  outer  sides 
of  the  channel  curves,  with  the  addition  of  low  walls  on  the  inner  side, 
should  they  be  found  necessary,  the  width  of  the  water  way  between 
them  increasing  from  300  feet  (about  the  full  width  of  the  river)  at 
Thamesville,  1  mile  below  Norwich,  to  480  feet  at  the  lower  dike. 

The  object  of  the  training  walls  was  to  utilize  the  action  of  the  tide 
to  keep  tiie  channel  open.  They  were  to  be  built  up  to  high-water  levels 
and  to  have  an  aggregate  length  of  13,800  feet.  In  the  same  year  the 
projected  width  of  the  channel  was  increased  to  200  feet.  The  improve- 
ment was  designed  (o  extend  over  the  first  3J  miles  below  Norwich,  and 
the  estimated  cost  was— 

For  the  five  dikes  or  training  walls $82, 800 

For  dredging  200  feet  wide  and  14  feet  deep 125, 280 

Total '.....  208,080 

Under  several  appropriations  up  to  1888  work  was  carried  on  under 
this  project  without  modification. 

In  May,  1888,  in  response  to  a  letter  from  the  Hon.  Charles  Russell, 
M.  C,  to  the  Secretary  of  War,  asking  the  "  approximate  cost  of  com- 
pleting the  IG-foot  deep  channel  to  Allyn  Point,  and  the  1-4-foot  deep 
channel  to  Norwich,"  estimates  for  the  same  were  submitted  as  folU)ws: 

For  securing,  by  dredging,  a  16-foot  channel  up  to  Allyn  Point $24,  000 

For  securing,  by  dredging,  a  14-foot  channel  from  Allyn  Point  to  the  end  of 
the  existing  improvement 16,  200 

By  act  of  Congress  of  August  11, 1888,  an  appropriation  of  $50,000 
was'  made  fer  continuing  the  improvement  of  Thames  River,  with  a 
clause  authorizing  its  expenditure  ''at  any  point  between  Norwich  and 
Kew  London."  The  project  was  therefore  extended  to  include  the 
above-described  work  and  the  estimate  for  completion  was  increased 
accordingly  by  $40,000,  making  it  $95,600  in  1889. 

By  act  of  Congress  approved  September  10, 1890,  an  examination  of 
Shaws  Cove,  New  London  ITarbor,  was  ordered,  which  was  made  in  the 
same  year,  and  the  report  upon  which,  dated  December  4,  1890,  was 
printed  in  House  Ex.  Doc.  No.  73,  Fifty-first  Congress,  second  session, 
and  also  in  the  Annual  Report  of  the  Chief  of  Engineers  for  1891,  p. 
833  et  seq. 
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Tbis  report  stated  the  desired  improvement,  which  consisted  in  mak- 
ing a  channel  100  feet  wide  and  12  feet  deep  at  mean  low  water, 
extending  from  the  drawbridge  along  the  north  and  west  sides  of  the 
cove  a  total  length  of  about  2,000  feet,  and  an  anchorage  basin  in  the 
bend  of  the  channel  of  the  same  depth  and  about  400  by  SOO.feet. 

The  estimated  cost  was : 

Dredging  tbe  channel,  90,000  cubic  yards,  at  18  cents $16, 200 

Dredging  the  anchorage  basin,  140,000  cubic  yards^^at  18  cents 25, 200 

Contingencies,  etc 6,  GOO 

Total 48,000 

The  river  and  harbor  act  approved  July  13,  1892,  appropriated 
$30,000  for  improvement  of  Thames  River,  Connecticut,  with  proviso 
that  $10,000  of  this  sura  might;  in  the  discretion  of  the  Secretary  of 
War,  be  applied  to  improving  that  part  of  !New  London  Harbor  known 
as  Sh  aws  Cove.  The  expenditure  of  $10,000  for  this  work  was  approved 
by  the  Secretary  of  War  July  23,  1892,  in  order  to  carry  out  part  of 
the  above  plan  of  improvement.  The  establishment  of  harbor  lines 
in  Shaws  Cove  by  the  Secretary  of  War,  January  26,  1893,  necessi- 
tated a  change  in  the  dimensions  of  the  anchorage  basin,  without, 
however,  any  material  change  in  its  available  area  (7J  acres)  or  in  its 
estimated  cost. 

The  existing  project  for  this  improvement  is  therefore  the  project  of 
1882  with  two  extensions,  and  it  now  consists  in  making  and  maintain- 
ing by  dredging  and  a  system  of  training  walls  a  channel  200  feet  wide 
from  Ne^v  London  to  Norwich,  having  16  feet  depth  at  mean  low  water 
up  to  AUyn  Point  (about  5  miles  below  Norwich),  and  14  feet  depth 
from  AUyn  Point  to  Norwich,  together  with  dredging  to  make  and 
maintain  a  channel  in  Shaws  Cove,  New  London,  IW  feet  wide  and  12 
feet  deep,  and  an  anchorage  basin  near  the  bend  of  the  channel  of  the 
same  depth  and  of  about  7^  acres  area.  The  estimate  for  completion, 
$208,080,  in  1882,  is  to  bp  increased  by  the  estimates  for  the  added 
work,  $88,000,  and  to  be  reduced  by  the  $20,000  available  in  1882,  and 
$182,500  sidce  appropriated,  making  the  present  estimate  for  comple- 
tion $93,600. 

From  the  beginning  of  work  under  this  project  to  July  1,  1893, 
426,858  cubic  yards  of  sand,  etc.,  had  been  dredged  from  the  channels 
above  AUyn  Point,  84,890  cubic  yards  of  sand  and  mud  from  the  16-foot 
channels  at  and  below  AUyn  Point,  and  52,120  cubic  yards  of  sand  and 
mud  from  Shaws  Cove.  The  three  dikes  farthest  down  stream  had 
been  built,  and  a  fourth  one  to  about  three-quarters  its  contemplated 
length.  The  river  channel  had  been  made  the  full  depth  and  width  up 
to  AUyn  Point.  Above  AUyn  Point  the  14- foot  channel  had  been 
extended  nearly  half  way  to  Norwich,  the  available  depths  in  the 
upper  part  of  the  river  being  from  11  to  12  feet.  In  Shajf  s  Cove  the 
channel  along  the  north  and  west  sides  of  the  cove  had  been  made  60 
feet  wide,  and  the  bend  was  dredged  to  120  feet  additional  width  as 
part  of  the  projected  anchorage  ground,  all  with  depth  of  12  feet  at 
mean  low  water. 

OPERATIONS  DURING  THE  FlSC^f.   YEAR   ENDING  JUNE  30,  1894. 

At  the  beginning  of  the  year  dredging  in  the  river  near  Norwich  was 
in  progress  under  a  contract  with  the  Hartford  Dredging  Company,  for 
removing  about  75,000  cubic  yards  of  material,  at  24J  cents  per  cubic 
yard.    This  work  was  continued  until  the  contract  was  completed. 
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August  16,  1893.  The  amount  dredged  during  the  fiscal  year  was 
37,715  cubic  yards.  The  channel  of  14  feet  depth  was  extended 
upstream  to  the  "sand  pier'^  (about  IJ  miles  below  Norwich)  with 
width  of  100  feet  and  over,  and  shoals  were  removed  to  make  the 
channel  from  the  "sand  pier"  to  Norwich  12  feet  deep  juid  fully  100 
feet  wide. 

The  total  amount  dredged  under  the  contract  was  75,015  cubic  yards. 

No  work  was  done  in  Shaws  Cove,  the  funds  for  that  work  having 
been  expended.  A  Tf harf  on  the  north  side  of  the  cove  was  built  out 
beyond  the  harbor  lines.  The  matter  was  placed  in  the  hands  of  the 
Department  of  Justice,  the  owner  of  the  wharf  having  refused  to  remove 
it,  and  he  was  compelled  to  take  up  that  part  of  the  wharf  which  was 
beyond  the  established  harbor  lines. 

PRESENT   CONDITION   OF  IMPROVEIklENT. 

Of  the  five  dikes  or  training  walls  provided  for  in  the  i)roject  the  four 
farthest  downstream  have  been  built  at  cost  as  follows : 


Mofaogan,  3^  miles  bolow  Norwich  . . . . . 
Trading  Covo,  2h  milcH  below  Norwich 

Long  Kock.  2  milcH  below  Norwich 

Rolling  MUl,  1 J  miles  below  Norwich  . 


•,cx- 


Ilipra^ 
Length.  I     elusive 
I  of  repairs. 


Cost,  ex- 
clasive  of 
super- 
vision. 


Tons.       ' 

17,207  ! 
11,945  , 
18,521 


$23,686.00 
21,113.05 
12,  781. 15 
18, 772. 58 


*  Pile  diko. 

The  Rolling  Mill  Dike,  originally  designed  to  be  4,350  feet  long,  is 
now  8,093  feet  long,  with  a  gap  of  390  feet  at  the  *^sand  pier,"  and 
extends  northward  nearly  to  the  Lower  EoUing  Mill  embankment. 

The  project  contemplated  extending  it  about  GOO  feet  north  of  the 
embankment,  but  since  its  adoption  the  Lower  EoUiug  Mill  Company 
has  dredged  a  channel  toward  shore  on  the  north  side  of  their  embank- 
ment, which  is  now  used  as  a  landing.  It  would  be  necessary'  to  leave 
an  opening  for  this  channel,  and  probably  it  will  be  found  expedient 
not  to  extend  the  dike  above  the  embankment. 

The  upi)er  dike,  one-half  mile  below  Norwich,  has  not  been  begun. 

The  low-water  depth  in  the  channel  from  Kew  London  to  Allyn 
Point  is  not  less  than  IG  feet,  with  width  of  200  feet  or  over;  from 
Allyn  Point  to  the  upper  end  of  Walden  Island  lieach  the  depth  is 
practically  14  feet  and  the  width  not  less  than  175  feet;  above  the  lat- 
ter point,  the  14-foot  depth  with  100  feet  width  extends  to  the  "Sand 
Pier,"  about  IJ  miles  below  Norwich.  For  the  upper  1^  miles  of  the 
river  the  available  depth  is  12  feet  at  mean  low  water. 

The  channel  in  Shaws  Cove  is  GO  feet  wide  and  12  feet  deep  at  mean 
low  water,  with  120  feet  additional  width  at  the  bend  of  the  channel. 
No  work  was  done  there  during  the  past  fiscal  year. 

The  last  sketches  of  this  river  published  with  Annual  Reports  of  the 
Chief  of  Engineers  are : 

Shaws  Covo,  Now  London,  Report  of  1893,  p.  904. 
Thames  River,  full  length,  Report  of  1889,  p.  ft")6. 
Thames  River  near  Norwich,  Report  of  1885,  p.  640. 
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PROPOSED  OPERATIONS. 

Future  appropriations  will  be  applied  to  coini)letiiig  the  dikes  if 
necessary,  and  to  making  and  maintaimng  a  cbanncl  200  feet  wide,  to 
bo  16  feet  deep  at  mean  low  water  uj)  to  AUyn  Point,  and  thence  to 
Norwich  to  be  14  feet  deep,  and  to  comi)leting  the  channel  and  anchor- 
age basin  in  Shaws  Cove,  as  provided  in  the  approved  project. 

Appropriations  for  the  improvement  of  Thames  River  have  been 
made  as  follows: 


Application. 


Removal  of  obstnictions  placed  during  tbo  war  of  1812. 
Survey  . 


Piers  and  dred;;ing. 
Do 


Do 

Drfxlging  and  survey. 
Dre<lging 

Do 


Date.        I  AnicuuL 


Do. 
Do. 
Do. 
Do. 


Dredj^ng  and  training  walls 

Training  wulls 

Do , 

Training  walls  and  dredging 

Kcpair  of  training  walls  ana  dredging. 
Dredging 

Do 


Mar. 

Mar. 

July 

Mar. 

July 

June  2 

Mar. 

Mar. 

Juno  1 

Juno  1 

Mar. 

Juno  1 

Mar. 

Aug. 

July 

Aug. 

Aug. 

Sept.  1 

July  J 


3, 1821 

$150 

2, 1829 

150 

4. 1836 

10,003 

3,1837 

20,000 

7,1838 

10,000 

23, 1866 

10,000 

3,1867 

72, 030 

3, 1871 

15,000 

10, 1872 

10,000 

18, 1878 

10, 000 

3.1879 

12.000 

14, 1880 

22,500 

3,1881 

30,000 

2,1882 

*35,  000 

5,1884 

*25,000 

5, 1886 

*22, 503 

11,1888 

*50,000 

19, 1890 

*20,003 

13, 1892 

*t30,000 

Total ' j      404,300 


*  Appropriated  for  present  project;  these,  witli  $20,0000  from  previous  appropriations  (see  Annual 
Report  for  1882.  Part  J,  p.  603),  make  a  total  of  $202,500  lor  pre.sent  project, 
t $10, 000  of  which  was  applied  to  Shaws  Cove,  Now  Loudon  Harbor. 

The  Thames  River  is  in  tho  collection  district  of  New  London.  The  nearest  light- 
house is  at  the  mouth  of  the  river,  on  the  west  shore.  Forts  Trumbull  and  Griswold 
overlook  the  mouth  of  tho  river  from  cither  shore. 

Money  statement, 

July  1,  1893,  balance  unexpended  $24,051. 45 

June  30,  1894,  amount  expended  during  iiscal  year 21, 090. 41 

July  1,  1894,  balance  unexpended 2, 961. 04 

{Amount  (estimated)  required  for  completion  of  existing  project 93,  GOO.  00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    50,  000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


Abstract  of  contract  for  improviiuj  Thames  Itiver,  Conncciicnty  in  force  during  the  fiscal 

year  ending  June  JO,  lS9i. 


Name  ::nd  address  of  con- 
tractor. 


Tho  TTartford  Dredping  Com- 
Xtany,  Uartford,  Conn. 


cJ^tra2[.     'Subject  of  contract. 


October  20,  I  Dredcinp  near  Xor- 
1832.  I      wich,  Conn. 


Price  per  i 
cubic 
yard.     ' 


I^marks. 


$0. 21|  '  Contract  completed  Aug. 
.      16, 1893;  total  dredged, 
75,015  cubic  v.irds. 
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COMMERCIAL  STATISTICS   FOR  TUK   CALENDER  YEAR  1893. 

AT    NORWICH. 

[By  courtesy  of  M.  M.  Wliittemorc,  treaauror  Norwich  aii<l  Now  York  TransportatloD  Company.] 

Arrivals  and  departures  of  vessels. 


Kind  of  veasela. 


Stoamcra 

Sailiuf;  vessels . 
Barj^es 


Total. 


Ntunbor 

of  ronnd 

trips. 


1,042 
257 

471 


Aggregate  tonnage  of  all  trips  not  aaccrtained. 

Freight  I'cceivcd  and  shipped  by  icater. 

Tons. 
Total 546,900 

Xo  new  lines  of  transportation  have  been  established  since  July  1,  1893. 

The  year  1893  was  not  considered  a  fair  average  year,  on  account  of  the  general 
business  depression. 

The  aggregate  tonnage  of  trips  or  estimated  value  of  shipments  can  not  be  readily 
ascertained. 

'Ihe  tonnage  of  freight  above  reported  shows  a  decrease  of  62,668  tons  since  the 
calender  year  of  1891,  the  Inst  year  for  which  these  statistics  were  reported. 

AT  SHAWS   COVK,    NEW   LONDON'. 

[By  courtcs}'  of  John  Hopson,  jr.,  -New  Loudon,  Conn.] 

AiTivals  and  departures  of  vessels. 

[Draft  3  to  11  foct ;  tonnage  12  to  250  tons.] 


Kind  of  ves8cl.s. 


Stoamcra 

Sailing  Yessela. 
Bar;iC» 


Num- 

|"ber. 

28 
86 
22 


Aggregate  tonnage  of  all  trips  not  ascertained. 

Freight  received  by  water. 


Chief  articles. 

Eatimated 
value. 

Liirober 

$20,800 

27,825 

1,055 

Coal .- 

Brick 

Misoellanous  (not  <»tli'^''w5-5'^  iiu'lml***!) ,, -,--   . .  -  -  ^  -  ^  r 

22.00a 

Total 

71. 683 

Tonnage  not  a.scertained. 

No  new  lines  of  transportation  have  been  establishod  since  July  1,  1803. 

**  Steam  vessels  and  sail  vessels  laid  ui>  for  tlio  winter  in  Sliaws  Cove,  occupying  all 
the  present  docks  and  partly  filling  the  channel,  the  ouMittiug  and  repairs  on  which 
vessels  it  is  crttimate*!  has  exceeded  $18,600. 

The  anchorage  basin  should  bo  excavated,  and  will  bo  \k.>ed  to  its  fiilleflt  capacity. 
The  prevailing  business  depression  has  diminished  the  business  on  and  use  of 
improvements  in  Shaws  Cove  fully  one-half." 
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IMPROVEMENT   OF   CONNECTICUT   RIVER,    MASSACHUSETTS   AND   CON- 
NECTICUT. 

This  river  rises  in  the  northern  part  of  New  Hampshire,  flows  in  a 
general  southerly  course  between  the  States  of  New  Hampshire  and 
Vermont,  crosses  the  States  of  Massachusetts  and  Connecticut,  and 
empties  into  Long  Island  Sound  at  Saybrook  Point,  Connecticut.  It 
is  divided  naturally  into  two  parts,  Hartford,  Conn.,  at  the  head  of 
navigation,  being  the  point  of  division,  and  appropriations  by  Congress 
have  generally  specified  in  which  part  the  money  appropriated  was  to 
bo  expended. 

The  divisions  are  as  follows : 

1.  Above  Hartford^  Conn, — Embracing  a  length  of  about  66  miles, 
from  Hartford,  Conn.,  to  Millers  Fails,  Mass. 

2.  Below  Hartford^  Conn, — Embracing  a  length  of  about  50  miles, 
from  Hartford  to  Long  Island  Sound. 

By  the  river  and  harbor  act  of  1882  an  examination  or  survey  of  the 
Connecticut  Kiver  from  Bellows  Falls,  Vt.,  to  Pittsburg,  N.  H.,  was 
authorized.  Bellows  Falls  is  about  105  miles  above  Hartford,  and 
Pittsburg  is  180  miles  above  Bellows  Falls.  A  preliminary  examina- 
tion was  made,  the  rcimrt  on  which,  printed  in  the  Annual  Beport  of 
the  Chief  of  Engineers  for  1884,  part  1 ,  p.  659,  recommended  no  survey 
and  proposed  no  plan  of  improvement. 

1.   ABOVE   HAETFORD,   CONN. 

Millers  Falls,  Mass.,  is  at  the  head  of  possible  navigation  of  the  Con- 
necticut Kiver.  From  this  point  down  to  Holyoke,  Mass.,  a  distance 
of  about  32  miles,  the  river  is  susceptible  of  improvement,  but  it  can 
not  be  used  by  vessels  now  on  account  of  a  dam  and  falls  at  Holyoke, 
which  entirely  obstruct  navigation.  The  lockage  required  to  lift  boats 
from  the  lower  to  tlie  upper  levels  at  Holyoke  is  about  60  feet. 

From  Holyoke,  Mass.,  to  Enfield  Falls,  Conn.,  a  distance  of  18  miles, 
there  is  a  fair  channel,  4  to  5  feet  deep  at  low  water,  which  could  be 
made  8  feet  deep.  Enfield  Falls  or  Eapids  cover  a  stretch  of  river 
about  5  miles  long,  having  a  fall  of  about  32  feet  at  low  water.  The 
bed  is  rocky  and  very  uneven,  and  the  slope  is  not  uniform,  but  con- 
sists of  a  succession  of  long,  shallow  reaches  separated  by  rapids. 

From  the  foot  of  Enfield  Falls  to  Hartford,  a  distance  of  11  miles, 
the  river  has  a  broad,  sandy  bed,  with  a  depth  of  2  to  5  feet  at  low 
water.  Under  a  charter  from  the  State  of  Connecticut,  granted  in 
May,  1824,  the  Connecticut  Kiver  Company  constructed  a  canal  with 
locks  around  Enfield  Falls.  The  locks  are  80  feet  long,  18  feet  wide, 
and  4 J  feet  deep.  The  canal  is  chiefly  used  for  water  power;  the  com- 
pany collects  toll  from  vessels  using  it. 

Following  is  a  list  of  jdaces  in  this  part  of  the  river  where  work  has 
been  done  by  the  United  States,  with  distances  above  the  wagon  bridge 
at  Hartford : 

^  Miles. 

Barbers  Landing 4 

Farmiugton  Kiver 5 

Strongs  Island 1 GJ^ 

Scantic  Kiver 7^ 
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PKOJBCT  FOR  IMPROVEMENT. 

No  general  project  for  the  improvement  of  this  part  of  the  river  is  on 
record  as  approved  and  adopted.  All  the  work  done  has  been  under 
special  projects.for  expenditure  of  the  several  appropriations.  It  con- 
sists of  dredging  at  Barbers  Landing  in  1873,  and  construction  of  dikes 
or  wing  dams  at  Scantic  liiver,  Strongs  Island,  and  Farmington  Eiver 
in  1871,  at  Farmington  Eiver  and  Barbers  Landing  in  1878,  and  again 
in  1880  and  1881., 

Plans  and  estimates  for  a  larger  canal  around  Enfield  Falls  were 
submitted  in  1878  and  modified  in  1880.  (See  Annual  Report  of  the  Chief 
of  Engineers  for  1881,  Part  I,  p.  56(j.)  They  proposed  a  canal  on  the 
east  bank  of  the  river,  extending  from  above  Enfield  Falls  down  to  the 
mouth  of  Hockanum  River,  opposite  and  just  below  Hartford,  as  the 
best  means  of  gaining  an  available  depth  of  8  feet  from  Hartford  to 
and  around  the  falls.  The  canal  levels  were  to  be  10  feet  deep  at  low 
water  and  120  feet  wide  at  the  water  line;  the  locks  200  feet  long,  55 
feet  wide,  with  8  feet  depth  over  the  miter  sills  at  low  water.  The  cost 
of  the  work  was  estimated  at  $1,332,805.  It  was  considered  not  advis- 
able to  begin  construction  with  a  less  sum  than  $450,000. 

OPERATIONS  DURING   THE   FISCAL   YEAR  ENDING  JUJTE  30,  1894. 

No  work  was  done.  The  available  money  is  insufficient  to  begin  any 
general  plan  of  improvement  in  this  part  of  the  river. 

PRESENT   CONDITION   OF   IMPROVEMENT. 

The  wing  dams  are  all  in  fair  condition;  they  Jire  as  follows:  One  at 
Scantic  Eiver,  one  at  Strongs  Island,  one  at  the  mouth  of  Fjirmington 
Kiver,  two  nearly  opposite  the  mouth  of  Farmington  River,  and  two  on 
the  east  bank,  opposite  Barbers  Landing.  The  available  channel  depth 
from  Hartford  to  Scantic  River  is  about  2  feet  at  ordinary  summer 
stage  of  watei  •,  this  part  of  the  river  is  navigable  for  freighting  only 
when  in  freshets.  No  work  has  been  done  above  Scantic  River;  the 
depth  from  there  to  the  foot  of  Enfield  Falls  is  greater  than  from  there 
down  to  Hartford. 

PROPOSED   OPERATIONS. 

No  work  in  the  river  above  Hartford  is  contemplated  during  the 
ensuing  year.  Should  any  injury  to  the  wing  dams  occur  the  money 
available  will  be  sufficient  for  repairs. 

Appropriations  for  improving  the  Connecticut  River  above  Hartford 
have  been  made  as  follows  : 


Application. 


Date. 


July  11, 1870 

Dams  at  Scantic  River  antl  Stroncs  Island.  Farmington  River,  and  Barbers  J  jj^eio'  1079 

Lauding;  repairs  of  dams;  dredging  at  Barbers  Landing;  surveys |  j^^^    3' 1873 

I  Juno  u!  1880 

Total 


Amount. 


$20,000 
20,000 
25,000 
20,000 
15,000 


100.000 
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Of  tlieae  amounts  the  following  balance  is  as  yet  unexpended:  From 
the  appropriation  of  Juno  14,  1880,  for  "  improving  Connecticut  River 
between  Hartford  and  Holyoke,"  $8,940.30 

Money  statement. 

July  1, 1893,  balance  unexpended $8,940.30 

July  1, 1894,  balance  unexpended ". 8, 940. 30 

2.   BELOW  HARTFORD,    CONN. 

The  Connecticut  Eiver  below  Hartford  is  a  large  stream,  for  the  first 
21  miles  flowing  in  a  winding  course,  mostly  through  alluvial  meadows, 
which  are  overflowed  at  high  water,  and  which  consist  of  a  light  sandy 
soil,  easily  undermined.  For  the  remaining  29  miles  to  Long  Isljind 
Sound,  at  Saybrook  Point,  the  course  is  straighter,  the  banks  more  i)er- 
manent,  and  generally  harder.  A  gauge  has  been  established  at  Hart- 
ford whose  zero  is  the  lowest  stage  that  the  water  is  known  to  have 
reached  from  natural  causes;  closing  the  gates  at  the  Holyoke  Dam  in 
time  of  drought  has  caused  the  water  to  fall  lower. 

The  usual  low-water  stage  of  the  river  in  the  summer  is  about  1  foot 
on  this  gauge.  Spring  freshets  ordinarily  rise  to  20  feet:  the  highest 
recorded  stage?  of  water  is  29  feet. 

The  average  tide  at  Saybrook  is  3^  feet;  at  Hartford  it  is  1  foot, 
though  when  the  w^ater  stands  above  5  feet  on  the  Hartford  gauge  the 
tide  there  is  not  perceptible.  The  low-water  slope  of  the  river  from 
Hartford  to  Saybrook  averages  0.0458  foot  per  mile.  The  bed  of  the 
river  through  the  alluvial  meadows  within  10  miles  of  Hartford  is 
constantly  changing  from  the  undermining  of  the  banks.  It  is  said 
that  in  places  it  has  changed  its  iX)sition  a  half  mile.  The  bars  in  this 
part  of  the  river,  after  being  dredged,  form  again  during  freshets  and  ice 
jams,  so  that  some  of  them  require  being  dredged  annually,  others  less 
frequently.  This  part  of  the  river  was  worked  upon  by  corporations 
and  by  private  parties  at  various  times  between  1800  and  1870.  Sev- 
eral small  stone  piers  to  deepen  the  channel  at  shoal  places  were  built 
in  this  way.  Some  of  these  are  covered  by  new  banks,  the  channel 
has  shifted  to  the  opposite  side  of  others,  and  others  still  have  been 
dredged  out  because  they  had  come  to  be  obstructions.  The  depth 
sought  by  these  works  was  6  feet  at  low  water. 

The  following  list  gives  the  names  of  the  several  places  on  the  river 
below  Hartford  where  work  has  been  done  by  the  United  States,  with 
their  distances  by  course  of  channel  below  the  Hartford  wagon  bridge : 


Locality. 


Unrtfonl  Bar , 

Clay  Jiauka  J3ar 

Pratt  Ferry  or  Naubnc  J  Jar 

Pre«8  Barn  Bar 

Crlastonburv  Ba^* 

Dividoml  Bar 

Pistol  Point  Bar , 

MouHO  Island  Bar 


Miles. 


Locality. 


w 

I 

12 
15 
20§ 


I 


I  Sears  Shoal 

\    lladdani  Island  Bar 

'  Chester  Rock 

I  Devils  Reef  Bar 

.    Brock  way  Bar 

,  Calves  Island  Bar 

|.  Saybrook  Bar  (at  mouth)  . 


Miles. 


2G 
30 


39^ 
41 

50 


PROJECTS  FOR   IMPROVEMENT. 


By  act  of  July  4,  1S3G,  Congress  appropriated  820,000  "for  improv- 
ing the  harbor  at  Saybrook*  by  removing  the  bar  at  the  mouth  of  the 
Connecticut  liiver."     Under  this   appropriation  a  survey  was  made 
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by  Capt.  W.  H.  Swift,  XJ.  S.  Engineer  Corps.  In  his  report  on 
this  survey,  dated  January  31,  1837,  and  printed  in  House  Ex.  Doc. 
^o.  252,  Twenty-fifth  Congress,  Capt.  Swift  submitted  a  project  for 
deepening  the  west  channel  over  Saybrook  Bar,  dredging  a  cut  500  feet 
wide  and  12  feet  deep  at  mean  low  water,  at  an  estimated  cost  of 
$54,380.50.  The  estimated  cost  per  cubic  yard  for  dredging  and  dump 
ing  was  25  cents.  The  available  depth  over  the  bar  before  dredgiu^j: 
was  7  feet  at  mean  low  water.  Capt.  Swift's  project  was  approved, 
and  work  was  begun  in  May,  1838,  under  a  contract  with  liandall, 
Ilaskcll  &  Holmes,  at  the  rate  of  G2J  cents  per  cubic  yard,  measured  in 
scows.  Dredging  was  continued  until  the  £iill  of  1840,  when  the  appro 
priation  was  exhausted.  Twenty-six  thousand  nine  hundred  and 
eighty  four  cubic  yards  of  sand  and  stones  had  been  removed,  making 
a  channel  1,500  feet  long,  50  feet  wide,  and  from  11  to  12  feet  deep. 
This  channel  was  nearly  destroyed  by  storms  and  freshets  in  the  follow- 
ing winter  and  sirring.  March  1,  1843,  83.471.57  was  appropriated  to 
pay  a  balance  due  to  the  contractors. 

No  further  work  was  done  upon  the  river  until  1807. 

•By  act  of  Congress  approved  March  2,  1867,  a  survey  of  the  river 
was  ordered,  which  was  made  in  the  following  season,  and  which 
embraced  the  principal  bars  and  obstructions  between  Hartford  and 
Long  Island  Sound.  With  the  report  on  this  survey,  dated  January 
11, 1868,  and  printed  on  p.  754  et  seq.j  of  the  Annual  Report  of  the 
Chief  of  Engineers  for  1868,  was  presented  a  project  for  improving  this 
part  of  the  river.  It  proposed  dredging  at  Hartford,  Clay  Banks, 
Pratts  Ferry,  Glastonbury,  and  Pistol  Point,  to  make  channels  8  feet 
deep  at  low  water  and  100  feet  wide;  dredging  at  Saybrook  Bar  to 
make  a  channel  8 J  feet  deep  and  200  feet  wide;  piling  for  shore  pro- 
tection at  Hartford  and  Wethersfield,  and  the  removal  of  Chester 
Eock,  at  a  total  estimated  cost  of  $70,000.  An  estimate  of  $10,000 
for  annual  maintenance  was  submitted.  All  the  dredging  done  up  to 
1880  was  in  accordance  with  this  project,  extended  to  make  9  to  9  J  feet 
depth  instead  of  8  feet,  and  also  to  include  Press  Barn,  Dividend,  and 
IMousc  Island  bars.  The  piling  at  Hartford  was  built  in  1871,  and  the 
removal  of  Chester  Hock  was  begun  in  the  same  year,  but  abandoned 
by  the  contractor  soon  after  beginning. 

January  22,  1873-,  a  project  for  building  three  jetties  at  Saybrook 
and  for  dredging  was  approved  by  the  Secretary  of  War.  The  jetties 
were  to  be  of  a  double  row  of  piles,  20  feet  apart,  filled  with  stone  to  a 
height  of  8  feet  above  low  water.  The  dredging  was  to  be  9  feet  deep 
and  400  feet  wide. 

The  estimated  cost  was : 

Dredging $17,850 

Jetties 318,760 

Total ....* 336,610 

Before  work  on  the  jetties  was  begun  the  plan  of  construction  was 
modified  to  one  for  building  them  of  ripraj)  stone,  triangular  cross- 
sections  rising  to  a  level  of  highest  water ;  i.e.,  about  5  feet  above  mean 
low  water,  this  plan  being  much  more  economical  than  the  previous 
one. 

The  jetties  were  begun  in  1875  and  two  of  tbem  were  completed  in 
1881 .  The  third  has  not  been  built  and  may  not  be  needed.  The  west 
jetty  has  since  been  extended,  and  both  have  been  repaired  and 
strengthene(l. 
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The  river  and  harbor  acts  of  187G  and  1882  provided  that  $2,000  and 
$5,000  from  the  Connecticut  Eiver  appropriation  should  be  applied  to 
improving  Salmon  River,  a  small  tributary  on  the  east  side  of  the  Con- 
necticut  River,  about  32  miles  below  Hartford.  These  sums  were 
expended  in  making  a  channel  7  feet  deep  to  the  village  of  Moodus. 

In  1880  a  project  was  adopted  for  permanent  works  of  improvement 
at  six  of  the  worst  bars.  (See  Annual  Report  of  the  Chief  of  Engineers 
for  1880,  part  1,  p.  39G  et  seq,)  This  project  provided  for  riprap  wing 
dams,  mattresses,  shore  protection,  and  rectification  of  the  banks  at 
the  following  places,  viz. 


Locality. 


Ammmt. 


Hartford  Bar '  $33,464 

Clav  Banks  Bar 69, 116 

Pratts  Ferrv  or  Naiibnc  Bar 64, 735 

Press  Bam  Bar 41 ,  140 


Locality. 


,  Amoant. 


Glastonbury  Bar 1    $114.Q22 

Dividend  Bar '  7,110 

Total '      330,487 


with  dredging  to  make  and  maintain  a  permanent  channel.  The  proj- 
ect did  not  provide  for  extension  and  repair  of  the  Saybrook  jetties, 
nor  did  the  estimates  include  any  amount  for  annual  dredging  to  main- 
tain channels,  nor  for  dredging  between  the  jetties  at  Saybrook,  nor 
for  any  improvement  whatever  below  Middletown,  where  considerable 
dredging  has  been  required.  All  of  these  have  consumed  a  large  part 
of  the  appropriations  made  since.  • 

Under  this  project,  extended  to  include  other  necessary  dredging 
up  to  the  liill  of  1887,  a  training  wall  of  riprap  3,689  feet  long  had  been 
built  at  Hartford  Bar  (instead  of  the  proposed  wing  dam),  and  a  riprap 
^wing  dam  6,300  feet  long  had  been  built  at  Glastonbury  Bar,  both  to 
a  height  of  3  feet  above  low  water.  Part  of  the  Hartford  training  wall 
was  subsequently  built  to  4  feet  above  low  water;  the  west  jetty  at 
Saybrook  had  been  extended  to  the  16-foot  curve,  the  east  jetty  to  the 
12-foot  curve,  and  a  channel  130  feet  wide  and  12  feet  deep  had  been 
dredged  between  them,  besides  maintaining  the  required  depths  in 
this  part  of  the  river  by  annual  dredging,  at  a  cost  of  from  $5,000  to 
$10,000  each  year. 

In  1887  it  had  become  evident  that  the  proposed  plan  of  pennaneut 
improvement  would  not  materially  reduce  the  amount  of  dredging 
annually  required,  and  that  no  effectual  substitute  could  be  recom- 
mended which  would  not  be  very  expensive;  and  in  December,  1887,  a 
new  project  was  adopted,  under  which  future  operations  were  to  be 
confined  to  completing  the  jetties  at  the  mouth  of  the  river  to  a  height 
of  5  feet  above  high  water,  with  a  top  width  of  6  feet,  widening  the 
channel  between  the  two  jetties  to  400  feet,  with  a  depth  of  12  feet  at 
mean  low  water,  and  annual  dredging  to  maintain  the  channel  from 
Haitford  to  Long  Island  Sound,  at  an  estimated  cost  as  follows: 

For  completing  jetties $60, 000 

For  dredging  between  jetties 20, 000 

Total 80,000 

For  average  annual  jnaintenanco  of  channel  from  Hartford  to  Long  Island 

Sound - 10,000 

The  reasons  for  this  change  of  project  are  fully  given  in  a  letter 
printed  in  the  Annual  Report  of  the  Chief  of  Engineers  for  1888,  Part 
I,  pp.  536-538. 

In  1889  a  modification  of  this  project  was  adopted  which  provides 
for  raising  the  dike  at  Hartford  to  a  height  of  15  feet  above  low  water, 
at  an  estimated  cost  of  $50,000,  making  the  total  estimate  for  comple- 
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tioTi  «at  that  time  $130,000.  Tlie  reasons  for  this  modification  are  given 
in  detail  in  letters  to  the  Chief  of  Engineers  of  October  14  and  Octo- 
ber 24, 1889,  printed  in  the  Annual  Report  of  the  Chief  of  Engineers 
for  1890,  part  1,  pp.  G14,  615. 

Since  the  modification  of  the  project  for  dredging,  approved  by  the 
Chief  of  Engineers  December  22,  1887,  297,313  cubic  yards  of  material 
have  been  dredged  up  to  July  1,  1803,  from  the  several  bars  of  the 
river,  all  in  pursuance  of  that  part  of  the  project  relating  to  annual 
maintenance  of  channel  from  Hartford  to  Long  Island  Sound.  The 
amount  expended  on  this  work  during  this  time  was  about  $37,000. 

Up  to  July  1, 1893,  nothing  had  been  done  toward  raising  the  dike 
at  Hartford  or  toward  dredging  or  enlarging  jetties  at  Saybrook,  the 
available  funds  at  no  time  having  been  in  excess  of  what  was  required 
for  annual  maintenance  of  channels. 

Sketches  of  the  Connecticut  River  from  Hartford  to  Rocky  Hill  and 
of  Saybrook  Bar  at  the  river's  mouth  were  printed  in  the  Annual 
Report  of  the  Chief  of  Engineers  for  1885. 

OPERATIONS  DURING   THE   FISCAL   YEAR  ENDING  JUNE  30,  1894. 

At  the  beginning  of  the  fiscal  year  the  work  of  maintaining  the  river 
channels  by  annual  dredging  was  in  progress  under  an  open-market 
transaction  with  C.  C.  Goodrich,  at  the  rate  of  12  cents  per  cubic  yard, 
approved  by  the  Chief  of  En^eers,  July  18, 1892,  Work  was  con- 
tinued until  September  15, 1893,  when  it  was  suspended  for  the  winter; 
dredging  was  resumed  May  17, 1894,  after  the  spring  freshets  had  sub- 
sided, and  is  still  in  progress.  The  total  amount  dredged  during  the 
fiscal  year  ending  June  30, 1894*  is  68,147  cubic  yards,  divided  among 
the  several  bars  as  follows : 


Locality. 


Date. 


Cubic 
yards. 


ProssBarn  Bar July  1-a  1893 4,901 

Hartford  Bar Jul v  10-12, 1803 2.641 

Clay  Banks  Bar Julj- 13-20, 1893 6. 151 

Hartford  Bar July  21-25,1893 3,093 

Gla«tonburv  Bar July  26-Au|f.  1, 1893  ..  4,275 

Prc88  Barn'^Bar Aug.2-5,1893 3.579 

Pistol  Point  Bar '  Aug.  7-11, 1893 3,434 

Di\idcndBar I  Aug.  11-12, 1893 472 

Gla»tonbury  Bar '  Aug.  12-15, 1893 1,301 

Divideml  Bar '  Aug.  18-22, 1893 5,108 

Mouse  Island  Bar ;  Aug.  23-Sept.  9. 1893  ..  8,442 

Calves  Lsland  Bar Sept  12-1 «,  1893 972 

Glastonbury  Bar May  17-25, 18»4 3,990 

Clay  Banks  Bar !  May  26-29,1804 2,145 

Hartford  Bar •. May  31 -Juno  23, 1894  .|  13.128 

Dividend  Bar June  25-27, 1894 t  2.009 

Glastonbury  Bar  (in  progress) |  June  28-30, 1894 2, 326 

I i 

The  above  dredging  was  done  to  a  depth  of  9  feet  at  extreme  low 
water  (about  9J  feet  below  mean  low  water)  and  the  channels  were 
generally  made  50  to  75  feet  wide,  only  sufficient  for  the  immediate 
needs  of  navigation. 

PRESENT   CONDITIOX   OF  IMPROVEMENT. 

The  Hartford  Dike  and  Say  brook  jetties  are  in  good  condition,  though 
not  yet  completed. 

The  freshets  of  last  spring  were  of  less  height  and  of  shorter  dura- 
tion than  usual,  and  the  several  bars  in  the  first  20  miles  below  Hart- 
ford were  found  in  better  condition  than  is  generally  the  case  upon 
subsidence  of  the  freshets.    The  required  depth  has  been  made  upon 
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Tlio  Coimcctiout  Kiver  is  in  tho  colloctiou  district  of  Hartford.  By  courso  of  river 
tbo  distance  from  Holyoke,  Mass.,  to  Hartford,  Conn.,  is  about  34  iuilos,  ar.d  from 
Hartford  to  Long  Island  Sound  about  50  miles. 

There  is  a  light-bouso  on  Say  brook  Point,  on  tho  west  shore  of  the  river,  at  its  mouth, 
and  another  at  tho  end  of  tho  -west  jetty,  besides  which  there  are  three  small  beacon 
lights  in  the  lower  part  of  the  river,  which  are  maintained  by  the  United  States. 

Fort  Trumbull,  New  London  Harbor,  Conn.,  about  16  miles  oast  of  Saybrook  Point, 
is  tho  nearest  work  of  defense. 

Money  statement 

July  1,  1893,  balance  unexpended $16,  740. 03 

June  30,  1894,  amount  expended  during  fiscal  year 8, 933. 27 

July  1,  1894,  balance  unexpended 7, 806. 76 

July  1, 1894,  outstanding  liabilities $2,  987, 56 

July  1,  1894,  amount  covered  by  uncompleted  contracts 3, 157. 44 

6,145.00 

July  1,  1894,  balance  available 1,661.76 

{Amount  (estimated) rennirod  for  completion  of  existing  project 130, 000. 00 
Amountthatcanbeprontably  expended  in  fiscal  year  ending  Juno  30, 1896    90, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  of  sundry  civil  act  of  March  3,  1893. 


COMMERCIAL   STATISTICS   FOU   THE    CALENDAR   YEAR   1893. 

Arrivals  and  departures  of  resseh. 
[Draft,  7  to  12  feet;  tonnngo,  100  to  1,000  tons.] 


Kind  of  vessels. 


Number 
I  of rouDd 
I     trips. 


SteanierH 

Sailin;;  vessels  . 
Barges 


400 
!  200 

I  600 


Total . 


1,200 


Aggregate  tonnage  of  all  trips  not  ascertained. 

Freight  received  and  shipped  hy  water. 


Chief  articles. 


Tons. 


Coal 300,000 

Stone  . 


100,  000 
Misccllancou.s  (not  otherwise  included) 250,000 


Total I    050,000 


Estimated 
value. 


$1,120,000 

500. 000 

45, 000, 000 


46, 620, 000 


No  new  lines  of  transportation  have  been  established  since  July  1,  1893. 
During  1893  three  barges  were  built  and  two  barges  and  one  tugboat  repaired  in 
the  river. 

Tho  depression  in  business  has  been  such  as  to  stop  building  and  ruin  the  atone 
business  and  to  greatly  injure  coal  work  and  all  manufacturing  enterprises.  We  do 
not  own  all  barges,  steamers,  and  tugs,  but  so  large  a  proportion  that  wo  can  guarau- 
tee  the  above  to  be  a  close  and  reliable  estimate. 

C.  C.  Goodrich, 
General  Manager ^ 
Hartford  and  Ne\v  Yorh  Transportation  Company, 
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D  4. 

IMPROVEMENT    OF    HARBOR    OF    REFUGE    AT    DUCK    ISLAND    HARBOR, 

CONNECTICUT. 

Duck  Island  Harbor  is  a  bay  on  the  north  shore  bf  Long  Island 
Souud,betweeu  headlands  known  as  Menunketesuckand  Kelseys  points, 
respectively  on  the  east  and  west  sides  of  the  harbor.  It  is  about  7 
miles  west  of  the  nK)uth  of  the  Connecticut  Kiver,  and  midway  between 
the  harbors  of  Xew  Haven  and  New  London.  In  this  distance  of  46 
miles  there  is  no  secure  harbor  of  sulficient  size  and  depth  to  shelter 
any  considerable  part  of  the  general  commerce  of  the  sound.  Duck 
Island  Harbor  has  a  large  anchorage  area,  with  depths  of  16  feet  or 
more  at  low  tide  and  with  good  holding  bottom.  It  is  sheltered  from 
the  north  by  the  mainland,  partly  sheltered  from  the  east  by  Menun- 
ketesuck  Point,  and  slightly  sheltered  from  the  south  by  Duck  Island, 
an  island  about  900  feet  long  (north  and  south)  by  300  feet  wide,  situ- 
ated in  the  mouth  of  the  harbor,  rather  more  than  half  a  mile  west- 
southwest  from  Menunketesuck  Point. 

PROJECT  FOR   IMPROVEMENT. 

Under  act  of  Congress  of  August  2,  1882,  a  preliminary  examination 
of  this  harbor  was  made  by  Col.  J.  W.  Barlow,  Corps  of  Engineers,  the 
report  on  which  was  printed  in  the  Annual  Report  of  the  Chief  of  Engi- 
neers for  1884,  Part  I,  p.  684,  and  in  Senate  Ex.  Doc.  Ko.  50,  Forty- 
eighth  Congress,  first  session.  This  report  outlined  two  plans  for 
improving  the  security  of  the  harbor,  and  suggested  that  the  adoption 
of  a  project  be  deferred  for  further  consideration. 

The  act  of  Congress  approved  August  5, 1886,  provided  for  a ''  resur- 
vey  of  Duck  Island  Harbor  on  Long  Island  Sound,  including  plans, 
specifications,  and  estimates  of  cost  for  making  the  same  a  harbor  of 
refuge."  A  preliminary  examination,  together  with  the  recent  Coast 
Survey  charts,  afforded  all  the  information  necessary  without  a  detailed 
survey.  In  the  report  of  this  examination,  dated  November  12, 1886, 
and  printed  (with  map)  in  the  Annual  Keport  of  the  Chief  of  Engineers 
for  1887,  part  1,  p.  641,  the  required  plans,  etc.,  were  presented.  They 
contemplated  the  construction  of  3  riprap  breakwaters,  one  extend- 
ing westerly  from  Duck  Island,  one  northeasterly  from  the  island  toward 
Menunketesuck  Point,  and  the  third  southwesterly  from  Menunkete- 
suck Point.  These  would  shelter  an  area  of  about  115  acres,  with  16 
feet  depth  or  more  at  low  tide  in  case  of  southeast  storms,  with  a  larger 
area  for  storms  from  any  other  quarter.  The  harbor  would  have  a  broad 
western  entrance  with  17  feet  depth  and  an  eastern  entrance  between 
the  breakwaters  over  2o  feet  deep  and  about  750  feet  wide.  The  break- 
waters proposed  were  to  be  of  riprap,  10  feet  wide  on  top,  which  was 
to  be  10  feet  above  low- water  level  (about  6  feet  above  high  water),  with 
inside  slopes  of  1  upon  1,  and  outside  slopes  of  2  upon  3. 

The  estimated  cost  of  riprap  stone  was  as  follows: 

Breakwater,  westerly  from  Duck  Island,  3,000  feet  lonpf tons . .  181, 000 

Breakwater,  northeasterly  from  Duck  Island,  1,750  feet  long do. . .  70, 000 

Breakwater,  southwesterly  flrom   Menunketesuck  Point,  1,130  feet  long, 

tons 41,000 


Total,  301,000  tons  of  stono,  at  $1.40  per  ton $421, 

Contingencies,  10  per  cent 42, 


400 
140 


463,540 
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The  beginuiii^  of  work  under  this  project  was  approved  by  tbe  Sec- 
retary of  War,  September  27, 1S90,  after  the  first  appropriation  for  the 
harbor  had  been  made,  and  up  to  July  1,  1893,  31,549  tons  of  riprap 
had  been  delivered  and  placed  in  the  breakwater  extending  westerly 
from  Duck  Island,  building  1,240  linear  feet  of  Avork  to  a  height  of  about 
7^  feet  above  mean  low  water,  with  top  width  of  5  feet.  The  reduced 
cross  section  was  adopted  as  a  temporary  measure  to  secure  a  larger 
sheltered  area  at  once.  The  work  will  require  enlarging  to  make  it 
permanent. 

A  map  showing  location  and  other  details  of  this  work  was  printed 
in  the  Annual  Eeport  of  the  Chief  of  Engineers  for  1887,  p.  643. 

OPERATIONS   DURING   THE   FISCAL   YEAR   ENDING   JUNE   30,  1894. 

At  the  beginning  of  the  year  extension  of  the  west  breakwater  was 
in  progress  under  a  contract  with  S.  &  E.  S.  Belden,  for  delivering  and 
placing  about  34,000  tons  of  riprap  at  the  rate  of  $0.89  per  ton.  Work 
was  continued  until  November  21, 1893,  when  the  contract  was  com- 
pleted. During  the  fiscal  year  25,925  tons  of  riprap  were  placed  in  the 
breakwater  extending  it  420  linear  feet,  building  it  to  a  height  of  about 
8  feet  above  mean  low  wat^r,  with  5  feet  top  width,  and  slopes  of  1 
upon  1. 

The  total  amount  of  stone  delivered  under  this  contract  was  34,012 
tons,  and  the  total  length  of  breakwater  built  was  714  feet. 

The  entire  length  of  the  breakwater  is  1,660  feet;  it  contains  57,474 
tons  of  riprap. 

A  small  light  is  maintained  at  the  outer  end  of  the  breakwater. 

PRESENT   CONDITION   OE   IMPROVEMENT. 

The  present  length  of  the  breakwater  extending  westerly  from  Duck 
Island  is  1,660  feet,  being  rather  more  than  half  its  projected  length. 
The  first  1,000  feet  is  from  4  to  6  feet  above  mean  low  water,  having 
settled  from  its  original  height  of  7 J  feet;  the  last  660  feet  is  now  about 
8  feet  above  mean  low  water. 

No  work  has  been  done  on  either  of  the  other  projected  breakwaters. 

PROPOSED   OPERATIONS. 

Future  appropriations  will  be  applied  to  extending  and  enlarging 
tlie  westerly  breakwater,  and  to  building  the  other  breakwaters,  as 
provided  in  the  approved  project  for  this  work. 

Appropriations  for  harbor  of  refuge  at  Duck  Island  Harbor,  Con- 
necticut, have  been  made  as  follows: 


Application.  Date.        '  Amount 


Westerlv  breakwater  (916  feet) Sewt.  19, 1890  '      $25,000 

Westerly  breakwater  (714  feet) 1  July  13,1892         35,000 

Total I '        60,000 


Duck  Island  Harbor  is  in  the  collection  district  of  Hartford. 

The  nearest  ligbt-houso  is  at  Say  brook  Point,  at  the  mouth  of  the  Connecticut 
River,  about  8  miles  eastward.  There  is  a  light  vessel  on  Long  Sand  Shoal^  about 
5  miles  to  the  southeast. 

Fort  Trumbull,  New  London  Harbor,  21  miles  east,  is  the  nearest  work  of  defense. 
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Money  statement 

July  1,  1893,  balance  unexpended $32,865.18 

June  30,  1894,  amount  expended  during  fiscal  year 31, 224. 50 

July  1,  1894,  balance  unexpended 1, 640. 68 

July  1,  1894,  outstanding  1  iabilities 22. 00 

July  1,  1894,  balance  available 1,618.68 

{Amount  (estimated)  required  for  completion  of  existing  project 403, 540. 00 
Amount  that  can  bo  profitably  expended  in  fiscal  year  ending  J  uue  30, 1896  100,  000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 


Abstract  of  contract  for  improving  liarhor  of  refuge  at  Duck  Island  Harbor j  Connecticutf 
in  force  duHng  the  fiscal  year  ending  June  30,  1S04. 


ICnmo  ftnd  address  of  cox»- 
tractora. 


\.  &  E.  S.  Belden,  Hart- 
ford, Conn. 


Dat6  of  con- 
tract. 


Oct.  13, 1892 


Subject  of  contract. 


Delivery  of  riprap  and 
construction  of  break- 
water. 


Price  of 

riprap  per 

ton  clohv- 

ered  and 

placed. 

$0.89 


KemarkH. 


>  Contract  completed 
Nov.  21, 1893;  to- 

i  tal  number  of 
tons    delivered, 

I      34,012. 


rOMMEllCIAL   STATISTICS   FOU   THE    CALENDAR   YEAR   1893. 

Commercial  etatistics  have  been  asked  for,  but  up  to  date  of  tbis  rei)ort  bave  not 
been  received. 


D  5. 

IMPROVEMENT  OF  CLINTON  HARBOR,  CONNECTICUT. 

Clinton  Harbor  is  on  the  north  shore  of  Lon^  Island  Sound,  about 
10  miles  west  of  the  mouth  of  the  Connecticut  River.  It  consists  of 
an  o])en,  shallow  bay,  and  of  the  mouth  of  the  Ilammonasset  River,  a 
small  stream  which  flows  easterly  in  front  of  the  town  wharves,  and 
empties  into  the  bay.  For  three-quarters  of  a  mile  above  its  mouth 
the  river  is  separated  from  the  bay  by  a  narrow  strip  of  sand  and 
marsh.  About  1840  a  breach  was  made  throuii^h  this  strip  half  a  mile 
above  the  mouth  of  the  river,  which  diverted  a  considerable  part  of 
tlie  tidal  flow,  and  since  then  two  bars  have  formed,  one  just  inside  the 
river's  mouth  with  4.5  feet  depth  of  water,  and  one  out  in  the  bay  shortly 
before  reaching:  the  deep  water  ot  the  sound,  with  a  depth  of  4  feet. 
It  is  said  that  formerly  there  were  depths  of  from  8  to  12  feet  on  both 
these  bars,  and  that  shoaling  occurred  soon  after  the  breach  was  made. 


PROJECT    FOR   IMPROVEMENT. 

By  act  approved  March  3,  1881,  Congress  authorized  a  survey  of 
the  harbor,  which  was  made  the  same  year.  In  his  report  on  the  sur- 
vey, dated  January  17, 1882,  and  printed  in  the  Annual  Report  of  the 
Chief  of  Engineers  for  1882,  Part  I,  p.  630,  Colonel  Barlow,  Corps  of 
Engineers,  submitted  a  project  for  restoring  the  original  condition 
of  the  channel  by  closing  tlie  breach  and  by  subsequently  (should  the 
increased  tidal  current  not  produce  the  deepening  desired)  dredging 
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through  the  shoals  ta  make  a  channel  100  feet  wide  and  6  feet  deep  at 
mean  low  water.  The  cost  of  a  dike  to  close  the  breach  was  estimated 
at  $3,000,  and  the  cost  of  the  whole  project,  including  the  dredging, 
at  810,000.  This  project  was  adopted  in  1882,  after  the  first  appropria- 
tion lor  the  improvement  had  been  made. 

Up  to  July  1,  1893,  the  dike  had  been  built  and  repaired;  the  project 
had  been  modified  to  provide  for  a  channel  width  of  75  feet  instead  of 
100  feet,  and  this  width,  with  the  required  depth,  had  been  obtained. 
The  project  was  completed  in  May,  1893. 

A  sketch  of  Clinton  Harbor  was  printed  in  the  Annual  Report  of  the 
Chief  of  Engineers  for  1886,  p.  634. 

PRESENT   CONDITION   OF   IMPROVEMENT. 

The  channel  now  has  a  depth  of  6  feet  or  more  at  mean  low  water 
with  least  width  of  75  feet  up  to  the  wharves. 

The  dike  is  in  good  condition.  It  will  probably  need  slight  repairs 
within  a  few  years,  but  none  are  necessary  now. 

PROPOSED   OPERATIONS. 

The  dike  is  completed  as  designed,  and  the  dredged  channel,  now  75 
feet  wide,  as  provided  for  in  the  modified  project  of  1893,  is  sufficient 
for  the  commercial  needs  of  the  harbor ;  the  project  is  completed.  Slight 
repairs  to  the  dike  and  deepening  of  the  dredged  channel  may  possibly 
be  required  from  time  to  time  to  maintain  the  work. 

No  appropriation  is  required  for  the  ensuing  fiscal  year. 

Appropriations  for  improving  Clinton  Harbor,  Connecticut,  have  been 
made  as  follows: 


Application.  Date. 


Conatruotion  of  dike Aug.   2,1882 

Kepairs  of  dike  and  dredging Sept.  19, 1890 

Ih-edging lJulyl3,1892 

Total I 


Amount. 


$3,000 
3,500 
2,000 


8,500 


Clinton  Harbor  is  in  the  collection  district  of  Hartford.  The  nearest  light-house 
is  on  Faulkner  Island,  8  miles  southwest.  Fort  Hale,  New  Haven  Harbor,  22  miles 
west,  is  the  nearest  work  of  defense. 

Money  statement. 

July  1, 1893,  balance  unexpended $243.78 

June  30,  1894,  amount  expended  during  fiscal  year 243. 78 


COMMERCIAL  STATISTICS  FOR   THK   CALENDAR   YEAR  1893. 

ArrinaU  and  departures  of  vessels, 
[Draft,  4^  to  8  feet;  tonnage,  40  to  150  tons.] 


T,.  ,1    <..«—«!  Number      Number  of 

Kind  of  vesaelB.  !  ^^  vessels,  round  trips. 


Steamers 

Sailing  vessels. 
Barges 


5      Frequent. 
35  I  35 


Aggregate  tonnage  of  all  trips  not  ascertained. 

PNa  94 41 
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Freight  received  and  skipped  by  waten. 


Chief  articles.  j  Tons. 


Batimatod 
value. 


Receipts: 

Coal,  oysters,  fertiliser '    2,000  $15,750 

Shipmeots:  | 

wood,  raUroacI  ties,  ship  timber |    3,000  10,000 

Total , 5,000  25.750 


No  new  lines  of  transportation  have  been  established  since  July  1, 1893. 
The  above  figures  show  an  increase  in  tonnage  of  flight  over  those  reported  for 
last  year  of  345  tons. 


D6. 
IMPROVEMENT  OF  NEW  HAVEN  HARBOR,  CONNECTICUT. 

New  Haven  Harbor  is  a  bay  on  tbe  north  shore  of  Long  Island  Soaiid, 
extending  about  4  miles  inland,  and  from  1  to  2  miles  wide.  The  Mill 
and  Quinnipiac  rivers  empty  into  the  head  of  the  harbor;  they  are 
streams  of  no  commercial  importance,  except  for  tidal  navigation  at  or 
near  their  months. 

The  harbor  channel  is  from  400  feet  to  a  mile  wide,  with  mud  and 
sand  flats  on  either  side.  When  the  Government  began  work  in  this 
harbor  in  1867  the  available  low- water  depth  from  the  city  wharves  to 
Cranes  Bar,  about  one-third  way  down  the  harbor,  was  9  feet;  thence 
to  Fort  Hale,  which  is  about  half  way  down,  it  was  16  feet  or  over.  A 
short  distance  below  Fort  Hale  was  a  bar  of  very  soft  mud,  extending 
across  the  harbor,  with  13  feet  available  depth  at  mean  low  water. 

The  entrance  to  the  harbor  was  partially  obstructed  by  several 
sunken  rocks. 

PROJECTS  FOR  IMPROVEMENT. 

Several  plans  for  removal  of  certain  of  the  rocks  at  the  harbor 
entrance  have  been  proposed  and  undertaken,  but  not  completed.  The 
removal  of  the  harbor  light-house  to  Southwest  Ledge  and  the  comple- 
tion of  the  proposed  system  of  breakwaters  will  obviate  the  necessity 
of  further  work  upon  these  rocks. 

The  work  of  deepening  the  channel  in  this  harbor  has,  for  the  most 
part,  been  done  in  accordance  with  plans  presented  in  annual  or  special 
reports  to  the  Chief  of  Engineers,  the  projects  being  adopted  under  sub- 
sequent appropriations  and  not  based  upon  examinations  or  surveys 
ordered  by  Congress. 

In  a  letter  dated  January  20, 1871,  printed  as  House  Ex.  Doc,  No.  05, 
Forty-first  Congress,  third  session,  and  also  on  p.  771  of  the  Annual 
Eeport  of  the  Chief  of  Engineers  for  1871,  General  Warren,  U.  S.  Engi- 
neers, states  that  "  the  business  of  New  Haven  requires  that  there 
should  be  a  channel  dredged  200  feet  wide  and  to  a  depth  of  14  feet  at 
mean  low  water  up  to  the  wharves,"  and  that  this  is  "in  many  respects 
more  important  to  New  Haven  than  the  removal  of  the  rocks  at  the 
entrance  to  the  harbor."    It  was  estimated  to  cost  $64,815. 

March  3,  1871,  $40,000  was  appropriated  for  this  harbor,  and  it  was 
expended  in  the  same  year  in  making  a  channel  13  feet  deep,  200  feet  wide 
up  to  Long  Wharf,  350  feet  wide  at  the  bend  ^at  Long  Wharf,  and  100 
feet  wide  from  there  to  the  steamboat  w)  ^ 
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In  a  letter  of  December  23, 1871,  printed  in  House  Ex.  Doc,  l^o.  137, 
Forty-second  CongresR,  first  session,  Gen.  Warren  submitted  an  esti- 
mate of  $26,250  for  dredging  16  feet  deep  and  200  feet  wide  across  Fort 
Hale  Bar,  adding  that  there  was  some  doubt  as  to  the  permanence  of 
such  a  channel.  June  10,  1872,  $15,000  was  appropriated  for  the 
removal  of  rocks  and  $20,000  for  harbor  improvement.  The  former 
amount  was  expended  upon  Luddington  Eock;  the  .atter  with  part  of 
an  appropriation  of  $25,000,  made  March  3, 1873,  was  expended  in 
dredging  on  Fort  Hale  Bar,  and  at  the  close  of  the  season  of  1873  the 
channel  had  been  made  10  feet  deep  and  200  feet  wide  as  proposed.  It 
soon  filled  to  nearly  its  former  condition.  The  13-foot  channel  above 
Long  Wharf  was  widened  to  110  feet  in  the  same  year. 

In  the  Annual  Report  for  1873,  General  Warren  says: 

It  i8  thoufi^ht  that  no  improvement  here,  beyond  what  can  be  accomplished  with 
the  funds  now  available,  is  called  for  on  the  part  of  the  United  States^  and  no  fur- 
ther appropriation  is  asked  for. 

No  appropriation  for  this  harbor  was  made  in  1874,  and  none  was 
recommended  in  the  Annual  Keport  of  that  year. 

January  21, 1875,  the  House  of  Eepresentatives,  by  resolution,  asked 
'*  for  a  report  from  surveys  already  made  in  regard  to  the  exp^iency 
of  widening  and  deepening  the  main  channel  of  Kew  Haven  Harbor, 
Connecticut,  to  a  depth  not  exceeding  20  feet,  and  also  the  expediency 
and  estimate  of  cost  of  a  breakwater."  In  a  report  dated  January  27, 
1875,  Col.  Barlow,  U.  S.  Engineers,  then  in  charge,  submitted  the  fol- 
lowing estimates  in  reply  to  that  part  of  the  resolution  relating  to  the 
channel  (see  Annual  Report  of  the  Chief  of  Engineers  for  1875,  Part 
II,  p.  250): 

For  channel  400  feet  wide  and  20  feet  deep $416,490 

For  channel  400  feet  wide  and  18  feet  deep 276, 990 

For  channel  300  feet  wide  and  20  feet  deep 329,925 

For  channel  300  feet  wide  and  18  feet  deep 208,890 

Also*  February  8,  1875,  in  reply  to  request  from  the  Chief  of  Engi- 
neers, he  estimated  $10,000  as  the  cost  of  widening  to  200  feet  the  13- 
foot  channel  above  Long  Wharf  already  110  feet  wide. 

In  submitting  these  reports  the  Chief  of  Engineers  recommended 
the  latter  work  "as  being  of  immediate  importance,  and  whatever 
action  may  be  taken  npon  the  project  of  making  a  20-foot  channel  this 
at  least  should  be  done."  In  a  subsequent  report  on  the  same  matter, 
February  9, 1875,  Colonel  Barlow  presented  an  estimate  of  $35,000  for 
widening  the  channel  above  Long  Wharf  to  400  feet.  This  was  trans- 
mitted to  the  House  of  Representatives  by  the  Secretary  of  War,  Feb- 
ruary 13,.  1875,  with  favorable  indorsement  of  the  Chief  of  Engineers. 
The  latter  plan  was  carried  out  under  the  appropriation  of  $10,000 
made  March  3, 1875,  with  a  balance  of  about  $6,000  from  previous 
appropriations,  and  the  13-foot  channel  was  made  415  feet  wide  above 
Long  Wharf,  the  price  of  work  being  much  lower  than  had  been  esti- 
mated. 

Nothing  was  appropriated  for  this  harbor  in  187G  and  1877. 

In  the  Annual  Report  for  1877  Colonel  Barlow  refers  to  the  estimates 
submitted  in  his  letter  of  January  27, 1875,  and  recommends  that  the 
channel  below  Long  Wharf  be  made  400  feet  wide  and  16  feet  deep,  its 
then  dimensions  (200  feet  wide  and  13  feet  deep)  not  affording  *^  suffi- 
cient space  for  convenient  navigation.''  The  estimated  cost  was 
$40,000. 

In  1878,  under  the  appropriation  of  $25,000  made  June  14, 1878,  the 
channel  was  dredged  to  the  length  and  depth  proposed,  with  width  of 
300  feet 
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Ill  a  letter  of  February  4,  1879,  transmitting  map  of  harbor  exam- 
ination made  in  December,  1878  (letter  printed  in  the  Annual  Report  of 
the  Ohief  of  Engineers  for  1879,  Part  I,  p.  336),  Colonel  Barlow  recom- 
mends deepening  tlie  channel  above  Long  Wharf  and  widening  the 
cliannel  below  to  secure  400  feet  width,  with  16  feet  depth,  from  the 
steamboat  wharf  down  to  Fort  Hale;  also  dredging  a  channel  500  feet 
wide  and  16  feet  deep  through  Fort  Hale  Bar.  The  work  above  Fort 
Hale  was  estimated  to  cost,  $65,000 ;  that  below,  $35,000.  The  proposed 
depth  and  slightly  greater  width  above  Fort  Hale  was  obtained  by 
October,  1881,  under  three  successive  appropriations  of  $15,000  each, 
made  in  1879,  1880,  and  1881.  Nothing  had  been  done  on  Fort  Hale 
Bar. 

In  the  Annual  Report  for  1879  a  dike  at  Sandy  Point  (opposite  Fort 
Hale)  was  suggested  as  a  means  of  increasing  the  depth  on  Fort  Hale 
Bar,  but  on  account  of  its  expensiveness  was  not  recommended  to  be 
undertaken  until  dredging  had  been  tried  again. 

In  the  Annual  Report  for  1880  (Part  I,  p.  445),  Colonel  Barlow  renews 
his  recommendation  for  dredging  a  channel  through  Fort  Hale  Bar  500 
feet  wide  and  16  feet  deep. 

In  the  Annual  Report  for  1881  (Part  I,  p.  592),  after  current  observa- 
tions and  borings  had  been  made,  a  dike  from  Sandy  Point  is  recom- 
mended, the  length  to  be  determined  experimentally  as  construction 
progresses,  but  to  be  at  least  4,400  feet,  which  length  was  estimated  to 
cost  $60,000. 

Under  appropriation  of  $30,000,  made  August  2,  1882,  a  plan  for 
this  dike  was  submitted  and  referred  to  The  Board  of  Engineers,  by 
whom  it  was  slightly  modilied  and  approved  October  2,  1882. 

The  project  as  approved  consisted  of  a  dike  connected  with  Sandy 
Point  by  a  shore  arm  about  2,160  feet  long  and  extending  southward 
as  a  channel  arm  about  3,200  feet,  the  channel  arm  and  part  of  the 
shore  arm  to  be  built  of  creosoted  piling  in  double  rows,  filled  in  with 
stone.  In  1883  the  location  of  the  shore  arm  was  modified  upon  the 
request  of  oyster-growers  in  the  vicinity,  and  in  1886  the  method  of 
construction  was  changed  to  use  riprap  instead  of  creosoted  piling,  the 
latter  being  found  more  expensive  both  to  construct  and  to  keep  in 
repair. 

The  appropriations  of  1882, 1886,  and  nearly  all  of  1888  were  expended 
upon  the  dike,  building  the  shore  arm  and  more  than  half  of  the  chan- 
nel arm.  The  appropriation  of  1884  was  expended  in  dredging  under 
a  special  project  for  widening  the  channel  above  Long  Wharf  with 
depths  of  8  to  12  feet,  and  for  removing  j»art  of  the  old  piers  and  abut- 
ments at  Tomlinson's  Bridge,  which  bridge  was  at  that  time  being 
rebuilt. 

The  present  project  for  making  a  16-foot  channel  across  the  Fort 
Hale  Bar  includes  the  completion  of  the  dike  and  dredging  a  channel 
400  feet  wide  and  16  feet  deep  through  the  bar.  Revised  estimates  for 
completion,  made  in  1887  (see  Annual  Report  of  the  Chief  of  Engineers 
for  1887,  Part  I,  pp.  599  and  600),  placed  the  cost  of  completion  at  that 
time  at  $46,000  for  the  dike  and  $47,000  for  the  channel;  total,  $93,000. 
This  is  to  be  reduced  by  $45,000,  since  appropriated,  making  the  pres- 
ent estimate  for  completion  ^48,000. 

Up  to  July  1,  1893,  the  shore  arm  and  2,089  linear  feet  of  the  channel 
arm  of  the  dike  had  been  built.  N^o  dredging  had  been  done  on  Fort 
Hale  Bar  since  1873,  and  the  available  depth  there  was  about  13  feet 
at  mean  low  water;  above  Fort  Hale  Bar  the  channel  had  been  made 
16  feet  deep  at  mean  low  water  and  from  400  to  700  feet  wide. 
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OPERATIONS  DURING   THE   FISCAL    YEAR  ENDING   JUNE  30,  1894. 

Nothing  was  done. 

PRESENT   CONDITION   OF   IMPROVEMENT. 

The  available  depth  over  Fort  Hale  Bar  is  about  13  feet  at  mean  low 
water.  Above  the  bar  there  is  a  16-foot  chaunel  up  to  Tonilinson's 
bridge,  at  the  head  of  the  harbor,  with  from  400  to  700  feet  width. 

Of  the  Sandy  Point  Dike  the  shore  arm,  2,140  feet  long,  and  2,089 
leet  of  the  channel  arm  (including  an  ice  breaker  20  feet  long)  have 
been  built;  1,294  feet  of  the  inner  end  of  the  shore  arm  are  of  riprap; 
the  outer  part  of  the  shore  arm,  846  feet  long,  and  254  feet  of  the 
north  end  of  the  channel  arm,  are  built  of  two  rows  of  creosoted  piling, 
8  feet  apart  from  out  to  out,  and  filled  in  with  stone;  1,815  feet  of  the 
chaunel  arm  south  of  the  pile  work  are  built  of  riprap,  of  which  the 
north  273  feet  are  on  a  log  foundation ;  the  ice  breaker  at  the  north  end 
of  the  channel  arm  is  also  of  heavy  riprap  on  log  foundation.  Parts 
of  the  dike  have  settled  from  1  to  2  feet. 

PROPOSED   OPERATIONS. 

Future  appropriations  will  be  applied  to  dredging  the  channel  or  to 
extending  the  dike,  or  to  both.  The  estimated  cost  of  completing  these 
works  is  $48,000,  to  which  should  be  added  an  estimate  of  $5,000, 
annually  required  for  maintaining  the  channels  and  for  repairs  of  dike. 

Appropriations  for  the  improvement  of  New  Haven  Uarbor  have 
been  made  as  follows: 


Application. 


Date. 


Amount. 


Kemoval  of  Middle  Rock,  not  expended  until  1867 

Removal  of  rocks 

Dredging  (13  feet)  above  Fort  Hale 

Dredging  (16  feet)  Fort  Hale  Bar  and  removal  of  rocks. 

Dredging  (16  feet)  Fort  Hale  Bar 

Dredging  ( 13  feet)  above  Long  Wharf 

Dred;iing  (16  feet)  Long  Wharf  to  Fort  Hale 

Dredging  (16  feet)  above  Long  Wharl" 


Dredging  (16  feet)  Long  Wharf  to  Fort  Hale 

Sandy  Point  Dike 

Dred'ging  (18,  12,  and  8  feet)  above  Long  Wharf. . 

Sandy  Point  Dike 

Do 

Dredging 


"^'i 


^ug.  30,  1852 
July  11, 1870 
Mar.  3,1871 
June  10, 1872 
Mar.  3.1873 
Mar.  3,1875 
June  18, 1878 
Mar.  8,1879 
Juno  14. 1880 
Mar.  3,1881 
Aug.  2,1882 
July  5,1884 
Aug.  5,1886 
Aug.  11,  1888 
Sept.  19, 1890 
July  13, 1892 


$6.(V00 
15.000 
40.  0  >0 
35,000 
25.000 
10,000 
25,000 
15,000 
15,000 
15,000 
30.000 
10.000 
20,000 
15,000 
15,000 
15,000 


Total I j      306,000 


New  Haven,  the  port  of  entry  for  the  collection  district  of  New  Haven,  is  situated 
at  the  head  of  New  Haven  Harbor,  abont  3^  miles  from  Long  Island  Sound. 
There  is  a  light-house  on  Southwest  Ledge,  at  the  mouth  of  the  harbor. 
Fort  Hale,  2  miles  below  the  city,  commands  the  channel. 

Money  statement 

July  1, 1893,  balance  unexpended $270. 58 

June  30, 1894,  amount  expended  during  fiscal  year 91. 47 

July  1, 1894,  balance  unexpended 179. 11 

{Amount  (estimated)  required  for  completion  of  existing  project 48,  000. 00 
AmonntthatcanbeprofitablyexpendedinfiscalyenrendingJune30, 1896    48  000.00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 
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COMMERCIAL   STATISTICS  FOR  CALENDAR  YEAR   1893. 

Value  of  imports $339, 979. 00 

Value  of  exports $2,201,000.00 

Revenue  receipts $103, 938. 50 

Foreign  vessels  entered,  122 ;  cleared,  96 218 

Domestic  vessels  entered,  692 ;  cleared,  671 1, 363 

Tonnage  of  vessels  owned  at  this  port. 

Tons. 

Steamers 10,341 

Sailing  vessels 29, 369 

Barges 18,305 

Total 58,015 

Arrival  and  departure  of  vessels. 

[Draft,  6  to  20  feet;  tonnage,  100  to  2,500  tona.] 


Kind  of  vessels. 


Steamers  of  all  kinds  . . . 

Stalling  vessels 

Barges  in  tow,  scows,  etc 

Total 


Kumber  { Aggregate 
^f  umber. '  of  ronnd   tonnage  of 
I     trips.    I    all  trii>e. 


Coastwise, 


Articles. 


Coal  received  and  shipped , 

Iron  received , 

Lnmber  received,  90, 000, 000  feet 
Oysters  received  and  shipped  . . 
Miscellaneous  merchandise: 

Shipped 

Received 

Total 


Tons. 


850,000 
140,000 
140, 000 
80,000 

095,000 
900,000 


3, 105. 000 


Estimated 
value. 


$3, 400, 000 

4, 200.  000 

2, 750. 000 

750,000 

109, 450.  OOO 
122, 000,  ODD 


242,550,000 


The  above  figures  show  a  decrease  in  tonnage  of  freight  since  last  year's  report  of 
38,000  tons,  stated  to  be  due  to  the  prevailing  business  depression  of  1893. 
No  new  lines  of  transportation  have  been  established  since  July  1, 1893. 


D  7. 
CONSTRrCTION  OF  BREAKWATERS  AT  NEW  HAVEN,  CONNECTICUT. 

New  Haven  Harbor  is  the  only  natural  harbor  of  any  considerable 
area  and  depth  in  Long  Island  Sound  between  New  London  Harbor, 
45  miles  east,  and  Huntington  Bay,  32  miles  southwest.  At  this  point 
Long  Island  Sound  is  at  its  widest,  and  the  broad,  open  mouth  of  the 
harbor  left  the  anchorage  grounds  exposed  to  storms  from  a  southerly 
quarter,  so  that  vessels  driven  in  by  stress  of  weather  were  frequently 
obliged  to  cross  Fort  Hale  Bar,  going  from  2  to  4  miles  up  the  harbor, 
and  to  anchor  in  the  dredged  channel,  in  order  to  reach  secure  shelter. 


PROJECT. 


December  15, 1874,  the  harbor  commissioners  of  New  Haven  addressed 
a  memorial  to  the  members  of  Congress  from  Connecticut  asking  that 
measures  be  taken  "  to  procure  appropriations  by  Congress  for  deepen- 
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ing  the  main  ship  channel  of  the  harbor  to  20  feet  and  for  constructing 
a  breakwater  from  the  light-house  (then  on  Five-Mile  Point)  to  South- 
west Ledge." 

The  memorial,  i)rinted  in  House  Ex.  Doc.  No.  162,  Forty-third  Con- 
gress, second  session,  states  that  the  breakwater  contemplated  would 
add  greatly  to  the  value  of  the  harbor  as  a  harbor  of  refuge. 

January  21, 1875,  a  resolution  was  passed  by  the  House  of  Eepre- 
sentatives  asking  ''for  a  report  from  surveys  already  made  in  regard 
to  the  expediency  of  widening  and  deepening  the  main  channel  of 
!New  Haven  Harbor,  Connecticut,  to  a  depth  not  exceeding  20  feet,  and 
also  the  expediency  and  estimate  of  expense  of  a  breakwater  between 
the  eastern  shore  of  the  entrance  to  said  harbor  and  Southwest 
Ledge,  so  called,  or  such  part  of  said  distance  as  may  be  found  most 
expedient  or  necessary  for  the  protection  of  said  harbor."  In  reply  to 
this  resolution  a  report  was  made  by  Col.  J.  W.  Barlow,  Corps  of 
Engineers,  dated  January  27, 1875,  printed  in  House  Ex.  Doc.  above 
mentioned,  and  also  in  the  Annual  Report  of  the  Chief  of  Engineers 
for  1875,  Part  II,  p.  251,  suggesting  three  locations  for  a  breakwater,  viz : 

1.  That  indicated  in  the  resolution  and  terminating  at  Southwest 
Ledge. 

2.  A  line  running  nearly  east  and  west,  its  middle  point  resting  upon 
Adams  Fall  Eoek,  about  one-half  mile  north  of  Southwest  Ledge. 

3.  A  line  400  yards  farther  north,  running  nearly  west  from  Five-Mile 
Point. 

Estimates  of  cost,  ranging  from  $248,000  to  $405,330,  were  submit- 
ted, and  with  the  report  were  also  presented  letters  and  commercial 
statistics  bearing  upon  the  subject. 

The  question  of  a  westerly  breakwater  does  not  appear  to  have  been 
considered  at  that  time. 

This  report  is  referred  to  by  Colonel  Barlow  in  the  succeeding  Annual 
Reports  for  187C,  1877^  and  1878,  and  in  the  latter  year  additional  sta- 
tistics were  submitted,  but  no  action  was  taken  until  1879,  when  an 
appropriation  of  $30,000  was  made  for  the  <•  construction  of  a  break- 
water at  New  Haven,  Conn." 

In  August  of  the  same  year  an  examination  of  part  of  the  mouth  of 
the  harbor  was  made  and  a  map  transmitted  to  the  Chief  of  Engineers 
with  several  i^rojects  for  breakwaters,  which  were  referred  to  The  Board 
of  Engineers  for  report. 

The  report  of  the  Board,  dated  November  24, 1879,  and  printed  in  the 
Annual  Report  of  the  Chief  of  Engineers  for  1880,  Part  I,  pp.  449-452, 
recommended  a  breakwater  from  Southwest  Ledge  to  Quixes  Ledge, 
as  contemplated  in  the  resolution  of  the  House  of  Representatives  of 
January  21,  1875,  but  as  the  anchorage  ground  would  still  be  exposed 
to  southwesterly  gales  the  Board  stated  as  its  opinion  that  a  break- 
water extending  northwest  from  Luddington  Rock  would  be  necessary. 
Their  plan  provided  for  2  riprap  break w^aters,  12  feet  wide  on  top,  rising 
6  feet  above  high  water,  with  exterior  slopes  of  1  on  3,  and  interior 
slopes  of  2  on  3,  with  estimates  as  follows: 

Estimates  for  breakwater  from  Light-house  Ledge  to  Quixes  Ledge. 

Length  of  construction yards..  1,100 

Average  height  of  work leet. .  32 

Average  cross  section yards. .  299 

Cost  per  cubic  yard $2 

328,900  cubic  yards,  at  $2 $657,800 
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Eatitnates  for  breakwater  in  vicinity  of  Luddingtou  Hock, 

Length yards..  1,400 

Average  height feet . .  28 

Cross  seotiou square  yards. .  233]^ 

820,667  cubic  yards,  at  $2 $653,334 

Tliis  plan  locates  the  easterly  breakwater  so  as  to  lie  between  Light- 
House  Ledge  (or  Southwest  Ledge)  and  Quixes  Ledge,  and  the  west- 
erly one  to  extend  in  a  northwest  and  southeast  direction  overlying 
Luddingto]!  Rock.  The  report  of  the  Board  wa«  transmitted  to  the 
Secretary  of  War  by  the  Chief  of  Engineers  with  the  suggestion  that 
the  appropriation  ($30,000)  be  applied  toward  the  construction  of  the 
easterly  breakwater,  and  was  approved  by  him  January  31,  1880. 
Before  work  had  been  begun  the  details  of  cross  section  were  modified, 
with  the  approval  of  the  Chief  of  Engineers,  so  that  the  exterior  slope 
should  be  1  on  2  and  the  interior  1  on  1. 

The  first  load  of  stone  was  delivered  April  22,  1880,  beginning  the 
east  breakwater  at  the  end  resting  upon  Southwest  Ledge.  Under 
subsequent  approj)riations  it  was  extended  northeasterly  and  com- 
pleted to  and  across  Quixes  Ledge  on  February  22,  1890. 

The  river  and  harbor  act  of  1888  provided: 

And  the  Chief  of  Engineers  may,  if  deemed  necessary,  relocate  the  western  break- 
water, and  the  Secretary  of  War  is  authorized,  in  his  discretion,  to  expend  any 
portion  of  said  sum  in  its  commencement. 

An  examination  in  reference  to  this  matter  was  made  in  the  fall  of 
1888,  and  the  results  reported  to  the  Chief  of  Engineers  in  a  letter 
dated  January  26,  1889,  and  printed  in  the  Annual  Reportof  the  Chief 
of  I'ingineors  for  1889,  part  1,  p.  679.  In  the  annual  report  for  1889 
(see  Annual  Rei)ort  of  the  Chief  of  Engineers  for  1889,  Part  I,  p.  678) 
was  presented  a  modification  of  the  project  adapted  to  the  present  and 
prospective  requirements  of  commerce  of  Long  Island  Sound.  This 
modification  contemplated  the  relocation  of  the  westerly  breakwater 
by  changing  its  location  about  6,000  feet  to  the  south  westward  and  the 
construction  of  a  middle  breakwater,  commencing  at  a  point  1,000  feet 
K  540  E.  from  Luddington  Rock,  and  extending  south  64o  W.  5,000 
feet,  crossing  the  rock;  and  also  a  breakwater  about  1,200  feet  long,  to 
partly  close  the  space  between  Quixes  Ledge  and  the  east  shore. 

The  cross  section  of  these  breakwaters  was  intended  to  be  the  same 
as  the  one  from  Southwest  Ledge  to  Quixes  Ledge,  viz,  12  feet  wide  on 
top,  the  top  to  be  6  feet  above  mean  high  water,  with  outer  slope  of  1 
upon  2,  and  inner  slope  of  1  upon  1.  It  was  estimated  that  this  reloca- 
tion of  the  west<5rn  breakwater,  including  the  intermediate  break- 
water across  Luddington  Rock,  would  increase  the  cost  of  completion 
($941,135  in  1889)  by  about  $750,000,  and  the  construction  of  the 
breakwater  at  the  east  shore  would  add  about  $90,000  more. 

By  act  of  Congress  approved  September  19,  1890,  $120,000  was 
appropriated  for  "  constructing  breakwater  at  New  Haven,  Conn.,  in 
accordance  with  the  plans  submitted  by  the  Chief  of  Engineers  in 
Report  for  1889,  p.  678." 

The  estimated  cost  of  this  project  from  the  beginning  is  therefore 
($1,311,134  +  $750,000  +  $90,000)  $2,151,134,  of  which,  up  to  July  1, 
1893,  $610,000  have  been  appropriated,  and  the  estimated  cost  of  com- 
pletion of  the  project  is  $1,541,134. 

Up  to  July  1, 1893,  the  breakwater  easterly  from  Southwest  Ledge 
had  been  completed,  and  the  westerly  breakwater  across  Luddington 
Rock  had  been  made  2,911  feet  long,  with  reduced  cross  sections;  work 
was  in  progress. 
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A  sketch  of  New  Haven  Harbor,  showiug  tlie  locations  of  break- 
waters proposed  under  the  existing  projects  was  printed  in  the  Annaal 
Report  of  the  Chief  of  Engineers  for  1889,  p.  678. 

OPERATIONS  DURING   THE   FISCAL   YEAR   ENDING   JUNE  .SO,  1804. 

At  the  beginning  of  the  year,  extension  and  enlargement  of  the 
breakwater  southwesterly  from  Luddington  Rock  was  in  progress 
under  a  contract  with  John  Beattie,  dated  September  13, 1892.  Work 
was  continued  until  December  9,  1893,  when  the  contract  was  com- 
pleted. ^  During  the  fiscal  year  48,849  tons  of  riprap  granite  were 
delivered  and  inaced  in  the  breakwater,  which  was  extended  255  linear 
feet  and  enlarged  along  about  one-half  its  entire  length. 

Under  the  contract  110,028  tons  of  riprap  were  delivered,  of  which 
68,(il3  tons  were  used  in  extending  the  breakwater  950  feet  southwest- 
wttrdly,  and  41,415  tons  were  used  in  enlarging  work  built  under  the 
previous  contract. 

Since  the  completion  of  the  contract  lights  have  been  maintained 
on  the  breakwater  by  the  Engineer  Department. 

PRESENT   CONDITION    OF   WORK. 

The  east  breakwater  was  completed  February  22,  1890;  it  is  3,450 
feet  long,  extending  from  the  foundation  of  the  light-house  on  South- 
west Ledge  northwesterly  to  and  across  Quixes  Ledge,  terminating  in  a 
depth  of  16  feet  of  water  at  the  edge  of  the  east  entrance  cliamuT.  It 
contains  2{)3,777  tons  of  riprap,  .nnd  the  average  cost  (supervision,  etc., 
included)  has  been  $102.50  per  linear  foot.  Tlie  whole  work  is  in  good 
condition. 

The  breakwater  crossing  Luddington  Rock  is  now  3,106  feet  long, 
500  feet  of  which  lies  northeast  of  the  crest  of  the  rock  and  2,666  feet 
southwest.  It  has  all  been  built  to  cross  section  of  12  feet  top  width, 
the  top  being  6  feet  above  mean  high  water,  with  side  slopes  of  1 
upon  1.  As  the  work  settles  slight  repairs  will  be  needed;  the  outer 
slope  will  also  need  building  to  the  projected  grade  of  1  upon  2. 

The  southwest  end  of  the  breakwater  is  now  in  a  depth  of  22^  feet 
at  mean  low  water. 

The  Luddington  Rock  breakwater  contains  220,054  tons  of  riprap. 

PROPOSED   OPERATIONS. 

Future  appropriations  will  be  applied  to  completing  this  breakwater 
and  to  carrying  out  the  project  as  adopted. 
Appropriations  for  breakwaters  at  New  Haven  have  been  as  follows: 


AppncAtion.  Date.         Amount. 


Kft»terlv  break\rater !  Mar.    3,1879 

Do 'Juno  14, 1880 

Do Mar.    3,1881 

Do Aug.    2.1882 

Do Julv    5,1884 

Do I  Aug.    5,1886 

Completing  easterly  breakwater I  Aug.  11, 1888 

Middle  breakwater ,  Seui  19. 1890 

Do July  13,1892 
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Xew  Haven,  the  port  of  entry  for  the  collection  district  of  New  Haven,  j»  situated 
at  the  head  of  Naw  Haven  Harbor,  abont  4  miles  north  of  the  breakwaters. 

There  is  a  light-house  on  Southwest  Ledge,  the  west  terminus  of  the  cast  break- 
Avater. 

Fort  Hale,  2  miles  north  of  the  breakwater,  commands  the  harbor  channel. 

Money  statement, 

July  1,  1893,  balance  unexpended $87, 057. 18 

June  30,  1894,  amount  expended  during  fiscal  year 84, 326. 16 

July  1,  1894,  balance  unexpeuded 2, 731. 02 

July  1,  1894,  outstanding  liabilities ^         50.00 

July  1,  1894,  balance  available 2,681.02 

(  Amount  (estimated)  required  for  completion  of  existing  project 1, 541, 134. 00 

I  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June 

^      30.  1896 500,000.00 

Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
I     harbor  acts  of  1866  and  1867  and  of  sundxy  civil  act  of  March  3, 1893. 


Abstract  of  contract  for  construction  of  breakwater  at  Xew  Haven,  Conn.,  in  force  during 
the  fiscal  year  ending  June  SO,  1894, 


"anic  ami  address  of 
contractor. 


J«  lin    Beat  tie.   Loetcs 
Island,  Connecticut. 


Date  of  con- 
tract. 


Sept  13, 1892 


Sulijcct  of  contract. 


Price  of 
riprap 
I)er  ton. 


Delivering  riprap  granite  | 
and  extending  and  enlarg-  ; 
ing  breakwater;  amount  , 
required,  about  110,000  < 
tons.  I 


$1.09 


Remarks. 


Contract  completed 
December  9.  1893; 
amount  delivered, 
110,028  tons. 


COMMKRCIAL   STATISTICS   FOR   THE   CALENDAR   YEAR   1893- 

4 

Vesaela  passing  Neic  Haven  breakwater. 

]VIon-of-war 29 

Steamers  of  all  kinds 41,  250 

Steamships 2,230 

Ships,  barks,  ami  brigs 1,460 

Schooners  and  sloops 48^  190 

Barges  in  tow,  scows,  etc , 34, 200 

Total 127,359 

These  records  aru  not  complete,  a^s  many  vessels  pass  unobserved  in  night  or  in 
thick  weather. 
The  value  of  this  commerce  can  not  be  ascertained. 


D8. 

IMPROVING  MILFORD  HARBOR,  CONNECTICUT. 


This  harbor  is  on  the  north  shore  of  Long  Ishmd  Sound,  about  9 
miles  southwest  of  New  Haven,  Conn.  It  consists  of  a  broad,  open 
bay,  from  the  head  of  which  the  Wepauwog  River,  a  small  tidal  stream, 
extends  three-quarters  of  a  mile  north  to  the  Milford  wharves,  and 
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the  Indian  River,  another  small  inlet,  extends  northeasterly.  The 
mouth  of  the  latter  stream  is  partly  closed  by  a  dom  formerly  used  to 
create  power  for  a  tide  mill. 

The  orifjinal  depth  on  the  bar  just  outside  the  mouth  of  the  river  was 
less  than  2  feet  at  mean  low  water,  and  in  some  places  between  there 
and  the  upper  wharves  low  tide  left  the  channels  nearly  bare. 

The  mean  rise  of  tide  is  6.2  feet. 

PROJECTS  FOR   IMPROVEMENT. 

A  survey  of  breakwater  at  Milford,  Conn.,  was  ordered  by  Congress 
in  the  river  and  harbor  act  of  1872.  There  being  no  breakwater,  a  sur- 
vey of  the  harbor  was  made  for  a  breakwater,  and  in  his  report,  dated 
December  24, 1872  (printed  as  part  of  Ex.  Doc.  !N"o.  107,  Forty-second 
Congress,  third  session,  and  on  p.  1041  of  the  Annual  Report  of  the 
Chief  of  Engineers  for  1873),  General  Warren,  U.  S.  Engineers,  sub- 
mitted the  following  plan  of  improvement: 

1.  A  riprap  breakwater  from  Welclis  Point,  on  the  east  side  of  the  month  of 

the  harbor $67, 000 

2.  Protecting  the  bluffs  on  the  east  shore  from  erosion  by  means  of  small 

stone  jetties 5, 500 

3.  Dredging  4  feet  deep  and  100  feet  wide  across  the  bar  at  the  mouth  of 

the  river 6, 250 

4.  A  Jetty  on  the  east  side  of  the  channel  to  prevent  dredged  area  from  fil- 

ing, and  to  contino  the  action  of  the  tide 5,  000 

Soperintendence 1, 250 

Total ." 85,000 

In  1874  85,000  was  appropriated  for  this  harbor,  and  work  under  the 
above  project  was  begun^  building  the  small  jetties  to  protect  the  east 
shore.  Twelve  such  jetties  were  built,  100  to  130  feet  long,  and  rising 
to  9  feet  above  mean  low  water.  The  appropriation  of  1875  ($13,000) 
was  applied  to  the  repair  of  these  jetties,  to  construction  of  a  jetty 
from  the  east  shore  at  the  mouth  of  the  Indian  River  (Long  Jetty),  and 
to  dredging  across  the  bar. 

In  the  Annual  Report  for  1876  (Part  I,  p.  2251)  Colonel  Barlow, 
U.  S.  Engineers,  recommended  that  the  dredged  channel  be  carried  up 
to  Town  Wharf,  about  half  a  mile  further,  at  an  additional  estimated 
cost  of  $9,000. 

This  recommendation  was  renewed  in  1877,  and  was  included  in  the 
project  for  expenditure  for  the  appropriation  of  $10,000  made  in  1878. 
In  that  and  the  following  year  the  4-foot  channel  across  the  bar  was 
completed  to  100  feet  width,  as  originally  projected,  and  was  extended 
to  Town  Wliarf,  with  width  from  CO  to  75  feet,  and  Long  Jetty  was 
repaired;  also  under  same  appropriation,  in  1879  and  1880,  an  addi- 
tional jetty,  authorized  by  Department  letter  of  October  16, 1879,  was 
^built  on  the  west  side  of  the  channel,  extending  southward  from  Burns 
•'Point.  This  appropriation  completed  the  original  i)roject,  except  the 
breakwater;  suflBcient  money  for  beginning  that  had  not  been  appro- 
priated. 

June  14,  1880,  $5,000  was  appropriated,  and  in  accordance  with  a 
project  for  its  expenditure,  submitted  and  approved,  the  4-foot  harbor 
channel  was  extended  from  Town  Wharf  to  the  Straw  Works  Wharf, 
at  the  upper  end  of  the  harbor,  with  a  width  of  40  feet.  This  was  com- 
pleted before  the  appropriation  was  exhausted,  and — 

At  the  earnest  soHci  tat  ions  of  those  most  interested  in  tho  works  of  improvomont 
there  an  experimental  channel,  25  feet  wide  and  8  feet  deep,  was  cut  through  the 
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bar  at  the  entrance,  lying  within  and  on  the  west  aide  of  the  channel  already  made. 
This  is  now  of  j^reat  use  to  the  steam  vessels  employed  in  the  lish-oil  works  at  that 
place,  and  it  is  claimed  that  the  increase  of  shipping  in  the  harbor,  particularly  in 
the  oyster  business,  for  which  those  waters  seem  very  well  adapted,  will  soon  require 
an  8-foot  channel  of  fully  100  feet  width.  Such  a  channel  would  involve  the  removal 
of  about  45,000  cubic  yards  more  of  material,  principally  sand  and  gravel,  which 
at  ruling  prices  would  cost,  including  superintendence  and  incidental  expenses, 
about  $ll,(i00.  (Extract  from  Colonel  Barlow's  annual  report  for  1881;  see  Annual 
Report  of  the  Chief  of  Engineers  for  1881,  Part  I,  pp.  598  and  599.) 

Under  the  ap]>ropriation  of  $5,000  made  August  2,  1882,  the  project  • 
above  suggested  was  adopted,  and  the  8-foot  channel  was  widened  to 
05  feet  from  the  bay  up  to  Merwin's  Wharf,  with  100  feet  width  around 
the  bend  at  Burns  Point.     In  1889  this  channel  was  made  fully  100  feet 
wide,  and  some  needed  repairs  to  Long  Jetty  were  begun. 

By  act  of  Congress  appioved  March  3,  1881,  a  survey  for  a  break- 
water and  harbor  of  refuge  at  Milford  Harbor  was  authorized.  The  sur- 
vey was  made,  and  a  report,  with  estimates,  was  submitted  January 
20, 1882.  This  report  is  printed  in  the  Annual  Report  of  the  Chief  of 
Engineers  for  1882,  part  1,  p.  632. 

Under  date  of  Decembi  r  14,  1889,  Hon.  O.  H.  Piatt,  U.  S.  Senate, 
wrote  the  Chief  of  Engineers,  requesting  an  examination  of  Milford 
Harbor,  and  a  report  upon  dredging  the  channel  to  the  upper  wharves. 
Tliis  report  was  made  December  31,  1889.  In  compliance  with  a  reso- 
lution of  the  House  of  Representatives  of  January  18,  1890,  a  copy  of 
the  report  was  transmitted  to  the  House,  and  printed  as  House  Ex. 
Doc.  No.  139,  Fifty-first  Congress,  first  session;  also  in  the  Annual 
Report  of  the  Chief  of  Engineers  for  1890,  part  1,  p.  629. 

The  act  of  Congress  approved  September  19,  1890,  approi)nated 
$2,500  for  this  improvement.  This  amount  was  estimated  in  previous 
annual  reports  as  required  for  repairs  of  the  jetties;  and  with  the 
api)roval  of  the  Chief  of  Engineers  granite  was  purchased  in  open 
market  to  be  u-^ed  in  widening  the  base  of  Long  Jetty,  at  tlie  mouth  of 
the  Indian  River,  the  price  being  $2.50  per  gross  ton  delivered  and 
placed;  840  tons  of  stone  were  so  delivered,  and  the  entire  outer  side 
of  the  jetty  was  widened  and  the  most  exposed  part  of  the  inner  side. 

The  project  for  this  harbor  improvement  is  completed. 

Sketches  of  the  harbor  showing  location  of  improvements  were 
printed  with  the  Annual  Reports  of  the  Chief  of  Engineers  for  1884 
(p.  648)  and  for  1886  (p.  640). 

OPERATIONS  DIRINO   THE   FISCAL   YEAR   ENDINO  JUNE  30,  1894. 

During  the  severe  storm  of  August  24,  1893,  Long  Jetty  suffered 
severe  injury.  An  examination  showed  that  the  principal  break  was 
one  of  about  30  feet  long  and  from  3  to  5  feet  deep,  near  the  west  end 
of  the  jetty,  but  that  in  several  places  a  few  stones  had  been  washed 
off  from  the  top  of  the  work,  and  that,  if  neglected,  farther  injury 
w  ould  undoubtedly  result.  There  was  no  appropriation  for  this  har- 
bor, but  upon  reporting  the  facts  to  the  Chief  of  Engineers,  with  an 
estimate  of  8250,  as  the  cost  of  repairs  immediately  necessary,  that  sum 
was  allotted  from  the  appropriation  of  July  13, 1892,  for  preliminary 
examinations,  contingencies,  etc.  With  these  funds  the  repairs  neces- 
sary for  preservation  of  the  jetty  were  made  in  December  1893  ;  85  tons 
of  stone  were  furnished  and  placed  in  the  jetty  at  the  rate  of  $2.50  per 
ton,  and  10  tons  of  stoTie  which  had  been  thrown  down  by  the  storm 
were  replaced  at  $1.25  per  ton.  The  wall  was  built  up  to  full  dimen- 
sions where  the  i^rincipal  break  occurred,  and  for  200  feet  of  its  length 
it  was  repaired  and  strengthened. 
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At  request  of  interested  parties  a  plan  of  harbor  lines  was  ordered 
to  be  prepared,  and  an  allotment  of  $200  was  made  from  the  appro- 
priation for  *' Examination,  surveys,  and  contingencies  of  rivers  and. 
harbors,"  to  defray  the  expenses  of  making  the  necessary  survey  of 
shore  line  as  it  now  exists,  and  of  preparing  plans,  etc. 

The  survey  has  been  made,  the  preliminary  plans  have  been  prepared, 
and  the  views  of  interested  parties  publicly  invited,  and  are  now  under 
consideration. 

The  plan  for  harbor  lines  will  be  submitted  with  recommendation  as 
to  its  adoption  early  in  the  ensuing  year. 

PRESENT   CONDITION   OF   IMPROVEMENT. 

Long  Jetty,  as  now  repaired  and  enlarged,  has  dimensions  as  pro- 
vided in  the  project,  viz,  outer  slope  2  upon  3,  and  inner  slope  1  upon 
1,  except  for  about  300  feet  at  the  shore  end,  where  the  inner  slope  is 
steeper.  To  complete  the  work  sufficiently  to  make  it  secure  would 
cost  about  $1,500;  it  would  probably  be  more  economical  and  quite  as 
satisfactory  to  make  slight  repairs  from  time  to  time  as  they  may  be 
required.    The  other  jetties  are  in  fair  condition. 

The  channel  dredged  4  feet  deep  at  mean  low  water  from  the  mouth 
of  the  river  to  the  Straw  Works  Wharf,  with  width  of  60  feet  for  about 
two-thirds  its  length  and  40  feet  for  the  remaining  third,  has  shoaled 
somewhat  on  the  sides. 

The  channel  across  the  bar  at  the  mouth  of  the  river  is  8  feet  deep 
and  over  100  feet  wide;  it  is  now  being  widened  by  private  parties 
uiKler  authority  granted  by  the  Secretary  of  War. 

PROPOSED   OPERATIONS. 

The  project  is  completed,  and  nothing  further  is  contemplated  under 
it,  except  what  is  from  time  to  time  necessary  for  the  maintenance  of 
the  jetties  and  dredged  channels. 

No  appropriation  is  needed  for  the  ensuing  year. 

Appropriations  for  Milford  Harbor,  Connecticut,  have  been  made,  as 
follows: 


Application. 


Date. 


Amoant. 


Siirvoy June 

Jetties  on  cast  shore Jiiue 


Lonf^  Jetty  and  dredging  at  month  of  river j  Mar. 

Dreilffing  to  Town  Wharf i  June 

Drwlging  above  Town  Wharf  and  (8  feet)  below  Merwins  Wharf  on  bar Juno 


Survey  for  breakwater 

Dredgiug  8  f«^t  on  bar 

l)red icing  8  feet  on  bar  and  repairing  Long  Jetty 
Kepairing  jetties 


Tolal . 


Mar. 
Aug. 
Aug. 
Sept. 


10, 1872 
23, 1874 
3, 1875 
18, 1878 
14, 1880 
3,1881 
2,1882 
11, 1888 
19.  1890 


$1,500 
5.000 
13,000 
10,000 
5,000 
100 
5,000 
5,000 
2,500 


47,100 


Milford  Harbor  is  iu  the  collection  district  of  New  Haven;  it  is  abont  9  miles  west 
from  Fort  Hale,  New  Haven  Harbor. 
Tlie  nearest  light-house  is  on  Sfcratford  Point,  4  miles  to  the  westward. 


Digitized  by  VjOOQIC 


654    REPORT  OF  THE  CHIEF  OF  ENGINEERS,  U.  S.  ARMY. 

COMMEIICIAI.   STATISTICS    FOR   TIIK   CALENDAR   YEAR   1893. 

[Tlxrongh  courtesy  of  W.  M.  Merwin,  Milford.  Conn.] 

Arrivale  and  departures  of  veaavh. 

[Draffe,  3  to  10  feet;  tonnage,  10  to  200tona.] 


Kind  of  Tosaels. 


Steamers 

Sailing  vessels. 
Barges 


Total. 


Narober 

of  round 

trii>s. 


1,606 

80O 

25 


2,520 


Aggregate  tonnage  of  all  trips  not  ascertained. 

Freight  received  and  shipped  by  tvater. 


Chief  articles.  Tons. 


Estimated 
A'Blne. 


Receipts :                                                                                                                                   j  , 

Seed  oysters, 80,000  bushels 2,400;  f5G,QO0 

Coal 1  5.000  I  25.0tiO 

Total  receipts : ,  7,400  |  81.000 

Shipments :  ! 

Seed  oysters, 80,000  bushels 2,400  5G.000 

Total  shipments 2,400  ,  56,030 


No  new  Hues  of  trausportation  have  been  established  since  July  1, 1893. 

The  year  1893  was  not  a  fair  average  year  for  commerce  by  water,  on  account 
of  the  disastroas  storms  preventing  the  selling  of  seed  oysters,  and  on  account 
of  no  barrel  oysters  having  been  shipped,  as  they  were  too  small  for  market,  no 
oysters  liaving  been  set  in  the  harbor  during  1888  and  1889. 


D  g. 

IMPROVEMENT  OF  HOUSATONIC  RIVER.  CONNECTICUT. 

The  Housatoiiic  is  a  long,  shallow  river  running  vsoiithward  througli 
Massachusetts  and  Connecticut),  and  emptying  into  Long  Island  Sound 
just  east  of  Stratford  Point,  about  15  miles  southwest  from  New 
Haven.  At  Derby,  13  miles  above  its  mouth,  it  receives  the  discharge 
of  the  Naugatuck,  a  small,  rapid  river.  This  point,  which  lias  been 
regarded  as  the  head  of  navigation,  is  nearly  the  head  of  tide  water. 
About  a  mile  above  there  is  a  dam  across  the  Housatonic  liiver,  fur- 
nishing large  water  power.  For  at  least  5  miles  below  Derby  the 
water  is  always  fresh. 

The  original  depth  on  the  worst  bars  in  the  river  (6  in  number)  was 
from  3.5  to  4.5  feet  at  mean  low  water;  there  was  also  a  bar  across  the 
river's  mouth  with  about  4  feet  low-water  depth. 

PROJECTS  FOR  IMPROVEMENT. 

Ill  pursuance  of  a  resolution  of  the  House  of  Representatives  dated 
December  20,  1869,  authorizing  a  survey  of  the  Housatonic  River 
below  Derby,  which  resolution  was  referred  by  the  Secretary  of  War 
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to  the  Chief  of  Engineers  for  report  as  to  the  "necessity  for  the  sur- 
vey," an  examination  of  the  river  from  Derby  to  Long  Island  Sound 
was  made  by  Col.  D.  C.  Houston,  Corps  of  Engineers,  who  reported 
January  8, 1870,  and  recommended  a  detailed  survey  of  all  that  part  of 
the  river,  at  an  estimated  cost  of  $5,000.  This  report  was  printed  in 
House  Ex.  Doc  No.  62,  Forty-first  Congress,  second  session. 

By  act  of  Congress  approved  July  11, 1870,  a  survey  of  Housatonic 
Eiver  below  Derby,  Conn.,  was  directed,  and  an  allotment  of  $2,700  was 
made  for  a  survey  "sufficient  to  determine  the  prominent  obstructions  to 
navigation."  In  his  report  on  this  survey,  dated  January  23, 1871,  and 
printed  in  House  Ex.  Doc.  Ko.  96,  Forty-first  Congress,  third  session, 
and  also  in  the  Annual  Report  of  the  Chief  Engineers  for  1871,  p.  781, 
Gen.  €r,  K,  Warren,  Corps  of  Engineers,  submitted  the  following  esti- 
mates for  making  a  channel  7  feet  deep  at  mean  low  water,  to  be  20© 
feet  wide  over  the  bar  at  the  mouth  of  the  river  and  150  feet  wide  in  the 
river,  the  channel  at  the  river's  mouth  to  be  protected  on  the  east  side 
by  a  breakwater  Irom  Milford  Beach : 

Jetty  at  Sow  and  Pigs  Reef. $4,000 

BamoYing  Drews  Rock,  357  cubic  yards : 2, 000 

Dredging  inside  the  bar  at  the  mouth 18,486 

Dredginfi^on  the  bar  at  the  mouth 12,000 

Construction  of  breakwater  at  mouth 368, 475 

The  breakwater  was  to  be  built  of  riprap  up  to  1^  feet  above  mean 
low  water  and  of  dimension  stone  above;  it  was  to  be  C  feet  wide  on 
top,  rising  to  11  feet  above  low  water,  and  was  to  extend  to  the  6-foot 
curve,  at  an  estimated  length  of  4,200  feet. 

March  3, 1871,  the  first  appropriation  for  improvement  of  the  river 
was  made,  and  work  in  accordance  with  the  project  was  begun.  In  1872 
the  project  was  modified  to  admit  of  a  jetty  connecting  Drews  Rock  with 
the  west  bank  instead  of  removal  of  the  rock.  This  was  done  on  the 
ground  of  economy,  and  the  jetty  was  built  in  1872.  The  result  was  to 
form  a  bar  below  the  jetty,  which  required  such  frequent  dredging  that 
it  was  found  expeilient  to  remove  the  rock  as  originally  projected. 
This  was  done  in  1887-'88. 

Dredging  on  the  several  bars  in  the  river  had  been  donafrora  time  to 
time  betbre  1885,  but  no  work  had  been  done  upon  the  bar  at  the  mouth. 
The  importance  of  deepening  the  entrance  to  the  river,  then  about  4 
feet  deep,  was  not  overlooked,  but  it  was  believed  that  ajiredged  chan 
nel  would  have  little  or  no  permanency  unless  protected  by  a  break- 
water, and  appropriations  had  not  been  made  iu  sufficient  amount  to 
warrant  beginning  breakwater  construction  upon  the  estimates  sub- 
mitted in  1871.  In  1879  Major  Barlow  proposed  to  substitute  for  the 
originally  designed  breakwater  a  riprap  structure,  such  as  had  been 
built  in  other  parts  of  Long  Island  Sound,  and  in  order  to  make  the 
estimated  cost  as  low  as  possible  he  proposed  to  try  the  effect  of  such 
a  work  built  up  to  low- water  level  only,  and  about  G,000fQttt  long,  which 
he  estimated  to  cost  $12,000.  In  1882  this  estimate  was  raised  to 
$20,250.  In  1885  and  1886  certain  oyster-growers  who  wished  to  use 
the  material  of  this  bar  for  oyster-beds  offered  to  dredge  a  channel 
without  expense  to  the  United  States.  With  approval  of  the  Secretary 
of  War  this  was  done  under  contract,  and  in  two  years  52,888  cubic 
yards  of  sand,  gravel,  and  shells  were  dredged,  making  an  entrance 
channel  70  feet  wide  and  9  feet  deep.  The  first  severe  storm  which 
occurred  after  the  channel  was  dredged  filled  it  at  its  outer  end  and 
showed  practically  that  dredging  there  was  useless  unless  the  channel 
could  be  protected  by  a  sufficient  breakwater. 
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Therefore,  in  the  Annual  lieport  for  1887  (see  Annual  Report  of  the 
Chief  of  Engineers  for  1887,  Part  I,  p.  607),  Colonel  Houston,  U.  S.  Engi- 
neers, then  in  charge,  presented  revised  estimates  for  a  breakwater, 
modifying  the  originally  proposed  method  of  construction  to  one  for 
using  riprap  only,  experience  at  the  harbors  of  Long  Island  Sound 
having  shown  this  construction  to  be  as  durable  as  dimension  work 
and  more  economical. 

At  the  same  time  estimates  based  on  recent  surveys  for  dredging 
necessary  to  make  the  channel  7  feet  deep,  with  width  200  feet  at  the 
mouth  of  the  river  and  100  feet  above,  were  submitted.  The  latter 
width  was  adopted  in  1883,  because  up  to  that  time  the  originally  pro- 
posed width  of  150  feet  had  never  been  obtained. 

Following  are  the  estimates  for  breakwater  and  for  dredging  sub- 
mitted in  1887: 

For  a  breakwater  5,750  feet  long,  extending  from  Milford  Beach  3,250  feet 
in  a  course  about  Bouth-soul beast,  thence  parallel  with  and  500  feet  from 
the  channel  2,500  feet  fartber  to  the  12-foot  curve;  inside  the  bend  to  be 
built  up  to  3  feet  above  mean  low  water,  top  width  6  feet,  aide  slopes  1 
upon  1 ;  outside  the  bend  to  be  built  up  to  6  feet  above  high  water,  top 
width  12  feet,  outer  slope  1  on  2,  and  inner  slope  1  on  1 $175, 000 

For  dredging  at  the  mouth  of  the  river  and  at  6  bars  in  the  river,  146,000 
cubic  j'artTs,  at  16  ceute,  with  about  15  per  cent  added  for  contingent 
expenses 27, 000 

Total 202,000 

to  which  should  be  added  about  $4,000  annually  required  for  maintenance  of  chan- 
nels. 

January  27, 1888,  a  letter  further  explaining  the  reasons  for  the  new 
estimate  for  breakwater  was  submitted  to  the  Chief  of  Engineers,  and 
was  subsequently  printed  as  Senate  Ex.  Doc.  !N^o.  103,  Fiftieth  Congress, 
first  session,  and  also  in  the  Annual  Rei)ort  of  the  Chief  of  Engineers 
for  1888,  Part  I,  p.  554. 

Construction  of  the  breakwater  was  begun  July,  1889,  the  shore  end 
being  h)cated  on  Milford  Beach,  on  a  tract  of  land  deeded  to  the  United 
States  for  that  purpose  (Annual  Report  of  the  Chief  of  Engineers  for 
1889,  p.  690).  In  July,  1892,  after  the  breakwater  waft  sufficiently 
advanced  to  afford  some  protection,  a  channel  7  feet  deep  was  dredged 
through  the  outer  bar. 

At  the  bend  in  the  river  between  Stratford  and  the  sound,  where  the 
currents  had  formed  two  channels  in  the  river,  a  small  riprap  dike  was 
begun  in  1893  to  cut  off  the  westerly  one  of  these  channels. 

Up  to  July  1 ,  1892,  the  breakwater  at  the  mouth  of  the  river  had  been 
built  to  a  length  of  4,740  feet,  the  3,250  feet  nearest  the  shore  end  bein^ 
built  to  half  tide  level,  and  the  outer  1,490  feet  to  4  feet  above  high 
water,  with  top  width  of  5  feet.  The  available  depth  on  the  bars  in 
the  river  was  about  4J  feet,  and  on  the  outer  bar  from  5  to  6  feet,  in  a 
crooked  channel. 

Sketches  of  the  mouth  of  the  Housatonic  Eiver  were  printed  in  the 
Annual  Reports  of  the  Chief  of  Engineers  for  1886,  p.  642,  and  for 
1887,  p.  608;  and  a  sketch  of  the  whole  length  of  the  river  below 
Derby  in  the  report  for  1882. 

OPERATIONS   DXTRING  THE   FISCAL   YEAR    ENDING    JUNE   30,  1894^ 

At  the  beginning  of  the  year  three  contracts  for  work  upon  this  river 
were  in  force. 

Under  contract  with  Brown  &  Fleming,  for  extending  the  break- 
water, dated  October  4,  1892,  work  had  been  suspended  December  6, 


Digitized  by  VjOOQIC 


APPENDIX   D — REPORT   OF   LIEUT.  COL.  ROBERT. 


657 


1892;  it  was  resumed  August  26, 1893,  and  the  contract  was  completed 
December  20,  1893.  During  the  fiscal  year  5,482  tons  of  riprap  were 
placed  in  the  breakwater,  extending  it  285  feet.  The  total  amount  of 
riprap  delivered  under  this  contract  was  8,782  tons,  and  the  total 
length  of  work  built  was  453  feet.  Slight  repairs  were  also  made  to 
part  of  the  breakwater  about  500  feet  out  from  the  shore. 

Under  contract  with  the  W.  H.  Beard  Dredging  Company,  for  hire 
of  dredging  plant,  dated  May  26, 1893,  work  was  in  progress  at  the 
beginning  of  the  fiscal  year.  It  was  continued  until  August  9,  1893, 
when  the  contract  was  completed.  During  the  fiscal  year  the  dredge 
worked  one  hundred  and  eighty-four  and  one-twelfth  hours,  removing 
15,861  cubic  yards  of  material.  The  total  number  of  hours'  work  of  the 
dredging  plant  under  the  contract  was  two  hundred  and  thirty-five 
and  one-twelfth,  and  the  total  amount  of  material  removed  was  19,796 
cubic  yards,  being  an  average  cost  of  22  cents  per  yard.  A  channel  75 
feet  wide  and  9  feet  deep  was  dredged  through  the  bar  a  distance  of 
about  1,600  feet;  the  depth  was  made  greater  than  the  projected  depth, 
to  increase  the  chances  of  the  channel  keeping  open. 

Under  contract  with  D.  V.  Howell,  for  constructing  the  shore  end  of 
the  dike  at  the  bend  below  Stratford,  actual  construction  was  begun 
early  in  July,  1893,  and  the  contract  was  completed  September  20, 
1893.  Two  thousand  and  forty- five  tons  of  riprap  were  placed  in  the 
dike,  building  it  out  from  shore  a  distance  of  555  feet. 

PRESENT   CONDITION   OP  IMPROVEMENT. 

The  breakwater  is  now  5,025  feet  long  and  contains  42,419  tons  of 
riprap;  for  3,250  feet  nearest  the  shore  end  it  is  built  to  about  half- 
tide  level;  the  outer  1,775  feet,  are  built  up  to  4  feet  above  mean  high 
water,  with  top  width  of  5  feet. 

During  the  past  year  the  channels  over  the  bars  in  the  river  have 
changed  little;  their  available  depth  is  generally  from  4  to  5  feet  at 
low  water.  The  channel  on  the  outer  bar  is  reported  as  retaining  very 
nearly  the  full  depth  of  9  feet,  made  by  dredging  in  the  spring  of  1893. 

PROPOSED    OPERATIONS. 

Future  appropriations  should  be  applied  to  making  and  maintaining 
the  river  channel  and  to  completing  the  breakwater  and  dike. 

The  estimated  cost  of  completing  this  improvement  is  $112,000,  to 
which  should  be  added  about  |4,000  annually  required  for  maintenance 
of  dredged  channel  and  for  repairs. 

Appropriations  for  the  Housatonic  Eiver  have  been  made  as  follows: 


Application. 


Date.         Amount. 


Examination 

Survey 

S«vr  and  Pigs  Jetty,  dredging 

Drew  KockJetty,  dredging 

Dredging 

Do 

Do 

Do 

Do 

Do 

Removing  Drew  Rock  and  Jettv  in  1887 

Do 

Do 

Commencing  breakwater,  dredging 

Extending  breakwater,  dredging 

Extending  breakwater,  dike  and  dredging  . 


Total. 


Mar. 
July 
Mar. 
June 
Mar. 
June 
Mar. 
June 
June 
Mar. 
Aug. 
July 
Aug. 
Aug. 
ssept 
July 


2,1867 

11, 1870 

3, 1871 

10, 1872 

3, 1873 

23, 1874 

3. 1875 

18, 1878 

14. 1880 

3,1881 

2, 1882 

5,1884 

5,1886 

11,1888 

10, 1890 

13. 1802 


$42 

2,700 
15,000 
15,000 
10,000 
10,000 
5,000 
5,000 
2,000 
2,000 
2,00) 
2, 500 
5,000 
35,000 
35,000 
20,003 


166,242 


ENG  94 42 
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Tho  Honsatonic  River  is  the  boundary  between  the  collection  districts  of  New 
Haven  and  Fairfield.  The  nearest  work  of  defense  is  Fort  Hale,  New  Haven  Harbor, 
about  15  miles  east.  The  nearest  light-house  is  on  Stratford  Point,  at  the  mouth  of 
the  river. 

Money  statement 

July  1, 1893,  balance  unexpended $16,456.19 

Juno  30, 1894,  amount  expended  during  fiscal  year 15, 021. 19 

July  1,  1894,  balance  unexpended 1, 435. 00 

{Amount  (estimated)  required  for  completion  of  existing  project 113,  000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  yearending  June  30, 1896  100, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


Abstract  of  contracts  for  improving  Housatomc  Biver^  Connecticut^  in  force  during  the 
fiscal  year  ending  June  80,  1894, 


Name  and  addn^s) 
of  contractor. 


Brown  &  Fleming, 
New  York  City. 

Tho  W.  H.  IJeard 
Dredging  Co.,  New 
YorhCitv. 

David  V.  Howell, 
New  York  City. 


Date  of 
contract. 


Subject  of  contract. 


Oct  4, 1892  Delivery  of  riprap 
and  constrnctiou 
of  breakwater. 

May  26,1893  Hire  of  dredging 
plant. 

May  25, 1893  \  Delivery  of  riprap 
I      and  construction 
of  dike. 


Price. 


Kemarka. 


$1.12  per  ton  of 
riprap. 

$18.50  per  actual 
working  hour 
of  dredge. 

$1.27  per  ton  of 
riprap. 


Coniract  completed  Dec 
20,  1893.  Amount  de- 
livered, 8,782  tons. 

Contract  completed  Aug. 
0, 1893.  Total  number 
of  hours,  235^. 

Contract  completed  Sept. 
20,1893.  Amount  de- 
livered, 2,045  tons. 


Commercial  statiitics  for  calendar  year  1893, 

ABOVE   STRATFORD  TO   THE  HEAD   OF  NAVIGATION, 

Vessels  arriving  and  departing, 
[Draft,  4  to  8  feot;  tonnage,  50  to  450  tons.] 


Kind  of  vessels. 


Number    Aggregate 

of  round  j  tonnage  of 

trips,    j   all  trips. 


Steamers* 

Sailing  vessels 

EurgeH 

Total ' 


220 
200 
260 


34,000 
21. 275 
40,500 


95,  775 


Freight  received  and  shipped. 


Chief  articles. 

Tons. 

a5,000 
12,000 
42,(530 

Estimated 
value. 

Coal 

$325,000 

Iron                       ..            . 

168,000 

Miscellaneous  (lumber,  stone,  sand,  cement,  rubber,  copper,  etc.) 

1,560,900 

Total          

110,630 

2, 053, 90O 
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BELOW   STRATFORD. 

[Through  courtesy  of  Mr.  H.  J.  Lewia.  Stratfonl,  Cunn.] 

Arrivals  and  departures  of  vessels. 

[Draft,  2  to  7  feet;  tonnage,  3  to  100  tons.] 


Kind  of  vosscIb. 


Number  ,  Aggregate 
I     *"P"*      (estimated). 


Stenniers '  1,000  |  60,000 

Sailing  vessels :  10,020  .    73.000 

Darges 75  t  22,500 

Total 11.695  ,  155,500 

Freight  received  and  shipped  by  yvatcr. 


Chief  articles. 


Coal 

Oystera , 

Ovster  siiells 

Miscellaneoaa  (not  otherwise  included). 

Total .^ 


T««-      I  Estimated 
T^""-  value. 


.  I 


10,000  '  $50,000 

200  >  20.  UOO 

20,000  I  40.  UOO 

10,000  1  200,000 


40, 200     310, 000 


The  total  tonnago  of  river  freight  as  above  reported  is  159,830  tons  for  both  i>arts 
of  the  river,  being  42,495  tons  less  than  that  reported  for  1892.  The  decrease  is 
"wholly  due  to  the  i^revailing  business  depression. 

No  new  lines  of  transportatioa  have  been  established  since  July  1, 1893. 


D  lo, 

IMPROVEMENT  OF  BRIDGEPORT  HARBOR,  CONNECTICUT. 

This  harbor  extends  nearly  3  miles  inland  from  the  north  shore  of 
Long  Island  Sound,  its  width  of  about  1  mile  cit  the  mouth  decreasing 
to  200  feet  between  opposite  wharves  at  its  upper  end.  The  channel, 
even  in  the  widest  part  of  the  harbor,  is  comparatively  narrow. 

Before  the  first  work  by  the  United  States  was  done  at  this  harbor 
the  depth  over  the  bar^at  the  harbor's  mouth  was  about  5  feet  at  low 
water,  equivalent  to  11.5  at  high  water,  and  the  low  water  depth  above 
the  bridges  was  from  2  to  7  feet. 

PROJECTS  FOR   IMPROVEMENT. 

In  1833  a  petition  of  the  citizens  of  Bridgeport  was  presented  to 
Congress  asking  an  appropriation  of  $10,000  to  improve  the  harbor. 
This  was  granted  in  1836,  and  the  agent  in  charge  was  instructed  by 
the  Engineer  Department  to  dredge  a  channel  8  feet  deep,  making  it 
200  feet  wide  through  the  outer  bar  and  100  feet  wide  through  the 
inner  bar,  or  so  much  as  the  appropriation  would  admit  of.  The  work 
was  done  by  contract  in  1837.  The  rate  was  high  (understood  to  be 
72.8  cents  per  cubic  yard),  and  the  funds  were  exhausted  when  the 
channel  through  the  outer  bar  had  been  made  CO  feet  wide. 

In  1838,  Captain  Swift,  U.  S.  Engineers,  reported  that  the  channel 
had  been  sounded  and  was  found  to  be  12  feet  deep,  or  4  feet  deeper 
than  when  left  by  the  dredger. 
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Nothing  further  was  done  until  1852,  when  a  second  appropriation 
of  $10,000  was  made. 

Captain  Button,  U.  S.  Engineers,  found  that  the  channel  on  the  outer 
bar  was  then  6  feet  deep  and  90  feet  wide,  and  on  the  inner  bar  but  5  feet 
.deep,  and  he  submitted  a  project  for  dredging  through  both  bars  to  a 
depth  of  8  feet  and  a  width  of  200  feet,  at  a  total  estimated  cost  of 
$32,000.  This  project  was  approved  by  the  Secretary  of  War  February 
5, 1853,  and  with  the  $10,000  then  available  channels  8  to  13  feet  deep 
w  ere  dredged  100  feet  wide  through  the  inner  bar  and  60  feet  wide 
through  the  outer  bar. 

By  act  of  Congress  approved  June  23,  1866,  a  survey  of  the  harbor 
was  ordered,  which  was  made  in  that  year.  The  object  of  the  survey 
was  to  ascertain  "  the  present  state  of  the  harbor,  and  the  character 
and  extent  of  the  encroachments  upon  it  by  the  action  of  the  tides," 
it  being  feared  that  Long  Beach,  on  the  east  side  of  the  harbor's  mouth, 
was  making  northwestward  by  reason  of  sand  drifting  along  the  shore 
in  such  a  way  as  to  contract  and  ultimately  fill  up  the  channel  above 
the  inner  bar.  Col.  D.  C.  Houston,  U.  S.  Engineers,  then  in  charge,  in 
his  report  on  the  survey,  dated  January  12,  1867,  stated  that  it  had 
been  proposed  to  construct  a  breakwater  extending  out  from  Long 
Beach  to  arrest  the  sand ;  but  the  danger  feared  did  not  seem  imminent, 
and  he  recommended  a  series  of  observations  for  the  purpose  of  ascer- 
taining the  nature  and  amount  of  changes  taking  place. 

In  1867  a  survey  of  the  shore  line  of  Long  Beach  iTas  made. 

In  1868  the  officer  in  charge  was  directed  by  the  Chief  of  Engineers 
to  make  **such  resurvey  of  Bridgeport  Harbor,  Connecticut,  as  maybe 
found  necessary  to  ascertain  what  changes  have  occurred  since  the  sur- 
vey of  1866."  In  the  report  on  this  survey  it  was  stated  that  the  chan- 
nel remained  the  same,  and  that  no  appropriation  was  needed  until 
'Hhe  channel  is  found  inadequate  to  the  necessities  of  commerce,  and 
then  dredging  must  be  resorted  to.'' 

In  1870  a  petition  of  citizens  of  Bridgeport  was  presented  to  Con- 
gress asking  that  an  appropriation  "  be  made  to  remove  said  sand  bar 
(the  outer  bar)  and  to  widen  and  deepen  said  channel  and  harbor,  ia 
order  that  vessels  drawing  12  feet  of  water  may  be  enabled  to  enter 
without  being  grouTided  and  without  the  aid  of  lighters,"  and  a  survey 
or  examination  of  the  harbor  was  ordered. 

The  work  was  then  in  charge  of  General  Warren,  U.  S.  Engineers. 
He  made  an  examination  of  the  harbor,  and  found  it  unnecessary  to 
make  further  surveys.  In  his  report,  dated  January  12, 1871,  General 
Warren  submitted  a  project  for  dredging  a  channel  100  feet  wide  and 

12  feet  deep  at  extreme  low  water  (or  14  feet  deep  at  mean  low  water), 
and  for  building  a  pier  3,000  feet  long,  extending  out  from  Long  Beach, 
to  be  partly  of  riprap,  partly  of  dolphins.  The  estimated  cost  of  the 
project  was  $124,000.  After  an  appropriation  of  $20,000  was  made,  in 
1871,  work  under  this  project  was  begun,  dredging  to  depths  of  12  and 

13  feet  at  mean  low  water,  and  substituting  a  riprap  jetty  for  riprap 
and  dolphins.  The  jetty  was  completed,  as  far  as  deemed  necessarv, 
in  1873. 

In  1875  the  dimensions  of  the  projected  channel  were  modified  so  as 
to  make  it  12  feet  deep  at  mean  low  water  and  from  200  to  300  feet 
wide.    This  was  accomplished  in  1882. 

Iti  1878,  in  compliance  with  the  terms  of  the  appropriation  act  of 
that  year,  a  channel  100  feet  wide  and  9  feet  deep, was  dredged  from 
the  lower  bridge  to  the  horse  railroad  bridge,  a  distance  of  about  3,000 
feet. 

After  the  appropriation  of  1882  a  project  for  widening  to  600  feet 
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the  channel  between  the  Inner  Beacon  and  the  Naugatuck  Eailroad 
Wharf  was  adopted,  to  prevent  overcrowding  the  main  channel  by  ves- 
sels entering  to  seek  refuge  during  storms.  The  estimated  cost  was 
$60,000.  This  is  nearly  completed,  a  small  area  near  the  Inner  Beacon 
remaining  to  be  dredged. 

In  November,  1887,  a  petition  was  sent  to  the  Secretary  of  War, 
signed  by  the  mayor  and  other  citizens  of  Bridgeport,  asking  that 
$10,000  be  appropriated  for  a  channel  8J  to  9  feet  deep  and  100  feet 
wide  above  the  horse  railroad  bridge.  This  petition,  with  indorse- 
ments and  reports  estimating  $18,000  as  the  cost  of  such  work,  is 
printed  in  the  Annual  Iteport  of  the  Chief  of  Engineers  for  1889,  Part 
I,  pp.  697-699. 

The  appropriation  act  of  1888  authorized  this  work,  and  the  project 
was  therefore  extended  to  include  it. 

March  8,  1889,  a  petition  was  addressed  to  the  Secretary  of  War  by 
the  mayor  and  other  citizens  of  Bridgeport,  representing  the  necessity 
of  a  breakwater  within  the  harbor  of  Bridgeport.  This  petition,  with 
indorsements,  is  printed  in  the  Annual  Keport  of  the  Chief  of  Engi- 
neers for  1889,  Part  I,  pp.  700-702.  The  indorsements  estimate  the  cost 
of  a  breakwater  from  the  Tongue  to  the  Inner  Beacon  at  about  $30,000, 
and  authorize  the  extension  of  the  project  to  include  this  work. 

The  project  for  improving  this  harbor,  as  thus  extended,  consists — 

1.  In  dredging  to  make  and  maintain  a  channel  12  feet  deep  at  mean 
low  water,  and  300  feet  wide,  or  more,  from  Long  Island  Sound  to  the 
lower  bridge,  nearly  completed.    Estimated  cost  to  complete,  $17,000. 

2.  In  dredging  to  make  and  maintain  a  channel  9  feet  deep  and  100 
feet  wide  from  the  lower  bridge  to  the  head  of  the  harbor,  partly  com- 
pleted.    Estimated  cost  to  complete,  $3,000. 

3.  In  building  a  breakwater  from  the  Tongue  to  the  Inner  Beacon, 
partly  finished.  Estimated  to  cost  $30,000,  of  which  $15,000  have 
been  appropriated. 

It  is  probable  that  ultimately  an  extension  of  the  east  breakwater 
will  be  required,  in  order  to  prevent  the  shoaling  of  the  outer  bar. 

Up  to  July  1, 1892,  a  breakwater  had  been  built  at  Long  Beach  on 
the  east  side  of  the  harbor  entrance;  the  channel  from  Long  Island 
Sound  to  the  lower  bridge  had  been  dredged  12  feet  deep  and  300  feet 
wide  or  over,  it  being  770  feet  wide  between  the  Inner  Beacon  and  the 
ISaugatuck  Railroad  Wharf.  Above  the  lower  bridge  the  channel  had 
been  made  9  feet  deep  at  mean  low  water,  with  width  of  100  feet  to  the 
horse-railroad  bridge;  thence  for  a  distance  of  about  2,600  feet  (to 
within  25  feet  of  the  upper  landing  in  the  harbor),  with  width  from 
90  to  60  feet.  The  breakwater  from  the  Tongue  to  the  Inner  Beacon 
had  been  built  to  its  full  length,  1,165  feet,  with  a  top  width  of  5  feet 
at  3  feet  above  high  water,  a  cross  section  adopted  in  order  to  cover  the 
whole  distance  at  once,  and  thus  prevent  scouring  on  line  of  work. 

Harbor  lines  for  this  harbor  were  established  by  the  Secretary  of  War 
July  1, 1893. 

OPERATIONS   DUBINa  THE  FISCAL   YEAR  ENDING  JUNE  30,   1894. 

Nothing  was  done.     . 

PRESENT   CONDITION  OF  IMPROVEMENT. 

The  12-foot  channel  is  75  feet  wide  on  the  outer  bar,  but  for  200  feet 
width  there  is  a  depth  of  11  feet  or  over;  thence  across  the  inner  bar 
and  up  to  the  Inner  Beacon  the  12-foot  channel  is  about  300  feet  wide; 
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thence  up  to  the  Naiigatuck  Railroad  Wharf  it  is  770  feet  wide;  from 
that  wharf  to  the  lower  bridge  it  has  shoaled  so  that  the  present  depth 
is  from  10  to  11  feet. 

The  channel  from  the  lower  bridge  to  the  horse-railroad  bridge, 
dredged  9  feet  deep  and  100  feet  wide  in  1878,  retains  nearly  that  depth 
and  width ;  the  9-foot  channel  above  the  horse-railroad  bridge  is  from 
60  to  90  feet  wide,  and  about  2,600  feet  long,  extending  to  within  25 
feet  of  the  upper  landing. 

The  breakwater  at  Long  Beach  has  settled  since  it  was  bnilt  in 
1871-1873;  it  still  serves  the  pnri)ose  for  which  it  was  designed,  and  no 
re])airs  are  now  needed. 

The  project  of  1882  for  making  600  feet  width  of  channel  between 
the  Inner  Beacon  and  the  Naugatack  Railroad  Wharf  was  reported 
completed  in  1887.  A  greater  width  (770  feet)  was  obtained  in  1893, 
Tlie  Inner  Beacon  has  since  been  rebuilt,  and  its  location  slightly 
changed,  which  makes  it  desirable  to  cut  off  a  short  point  outside  the 
new  position  of  that  beacon.    This  was  partly  done  in  1888. 

The  breakwater  from  the  Tongue  to  the  Inner  Beacon  has  been  built 
to  full  length,  but  not  to  the  cross  section  necessary  for  i)ermanenee. 

PROPOSED    OPERATIONS. 

With  future  appropriations  it  is  proposed  to  dredge  to  maintain  the 
existing  channels,  to  widen  the  channel  above  the  Naugatuck  Railroad 
Wharf  eastward  to  the  harbor  line  (about  200  feet),  and  to  complete 
the  channel  above  the  bridges;  also  to  complete  the  breakwater  from 
the  Tongue  to  the  Inner  Beacon  by  enlarging  it  to  its  projected  cross 
section,  if  necessary.  The  estimated  cost  of  the  above  work,  not 
including  what  may  be  required  for  maintenance  of  channel,  is,  as  here- 
tofore reported,  $35,000.  The  project  could  be  completed  to  advantage 
in  a  single  year  and  at  the  estimated  cost. 

The  annual  cost  of  maintaining  the  dredged  channels  in  this  harbor 
is  estimated  at  $3,000. 

Appropriations  for  the  improvement  of  Bridgeport  Harbor  have  been 
made  as  follows: 


Application. 


July  4,1836 
Aug.  30, 1852 
Jane  23, 1866 
Joly  11, 1870 
Mar.  3,1871 
June  10, 1872 
Mar.  3,1873 
June  23, 1874 
Mar.  3,1875 
Aug.  14, 1876 
June  18, 1878 
Mar.    3,1879 

__ Juiiel4.1880 

Dredging  above  Inner  IV(*acon  (12  feet) !  M.tr.    3, 1881 

Dredsinc  between  Inner  Beacon  and  railroad  wharf  (12  feet) I  A n^.  2, 1882 

*^-  '  July    6.1884 

Aug.  5,1886 
Aug.  11,1888 
Sent  19, 1890 
July  13. 1892 


Dredging  outer  bar 

Dredging  outer  and  inner  bars 

Survey 

bo 

Dredging  and  521  feet  of  breakwater 

Dredging  and  859  feet  of  break  water 

Dredging  inner  bar  and  unper  harbor 

Dredging  bridge  to  Long  Island  Sound  (9  feet) 

Dredging  bridge  to  Long  Island  Sound  (12  feet) 

Dredging  upper  harbor  (I)  feet) 

Dredging  above  bridge  and  out<'r  bar  (9  and  12  feet) 
Dredging  bridge  to  Long  Island  Sound  (12  feet) 

Do 


Dat«. 


Do. 
Do. 


Dredging  above  horse- railroad  bridge  (9  feet) 

Dredging  and  breakwater  at  Tongue 

Dredging  between  Inner  Beacon  and  Naugatuck  Wbarf . 


Total  . 


Amount. 


410, 000. 00 
H),  000. 00 

1,985.38 
500.00 
20.000.00 
40. 000. 00 
30, 000. 00 
20. 000. 00 
15. 000. 00 
10. 000.  00 
10, 000. 00 
10, 000. 00 
10.  000.  00 
10,  000. 00 
10, 000.  kiO 

5,000.00 
20,000.00 
10, 000. 00 
20. 000. 00 
20,000.00 


282,485.38 
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Bridgeport,  the  port  of  entry  for  the  collection  diatrict  of  Fairfield,  is  situated 
about  2  miles  from  Long  Island  Sound,  at  the  head  of  Bridgeport  Harbor. 
There  is  a  li^bt-house  at  the  entrance  to  the  harbor. 
Fort  Hale,  New  Haven  Harbor,  the  nearest  work  of  defense,  is  18  miles  cast. 

Money  statement 

Jnly  1,  1893,  balance  unexpended $1,188.37 

June  30,  1894,  amount  expended  during  fiscal  year 843. 97 

July  1,  1894,  balance  unexx^ended 344. 40 

f  Amount  (estimated)  required  for  completion  of  existing  project 35, 000. 00 
Amount  that  can  bo  profitably  expended  in  fiscal  year  ending  June  30, 1896    35, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1898. 


COMMERCIAL  STATISTICS  FOR   CALENDAR  YEAR   1893. 

Arrivals  and  departures  of  vessels, 
[Draft,  6  to  18  fcot ;  toonage,  50  to  1,250  tons.] 


Kind  of  vessels. 

Nnmber 

of  round 

trips. 

Aggregate 

tonnagi*  of 

all  trips. 

Steamers 

7,635 
2,913 
5,601 

Sallin  g  vessels 

Barccs. ..  ............. 

Total 

10, 149 

1,229,533 

Cargoes, 

Tons. 

Estimated 
value. 

Keceipts 

610, 23.3 
272,560 

$28, 446. 667 
27,752,667 

Shipments - --  -   

Total 

882,703 

56, 199, 334 

Nmpberof  vessels  repaired  during  1893, 79. 

Tit  above  iigures  show  a  total  tonnage  of  freight  of  882,793  tons,  being  a  decrease 
of  441,397  tons  since  the  last  report  received  (1892),  when  1,324,190,  tons  were 
reported.  The  large  difference  is  stated  to  be  due  to  the  general  depression  of  busi- 
ness during  1893,  and  to  the  damage  done  to  the  oyster  industry  by  the  severe 
autumn  gales. 

No  now  line  of  transportation  has  been  established  since  July  1,  1893. 


D  II. 

IMPROVEMENT  OF  BLACK  ROCK  HARBOR,  CONNECTICUT. 

This  harbor,  IJ  miles  long  from  northeast  to  southwest  and  300  to 
2,500  feet  wide,  lies  between  the  mainland  on  the  west  and  Fayerweather 
Island  on  the  east,  and  includes  the  navigable  part  of  Cedar  Creek,  a 
small  tidal  inlet  which  extends  up  into  the  western  part  of  the  city  of 
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BridgeiK)rt,  and  affords  water  communication  of  great  value  to  several 
large  manufactories  in  its  immediate  neighborhood.  It  is  in  the  interest 
of  the  city  of  Bridgeport  that  the  improvement  of  Black  Kock  Harbor 
is  desired. 

The  depth  in  the  lower  part  of  the  harbor  is  from  6  to  12  feet  at  mean 
low  water.  This  part  of  the  harbor  was  formerly  much  used  as  a  refuge 
for  vessels  overtaken  by  storms,  but  it  is  not  deep  enough  for  most 
vessels  now  engaged  in  commerce  through  the  sound.  Before  work 
was  done  in  Cedar  Creek  the  depth  there  was  from  2  to  4  feet,  and  the 
channel  was  narrow  and  crooked. 

The  head  of  the  harbor  was  separated  from  Long  Island  Sound  on 
the  southeast  by  a  broad,  flat  sand  bar,  which  was  bare  at  about  half 
tide,  and  which  joined  Fayerweather  Island  with  the  mainland. 

PROJECTS  FOR  IMPROVEMENT. 

Between  1836  and  1838  $21,500  were  expended  in  building  a  sea  wall 
across  a  breach  in  the  southern  part  of  Fayerweather  Island,  to  pre- 
serve the  light-house  reservation  at  the  south  end  of  the  island  and  to 
prevent  shoaling  on  the  anchorage  ground. 

In  1882  a  survey  of  the  harbor  was  ordered  by  Congress,  which  was 
made  in  1883.  In  his  report  on  this  survey,  dated  December  12, 1883, 
Col.  McFarland,  XJ.  S.  Engineers,  submitted  a  project,  providing — 

1.  For  protecting  the  upper  part  of  the  harbor  from  the  sea  by  build- 
ing a  breakwater  over  the  bar  northeast  of  Fayerweather  Island,  to  be 
about  half  a  mile  long  and  6  feet  wide  at  the  top,  which  was  to  be  3J 
feet  above  mean  high  water  or  10  feet  above  low  water. 

2.  For  making  a  channel  80  feet  wide  and  6  feet  deep  at  mean  low 
water,  extending  up  Cedar  Creek. 

The  estimated  cost  was — 

Breakwater $58,000 

Dredging 22,000 

Total 80,000 

Work  under  this  project  was  begun  in  1885,  and  up  to  July  1,  1893, 
the  breakwater  had  been  built  to  its  full  length  in  order  to  prevent 
the  currents  from  cutting  a  channel  across  the  bar,  but  its  cross  section 
was  less  than  designed  both  in  height  and  width;  also  a  channel  6 
feet  deep  or  over  had  been  dredged,  with  width  of  80  feet,  extending 
from  deep  water  northward  up  Cedar  Creek  to  within  600  feet  of  the 
head  of  the  creek,  being  2,200  feet  north  of  the  Forge  Compjffiy's 
Wharf.  This  channel  was  further  widened  and  deepened  in  places  by 
private  parties. 

A  sketch  of  Black  Rock  Harbor  was  printed  in  the  Annual  Report 
of  the  Chief  of  Engineers  for  1893,  p.  944. 

OPERATIONS  D'UBINa  THE  FISCAL  YEAK  ENDING  JUNE  30,  1894. 

At  the  beginning  of  the  year  a  contract  for  dredging  about  25,000 
cubic  yards  of  material,  at  the  rate  of  17  cents  per  yard,  was  in  force, 
entered  into  with  Alonzo  J.  Beardsley  October  10, 1892. 

Work  under  this  contract  was  begun  November  17, 1893,  and  the 
contract  was  completed  under  extension  January  5, 1894.  Twenty-five 
thousand  cubic  yards  of  sand  and  mud  were  dredged,  widening  the 
channel  opposite  Fancher's  Dock,  Black  Rock,  and  removing  shoals 
from  the  channel  for  about  one-half  mile  above  that  dock,  giving  it  the 
full  projected  width  and  depth. 
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The  violent  storms  of  August  24  and  August  29,  1803,  caused  con- 
siderable damage  at  the  north  end  of  the  old  sea  wall  on  Fayerweather 
Island,  built  in  1836-'38.  A  gap  of  about  120  feet  in  length  was  made 
at  the  north  end  of  the  wall,  and  it  was  first  reported,  as  appearances 
indicated,  that  such  a  length  of  wall  had  been  washed  away.  Careful 
measurements  were  made  subsequently,  which  showed  that  but  a  small 
part  of  the  wall  had  disappeared — not  more  than  10  or  12  ieet — and 
that  the  rest  of  the  gap  was  occasioned  by  the  washing  away  of  the 
island  just  north  of  the  wall  down  to  about  ordinary  high-water  level. 
For  about  110  feet  south  of  the  gap  the  wall  had  sustained  very  con- 
siderable injury  and  slight  injury  at  several  points  farther  south. 
There  was  great  danger  that,  unless  jjromptly  repaired,  the  damage 
would  be  increased  by  ordinary  storms.  The  funds  available  for  Black 
Bock  Harbor  were  covered  by  an  existing  contract,  and  the  repair  of 
this  old  sea  wall,  though  frequently  referred  to  in  annual  reports,  was 
not  included  in  the  project  for  improvement  for  which  appropriations 
had  been  made.  Upon  reporting  the  facts  to  the  Chief  of  Engineers, 
with  an  estimate  of  $3,500  as  the  cost  of  properly  repairing  this  sea 
wall,  the  amount  was  allotted  for  this  purpose  from  the  appropriation 
of  July  13,  1892,  for  "Examinations,  surveys,  and  contingencies  of 
rivers  and  harbors." 

Thirteen  hundred  and  eighty-four  tons  of  stone  were  purchased  and 
placed  in  the  work,  of  which  811  tons  were  quarry  stone,  at  $2  per  ton, 
and  573  tons  were  picked  up  from  a  reef  at  the  south  end  of  the  island, 
at  $1.75  per  ton.  One  hundred  and  fifteen  linear  feet  of  the  old  wall 
Avere  rebuilt  and  160  feet  of  new  wall  added,  extending  the  work  north- 
wardly to  the  high  sand  bank,  and  minor  repairs  were  made  to  other 
parts  of  the  wall. 

Work  was  done  by  hired  labor  and  purchase  of  material  in  open 
market,  as  being  the  method  most  economical  and  advantageous  to  the 
Government.    It  was  completed  May  11, 1894. 

PRESENT   CONDITION   OF   IMPROVEMENT. 

The  breakwater  between  Fay er weather  Island  and  the  mainland  is 
built  to  its  full  length,  2,744  feet,  but  not  to  the  cross  section  first  pro- 
posed. So  far  it  serves  the  purpose  for  which  it  was  designed,  and 
its  enlargement  is  not  necessary  at  present. 

The  6-foot  channel  has  been  dredged  to  the  head  of  navigation  in 
CedaE  Creek,  the  east  branch  of  the  harbor,  with  full  projected  depth 
and  width.  Additional  dredging  to  widen  and  deepen  the  channel  in 
places  has  been  done  by  private  parties. 

Of  the  project  of  1885  there  remains  only  the  enlargement  of  the 
breakwater,  and  as  this  is  not  necessary  at  present,  the  project  is  con- 
sidered completed. 

The  sea  wall  built  a-cross  a  breach  in  Fayerweather  Island  in  1836-'38, 
and  repaired  in  1894,  still  closes  the  breach  and  preserves  the  island. 
The  parts  repaired  and  rebuilt  are  in  good  condition,  but  during  the 
winter  of  1893-'94  considerable  damage  was  done  to  other  parts  of  the 
wall  by  the  unusually  severe  storms.  Part  of  the  wall  was  under- 
mined, and  to  make  the  structure  secure  quite  extensive  repairs  at 
several  points  are  necessary,  amounting  in  aggregate  probably  to 
slightly  more  than  was  done  during  the  past  season. 
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PROPOSED  OPERATIONS. 

The  project  for  this  improvement  has  been  completed  as  tlar  as  is  now 
necessary,  and  no  further  work  nnder  it  is  now  propos^rd. 

When  funds  can  be  made  available,  it  will  be  desirable  to  thoroughly 
repair  the  old  sea  wall  on  Fayerweather  Island. 

Appropriations  for  the  improvement  of  Black  Eock  Harbor,  Con- 
necticut, have  been  made  as  follows: 


Application. 


Building  soa  wall  on  Fnyorwenthcr  Island ». 

Survey  

Ballfling  breakwater  auvl  dredging  

Dredging 

Do 

Do 

Do 


Total . 


Date. 


1836-'38 
Aug.  2, 1882 
Julv  5,1884 
Aug.  5.1886 
Aug.11,1888 
Sept.l9, 1890 
JiUyl3. 1882 


Amount. 


$21,500 
350 

:20.ooo 

5,090 
10.000 
5,000 

5,ooa 


06.850 


Black  Hock  ITarbor  is  in  the  Fairfield  collection  district,  of  which  Bridgeport  is 
the  port  of  entry.  There  is  a  light-house  at  the  harbor  entrance.  Fort  Hale,  New 
Uaven  Harbor,  the  nearest  work  of  defense,  is  liO  miles  east. 

Money  atateinenU 

Jnly  1,  1893,  balance  unexpended $4,969.66 

Jnnc  30,  1894,  amount  expended  during  fiscal  year 4, 664. 47 

July  1,  1894,  balance  unexpended 305. 19 


Abstract  of  contract  for  improving  Black  Rock   Harbor,   Connecticut,  in  force  during 
the  fiscal  year  ending  June  SO,  1894, 


!K;;m  <  :md   address  of  con-  !  Datoofcon-     Sul^ectof  con-  Price  per 
tractor.  j        tract.  tract.  cu.  yd. 


Alonzo  J.  Bcardsley,  Bridge-     Oct.  10, 1892 
port,  Conn. 


Dredging . 


Bemarks. 


$0.17 


Contract  completed  nnder 
extension  January  5.  1894; 
total  amount  dredged,  25,000 
cubic  yards. 


COMMKRCIAL  KTATISTICS  FOR   CALENDAR  YEAR   1893. 

[Furnished  by  courtesy  of  Capt.  John  McXeil,  harborma-ter  at  Bridgeport,  Conn.] 

Freight  received  and  shipped  hy  tvaier. 


Chief  articles. 


Coal,  iron,  and  sand 

Miscellaneous  (not  otherwise  included) . 


Total. 


Tons. 


Estimated 
value. 


|;g2SJ<$169,034.W 


54,675  I    160.034.95 
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An-ivals  and  departure  of  vessels  used  in  above  traffic, 
[Draft,  0  to  12  feet ;  tonnage,  9^  to  3^  tons.] 


Kind  of  vessels. 


Number 

of 
vessels. 


Steamers 

Sailing  vessels 
Barges 

Total..- 


35 
55 
208 


298 


Knmber 

of  round 

trips. 


790 


790 


Aggregate 
tonnaj^e  of 
all  trips. 


W,575 


54, 575 


The  above  fi<^res  show  an  increase  in  tonnage  of  freight  of  2,122  tons  over  that 
reported  for  1892. 
No  new  line  of  transportation  lias  been  established  since  Jnly  1, 1893.    • 


D  12. 

IMPROVEMENT  OF  SATJGATUCK  RIVER,  CONNECTICUT. 

The  navigable  part  of  this  river  is  a  tidal  inlet  extending  from  the 
village  of  Westport  southerly  to  Long  Island  Sound,  a  distance  of  about 
4J  miles  by  course  of  channel.  For  nearly  2  miles  below  Westport  the 
stream  is  only  from  200  to  1,200  feet  wide;  below  this  it  expands  into  a 
rather  broad  inner  bay  with  a  narrow  channel  following  the  west,  south, 
and  east  shores,  and  then  turniug  abruptly  to  the  southeast  and  passing 
to  the  sound  between  Cedar  Point  on  the  north  and  Gockenoes  Island  on 
the  south.  On  the  south  side  of  the  inner  bay  lies  "  Great  Marsh," 
which  is  connected  with  Gockenoes  Island  by  a  broad  sand  flat  nearly 
bare  at  low  tide,  and  east  of  the  island  a  reef  of  bowlders  extends  east- 
ward 1 J  .miles;  so  that  the  only  entrance  to  the  harbor  at  low  tide  is  to 
the  eastward  of  this  reef. 

A  mile  and  a  half  below  Westport  lies  the  settlement  and  railroad 
station  of  Saugatuck  on  the  west  bank  of  the  river.  Before  1830  the 
village  of  Westport  was  known  as  Saugatuck. 

The  navigable  part  of  the  river  is  crossed  by  three  bridges,  all  having 
draws  of  sufficient  .size  for  the  commerce  of  the  stream.  The  upper- 
most is  a  wagon  bridge  at  Westport;  a  mile  and  a  quarter  below  is  a 
wa^on  bridge  near  Saugatuck,  and  a  quarter  mile  farther  down  is  the 
bridge  of  the  ^ew  York,  New  Haven  and  Hartford  Railroad. 

The  mean  rise  of  tide  is  about  7  feet. 

From  Long  Island  Sound  to  the  railroad  bridge  the  natural  available 
depth  of  water  was  about  5J  feet  at  mean  low  tide,  with  a  channel 
generally  narrow  and  circuitous;  above  the  railroad  bridge  the  channel 
was  fairly  straight  with  a  low-water  depth  diminishing  to  practically 
nothing  at  Westport.  Several  rocks  lying  in  or  close  to  the  channel 
are  sources  of  some  danger  to  navigation. 

PROJECTS  FOR  IMPROVEMENT. 


Improvements  at  this  locality  have  been  made  by  the  United  States 
under  the  several  titles  of  Saugatuck  Harbor,  Cedar  Point,  Westport 
Harbor,  and  Saugatuck  Eiver. 

Upon  petition  of  citizens  of  Westport  (then  Saugatuck)  Congress 
appropriated,  May  20,  1826,  $400  for  a  survey  of  the  river  and  harbor 
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of  Saiigatuck,  in  order  to  determine  "the  expediency  and  expense  of 
removing  the  obstructions  to  navigation"  in  the  river  and  "of  facilitat- 
ing the  commercial  intercourse  between  the  port  of  Saugatuck  and  the 
city  ot  Xew  York."  The  survey  was  made  by  Lieut.  Col.  Anderson  in 
1S2G,  and  in  his  report  a  project  for  improvement  was  submitted,  con- 
sisting in  deepening  the  channel  by  from  1  to  1 J  feet  from  Westport  for 
459  yards  downstream,  removal  of  two  rocks  in  the  river,  and  build- 
ing a  breakwater  on  Cedar  Point  to  prevent  its  washing  away,  all  at  a 
cost  of  §600;  and  further,  in  cutting  a  canal  through  ''Great  Marsh" 
to  save  the  distance  around  Cockenoes  Island  for  west-bound  vessels, 
excavating  and  banking  up  31,860.94  cubic  yards  of  material  at  a  cost  of 
$5,6L\S.65,  thfe  total  cost  of  the  projected  improvement  being  $6,128.65. 
Tiiis  did  not  include  stone  for  a  wall  along  part  of  the  east  bank  of  the 
canal,  which  it  was  stated  could  be  procured  at  small  cost  if  needed. 

Under  this  project  six  different  appropriations  were  made  and  the 
work  was  completed,  practically  as  designed,  in  1839. 

It  is  not  known  what  dredging  was  done  in  the  river  or  what  obstruc- 
tions were  removed,  but  the  amount  of  such  work  is  believed  to  be 
small. 

The  breakwater  on  Cedar  Point  was  begun  in  1827  and  completed  in 

1837.  It  was  made  about  390  feet  long  and  10  feet  wide  on  top,  the 
top  being  4  feet  above  mean  high  water,  under  two  appropi  iations — 
one  of  $1,500,  March  2,  1827,  for  removing  obstructions  in  the  river 
and  protecting  the  harbor  at  Cedar  Point,  and  one  of  $1,000,  July  4, 
1836,  for  further  securing  the  beach  at  Cedar  Point.  It  is  believed 
that  nearly  all  of  both  appropriations  was  applied  to  the  breakwater. 

In  1836-'40,  the  canal  was  cut  through  Great  Marsh,  extending  from 
a  bend  in  the  channel  of  the  inner  bay  to  the  sound,  and  thus  saving 
the  distance  around  Cockenoes  Island  and  the  reef  east  of  it,  and 
shortening  the  distance  between  We  tport  and  points  west  by  about  4 
miles.  The  canal  was  made  68  feet  wide  at  high  water,  44  feet  wide  at 
bottom,  and  was  1,350  feet  long,  exclusive  of  the  dredging  required  to 
connect  it  with  deep  water  at  either  end.  It  was  first  made  2  feet  deep 
at  mean  low  water  and  subsequently,  under  appropriation  of  July  7, 

1838,  deepened  to  4  feet.  Part  of  the  east  side  was  also  protected  by 
a  dry  wall,  and  in  line  of  this  wall  a  beacon  was  built  to  mark  the 
entrance  from  the  sound.  The  canal  was  built  under  three  appro- 
priations for  improving  Westport  Harbor,  made  in  1836, 1837,  and  1838, 
and  aggregating  $11,516.  It  filled  up  so  rapidly  that  since  1850  it  has 
been  of  little  use. 

The  next  appropriation  made  for  this  harbor  was  $2,600,  March  2, 
1867.  Proposals  were  invited  for  extending  the  sea  wall  on  Cedar  Point 
and  for  removing  three  rocks  above  the  railroad  bridge,  but  the  prices 
offered  were  considered  too  high;  $410.10  were  expended  in  advertis- 
ing, in  examination  of  the  harbor,  and  preparing  estimates  of  cost  of 
work,  and  it  was  rejjorted  that  the  work  necessary  was  removal  of  rocks, 
extension  and  repair  of  sea  wall,  and  repair  of  canal  and  canal  wall,  at 
a  probable  cost  of  $12,150.  The  unexpended  balance  of  this  appropri- 
ation reverted  to  the  Treasury  by  act  of  Congress  of  July  12,  1870,  but 
was  reappropriated  by  act  of  March  3, 1871. 

July  11,  1870,  $2,500  were  appropriated  for  improving  Westport 
Harbor,  which  was  expended  the  same  fiscal  year  in  repair  of  the  break- 
water on  Cedar  Point.  About  04  feet  of  the  old  work  were  rebuilt  and 
it  was  extended  northwardly  43f  feet,  making  its  total  length  about 
434  feet;  the  new  work  was  5J-feet  width  on  top  and  from  1  tol^  feet 
higher  than  the  old  wall. 
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The  reapprupriated  balance  of  tlie  appropriation  of  18G7  was  consid- 
ered too  small  to  effect  any  useful  improvement,  and  was  applied  in  1872 
to  making  a  survey  of  the  whole  length  of  the  river  and  harbor. 

In  1883  an  examination  of  this  harbor  was  made  in  pursuance  of  the 
river  and  harbor  act  of  August  2, 1882.  The  ofl&cer  in  charge  recom- 
mended that  the  canal  be  abandoned,  and  that  a  survey  be  made  to 
determine  the  cost  of  excavating  a  channel  4  feet  deep  up  to  the  vil- 
lage of  Westport  as  being  an  improvement  worthy  to  be  made,  pro- 
vided it  could  be  done  at  reasonable  cost.  A  survey  was  made  in 
accordance  therewith,  and  an  estimate  of  $36,000  submitted  for  such  a 
channel,  to  be  100  feet  wide,  including  removal  of  a  few  bowlders  in  and 
near  the  channel.  (See  Annual  Report  of  the  Chief  of  Engineers  for 
1884,  Part  II,  p.  675.) 

In  1886  certain  citizens  of  Westport  addressed  a  petition  to  the  Sec- 
retary of  War  urging  the  reopening  of  the  canal  through  Great  Marsh. 
This  petition  was  printed,  in  connection  with  the  report  upon  a  prelim- 
inary examination,  in  the  Annual  Eeport  of  the  Chief  of  Engineers  for 
1891,  p.  841. 

The  river  and  harbor  act  of  1890  directed  a  preliminary  examination 
of  Saugatuck  River,  which  was  made  and  rei)orted  upon  under  date  of 
January  8, 1891.  (Report  printed  in  House  Ex.  Doc.  No.  179,  Fifty-first 
Congress,  second  session,  and  in  the  Annual  Report  of  the  Chief  of 
Engineers  for  1891,  p.  840.) 

In  the  report  estimates  were  presented —  ^ 

1.  For  a  channel  100  feet  wide  and  6  feet  deep  at  mean  low  water  up  to  the 

Tillage  of  Westport $40,000 

2.  For  a  channel 60  feet  wide  and  4  feet  deep  at  mean  low  water  to  Westport .     10, 000 

3.  For  reopening  the  canal,  making  it  100  feet  wide  and  5  deep  at  moan  low 

water 21,000 

with  recommendations  that  the  improvement  of  the  natural  channel 
should  precede  any  work  on  the  canal. 

The  river  and  harbor  act  of  1892  directed  a  preliminary  examination 
of  Westport  Harbor,  which  was  made  in  the  same  year  and  reported 
upon  November  1, 1892.  The  report  (printed  in  the  Annual  Report  of 
the  Chief  of  Engineers  for  1893,  p.  990,  and  also  in  House  Ex.  Doc.  No. 
114,  Fifty-second  Congress,  second  session)  stated  the  harbor  to  be 
worthy  of  improvement,  and  submitted  an  estimate  of  $500  as  the 
cost  of  a  survey  ''to  determine  what  farther  improvements  are  neces- 
sary and  to  make  a  project  and  estimate  of  their  cost.^ 

By  the  same  act  of  1892,  $7,000  were  appropriated  for  improving 
Saugatuck  River,  "  to  be  expended  in  the  improvement  of  the  natural 
channel,''  and  by  approval  of  the  Secretary  of  War,  July  21, 1892,  the 
project  was  adopted  providing  for  a  depth  of  4  feet  and  width  of  60 
feet  to  the  village  of  Westport,  at  an  estimated  cost  of  $10,000. 

Up  to  July  1, 1893,  3,651  cubic  yards  of  material  had  been  dredged 
under  this  project,  extending  the  4-foot  channel  about  900  feet  toward 
Westport,  with  width  of  60  feet;  the  contract  for  dredging  was  in 
progress. 

No  sketch  of  this  river  and  harbor  has  appeared  in  the  annual  reports 
of  the  Chief  of  Engineers  previous  to  1894. 

OPERATIONS  DUBINa  THE  FISCAL  TEAB  ENDING  JUNE  30,   1894. 

At  the  beginning  of  the  year  dredging  was  in  progress,  under  a  con- 
tract with  E.  R.  Seward,  for  removing  about  22,000  cubic  yards  of 
material  at  27  cents  per  cubic  yard.    Work  was  continued  until  Novem- 
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ber  10  under  an  extension  of  contract,  at  which  time  the  contract  was 
completed,  12,991-  cubic  yards  of  sand  and  small  stones  being  removed 
since  the  beginning  of  the  fiscal  year. 

The  total  amount  dredged  under  the  contract  was  16,G42  cubic  yards ; 
the  channel  was  made  4  feet  deep  at  mean  low  water  from  the  4-foot 
curve  northwardly  3,285  feet,  the  lower  2,735  feet  being  made  60  feet 
wide  and  the  upper  550  feet  40  feet  wide.  The  channel  extends  to  and 
about  15  feet  beyond  the  south  corner  of  the  lower  wharf  on  the  east 
side  of  the  river  at  Westix)rt,  and  terminates  at  a  ridge  of  bowlders 
under  the  bottom,  which  the  available  funds  were  not  sufficient  to 
remove. 

PRESENT   CONDITION   OF   IMPROVEMENT. 

The  condition  of  the  channel  of  the  river  is  as  above  described,  this 
being  the  only  dredging  done  there  as  far  as  known. 

The  Cedar  Point  breakwater  is  partly  undermined  at  its  north  end, 
and  the  canal  bottom  is  bare  in  places  at  extreme  low  tide.  Work  at 
those  places  is  not  included  under  the  existing  project,  but  is  to  be  con- 
sidered if  the  survey  of  Westport  Harbor  is  ordered,  as  recommended 
in  the  report  upon  the  preliminary  examination  of  1892. 

PROPOSED   OPERATIONS. 

With  future  appropriations  it  is  proposed  to  complete  the  4-foot 
channel  to  Westport,  as  contemplated  by  the  approved  project. 
,  Appropriations  for  this  harbor  have  been  made  as  follows : 


Title. 


Application. 


Date. 


I  Amount. 


Survey  of  river  and  harbor  of  Sanga- 

tuck. 
Removing  obstructions  in  river  and 

prot«ctinff  harbor  at  Cotlar  Point. 

Removing  obstructions  in  river 

Tor  farther    securing   the    beach  at 

Cedar  Point. 

Harbor  of  Westport 

Do 

Do 

Df'opening  and  improving  Westport 

Harbor,  unexpended  balance  reverted 

to  Treasury  m  1870,  reappropriated 

in  1871. 
Westport  Harbor 


Survey 

Chiefly  constructing  breakwater  at 
Cedar  Point. 

As  stated,  location  net  known 

Contin ning  breakwater 


Canal  coustructioa . 
do. 
do. 


May  20. 1826!      $400.00 


Mar.    2.1827 

Apr.  30, 1880 
July  4.1836 

Jnly  4.1836 
May  3,1837 
July    7,1838 


Sangatuck  Kivcr,  improvement  of  the 
natural  cLanncL 


Total . 


Chiefly  in  surveys  in  1872 '  Mar.    2, 1867 

I 


1,500.00 

28.00 
1,000.00 

3,000.00 
3. 7S4. 00 
4,782.00 
2.  500.  CO 


Repairing    and    extending   break-  i  Jnly  11, 1870      2, 500. 00 

water  on  Cedar  Point.  I 

Dredging July  13,1892      7,000.00 


.1. 


26, 444.  CO 


The  appropriations  prior  to  1870  are  taken  from  House  Ex.  Doc.  Xo. 
64,  Forty-eighth  Congress,  first  session.  The  last  appropriation  of 
$7,000  is  the  only  one  made  under  the  existing  project. 

Saugatuck  River  is  in  the  Fairfield  collection  district,  of  which  Bridgeport  is  the 
port  of  entry. 

The  nearest  light-house  is  on  Shefiield  Island,  5  miles  southwest  from  the  river's 
mouth. 

Fort  Hale,  New  Haven  Harhor,  about  27  miles  oast,  is  the  nearest  work  of  defense. 

Money  statement. 

July  1,1893,  balance  unexpended .* $6,OS».07 

June  30, 1894,  amount  expended  during  fiscal  year 5, 130. 12 

July  1,  1894,  balance  unexpended 878.95 
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Amount  (estimated)  roqnired  for  completion  of  existing  project $3, 000. 00 

Amountthatcaiibepront.ably  expended  in  fiscal  year  end  mg  J  uue  30, 1896      3, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


Abstract  of  contract  for  improving  Saugatuck  Uicerj  Connecticutf  in  force  during  the  fiscal 

year  ending  June  SO,  1894, 


Name  and  addrOTs  i      Date  of           Subject  of     I^X^T^ 
of  contractor.          contract,     i       contract.           yard 

Remarks. 

E.  H.  Seward,  Al-  ,  Feb.  25, 1803  j  Dredging 

bany.  N.  Y.                                  \ 

1 

$0.27 

Contract   completed   under    extension 
Nov.  10,  188».    Total  dredged,    16,042 
cubic  yards. 

COMMERCIAL  STATISTICS   FOR  THE   CALENDAR  YEAR  1893. 

[Through  tbe  courtesy  of  Mr.  E.  M.  Lees,  Westport,  Conn.] 

Arrivals  and  departures  of  vessels. 

[Draft,  6  to  11  feet;  tonnage,  100  to  COO  tons.] 


Kind  of  vessels. 


Num- 
ber. 


Number 

of  round 

trips. 


Steamers 

Sailinj;  vessels . 
Barges 


1 

1        30 

1        28 

50 
112 
60 

15,000 
16.800 
12,  OIK) 

Aggregate 

tonnage 
of  all  trips. 


Total  . 


59  ! 


222  i 


43,800 


Freight  received  and  shipped  by  water. 

Chief  articles. 

Tons. 

Receipts: 

Coal 

8,600 
H.fiOO 

Lumber 

Miscellaneous  (not  otherwise  included)  . 
Total  receipts 


20.000 


Shipments: 

Farm  i»rodr.ce. 


32  400 
12, 000 


Total  shipments  . 


12,000 


No  new  lines  of  transportation  have  been  established  since  July  1,  1893. 
No  statistics  were  received  for  the  year  1892,  and  the  annual  increase  or  decrease 
of  tonnage  can  not  therefore  be  determined. 


D  13. 

IMPROVEMENT  OF  HA.BBOR  AT  WILSONS  POINT,  CONNECTICUT. 

Wilsons  Point  Harbor  is  a  bay  on  the  north  shore  of  Long  Island 
Sound,  about  1 J  miles  west  from  the  mouth  of  Norwalk  Kiver  or  Har- 
bor. 

The  lower  half  of  the  harbor  is  about  half  a  mile  wide,  with  depth 
decreasing  from  10  feet  gradually  to  6  feet  at  Wilsons  Point;  the  upper 
half  is  from  1,000  to  500  feet  wide,  with  depth  of  3  feet  or  less  at  low 
tide;  The  harbor  is  sheltered  by  the  mainland  and  by  Sheffield  Island 
(the  most  westerly  of  the  Iforwalk  Islands)  from  all  quarters  except 
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the  southwest;  it  is  partly  sheltered  from  the  southwest  by  Bell  Island, 
an  island  separated  from  the  mainland  by  a  marsh  and  narrow  creek. 

Wilsons  Point  Harbor  has  been  used  to  some  extent  for  many  years 
as  a  harbor  of  refuge  and  place  to  lie  up  for  the  night  by  fishing  boats 
and  oyster  steamers,  and  occasionally  by  baiges  caught  out  in  storms. 

There  is  no  settlement  upon  the  shores  of  the  harbor,  except  a  col- 
lection of  summer  cottages  on  Bell  Island. 

A  few  years  ago  (probably  about  1880)  the  Danbur^and  Norwalk 
Bailroad  Company  (now  a  branch  of  the  Housatonic  Eailroad  Com- 
jjany)  made  Wilsons  Point  their  terminus,  and  subsequently  the  Kew 
England  Terminal  Company  was  formed  to  construct  docks,  car  yards, 
and  coal  sheds,  and  to  operate  in  the  interest  of  the  Housatonic  Kail- 
road  and  its  connections.  A  large  dock  was  built  with  transfer  bridges, 
by  which  freight  cars  were  taken  on  board  steamers  and  freight  car- 
lied  to  Few  York  City  without  unloading  and  reloading. 

At  that  time  the  Housatonic  Railroad  was  allied  to  the  New  York 
and  New  England  Railroad  system,  which  had  no  direct  access  to  New 
York  City  so  available  as  that  aflfbrdedby  the  harbor  at  Wilsons  Point. 
Subsequently  (about  1892)  the  Housatonic  Eailroad  was  leased  by 
another  corporation,  the  New  York,  New  Haven  and  Hartford  Eailroad, 
which  had  other  and  better  entrances  to  New  York  City,  and  the  termi- 
nal facilities  at  W^ilsons  Point  have  been  very  little  used  since. 

PROJECTS  FOB  IMPROVEMENT. 

March  3,  1888,  a  letter  was  sent  by  the  Hon.  William  P.  Prye,  XJ.  S. 
Senator,  to  the  Secretary  of  War,  asking  that  a  special  examination  of 
Norwalk  Harbor  be  made  with  reference  to  developing  business  which 
urgently  required  further  improvements.  This  letter  was  referred  to 
Col.  D.  C.  Houston,  Corps  of  Engineers,  for  report.  His  report  (print^.d 
in  the  Annual  Report  of  the  Chief  of  Engineers  for  1889,  p.  709)  stated 
that  it  was  learned  that  the  business  referred  to  was  that  of  the  rail- 
road terminus  at  Wilsons  Point,  and  that  it  was  desired  that  the  United 
States  undertake  dredging  a  channel  16  feet  deep  and  300  feet  wide  up 
the  harbor  to  the  vicinity  of  the  railroad  wharves.  There  was  no 
money  available  for  a  detailed  examination  of  the  locality,  but  esti- 
mates for  dredging,  based  upon  recent  U.  S.  Coast  Survey  charts,  were 
made  as  follows: 

230,000  cubic  yards,  at  20  cents $46,000 

Contingencies,  15  per  cent 6,900 

Total 52,900 

The  report  suggested  that  there  seemed  to  be  no  objection  to  extend- 
ing the  wharves  out  to  the  16-foot  curve,  which  would  obviate  the 
necessity  of  other  improvements. 

The  river  and  harbor  act  of  1888  made  appropriations  for  Norwalk 
Harbor,  Connecticut,  of  $28,000,  with  provision  as  follows: 

Twenty-five  thousand  dollars  of  which  shall  be  expended  in  dredg- 
ing and  deepening  the  channel  in  the  lower  harbor,  up  to  Wilsons 
Point. 

Under  this  appropriation  the  dredging  originally  desired  was  com- 
pleted in  1889,  205,686  cubic  yards  of  matepial  being  dredged,  which, 
with  a  considerable  amount  of  work  done  by  the  Terminal  Company, 
gave  a  channel  of  400  feet  width ;  and  no  further  appropriation  was 
asked  for. 

In  1890  $30,000  were  appropriated  for  this  harbor,  and  were  expended 
in  1891-'92  in  widening  and  extending  the  channel. 
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Up  to  July  1,  1893,  the  channel  close  to  the  docks  had  been  dredged 
by  the  Terminal  Company  to  12  feet  depth  at  n\ean  low  water;  outside 
tbis  the  channel  had  been  made  15  feet  deep  at  mean  low  water  to 
Long  Island  Sound,  and  700  feet  wide  with  an  additional  width  of  200 
feet  on  the  east  side  for  a  distance  of  750  feet  south  from  the  wharves; 
the  15-foot  channel  had  also  been  extended  northward  parallel  to  the 
wharves  and  75  feet  westward  from  them,  with  200  feet  width. 

A  sketch  of  the  harbor  at  Wilsons  Point  was  printed  in  the  Annual 
Eeport  of  the  Chief  of  Engineers  for  1893,  p.  950. 

OPERATIONS  DURING  THE  FISCAL  YEAR  ENDING  JUNE  30,  1894. 

l!^othing  was  done. 

PRESENT    CONDITION   OF   IMPROVEIVIENT. 

The  channels,  as  above  described,  remain  in  good  condition. 

PROPOSED   OPERATIONS. 

The  improvement  of  this  harbor  is  completed  as  far  as  now  designed; 
no  further  work  is  projected  and  no  appropriation  is  required. 

Appropriations  for  improvitig  harbor  at  Wilsons  Point  have  been 
made,  as  follows: 


Application. 


Dredj 


flglng*. 


Total . 


Date. 


Aug.  11. 1888 
Sept.  19, 1890 


Amount. 


125,000 
30.000 


55.000 


*Part  of  an  appropriation  of  $28,000  for  Korwalk  Harbor,  directed  by  the  appropriation  act  to  be 
expended  at  Wilsons  Point. 

V 

WilsoTis  Point  is  in  the  Fairfield  collection  district,  and  is  about  14  miles  soutb- 
west  from  Bridgeport,  the  port  of  entry. 

Norwalk  light-house,  on  Sheffield  Island,  is  about  half  a  mile  south  of  the  harbor. 

The  nearest  work  of  defense  is  Fort  Schuyler,  Throgs  Neck,  at  the  head  of  Long 
Island  Sound,  about  29  miles  southwest. 

Money  statement 

July  1,  1893,  balance  unexpended $1, 323. 10 

July  1,  1894,  balance  unexpended 1, 823. 10 


COMMERCIAL   STATISTICS   FOR  THE   CALENDAR  YEAR  1893. 

[Through  courtesy  of  Mr.  E.  J.  Hill,  Norwalk,  Conn.] 

Arrivals  and  departures  ofveshcls. 

[Draft,  4  to  18  feet;  tonnage,  50  to  560  registered  net  tons.] 


Kind  of  vessels. 


Steamers  (including  oyster  steamers) 

liiailing  vessels *. 

J)<irges .* 

Total 


Number 

of  round 

trips. 


450 

18 

268 


736 


Aggregate  tonnage  of  nil  trips  not  ascertained. 
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Freight  received  and  shipped  by  water. 

Chief  articles.  Tooa. 


Keceipta: 

on 

Coal 

MiscellaiieouA  (not  otherwise  included). 

Total  receipts 

ShipiiR'Dts,  miscellaneoas 


30.090 

45,952 

1.000 


76^.552 
1,200 


Estimated  value  not  ascertained. 

No  new  liues  of  transportation  have  been  CBtablisliocl  since  July  1,  1893. 

No  statistics  of  commerce  of  this  harbor  have  been  received  since  1890,  when 
221,202  tons  Avere  reported.  The  local  conditions  have  very  much  changed  since 
1890,  and  tbero  is  no  prospect  that  the  amount  of  business  in  the  harbor  will  again 
reach  the  ligures  for  that  year. 

D  14. 
IMPROVEMENT  OF  FIVE  MILE  RIVER  HARBOR,  CONNECTICUT. 

This  harbor  is  an  inlet  on  the  north  shore  of  Long  Island  Sound, 
about  2  miles  west  of  the  mouth  of  Forwalk  Harbor,  Connecticut.  It  is 
about  one  mile  long  and  from  300  to  800  feet  wide.  About  three-quar- 
ters of  a  mile  above  its  mouth  it  runs  bare  at  low  tide.  At  the  mouth 
the  natural  low- water  depth  was  3  feet,  increasing  to  9  feet  at  a  point 
750  feet  out  into  the  sound.    The  mean  rise  of  tide  is  about  7  leet. 

Since  1848  Five  Mile  Eiver  lias  been  largely  engaged  in  oyster-grow- 
ing, and  in  this  business  now  employs  about  140  vessels. 

These  vessels  could  only  enter  or  leave  the  harbor  at  high  tide.  Con- 
sequently during  their  busy  season  they  were  obliged  to  lie  up  for  the 
night  at  other  and  less  convenient  harbors. 

PROJECT   FOR   IMPROVEMENT. 

By  act  of  Congress  approved  August  5, 1886,  a  survey  or  examina- 
tion of  this  harbor  was  ordered,  which  was  made  in  the  following  fall, 
and  reported  on  under  date  of  December  7, 1886.  (Report  printed  in 
the  Annual  Report  of  the  Chief  of  Engineers  for  1887,  Part  I,  p.  639.) 

In  this  report  a  project  for  improvement  was  proposed  which  con- 
sisted in  dredging  a  channel  8  feet  deep  at  mean  low  water  and  100  feet 
wide,  to  extend  up  the  harbor,  and  to  be  about  6,000  feet  long.  The  esti- 
mated cost  was  $25,000.  This  project  was  adopted  in  1888,  when  work 
under  it  was  ordered  by  the  appropriation  of  $5,000  made  by  act  of  Con- 
gress of  August  11,  1888. 

Up  to  July  1,  1893,  52,938  cubic  yards  had  been  dredged  under  this 
project,  making  the  channel  about  2,450  feet  long,  60  feet  wide,  and  S 
feet  deep  at  mean  low  water. 

Harbor  lines  were  established  in  this  harbor  by  the  Secretary  of  War, 
January  26,  1892. 

A  sketch  of  this  harbor  and  vicinity  from  U.  S.  Coast  and  Geodetic 
Survey  charts  was  printed  in  the  Annual  Report  of  the  Chief  of  Engi- 
neers for  1889,  p.  70S. 

OPERATIONS  DURING   THE   FISCAL   YEAR  ENDING  JUNE  30,  1894. 

At  the  beginning  of  the  fiscal  year  a  contract  for  dredging  was  in 
force,  entered  into  with  Alonzo  »F.  Beardsley,  October  10,  1892,  for 
removing  about  30,000  cubic  ytirds  of  material  at  14^  cents  i)6r  cubic 
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yard.  Under  extension  of  this  contract  to  October  31,  1893,  dredging 
was  begun  September  9  and  completed  October  20, 1893,  30,00  J  cubic 
yards  of  sand  and  mud  having  been  removed. 

The  channel  of  8  feet  depth  at  mean  low  tide  with  width  of  60  feet 
was  extended  1,130  feet  farther  upstream. 

After  completion  of  the  contract  certain  parties  owning  docks  on  the 
east  side  of  the  river  took  prompt  advantage  of  the  improvement  by 
themselves  dredging  to  connect  their  docks  with  deep  water. 

PRESENT  CONDITION  OF    IMPROVEMENT. 

Under  the  existing  project  the  channel  has  been  dredged  from  deep 
water  in  Long  Island  Sound,  about  3,580  feet  up  the  harbor,  with  width 
of  CO  feet  and  depth  of  8  feet  at  mean  low  water.  It  retains  its  depth 
fairly  well,  the  only  shoaling  reported  being  a  slight  falling  in  of  the 
banks. 

PROPOSED   OPERATIONS. 

With  future  appropriations  it  is  proposed  to  widen  and  extend  the 
channel  as  provided  for  in  the  project  for  improvement. 

REVISED  ESTIMATE   OF   COST   OF   COMPLETION   OF  PROJECT. 

The  original  estimate  of  the  cost  of  this  improvement  was  $25,000, 
which  was  intended  to  cover  dredging  about  220,000  cubic  yards  of 
mud,  at  10  cents  per  yard,  with  15  per  cent  added  for  contingencies, 
supervision,  etc.  The  number  of  yards,  computed  from  U.  S.  Coast 
Survey  charts,  and  from  obser.vations  made  during  preliminary  exam- 
ination, was  fairly  accurate.  The  price,  based  upon  the  current  prices 
of  works  in  that  vicinity,  let  by  contract  in  1886,  was  too  low.  The  cur- 
rent prices  for  that  year  were  lower  than  they  have  been  since,  as 
appears  from  the  following  table  of  prices  for  work  in  that  vicinity: 

Prices  per  cubic  yard  for  dredging  in  the  years  named. 


1887. 

1889. 

1891. 

3893. 

Bridceport  Harbor 

Centt. 
5.9 
9 

IH 
Notbe£iui. 

Centi. 
38 
16 
15 

*17 
18 

Centi. 
14.6 
14.6 
14.6 
14.6 
20 

Cents. 

Black  Rock  Harbor 

Xorwalk  Harbor 

'iio  work. 

Five  Mile  Uiver  Harbor 

14.5 

Stamford  Harbor 

16i 

♦Contract  waa  per  hour,  but  cost  was  17  cents  per  yard.    Bridgeport  prices  for  1889  and  1891  should 
not  be  used  in  comparison,  as  the  character  of  work  was  not  the  same  as  tn  1887  and  1803. 

Up  to  the  present  time  82,938  cubic  yards  have  been  dredged  from 
Five  Mile  River  Harbor  at  an* actual  cost  of  $12,725,  being  15.3  cents  per 
cubic  yard,  and  there  remains  to  complete  the  project,  as  nearly  as  can 
be  estimated,  160,000  yards  to  dredge,  which,  at  the  same  rate,  and 
allowing  15  per  cent  for  contingencies  and  supervision,  would  cost 
828,152.  If  appropriations  are  made  in  amounts  of  about  $5,000  each, 
as  they  haye  been  heretofore,  the  expense  of  maintenance  would  some- 
'  what  increase  as  the  channel  becomes  longer,  and  it  is  not  safe  now  to 
put  the  cost  of  completion,  including  maintenance  during  progress  of 
the  work,  at  less  than  $30,000. 
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It  is  manifest  that  the  work  projected  cannot  be  completed  with  the 
balance  of  the  original  estimate,  $10,000.  If  the  prices  which  have  been 
current  since  1887  could  have  been  foreseen,  and  it*  sufficient  allowance 
had  been  made  for  additional  dredging  to  maintain  the  channel  until 
completion,  the  original  estimate  should  have  provided  for : 

DredgiDff  255,000  cubic  yards,  at  15.3  cents $39, 015 

Contingencies  and  supervision,  about  15  per  cent 5, 985 

Total  estimated  cost 45,000 

With  approval  of  the  Chief  of  Engineers,  therefore,  the  estimate  for 
completion  is  herein  changed  to  $30,000,  and  the  estimated  cost  from 
the  beginning,  as  revised  in  1894,  is  put  at  $45,000. 

Appropriations  for  improving  harbor  at  Five  Mile  Kiver,  Connecti- 
cut, have  beei^  made  as  follows : 


Application. 


Date. 


Dredging Ang.11,1888 

Do : ,  S«pt.l9. 1890 

Do.... July  13,1892 


Total  . 


$5,000 
5.  OIK) 
5,000 


15,000 


Five  Mile  River  is  in  the  Fairfield  collection  district  and  is  about  13  miles  west  of 
Bridgeport,  the  port  of  entry. 

The  nearest  light-house  is  on  Sheffield  Island,  nearly  2  mil&s  from  the  mouth  of 
the  harbor. 

The  nearest  work  of  defense  is  Fort  Schuyler,  at  the  head  of  Long  Island  Sound, 
27  miles  southwest. 

Money  statement, 

July  1, 1893,  balance  unexpended $5, 028. 58 

June  30, 1894,  amount  expended  during  fiscal  year 4,  694. 43 

July  1, 1894,  balance  unexpended 334. 15 

{Amount  (estimated)  required  for  completion  of  existing  project 30, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    10, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


AhBtract  of  contract  for  improving  harbor  of  Five  Mile  River  j  Connecticut,  in  force  during 
the  fiscal  year  ending  June  30,  1894. 


Namo  and  addroBS  of 
contractor. 


Alonzo  J.   Beardsley, 
Bridgeport,  Conn. 


Dat«  of  con- 
tract. 


Oct.  10,1892 


Subject  of  con- 
tract. 


Dredging. 


Price 

per  cubic 

yard. 

lO.Ui 


Rcmaiks. 


Contract  completed  under  extension 
Oct.  20,  1893;  amount  removed, 
30,000  cubic  yards. 


CO.MMEKCIAL  STATISTICS   FOR   CALENDAR  YEAR   1893. 

Commercial  statistics  have  been  asked  for,  but  up  to  date  of  this  report  liave  not 
been  received. 
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D  15. 
IMPROVEMENT  OF  STAMFORD  HARBOR.  CONNECTICUT. 

This  harbor  is  ou  the  north  shore  of  Long  Island  Sound,  about  6 
miles  east  of  the  New  York  State  line.  The  harbor  consists  of  a  bay 
about  a  mile  long  and  a  mile  broad,  at  the  head  of  which  two  channels 
extend  up  nearly  a  mile  toward  the  middle  of  the  city.  The  west  branch 
is  the  mouth  of  Mill  Eiver,  a  small  stream  dammed  at  Oliver  street 
bridge,  the  head  of  the  harbor;  the  original  low- water  depth  for  a  mile 
below  the  bridge  was  from  1  to  3  feet  in  a  crooked  channel,  and  the 
7-foot  curve  in  the  bay  was  about  7,500  feet  below  the  bridge;  all  the 
wharves  are  in  the  upper  half  of  this  distance.  The  east  branch  was 
originally  a  crooked  stream  running  through  salt  marshes;  it  was 
straightened  and  deepened  by  private  enterprise,  and  was  known  as 
the  **canal.^'  Though  nominally  under  control  of  the  corporation  which 
deepened  it,  the  east  branch  has  been  for  a  long  time  practically,  and 
recently  has  been  formally,  opened  to  free  public  use.  In  1892  it  had 
an  available  depth  of  6^  feet  at  mean  low  water,  with  width  of  about 
60  feet  nearly  to  its  head. 

The  mean  rise  of  tide  in  Stamford  Harbor  is  about  7.9  feet. 

PROJECTS  FOR  IMPROVEMENT. 

By  act  of  March  2,  1829,  Congress  appropriated  $100  for  making  a 
survey  of  the  harbor  of  Stamford,  Conn.,  with  a  view  to  its  improve- 
ment. The  survey  was  made  by  Capt.  Hartmann  Bache,  U.  S.  engi- 
neers, in  1829.  In  his  report  on  the  same,  dated  May  JO,  1830,  Capt. 
Bache  recommended  excavating  the  channel  (proi)osing  to  build  a 
steam  dredge  for  tle^  purpose),  the  cost  being  estimated  as  follows: 

For  a  channel  12  feet  deep  at  ordinary  high  water  (aboat  4  feet  at  mean 

low  water) $13,250.00 

For  a  channel  10  feet  deep  at  ordinary  high  water 11, 035. 20 

Ko  money  was  appropriated  for  carry'-" g  out  this  plan. 

The  river  and  harbor  act  of  1882  authorized  a  survey  of  this  harbor, 
which  was  made  in  the  following  year.  In  his  report  on  this  survey, 
dated  December  12, 1883  (printed  in  Senate  Ex.  Doc.  No.  50,  Forty -eighth 
Congress,  first  session ;  also  in  Annual  Eeport  of  the  Chief  of  Engineers 
for  1884,  part  1,  p.  672),  Lieut.  Col.  McFarland,  Corps  of  Engineers,  sub- 
mitted a  project  for  dredging  a  channel  80  feet  wide  and  5  feet  deep  at 
mean  low  water  from  deep  water  in  the  bay  up  the  west  branch  of  the 
harbor  to  Oliver  street  bridge,  estimated  to  cost  as  follows : 

Dredging  80,000  cubic  yards  of  mud,  at  20  cents $16,000 

Contingencies : . .      4, 000 

Total 20,000 

It  wa«  not  intended  to  include  the  removal  of  the  ledge  under  and 
just  below  the  bridge. 

The  beginning  of  the  work  under  this  project  was  approved  by  the 
Secretary  of  War  August  30, 1886,  after  the  first  appropriation  for 
improving  the  harbor  had  been  made,  and  in  December,  1891,  afterappro- 
priations  equal  to  the  estimated  cost  of  the  work  had  been  made  and 
expended,  the  project  was  considered  practically  completed.  The  chan- 
nel of  the  west  branch  had  been  made  5  feet  deep  at  mean  low  water 
and  about  80  feet  wide  up  to  within  1,000  feet  of  the  head  of  the  harbor. 
Near  the  head  of  the  harbor  the  width  was  from  50  to  70  feet;  at  the 
bends  of  the  channel  the  width  had  been  made  from  100  to  140  feet. 
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Under  the  river  and  liarbor  act  approved  September  19,  1890,  a  sur- 
vey of  Stamford  Harbor  was  made,  the  report  on  which,  dated  Sep- 
tember IC,  1891,  was  printed  in  the  Annual  Eeport  of  the  Chief  of 
Engineers  for  1891,  Part  I,  p.  849  et  seq.  This  rejwrt  presents  a  proj- 
ect for  enlarging  the  channel  of  the  west  branch  of  the  harbor  to 
accommodate  the  growing  commerce  of  Stamford,  and  estimates  were 
submitted  as  follows : 

Dredging  to  make  the  chaonel  150  feet  wide  and  7  feet  deep  at 

mean  low  water :  190,000  cubic  yards,  at  21  cents $39, 900 

Contingencies  and  supervision,  about 6, 100 

$46,000 

Dredging  to  make  the  basin  between  harbor  lines  at  the  head  of  the 

harbor  7  feet  deep :  150,000  cubic  yards,  at  28  cents 42,  OGO 

Contingencies  and  supervision,  about 7, 000 

49,000 

Total  estimated  cost  -> 95,000 

The  river  and  liarbor  act  of  July  13, 1892,  appropriated  $15,000  for 
improving  harbor  at  Stamford,  Conn.,  with  proviso  that  not  less  than 
one-half  the  sum  should  be  expended  on  the  east  branch.  This  appro- 
priation was  evidently  based  upon  the  survey  of  189(^'91,  which  was 
before  Congress  at  the  time,  and  also  upon  a  desired  improvement  of  the 
east  branch,  which  had  not  been  asked  for  at  the  time  when  the  survey 
was  made.  Therefore  the  east  branch  was  surveyed  and  a  project  sub- 
mitted for  making  the  channel  9  feet  deep  at  mean  low  water,  to  be  100 
feet  wide  for  a  length  of  8,535  feet,  and  50  feet  wide  for  about  1,200  feet 
to  the  head  of  navigation,  by  dredging  and  removing  rocks  and  bowl- 
ders, at  an  estimated  cost  of  $28,500.  The  plans  for  improvement  of 
both  branches  were  adopted,  and  the  project  of  1892  now  consists  of : 

Dredging  to  make  the  channel  in  the  west  branch  150  feet  vide  and  7  feet 
deep  at  mean  low  water :  190,000  cubic  yards,  at  21  cents $39, 900 

Dredging  to  make  the  basin  between  harbor  lines  at  the  head  of  the  west 

branch  7  feet  deep  at  mean  low  water :  150,000  cubic  yards,  at  28  cents. . .     42, 000 

Dredging  to  make  the  channel  in  the  east  branch  9  feet  deep  at  mean  low 
water,  100  feet  wide  to  the  steamboat  wharf,  a  distance  of  about  8,535  feet, 
and  50  feet  wide  for  1,200  feet  farther :  160,000  cubic  yards,  at  16  cents 25, 600 

Contingencies,  inspection,  etc.,  estimated  at 16,  000 

Total  estimated  cost  of  project  of  1892  from  beginning 123, 500 

Jnl^'^  1, 1893,  the  channel  of  the  west  branch,  dredged  under  the  com- 
pleted project  of  1883,  was  in  fair  condition,  the  only  shoals  of  less  than 
5  feet  depth  being  inplaceswhere  the  sidcbanks  had  fallen  in.  I>nder 
the  project  of  1892,  up  to  the  same  date,  20,877  cubic  yards  of  sand  and 
mud  had  been  dredged  from  the  east  branch,  making  a  channel  9  feet 
deep  at  mean  low  water  and  60  feet  wide  up  to  "  Turn-up  Rock,^^  a  dis- 
tance of  about  1,000  feet,  and  dredging  was  in  progress. 

Harbor  lines  were  established  in  the  west  branch  of  this  harbor  by 
action  of  the  Secretary  of  War,  dated  February  28,  1890. 

A  sketch  of  the  entire  harbor  was  printed  in  the  Annual  Report  of 
the  Chief  of  Engineers  for  1893,  p.  956. 

OPERATIONS  DIJKINa  THE   FISCAL   YEAR  ENDING   JUNE  30,  1894. 

At  the  beginning  of  the  year  dredging  was  in  progress  under  an 
ofi'er  of  the  Hartford  Dredging  Company,  to  do  the  work  at  the  rate  of 
16 J  cents  per  cubic  yard.  This  work  was  completed  October  24, 1893, 
the  dredge  Laving  removed  40,629  cubic  yards  during  the  fiscal  year, 
of  which  34,289  cubic  yards  were  applied  to  extending  the  channel  of 
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the  cast  branch  and  6,340  cubic  yards  to  removing  two  small  shoals  in 
the  west  branch. 

The  total  amount  dredged  under  this  accepted  ofifer  of  the  Hartford 
Dredging"  Company  was  (51,506  cubic  yards.  The  channel  of  the  east 
branch  was  made  9  feet  deep  at  mean  low  water  up  to  Hoyts  Dock,  a 
distance  of  4,100  feet;  thence  to  the  Steamboat  Dock  there  was  already 
over  8  feet  depth  and  the  channel  was  widened  about  20  feet  on  the 
east  bank;  above  the  steamboat  dock  the  channel  was  made  from  40  to 
60  feet  wide  and  8  feet  deep.  From  the  west  branch  two  shoals  were 
removed  at  the  bends  above  and  below  Cooks  Point  to  restore  the 
depth  of  5  feet  at  mean  low  water. 

Drilling  and  blasting  rocks  by  hired  labor  under  authority  of  the 
Chief  of  Engineers  was  resorted  to  in  order  to  remove  from  the  chan- 
nel of  the  east  branch  several  large  bowlders  and  ledges  which  the 
dredge  was  unable  to  move.  Under  authority  of  the  Cliief  of  Engi- 
neers the  dredge  was  hired  at  a  rate  of  $9  per  hour  to  remove  these 
blasted  rocks  and  several  smaller  ones  of  over  one-fourth  cubic  yard, 
which  could  be  taken  up  without  blasting.  Thirty-five  bowlders  of 
over  one-fourth  cubic  yard  each  were  taken  up  by  the  dredge  alone; 
they  contained  in  aggregate  26.9  cubic  yards  and  their  removal  cost 
$151.35,  being  an  average  cost  of  $5.63  per  cubic  yard.  Sixteen  larger 
rocks  were  drilled  and  blasted  and  subsequently  taken  up  by  the 
dredge,  either  wholly  or  to  over  0  feet  depth;  the  estimated  amount  of 
rock  removed  was  178  cubic  yards  in  place;  the  actual  amount  taken 
up  by  the  dredge,  including  small  fragments  and  sand,  was  612  cubic 
yards,  scow  measurement.  The  cost  of  drilling  and  blasting  was  $4.04 
per  cubic  yard  in  place,  and  the  ipst  of  dredging  and  removing  was 
$4.68. 

This  work  was  completed  November  8, 1893. 

In  May,  1894,  it  was  reported  that  there  were  certain  rocks  near  the 
edge  of  the  60-foot  channel,  which  were  dangerous  at  high  tide,  it  being 
difficult  to  keep  a  boat  in  so  narrow  a  channel.  An  examination  showed 
that  they  could  be  removed  without  great  expense,  and  the  Chief  of 
Engineers  authorized  the  application  on  the  available  funds  to  this 
work  by  hired  labor,  that  method  being  most  economical  and  advan- 
tageous to  the  Government.  Arrangements  have  been  made  under 
which  this  will  be  done  early  in  the  next  fiscal  year. 

PRESENT   CONDITION  OF   IMPROVEMENT. 

The  channel  of  the  west  br^.nch  is  5  feet  deep  at  mean  low  water  and 
80  feet  mde  or  more  up  to  within  1,000  feet  of  its  head,  for  which  dis- 
tance the  width  is  from  50  to  80  feet,  as  made  under  the  completed  proj- 
ect of  1886.  The  only  work  done  in  the  west  branch  under  the  exist- 
ing project  of  1892  was  the  removal  of  two  small  shoals  in  1893. 

The  channel  of  the  east  branch  is  60  feet  wide  and  9  feet  deep  at 
mean  low  water  up  to  Hoyts  Dock;  thence  to  the  Steamboat  Dock  it 
is  60  feet  wide  with  depths  from  8  to  9  feet;  thence  to  the  head  of  navi- 
gation it  is  40  to  60  feet  wide  and  8  feet  deep. 

PROPOSED   OPERATIONS. 

It  is  proposed  to  expend  future  appropriations  in  making  and  main 
taining  the  dredged  channels  in  both  branches  of  this  harbor  as  pro- 
vided by  the  existing  project.  The  estimated  cost  of  completion  is 
$108,500,  of  which  about  $15,500  is  estimated  for  completion  of  work 
upon  the  east  branch  and  $93,000  for  completion  of  the  work  contem- 
plated in  the  west  braiich. 
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Appropriations  for  improving  Stamford  Harbor,  Connecticut,  have 
been  made  as  follows: 


Application. 


Snrvev 

1)0 

Dredging,  went  branch. 


Mar.    2,1829 
Aug.   2,1882  1 
Aug.   5,1886  1 
Aug.  11, 1888  ! 
Sep.   19.1890 

Dredging,  east  branch $13,800  )  i  t_,i-,  ,«  ,mv.-, 

Dredging,  west  branch $1,200^   "^^^^  13, 18»2 


Do. 


Date. 


A  moon  t. 


$100 

350 

10,000 

5,000 

5,000 

*  15, 000 


Total. 


35.450 


*  The  only  appropriation  made  under  the  existing  project  of  1892. 

Stamford  Harbor  is  in  tho  Fairfield  coUectiou  district,  of  which  Bridgeport  is  the 
port  of  entry.  There  is  a  light-house  on  tho  middle  ground  at  the  harbor  entrance. 
The  nearest  work  of  defense  is  Fort  Schuyler,  Throgs  Neck,  20  miles  to  the  south- 
west. 

Money  statement 

July  1,  1893,  balance  unexpended $14,094.94 

June  30,  1894,  amount  expended  during  fiscal  year 13, 368. 65 


July  1,  1894,  balance  unexpended 


726.29 


{Amount  (estimated)  required  for  completion  of  existing  project 108,500.00 
Amount  that  can  be  profitably  expendeain  fiscal  year  ending  June  30, 1896    50, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 


COMMERCIAL  STATISTICS  FOR  THE   CALENDAR  YEAR 


FOR  THE  WEST  BRANCH. 

[Through  courtesy  of  Mr.  W.  D.  Smith,  Stamford,  Conn.] 

Arrivals  and  departures  of  vessels. 

[Draft  4  to  15  feet;  tonnage  10  to  450  tons.] 


Kind  of  vessels. 


Number 

of  round 

trips. 


Rtpaniers 

Sailing  vessels. 
Usirges 


Total. 


Aggregate  tonnage  of  all  trips  not  ascertained. 

Freight  received  and  shipped  by  water. 


Chief  articles. 


180 
400 


780 


K.sti  muted 
value. 


Receipts:                                                                                                                                       !  ^               i 

Coal  '  22,000  i  $110,000 

Lnmberand  baryta 23,000  45.000 

MiHcellaneous '  16,000  |  140.000 

Total 

Shipments— none  reported. 


61,000 


295,000 


No  new  line  of  transportation  has  been  established  since  July  1,  1893. 
'*As  everywhere  else,  business  was  below  the  average  last  year.'' 
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FOU  THE  EAST  liRANCH. 

[Through  coartcay  of  Messrs.  Getman  &  Jadd,  Stamford,  Conn.] 

Arrivals  and  departures  of  vessels, 

[Draft,  5  to  13  feet;  tonnage,  40  to  613  tons.] 


Kind  of  vessels. 


Number 

of  rouijil 

tripH. 

Steamers 1,325 

Sailing  vessels i  HI 

Barges 178 

Total 1,584 


Aggregate  tonnage  of  all  trips  not  ascertained. 

Freight  received  and  shipped  by  water. 


Chief  articles. 


Tn«.      1    Kstimated 
^*»°*-  value. 


Receipts : 

Coal  and  wood 

Lumber  and  building  materials 


54, 12C  ,    $228, 201. 00 
12,952  I       121,270.40 


Miscellaneous  (not  otherwise  Included) 73,728  |  4,748,993.00 


Total  receipts '    140.806     5,098.47.1.46 

Shipments,  miscellaneous 31,533  ,  1,193,120.35 

No  uew  liuea  of  trausportation  have  been  established  since  July  1,  1893. 

The  total  amount  of  freight  reported  for  the  West  Branch  (61,000  tons)  is  93,607 
tons  less  than  reported  for  1892. 

The  total  amount  reported  for  the  East  Branch  (172^339  tons)  is  17,732  tons  greater 
than  reported  for  1892. 


D  i6. 


IMPROVEMENT  OF  HARBOR  AT  COS  COB  AND  MIANUS  RIVER,  CONNEC- 
TICUT. 

This  harbor  is  a  tidal  inlet  extending  about  2  miles  northwardly  from 
Long  Island  Sound  at  a  point  4  miles  east  of  the  New  York  State  line.  It 
has  a  higli- water  width  of  from  800  to  2,000  feet,  but  the  low- water  channel 
is  narrow  and  bounded  by  mud  flats.  At  low  tide  there  is  an  available 
depth  of  7  feet,  with  width  of  about  200  feet  for  the  first  half  mile,  the 
depth  abpve  gradually  decreasing  to  almost  zero  at  the  head  of  the 
harbor. 

Mianus  is  a  small  settlement  at  the  north  end  of  the  inlet;  about 
three-quarters  of  a  mile  below,  the  stream  is  crossed  by  the  drawbridge 
of  the  New  York,  New  Haven  and  Hartford  Railroad,  which  has  stations 
known  as  Riverside  and  Cos  Cob,  on  the  east  and  west  banks,  respec- 
tively. The  commerce  of  the  harbor  is  practically  confined  to  the  sup- 
plies of  the  communities  living  along  its  shores.  At  Cos  Cob,  above 
the  railroad  bridge,  is  a  shipyard,  where  a  considerable  number  of  small 
boats  are  repaired  and  some  built;  at  Riverside,  below  the  bridge, 
are  the  houses  and  docks  of  the  Riverside  Yacht  Club. 

The  mean  rise  of  tide  is  about  7 J  feet. 
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By  act  of  Congress  approved  September  19, 1890,  a  preliminary  exam- 
ination and  survey  of  this  harbor  were  ordered.  The  report  on  the  sur- 
vey, dated  July  31, 1891,  and  printed  in  the  Annual  Eeport  of  the  Chief 
of  Engineers  for  1891,  Part  I,  p.  855,  contains  plan  and  estimates  for 
improvement,  to  make  by  dredging  a  channel  of  G  feet  depth  at  mean 
low  water,  150  feet  wide  up  to  the  railroad  bridge,  and  100  feet  wide 
thence  to  Mianus,  at  cost,  as  follows: 

DredRing  160,000  cubic  yards,  at  20  cents $32,000 

Contingencies 4,000 

Total 36,000 

This  project  was  adopted  by  approval  of  the  Secretary  of  War,  dafx?d 
July  21,  1892,  after  the  first  appropriation  for  the  improvement  had 
been  made. 

Up  to  July  1,  1893,  23,953  cubic  yards  had  been  dredged  from  the 
channel  making  it  7  feet  deep  at  mean  low  water  up  to  the  railroad 
bridge,  with  widths  of  75  to  100  feet,  under  a  contract  not  quite  com- 
pleted. 

A  sketch  of  this  harbor  was  printed  in  the  Annual  Report  of  the 
Chief  of  Engineers  for  1893,  p.  958. 

OPERATIONS  DURING  THE  FISCAL  TEAR  ENDING  JUNE  30,  1894. 

At  the  beginning  of  the  year  dredging  was  in  progress  under  a  con- 
tract with  Alonzo  J.  Beardsley,  dated  October  10,  1892,  for  dredging 
ing  about  40,000  cubic  yards  of  material  at  15  cents  per  cubic  yard. 
Work  was  continued  until  August  7,  when  the  contract  was  completed. 
The  amount  dredged  during  the  fiscal  year  was  16,047  cubic  yards. 

The  total  amount  dredged  under  the  contract  was  40,000  cubic  yards 
of  material,  nearly  all  mud.  The  channel  from  the  6-foot  curve  to  tlie 
railroad  bridge  was  completed,  being  made  the  full  width  of  150  feet. 
The  depth  actually  made  was  from  7  to  7J  feet,  to  allow  for  tilling  in 
from  the  adjacent  flats  which  are  of  very  sofb  mud. 

'present  condition  of  improvement. 

The  channel  is  150  feet  wide  and  6  feet  deep  up  to  the  railroad 
bridge,  the  work  above  described  being  the  first  Government  improve- 
ment made  in  this  river. 

proposed  operations. 

With  future  appropriations  it  is  proposed  to  continue  dredging  in 
:iccordance  with  the  approved  project. 

The  only  appropriation  made  for  this  improvement  is  that-of  87,000, 
}Made  by  the  river  and  harbor  act  of  July  13,  1892,  expended  as  above 
described. 

Cos  Cob  Harbor  and  Mianns  Rivor  arc  in  the  collection  district  of  Fairfield,  Conn., 
of  which  Bridgeport  is  the  port  of  entry.  The  nearest  light-house  is  on  Great  Cap- 
tains Island,  abont  2  miles  sonthwest  from  the  harbor  entrance.  Fort  Schuyler, 
Throgs  Neck,  New  York,  18  miles  to  the  southwest,  is  the  nearest  work  of  defense. 

Money  statement. 

.Tnly  1,  1893,  balance  unexpended $6, 558. 56 

J  unc  30,  1894 ,  amount  exi>ended  during  fiscal  year 6,  l-Jl.  08 

July  1,  1894,  balance  unexpended 4 17. 53 
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(Amount  (estimated)  required  for  completion  of  existing  project $29, 000. 00 
Amonntthatcaubeprotitably  expended  in  fiscal  year  ending  Juno  30, 1896    20, 000. 00 
Submitted  iu  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893 


AMraci  of  contract  for   improving   harbor  at  Cos  Cob  and  Mianu8   River ,  Connecti- 
cnty  in  force  during  the  fiscal  year  ending  June  30,  1894. 


!N^anto  and  addresH  of 
contractor. 


Alonzo  J.   BcardHle^% 
Bridgeport,  Conn. 


Itemarks. 


Contract  completed  Augngt  7,  1893; 
amoant  removed,  40,000  cubic 
yarda. 


COMMERCIAL  STATISTICS   FOR  CALENDAR   YEAR  1893. 

Commercial  statistics  have  been  asked  for,  but  up  to  date  of  this  report  have  not 
been  received. 


D  17. 
IMPROVEMENT  OF  PORT  CHESTER  HARBOR,  NEW  YORK. 


This  harbor  consists  of  the  lower  part  of  the  Byrani  River  and  a 
bay  at  its  moutli  opening  into  Long  Island  Sound.  The  river,  for 
about  1^  miles  from  its  mouth,  forms  the  boundary  line  between  the 
States  of  New  York  and  Connect  icut.  It  was  formerly  navigable  to 
Tvithin  a  few  hundred  feet  of  the  bridge  at  Port  Chester,  a  little  more 
than  a  mile  above  the  mouth. 

Before  improvement  the  available  depth  tip  to  the  wharves  was 
about  1  foot  at  mean  low  water. 

The  mean  rise  of  tide  is  7.4  feet. 


PROJECTS   FOR   IMPROVEMENT. 

A  survey  of  the  harbor  was  made  in  1871,  and  a  project  for  improve- 
ment, based  on  it,  was  submitted  and  adopted.  The  project  provided 
for  the  removal  of  two  rocks — Sunken  liock,  at  the  entrance  to  the 
bay,  with  5.7  feet  low- water  depth,  to  be  removed  to  11  feet,  and  Salt 
Bock,  about  1,000  feet  above  the  mouth  of  the  river,  partly  bare  at 
low  water,  to  be  removed  to  0  feet  depth ;  it  also  provided  for  a  break- 
water 400  feet  long  at  Byram  Point.  The  estimated  cost  was  as  fol- 
lows : 

Sunken  Rock,  1,474.5  cubic  yards,  at  $40 $58,  980 

Salt  Rock,  316.3  cubic  yards;  $40 12,652 

Breakwater  at  Byram  Point 25, 000 

Total 96,632 

Under  this  project  Salt  Hock  was  removed  in  1873.  No  further  work 
was  done  until  1884,  when  a  survey  of  the  channel  was  made  under 
the  appropriation  of  August  2,  1882,  and  a  project  for  expendnig  the 
funds  available  in  1884  (about  810,000)  was  submitted  and  approved. 
It  provided  for  making  a  channel  from  00  to  100  feet  wide  and  2^  feet 
deep  at  mean  low  water  from  the  bay  to  the  vicinity  of  the  bridge  at 
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Port  Chester.  The  channel  was  completed  to  within  150  feet  of  the 
bridge  in  May,  1885. 

In  1886,  0,232  cubic  yards  of  sand  and  gravel  were  dredged, 
straightening  the  channel  and  removing  small  lumps  and  irregulari- 
ties. Under  the  appropriation  of  $5,000,  made  in  1888,  the  project 
was  modified  to  omit  the  removal  of  Sunken  Hock  and  to  change  the 
location  of  the  proposed  breakwater,  making  it  extend  from  Sunken 
Kock  toward  the  shore.  Sunken  Kock  was  dangerous  only  because  it 
was  submerged,  and  was  at  the  side  of  the  channel;  the  channel  width 
at  the  rock  was  ample.  A  breakwater,  with  the  end  on  the  rock  ris- 
ing some  distance  above  high  water,  would  serve  as  a  beacon,  and 
•would  be  an  aid  instead  of  a  danger  to  navigation,  besides  afibrding 
more  shelter  than  the  originally  proposed  breakwater;  thus  it  would 
take  the  place  both  of  the  breakwater  and  of  the  removal  of  Sunken 
Rock,  together  estimated  to  cost  $83,980.  On  account  of  this  modifi- 
cation, iu  the  Annual  Report  of  the  Chief  of  Engineers  for  1890,  the 
estimated  cost  for  completion  of  project  was  reduced  from  $64,032  to 
$25,000. 

Up  to  July  1,  1893,  Salt  Rock  had  been  removed,  a  channel  2^  feet 
deep  at  mean  low  water  had  been  dredged  up  to  the  Port  Chester 
Highway  bridge,  and  the  breakwater  between  Byram  Point  and 
Sunken  Rock  had  been  built  to  a  length  of  783  feet,  but  not  to  full 
cross  section. 

A  sketch  of  Port  Chester  Harbor  from  Salt  Rock  to  Long  Island 
Sound  was  printed  in  the  Annual  Report  of  the  Chief  of  Engineers  for 
1889,  p.  716. 

OPERATIONS  DURING   THE   FISCAL   YEAR  ENDING  JUNE   30,  1894. 

At  the  beginning  of  the  year  work  was  in  progress  under  a  contract 
with  Humphrey  Toomey,  dated  October  7,  1892,  for  extending  and 
enlarging  the  breakwater  at  Byram  Point,  by  furnishing  and  placing 
about  3,500  tons  of  riprap,  at  the  rat«  of  $1.24  per  ton.  Work  was 
continued  until  August  5,  when  the  contract  was  completed.  During 
the  fiscal  year  1,529  tons  of  stone  were  placed,  of  which  452  tons  were 
used  in  building  72  linear  feet  of  shoreward  extension  of  the  break- 
water and  1,077  tons  were  used  in  enlarging  work  previously  built. 

The  total  amount  of  stone  delivered  under  the  contract  was  3,514 
tons;  the  breakwater  was  extended  shoreward  to  high-water  mark  on 
the  rocks  on  Byram  Point,  building  270  linear  feet  of  wall,  and  578 
linear  feet  of  the  previously  built  work  was  enlarged. 

At  a  point  110  feet  from  the  shore  end  a  gap  30  feet  wide  at  bottom 
was  left  in  the  wall,  to  allow  small  boats  to  pass  through  at  high 
water;  the  bottom  at  this  point  runs  bare  at  low  tide. 

PRESENT    CONDITION   OF   IMPROVEMENT. 

Salt  Rock  has  been  removed  to  a  depth  of  9  feet  at  mean  low  water. 
The  breakwater  has  been  built  from  Sunken  Rock  to  high- water  mark 
on  the  rocks  at  Byram  Point;  its  total  length  on  top  is  855  feet,  the 
lengtli  over  all,  including  the  gap  and  end  slopes,  being  about  900  feet. 

An  available  channel  of  2J  feet  depth  at  mean  low  water  has  been 
dredged  to  a  point  150  feet  below  the  bridge;  thence  to  the  bridge  the 
width  is  2  >  feet.  In  front  of  the  wharves,  where  vessels  he  aground 
at  low  tide,  the  bottom  has  been  leveled  as  nearly  as  practicable. 
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PROPOSED   OPERATIONS. 


With  future  appropriations  it  is  proposed  to  complete  the  break- 
water on  Byram  Point  anil  to  maintain,  and  if  necessary  to  enlarge, 
the  river  channel. 

-Appropriations  for  improving  Port  Chester  Harbor,  New  York,  have 
been  made  as  follows:      • 


Application. 


Date.     '  !  Amount. 


Bemoving  Salt  Rook. 


Dredjipug  in  Byram  Kivor  and  Bay  . 
Breakwater 


Do. 
Do. 


Total. 


Jane  10, 1872 
Ang.  2,1882 
Aug.  11, 1888 
Sept.  19, 1890 
July  13, 1892 


$12,000 

15,000 

5,000 

5,000 

5,000 


42,000 


Port  Chester  Harbor  is  in  the  collection  district  of  New  York. 

The  nearest  light-house  is  on  Great  Captains  Island,  If  mires  east  of  the  month  of 
the  harbor. 

The  nearest  work  of  defense  is  Fort  Schuyler,  Throgs  Neck,  about  15  miles  south- 
west. 

Money  statement 

July  1, 1893,  balance  unexpended $4, 327. 24 

June  30, 1894,  amount  expended  during  fiscal  year 4, 102.98 


July  1, 1894,  balance  unexpended  . 


224.26 


{Amount  (estimated)  required  for  completion  of  existing  project 15, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    15, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 


Abstract  of  contract  for  improving  Port  Chester  Harbor y  New  York,  in  force  during  ike 
fiscal  year  ending  June  SO,  1894, 


Name  and  address    Date  of  con- 
of  contractor.  tract. 


Humplirey  Tooniey, 
Guilford,  Conn. 


Oct.  7,  1892 


Delivering  and  placing 
riprap  and  extending 
and  enlarging  break- 
water. 


Price  per 
groHs  ton 

riprap 

dehvered 

and 

placed. 

$1.24 


Remarks. 


Contract  completed  Aug.  5, 
1893:  3,5U  tons  of  riprap 
delivered  and  placed  in 
the  breakwater. 


CO.MMERCIAL  STATISTICS   FOR   CALENDAR  YEAR   1^ 

Arrivals  and  departures  of  vessels, 
[Draft,  5  to  10  feet;  tonnage,  25  to  400  tons.] 


Kind  of  vessels. 


Stenniers 

Sailing  vessels  . 
Barges 

Total 


Number  !  Aggregate 

of  round  !  tonnage  of 

trips.    I    all  irips. 


575  58.500 

390  I  28.000 

410  ,  130.000 


1.375 


216,500 
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Freight  received  and  shipped  by  tcaier. 


Chief  articles. 

Tons. 

Estimated 
value. 

Receiptfl : 

Coal,  iron,  lumber,  8tone,  bnililera'  inateriid - 

90.000 
37.000 

f715.0U0 

Miscellaneoas  (not  otherwise  iDcluded) Jl 

075,  OOB 

Total  receipts 

136.000 

1,690,000 

Sbipnicnts : 

Farm  produce,  manufacturers'  goods 

19,000 
8,00«J 

000.000 

Miscellaneous  (not  otherwise  included) 

125,009 

Total  shipments 

27.000 

1.025,000 

Tho  above  figures  sbow  a  total  tonnage  of  freight  of  163,000  tons,  being  a  decrease 
of  8,000  tons  since  the  last  report  received  (ISflS;,  when  171,000  tons  were  reported. 
The  difference  as  stated  is  duo  to  the  general  busiMess  depression  during  the  past 
year. 

No  new  lino  of  transportation  has  been  established  since  July  1,  1893. 


D  i8. 
IMPROVEMENT  OF   LARCHMONT  HARBOR,  NEW  YORK. 

Xarclimont  Harbor  is  a  bay  on  the  northwest  .sliore  of  Long  Island 
Sound,  abont  25  miles  by  water  from  the  Battery,  New  York  City,  and 
G  miles  southwest  from  the  boundary  between  the  estates  of  New  York 
and  Connecticut.  Tho  harbor  is  about  half  a  mile  wide,  and  extends 
rather  more  than  half  a  mile  inland.  It  is  a  basin  with  no  definite  chan- 
nel, the  low  water  depth  of  18  feet  at  the  entrance  gradually  decreas- 
ing toward  the  shores,  east,  north,  and  west. 

The  harbor  is  chiefly  used  by  the  Larchmont  Yacht  Club,  but  is  more  or 
less  sought  by  small  coasters  and  fishing  vessels  for  refuge  or  for  night 
anchorage.  It  is  exposed  to  storms  from  east  to  south,  and  during 
northeast  storms  heavy  seas  roll  around  Long  Beach  Point,  east  of  the 
harbor,  and  compel  vessels  to  go  well  up  into  shoal  water  for  shelter. 

The  entrance  is  divided  into  three  channels  by  two  rocks:  Umbrella 
Eock,  about  800  feet  trom  the  west  shore,  being  a  large  ledge  with 
least  depth  of  3.1  feet  at  mean  low  water,  and  Huron  Eock,  about  900 
feet  southwest  from  the  east  shore,  a  smaller  ledge  with  least  depth  of 
9.8  feet.  The  channel  between  the  rocks  is  over  900  feet  wide,  and  is 
the  one  almost  invariably  used.  There  Jire  other  rocks  inside  the  har- 
bor which  are  well  known  and  are  marked  by  spindles;  they  are  too 
wear  the  west  shore  to  interfere  with  the  use  of  the  harbor  for  general 
navigation. 

The  mean  rise  of  tide  is  7.4  feet. 

PROJECTS   FOR  IMPROVEMENT. 

The  river  and  harbor  act  of  August  11,  1888,  provided  for  a  survey 
of  Larchmont  Harbor,  which  was  made  the  following  year.  The  rex>ort 
on  the  survey,  dated  November  20,  1889,  was  printed  as  House  Ex. 
Doc.  No.  40,  Fifty-first  Congress,  first  session,  and  also  in  the  Annual 
Eeport  of  tho  Chief  of  Engineers  for  1890,  Part  I,  p.  075.  With  the 
report  were  presented  two  alternative  projects  for  improvement,  one 
for  removal  of  Umbrella  and  Huron  rocks,  the  ether  for  bi^akwaters  to 
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cover  eacli  rock  and  oxteiid  to  the  Dearest  shore.  The  cost  of  remov- 
ing the  rocks  to  15  feet  depth  at  mean  low  water  was  estimated  at 
$126,000,  and  the  cost  of  the  two  breakwaters  at  $105,000.  At  the  date 
of  th(B  report  the  preference  of  those  most  interested  in  the  harbor  was 
expressed  in  favor  of  removing  the  rocks.  Alter  further  consideration 
they  chaiiged  their  views,  preferring  the  breakwaters,  and,  in  accord- 
ance with  their  petition  or  request,  a  clause  in  the  first  draft  of  the 
river  and  harbor  act  of  1890,  which  required  that  the  money  appro- 
priated for  the  harbor  1m»  expended  "to  remove  obstructions  at  mouth 
of  harbor,^  was  struck  out. 

The  project  for  constructing  two  breakwaters  at  the  mouth  of  the 
harbor  was  approved  by  the  Secretary  of  War  September  27,  1890, 
altei  the  first  appropriation  for  improving  the  harbor  was  made. 

Up  to  July  1, 1893,  74  linear  feet  of  Umbrella  Breakwater  and  04  linear 
ltf,t  of  Huron  Breakwater  had  been  built. 

A  sketch  of  Larchmont  Harbor  was  printed  in  House  Ex.  Doc.  No. 
441,  Fifty-first  Congress,  first  session,  in  connection  with  the  report 
upon  survey,  but  no  sketch  of  the  harbor  has  been  printed  with  Annual 
Report  of  the  Chief  of  Engineers. 

OPERATIONS  DURING  THE  FISCAL    YEAR  ENDING  JUNE  30,  1894. 

Nothing  was  done. 

PRESENT   CONDITION   OP  IMPROVEMENT. 

The  only  public  work  done  in  this  harbor  is  the  beginning  of  con- 
struction of  two  breakwaters.  Umbrella  Breakwater  has  been  made  74 
feet  long  and  Huron  Breakwater  C4  feet  long.  Both  were  begun  u])on 
the  rocks  and  were  built  to  10  feet  above  low  water,  with  top  width  of 
4  feet,  the  outer  ends  being  slightly  higher  to  serve  as  beacons  on 
the  rocks.  At  their  present  lengths  they  serve  no  other  purpose  than 
to  mark  the  rocks. 

PROPOSED   OPERATIONS. 

Future  appropriations  should  be  applied  to  complete  both  break- 
waters, as  provided  for  in  the  project. 

The  only  appropriation  for  improving  Larchmont  Harbor,  New  York, 
is  the  one  of  $5,000  made  by  the  act  of  Congress  approved  Septem- 
ber 19,  1890. 

Larclinioiit  Harbor  is  in  tho  collection  district  of  New  York.  The  nearest  liglit- 
houHo  is  on  Execntion  Rock,  3  miles  southward.  Fort  Schuyler,  about  8  miles 
southwest,  is  tho  nearest  work  of  defense. 

Money  statement 

,Tuly  1, 1893,  balance  unexpended $120.95 

July  1,  1894»  balance  unexpended 120. 95 

(  Amount  (estimated)  required  for  completion  of  existing  project 100, 000. 00 

I  Amountthatcan  beprofitably  expended  in  fiscal  year  ending  June  30, 1896    50, 000. 00 
)  f3ubmitted  in  compliance  with  requirements  of  sections  2  of  river  and 
\     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


COMMKRCIAL  STATISTICS  FOR  CALENDAR  YKAR   1893. 

Commercial  statistics  have  been  asked  for,  but  up  to  date  of  this  report  have  not 
been  received. 
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D  19. 
IMPROVEMENT  OF  EAST  CHESTER  CREEK,  NEW  YORK. 

East  Chester  Creek,  called  also  Hutchinson  Eiver,  is  a  small  stream 
which,  as  a  tidal  inlet  for  the  last  4  miles  of  its  course,  traverses 
marshes  of  one-quarter  to  1  mile  iif  width,  and  empties  into  East 
Chester  or  Pelham  Bay,  a  large  bay  on  the  northwest  shore  of  Long 
Island  Sound,  just  east  of  Throws  Neck,  and  20  miles  by  water  from  the 
Battery,  Few  York  City.  The  width  of  the  creek  varies  from  25  feet 
to  half  a  n.ile  at  high  water,  but  the  channel  is  narrow  everywhere. 

Pelham  bridge,  a  highway  bridge,  crosses  the  creek  near  it«  mouth. 
A  short  distance  above  is  the  bridge  and  trestle  of  the  Harlem  Kiver 
branch  of  the  New  York,  New  Haven  and  Hartford  Eailroad,  and  at 
Lockwood,  about  2J  miles  above  its  mouth,  the  stream  is  crossed  by 
the  Boston  road.    All  three  bridges  are  drawbridges. 

The  mean  rise  of  tide  at  the  mouth  of  the  creek  is  7.1  feet. 

For  half  a  mile  up  the  creek  there  was  originally  a  channel  from  4  to 
9  feet  deep  at  low  water,  but  the  depth  decreased  farther  up,  and  at 
Town  Dock,  the  principal  landing,  about  1 J  miles  from  the  moutli,  the 
available  depth  at  high  water  was  only  about  equal  to  the  rise  of  the 
tide.  Above  Town  Dock  the  stream  was  narrow  and  crooked,  and  the 
depth  about  the  same  as  just  below. 

The  commerce  at  Town  Dock  was  principally  in  coal  and  building 
materials  for  East  Chester  and  Mount  Vernon;  the  latter  is  a  rapidly 
growing  place,  with  a  present  population  of  about  15,000.  The  main 
business  part  of  the  city  of  Mount  Vernon  is  about  2  miles  from  Town 
Dock.  It  is  understood  to  be  mainly  for  the  benefit  of  prospective 
Mount  Vernon  commerce  that  the  improvement  of  East  Chester  Creek 
is  desired. 

PROJECTS  FOR  IMPROVEMENT. 

In  1871  a  survey  of  East  Chester  Creek  was  ordered  by  Congress. 
It  was  made  in  the  same  year,  and  in  the  report,  dated  January  19, 
1872,  and  printed  in  the  Annual  Report  of  the  Chief  of  Engineers  for 
1872,  p.  812,  three  plans  of  improvement  were  outlined,  viz: 

For  making  and  maintaining,  by  means  of  a  tidal  basin  and  a  sys- 
tem of  dikes,  a  channel  9  feet  deep  at  mean  low  water,  estimated  to 
cost  $1,646,000. 

For  making  and  maintaining  in  the  same  way  a  channel  11  feet  deep 
at  mean  high  water  (about  4  feet  at  low  water),  estimated  to  cost 
$731,000. 

For  securing  7  feet  depth  at  slack- water  navigation  by  means  of  a 
lock  above  Goose  Island  (about  half  a  mile  from  the  mouth  of  the 
creek),  estimated  to  cost  $300,000. 

No  recommendation  as  to  the  worthiness  of  improvement  accom- 
panied these  estimates.  March  25, 1872,  the  House  of  Representatives 
passed  a  resolution  inquiring  the  cost  of  removing  obstructions  be- 
tween tide  gauges  No.  1  and  No.  2,  so  as  "to  afford  the  same  depth 
of  water  above  Station  No.  1  as  now  prevails  below  it." 

In  reply  to  this  resolution,  a  report  was  submitted  April  3, 1872  (see 
Annual  Report  of  the  Chiefiof  Engineers  for  1872,  p.  814),  containing 
the  following  estimates: 

Basin,  purchase  of  site,  18  acres,  at  $150 $2, 700 

Excavation  to  level  ot  mean  low  water,  200,000  cubic  yards,  at  40  cents KG,  000 

Excavation  of  cut,  60,000  cubic  yards,  at  40  cents ^'522 

Diking  and  revetting  banks  of  cut 12, 000 

Engineering  and  contingencies 17, 806 

Total -^. *  136,506 
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This  plan  coutemplated  (as  appears  from  maps  on  file)  straigliteuing 
the  channel  at  Lockwood  and,  as  it  was  necessary  in  any  case  to  replace 
the  old  arch  bridge  of  the  Boston  road  by  a  drawbridge,  changing  the 
location  of  such  bridge  to  a  point  abont  700  feet  eastward,  so  as  to  give 
a  straighter  and  cheaper  channel  for  the  stream. 

In  1873  $25,000  was  appropriated  for  improving  East  Chester  Creek, 
It  was  designed  to  expend  it  in  accordance  with  the  above  estimates, 
which  were  then  considered  an  adopted  project,  bnt  no  means  had 
been  provided  for  acquiring  the  land  needed  for  the  proposed  cut  at 
Lockwood,  so  no  work  was  done  at  that  time. 

In  1875  it  became  apparent  that  the  proposed  change  of  location  of 
the  drawbridge  at  Lockwood  could  not  be  made.  The  old  bridge  lay 
on  the  boundary  between  the  towns  of  East  Chester  and  Pelham  and 
was  supported  by  the  towns  jointly.  Under  the  proposed  change  of 
location  the  new  bridge  would  lie  within  the  town  of  Pelham,  which 
town  would  then  have  to  support  it;  therefore  the  town  of  Pelham 
would  not  consent  to  the  change,  and  the  old  bridge  was  replaced  by 
an  iron  drawbridge  in  the  same  location.  The  proposed  location  of  the 
cut  had,  therefore,  to  be  altered  to  bring  it  to  the  drawbridge.  This 
necessitated  excavating  a  considerable  amount  of  rock  at  an  increased 
cost  of  410,000.  (See  General  Newton's  letter  to  the  Chief  of  Engineers, 
September  24, 1875.) 

In  1875  $12,000  more  was  appropriated  for  this  improvement,  but  it 
was  not  until  1877  that  a  commission,  appointed  by  the  State  of  New 
York,  finally  obtained  the  land  for  the  proposed  cut.  Alter  this  right 
of  way  was  secured,  in  1877,  a  contract  was  entered  into  for  making  a 
cut  9  feet  deep  at  mean  high  water  (2  feet  at  low  water),  with  a  width 
of  100  feet  at  high-water  level ;  this  contract  included  about  3,149  cubic 
yards  of  rock  excavation,  1,210  linear  feet  of  pile  dike,  and  140  linear 
feet  of  crib  dike.  It  was  completed  in  1878,  and  in  that  year  and  in 
1879,  under  an  appropriation  of  $10,000  made  June  18, 1878,  dredging 
was  done  by  hired  labor,  removing  a  shoal  of  bowlders  just  outside  of 
Pelham  bridge,  and  making  a  channel  about  125  feet  wide  and  9  feet 
deep  at  high  water  on  the  west  side  of  Goose  Island,  being  an  exten- 
sion of  the  original  project. 

In  1879  $3,500  was  appropriated  for  continuing  the  improvement, 
and  $3,500  in  1880.  These  appropriations  were  not  expended  until 
1884. 

In  the  Annual  Report  for  1879  it  was  stated  as  necessary  to  complete 
the  improvement  from  Pelham  bridge  vo  Lockwood  "to  construct 
dikes  from  the  lower  end  of  the  cut  to  Goose  Island,  a  distance  of  5,800 
feet."    In  1880  these  dikes  were  estimated  to  cost  $40,000. 

The  appropriations  were  not  large  enough  to  warrant  beginning  the 
cut  above  Lockwood,  or  the  above-mentioned  dikes,  and  these  proposed 
works  were  apparently  abandoned  for  the  time  being.  In  1881  General 
Newton,  U,  S.  Engineers,  then  in  charge,  reported  that — 

Furthermore,  until  it  is  proved  that  a  depth  of  9  or  10  feet  •  *»  »  can  not  be 
maintained  under  the  scale  of  iniproveineDt  already  completed,  it  will  bo  unneces- 
sary to  inaugurate  new  works.  The  amount  of  funds  available,  $7,372.14,  will  be 
quite  sufficient  for  the  present  wants  of  the  case. 

This  money  was  expended  in  1884  in  dredging  just  below  Town  Dock, 
a  work  not  included  in  the  original  estimate. 

August  5,  1886,  $10,000  was  appropriated  for  this  improvement, 
which  was  mostly  expended  in  1888  and  1889  in  dredging  between 
Town  Dock  and  Lockwood  to  remove  shoals  from  the  previously 
dredged  channel. 
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In  1887  an  estimate  Tras  made  of  the  cost  of  the  several  projiosed 
extensions  of  project,  from  which  it  appears  that  $81,000  have  been 
either  expended  or  ostinnited  for  works  not  inchidod  in  the  first  esti- 
mate, and  that  estimate,  therefore,  shdnld  be  increased  to  $221,000  if 
it  is  i)roposed  to  carry  out  the  original  t)lan  witli  these  extensions; 

It  Avas  proposed  to  expend  the  appropriation  of  85,030,  made  Angust 
11,  1888,  in  dredging  a  cut  above  Lockwood,  and  in  January,  1880,  the 
line  of  cut  was  staked  out  and  a  description  given  to  the  State  com- 
missioners for  securing  right  of  way.  They  were  asked  to  obtain  per- 
mission to  dex)Osit  the  material  on  the  marsh  lands  adjacent  to  the  cut, 
which  could  be  done  cheaply  as  compared  with  the  cost  of  carrying  it 
out  into  Long  Island  Sound.  The  commissioners  reported  that  this 
consent  could  not  be  obtained,  and  as  the  available  funds  were  not  suf- 
ficient to  begin  work  nndcr  any  other  plan  for  disi)osing  of  dredged 
materials,  work  was  postponed  until  larger  appropriations  should  be 
made. 

In  1892,  owing  to  certain  changes  of  ownership,  it  was  found  that 
the  requisite  i^ermission  to  deposit  dredgings  on  the  banks  of  the  creek 
could  be  secured,  and  by  authority  of  the  Chief  of  Engineers  an  offer 
of  the  Mount  Vernon  Suburban  Land  Company  to  dredge  and  deposit 
material  upon  adjacent  banks  at  the  rate  of  22  cents  per  cubic  yard, 
prism  measurement,  was  accepted.  Under  this  offer  27, 700 cubic  j^ards 
of  mud  were  dredged  and  deposited  on  the  west  side  of  the  cut,  making 
a  channel  9  feet  deep  at  high  water,  60  feet  wide  at  bottom,  with  side 
slopes  of  1  upon  1,  extending  northward  1,300  feet  above  the  Lock- 
wood  drawbridge. 

A  sketch  of  East  Chester  Creek  was  printed  in  the  Annual  Keport 
of  the  Chief  of  Engineers  for  1893,  p.  908. 

OPERATIONS  DURINU   THE   FISCAL   YEAR  ENDING   JUNE  30,  1894. 

No  work  was  done  by  the  United  States.  Private  ))arties  dredged  a 
slip  into  the  marshes  of  the  west  bank  just  above  Lockwood,  and  have 
utilized  the  dredged  channels  by  establishing  a  propeller  freight  line, 
making  regular  trips  three  times  per  week  between  Mount  Vernon  and 
New  York  City. 

PRESENT   CONDITION   OF  IMPROVEMENT. 

There  is  a  channel  of  9  feet  depth  at  mean  high  water  (2  feet  at  low 
water)  from  the  bay  to  a  point  1,300  feet  above  Lockwood,  with  a  width 
of  100  feet  or  over  to  a  point  1,000  feet  above  Town  Dock;  thence  to 
Lockwood  from  60  to  75  feet  wide,  and  above  Lockwood  (»0  feet  wide. 

The  dikes  on  the  east  side  of  the  channel  below  Lockwood  are  in  fair 
condition. 

PROPOSED   OPERATIONS. 

With  future  appropriations  it  is  proposed  to  widen  the  channel  below 
Lockwood  and  to  widen  and  deepen  it  above  Lockwood,  as  provided  in 
the  modified  project.  The  estimated  cost  of  this  work,  as  submitted  in 
the  Annual  Report  for  1891,  is  $55,000. 

The  dikes  below  Town  Dock,  at  one  time  proposed,  do  not  seem  to 
be  necessary  at  present  as  a  means  of  improving  or  maintaining  the 
channel. 
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Appropriations  for  improving  East  Chester  Creek  have  been  made 
as  follows: 


Application. 


Ciztlinff  through  marsh  and  rock,  and  dikins  (in  1877) 

Dredgnig  under  Boston  road  briuce  and  at  Goose  Island 

DTed;(iug  near  Lock  wood,  Gooso  island,  and  Pelham  bridge 

l>redgfng  from  40  to  00  feet  wide  from  Pdl  Point  to  Town  Dock  . 

Dredging  above  Town  Dock 

Dredging  aboTO  Lockwood 


Total . 


Date. 


Mar.  3,1873 
Har.  3,1875 
Jnne  18, 1878 
5 Mar.  3, 1879 
^Jnne  14, 1880 
Aug.  6,1886 
Aug.  11, 1888 


Amount. 


$25,000 
12,000 
10,006 
3,500 
3,500 
10,000 
5,000 


00,  000 


East  Chester  Creek  is  in  the  collection  district  of  New  York. 

The  nearest  light-house  is  on  the  "  Stepping  Stones/'  3  miles  southeast  of  the 
month  of  the  creek. 
The  nearest  work  of  defense  is  Fo^t  Schuyler,  Throgs  Neck,  about  3^  miles  south. 

Money  statement 

July  1, 1893,  balance  unexpended 

Juno  30, 1894,  amount  expended  during  fiscal  year 


$15. 33 
15.33 


{Amount  (estimated)  required  for  completion  of  existing  project 55,  (XK).  00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  line  30, 1896    55, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 


COMMERCIAL  STATISTICS   FOR  THE   CALEXDAR  YEAR   1893. 

Arrivals  and  departures  of  resscln. 
[Draft,  5  to  7  feet;  tonnage,  130  to  203  tons.] 


Kiud  of  Tossela. 


Steamers 

Sailing  vessels. 
JUarges 


Total 


Aggregate  tonnage  of  all  tiips  not  aHccrtained.     • 

Freight  received  and  shipped  hy  water. 


Number 
of  round 
I     triptt. 


1G8 

4 

16t 


330 


Cblef  articles. 


Receipts : 

Lurol)or 

Building  materials 

Coal 

Aliscollanoons  (not  otherwise  included)  . 

TotAl  receipts , 

Shipments:  None  reporte<l. 


Tons,     i 


Estimated 
value. 


1.000  $20,000 

17,490  '  04,300 

10,500  I  52,500 

27,000  145,000 


65,090  I 


311.800 


The  above  figures  show  an  increase  of  tonnage  over  that  reported  for  1892  (the  iast 
received)  of  8,875  tons. 

Since  July  1, 1893,  a  freight  steamer  line  has  been  established,  making  triweekly 
trips  between  New  York  City  and  Lock  woods. 

The  year  1893  was  a  fair  average  year  for  commerce  by  water,  but  with  the 
improvement  of  the  river  the  commerce  will  very  greatly  increase. 

John  E.  Bryant. 

MorNT  Vkrnon,  N.  Y.,  May  7, 1894, 
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D  20. 

IMPROVEMENT  OF  GREENPORT  HARBOR.  NEW  YORK. 

This  harbor  is  a  roadstead  near  the  east  end  of  the  north  fork  of  Long 
Island,  lying  between  the  north  fork  on  the  northwest  and  north,  and 
Shelter  Island  on  the  sontheast  and  south.  The  anchorage  ground  was 
exposed  to  storms  from  northeast  and  east. 

A  sand  spit,  called  Joshua  Point,  formerly  protected  the  little  bay 
at  Green  port  from  easterly  storms,  but  in  a  few  years  prior  to  1883  this 
had  worn  away  rapidly  and  the  sand  had  been  carried  into  the  bay. 

The  mean  rise  of  tide  is  2.4  feet. 

PROJECT   FOR   IMPROVEMENT. 

The  river  and  harbor  act  of  1881  ordered  a  survey  of  this  harbor,  the 
report  upon  which,  dated  January  20, 1882,  and  printed  in  the  Annual 
Report  of  the  Chief  of  Engineers  for  1882,  Part  I,  p.  635,  contained 
plans  and  estimates  for  a  breakwater  (extending  to  the  curve  of  18  feet 
depth)  to  be  built  to  3  feet  above  mean  high  water  level,  with  a  top 
width  of  5  feet  and  side  slopes  of  1  upon  1 ;  the  estimated  cost  was 
$40,000.  The  first  appropriation  for  the  harbor  was  made  by  act  of 
Congress  of  August  2,  1882,  and,  thereupon  the  project  was  adopted  as 
above.  In  1890  the  project  was  modified  to  provide  for  building  up  the 
breakwater  to  a  height  of  5  feet  above  mean  high  water,  to  extend  it  no 
farther  (it  was  then  1,570  feet  long),  and  to  apply  the  remainder  of  the 
estimate  for  completion  of  improvement  to  dredging  in  the  anchorage 
afforded  by  the  breakwater. 

Up  to  July  1,  1893,  the  breakwater  had  been  built  up  to  the 
required  dimensions,  and  22,441  cubic  yards  of  sand  had  been  dredged, 
enlarging  the  anchorage  area  of  9  feet  depth  inside  the  breakwater 
by  about  3  acres,  and  making  a  channel  40  feet  wide  and  6  feet 
deep  at  mean  low  water  to  afford  an  entrance  to  Sterling  Basin,  a  land- 
locked cove  much  used  for  winter  anchorage  for  yachts  and  small  ves- 
sels. 

Harbor  lines  were  established  in  Greenport  Harbor  by  the  Secre- 
tary of  War,  January  5, 1894. 

A  sketch  of  Greenport  Harbor  was  printed  in  the  Annual  Report  of 
the  Chief  of  Engineers  for  1893,  p.  970. 

OPERATIONS  DURING   THE  FISCAL   YEAR  ENDING  JUNE  30,   1894. 

At  the  beginning  of  the  year  dredging  was  in  progress  under  a  con- 
tract with  P.  J.  Brummelkamp,  dated  October  12, 1892,  for  removing 
about  45,000  cubic  yards  of  material  at  20  cents  per  cubic  yard.  Work 
was  continued  under  an  extension  of  the  contract  until  September  15, 
1893,  when  the  contract  was  completed. 

The  amount  dredged  during  the  fiscal  year  was  32,820  cubic  yards, 
increasing  the  anchorage  area  of  9  feet  depth  inside  the  breakwater  by 
about  2  acres,  and  widening  and  deepening  the  entrance  to  Sterling 
Basin. 

The  total  amount  dredged  under  the  contract  was  43,224  cubic  yards. 
This  work  completed  the  i)roject  for  improvement  of  the  harbor. 

PRESENT   CONDITION   OF   IMPROVEMENT. 

The  breakwater  is  1,670  feet  long,  5  feet  wide  on  top,  the  top  being 
5  feet  above  high  water;  it  contains  19,310  tons  of  riprap. 
The  available  anchorage  of  9  feet  depth  inside  the  breakwater  has 
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been  increased  by  5  acres  of  completely  sheltered  area.  The  channel 
between  Sterling  B£^,^in  and  the  outer  harbor  has  been  made  60  feet 
wide  and  8  feet  deep  at  mean  low  water. 


PROPOSED   OPERATIONS. 


The  amount  of  tbe  original  estimate  for  this  improvement  has  been 
appropriated  and  expended,  and  the  projected  improvement  has  been 
completed.    Nothing  further  is  now  contemplated. 

Appropriations  forjmproving  Greenport  Harbor  have  been  made  as 
foUows: 


Application. 


Date. 


Amoant. 


Snrvey 

Expended  on  breakwater.. 

Do 

Do 

Do 

Breakwater  and  dredging. 
Dredging 


Mar.  3,1881 
Aug.  2,1882 
July  5,1884 
Ang.  5,1886 
Aug.  11, 1888 
Sept.  19, 1890 
July  13, 1892 


$500 
10,000 
10,000 
5,000 
5,000 
5,000 
11.000 


Total. 


46,600 


Greenport  is  a  port  of  delivery,  in  the  collection  district  of  Sag  Harbor. 
The  nearest  lignt-house  is  on  Long  Beach  Point,  3  miles  to  the  eastward. 
The  n  etirest  work  of  defense  is  Fort  Tnimbull,  New  London  Harbor,  Connecticut, 
21  miles  distant  in  a  straight  line. 

Money  staiemenU 

July  1,1893,  balance  unexpended $9,840.48 

June  30, 1894,  amount  expended  during  fiscal  year 8, 544?71 

Julv  1, 1894,  balance  unexpended 1, 295. 77 


Ahsiract  of  contract  for  improving  Greenport  Harbor,  New  York,  in  force  during  the  fiscal 

year  ending  June  SO,  1894, 


Name  and  addreea  of 
contractor. 

Date  of  con- 
tract. 

Subject  of  con- 
tract. 

Price 

per  cubic 

yard. 

Remarks. 

P.  J.   Brnromelkamp, 
Syracuse,  N.  Y. 

Oct.  12, 1892 . 

Dredging 

$0.20 

Contract  completed  under  extension 
Sept.    15,    1893.      Total    amount 
dredged.  43,224  cubic  yards. 

COMMERCIAL   STATISTICS  FOR  THE   CALKNDAR   YEAR   1893. 

[Through  courtesy  of  S.  Truman  Preston,  Greenport,  N.  Y.] 

Arrivals  and  departures  of  vessels. 

[Draft  3  to  18  feet;  tonnage  5  to  1,200  tons.] 


Steamers 

Sailing  vessels. 
Yachts 


Total. 


Kind  of  vessels. 


Aggi'egnte  tonnage  of  all  trips  not  ascertained. 


Number 


Number  of 


!  TesHcls.  '  ™""^  ^^^P» 


34  I    Aliout  2,700 

191  I  

300 


525  1. 
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Freiifht  received  and  shipped  by  iraicr. 


Chief  articles. 


Ton*. 


Estimated 
value. 


Ikoceipte : 

Coal '  12,000  ;  $60,000 

Fish  an<l  fertilizers I  89,704     Unknown. 

Misccllaneoiu  (not  otherwise  included) |  20,276  |  Unknown. 

Total  receipts !  121.980  ' 

Shipments:  .1 

Brick 20,000  '  M40.000 

MiscellaneouH  (not  otherwise  included) J  16, 3:^0  ,  irnknown. 

Total  shipments 36,330    ...; 


Number  of  veBsels  built  in  1893,  12  small  sail  boats. 
Number  of  vessels  repaired  in  1898,  325,  from  5  to  400  tons. 
Number  of  vessels  entered  for  refnge  in  1893,  525  (estimated). 
No  new  lines  of  transportation  have  been  established  since  July  1,  1893. 
The  lust  ])reviou8  statement  of  commerce  for  Greenport  Harbor  was  for  1890,  when 
43,500  tons  of  freight  were  reported. 


D   21. 

IMPROVEMENT  OF  PORT  JEFFERSON  HARBOR,  NEW  YORK. 

Port  Jefferson  Hiirbor  is  on  the  north  shore  of  Long  Island  and  about 
50  miles  east  from  New  York  city.  It  is  a  mile  long  and  averages  three- 
quarters  of  a  mile  wide,  and  a  large  part  of  the  area  has  a  depth  of  18 
feet  or  more  at  low  tide.  Tributary  to  this  harbor,  on  the  west,  are 
Setauket  Harbcw  and  Conscience  Bay,  two  shallow  tidal  basins.  Fort 
Jefferson  Harbor  is  surrounded  on  three  sides  by  hills,  and  is  separated 
from  Long  Island  Sound  on  the  north  by  a  beach  of  sand  and  gravel, 
through  which,  and  nearly  in  the  axis  of  the  harbor,  is  a  single  entrance 
400  feet  wide.  This  entrance  is  Port  Jefferson  Inlet,  and  through  it  a 
tidal  reservoir  of  2  square-miles  area  receives  and  discharges  some 
300,000,000  cubic  feet  of  water  with  every  tide,  producing  a  current 
whose  maximum  velocity  exceeds  4  miles  per  hour.  In  the  narrow 
part  of  the  inlet  the  depths  have  always  been  considerable,  but  a  short 
distance  out  into  the  sound  was  a  broad,  flat  bar,  which  originally  had 
a  depth  of  4  feet  at  low  water;  until  the  beginning  of  Government 
improvement  in  1871  the  location  of  the  inlet  had  been  shifting;  since 
1838  it  had  moved  westward  790  feet,  an  average  annual  rate  of  24  feetv 

The  village  of  Port  Jefferson,  with  a  population  of  about  3,000,  lies 
at  the  head  or  south  end  of  the  harbor.  The  mean  rise  of  tides  at  the 
village  wharves  is  0.2  feet;  in  Long  Island  Scmnd,  outside  the  inlet,  it 
is  7  feet.    The  difference  is  wholly  in  the  low-water  levels. 

PROJECTS   FOR   IMPROVK31ENT. 

A  survey  of  the  harbor  was  made  in  1853  by  Lieutenant  Harrison,  U. 
S.  Engineers.  In  1870  an  examination  was  ordered  by  Congress.  The 
first  project  for  improvement  was  submitted  by  General  Warren,  Janu- 
ary 16, 1871,  after  an  examination,  and  provided  for  building  a  jetty  on 
the  east  side  of  the  entrance,  extending  out  to  the  9  foot  curve  and  rising 
to  11  feet  above  mean  low  water,  to  be  built  partly  of  dimension  stone; 
also  for  dredging  a  channel  200  feet  wide  and  7  feet  deep  at  mean  low 
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water  through  the  bar.     (See  Annual  Rei)ort  of  the  Chief  of  Eujjineers 
for  1871,  p.  805.)    The  estimated  cost  was  as  follows: 

Construction  of  jetty $150,126 

Dredging 15,000 

Total 165,125 

When  the  project  was  adopted  under  the  appropriation  of  March  3, 
1871,  it  was  provided  that  the  jetty  should  be  of  riprap,  rising  only  to 
the  level  of  mean  high  water,  except  between  the  high  and  low  water 
marks  on  the  beach,  where  it  was  to  be  carried  to  the  level  of  the 
highest  tides,  but  no  change  was  made  in  the  estimates.  Under  this 
appropriation  GOO  feetof  the  jetty  were  built,  and  under  the  appropria- 
tion of  June  10,  1872,  it  was  extended  to  1,052  feet.  An  estimate  made 
in  1873  of  the  cost  of  completion  ($35,000)  made  the  estimate  for  the 
whole  project  $65,000.  In  1875  a  modification  of  the  project,  based  on 
the  observed  effect  of  the  jetty,  was  made,  providing  for  a  jetty  on  the 
west  side  of  the  entrance  about  1,075  feet  long  and  rising  4  feet  above 
mean  high  water,  designed  to  increase  the  force  of  the  tidal  currents. 
The  width  of  the  channel  was  also  reduced  to  100  feet.  No  new  esti- 
mate was  submitted  at  the  time,  but  in  1877,  after  about  $8,000  had 
been  expended  on  the  west  jetty,  it  was  estimated  that  $12,250  would 
be  required  to  complete  it,  or  $20,250  in  all.  A  revised  estimate,  made 
in  the  same  year  for  the  whole  improvement,  contemplated  extending 
the  east  jetty  to  the  9-foot  curve,  extending  the  west  jetty  600  feet  far- 
ther, and  dredging  a  channel  100  feet  wide  and  8  feet  deep  (this  increase 
of  depth  on  account  of  increased  draft  of  vessels  using  the  harbor),  at 
an  estimated  cost  of  $34,000.  Forty-five  thousand  dollars  had  then 
been  appropriated  and  nearly  expended,  making  the  total  estimate 
from  the  beginning  $79,000  (including  $6,000  appropriated  in  1876  and 
then  unexpended).  This  estimate  was  incorrectly  reported  in  1878, 
but  was  reverted  to  in  1879  and  repeated  in  each  subsequent  annual 
report.  In  1877  one  cut  25  feet  wide  and  8  feet  deep  was  dredged 
through  the  bar.  The  channel  was  dredged  to  a  width  of  100  feet 
under  the  apropriation  of  March  3, 1879.  In  1877  the  east  jetty  was 
raised  to  a  height  of  5  feet  above  mean  high  water  and  extended  50 
feet.  In  1878  the  west  jetty  was  extended  450  feet,  but  the  height  was 
made  only  2  feet  above  mean  low  water,  except  the  outer  end  and  an 
intermediate  point,  which  were  raised  to  4  feet  above  mean  high  water, 
to  serve  as  guides. 

Between  1879  and  1883  both  jetties  were  extended  and  repaired, 
making  their  respective  lengths  1,390  feet  for  the  east  jetty  and  940  feet 
for  the  west  jetty.    This  completed  the  then  existing  project. 

By  act  of  Congress  of  August  11^  1888,  an  examination  of  Port  Jef- 
ferson Inlet  was  ordered.  A  preliminary  examination  was  found  suffi- 
cient, with  recent  Coast  Survey  charts,  for  all  required  purposes,  and 
with  the  report  on  this  examination,  dated  December  5,  1888,  and 
printed  in  the  Annual  Report  of  the  Chief  of  Engineers  for  1889,  part 
1,  p.  751,  were  presented  plans  and  estimates  for  making  and  maintain- 
ing channels  through  the  inlet  of  10  and  12  feet  depth,  respectively. 
The  10-foot  channel  was  considered  by  interested  parties  as  sufticient 
for  present  needs.    The  estimates  in  detail  were  as  follows : 

For  a  channel  10  feet  deep  and  200  feet  wide: 

Repairing  and  enlarging  east  jetty $34, 200 

Repairing  and  enlarging  weat  jetty 18, 150 

Dredging 25,390 

Contingencies,  say 12, 260 

Total j^ ^.     90,000 
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Cominenceinent  of  work  under  this  project  for  10  feet  depth  was 
approved  by  the  Secretary  of  War  !N"ovember  1, 1890,  after  an  appro- 
priation had  been  made  for  "the  project  to  give  a  channel  10  feet  deep 
and  200  feet  wide.'' 

Up  to  July  1, 1893,  the  east  jetty  had  been  enlarged  for  its  whole 
length  outside  high- water  mark,  and  about  250  linear  feet  of  the  west 
jetty,  at  its  outer  end,  had  been  enlarged ;  dredging  upon  the  lO-foot 
channel  was  in  progress,  and  up  to  that  date  it  had  been  madb  40  feet 
wide. 

A  sketch  of  Port  Jefferson  Inlet,  the  entrance  to  the  harbor,  was 
printed  in  the  Annual  Eeport  of  the  Chief  of  Engineers  for  1886,  p.  660. 

OPERATIONS  DURING  THE  FISCAL  YEAR  ENDING  JUNE  30,  1894. 

At  the  beginning  of  the  year  dredging  was  in  progress  under  a  con- 
tract with  John  H.  Fenner,  dated  February  6,  1893,  providing  for 
removal  of  about  50,000  cubic  yards  of  material  at  the  rate  of  32  J  cents 
per  cubic  yard.  This  work  was  continued  until  October  6,  when  the 
contract  was  completed.  The  amount  dredged  during  the  fiscal  year 
was  36,838  cubic  yards.  The  channel  through  the  inlet  was  widened 
200  feet,  making  it  10  feet  deep  at  mean  low  water. 

The  total  amount  dredged  under  this  contract  was  49,987  cubic 
yards;  the  cuts  began  in  1892  were  completed,  and  the  channel  was 
made  240  feet  wide  and  10  feet  deep  from  the  10- foot  curve  inside  to 
the  10-foot  curve  outside  the  shoal;  distances  varying  from  1,000  to 
1,800  feet  in  the  different  cuts. 

PRESENT   CONDITION   OF  IMPROVEMENT. 

The  east  jetty  is  1,390  feet  long,  part  of  the  shore  end  being  covered 
by  drifting  sand;  it  is  6  feet  above  high-water  level,  and  4  feet  wide 
on  top.  The  west  jetty  is  940  feet  long;  the  outer  250  feet  are  built  up 
about  4  feet  above  high  water,  with  top  width  of  4  feet;  the  inner  part 
is  about  2  feet  above  low  water.  The  west  jetty  requires  building  up, 
and  both  require  trimming  and  filling  out  the  side  slopes  before  they 
can  fairly  be  considered  completed. 

The  dredged  channel  has  been  made  240  feet  wide  and  10  feet  deep 
at  mean  low  water  through  the  inlet. 

PROPOSED   OPERATIONS. 

Future  appropriations  will  be  applied  to  completing  the  jetties  and 
widening  the  channel,  as  provided  for  in  the  approved  project. 
Appropriations  for  Port  Jefferson  Harbor  have  been  made  as  follows: 


Application. 


East  jetty 

Do 

KflHt  and  ^est  jetties 

Kast  jetty  and  dreflging 

East  and  west  jettios 

Dredgiu)^ 

East  and  west  jetties 

East  jetty 

Do 

Enlarf^iug  jetties  and  dredging. 
Dre<l  jriiig 


Total . 


Date. 


Amount 


Mar. 
June 
Mar. 
Aug. 
Juno 
Mar. 
June 
Mar. 
Aug. 
Sept. 
July 


3,1871 
10, 1872 

3,1875 
14, 1876 
18, 1878 

3, 1879 
14. 1880 

3,1881 

2.1882 
19. 1890 
13, 1892 


I- 


$15,000 
15,000 
15,000 
6,000 
8,000 
5,000 
3,000 
4.000 
8,000 
25,000 
10,000 

114,000 
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Port  JefFewon  is  a  port  of  delivery  in  the  coUeotioD  district  of  New  York.  There 
is  a  lisbt-hoase  on  Old  Field  Point,  1^  miles  west  of  the  harbor  entrance.  Fort 
Hale,  New  Haven  Harbor,  Connecticut,  23  miles  distant,  is  the  nearest  work  of 
defense. 

Money  statement 

July  1,  1893,  balance  unexpended $18,216.78 

June  30,  1894,  amount  expended  during  fiscal  year 17, 017. 77 

July  1,1894,  balance  unexpended 1, 199.01 

{Amount  (estimated)  required  for  completion  of  existing  project 55, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    35, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 


AhBiract  of  contract  for  improving  harbor  at  Port  Jefferson  Inlet,  New  York,  in  force 
during  the  fiscal  year  ending  June  SO,  1894. 


Kame  and  atldrcsa  of  1  Date  of  cod- 
contractor.                   tract. 

1 

Subject. 

Price  per 
cubic 
yard. 

Remarks. 

1 
John  H.  Fenner,  Jer-  '  Feb.  6,  1893 
8eyaty,N.J.              ' 

Dredging 

$0,324 

Contract  coinplet4*dOct.  6, 1893 ;  total 
amount  dredged,  49,987  cubic  yards. 

COMMERCIAL  STATISTICS  FOR  THE   CALENDAR  YEAR  1893. 

[Through  courtesy  of  J.  T.  Mather,  Port  Jefferson,  N.  T.] 

Arrivale  and  departures  of  vessels. 

[Draft,  3  to  9  feet;  toonage,  15  to  704  tons.] 


Kind  of  vessels. 


Xumbor  i  Aggregate 


of  round 
trips. 


I 

Steamers '  850 

Sailing  vessels 700 

Barges 22 

Total '  1,372 


tonnage  of 
all  trips. 


45,600 
28,800 
2,640 


76,040 


Freight  received  and  shipped  by  water. 


Chief  articles. 


I 


Tons. 


Estimated 
valuf. 


Receipts:  Building  materials,  coal,  grain,  rubber-factory  goods,  and  general  i 

merchandise 33, 000 

Shipments :  Wood,  farm  produce,  flour,  feed,  rubber  goods,  shellfish,  etc 13, 000 


$905,000 
137,000 


The  above  fignres  show  a  decrease  in  tonnage  of  freight  of  1,000  tons  since  1892, 
when  47,000  tons  were  reported. 
'No  new  lines  of  transportation  have  been  established  since  July  1,  1893. 

Vessels  built  during  1893  (of  20  tons) 1 

Vessels  entered  harbor  for  refuge 300 

Vessels  hauled  up  for  repair  (ranging  from  15  to  704  tons) 185 

Tonnage  of  vessels  hauled  up  for  repair tons. .  11, 000 

Vessels  laid  up  for  winter  1893-^94 82 

Tonnage  of  vessels  laid  up  for  winter  1893-'94 tons. .  5, 740 
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D  22. 
IMPROVEMENT  OF  HUNTINGTON  HARBOR,  NEW  YORK. 

Huntington  Ilarbor  is  a  landlocked  basin  about  2  miles  long  and  a 
quarter  of  a  mile  wide,  extending  in  a  crooked  but  generally  soathem 
direction  from  Huntington  Bay^  from  wliicli  it  is  separate<l  by  a  beach 
of  sand  and  gravel,  through  the  western  end  of  which  a  narrow  inlet 
(about  300  feet  wide)  connects  the  harbor  and  bay. 

The  bay  is  a  large,  deep  harbor  of  refuge  on  the  north  shore  of  Long 
Island,  about  40  miles  east  from  l^ew  York  City.  The  harbor  has  an 
available  depth  of  about  8  feet  at  mean  low  water  through  the  entrance 
and  more  than  half-way  up,  but  in  the  three-quarters  of  ii  mile  nearest 
the  head  or  south  end  of  the  harbor  the  original  channel  was  narrow 
and  decreasing  in  depth  to  zero  at  low  tide. 

Huntington  village  lies  about  a  mile  south  of  the  head  of  the  harbor; 
it  has  4,000  to  5,000  population. 

The  mean  rise  of  tide  is  7.2  feet. 

PROJECTS  FOR   IMPROVEMENT. 

By  act  of  Congress  approved  March  3,  1871,  a  survey  of  this  harbor 
was  authorized.  It  was  made  in  that  year,  and,  with  the  report  (dated 
December  11, 1871,  and  printed  in  the  Annual  Report  of  the  Chief  of 
Eugineers  for  1872,  p.  907),  was  submitted  an  estimate  of  $22,780  as 
the  cost  of  dredging  out  a  shoal  at  the  entrance  to  the  harbor,  and  of 
extending  the  8-foot  channel  150  feet  wide  for  about  2,000  feet  up  to 
the  old  wharf,  the  i) roper ty  of  the  town. 

•  By  act  of  Congress  of  Juno  10,  1872,  $22,500  was  appropriated  for 
the  harbor,  and  the  project  for  improvement  was  completed  in  April, 
1873,  the  outer  shoal  being  removed  to  8  feet  depth  and  the  8-foot 
channel  being  extended  2,200  feet  t-o  the  old  town  wharf;  the  width  of 
150  feet  was,  however,  reduced  to  130  feet  in  the  last  900  feet  length, 
on  account  of  exhaustion  of  funds.  It  had  been  contemplated  to  dump 
most  of  the  dredged  material  on  the  flats  in  the  harbor,  but  on  account 
of  much  local  opposition  this  was  abandoned  after  about  2,000  yards 
had  been  dumped  there,  and  the  rest  of  the  dredged  material  was 
deposited  in  deep  water  in  Long  Island  Sound.  The  amount  dredged 
was  91,786  cubic  yards. 

The  river  and  harbor  act  of  July  5,  1884,  ordered  a  survey  or  exam- 
ination of  this  harbor.  A  survey  was  made  the  same  year,  the  report 
of  which  (printed  in  the  Annual  Report  of  the  Chief  of  Engineers  for 
1885,  p.  703,  et  seq.)  contains  a  plan  for  restoring  and  maintaining  the 
depth  of  8  feet,  made  by  dredging  in  1872  and  1873,  but  subsequently 
lost  by  settling  of  the  banks,  with  estimate  of  cost  for  carrying  the 
channel  up  to  the  old  town  dock,  as  follows: 

Dredging  84,000  cubic  yards,  at  2o  cents  per  cubic  yard $21, 000 

Pilo  protection,  1,400  linear  feet,  at  $5  per  linear  foot 7, 000 

28,000 
Superintendence  and  contingencies 4»  000 

Total 32,000 

with  an  estimate  of  additional  cost  of  $10,000,  should  it  be  dei'ided  to 
carry  the  channel  up  to  the  last  wharf  on  the  east  side,  a  distance  of 
800  feet  ftirther. 
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The  beginniug  of  work  imder  this  project  was  approved  by  the  Sec- 
retary of  War,  November  3, 1890,  after  an  appropriation  for  the  improve- 
ment had  been  made  by  Congress. 

Up  to  July  1, 1893,  the  8-foot  channel  had  been  dredged  105  feet  wide 
up  to  the  bend  at  and  near  Old  Town  Wliarf.  with  width  of  185  feet  at 
the  bend  and  with  90  feet  width  above  the  oend  nearly  to  the  upper 
landing  of  the  harbor.  No  work  had  been  done  on  the  projected  pile 
protection. 

A  sketch  of  the  upper  part  of  Huntington  Ilarbor  was  printed  in  the 
Annual  Eeport  of  the  Chief  of  Engineers  for  1893,  p.  970. 

OPERATIONS  DURING  THE  FISCAL  YEAR  ENDING  JUNE  30,  1894. 

Nothing  was  done. 

PRESENT  CONDITION  OF  IMPROVEMENT. 

The  channel  is  now  105  feet  wide  uj)  to  the  bend  at  and  near  Old  Town 
Wharf,  185  feet  wide  at  the  bend,  and  about  90  feet  wide  above  the 
bend  nearly  to  the  upper  landing  in  the  harbor;  the  channel  is  in  good 
condition.    ]S"o  work  has  been  done  on  the  projected  pile  protection. 

PROPOSED  OPERATIONS. 

It  is  x)roposed  to  apply  future  appropriations  to  completing  the  chan- 
nel and  to  maintaining  it  by  further  dredging  or  by  diking,  as  seems 
expedient. 

Appropriations  for  improving  Huntington  Harbor  have  been  made 
as  follows : 


Application. 


I 
Date.         Amount. 


Dmlging Juno  10, 1872       $22,500 

Do I  Sept.  19,  1890  10,000 


Do. 
Total . 


July  13, 1802 


5,  GOV 


937,500 


Hnntington  Harbor  is  in  (he  New  York  oollection  district. 

The  uearest  hght-honse  is  on  Eaton  Point,  at  the  east  side  of  the  mouth  of  Ilunt- 
infi^ton  hay,  about  4  miles  distant  from  the  harbor. 

The  nearest  works  of  defense  are  the  fortifications  at  Willets  Point,  about  20  miles 
westward. 

Money  statement. 

.Tnly  1,  1893,  balance  unexpended $397.49 

June  30,  1894,  amount  expended  during  fiscal  year 187. 50 

July  1, 1894,  balance  unexpended 209.99 

{Amount  (estimated)  required  for  completion  of  existinja^  project 17, 000. 00 

Amountthatcanbefitofitably  expended  in  fiscal  year  ending  June  30, 1896  10, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  8, 1893. 
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COMMERCIAL  STATISTICS   FOR  TIIK   CALKXDAR  YEAR    1893. 

Arrivals  and  departures  of  vessels, 
[Draft,  4  to  D  feet ;  tonDage,  60  to  450  tons.] 


Kind  of  vessels. 


Kumber  , 

of  round 

trips. 


-ARKTOgate 
tonnage  of 
all  tnps. 


Steamers 

Sailing  vessels 
Barges , 

Total... 


195 

450 

14 


659  , 


78.000 

85.000 

6,000 


160.000 


Freight  received  and  shipped  by  water. 


Chief  articles. 


Tons  (es- ,  Estimated 
timatcd)  i      valne. 


Receipts... 
Shipments. 


$660,000 
285.000 


The  above  fibres  show  an  increase  in  tonnage  of  freight  of  2,000  tons  since  1892, 
when  44,000  tons  were  reported. 

No  new  lines  of  transportation  have  been  reported  since  Jnly  1,  1893. 

The  year  1893  was  about  an  average  year  for  commerce,  but,  if  anything,  there 
was  a  slight  increase,  notwithstanding  a  general  business  depression.  Tlie  above 
are  mostly  estimates,  no  official  shipping  list  being  kept.  Our  people  all  agree  that 
the  appropriations  have  been  well  expended.  The  additional  width  given  to  the 
channel  greatly  increases  its  usefulnoss.  There  seems  to  bo  little,  if  auy,  shoaling 
of  the  channel  where  excavated,  which  would  indicate  that  mnch  diking  or  piling 
would  be  inexpedient.  Additional  width  is  most  important.  Additional  appropria- 
tions are  earnestly  hoped  for,  so  that  the  work  may  be  completed  according  to  the 
Engineers'  recommendations. 

Charlkb  R.  Strekt, 
Chuirmanf  Huntington  Harbor  Improvement  Committee, 

May  1,  1894. 


D  23. 


IMPROVEMENT  OF  GLEN  COVE  HARBOR,  NEW  YORK. 

Glen  Gove  Harbor  is  a  small  estuary  or  creek  opening  into  the  east 
side  of  Hempstea<l  Bay,  Long  Island,  about  If  miles  from  Long  Island 
Sound  and  about  27  miles  by  water  from  the  liattery,  New  York  City. 
The  cliauuel  in  the  creek  is  about  2  feet  deep  at  mean  low  water,  and  a 
bar  at  the  entrance  has  a  foot  less  depth.  Vessels  entering  Glen  Cove 
Harbor  have  to  wait  for  high  tide,  anchoring  in  Hempstead  Bay,  where 
they  are  exposed  to  storms  from  the  north  and  northwest.  When  such 
storms  are  heavy  it  is  impossible  to  tow  over  the  bar,  and  from  this 
cause  vessels  have  been  obliged  to  remain  in  the  bay  for  three  or  four 
days  exposed  to  heavy  seas. 

The  mean  rise  of  tide  in  this  harbor  is  7.7  feet. 


PROJECT  FOR   IMPROVEMENT. 


The  act  of  Congress,  approved  August  5, 1886,  provided  for  a  survey 
or  examination  of  Glen  Cove  Harbor.  A  preliminary  examination  was 
all  that  was  deemed  necessary,  and  upon  this,  with  the  assistance  of 
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the  U.  S.  Coast  Survey  charts  recently  published,  a  report  with  esti- 
mates of  cost  of  improvements  was  presented,  dated  December  7, 1886, 
and  printed  in  the  Annual  Report  of  the  Chief  of  Engineers  for  1887, 
Part  I,  p.  645. 

The  plan  of  improvement  described  in  this  report  contemplated  a 
breakwater  about  2,600  feet  long  and  extending  in  a  general  westerly 
direction  from  Mosquito  Point  on  the  east  side  of  Hempstead  Bay  and 
north  of  the  entrance  of  Glen  Cove  Inlet,  the  breakwater  to  be  built  of 
riprap,  the  top  to  be  5  feet  wide  and  3  feet  above  high  water,  with  side 
slopes  of  1  upon  1,  at  an  estimated  cost  as  follows : 

136,000  tons  of  riprap,  at  $1.35  per  ton $183,600 

Contiugeucles,  10  per  cent 18, 360 

Total 201,960 

This  project  was  adopted  in  1888,  an  appropriation  being  made  by 
Congress  for  beginning  the  work,  and  the  location  of  the  shore  end  of 
the  breakwater  was  definitely  fixed  to  be  at  the  northwest  corner  of  the 
Glen  Cove  Dock  and  its  course  to  be  west-southwesterly  toward  Mott 
Point. 

Up  to  July  1,  1893,  1,056  linear  feet  of  the  breakwater  had  been 
built,  1,000  feet  of  which  was  3  feet  wide  on  top,  with  the  top  4  feet 
above  high  water,  the  outer  56  feet  being  3  feet  wide  on  top  at  1  foot 
above  high  water.  A  contract  for  enlarging  and  extending  the  break- 
water was  in  progress. 

A  sketch'  of  part  of  Hempstead  Bay,  showing  Glen  Cove  Harbor 
.improvement,  was  printed  in  the  Annual  Eeport  of  the  Chief  of  Engi- 
neers for  1889,  p.  728. 

OPERATIONS  DUEING  THE   FISCAL   YEAR  ENDING  JUNE  30,  1894. 

At  the  beginning  of  the  year,  work  of  enlarging  and  extending  the 
breakwater  was  in  progress  under  a  contract  with  Brown  &  Fleming, 
dated  October  4, 1892,  for  delivering  and  placing  about  13,000  tons  of 
riprap  at  69  cents  per  ton.  This  work  was  continued  until  August  9, 
1893,  when  the  contract  was  completed. 

During  the  fiscal  year  3,300  tons  of  riprap  were  delivered  and  placed, 
enlarging  the  outer  56  linear  feet  of  the  work  to  3  feet  top  width  at  4 
feet  above  high  water  and  extending  the  breakwater  20  feet,  with  the 
same  cross  section.  At  the  extreme  outer  end  the  work  was  built  3  feet 
higher  to  serve  as  a  temporary  beacon. 

Under  the  entire  contract  11,550  tons  of  riprap  were  delivered,  of 
which  9,900  tons  were  used  in  enlarging  the  previously  built  work  (1,056 
feet  in  length)  and  1,650  tons  were  used  in  extending  the  breakwater  20 
feet. 

PRESENT   CONDITION   OF  IMPROVEMENT. 

The  breakwater  is  now  1,076  feet  long  on  top,  the  top  being  3  feet 
wide  and  4  feet  above  mean  high  water,  the  extreme  outer  or  western 
end  being  built  3  feet  higher  to  serve  as  a  temporary  beacon. 

PROPOSED   OPERATIONS. 

Future  appropriations  should  be  applied  to  further  extending  the 
breakwater,  as  provided  by  the  approved  project. 
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Appropriations  for  iinprovin<r  Gleu  Cove  Harbor,  New  York,  have 
been  made  aa  follows: 


Application. 

Date. 

Amount 

Breakwater 

Aug.  11, 1886 
Sopl  19, 1880 
Jvdy  13, 1892 

$20,000 

Do 

15.000 

Do - - 

10,000 

Total 

45,000 

Glen  Covo  Harbor  is  in  tho  collection  dlHtrict  of  New  York ;  the  nearest  ligbt-bonfte 
is  on  Sands  Point,  about  4  miles  west;  Fort  Schuyler,  New  York  Harbor,  is  the  nearest 
work  of  defense. 

Money  statement, 

July  1, 1893,  balance  unexpended $6,795.05 

Juno  30, 1894,  amount  expended  during  fiscal  year 6, 562. 82 


July  1, 1894,  balance  unexpended... 
July  1, 1894,  outstanding  liabilities. 

July  1, 1894,  balance  available 


232.23 
16.00 


216.23 


{Amount  (estimated)  required  for  completion  of  existing  project 156, 960. 00 
Amount  that  can  be  profitably  expended  in  fiscalyear  ending  June  30, 1896    50, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2.of  river  and 
harbor  acts  of  1866  and  1867  aud  of  sundry  civil  act  of  March  3, 1893. 


Abstract  of  contract  for  improving  Glen  Cove  Harbor,  New  YorJc,in  force  during  the^^acai 

year  ending  June  30, 1894, 


Kamo  and  address  of 
cou  tractor. 


Brown    &    Fleming, 
IJew  York  City. 


^''u-Sct*!""*  'Snbjoct  of  contract. 


Oct.     4, 1892 


Delivery  of  riprap 
and  enlarjremeut 
aud  extension  of 
breakwater. 


Prico 
per  ton, 
riprap. 


$0.60 


Kemarks. 


Contract  completed  Ans.  9. 1893 : 
amount  of  riprap  delivered, 
11,550  tons. 


COMMERCIAL  STATISTICS  FOR  CALENDAR  YEAR  1893. 

Arrivals  and  departures  of  vessels, 
[Draft,  4i  to  9^  feet;  tonnage,  35  to  280  tons.] 


Steamers 

Sailing  vessels. 
J!arge.H 


Total  . 


Kind  of  vessels. 


Number 

of   round 

trips. 


520 
104 
500 


1,124 


Aggregate 

tonnage   of 

all  trips. 


182.000 

10.400 

225,00i» 


417. 400 


Freight  received  and  shipped  by  water. 


Chief  articles. 


Receipts :  Com,  coal,  lumber,  merehandiso,  and  miscellaneous  articles 

Shipinents :  Starch,  glucose,  com,  feed,  fire  clay,  garden  and  farm  products, 
oyst«r»,  fish 


Tons. 


100,000 
145,000 


!  £»timatecl 
value. 


$2,225,000 
3,800,000 


The  above  figures  show  an  increase  in  tonnage  of  freight  of  3,571  tons  since  1889, 
the  last  year  when  such  statistics  were  received.  ^-^  , 
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Vessels  Vitilt  (I'liring  1893  (5  merchant  vessels  and  21  y aclits) 26 

Vessels  repaired  in  1893  (ranging  from  15  to  125  tons) • 50 

Vessels  anchored  behind  the  breakwater  for  shel^r  during  1893 '. 1, 500 

No  new  lines  of  transportation  have  been  established  since  July  1, 1893. 


letter  ov  mr.  s.  d.  phelps. 

The  National  Starch  Manufacturing  Co., 

No.  1  Broadway  J  New  York,  Jpril  19,  1894, 
Sir:  I  inclose  herewith  an  estimate  of  the  commerce  of  Glen  Cove  Harbor,  New 
York,  for  the  current  year  1893.     The  statement  is  merely  an  estimate,  because  no 
official  records  are  kept  from  which  to  obtain  exact  data. 

The  breakwater  as  far  as  completed  has  been  of  undoubted  benefit,  not  only  as  to  the 
permanency  and  depth  of  the  channel,  but  also  in  making  the  harbor  more  secure  for 
vessels  in  fogs  and  heavy  weather.     During  the  year  npon^difierent  occasions  more 
than  a  hundred  vessels  at  a  time  sought  shelter  from  storms  behind  the  breakwater. 
During  seven  or  eight  months  of  the  j-ear  two  steamers,  one  for  passengers  and 
the  other  for  freight,  make  daily  trips  to  and  from  New  York.     A  large  amount  of 
freight  traffic  is  also  done  by  sailing  vessels,  barges,  and  canal  boats. 
There  are  three  ship  yards  in  the  harbor  lor  the  building  and  repair  of  vessels. 
Yours,  respectfully, 

S.  D.  Phelps. 
Col.  Henry  M.  Robert, 

Engineer  Office^  U.S,A, 


D  24. 

IMPROVEMENT  OF  FLUSHING  BAY,  NEW  YORK. ' 

Flushing  Bay  is  on  the  north  shore  of  Long  Island,  about  14  miles 
by  water  from  tlie  Battery,  New  York  City.  The  town  of  Flushing 
is  on  the  east  bank  of  Flushing  Creek,  just  above  the  head  of  the 
bay.  The  bay  is  about  1  mile  w  ide  and  2  miles  long.  The  bottom  is 
of  soft  mud,  nearly  level,  the  depth  in  the  original  channel  being  not 
much  greater  than  elsewhere.  In  1861  a  depth  of  5  feet  at  low  water 
was  reported  in  the  channel  leading  up  to  Flushing.  At  the  beginning 
of  the  improvement  by  the  United  States  the  depth  there  wjis  but  3.9 
feet.    The  mean  rise  of  tide  is  7.1  feet. 

PROJECTS   FOR   IMPROVEMENT. 

A  survey  of  Flushing  Bay  was  made  in  1878,  and  a  project  for 
improvement  based  upon  the  survey  was  proposed  and  adopted.  This 
project  provided  for  constructing  two  dikes,  the  first  to  extend  north- 
erly from  the  head  (or  south  end)  of  the  bay  along  the  west  side  of  the 
channel;  then,  bending  to  continue  westward  to  Herrick  Point,  at  the 
west  side  of  the  mouth  of  the  bay,  thus  forming  a  large  tidal  basin, 
which  should  fill  and  discharge  through  the  main  channel;  the  second 
to  start  from  a  point  near  the  middle  of  the  east  shore  and  extend 
northwardly  to  the  6-foot  curve,  confining  the  channel.  It  also  pro- 
vided for  dredging  to  make  and  maintain  a  channel  0  feet  deep  at  mean 
low  water.    The  estimated  cost  of  this  work  was  as  follows: 

Constructing  4,400  linear  feet  of  pile  dike,  at  $10  per  foot $44. 000 

Constructing  7,800  linear  feet  of  pile  dike,  at  $9  per  foot 70,  200 

Constructing  900  linear  feet  of  pile  dike,  at  $7.50  per  foot 6, 750 

Constructing  3«600  linear  feet  of  single  piling,  at  $3.70  per  foot 13,  320 

For  83,000  cubic  yards  of  dredging,  at  20  cents  per  cubic  yard 16,  600 

Contingencies 22, 630 

Total 173,500 

All  the  timber  work  of  the  dike  was  to  be  creosoted. 
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The  first  appropriation  was  exx^ended  in  building  3,057  linear  feet  of 
pile  dike  on  the  west  side  of  the  channel,  extending  northward  from 
near  the  head  of  the  bay.  Subsequent  appropriations  until  1888  were 
expended  in  dredging  to  make  and  maintain  the  required  channel  depth, 
it  being  found  necessary  to  dredge  repeatedly  in  the  same  places.  The 
total  amount  of  material  dredged  in  this  i)eriod  was  about  235,000  cubic 
yaids. 

In  September,  1888,  a  modification  of  the  original  project  waa 
approved,  which  provided  for  "extending  the  dike  northward  and 
toward  the  west  side  of  the  channel  at  College  Point,  and  for  dre<lging, 
omitting  the  dikes  running  westerly  to  Herrick  Point,  and  the  single 
row  of  piles  on  the  east  side."  In  1891,  owing  to  strong  opposition  to 
the  dike  by  a  large  number  of  property  owners  at  Flushing,  College 
Point,  and  Newtown,  further  work  upon  it  was  discontinued,  and  the 
project  was  modified  to  provide  for  maintaining  the  channel  by  dredg- 
ing only. 

Up  to  July  1, 1893, 4,663  linear  feet  of  the  dike  had  been  built.  The 
channel,  which  lias  been  dredged  repeatedly,  had  fully  the  required 
depth  of  6  feet  at  mean  low  water,  with  width  of  70  to  100  feet. 

A  sketch  of  Flushing  Bay  was  printed  in  the  Annual  Report  of  the 
Chief  of  Engineers  for  1889,  p.  732. 

OPERATIONS   DURING   THE   FISCAL   YEAR  ENDING  JUNE  30.   1894. 

Nothing -was  done. 

PRESENT   CONDITION   OP  IMPROVEMENT. 

The  dike,  4,663  linear  feet  long,  is  in  poor  condition;  the  outer  part 
of  it,  1,606  feet  long,  which  was  left  partly  completed  in  1891,  has  since 
then  been  much  damaged  by  storms  and  ice.  Further  work  upon  the 
dike  being  discontinued,  owing  to  strong  opposition  of  property  owners 
along  the  shores  of  the  bay  (see  Annual  Report  of  the  Chief  of  Engi- 
neers for  1892,  Part  I,  p.  723),  it  is  not  proposed  to  repair  this  damage. 
A  small  light  at  the  outer  (north)  end  of  the  dike,  maintained  by  the 
Light-House  Department,  prevents  the  structure  in  its  present  con- 
dition being  a  serious  menace  to  navigation  of  the  bay. 

The  channel  is  now  fully  6  feet  deep  at  mean  low  water,  with  widths 
from  70  to  100  feet. 

PROPOSED   OPERATIONS. 

The  required  depth  and  nearly  the  full  width  having  been  secured, 
the  further  work  desired  under  the  project  consists  principally  in 
maintaining  the  channel. 

Appropriations  for  improving  Flushing  Bay  have  been  made  as  fol- 
lows: 


Application. 


Date. 


Amonnk 


Construction  of  dike Mar.  8,  1879 

Dredging June  14, 1880 

Do Mar.    3,1881 

Do Aug.   2,1882 

Do July    5,1884 

Do '  Auff.    5,1888 

Con.struution  of  dike  ftnd  dredging Aug.  11,1888 


Kopairof  dike  and  dredging Sept.  19,1890 

Dredging July  13,1892'        10, 


920.000 
15.000 
10,000 
5,000 
10.000 
10,000 
15,000 
20,000 


Total 115, 
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Flnsliing  Bay  is  iu  the  collection  district  of  Now  York.  The  nearest  light-lionse 
is  on  North  Brother  Island,  3  miles  to  the  northwest.  There  is  a  small  light  on  the 
north  end  of  tho  dike  in  the  hay,  maintained  hy  the  Light-House  Department. 
Fort  Schuyler  and  Willets  Point,  about  4  miles  east  from  the  mouth  of  the  bay,  are 
the  nearest  works  of  defense. 

Money  statement, 

July  1 ,  1893,  balance  unexpended $5, 019. 02 

June  30,  1894,  amount  expended  during  fiscal  year • 4, 427. 77 

July  1,  1894,  balance  unexpended 591. 25 

(Amount  (estimated)  required  for  completion  of  existing  project 58, 500. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  une  30,1896    20, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 


COMMEKCIAL  STATISTICS  FOR  CALENDAR  YEAR  1898. 

These  statistics  have  been  asked  for  but  have  not  been  received,  the  only  returns 
being  for  the  freight  of  Beyer's  Flushing  and  College  l*oint  Line ;  the  boats  of  tho 
line  made  304  round  trips,  the  aggregate  tonnage  of  all  trips  being  20,330  tons. 

No  records  of  harbor  commerce  are  kept  at  Flushing,  and  no  complete  or  satisfac- 
tory estimates  of  amounts  can  be  obtained. 

For  the  calendar  year  1888,  2,440  vessels  were  reported  arriving  and  departing, 
with  229,235  tons  of  freight. 

No  new  lines  of  transportation  have  been  established  since  July  1,  1893. 


D  25. 

IMPROVEMENT  OF  PATCHOGUE  RIVER,  NEW  YORK. 

Patcliogue  Eiver  is  a  small  stream  on  the  south  side  of  Long  Island, 
emptying  into  Great  South  Bay,  near  its  eastern  end,  and  about  55 
miles  in  a  direct  line  cast  from  I^ew  York  City.  Tho  village  of  Pat- 
chogne,  which  lies  about  a  mile  north  of  the  mouth  of  the  river,  has  a 
resident  poi)ulation  of  about  5,000,  which  is  considerably  increased 
during  tho  summer  months. 

The  approach  to  Patchogue  River  by  water  is  through  Fire  Island 
Inlet,  and  thence  by  a  rather  crooked  course  for  some  14  miles  through 
Great  South  Bay;  tho  depth  through  the  bay  and  up  to  within  a  half 
mile  of  the  river's  mouth  is  about  8  feet;  at  the  mouth  of  the  river  the 
natural  depth  shoaled  \\\}  to  about  2  feet,  which  depth  could  be  carried 
up  to  the  village  landings. 

About  the  year  1870  the  State  of  New  York  made  an  appropriation  for 
improving  the  entrance  to  this  river.  A  jetty  about  1,000  feet  long  waa 
built  from  the  west  side  of  the  mouth  of  the  river  and  a  channel  dredged 
alongside  of  it.  The  jetty  Avas  built  of  a  single  row  of  sheet  piling^ 
with  round  piles  at  intervals  of  G  feet,  and  riprapped  along  the  sides. 
In  1891  about  200  linear  feet  of  the  piling  remained,  but  badly  injured; 
the  riprap  could  be  traced  for  nearly  the  whole  length  of  the  work,  but 
no  trace  of  the  dredged  channel  remained. 

The  mean  rise  of  the  tide  at  Patchogue  Kiver  is  1.1  feet. 

ENa  94 45 
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The  river  and  harbor  act  of  June  4, 1880,  provided  for  a  survey  of 
the  river,  which  wa^s  made  that  year;  the  report  dated  October  30, 1880, 
and  printed  in  the  Annual  Report  of  the  Chief  of  Engineers  for  1881, 
p.  674,  contained  estimates-for  a  plan  of  improvement  as  follows: 

Tho  estimate  to  secure  a  depth  of  6  feet  at  mean  low  water  by  dredgiug  iu 

the  river,  and  fVom  its  mouth  to  the  C^foot  curve  in  the  bay  is $21, 000 

For  diking,  from  river  to  6-foot  curve  in  bay 15, 800 

Engineering,  contingencies,  etc.,  15  per  cent 5, 520 

Total 42,320 

One  dike  was  to  be  on  the  west  side  of  the  river's  mouth,  and  another 
and  shorter  one  on  the  east  side;  the  total  length  of  the  two  to  be 
about  2,400  feet,  to  bo  of  carbolized  timber  filled  with  riprap,  and  to  be 
from  5  to  7  feet  wide  from  out  to  out. 

Nothing  had  been  done  toward  the  desired  improvement,  and  in  1886, 
another  examination  (ordered  by  the  river  and  harbor  act  of  that 
year)  was  made. 

The  report  on  this  examination  is  printed  in  the  Annual  Report  of 
the  Chief  of  Engineers  for  1887,  p.  759.  This  report  contained  a 
project  and  estimate  for  dredging  a  channel  60  feet  wide  and  6  feet 
deep  from  the  Highway  bridge  at  Patchogue  (4,000  feet  above  the  mouth 
of  the  river)  to  the  6-foot  curve  in  Great  South  Bay,  a  total  length 
of  about  a  mile,  and  to  protect  the  channel  in  the  bay  by  a  dike  or  jetty 
on  its  west  side  1,700  feet  long.  The  plan  also  mentioned  the  pos- 
sible necessity  of  a  dike  on  the  east  side,  but  it  was  not  included  in 
the  estimates,  which  were  as  follows: 

Dredging  from  ti»o  head  of  navigation  at  the  bridge  to  the  6-foot  contour  in 
Great  South  Bay,  the  channel  being  6()  feet  wide  and  6  feet  deep,  would 
require  the  removal,  by  scow  measurement,  of  about  60,000  cubic  yards  of 

sand,  at  30  cents  per  cubic  yard $18, 000 

Dikinjy,  1,700  linear  feet,  at  $10  per  linear  foot ! .  - .     17, 000 

Superintendence,  contingencies,  etc 5, 000 

Total 40,000 

Beginning  of  work  under  this  project  was  approved  by  tho  Secretaiy 
of  War  October  4,  1890,  after  the  first  appropriation  tor  the  improve- 
ment had  been  made. 

Up  to  July  1, 1893,  the  jetty  had  been  built  1,340  feet  long,  termi- 
nating iu  4 J  feet  depth  of  water;  the  top  was  1  foot  above  high  water 
and  3  feet  wide.  The  dredged  channel  had  been  extended  to  Gilberts 
Point,  about  1,200  feet  inside  the  mouth  of  the  river,  with  width  of  60 
to  150  feet  and  depths  from  6  to  12  feet,  some  private  dredging  having 
been  done  to  considerable  depths,  to  obtain  material  for  fining  on 
marsh  lands.  The  channel  outside  the  mouth  of  the  river  has  shoaled 
somewhat  since  it  was  dredged  in  1890. 

Harbor  lines  for  Patchogue  Kiver  were  establislied  by  the  Secretary 
of  War  under  date  of  January  17,  1894. 

A  sketch  of  Patchogue  River  was  printed  in  the  Annual  Keport  of 
the  Chief  of  Engineers  for  1893,  p.  984. 

OPEUATIONS  DURING   THE   FISCAL   YEAR  ENDIN(J  JUNE  30,  1894. 

No  work  of  improvement  was  in  progress,  the  fnuds  approxiriated 
being  practically  exhausted. 
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All  examination  of  tbo  harbor  was  made  and  a  plan  and  description 
of  harbor  lines  were  prepared  and  reported  npon,  which'  were  estab- 
lished by  approval  of  the  Secretary  of  War,  January  17, 1894. 

PRESENT   CONDITION   OF   IMPROVE^EENT. 

The  channel  from  Great  South  Bay  to  the  mouth  of  the  river,  dredged 
50  feet  wide  and  C  feet  deep  in  1891,  has  shoaled  so  that  the  available 
depth  is  now  scant  5  feet  at  mean  low  water;  above  the  entrance,  to 
Gilberts  Point,  the  depth  is  fully  0  feet  and  width  from  60  to  150  feet, 
partly  dredged  at  private  expense.  Above  Gilberts  Point  the  available 
depth  to  the  head  of  the  stream  is  3J  feet,  though  it  is  considerably 
deeper  in  places,  the  result  of  private  dredging. 

The  jetty  is  in  fair  condition;  it  was  damaged  slightly  by  ice  during 
the  winter  of  1892-'93,  but  not  so  as  to  urgently  need  repair. 

PROPOSED   OPERATIONS. 

Future  appropriations  should  be  applied  to  completing  the  dredged 
channel  and  extending  the  jetty. 

Appropriations  for  improving  Patchogue  River,  N^ew  York,  have  been 
made  as  follows : 


Application. 


Constraoting  Jetty  and  dredging. 
I>redging 


Total . 


Date. 


Sept.  19, 1890 
July  13,  1892 


Amonnt. 


$15,000 
8,000 


23,000 


Patchogne  River  is  in  the  collection  district  of  New  York.  The  nearest  liglit- 
bonse  is  at  Fire  Island  Inlet,  14  miles  southwest.  The  nearest  work  of  defense  is 
Fort  Hale,  Now  Haven  Harbor,  Connecticut,  about  35  miles  in  a  direct  line  northward. 

Money  statement 

July  1,  1893,  balance  unexpended $4,180.17 

June  30,  1894,  amount  expended  during  fiscal  year 3, 585. 97 

July  1,  1894,  balance  uuoxpended 594. 20 

{Amount  (estimated)  required  for  completion  of  existing  project 17,  000. 00 
Amount  that  can  bo  profitably  expended  in  flscalyear  ending  June  30, 1896    17, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 


COMMERCIAL  STATISTICS  FOR  THE   CALJSNDAR   YEAR   1893. 

[Throngh  courtesy  of  Messrs.  E.  Bailey  &  Sons,  Patcbogae,  N.  Y.] 

Arrivals  and  departures  of  vessels, 

[Draft,  4  to  9  feot;  tonnage,  8  to  500  tons.] 


KinJs  of  vessels. 


Nnniber 

of  round 

trips. 


Aggregate 
tonnage  of 
all  trips. 


St<xamera lOO  45,000 

Sailing vessols |  800  i  50,000 

Barges '  300  ]  30,000 

Total '  1,200  125,000 


uigiiizea  oy  'VJvyv^'^^Lv^ 


708         REPORT   OF   THE    CHIEF   OF    ENGINEERS,  U.  S.  ARMY. 
Freight  receded  and  shipped  hy  water. 


Chief  articles. 


Receipts :  Lnmber,  coal,  brick,  stone,  oysters,  and  general  merchandise  . 
Shipments :  Lumber,  oysters,  etc 


Total  receipts  and  shipments. 


Ton-  r^x"^ 


100,000   fl,  350, 000 
25,000  !     350.000 


125,000 


1,  700, 000 


Thcso  figures  sbow  au  increase  of  5,000  tons  over  amount  of  freight  reported  for 
1892. 

Vessels  built  during  1893,  ranging  from  8  to  50  tons 30 

Vessels  repaired  during  1898,  ranging  from  8  to  300  tons 150 

No  new  lines  of  transportation  have  been  established  since  July  1,  1893. 

The  year  1893  wms  not  a  fair  average  year,  owing  to  general  business  depression. 
Improvement  made  is  a  great  advantage  to  navigation,  and  will  greatly  increase 
receipts  and  shipments  by  water  when  completed.  The  above  figures  are  estimated 
only,  but  fairly  accurate. 


D  26. 

IMPROVEMENT  OF  BROWNS  CREEK,  SAYVILLE,  LONG  ISLAND,  NEW  YORK. 

Browns  Creek  is  a  small  stream  flowing  midway  between  tbe  villages 
of  Sayville  and  Bayport,  near  the  south  shore  of  Long  Island,  and 
emptying  into  Great  South  Bay  about  11  miles  northeast  of  Fire 
Island  Inlet.  From  Fire  Island  Inlet  to  the  vicinity  of  Browns  Creek 
there  is  a  rather  crooked  channel  of  8  feet  available  depth.  The  origi- 
nal entrance  to*tho  creek  was  crooked,  narrow,  and  shifting.  Its  depth 
at  mean  low  water  was  about  0.4  foot.  In  the  stream  itself  the  low- 
water  level  was  from  0.3  to  1.3  feet  higher  than  low  waterinGreatSouth 
Bay,  and  the  channel  depths  from  zero  to  3  feet  below  low  water  in  the 
bay.  The  width  of  the  stream  from  the  bay  to  the  Highway  Bridge, 
about  5,000  feet,  averages  77  feet.  Its  course  lies  through  a  marsh 
from  one-quarter  to  one-half  mile  in  width,  sejiarated  from  the  bay  by 
a  low  and  narrow  beach.  In  its  natural  condition  this  stream  was  not 
available  for  any  purpose  of  navigation. 

The  permanent  population  of  Sayville  is  said  to  be  3,500. 

The  mean  rise  of  tide  in  Great  South  Bay  is  1.1  feet  5  at  the  Highway 
bridge,  except  in  dry  seasons,  it  is  scarcely  noticeable. 

PROJECT  OF  IMPROVEMENT. 

In  pursuance  of  the  river  and  harbor  act  of  August  11, 1888,  a  sur- 
vey of  Browns  Creek  was  made,  the  report  on  which  was  printed  in 
House  Ex.  Doc.  No.  22,  Fifty-first  Congress,  first  session ;  and  also  in 
the  Annual  Kcport  of  the  Chief  of  Engineers  for  1890,  Part  I,  pp. 
€69-074.  With  this  report  plans  and  estimates  for  work  were  pre- 
sented as  follows : 

The  object  of  the  desired  improvements  is  to  secure  an  anchorage  ground  or  place 
where  tbe  iishio  j;  boats  can  lie  in  safety  during  rouj^b  weather.  This  can  be  accom- 
plished by  widening  and  deepening  the  creek  and  improving  its  mouth.  To  pre- 
vent the  entrance  from  filling  up  bj^  drift  and  wave  action,  jetties  will  probably  bo 
needed  on  both  sides,  certainly  on  the  west  side,  as  the  drift  of  sand  along  tho  shore 
is  from  west  to  cast.  The  jetties  should  bo  of  riprap,  the  top  and  slopes  to  be  of 
stone  weighing  not  less  than  one- fourth  ton,  tho  top  to  be  3  feet  wide  and  1  foot 
above  high  water,  with  slopes  of  1  on  1.     The  stone  on  the  top  and  slopes  should  be 
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selected  aud  carefully  laid;  ro  as  to  present  as  smooth  a  snrfaco  as  possible,  to  resist 
the  action  of  the  moving  ice. 

The  cost  of  dredging  a  channel  100  feet  wide  and  6  feet  deep  at  mean  low  water 
from  the  G-foot  curve  in  the  bay  up  to  the  first  bend  in  the  creek  (1,850  feet)  is  esti- 
mated to  be : 

33,000  cubic  yards,  at  30  cents  per  cubic  yard,  the  material  to  be  deposited 

in  the  bay $9, 900 

For  a  4-foot  channel  100  feet  wide  above  this  point  to  the  Highway  bridge, 
4,680  feet.  8(5,000  cubic  yards,  at  11  cents  per  cubic  yard,  the  material  to  do 
placed  on  the  banks 12, 040 

Cost  of  west  jetty,  1,600  feet  long,  3,700  cubic  yards  of  riprap,  at  $2.50  per 

cubic  yard 9,250 

Cost  of  east  ietty,  1,400  feet  long,  3,100  cubic  yards  of  riprap,  at  $2.50  per 
cubic  yard 7, 750 

Contingencies 7, 060 

Total 46,000 

The  first  work  to  be  done  should  be  the  deepening  at  and  near  the  mouth,  and  the 
construction  of  jetties,  commencing  at  the  shore  end.  These  works  should  be  car- 
ried on  simultaneously. 

This  improvement  would  not  only  benefit  those  engaged  in  oystering  and  fishing, 
but  would  enable  many  articles  of  commerce  to  bo  brought  to  Sayviile  by  water, 
instead  of  by  rail,  as  at  present.  A  partial  •  -"ovement  would  be  of  great  benefit 
to  small  vessels. 

The  beginning  of  work  under  this  project  was  approved  by  the  Sec- 
retary of  War  October  4, 1890,  after  the  first  appropriation  for  improv- 
ing Browns  Creek  had  been  made. 

Up  to  July  1, 1893,  493  feet  of  the  west  jetty  and  438  feet  of  the  east 
jetty  had  been  built  to  a  height  of  1  foot  above  mean  high  water  and 
the  dredged  channel  had  been  made  1,893  feet  long,  100  feet  wide,  and 
4  feet  deep  at  mean  low  water. 

Xo  sketch  of  Browns  Creek  has  been  printed  in  any  annual  report 
of  the  Chief  of  Engineers  prior  to  1894.  A  sketch,  f^:oni  the  survey, 
was  printed  in  connection  with  the  report  on  the  survey  in  House  Ex. 
Doc.  !N^o.  22,  Fifty-first  Congress,  first  session. 

OPERATIONS   DURING   THE  FISCAL   YEAR  ENDING   JUNE  30,  1894. 

^Nothing  was  done. 

PRESENT   CONDITION   OF   IMPROVEMENT. 

The  west  jetty  has  been  made  492  feet  long  and  the  cast  jetty  438 
feet  long,  both  with  top  width  of  3  feet  at  height  of  1  foot  above  mean 
high  water.  Since  work  on  them  was  suspended,  in  August,  1892,  they 
have  suffered  trifling  damage  from  ice,  but  not  such  as  to  require  imme- 
diate repair;  they  are  in  fair  condition. 

The  dredged  channel,  1,893  feet  long,  100  feet  wide,  and  4  feet  deep  at 
mean  low  water,  has  shoaled  a  few  inches  from  deposit  of  a  very  soft 
mud.  About  1,400  feet  of  this  channel  lies  inside  the  shore  line,  and 
is  used  freely  for  night  anchorage  by  small  oyster  boats  owned  and 
operated  in  the  vicinity.  Private  canals  have  been  dredged  into  the 
east  bank  of  the  creek  by  the  owners  of  the  property,  amounting  in 
Siggregnte  to  1,525  linear  feet.  This  additional  area  is  used  both  for 
business  purposes  and  for  anchorage. 

PROPOSED  OPERATIONS. 

Future  appropriations  will  be  applied  to  maintaining  and  extending 
the  channel  and  to  completing  the  jetties,  as  contemplated  in  the 
approved  project. 
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Appropriations  for  improving  Browns  Creek  have  been  matle  as  fol- 
lows: 


Application. 


Conntriicting  Jetties  and  drod^ng. 
Dredging 


Total. 


Date.         <  Amount. 


Sept.  19. 1890        $12, 000 
July  13, 1892  5. 000 

17,000 


Browns  Creek  is  in  the  coUection  district  of  New  York. 

The  nearest  light-house  is  at  Fire  Islandlnlot,  aboat  11  miles  southwest. 

The  nearest  works  of  defense  are  the  fortifications  at  Willets  Point,  New  York, 
ahout  35  miles  west,  and  Fort  Hale.  New  Haven  Harbor,  Connecticut,  about  the 
same  distance  northeastwardly. 

Money  statement. 

July  1,  1893,  balance  unexpended $375. 83 

June  30,  1894,  amount  expended  during  iiscal  year 175. 00 

July  1, 1894,  balance  unexpended 200. 83 

(Amount  (estimated)  required  for  completion  of  existing  project 29, 000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  une  30,1896    20, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


COMMKRCFAL   STATISTICS   FOR   THE   CALBXDAR  YKAR   1893. 

Draft  of  vessels  using  harbor,  feet 2  to  5 

Oyster  boats  au<l  small  vessels  belonging  in  harbor,  estimated  at 260 

Amount  of  oysters  taken  during  the  year  by  vessels  belonging  iu  harbor 

(estimated  about),  bushels 240, 000 

Vessels  (estimated)  using  harbor  for  shelter  or  for  night  which  could  not 

have  used  it  before  improvement,  over 240 

Largest  number  of  vessels  observed  at  one  time  in  the  harbor:  No  actual 

count  appears  to  have  been  made  during  the  past  year,  but  on  more  than 

one  occasion  the  harbor  has  been  filled  with  boats  up  to  its  entire  capacity, 


leaving  only  a  passage  way  in  and  out^ 
''essels  built  during  1893  (rai 


Vessels  built  during  1893  (ranging  from  7  to  18  tons) 8 

Vessels  repaired  in  1893  (ranging  from  5  to  20  tons) 20 

No  new  lines  of  transportation  have  been  established  since  July  1, 1893. 

Estimated  amount  of  commerce  by  water,  received  at  Browns  Creek :  There  seems 
to  be  no  way  of  even  approximately  stating  the  amount  of  commerce  with  reason- 
able certainty,  but  according  to  all  observations  it  was  nearly  doubled,  as  a  contin- 
uation of  the  improvement  offered  further  facilities,  and  it  is  regarded  as  certain 
that  a  completion  of  the  work  along  the  lines  originally  laid  out  would  bring  to 
the  harbor  practically  all  tho  commerce  of  the  vicinity,  except  such  merchandise  as 
from  its  nature  would  necessarily  have  to  be  carried  by  rail. 

Sayville,  Long  Island,  X.  Y.,  April  27,  1S94. . 
In  addition  to  the  foregoing  statistics,  which  arc  as  nearly  accurate  as  it  has  been 
possible  to  make  them,  it  is  suggested  that  I  call  your  attention  to  the  following: 

•  «  *  «  #  #  » 

The  last  winter  being  an  open  one  has  demonstrated  the  great  advantage  of  tho 
improvement  as  afl'ording  a  harbor  for  daily  refuge  to  the  oyster  boats,  which  before 
the  improvement  was  made  would  have  been  **  laid  up  '*  for  the  winter  months  at 
points  too  far  distant  to  have  rendered  them  accessible  for  use  even  when  the  weather 
was  favorable  to  the  industry. 
Very  respectfully,  yours, 

JosEi'ii  Wood, 
(On  behalf  of  the  Village  Improvement  Society  of  Sayville  and  Bayport.) 
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D  27. 

REMOVING  SUNKEN  VESSELS  OR   CRAFT   OBSTRUCTING  OR  ENDANGER- 
ING NAVIGATION. 


1.  WRECK     IN    BLOCK    ISLAND    SOUND,   OFF    THE    COAST    OF    RHODE 

ISLAND. 

Engineer  Office,  U.  S.  Army, 
New  YorJc^  N.  Y,,  September  15y  1893. 

General:  I  have  the  honor  to  submit  the  following  report  upon 
examination  and  removal  of  a  mast  attached  to  a  wreck  in  Block  Island 
Sound : 

This  mast  was  reported  to  the  Commissioner  of  Navigation  by  Oapt. 
W.  S.  Schley,  U.  S.  Navy,  inspector  of  Third  light-house  district,  under 
date  of  August  5,  1893,  and  the  matter  was  referred  to  me  by  indorse- 
ment of  the  Chief  of  Engineers,  dated  August  12,  1893. 

The  location  of  this  obstruction  was  S.  by  W.  ^  W.  from  Quouocon- 
taug  LifeSaving  Station,  Ehode  Island,  about  2  miles  out  from  shore 
in  Block  Island  Sound,  which  is  nearly  as  exposed  as  the  open  ocean. 
This  made  the  examination,  to  find  whether  there  were  other  masts 
standing  below  the  surface,  comparatively  an  expensive  matter,  while 
the  removal  of  the  single  mast  would  be  but  slight  additional  expense; 
and  upon  representation  of  these  conditions  to  the  Chief  of  Engineers, 
authority  was  granted  to  make  the  examination  and,  if  found  practica- 
ble, to  remove  the  dangerous  part  of  the  wreck,  and  an  allotment  of  $150, 
or  so  much  thereof  us  may  be  necessary,  was  made  for  such  work. 

Two  attempts  were  made  to  examine  this  wreck,  which  failed,  owing 
to  rough  seas  and  difficulty  in  obtaining  a  proper  vessel;  but  on  these 
occasions  a  detailed  plan  of  operations  was  arranged,  which  succeeded 
on  the  third  trial. 

On  the  5th  of  September,  a  tugboat  was  taken  out  to  the  locality. 
The  standing  mast  was  readily  found,  and  a  rope  about  250  feet  long, 
weighted  at  different  points,  was  attached  to  the  mast  and  sunk  to  a 
depth  of  about  30  feet  and  then  slowly  swept  around  in  a  circle.  This 
would  have  discovered  tlio  other  masts,  if  any  had  been  standing  within 
25  feet  of  the  surface,  but  none  were  found.  A  hawser  was  then  fast- 
ened to  the  standing  mast,  and  by  pulling  in  different  directions  with 
the  tug  the  mast  was  finally  loosened  from  the  wreck  and  came  clear, 
with  boom  and  gaff  attached.  The  mast  removed  was  jibout  GO  feet  in 
length.  If  the  other  masts  are  still  standing  in  their  steps  in  the  deck 
— the  depth  being  18  fathoms — they  would  be  from  35  to  40  feet  below 
the  surface.  At  this  depth  it  would  be  very  difficult  to  find  and 
remove  them,  and,  as  long  as  they  remain  there,  they  can  not  be 
dangerous  to  vessels. 

The  wreckage  removed  was  old  and  of  no  value  to  sell  It  was 
towed  into  New  London  Harbor  and  taken  ashore. 

The  mast  is  supposed  to  bo  part  of  the  three-masted  schooner  Harry 
White,  loaded  with  iron  pipe  and  sunk  in  that  vicinity  by  collision  on 
or  about  March  22,  1892.  The  mast  had  been  wrenched  from  its  step 
and  the  heel  had  floated  upward,  being  held  in  place  by  the  mast-head 
stays,  so  firmly  that  the  exposed  mast  stood  nearly  vertical,  without 
regard  to  the  tidal  currents. 

The  only  dangerous  i>art  of  the  wreck  which  a  careful  examination 
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discovered  has  been  removed  to  a  depth  of  over  50  feet  below  the  sur- 
face; the  entire  cost  of  the  examination  and  removal  has  been  $89.52. 
Yery  respectfully,  your  obedient  servant, 

Henry  M.  Egbert, 
Lieut,  €oLy  Corps  of  Engineers. 
Brig.  Gen.  Thomas  L.  Casey, 

Chief  of  Engineer Sy   U.  S.  A. 


2.  wreck  of  schooner  el.tza  anderson  in  new  haven  harbor, 

connecticut. 

Engineer  Office,  U.  S.  Army, 

New  York,  N,  Y.,  August  9, 1893. 

General  :  I  have  the  honor  to  report  that  the  schooner  Eliza  Ander- 
son, coal  laden,  was  sunk  in  a  collision  near  Faulkners  Island,  Long 
Island  Sound,  some  time* in  June,  1893.  The  Chapman  Wrecking  Com- 
pany raised  the  wreck  about  two  weeks  ago  and  bronghther  into  New 
Haven  Harbor,  to  a  point  about  300  feet  east  of  Sandy  Point  Dike, 
where  the  water  is  about  6  feet  deep  at  low  tide,  removed  her  load,  strip- 
ped her  of  everything  valuable,  and  abandoned  her.  I  wrote  the  wreck- 
ing company  about  this  matter  on  the  1st  of  August,  and  received 
their  reply  that  they  did  not  propose  to  do  anything  further  to  the 
wreck  (copies  of  letters  inclosed,  omitted  here).  In  my  judgment,  the 
wreck  in  its  present  position  is  a  dangerous  obstruction  to  navigation 
in  Kew  Haven  Harbor.  Small  boats  sail  in*  this  vicinity  at  all  stages  of 
tide,  and  the  large  steamers  occasionally  run  as  far  inshore  at  high 
tide. 

I  consider  this  ^^the  creation  of  an  obstruction  not  affirmatively 
authorized  by  law, "  such  as  is  prohibited  by  section  10  of  the  river  and 
harbor  act,  approved  September  19, 1890,  and  recommend  that  the 
matter  bo  referred  to  the  Attorney-General  of  the  United  States, 
for  institution  of  proceedings  in  accordance  with  the  section  above 
referred  to. 

I  inclose  herewith,  besides  the  correspondence  above  mentioned,  a 
sketch  showing  approximately  the  location  of  the  wreck  and  a  clipping 
from  the  New  Haven  Palladium  of  August  8, 1893  (omitted  here). 
Very  respectfully,  your  obedient  servant, 

Henry  M.  Eobert, 
Lieut.  Col.j  Corps  of  Engineers. 

Brig.  Gen.  Thomas  L.  Casey, 

Chief  of  Engineers,  U.  8.  A. 


report  of  lieut.  col.  h.  m.  robert.  . 

Engineer  Office,  U.  S.  Army, 
New  Yorlc,  N.  Y.,  September  22, 1893. 

General:  I  have  the  honor  to  submit  the  following  report  upon  the 
removal  from  New  Haven  Harbor  of  the  wrecked  schooner  Eliza  Ander- 
son, taken  up  from  near  Faulkners  Island  by  the  Chapman  Wrecking 
Company,  and  left  by  them  in  New  Haven  Harbor  in  a  position  where 
she  was  a  source  of  danger  to  navigation. 

This  action  of  the  wrecking  company  and  their  refusal  to  remove  the 
wreck  were  reported  in  my  letter  to  the  Chief  of  Engineers,  dated  August 
9, 1893,  with  recommendation  that  the  matter  be  referred  to  the  Depart- 
ment of  Justice. 

Digitized  by  VjOOQ IC 


APPENDIX  .D — REPORT    OF   LIEUT.  COL.  ROBERT.  713 

On  August  15  I  was  notified  by  the  Chief  of  Engineers  that  this 
recommendation  had  been  adopted  and  acted  upon,  and  at  the  request 
of  Mr.  Geo.  P.  McLean,  TJ.  S.  attorney  for  the  State  of  Connecticut,  I 
visited  him  at  his  office  and  conferred  with  him  concerning  the  details 
of  the  action  of  the  wrecking  company. 

At  my  request  the  attorney  notified  the  company  of  his  proposed 
action  and  suggested  they  call  on  me  in  reference  to  the  matter. 

Subsequently  their  attorney  called  on  me,  and,  after  examining  the 
law  and  discussing  the  case,  came  a  second  time  with  a  member  of  the 
iirm,  who  explained  that  they  had  been  wholly  ignorant  of  the  require- 
ments of  the  law,  and  had  not  known  that  they  were  violating  it  in 
making  such  disposition  of  the  wreck^  but  that  they  intended  at  once 
to  take  it  up  from  Kew  Haven  Harbor  and  to  sink  it  in  Long  Island 
Sound,  in  water  15  fathoms  depth  or  over. 

On  the  3d  and  4th  of  September,  1893,  the  wreck  was  taken  up  and 
carried  out  of  New  HaA^en  Harbor.  I  had  no  notice  of  this  and  conse- 
quently no  opportunity  to  verify  the  depth  of  water  where  it  was  sunk. 
The  wrecking  company  report  that  they  sunk  it  in  15  fathoms  depth,  the 
masts  and  everything  above  the  deck  having  been  removed.  1  had  an 
examination  made  of  the  place  where  the  wreck  had  lain,  and  found 
there  one  piece  of  timber,  12  by  18  inches  and  16  feet  long,  which  I  had 
removed. 

Nothing  of  the  wreck  now  remains  in  New  Haven  Harbor  which  can 
bo  a  source  of  danger  to  vessels. 

Very  respectfully,  your  obedient  servant, 

Henry  M.  IIobert, 
Lieut,  CoLy  Corps  of  Engineers. 

Brig.  Gen.  Thomas  L.  Casey, 

Chief  of  Engineer Sy  U,  IS.  A. 


3.  WRECK  OF  steamer  PANTHER  IN  ATLANTIC  OCEAN,  OFF  SOUTH- 


Engineer  Office,  U.  S.  Army, 

Xew  York,  JV^.  T.,  October  17, 1893. 

General:  I  have  the  honor  to  submit  the  following  report  upon 
examination  and  removal  of  part  of  the  sunken  steamer  Panther, 

This  wreck  was  reported  to  the  Commissioner  of  Navigation  by  Capt 
W.  S.  Schley,  U.  S.  Navy,  inspector  of  the  Third  light-house  district, 
under  date  of  September  1,  1803,  and  the  matter  was  referred  to  me  by 
indorsement  of  the  Chief  of  Engineers  dated  September  7,  1893  (3817). 

The  Panther  was  an  ocean  tug,  iron-built,  bound  east  with  two  barges 
in  tow.  She  was  caught  off  the  south  shore  of  Long  Island  in  the 
violent  storm  of  August  24, 1893,  which  carried  away  her  barges  and 
disabled  the  tug.  She  came  to  anchor,  but  was  unable  to  ride  out  the 
gale.  She  was  "swamped,"  filled,  and  sunk  in  56  feet  of  water  about  2 
miles  south  of  the  Life-Saving  Station  at  Southampton,  Long  Island. 
The  barges  drifted  ashore  and  were  broken  up.  One  of  the  Panther^s 
two  masts  was  also  carried  ashore.  Twenty  lives  were  lost  in  the 
wreck. 

At  the  time  the  wreck  was  reported  the  only  part  above  water  was 
a  small  gaff  or  derrick,  attached  by  a  chain.  About  G  feet  below  water 
could  be  seen  the  cross-trees  attached  to  the  masthead,  the  topmast 
having  gone  ashore. 
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The  location  out  in  the  open  ocean  and  50  miles  distant  from  Fire 
Island  Inlet,  tlie  nearest  shelter,  made  the  examination  practically 
dependent  upon  securing  still  water,  and  it  appeared  probable  that  the 
dangerous  parts  of  the  wreck  could  be  removed  at  tlie  time  of  the 
examination  and  at  very  little  additional  expense.  Upon  representa- 
tion of  these  conditions  to  the  Chief  of  Engineers,  authority  was 
granted  to  make  the  examination  and,  if  found  practicable,  to  remove 
the  dangerous  parts  of  the  wreck  at  the  same  time  and  by  hired  labor, 
as  being  most  economical  and  advantageous  to  the  Government, 

A  party  of  three  went  from  this  oflSce  on  October  9,  with  dynamite, 
wires,  and  battery,  having  the  promise  of  assistance  ironi  the  life-sav- 
ing crew  at  Southampton.  On  the  10th  the  surf  was  running  too  high 
to  get  out,  but  on  the  11th  two  boats  succeeded  in  passing  it.  On 
reaching  the  wreck  it  was  found  that  the  conditions  had  changed  since 
it  was  reported.  The  derrick  was  still  floating;  the  mast  had  broken 
ott'  close  to  the  deck  and  was  standing  about  3  feet  out  of  water, 
heel  up,  inclined  about  25°  from  the  vertical;  the  cross-trees  were 
entangled  in  the  rigging  below  iu  such  a  way  as  to  hold  the  mast  very 
rigid;  it  was  inclined  against  the  tide.  A  search  was  made  for  the 
smokestack,  but  it  could  not  be  found;  presumably  it  had  broken  off, 
but  if  left  standing,  it  could  hardly  be  a  serious  danger  to  vessels. 

A  sounding  lino  was  slid  down  along  the  mast,  after  repeated  trials, 
to  a  depth  of  25  feet;  further  than  this  it  would  not  follow  the  mast 
but  caught  in  the  rigging.  A  charge  of  dynamite  was  sunk  on  the 
lino  and  exploded,  when  the  mast  came  u])  in  a  piece  32  feet  long  with 
several  smaller  pieces  aggregating  3  to  4  feet;  the  mast  was  but  about 
30  feet  long,  the  deck  being  42  feet  below  water,  and  the  mast  when 
lirst  reported,  G  feet  below  water;  so  that  this  accounted  for  practically 
all  of  the  mast,  the  remaining  parts  being  only  the  end  at  the  cross- 
tree,  which  is  sunk  by  the  weight  of  the  iron  rigging. 

The  derrick  was  a  small  spar  about  the  size  of  an  ordinary  spar-buoy; 
it  was  not  set  free  by  the  first  explosion  but  remained  held  by  a  chain 
to  the  deck  or  rigging  below.  A  small  charge  of  dynamite  set  the  der- 
rick free,  and  derrick  and  mast  were  drifted  ashore. 

The  only  dangerous  parts  of  the  wreck  which  the  examination  revealed 
or  which  remained  on  the  boat,  according  to  the  description  of  her, 
were  thus  removed  to  a  depth  of  over  30  feet  below  low  water. 

1  take  pleasure  in  acknowledging  indebtedness  to  Keeper  Burnett 
and  the  crew  of  the  life-saving  station  at  Southampton,  isT.  Y.,  for  their 
efficient  assistance  and  cordial  cooperation. 

The  entire  cost  of  the  examination  including  the  removal  of  the 
dangerous  parts  of  the  wreck  was  $75.83. 

Very  respectfully,  your  obedient  servant, 

Henry  M.  Robert, 
Lieut.  Gol.j  Corps  of  Engineers. 

Brig.  Gen.  Thomas  L.  Casey, 

Chief  of  Engineers^  U.  8.  A. 


4.  wreck  of  schooner  lizzie  raymond  in  long  island  sound, 
near  the  west  end  of  long  sand  shoal. 

Engineer  Office,  U.  S.  Army, 
New  Yorlc,  N.  Y.,  October  2i,  1893. 
General:  I  have  the  honor  to  submit  the  following  report  upon 
removal  of  the  wreck  of  schooner  Lizzie  Raymond  near  the  west  end  of 
Long  Sand  Shoal,  Long  Island  Sound. 
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This  wreck  was  first  brought  to  my  notice  while  making  inquiry  about 
another  wreck  reported  in  that  part  of  Long  Island  Sound,  and  was 
reported  by  me  to  the  Chief  of  Engineers  August  3, 1893,  as  follows: 

On  the  iiigbt  of  July  23, 1893,  the  two-masted  schooner  Lizzie  Raymond^  of  Green- 
port,  N.  Y.,  about  200  tons,  Capt.  Davis  or  Davidson,  of  Port  Jefferson,  N.  Y.,  bound 
from  Greenport,  N.  Y.,  to  Port  Jefferson  "with  cargo  of  oyster  shells,  capsized  in  a 
squall  and  sank  in  about  12  feet  depth  at  low  water  at  a  point  near  the  west  end  of 
IjOhs  Sand  Shoal.  The  wreck  now  lies  with  one^nwale  exposed  at  low  tide  in  a 
locality  where  she  is  a  serious  danger  to  vessels  of  light  draft.  It  is  estimated  that 
the  cost  of  removing  this  wreck  would  be  about  $600.  In  my  judgment  it  ought  to  be 
removed,  and  if  the  owners  can  not  be  induced  or  required  to  do  it,  I  respectfully 
recommeud  that  it  be  done  by  the  United  States^  and  that  the  estimated  amount 
required,  $600,  be  allotted  for  that  purpose. 

The  allotment  was  made,  and  under  date  of  August  22,  1893,  notice 
to  owners  or  interested  parties  was  given  by  publication  in  newspapers, 
and  advertisement  for  proposals  for  removing  the  wreck  was  made. 
The  following  is  an  abstract  of  proposals  received: 

Ahainuit  of  propoaah  for  removing  the  wreck  of  the  schooner  Lizzie  Bagmondf  lying  in 
'  Long  Island  Sound  near  ihe  tcest  end  of  Long  Sand  Shoal,  off  Wesibrook,  Conn,,  received 

in  response  to  attached  adreriisemetit,  dated  August  22,  189S,  and  opened  September  22, 

139S,  by  Lieut,  Col,  Henry  M,  Robert,  Cojps  of  Engineers. 


KO. 

Name  and  ftddress  of  bidder. 

Amount 
ot  bid. 

Method  of  removal. 

Remarks. 

1. 

2. 

Charles  W.  Johnston  and  Enoch 
Townsend,  Somers  Point,  N.  J. 

Chapman  Derrick  and  WreckineConi- 
pany,  70  South  street,  New  York 

$745 
773 

In  pieces  by  means  of  explo- 
sives. 
Remove  the  wreck  intact. 

Lowest  bid. 

XOTB.— Amount  available  for  work,  about  $600. 

By  direction  of  the  Chief  of  Engineers,  the  bid  of  Charles  W.  John- 
ston and  Enoch  Townsend  was  accepted,  and  an  additional  allotment 
of  $250  was  made  for  the  work. 

When  the  contractors  were  ready  to  begin  work,  October  10, 1893,  it 
was  found  that  the  position  of  the  wreck  had  shifted  from  the  crest  of 
the  shoal  to  the  south  side,  and  from  a  depth  of  12  feet  to  a  depth  of 
about  30  feet  at  mean  low  water,  these  depths  being  about  125  feet 
apart  in  that  locality.  The  hulk  was  completely  buried  in  sand,  noth- 
ing but  the  masts,  bowsprit,  and  a  small  part  of  the  forward  rail  being 
above  the  level  of  the  surrounding  bottom.  The  contractors  exploded 
224  pounds  of  dynamite  in  8  charges  upon  the  wreck  with  the  result  of 
shattering  into  splinters  all  of  the  wreck  which  could  be  found  above 
the  level  of  the  surrounding  bottom. 

The  work  of  removal  was  begun  on  October  12,  and  completed  the 
following  day. 

Very  respectfully,  your  obedient  servant, 

Henby  M.  Egbert, 
Lieut  CoJ.y  Corps  of  Engineers, 

Brig.  Gen.  Thomas  L.  Casey, 

Chief  of  Engineers^  U.  8.  A. 

The  total  amount  expended  during  the  year  on  the  removal  of  wrecks 
is  $922.10. 
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D  28. 
ESTABLISHMENT  OF  HARBOR  LINES  IN  GREENPORT  HARBOR,  NEW  YORK- 
HOUSE  OF  Representatives,  United  States, 

Washington^  D.  C,  Augiist  30j  1893. 
Sib  :  I  bef?  to  inclose  the  within  letter  from  the  Hon.  II.  A.  Beeves,  of 
Greenport,  Suffolk  County,  !N".  Y.,  and  to  ask  that  the  request  therein 
made  may,  if  possible,  be  complied  with,  viz,  that  a  harbor  line  be 
established  in  and  for  Greenport  Harbor. 

With  great  regard,  your  obedient  servant, 

James  W.  Covert, 
Representative  First  Keic  York  District 
The  Secretary  of  War. 

[Second  Indoncmexit.] 

Office  Chief  of  Engineers, 

TJ.  S.  Army, 
September  1,  1893. 
EespectfuUy  referred  to  Lieut.  Col.  Henry  M.  Robert,  Corps  of  Engi- 
neers, for  report. 

If,  in  his  opinion,  harbor  lines  should  be  established  at  Greenport, 
under  section  12  of  the  river  and  harbor  act  of  August  11, 1888,  as 
amended  and  reenacted  by  the  river  and  harbor  act  of  September  19, 
1890,  Lieutenant  Colonel  Robert  is  requested  to  submit  a  map  and 
description  showing  the  location  of  the  lines  recommended  for  approvaL 

H.  M.  Adams, 
Acting  Chief  of  Engineers. 

[Third  indorsement.] 

Engineer  Office,  TJ.  S.  Army, 

New  York,  Deceinler  23,  1893. 
Respectfully  returned  to  the  Chief  of  Engineers,  U.S.  Army,  with 
report  of  this  date. 

H.  M.  Robert, 
Lieut.  Col.j  Corps  of  Engineers. 

[Fourth  indorsement.] 

Office  Chief  of  Engineers, 

U.  S.  Army, 
December  27 j  1893. 
Respectfully  returned  to  the  Secretary  of  War, 
This  Is  an  application  for  the  establishment  by  the  Secretary  of  War 
of  harbor  lines  for  Greenport  Harbor,  Long  Island,  New  York,  under 
the  provisions  of  section  12  of  the  act  of  Congress  of  September  19, 
1890. 

The  subject  has  been  under  consideration  by  Lieut.  Col.  Henry  M. 
Robert,  Corps  of  Engineers,  whose  report,  dated  the  23d  instant,  is 
herewith,  to  which  attention  is  respectfully  invited. 

Col.  Robert  recommends  the  establishment  of  the  harbor  lines  shown 
in  red  on  the  accompanying  tracing,*  and  described  in  a  paper  herewith 
marked  A.    These  lines,  it  is  stated,  meet  with    general  approval 

•  Omitted. 
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from  tlio  citizens  of  Gieenport,  and  are  in  the  iuterest  of  harbor  preser- 
vation. A  portion  of  the  lines  extends  over  a  sand  spit,  partly  above 
high  water,  which  is  private  property.  The  owner  of  this  property  has 
consented  to  the  lines,  however,  and  has  conveyed  to  the  United  States 
by  a  formal  instrument  the  right  to  lay  out  the  same  across  the  sand 
spit,  and  subsequently  to  dredge  and  remove  the  earth  up  to  such  lines. 
I  recommend  approval  of  the  lines  indicated  by  Col.  Eobert. 

Thos.  Lincoln  Casey, 
Brig.  Oen.^  Chief  of  Engineers. 

[Fifth  indorsomcnt.] 

War  Department,  January  5, 1894. 
The  location  of  harbor  lines  for  Greenport  Harbor,  Long  Island,  New 
York,  is  approved. 

Daniel  S.  Lamont, 

Secretary  of  War. 


LETTER   OF   MR.    II.   A.   REEVES. 

G REEXPORT,  August  28 f  1S9S, 
Friend  Covert  :  At  tho  instance  of  the  trustees  and  other  leading  citizens  I  write 
to  ask  that  you  speak  to  the  Secretary  of  War  on  behalf  of  having  a  haibor  lino 
established  in  and  for  Greenport  Harbor.  Messrs.  Robert  and  13abcock,  of  the  U. 
S.  Engineer  Corps,  when  here  the  other  day,  remarked  upon  the  importance  of  this 
being  done  as  soon  as  practicable.  Tho  harbor  grows  yearly  in  importance  as  a 
resort  for  all  classes  of  vessels,  and  it  is  high  time  a  harbor  line  was  established  for 
tho  protection  of  channels. 

#  #  •  »  •  »  • 

Yours, 

H.  A.  Reeves. 


report  of  lieut.  col.  henry  m.  robert,  corps  of  engineers. 

Engineer  Office,  U.  S.  Army, 
Isew  YorJcy  N.  T.,  Deceinher  23, 1893. 

General:  In  compliance  with  second  indorsement,  dated  Office 
Chief  of  Engineers,  U.  8.  Army,  September  1,  1893,  upon  letter  of 
August  30,  1893,  from  Hon.  James  W.  Covert  to  the  Secretary  of  War. 
I  have  th6  honor  to  submit  the  following  report. 

In  the  upper  part  of  Greenport  Harbor,  where  the  natural  channel 
becomes  narrow,  docks  have  already  been  built  which  encroach  upon 
the  available  waterway  more  than  is  desirable.  This  is  apparent  upon 
examining  the  map  of  the  harbor.  My  attention  was  especially  called 
to  it  in  laying  out  the  limits  of  dredging  under  a  recently  completed 
contract,  and  wLile  inspecting  the  work  during  the  progress  of  dredging 
I  personally  noted  the  great  encroachment  upon  the  available  harbor 
area. 

When  this  request  for  establishment  of  harbor  lines  was  forwarded 
me,  therefore,  I  was  already  convinced  of  their  importance,  and  at  once 
had  a  draft  of  a  plan  for  suitable  lines  prepared  and  forwarded.  Blue 
prints  of  the  same  were  sentto  three  interested  citizens  of  Greenport,  who 
promised  to  hold  them  open  for  public  inspection.  On  October  1 6, 1893, 
a  public  meeting  was  held  in  Greeni)ort,  due  notice  having  been  given. 
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for  the  purpose  of  aflEbrding  opportunity  to  interested  parties  to  suggest 
modifications  of  the  original  draft  for  harbor  lines.  About  twentj^-five 
persons  were  present  at  the  meeting,  and  slight  changes  were  suggested, 
most  of  which  could  be  accepted  without  impairing  the  usefulness  of 
the  harbor.  A  new  draft  of  plan  for  harbor  lines  has  been  made, 
embodying  such  of  the  desired  changes  as  could  be  made  without 
serious  detriment  to  the  harbor  as  an  anchorage  ground  and  as  a  ship- 
ping point  for  local  commerce.  This  plan  harmonizes  the  several 
interests  as  well  as  possible,  and  meets  with  general  ai)proval  at  Green- 
port; 

In  planning  for  an  entrance  to  Sterling  Basin,  it  seemed  desirable  to 
widen  that  entrance  by  cutting  off  part  of  the  sand  spit  on  its  east  side. 
This  sand  spit  is  partly  above  highwater  mark,  and  is  tlie  property  of 
Mrs.  S.  P.  Rackett,  of  Greenport.  Mrs.  Eackett  has  consented  to  the 
lines  as  laid  out,  and  has  signed  a  paper  conveying  to  the  United  States 
the  right  to  lay  out  harbor  lines  across  the  sand  spit,  as  shown  on  the 
accompanying  map,  and  subsequently  to  dredge  and  remove  the  earth 
up  to  such  harbor  line. 

I  have,  therefore,  to  report  that,  in  my  opinion,  harbor  lines  should 
be  established  at  Greenport,  under  section  12  of  the  river  and  harbor 
act  of  August  11,1888,  as  amended  andreenacted  by  the  river  and  har- 
bor act  of  September  19,  1890,  audi  submit  herewith  a  map*  and 
description  showing  the  location  of  lines,  which  I  respectfully  recom- 
mend for  approval.  I  also  inclose  a  copy  of  the  above-mentioned  con- 
veyance of  right  of  way  signed  by  Mrs.  Iiackett.* 
Very  respectfully,  your  obedient  servant, 

Henry  M.  Egbert, 
Lieut.  CoL,  Corps  of  Engineers. 

Brig.  Gen.  Thomas  L.  Casey, 

Chief  of  Engineers^  U,  8.  A. 


A.   DESCRIPTION   OF   HARBOR  LINES   FOR   GREENPORT  HARBOR,   XKW   YORK. 

Bearings  are  magnetic,  and  are  referred  to  the  center  lino  of  the  Joskuns  Point 
Breakwater,  which  beara  north  29^  6'  west,  and  soutli  29^  6'  oast. 

Proposed  pUr  lines  are  as  follows:  Bef^"ni«g  fit  a  point  in  the  center  lino  of  the 
breakwater  750  feet  from  high  water  at  its  outer  end,  and  rnnning  thence  (course  1) 
N.  56^  35'  W.,  a  distance  of  1,000  foet ;  tlienco  (course  2)  N.  73"^  55'  W.,  for  a  distance 
of  225  feet  to  the  entrance  to  Sterling  Basjii ;  thence  (course  3)  N.  41'-'  11'  W.,  cross- 
ing the  sand  spit  on  the  east  side  of  the  entrance  to  Sterling  Basin,  a  distan<*o  of 
195  feet;  thence  (course  4)  N.  48^^  49'  E.,  a  distance  of  400  feet;  thence  (course  5)  X. 
41"  11'  W„  a  distance  of  1,200  feet;  thence  (course  6)  S.  48^49' W.,  a  distance  of  GOO 
feet;  thence  (course  7)  S.  41^  11'  E.,  passing  along  the  west  side  of  the  entrance  to 
Sterling  Basin  and  running  a  total  distance  of  1,455  feet;  thence  (course  8;  S.  61^ 
35'  K.,  a  distance  of  260  feet,  to  a  point  on  the  north  side  of  the  extension  to  the 
north  dock  at  Fordham's  shijiyard  and  (55  feet  from  the  outer  end;  tlienco  (course 9) 
S.  21"  58'  E.,  crossing  the  extensious  to  the  north  and  south  shipyard  docks  and 
continuing  to  and  along  the  easterly  face  of  Fordham's  main  dock  to  the  southeast- 
erly corner  of  said  dock,  a  total  distance  of  432  feet;  thence  (course  10)  S.  27-^  18' 
W.,  a  clistanceof  310  feet;  thence  (course  11)  S.  13"  30'  E.,  on  a  line  straight  away 
from  the  outer  corner  of  the  jog  in  the  southerly  side  of  Fordham's  dock,  a  distance 
of  815  feet ;  thence  (course  12)  S.  05"  55'  W.,  and  in  lino  with  the  point  on  the  break- 
water hereinbefore  described  as  the  point  of  beginning,  a  distance  of  855  feet ;  thence 
(course  13)  still  S.  65"  55'  W.,  passing  the  steamboat  dock  15  feet  away  and  muuiag 
to  a  point  near  the  12-foot  curve  and  60  feet  out  from  tho  easterly  face  of  the  raii- 
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rood  dock,  a  distance  of  1,185  feet;  thence  (conrse  14)  S.  24^  22^ W,,  passing  the  rail- 
Toad  dock  aboat  parallel  to  its  onter  face  and  following  approximately  the  12-foot 
curve  for  a  distance  of  1,000  feet. 

Proposed  bulkhead  lines  are  as  follows :  Conrsee  1  and  10,  inclusivey  coincident  with 
pier  lines;  thence,  in  lien  of  oonrses  11  and  12,  8.  27°  18'  W.,  being  a  continuation 
of  course  10,  a  distance  of  1,290  feet ;  thence  courses  13  and  14,  coincident  with  pier 
lines. 


D  29* 

ESTABLISHMENT  OP  HARBOR  LINES  IN  PATCHOGUE  RIVER,  NEW  YORK. 

Patchogue,  N.  Y.,  November  25j  1893. 
Dear  Sir:  About  June,  1892,  under  the  direction  of  D.  C.  Houston, 
Colonel  of  Engineers,  U.  S.  Army,  survey  was  made  and  consent  of 
property  owners  obtained  to  establish  harbor  lines  in  Patchogue  River, 
which  is  now  being  improved  by  Government  appropriation. 

This  work,  we  understand,  has  been  interrupted  or  discontinued  by 
the  death  of  Col.  Houston  some  months  since. 

It  is  very  desirable  that  the  work  be  continued  and  harbor  lines 
defined,  to  i>revent  encroachment  on  the  harbor  space,  which  is  already 
limited. 

We  understand  that  the  work  is  so  far  advanced  that  it  can  be 
completed  Avithout  much  additional  expense.  Wc  consider  it  very 
necessary  that  it  should  be  done  in  the  interest  of  all  using  the  river 
as  a  harbor. 

As  we  are  interested  in  the  improvement  of  the  river  and  own  con- 
siderable property  adjoining  it,  we  respectfully  ask  that  you  take  such 
action  as  you  think  necessary  to  continue  the  work  referred  to  above. 
Yours,  respectfully, 

E.  Bailey  &  Sons. 
By  Joseph  Bailey. 
Danl.  S.  Lamont, 

Secretary  of  War. 

[Second  indorsement.] 

Office  Chief  of  Engineers, 

U.  S.  Army, 
November  28^  1893. 
Respectfully  referred  to  Lieut.  Col.  H.  M.  Robert,  Corps  of  Engineers, 
for  report. 

To  be  I'^turned. 

By  command  of  Brig.  Gen.  Casey: 

H.  M.  Adams, 
Major ^  Corps  of  Engineers. 


report  of  lieut.  col.  henry  m.  robert,  corps  of  engineers. 

Engineer  Office,  U.  S.  Army, 
New  Yoric,  N.  T.,  January  lOy  1894. 
General:  I  have  the  honor  to  submit  herewith  a  plan  and  descrip- 
tion of  harbor  lines  for  Patchogue  River,  New  York,  in  compliance  with 
letter  from  the  oflSce  of  the  Chief  of  Engineers,  dated  December  6, 1893. 
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On  December  lo,  1893, 1  went  to  Patcliogue  to  personally  examine 
the  river  and  the  lay-out  cf  the  proposed  harbor  lines,  and  at  the  same 
time  to  meet  any  persons  interested  in  the  harbor-line  matter,  due 
notice  of  such  meeting  having  been  given.  The  day  was  stormy,  and 
but  seven  citizens  attended  the  meeting.  They  all  expressed  approval 
of  the  plan  as  shown,  and  they  knew  of  no  one  who  would  object  to  it. 
The  subject  has  been  thoroughly  discussed  by  all  interested  parties  in 
Patcliogue,  and  I  believe  it  is  generally  understood  and  approved  there. 
The  plan  of  harbor  lines  submitted  herewith  is,  in  my  judgment, 
suited  to  the  protection  of  the  public  interest  in  the  harbor;  it  also 
meets  the  approval  of  interested  individuals  without  exception,  that  I 
could  ascertain,  and  I  therefore  recommend  it  for  establishment. 
Very  respectfully,  your  obedient  servant, 

Henry  M.  Eobert, 
Lieut  CoLy  Corps  of  Engineers. 
Brig.  Gen.  Thomas  L.  Casey, 

Chief  of  Engineers^  U.  8.  A. 

[First  indorsement.] 

Office  Chief  of  Engineers, 

U.  8.  Army, 
January  13  j  1894. 
Respectfully  submitted  to  the  Secretary  of  War. 
Application  having  been  made  to  the  Secretary  of  War  for  estab- 
lishment of  harbor  lines  for  Patchoguo  River,  New  York,  the  subject 
has  been  under  consideration  by  Lieut.  Col.  H.  M.  Robert,  Corps  of 
Engineers,  who  submits  the  within  report,  recommending  the  establish- 
ment of  the  harbor  lines  shown  in  red  on  the  accompanying  tracing.* 
It  is  recommended  that  the  harbor  lines  selected  be  Jipproved  under 
the  provisions  of  section  12  of  the  river  and  harbor  act  of  August  11, 
1888,  as  amended  and  reenacted  by  section  12  of  the  river  and  harbor 
act  approved  September  19, 1890. 

Thos.  Lincoln  Casey, 
Brig.  Oen.j  Chief  of  Engineers. 

[Second  indorsement.] 

War  Department,  January  17 j  1894 
The  harbor  lines  selected  are  approved. 

Daniel  S.  Lamont, 

Secretary  of  War. 


DESCRIPTION   OF   HARBOR  LINES  FOR  PATCHOGUE  RIVKR,   NEW  YORK. 

Bearings  arc  magnetic,  and  are  referred  to  tbe  meridian  observed  Jane^  1892. 
The  pier  lines  and  bulkhead  lines  are  coincident  and  described  as  follows,  viz : 
East  «f(fe.— Beginning  at  a  point  10  feet  sonth  and  10  feet  west  from  the  intersee- 
tion  of  E.  Bailey  &  Sons'  Lnmber  Dock  with  Town  Dock,  and  running  thence  S.  1° 
01'  W.  in  front  of  property  of  E.  Bailey  &  Sons  a  distance  of  620  feet  to  a  point 
in  lino  with  the  south  side  of  the  slip  just  north  of  G.  M.  Smith's  shipyard  and  10 
feet  out;  thence  S.  15"  20'  E.  a  distance  of  155  feet  to  a  point  in  line  with  the 
north  side  of  the  south  slip  at  G.  M.  Smith's  shiypard  and  10  feet  out;  thence  S.  33^ 
14'  E.  a  distance  of  702  feet  to  a  point  near  shore  in  front  of  land  of  Mrs.  K.  L. 
Gilbert;  thence  S.  1°  42'  W.  a  distance  of  925  feet  to  a  point  opposite  the  bend  in 
the  dock  owned  by  Mrs.  Gilbert  and  20  feet  out  from  the  same;  thence  S.  32^  33' 
W.  parallel  to  and  20  feet  away  from  the  dock  a  distance  of  100  feet;  thence  S.  1° 


*  Not  printed. 
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27'  E.  a  distance  of  905  feet;  thence  S.  7^  08'  W.,  passing  along  the  oast  bank  of 
the  channel  dredged  in  1893  by  the  United  States  in  front  of  land  of  Gen.  Dodge, 
and  continuing  a  total  distance  of  550  feet  to  a  point  on  the  east  side  of  the  river's 
mouth;  thence  S.  55^  49'  E.  a  distance  of  300  feet. 

West  side. — Starting  at  the  point  before  described  as  the  point  of  beginning  for 
the  east  side  and  running  thence  S.  Si°  58'  W.  parallel  Tvith  the  southerly  jface  of 
Town  Dock  and  10  feet  therefrom  and  crossing  the  harbor  to  a  point  10  feet  out  from 
the  face  of  Jones's  Dock  a  distance  of  216  feet ;  thence  S.  14°  10'  W.  parallel  with  Jones's 
Dock  and  10  feet  away  a  distance  of  145  feet;  thence  S.  7^^  16'  E.  a  distance  of  855 
feet ;  thence  S.  33°  14'  E  (parallel  with  the  east  line  at  this  point)  a  distance  of  420  feet 
to  a  point  60  feet  out  from  the  face  of  dock  in  front  of  premises  of  Mrs.  C.  Murphy; 
thence  S.  1°  42'  W.  (parallel  to  the  opposite  harbor  line)  crossing  the  docks  at  Martin  us 
Smith's  shipyard  and  running  to  a  point  80  feet  beyond  the  South  Dock  a  distance 
of  860  feet;  thence  S.  12°  07'  W.  a  distance  of  540  feet;  thence  S.  0°  06'  £.  passing 
5  feet  east  of  the  east  side  of  A.  W.  Lozier's  boathouse  a  distance  of  830  feet; 
thence  S.  57°  41'  E.  a  distance  of  280  feet  to  a  point  in  line  with  the  easterly  face 
of  Bailey's  New  Dock  and  30  feet  north  of  said  dock;  thence  S.  2°  43'  W.,  passing 
along  the  face  of  Bailey's  Dock,  a  distance  of  240  feet  to  the  northernmost  bend  in 
the  face  of  said  dock;  thence  S.  11°  26'  W,  a  distance  of  345  feet  to  the  east  side 
of  the  breakwater  west  of  the  channel ;  thence  following  the  east  side  of  said  break- 
w.ater  in  a  southerly  direction  to  the  end  of  said  breakwater,  wherever  it  may  be,  at 
present  a  distance  of  1,095  feet,  more  or  less. 
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IMPROVEMENT  OF  HUDSON  RIVER  AND  NEW  YORK  HARBOR  AND  OF 
RIVERS  AND  HARBORS  IN  THEIR  VICINITY,  NEW  YORK  AND  NEW 
JERSEY. 


BEPOBT  OF  LIEUT.  COL.  G.  L.  GILLESPIE,  CORPS  OF  ENGINEERS,  OFFI- 
CER IN  CHARGE,  FOR  THE  FISCAL  YEAR  ENDING  JUNE  SO,  1894,  WITH 
OTHER  DOCUMENTS  RELATING  TO  THE  WORKS. 

IMPROVEMENTS. 


1.  Hudson  River,  New  York. 

2.  Harbor  at  Saagerties,  N.  Y. 

3.  Harbor  at  Roudout.  N.  Y. 

4.  Wappinger  Creek,  New  York. 

5.  Harlem  River,  New  York. 

6.  East  River  and  Hell  Gate,  New  York. 

7.  Newtown  Creek,  New  York. 

'8.  Buttermilk  Channel,  New  York  Har^ 
bor. 


9.  Gowanus  Bay,  New  York. 

10.  New  York  Harbor,  New  York. 

11.  Jamaica  Bay,  New  York. 

12.  Raritan  Bay,  New  Jersey. 

13.  Removiug  sunken    vessels    or    craft 

obstructing  or  endangering  naviga- 
tion. 


HARBOR  LINES. 

14.  Harlem  River,  .New  York.  |  15.  Westchester  Creek,  New  York. 


Engineer  Office,  U.  S.  Army, 
New  YorJcy  N.  Y.,  July  ^,  1894. 
General:  I  have  the  honor  to  transmit  herewith  annual  reports 
•    *    •    for  the  fiscal  year  ending  June  30, 1894,  upon  the  works  of 
river  and  harbor  improvement  under  my  charge. 
Very  respectfully,  your  obedient  servant, 

(I.  L.  Gillespie, 


Brig.  Gen.  Thomas  L.  Casey, 

Chief  of  Ungineers,  U.  8.  A. 


Lieut.  Col. J  Corps  of  Engineers. 


E  I. 

improvement  of  HUDSON  RIVER,  NEW  YORK. 

The  Annual  Keport  of  the  Chief  of  Engineers  for  1885,  Part  I,  p. 
677,  contains  a  history  of  this  improvement,  accompanied  by  original 
reports  and  two  sketches  showing  its  condition  at  that  time. 
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The  only  part  of  the  Hudson  River  which  has  been  improved  by  the 
General  Government  is  a  stretch,  about  20  miles  long,  beginning  at  the 
head  of  navigation  at  Troy,  N.  Y.,  about  C  miles  above  Albany,  and 
extending  down  the  river  to  Kew  Baltimore,  about  14  miles  below 
Albany. 

While  there  has  always  been  enough  water  below  New  Baltimore 
for  navigation,  this  upper  section  of  the  river,  so  far  as  its  history  is 
known  to  us,  has  always  been  obstructed  by  bars  and  shoals,  due  to 
the  existence  of  numerous  islands  and  sloughs  and  the  consequent  diver- 
sion of  the  river's  waters  through  too  many  channels. 

Prior  to  1831,  when  the  jurisdiction  of  the  Federal  Government  over 
these  waters  was  confirmed  by  judicial  decision,  the  State  of  New 
York  had  made  eflforts  to  improve  the  navigation  of  this  part  of  the 
river. 

Since  1831  the  improvement  of  the  Hudson  River  has  been  conducted 
both  by  the  State  of  New  York  and  by  the  General  Government,  both 
building  and  repairing  dikes  and  doing  such  dredging  as  seemed  nec- 
essary. In  the  last  few  years,  however,  the  dike  work  has  been  left 
almost  exclusively  to  the  General  Government  and  the  dredging  to  the 
State  of  New  York. 

The  general  system  of  improvement  has  been  the  same  throughout, 
the  contraction  of  the  channels  by  the  construction  of  jetties  and  dikes 
intended  to  deepen  them  by  means  of  the  scour  so  produced,  and  also 
the  lowering  of  the  bed  by  dredging  where  such  work  was  indispen- 
sable. 

But  up  to  1831  the  work,  which  had  consisted  almost  entirely  of  the 
construction  of  spur  dikes  and  dredging,  had  produced  very  little  per- 
manent improvement. 

After  1831,  however,  the  United  States  began  the  present  general 
system  of  improvement,  which  consists  of  contracting  the  channel  by 
means  of  longitudinal  dikes  intended  to  aid  in  scouring  the  bars  and 
shoals,  instead  of  which  spur  jetties  had  formerly  been  used. 

Under  this  system  the  United  States  constructed  two  dikes  in  1835, 
183G,  1837,  and  1838. 

Then  followed  a  long  interval  of  time  in  which  nothing  was  done  by 
the  United  States  except  in  1852;  but  in  1863  the  State  of  New  York 
took  up  the  improvement  on  the  general  plan  adopted  by  the  United 
States  in  1831,  viz,  substituting  a  system  of  longitudinal  dikes 
instead  of  the  jetty  system,  and  between  1863  and  1867  built  six 
important  longitudinal  dikes  of  Ihis  kind.  (Annual  Report  of  1885, 
p.  678.) 

The  work  was  again  taken  up  by  the  United  States  in  1864,  when, 
out  of  the  general  sum  appropriated  for  river  and  harbor  improve- 
ments, $33,000  was  allotted  for  the  Hudson  River  improvement,  and 
this  was  followed  by  the  act  of  June  13,  1866,  which  appropriated 
$50,000  for  the  same  work. 

The  plan  of  improvement  adoi^ted  in  1867  provided  for  securing  a 
navigable  channel  11  feet  deep  at  mean  low  water  from  New  Balti- 
more up  to  Albany  and  9  feet  deep  at  mean  low  water  from  Albany  up 
to  Troy. 

The  following  is  a  description  of  the  plan: 

First.  A  system  of  longitudinal  dikes,  to  confine  the  current  suffi- 
ciently to  allow  the  ebb  and  flow  of  the  tidal  current  to  keep  the  channel 
clear.  These  dikes  to  be  gradually  brought  nearer  together  from  New 
Baltimore  toward  Troy,  so  as  to  assist  the  entrance  of  the  flood  cur- 
rent and  increase  its  height,  their  height  to  be  kept  approximately  at 
the  level  of  the  tidal  high  water,  so  as  not  to  confine  the  freshets,  the 
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exact  level,  however,  being  left  to  be  determined  by  experience  as  the 
work  progresses. 

Second.  That  the  dredge  be  used,  so  far  as  necessary,  to  open  the 
channels  above  described,  which  the  current  should  not  be  allowed  to 
do,  except  very  gradually,  lest  accumulations  dangerous  to  navigation 
be  formed  below. 

Third.  Keeping,  as  far  as  practicable,  the  side  reservoirs  open  to  the 
passage  of  tidal  currents  by  gaps  at  their  lower  extremities  in  order  to 
increase  the  tidal  flow. 

Fourth.  Dumping  all  dredged  material  in  secure  places,  where  it  can 
not  be  moved  back  again  into  the  channel  by  the  current. 

Fifth.  Constructing  the  dikes  of  timber  and  stoile  in  a  manner  to 
secure  their  permanency  at  a  minimum  cost,  the  details,  varying  with 
the  locality,  to  be  left  to  the  discretion  of  the  local  engineer,  to  be  so 
designed  as  to  admit  of  having  an  increased  height  given  to  the  dikes 
if  necessary. 

Sixth.  To  protect,  when  necessary,  the  banks  and  islands  against 
the  abrading  action  of  the  currents  by  revetments. 

Seventh.  That  limits,  beyond  which  no  encroachments  upon  the  chan- 
nel should  bo  made,  be  prescribed,  and  that  any  such  encroachments  be 
reported  to  the  engineer  in  charge. 

The  cost  of  the  improvement,  according  to  the  estimate  of  1867,  was 
$1,000,000,  but  the  amount  which  had  been  actually  spent  upon  the 

J  reject  up  to  June  30, 1892,  the  date  of  its  practical  completion,  was 
1,247,940.20. 

From  the  nature  of  the  materials  which  enter  into  the  construction 
of  the  dikes  and  from  the  limited  sums  which  are  applied  annually  to 
renew  the  parts  which  become  unserviceable,  whether  by  natural  decay 
or  otherwise,  it  can  be  well  understood  that  the  estimates  prepared  from 
time  to  time  for  the  completion  of  the  project  must  be  accepted  as 
approximately  accurate  for  only  a  short  period  of  time.  This  statement 
is  necessary  for  a  correct  understanding  of  the  apparent  discrepancy 
between  the  estimated  and  the  actual  cost  of  the  project. 

A  new  project  was  adopted  in  1891,  which  provided  for  maintaining 
old  improvements  and  constructing  new  regulating  works  along  8  addi- 
tional miles  of  the  river  below  'New  Baltimore,  and  also  deepening  the 
entire  reach  of  the  river  under  improvement,  so  as  to  afford  a  channel 
400  feet  wide  and  12  feet  deep  at  mean  low  water,  from  Coxsackie  to 
the  foot  of  Broadway,  Troy,  N.  Y.,  and  thence  300  feet  wide  and  12  feet 
deep  to  the  State  Dam. 

The  estimated  cost  of  the  i)roject  is  $2,500,000,  provided  the  entire 
work  be  completed  within  five  years. 

The  sanction  of  Congress  to  the  project  was  given  by  the  river  and 
harbor  act  approved  July  13,  1892,  with  the  proviso  that  contracts 
might  be  entered  into  by  the  Secretary  of  War  for  such  materials  and 
work  as  might  be  necessary  to  carry  out  the  plan,  to  be  paid  for  as 
appropriations  may  from  time  to  time  be  made  by  law,  not  to  exceed 
in  the  aggregate  the  sum  of  $2,447,900. 

The  State  of  New  York  makes  an  appropriation  at  every  session  of 
its  legisliiture  for  the  improvement  of  the  Hudson  Kiver,  and  prior  to 
1867  the  money  was  applied  to  the  construction  of  dikes  on  the  left 
bank  of  the  river  from  Iloughtailing  Island  to  Albany,  to  jetties,  dams, 
and  to  temporary  measures  of  relief^  and  also  to  dredging  at  the  points 
where  shoals  were  discovered  after  spring  freshets.  In  the  last  few 
years,  however,  the  dike  work  has  been  left  almost  exclusively  to  the 
General  Government  and  the  dredging  to  the  State. 
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Sections  6  and  7  of  the  river  and  harbor  act  of  September  19, 1890, 
make  it  unlawful  to  dump  into  the  navigable  waters  of  the  United  States 
any  materials  which  shall  tend  to  impede  or  obstruct  navigation,  or 
to  excavate  or  fill,  or  in  any  manner  to  alter  or  modify  the  course,  loca- 
tion, condition,  or  capacity  of  the  channel  of  said  navigable  waters, 
unless  approved  and  authorized  by  the  Secretary  of  War.  These  are 
wise  provisions  for  the  protection  of  the  navigable  waters  of  the  United 
States,  and  it  is  ho]>ed  that  a  considerate  enforcement  of  the  law  will 
servo  hereafter  to  protect  the  channel  of  the  river  by  maintaining  its 
regimen,  and  at  the  same  time  to  allow  material  to  betaken  freely  from 
the  river  for  private  and  public  uses. 

Sections  of  the  river  and  harbor  act  of  July  13, 1892,  amendatory 
of  section  7  of  the  act  of  1890,  referring  to  structures  which  may  be 
authorized  in  navigable  waters,  is  so  important  that  a  copy  is  here 
inserted  for  the  information  of  the  public: 

That  it  shall  not  bo  lawful  to  build  any  wharf,  pier,  dolphin,  boom,  dam,  weir,  break- 
water, bnlkhead,  jetty,  or  strnctare  of  any  kind  outside  of  established  harbor  lines, 
or  in  any  navigable  waters  of  the  United  States  where  no  harbor  lines  are  or  may  be 
established,  without  the  permission  of  the  Secretary  of  W«*r,  in  any  ])ort,  roa^lstead, 
haven,  harbor,  navigable  river,  or  other  waters  of  tlie  United  States,  m  such  manner 
as  shall  obstruct  or  impair  navigation,  commerce^  or  anchorage  of  said  waters;  and 
it  shall  not  be  lawful  hereafter  to  commence  the  construction  of  any  bridge,  bridge 
draw,  bridge  piers  and  abutments,  causeway,  or  other  works  over  or  in  any  port, 
road,  roadstead,  haven,  harbor,  navigable  river,  or  navigable  waters  of  the  United 
States,  under  any  act  of  the  legislative  assembly  of  any  State,  until  the  location  and 
plans  of  such  bridge  or  other  works  have  been  submitted  to  and  approved  by  the 
Secretary  of  War,  or  to  excavate  or  fill,  or  in  any  manner  to  alter  or  modify  the 
course,  location,  condition,  or  capacity  of  any  port,  roadstead,  haven,  harbor,  har- 
bor of  refuge,  or  inclosure  witliin  the  limits  of  any  breakwater,  or  of  the  channel 
of  any  navigable  water  of  the  United  States  unless  approved  and  authorized  by  the 
Secretary  of  War :  Provided,  That  this  section  shall  not  apply  to  any  bridge,  bridge 
draw,  bridge  piers  and  abutments  the  construction  of  which  has  been  heretofore 
duly  authorized  by  law,  or  be  so  construed  as  to  authorize  the  construction  of  any 
bridge,  drawbridge,  bridge  piers  and  abutments,  or  other  works  under  an  act  of  the 
the  legislature  of  any  State,  over  or  in  aujr  stream,  ])ort,  roadstead,  haven^  or  harbor 
or  other  navigable  Avater  not  wholly  within  the  limits  of  such  State. 

The  average  rainfall  covering  the  past  sixty- three  years,  from  observa- 
tions recorded  in  the  report  of  the  water  commissioners  of  Troy,  K.  Y., 
for  1889.  is  36.55  inches.  The  greatest  rainfall  in  any  year  was 
recorded  in  1878,  when  49.23  inches  fell;  the  least  rainfall  in  any  year 
occurred  in  1839,  when  18.32  inches  fell.  The  greatest  known  rainfall 
in  any  one  month  occurred  in  October,  1869,  when  13.8  inches  fell;  the 
least  known  rainfall  in  any  one  montli  was  in  ]May,  1840,  when  only  0.2 
of  an  inch  fell. 

At  times  during  the  dry  season  of  most  every  year,  for  a  month  at 
least,  no  water  flows  over  the  State  Dam  at  Troy,  and  excepting  what 
comes  in  through  the  lockage  of  the  canals  there  is,  during  that  period, 
little  apparent  freshwater  supply  to  the  flow  of  the  river.  From  this 
and  the  fact  that  the  tide  rises  and  falls  at  the  State  Bam,  it  is  evident 
that  the  navigation  of  the  Hudson  Eiver  at  the  low  stage  is  dependent 
in  a  large  degree  upon  the  tidal  prism  of  the  river.  The  mean  rise  and 
fall  of  tides — 

Feat. 

At  Stato  Dam,  Troy,  N.  Y.,  is 80 

At  Nail  Works,  Troy,  N.  Y.,  is 1.92 

At  Albany,  N.  Y.,  is 2.83 

At  Castleton,  N.  Y.,  is 2.53 

At  New  Baltimore,  N.  Y.,  is 3.-U 

At  New  York,  Governors  Island,  from  Coast  Survey 4, 40 
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The  mean  duration  of  rise  of  tide  at  Albany  is  5  hours  0  minutes^  and 
the  mean  duration  of  fall  7  hours  25  minutes. 
The  plane  of  mean  low  water  at  Kew  York  is  below  that — 

Feet. 

At  New  Baltimore 1 3.55 

AtCastleton 4.35 

At  Albany 4.78 

AtTroy  Nail  Works 5.32 

At  Troy  State  Dam 6.88 

The  plane  of  mean  high  water  at  New  York  is  below  that — 

Feet. 

At  New  Baltimoro 2. 57 

AtCastlcitou 2.48 

At  Albany 2.70 

At  Troy  Nail  Works 2.84  . 

At  State  Dam,  Troy 3.28 

The  heights  of  the  greatest  known  freshets  above  the  plane  of  mean 
low  water  at  Albany  are  as  follows : 

That  of  February  9,  1857,  due  to  an  ice  gorge  at  Van  Wies  Point, 
was  22.19  feet. 

That  of  October,  1869,  due  to  the  great  rainfall  in  that  month,  which 
reached  13.8  inches,  was  19.04  feet. 

That  of  February,  1880,  due  to  an  ice  gorge,  was  17.89  feet. 

Generally  speaking  the  effects  of  rain  storms  are  shown  by  rise  in  the 
river  within  twenty-four  hours.  The  winds  also  materially  affect  the 
height  of  water;  south  and  east  winds  drive  the  water  up  the  river, 
causing  very  high  tides,  while  a  north  or  west  wind  produces  an  oppo- 
site effect. 

WORK  DONE   DURING   THE  FISCAL.   YEAR  ENDING   JUNE  30,  1894. 

At  the  beginning  of  the  fiscal  year  the  following  contracts  were  in 
force : 

Contract  with  Edwards,  Howlett  &  Thompson,  dated  December  2Sy 
1892,  which  provided  for  the  construction  of,  and  repairs  to,  40,000 
linear  feet  of  dikes,  and  the  dredging  and  removing  of  4,620,000  cubic 
yards  of  material. 

Contract  with  P.  Sanford  Ross,  dated  December  19,  1892,  which  pro- 
vided for  the  removal  of  190,000  tons  of  rock  and  30,000  tons  of  sand 
covering  rock  in  place. 

Beside  the  above  the  following  open  market  agreements  were  made 
during  the  fiscal  year: 

Open  market  agreement  with  E.  M.  Payn  &  Co.,  dated  November 
10,  1893,  for  dredging  and  removing  about  400  feet  of  the  south  end  of 
Barren  Island  Dike. 

Open  market  agreement  with  William  Fuller  &  Sons,  dated  March 
14,  1894,  for  driving  guide  piles  to  define  the  dikes  submerged  during 
freshet  times. 

Open  market  agreement  with  E.  M.  Payn  &  Co.,  dated  April  30, 1894, 
for  removing  wreck  of  canal  boat  from  river  near  Poplar  Island. 

The  river  and  harbor  act  of  July  13,  1892,  appropriated  $187,500  for 
improving  the  Hudson  Kiver,  and  the  act  making  api)ropriations  for 
sundry  civil  expenses  of  the  Government  for  the  fiscal  year  ending 
June  30, 1894,  and  for  other  purposes,  approved  March  3, 1893,  appro- 
priated 8500,000  for  continuing  the  improvement  of  the  Hudson  Kiver, 
provided  that  not  more  than  three-fourths  of  the  appropriation  should 
be  expended  during  the  fiscal  year  ending  June  30,  1894. 

The  allotments  of  the  amount  appropriated  July  13, 1892  (specifica- 


uigiTizea  oy  ^jv^v^' 


g.x 


728    REPORT  OF  THE  CHIEF  OF  ENGINEERS,  U  S.  ARMY. 

tions  approved  by  the  Secretary  of  War  August  15,  1892),  were  as 
follows : 

For  dredging,  and  construction  and  repair  of  dikes,  under  contract 
witli  Edwards,  Howlett  &  Thompson,  $130JOOO. 

For  removing  rock,  under  contract  with  I?.  Sanford  lioss,  $25,000. 

The  work  represented  by  these  allotments  was  required  to  be  com- 
pleted October  1, 1893. 

The  allotments  of  the  amount  appropriated  March  3, 1893,  were  as 
follows : 

For  dredging,  and  construction  and  repair  of  dikes,  under  contract 
with  Edwards,  Howlett  &  Thompson,  $384,000. 

For  removing  rock,  under  contract  with  P.  Sanford  Boss,  $90,000. 

Three-fourths  of  the  work  under  each  of  the  latter  allotments  to  be 
completed  July  1, 1894,  and  the  remainder  by  December  31, 1894. 

The  work  under  the  contract  with  Edwards,  Howlett  &  Thompson 
has  progressed  very  unsatisfactorily,  from  neglect  and  bad  manage- 
ment on  the  part  of  the  contractors.  The  contractors  themselves  have 
not  given  tlie  work  much  of  their  immediate  attention,  but  delegated 
its  conduct  to  a  number  of  inefficient  foremen.  In  consequence  but 
.comparatively  little  efficient  progress  has  been  made. 

During  the  season  of  1893  the  dike  work  was  delayed  because  the 
imperfect  arrangements  which  had  been  made  to  secure  the  necessary 
supply  of  piles  and  other  material  resulted  in  keeping  the  five  pile- 
drivers  on  the  work  frequently  inactive. 

The  quantity  of  material  removed  by  dredging  was  also  small  by 
comparison  with  contract  requirements,  because  of  the  neglect  on  the 
l)art  of  the  contractors  to  provide  proper  plant  or  adequate  places  to 
deposit  the  dredged  material.  In  the  Annual  Report  for  1893  it  was 
stated  that  the  contractors  were  preparing  dump  ground  behind 
^ew  Baltimore  Dike,  where  it  was  expected  to  operate  a  suction  dredge 
that  would  drive  the  material  back  of  the  dike.  With  this  view  the 
contractors  constructed  during  the  year  a  large  machine  with  two  cen- 
trifugal i)umps  capable  of  handling  4,000  cubic  yards  of  material  a  day. 
It  was  contemplated  to  have  this  plant  in  readiness  by  June  1,  but  for 
various  reasons  its  arrival  was  delayed  until  August  7.  It  was  oper- 
ated only  a  short  time,  and,  proving  a  failure,  the  method  was  aban- 
doned, and  the  machine  altered  and  arranged  for  x>i^inping  directly 
from  the  channel  in  connection  with  the  uso  of  scows  alongside.  It 
has  since  been  operated  in  this  svay,  and  has  taken  up  a  great  deal  of 
material,  but  its  results  are  not  altogether  satisfactory.  A  i)Owerful 
tug  is  used  to  tow  the  machine  and  the  scow  into  which  it  pumps,  but 
usually  the  current  is  so  swift  that  it  is  almost  impossible  to  keep 
proper  alignment  while  at  work. 

After  the  abandonment  of  this  method  of  driving  the  material  behind 
the  dikes,  the  contractors  asked  for  authority  to  dump  material  in  the 
deep  indent  of  the  river  on  the  west  bank  below  Catskill.  To  advance 
the  work,  and  give  them  time  for  securing  other  sites,  authority  was 
granted  for  the  temporary  use  of  this  dumping  ground.  Up  to  June  15, 
1894,  230,000  cubic  yards  of  material  had  been  dumped  there,  when, 
the  contractors  having  neglected  to  provide  other  dumping  grounds, 
the  authority  was  revoked.  Two  small  dumi>  grounds  had  previously 
been  made  by  building  a  bulkhead  from  lower  end  of  Shad  Island  to 
the  Mulls  Pile  Dike,  near  tlie  lower  beacon,  and  by  building  a  dam 
from  the  lower  end  of  Mulls  Stone  Dike  to  the  shore,  in  both  of  which 
places  225,000  cubic  yards  of  material  have  been  dumped. 

On  May  11  these  dumps  had  been  filled  up,  and  it  was  necessary  to 
suspend  the  dredging  at  Nine  Mile  Tree  and  Mulls  until  the  con- 
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tractors  bad  made  other  arrangements  for  disposing  of  the  dredged 
material. 

In  the  same  month  a  dumping  ground  was  secured  and  opened  in 
the  okl  Hellegat  Channel,  on  the  east  bank  near  Castleton  Light,  by 
building  a  dam  from  the  lower  end  of  Upper  Sehodack  Creek  to  Lower 
Schodack  Island,  and  making  an  opening  to  said  grounds  through  the 
State  dike  just  above  Mulls  Light.  Here  it  is  expected  that  300,000 
cubic  yards  of  material  may  bo  disposed  of. 

The  contractors  are  again  making  arrangements  to  deliver  dredged 
material  behind  the  dikes,  using  improved  modern  pumps,  and  there  is 
the  hope  that  the  work  of  dredging  will  progress  with  greater  satis- 
fac^ou  in  the  future  than  it  has  done  in  the  ])ast. 

The  work  under  the  contract  with  P.  Sanford  Ross  has  progressed 
in  a  thorough  and  businesslike  manner.  The  method  of  using  a  chisel 
machine  to  break  up  the  rock  and  afterwards  employing  a  dredge  to 
take  up  the  broken  material  being  a  somewhat  new  method,  and  in  con- 
sequence experimental,  the  amount  of  work  done  was  not  equal  to 
expectations.  The  contractors  have,  however,  constructed  an  improved 
machine  with  four  chisels  weighing  8  tons  each,  which  has  been  at 
work  since  May  22,  and  in  addition  to  the  ordinary  clam-shell  dredge 
used  last  year  they  have  another  with  a  clam-shell  bucket  that  is 
closed  by  steam  power,  which  does  excellent  work.  They  are  now  in 
position  to  fully  complete  the  work  covered  by  their  allotments  by  the 
date  specified,  December  31,  1894. 

The  progress  made  during  the  fiscal  year  ending  June  30,  1894, 
under  the  above  contracts  and  open-market  agreements  may  be  sum- 
marized as  follows : 

CONSTRUCTION   OF  NEW  DIKES. 

Under  contract  with  Edwards,  Howlett  &  Thompson  the  following 
dikes  have  been  constructed  during  the  fiscal  year  : 

CoxsacMe  Island  Dike, — This  dike  was  in  course  of  construction  at 
the  beginning  of  the  fiscal  year,  and  was  completed  October  28, 1893. 
It  is  a  half  dike,  designed  for  a  shore  protection  to  prevent  erosion,  10 
feet  wide,  1,523  feet  long,  and  cost  $7  per  running  foot. 

Light-IIoicse  Island  Dike. — A  similar  construction  built  around  the 
north  end  of  Light- House  Island  to  prevent  erosion  was  completed 
October  21, 1893;  it  is  2,134  feet  long,  and  cost  $6.18  per  running  foot. 

Schermerhorn  Island  Dike. — This  dike,  Avhich  extends  from  theEidge- 
wood  Ice  House  Dock,  on  lower  end  of  Schermerhorn  Island,  to  the 
north  end  of  the  present  Shad  Island  Dike,  is  a  double  pile  dike  10  feet 
Avidc  and  2,707.5  feet  long,  and  was  completed  November  30,  1893,  at  a 
cost  of  $6.60  i)er  running  foot. 

Barren  Island  Dike. — Four  hundred  and  twenty-five  feet  of  the  end 
of  this  dike  were  taken  up  and  removed,  and  a  new  dike  of  similar  con- 
struction built  for  a  distance  of  506.5  feet.  It  was  completed  December 
2,  1893,  at  a  cost  of  $7.70  per  running  foot. 

Roah  Hook  Dike. — To  prevent  shore  erosion  a  dike  was  built  from  the 
north  end  of  the  old  Roah  Hook  Dike  1,021  feet  north  to  the  brickyard 
dock,  and  completed  March  31, 1894,  at  a  cost  of  $5.71  per  running  foot. 

Campbells  Island  Dike. — A  double  pile  dike  was  begun  and  completed 
during  the  fiscal  year,  extending  from  the  dock  at  Staats  Landing  south 
for  a  distance  of  2,376  feet,  at  a  cost  of  $7.67  per  linear  foot. 

Base  Island  Dike. — Work  is  in  i)rogress  on  the  construction  of  4,000 
feet  of  this  dike,  beginning  at  the  mainland  of  east  bank  and  extend- 
ing downstream.  ^  j 
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Breaker  Inland  Half  Dike. — This  dike  is  iu  course  of  construction :  it 
extends  from  south  end  of  the  Breaker  Island  Kevetment  1,200  feet 
southward  to  the  northern  end  of  the  Hillhouse  Island  Revetment. 

Breaker  Island  Revetment, — Preparatory  to  the  construction  of  this 
revetment  a  portion  of  Breaker  Island  has  to  bo  removed.  This  work 
is  now  in  progress,  and  part  of  the  piles  for  the  footing  to  the  stone 
revetment  have  been  driven. 

REPAIRS  TO  EXISTING  DIKES. 

Under  contract  with  Edwards,  Hewlett  &  Thompson  repairs  were 
made  to  1,000  runnhig  feet  of  the  Oedar  Hill  Dike,  and  repairs  are  still 
in  progress  to  5,000  running  feet  of  the  Small  Island  Dike. 

Under  open-market  agreement  with  William  Fuller  &  Sons  guide 
piles  were  driven  to  mark  the  following  dikes  when  submerged  by 
Ireshets:  West  Dike,  Coeymans  Middle  Dike,  Coeymans  Dike,  Bar- 
ren Island  Dike,  Cow  Island  Dike,  and  Cedar  Hill  Dike. 

During  the  fiscal  year  a  total  of  10,268  linear  feet  of  new  dike  were 
constructed,  and  repairs  made  to  1,000  feet  of  dike.  The  amount  of 
material  furnished  and  put  in  place  by  the  contractors  were  as  follows: 

260,714  linear  feet  of  pine  piling. 
4,614  linear  feet  of  round  timber. 
304,461  feet,  B.  M.,  of  square  timber. 
125,841  pounds  of  tie  rods  and  screw  bolts. 
63,456  pounds  of  drift  bolts  and  spikes. 
23,284  cubic  yards  of  stone. 

DREDGINa. 

The  dredging  during  the  fiscal  year  has  been  done  principally  to 
relieve  navigation  and  at  the  same  time  to  conform  to  the  project  for  a 
channel  400  feet  wide  and  12  feet  deep. 

During  the  winter  of  1892-'93  an  ice  gorge  formed  between  Cedar 
Hill  and  North  Coeymans,  which  occasioned  shoals  at  Cedar  Hill,  Nine 
Mile  Tree,  Mulls  Cross-Over,  and  East  Channel,  New  Baltimore,  and 
during  the  winter  of  1893-'94  the  ice  gorged  in  the  same  location. 
This  gorge  created  a  very  serious  bar,  with  a  least  depth  of  5.6  feet, 
extending  across  the  river  just  below  Castleton  Light,  and  also  another 
shoal  near  Mulls  Lower  Beacon.  Work  has  been  done  at  each  of  these 
several  shoals  and  navigation  relieved. 

Work  is  also  in  progress  deepening  channel  between  Bogart  and 
Stone  Lights  and  removing  the  New  Baltimore  Bar.  Aside  from  the 
above,  all  the  necessary  dredging  has  been  done,  removing  the  material 
covering  the  Breaker  Island  and  Austins  East  rocks  to  facilitate 
operations  by  the  contractor  for  rock  removal. 

The  contractors  have  had  from  five  to  seven  machines  at  work  most 
of  the  time. 

The  following  amounts  of  material  were  dredged  and  removed  during 
the  fiscal  year: 

Cubic  yartlB. 

At  Bleaker  Island 11,583 

At  Stone  Light 29,583 

At  Winnies  IJar 3,061 

At  Cedar  Hill  Bar 1,106 

At  Schernierhorn  Island 4,  796 

At  Nine  Mile  Tree 86,805 

At  Mnlls  Cross-Over , 178,941 

At  Now  Baltimore 225,645 

Total 544,520 
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REMOVAL  OP  BOCK. 

The  work  of  removing  AustiBS  Rock  to  a  depth  of  12  feet  at  mean 
low  water,  which  was  iu  progress  at  the  beginning  of  the  fiscal  year, 
was  fully  completed  July  29, 1893. 

Tons  of  rock  removed 332 

Tons  of  sand  covering  removed 56 

The  work  of  removing  Austins  East  Eock  was  also  completed,  result- 
ing in  the  removal  of  7,228.8  tons  of  rock  and  983  tons  of  sand  cover- 
ing. 

The  east  channel  line  as  originally  laid  out  crossed  the  western  half 
of  this  reef,  but  as  the  bed  was  chiefly  of  rock  at  this  locality  and  the 
reef  lay  at  the  turning  point  of  the  channel,  it  was  deemed  best  to 
push  back  the  eastern  border  at  Austins  East  Eock  a  distance  of  25 
feet. 

The  work  of  removing  the  rock  iu  front  of  the  Watervliet  Arsenal 
Dock  to  a  depth  of  10  feet  at  moan  low  water  was  also  completed,  after 
the  removal  of  1,883  tons  of  rock  and  30G  tons  of  sand  covering. 

The  work  of  removing  the  rock  at  Breaker  Island,  at  Van  Wies 
Lauding,  and  at  Mulls  Cross-Over  is  in  progress.  The  quantity 
removed  up  to  the  close  of  the  fiscal  year  at  Van  Wies  Landing,  includ- 
ing an  enlarged  width  of  25  feet  on  the  west  bank,  aggregates  882.3 
tons  of  rock  and  359.5  tons  of  sand;  at  Breaker  Island,  1,944  tons  of 
rock  and  568  tons  of  sand;  and  at  Mulls  Eock,  880  tons  of  rock. 

This  makes  a  total  of  13,091.6  tons  of  rock  and  2,259.1  tons  of  sand 
covering  removed  during  the  fiscal  year. 

WRECKS. 

During  the  fiscal  year  2  wrecks  Avere  removed  from  the  river — the 
wreck  of  the  tugboat  Nettie  from  channel  near  Forbes  dock,  and  a 
wreck  of  an  old  canal  boat  from  river  just  west  of  channel  near  north 
end  of  Poplar  Island. 

mBED  LABOB. 

A  foreman  and  7  men  were  employed  during  the  months  of  July, 
August,  September,  and  October,  replacing  the  stone  and  repairing 
the  paving  in  the  following  dikes:  Cedar  Hill,  CampbelPs  Island, 
Bear  Island,  Overslaugh,  Bogart  Island,  Papscanee,  Pleasure  Island, 
and  High  Dike. 

UYDROGRAPHIC   AND   OFFICE  WORK. 

The  hydrographic  party  has  been  occupied,  when  the  weather  per- 
mitted, in  making  surveys  and  examinations,  or  in  staking  out  work 
and  i>utting  up  ranges  for  the  dredges  and  rock  machines.  Surveys 
were  made  of  channel  between  Cedar  Hill,  and  New  Baltimore;  also 
survey  of  Van  Wies  I?ock,  resurvey  at  Mulls,  after  dredging,  survey 
of  West  Channel  below  Catskill,  resurvey  of  channel  between  Barren 
Island  and  New  Baltimore,  after  dredging,  and  resurveys  at  Nine  Mile 
Tree,  Mulls,  and  New  Baltimore,  to  determine  condition  of  channel 
after  the  winter,  and  survey  of  rock  at  Mulls  Cross-Over,  which  is  still 
in  progress. 

During  the  winter  the  force  was  reduced  to  the  assistant  engineer 
and  one  draftsman.  Notes  were  worked  uj)  and  platted,  and  tracings 
and  specifications  for  the  work  of  the  following  season  were  perfected. 
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GENERAL    REMARKS. 

When  the  season  of  navigation  opened  in  1893,  as  stated  in  last 
annual  report,  there  were  several  shoal  places  in  the  channel,  occasioned 
by  an  ice  gorge  which  formed  between  Cedar  Hill  and  North  Coeymans. 
These  shoals  were  all  removed  as  expeditiously  as  possible. 

During  the  winter  of  1893-'94  an  ice  gorge  formed  at  the  same  local- 
ity, between  Cedar  Hill  and  North  Coeymans,  and  created  a  very  seri- 
ous shoal  at  Nine  Mile  Tree,  and  a  smaller  one  at  Mulls  near  the  Lower 
Beacon.  These  shoals  have  been  almost  entirely  removed,  and  navi- 
gation is  quite  free,  excepting  near  Stone  Light,  where  there  is  a  shoal 
which  is  obstructive  at  low  stages,  but  which  will  be  removed  during 
the  coming  summer. 

After  the  removal  of  the  rocky  reef  now  lying  in  the  channel  imme- 
diately south  of  the  stone  dike  at  Mulls,  upon  which  work  is  in  prog- 
ress, it  is  possible  that  ice  jams  which  have  almost  annually  formed  in 
the  vicinity  may  be  of  less  frequent  occurrence. 

Dredging  has  also  been  in  continuous  progress,  opening  up  the  West 
Channel  at  New  Baltimore,  and  while  a  late  survey  shows  that  the 
channel  dredged  in  1893  had  not  filled  up,  yet  it  is  probable  that  on 
account  of  the  width  of  the  river  at  this  point  the  channel  can  not 
maintain  itself  unless  a  submerged  jetty  bo  built  out  from  the  east 
bank  behind  Willow  Island  Light  to  regulate  the  flow  at  the  low- water 
stage. 

The  amount  expended  during  the  fiscal  year  ending  June  30, 1894, 
inclusive  of  outstanding  liabilities,  was  $283,992.86. 

The  amount  that  can  be  profitably  expended  during  the  fiscal  year 
ending  June  30, 189C,  is  $500,000. 

This  improvement  has  been  under  the  local  charge  of  Mr.  Charles  G. 
Weir,  assistant  engineer,  who  has  well  and  faithfully  discharged  the 
duties  assigned  to  him. 

This  work  is  in  the  collection  district  of  New  York,  Albany  being  a  port  of  entry 

AMOUNTS  APrROrRlXTKD. 

Act  of— 

June  30,  1834 $70,000.00 

July  2,  1836 100,000.00 

March  3,  1837 100,000.00 

July  7,1838 100,000.00 

August  30,  1852 50,000.00 

Total 420,000.00 

AMOUNTS  APPUOrRIATED  FOR  PRPISENT  PROJECT  AND  ITS  CONTINUATION. 

Act  of— 

June  26,  1864,  allotment $33,000.00 

June  23,  1866 50,000.00 

March  3,  1867 305,188.00 

Julv2r),  1868 85,000.00 

April  10,  1869 89,100.00 

July  11,  1870 40,000.00 

March  3,  1871 40,000.00 

Juno  10,  1872 40,000.00 

March  3,  1873 40,000.00 

June  23,  1874 40,000.00 

March  3, 1875 40,00a00 

August  14,  1876 50,000.00 

June  18,  1878 70.000.00 

March  3,  1879 30,000.00 
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Act  of — Continned. 

JuDeU,  1880 20,000.00 

MawhS,  1881 15,000.00 

Angnst  2,  1882 10,000.00 

Julys,  1884 30,000.00 

August  5, 1886 2(5,250.00 

August  11, 1888 75,000.00 

September  19,  1890 150,000.00 

July  13,  1892 187,500.00 

March  3,  1893 500,000.00 

Total 1,966,038.00 

Received  from  other  sources 792. 57 

Total 1,966,830.57 

Ajiionnt  expended  to  June  30,  1894,  inclusive  of  outstanding  liabilities.  $1, 576, 620. 83 

Money  stutement. 

July  1,  1893,  balance  unexpended $674,202.60 

June  30,  1894,  amount  expended  during  fiscal  j'car 210, 176. 25 

July  1, 1894,  balance  unexpended 464, 026. 85 

July  1,  1894,  outstanding  liabilities $73, 816. 61 

July  1,  1894,  amount  covered  by  uncompleted  contracts 371, 118. 05 

444,934.66 

July  I,  1894,  balance  available 19,091.69 

C  Amount  (estimated)  required  for  completion  of  existing  project 1, 760, 406. 00 

I  Amount  that  can  bo  profitably  expenaed  in  fiscal  year  ending  Juno 

■{      30,1896 :....A 500,000.00 

I  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
t     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


COMMERCIAL  STATISTICS. 

The  information  contained  in  the  report  made  in  1890  on  the  commercial  statistics 
of  the  Hudson  River,  by  Mr.  Charles  G.  Weir,  assistant  engineer,  was  so  complete 
that  it  is  deemed  best  to  repeat  it  in  the  report  for  this  year. 

The  importance  of  tho  Hudson  as  a  great  waterway  of  commerce  is  apparent 
when  it  is  known  that  aside  from  its  own  local  traffic,  which  in  itself  is  very  large, 
it  absorbs  all  the  traffic  of  tho  Erie,  Champlain,  and  Delaware  and  Hudson  canals, 
besides  the  great  coal  trade  of  the  Pennsylvania  Coal  Company  at  Newburg  and  the 
Erie  coal  trade  at  Piermont.  Tho  average  season  of  navigation  of  the  river  is  240 
days  and  that  of  the  canals  220  days. 

The  Erie  Canal,  extending  from  Albany  to  Bufi*alo,  on  Lako  Erie,  a  distance  of  352 
miles,  with  a  dift'erence  of  level  of  577  leet,  and  to  Oswego,  on  I^ake  Ontario,  con- 
nects the  Great  Northern  Lakes  with  the  Hudson  River,  and  brings  in  immense  com- 
merce from  the  Northwest  and  Canada.  The  principal  items  of  this  commerce  are 
lumber  and  grain. 

The  Champlain  Canal,  60 •miles  long,  connects  Lake  Champlain  with  the  Hudson 
River.  This  lake,  which  is  93  feet  above  tide  of  tho  Hudson,  and  whoso  waters  flow 
into  tho  St.  Lawrence,  is  connected  by  tho  Chambly  Canal  with  the  St.  Lawrence 
River  below  Montreal.  The  principal  items  of  tonnage  on  this  canal  are  lumber  and 
iron  ore.  The  above  canals,  with  575  miles  of  subsidiaries,  constitute  the  New  York 
State  canals.  The  Erie  Canal  enters  the  Hudson  by  threo  tide-water  locks,  one  at 
the  foot  of  Twenty-third  street.  West  Troy;  one  at  the  foot  of  Eighth  street,  West 
Troy;  and  a  third  at  tho  lumber  district,  Albany. 

Tne  Champlain  Canal  enters  the  river  at  Waterford,  3  miles  above  the  State  Dam, 
and  boats  are  locked  through  the  dam  to  tide  water.  It  is  also  connected  with  the 
Erie  Canal,  and,  through  its  tide- water  locks,  with  the  Hudson  River. 

Tho  Delaware  and  Hudson  Canal  enters  the  Hudson  through  Rondout  Creek  at 
Rondout,  N.  Y.,  and  brings  the  anthracite  coal  country  at  Honesdale  and  the 
Delaware  River  into  water  communication  with  tho  Hudson.  Tho  principal  items 
of  tonnage  on  thin  canal  are  coal,  bluestone,  and  cement.  Aside  from  tho  above 
feeders  to  the  commerce  of  the  Hudson,  the  Pennsylvania  Coal  Company  has  a  large 
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tide-Tvator  coal  depot  at  NewbnrS;  'where  also  the  Erie  Railroad  lias  a  terminal  poiot 
and  transfers  large  quantities  ofireigbt  by  boat  across  the  river.  The  Erie  Rail- 
road also  has  a  coal  <iepot  at  Piermont.  20  miles  above  New  York,  where  prepara- 
tions are  being  made  to  handle  a  very  large  supply. 

The  following  statistics  include  the  tonnage  received  at  all  points  above  Spnyten 
Duy vil  Creek,  and  of  the  local  shipment  between  points  on  the  river  only  that 
shipped  is  credited  to  the  points  from  which  it  was  shipped,  no  entry  being  made  to 
the  total  tonnage  of  the  amount  received  at  local  points  from  other  local  points. 
The  total  tonuago  also  includes  all  through  freight  shipped  from  points  up  the  river 
that  passed  the  month  of  Spnyten  Day  vil  Creek  goin^  south. 

The  two  principal  industries  on  the  river  which  add  materially  to  the  local  ton- 
nage are  ice  and  brick.    The  capacity  of  the  ice  houses  on  and  adjacent  to  the  river 
exceeds  4,000,000  tons,  and  amount  generally  harvested  3,500,000.    The  brick  manu- 
factured on  the  river  exceed  850,000,000. 
Total  tonnage  of  all  shipping  points  on  the  Hudson  River  during  1889, 

not  inclnding  the  tonnage  coming  through  State  canals tons . .       15, 033, 309 

Value  of  same $378,196^094 

Total  tonnage  coming  to  and  leaving  tide  water  through  State  canals, 

1889 tons..         3,592,437 

Value  of  same $108,000,000 

Increase  of  same  over  tonnage,  1888 tons. .  326, 466 

Grand  total,  tonnage  of  the  Hudson    River,  including  the   tonnage 

through  State  canals '. tons..       18,582,596 

Value  of  same $485,733,094 

This  does  not  include  the  value  of  vessels  carrying  the  aT)Ove  trade, 
which  are  equally  exposed  to  the  dangers  of  navigation. 
Number  of  transportation  companies   for  passengers  or  freight,  not 

including  steamboats  or  pleasure  boats 30 

Total  number  of  passengers  carried,  1889 5, 000, 000 

Total  population  along  the  river 450,000 


£2. 

IMPROVEMENT  OF  HARBOR  AT  SAUGERTIES,  NEW  YORK. 

The  harbor  of  Saugerties  is  at  the  mouth  of  Esopus  Creek,  which 
empties  into  the  Iludson  River  on  the  west  shore,  about  100  miles 
above  the  city  of  New  York.  With  the  exception  of  some  sliglit  works 
undertaken  by  the  inhabitants,  giving  no  permanent  results,  nothing 
had  been  done  toward  the  improvement  of  this  harbor  until  it  was 
undertaken  by  the  U.  8.  Government  in  1887,  In  1883  a  survey 
of  the  harbor  was  made,  under  the  direction  of  the  engineer  officer  in 
charge,  which  indicated  that  there  was  a  shoal  at  the  entrance  1,100 
feet  wide  between  6-foot  contours,  over  which  the  least  depth  was  3 
feet,  mean  low  water.  Two  plans  of  improvement  were  recommended, 
both  providing  for  the  construction  of  parallel  dikes  and  for  dredging 
the  channel  between  them  7  feet  deep,  mean  low  water.  (See  Annual 
Heport  of  the  Chief  of  Engineers  for  1884,  Part -I,  p.  716.) 

The  reexamination  of  the  harbor,  made  in  1887,  after  the  State  had 
done  some  dredging  in  the  channel,  resulted  in  the  submission  of  a 
third  project,  differing  from  those  previously  submitted  only  in  the 
direction  to  be  given  to  the  dikes.  The  range  of  tides  is  4  feet,  approxi- 
mately. 

The  project  for  1887  was  approved,  and  its  execution  was  begun  the 
same  year.  (See  Annual  Keport  of  the  Chief  of  Engineers  for  1887, 
Part  T,  p,  662.) 

The  estimated  cost  of  construction  of  north  and  south  dikes,  each 
2,300  feet  long,  and  for  excavating  from  the  channel  between  them 
30,000  cubic  yards  of  material,  was  $52,000. 
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The  purpose  of  the  dikes  is  to  contnict  the  channel,  to  promote  the 
sconr  of  the  freshets,  and  to  maintain  the  improved  navigable  depths 
during  the  low  stage  of  summer,  which  usually  lasts  for  two  months, 
approximately. 

At  the  close  of  the  fiscal  year  ending  June  30, 1892,  both  dikes  had 
been  completed;  the  north  dike  had  theu  a  length  of  2,058  feet  and  the 
south  dike  a  length  of  2,363 J  feet,  and  the  waterway  between  them  was 
260  feet  wide. 

The  inner  harbor,  west  of  the  shore  ends  of  dikes,  was  2,000  feet 
long,  150  feet  wide,  and  14J  to  20  feet  deep  at  mean  low  water.  From 
the  steamboat  wharf  of  inner  harbor  to  the  Hudson  Kiver  the  navi- 
gable cliannel  had  been  deei)ened  by  dredging,  giving  a  width  of  150 
feet  between  9-foot  curves. 

As  the  direct  result  of  improvements  which  have  been  made  by  the 
Government^  vessels  drawing  12  feet  and  upward  can  reach  the  fac- 
tories located  on  the  inner  harbor  at  high  tide. 

WORK  DONE   DURING   THE   FISCAL   YEAR  ENDING  JUNE  30,  1894, 

The  river  and  harbor  act  of  July  13,  1892,  appropriated  $5,000  for 
continuing  the  improvement. 

After  the  dikes  had  been  put  in  repair  there  remained  a  balance  of 
$2,600  a]>plicable  towards  the  removal  of  the  rocky  reef  at  Barclays 
Point. 

At  the  opening  of  the  fiscal  year  no  contract  was  in  force,  but  work 
by  hired  labor,  using  the  U.  S.  drill  scow  Hudson^  was  in  progress 
removing  a  portion  of  the  rocky  reef  at  Barclays  Point.  Operations 
were  continueil  until  August  31,  when  thefunds  became  exhausted  and 
the  drill  scow  was  laid  up.  At  that  date  the  rock  for  a  distance  of  68 
feet  from  its  northern  margin  had  been  cut  down  to  9  feet  at  mean  low 
water,  affording  a  much-desired  relief  to  the  navigation  of  the  inner 
harbor. 

The  improvement  should  continue  and  50  feet  more  of  the  rocky  point 
be  removed  to  the  same  depth.  The  entrance  channel  is  now  in  good 
condition  and  is  150  feet  wide  and  8  feet  deep  at  mean  low  water.  The 
piers  also  are  in  fair  repair. 

The  amount  expended  during  the  fiscal  year  ending  June  30,  1694, 
inclusive  of  outstanding  liabilities,  was  $2,626.47. 

The  estimate  of  $5,000  recommended  for  the  fiscal  year  ending  June 
30, 1896,  will,  if  appropriated,  complete  the  project  of  1887,  andjf  the 
improvement  is  to  continue  thereafter  a  new  project  and  estimates  will 
be  required. 

Saugertirs  is  in  the  collection  district  of  Albany,  N.  Y.,  which  is  the  nearest 
port  of  entry.     The  nearest  light-house  is  at  the  mouth  of  Esopas  Creek. 

AMOUNTS  APPROPltlATED. 

Act  of— 

July  5, 1884 $5,000.00 

August  5,  1886 15,000.00 

August  11,  1888 12,000.00 

September  19,1890 10,000.00 

July  13, 1892 5,000.00 

Total 47,000.00 

Amount  expended  to  June  30,  1894,  iaclusive  of  outstanding  liabilities. .     46,  809. 25 
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Money  statement. 

July  1,  1893,  balance  nncxpended $2,817.22 

Juiio  30,  1894,  amount  expended  during  fiscal  year 2,  626. 47 

July  1,  1894,  balance  unexpended 190.75 

(  Amount  (estimated)  required  for  completion  of  existing  project 5, 000. 00 

J  Amountthatcaubeprofitablyexpendediufiscalyearending JuueSO,  1896      5, 000. 00 
1  Submitted  in  compliance  Tvitli  requirements  of  sections  2  of  river  and 
t     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


COMMERCIAL  STATISTICS. 

The  commercial  carriers  are  5  steamboats  for  freight  and  passenger  traffic,  owned 
by  the  Saugerties  and  New  York  Steamboat  Company,  the  Saugerties  and  Albany 
line,  and  the  Saugerties,  Koudout  and  Hudson  line;  and  405  sailing  and  other  craft, 
the  former  carrying  17,000  passengers  annually,  and  in  all  aggregating  189,000  tons 
of  freight,  valued  at  $5,484,000,  the  principal  product  being  general  merchandise, 
bluestone,  coal,  and  lumber. 

The  population, of  Saugerties  is  5,000. 


E3. 

IBfPROVEMENT  OF  HARBOR  AT  RONDOUT,  NEW  YORK. 

The  harbor  of  Rondout  is  at  the  mouth  of  Rondout  Creek,  which 
empties  into  the  Hudson  River  on  its  west  side,  about  00  miles  above 
the  city  of  New  York. 

From  the  entrance  to  the  first  lock  of  the  Delaware  and  Hudson 
Canal,  a  distance  of  3  miles,  the  creek  is  a  tidal  stream,  the  range  of 
tides  being  4  feet,  approximately. 

Prior  to  1871  improvements  had  been  made  by  private  persons  and 
corporations,  but  no  permanent  benefit  had  been  derived  from  them. 
In  1869  a  survey  of  the  harbor  was  made  by  the  Government  with  a 
view  to  its  permanent  improvement,  and  it  was  then  found  that  the 
available  depth  of  water  in  the  channel  was  about  7  feet. 

The  project  of  improvement  based  upon  this  survey  provided  for  the 
formation  and  maintenance  of  a  channel  100  feet  wide  and  14  feet  deep 
at  the  mouth  of  the  creek,  to  be  obtained  by  means  of  dredging  and 
diking.  Two  parallel  channel  dikes  were  to  be  built  outward,  toward 
and  into  the  Hudson  River,  their  outer  ends  curving  gently  down- 
stream, while  a  branch  dike  running  upstream  along  the  Hudson  from 
the  outer  end  of  the  north  dike  was  to  protect  that  dike  from  destruc- 
tion by  running  ice.    The  estimated  cost  of  the  work  was  as  follows: 

Buildiug  the  north  dike,  748  yards  long $41, 600 

Building  the  branch  dike,  640  yards  long 34, 400 

Bnilding  thosouth  dike,  1,277  yards  long 59,600 

Dredging  channel  3,000  feet  long,  100  feet  wide,  and  14  feet  deep  at  low- 
water,  48,000  cubic  yards,  at  30  cents 14, 400 

Contingencies 22, 500 

Total 172,500 

The  final  length  of  the  north  and  south  dikes  was,  however,  to  be 
determined  after  observing  the  effects  which  they  might  produce  in  the 
removal  of  the  bar  as  they  were  gradually  extended  outward.  The 
work  was  begun  in  1872  and  was  completed  in  1880.    It  was  found  by 
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experience  that  the  dikes  might  be  made  shorter  than  originally  deemed 
necessary  and  the  total  cost  of  the  work  reduced  to  $90,000,  less  than 
two-thirds  of  the  original  estimate. 

On  the  completion  of  the  work  in  1880  the  north  dike  was  2,200  feet, 
approximately,  with  a  branch  dike  running  up  the  Hudson  1,000  feet, 
approximately,  and  the  south  dike  was  2,800  feet  long,  approximately, 
with  a  spur  to  the  light-house  330  feet  long.  The  distance  between  the 
dikes  at  the  entrance  was  350  feet,  approximately.  As  the  result  of  the 
works  of  improvement,  there  was  a  channel  over  the  bar,  from  the 
creek  to  the  Hudson  Eiver,  50  feet  wide,  giving  13J  feet  mean  low 
water:  100  feet  wide,  giving  12  feet  mean  low  water;  and  200  feet  wide, 
giving  10  feet  mean  low  water.  At  the  outer  end  of  the  dikes  the  dis- 
tance between  the  12-foot  curves  was  over  300  feet. 

The  north  and  branch  dikes  were  originally  built  to  the  height  of 
mean  high  water,  while  the  south  dike,  for  500  feet  west  of  the  light- 
house, was  built  only  to  the  level  of  the  half  tide.  The  low  part  of  the 
south  dike  was  subsequently  raised  by  crib  work  to  mean  high  water; 
but  even  with  this  increased  height  the  dikes  are  submerged  during 
storm  tides  and  freshets,  and  are  required  to  be  marked  by  fender  piles 
to  enable  vessels  to  enter  thQ  harbor  at  such  times  without  danger  of 
being  wrecked  upon  the  coucteled  dikes. 

The  appropriations  for  this  harbor  made  since  the  completion  of  the 
works  iu  1880  have  been  applied  exclusively  to  the  repair  of  the  dikes. 
The  improved  depths  in  the  channel  have  been  well  maintained,  but 
the  dikes  have  greatly  deteriorated,  partly  owing  to  the  ice,  partly  to 
the  natural  decay  of  the  timber,  and  partly  to  the  undermining  of  the 
piles  by  scour. 

The  survey  of  the  harbor  in  September,  1889,  indicated  a  continued 
improvement  of  the  channel  between  the  dikes,  not  in  the  enlargement 
of  the  width  of  the  14-foot  channel,  but  in  that  of  the  9-foot  channel, 
which  then  had  a  width  of  250  feet.  ^ 

On  the  south  side  of  the  entrance  there  has  been  a  slight  shoaling, 
duo  probably  to  the  removal  in  1884  of  150  feet  from  the  outer  end  of 
the  south  pier  to  meet  the  wishes  of  the  boatmen,  who  alleged  that 
their  tows  required  a  wider  entrance  between  the  piers  on  that  side 
when  coming  in  with  vessels  on  flood  tide.  The  change  in  length  of  the 
south  dike  doubtless  facilitates  entrance  at  flood  tide,  but  the  shoaling 
of  the  bar  on  that  side,  which  is  shown  by  the  survey  of  1889,  makes  it 
probable  that  the  south  dike  should  be  increased  rather  than  decreased 
in  length. 

The  river  and  harbor  act  of  September  19,  1890,  appropriated  $5,000 
for  repairing  existing  works,  which  was  expended  in  repairs  to  north 
and  branch  dikes.    This  work  was  completed  October  28, 1891. 

The  river  and  harbor  act  of  July  13, 1892,  made  an  appropriation  of 
$5,000  for  repairs  to  existing  works,  which  was  expended  in  repairs  to 
the  north  branch  dike  and  the  rebuilding  of  350  feet  of  the  south  dike. 

The  channel  maintains  itself  in  good  navigable  condition,  sufficient 
for  the  wants  of  commerce.  While  the  dikes  are  iu  good  condition  of 
repair  they  are  much  exposed  to  damage  by  ice  in  the  river  and  by 
boats  that  frequently  run  into  and  break  down  the-  timber  work  at  the 
intersection  of  the  north  and  branch  dikes. 

WORK  DONE   DURINa   THE  FISCAL   YEAR  ENDINa  JUNE  30,  1894. 

The  river  and  harbor  act  of  July  13,  1892,  appropriated  $5,000  for 
repairs  to  existing  works. 
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At  the  opening  of  the  fiscal  year  a  contract  was  in  force  with  William 
Parrott,  dated  October  31, 1892,  and  work  was  in  progress  repairing 
the  north  and  south  dikes.  The  repairs  consisted  in  strengthening  and 
rebuilding  875  linear  feet  of  the  south  dike,  and  refilling  that  dike 
with  stone  where  settlement  had  taken  place.  Also  in  putting  new 
waling  timbers  on  105  feet  of  the  north  branch  dike,  and  putting  new 
tie-rods  and  screw  bolts  in  where  necessary. 

The  contract  was  completed  in  July.  The  material  furnished  and  put 
in  place  under  the  contract  during  the  year  was — 

2,120  linear  feet  piling. 
7,884  feet,  B.  M.,  square  timber. 
6,777  poands  tie-rode. 
2,139  pounds  screw  bolts  and  spikes 
691  cabic  yards  stone. 

Under  agreement  with  the  contractor,  authorized  by  the  Chief  of 
Engineers  July  17, 1893,  the  wreck  of  the  old  canal  boat  JEsteUa^  which 
had  been  wrecked  in  midchannel  of  Bondout  Greek,  opposite  the  docks 
of  the  Delaware  and  Hudson  Bailroad  Company,  was  removed,  at  a 
cost  of  $25. 

The  lengths  of  the  dikes  as  now  built  are — 

Linear  foet. 

North  dike 2,050 

North  branch  dike 1.000 

South  dike,  inclnding  spur  to  the  light-house 2,450 

These  dikes  are  now  all  in  excellent  condition  and  need  no  immediate 
repairs.  The  channel  between  them,  however,  is  only  in  a  fair  condi- 
tion. 

According  to  a  survey  made  in  1892,  there  was  at  that  time  a  good 
channel  100*feet  wide  and  12  feet  deep  at  mean  low  water,  excepting 
opposite  Boyces  dock,  where  a  slight  shoal  had  formed,  and  at  the 
entrance  to  the  harbor  on  the  south  side  there  was  then  a  considerable 
shoal.  This  latter  has  increased  very  much  since  then,  and  has  so 
narrowed  up  the  channel  at  the  entrance  as  to  make  it  very  difficult 
for  vessels  to  enter  the  harbor  when  the  tide  is  running  flood.  This 
shoaling  is  due  to  the  removal  in  1884  of  150  feet,  and  again  in  1890  of 
60  feet  additional,  of  the  outer  end  of  the  south  dike,  to  meet  the  wishes 
of  the  boatmen,  who  alleged  that  their  tows  required  a  wider  entrance 
between  the  piers  on  that  side  when  coining  in  with  vessels  on  the  flood 
tide.  When  the  tide  is  running  flood  the  water  is  backed  up  in  the 
large  area  south  of  the.  south  dike,  which  on  the  ebb  creates  an  eddy 
at  the  eastern  end  of  the  south  jetty,  resulting  in  the  deposit  of  mate- 
rial at  the  entrance. 

•  As  originally  constructed,  the  south  dike  was  parallel  to  and  350 
feet  from  the  north  dike  up  to  a  point  350  feet  from  the  extreme 
eastern  end;  beyond  this  point  it  curved  to  the  southward  in  such  a 
way  that  at  the  extreme  end  it  was  525  feet  from  the  north  dike.  By 
the  removal  of  200  feet  of  the  south  dike  the  north  jetty  has  an  over- 
lap of  400  feet,  and  the  tendency  for  material  to  be  deposited  in  the 
eddy  has  been  increased.  It  is  desirable  that  the  south  dike  should 
be  rebuilt  to  its  original  projected  length,  and  if  this  should  not  pre- 
vent the  creation  ol  the  eddy  at  the  entrance  during  the  continuance  of 
the  ebb,  a  further  extension  eastward  of  the  south  pier  to  a  x>oint  imme- 
diately opposite  the  easterly  end  of  the  north  jetty  may  be  necessary. 

In  the  Annual  Report  of  the  Chief  of  Engineers  for  1889,  Part  I,  p. 
765,  it  was  stated  that  complaint  had  been  made  that  a  narrow  shoal 
existed  on  the  inside  1|  miles  from  the  light-house,  comxKXsed  chiefly  of 
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rock  or  large  boTvlders,  over  which  there  was  a  depth  of  from  5 J  to  C 
feet^  and  that  it  should  be  removed  to  a  depth  of  10  feet.  This  was 
again  refierred  to  in  the  Annual  Report  for  1890,  p.  703,  and  its  removal 
recommended.  In  the  Annual  Report  for  1891,  p.  884,  it  was  stated  on 
the  assurance  of  the  State  officials  that  this  rock  and  shoal  had  been 
removed  by  the  State  of  New  York  during  the  fall  of  1890.  Recent 
investigation  and  examination  by  this  office  show  that  this  rock  and 
shoal  have  been  removed  only  in  part.  The  rock  lies  in  mid-channel, 
near  South  Rondout  Ferry,  and  has  a  least  depth  of  7.4  feet  over  it, 
and  the  shoal  extends  from  the  ferry  1,500  feet  eastward,  with  an 
average  depth  of  only  8  feet.  As  the  channel  is  only  about  70  feet 
wide,  both  rock  and  shoal  are  very  serious  obstructions,  and  their 
removal  to  a  depth  of  12  feet  at  mean  low  water  is  recommended. 

The  amount  expended  during  the  fiscal  year  ending  June  30, 1894, 
inclusive  of  outstanding  liabilities,  was  J3,256.89. 

An  appropriation  of  $15,000  is  recommended  to  maintain  the  dikes, 
reconstruct  200  feet  of  the  south  dike,  remove  by  dredging  the  shoals 
near  Boyce's  Dock  and  at  entrance  to  harbor,  remove  rock  from  chan- 
nel near  South  Rondout  Ferry,  and  deepen  the  channel  to  12  feet  at 
mean  low  water,  for  a  width  of  70  feet,  over  a  distance  of  1,500  feet, 
along  the  channel  from  South  Rondout  Ferry  eastward  toward  the  bar 
at  the  entrance.  This  amount  will,  if  appropriated,  complete  the  proj- 
ect of  1872,  and  if  the  improvement  is  to  continue  thereafter  a  new' 
project  and  estimates  will  be  required. 

Bondout  is  in  the  coUection  district  of  New  York.    The  nearest  works  of  defense 
are  those  in  New  York  Harbor. 

Amounts  appropriated. 


Act  or  allotment. 


Application. 


Act  Jnne  12, 1872 Diking  . 

Act  March  3, 1873 do  . 

Allotments  tfane  8, 1875 : 

From  repairs  of  harbors  on  Atlantic  coast Repairs . 

From  contingencies  of  riveni  and  harbors,  etc ! .  ^. . . .  do  . 

Act  August  14, 1876 

Act  Jnne  15, 1878 

Act  August  2, 1882 

Act  July  5, 1884 

Act  August  5, 1886 

Act  August  11, 1888 

Act  September  19, 1890 

ActJulylS.  1892 


Total. 


Diking  and  repairs 

Diking  and  dredging  . 
Bepairs  and  dredging. 

do 

Kepairs 

, do 

do 

do 


Amount. 


$10, 000. 00 
20,000.00 

762. 18 

237.82 

30, 000. 00 

30,000.00 

2,000.00 

1,  000.  00 

2,500.00 

5,000.00 

5,000.00 

6,000.00 


111,  500. 00 


Amount  expended  to  Jnne  30,  1894,  inclnsivo  of  outstanding  liabilities.  $111,500.00 

Money  stateinent, 

July  1, 1893,  balance  unexpended $3, 256. 89 

June  30, 1894,  amount  ex][>ended  during  fiscal  year 3, 256. 89 

{Amount  (estimated)  required  for  completion  of  existing  project 15,  000. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30,1896    15, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 


COMMERCIAL   STATISTICS. 


The  commercial  statistics  of  this  harbor  have  not  changed  materially  since  report 
for  1890,  at  which  time  there  was  a  total  tonnage  of  2,467,490  tons,  valued  at 
$41,268,£^.     General  merchandise,  coal,  cement,  lime,  bloestone,  and  ice  are  the 
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principal  products  handled,  and  are  carried  in  abont  700  vessels,  which  also  carry 
75,000  passengers  annually. 

Of  the  above  tonnage  one-half  passes  through  the  Delaware  and  Hudson  Canal, 
which  connects  the  Hudson  River  at  Rondout  with  the  Delaware  River  at  Port  Jer- 
vis,  N.  Y.,  and  with  Honesdale,  Pa.,  the  heart  of  the  Pennsylvania  coal  region. 

The  population  of  Rondout  is  25,000. 


£  4. 

IMPROVEMENT  OF  WAPPINGER  CREEK,  NEW  YORK. 

Wappinger  Creek  is  a  small  stream  which  rises  in  the  northeru  part 
of  Dutchess  Coiinty,  N.  Y.,  near  the  boundary  with  Columbia  County, 
and  after  flowing  for  about  40  miles  through  a  rich,  fertile  valley, 
empties  into  the  Hudson  Eiver  on  the  east  bank  one-half  mile  below 
the  village  of  ]N"ew  Hamburg,  ]N".  Y. 

The  appropriation  of  $13,000  contained  in  the  river  and  harbor  act 
of  September  19, 1890,  is  the  first  ever  made  by  the  Government  for 
the  improvement  of  the  stream,  and  is  based  upon  the  estimate  con- 
tained in  the  report,  November  11, 1889,  upon  the  survey  of  Wappinger 
Creek  from  Wappinger  Falls  to  its  mouth,  made  to  comply  with  the 
river  and  harbor  act  of  August  11, 1888. 

At  the  time  of  the  survey  the  creek  was  navigable  for  vessels  and 
small  barges  drawing  not  over  C  feet,  in  a  channel  varying  in  width 
from  25  feet  to  75  feet  to  Wappinger  Falls,  2  miles  approximately  above 
its  mouth,  where  a  series  of  falls,  with  an  aggregate  height  of  86.J  feet 
above  mean  low  water,  furnish  a  valuable  water  power  for  three  indus- 
tries, the  principal  of  which  is  the  print  works  of  the  Dutchess  Company. 

The  project  of  improvement  contemplated  a  channel  80  feet  wide  and 
8  feet  deep  from  the  mouth  to  the  head  of  navigation  at  the  falls,  and 
the  quantity  of  material  required  to  be  excavated  was  estimated  at 
45,000  cubic  yards. 

At  the  close  of  the  fiscal  year  ending  June  30, 1892,  not  only  was 
the  project  completed,  but  additional  navigable  facilities  had  been  given 
at  the  head  of  navigation  by  opening  a  channel  40  feet  wide  and  8  feet 
deep  from  deep  water  of  the  main  branch  of  the  creek  to  tbe  Wappin- 
ger town  dock. 

The  channel  in  its  present  condition  meets,  it  is  believed,  all  the 
wants  of  commerce. 

The  balance  of  $102.85,  remaining  at  the  end  of  last  fiscal  year,  was 
expended  during  the  fiscal  year  ending  June  30, 1894,  for  office  expenses. 

As  the  approved  project  has  been  completed  no  further  approi)ria- 
tion  is  recommended  for  this  improvement. 

Wappinger  Creek  is  in  the  collection  district  of  New  York.  The  nearest  works  of 
defense  are  situated  upon  Governors  Island,  New  York  Harbor,  and  tbe  nearest 
ligbt-bouse  is  Danskammer  Point  Ligbt-House. 

Amount  appropriated  September  19,  1890 $13,000 

Amount  expended  to  June  30,  1894 13,000 

Money  statement, 

July  1,  1893,  balance  unexpended $162. 85 

June  30, 1894.  amount  expended  during  fiscal  year 162. 85 
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COMMERCIAL    STATISTICS. 

The  priocipal  mannfactares  at  the  Falls  are  cotton  goods,  overalls,  clothing, 
combs,  and  iron.  They  are  mostly  transported  by  small  boats  to  the  mouth  of  the 
creek  Inside  of  the  railroad  bridge,  -where  they  are  transferred  to  the  New  York 
Central  and  Hudson  River  Railroad. 

The  tonnage  of  the  creek  during  the  year  1888  was  70,000  tons.  The  value  of  the 
tonnage  was  then  estimated  at  $6,500,000.  The  Dutchess  Company  shipped  15,500 
tons  at  an  estimated  valuation  of  $5,600,000.  The  traffic  is  principally  carried  by 
sloops,  schooners,  scows,  canal  boats,  and  barges. 


E  5. 

IMPROVEMENT  OF  HARLEM  RIVER.  NEW  YORK. 

The  project  lor  making  a  navigable  water  connection  between  the 
East  Kivier  and  the  Hudson  Eiver,  by  the  way  of  the  Harlem  Kiver  and 
Spuyten  Buyvil  Creek,  was  formulated  upon  the  facts  determined  by 
the  survey  made  along  this  route  in  1874,  in  compliance  with  the  river 
and  harbor  act  of  June  23, 1874,  the  report  upon  which  may  be  found 
on  page  224,  Annual  Keport  of  the  Chief  of  Engineers  for  1875,  Part  II. 

This  report  contains  an  interesting  historical  review  of  the  naviga- 
tion of  the  Harlem  Eiver  from  the  Eevolution  to  the  present  time. 

A  full  history  of  this  improvement,  as  now  adopted,  with  the  legal 
proceedings  for  the  acquirement  of  the  land  needed  for  it,  and  copies 
of  the  laws  passed  by  the  legislature  of  the  State  of  Few  York  relative 
thereto,  is  given  in  the  annual  report  of  the  local  engineer  in  charge  to 
the  Chief  of  Engineers  for  1887.  (See  Annual  Eeport  of  the  Chief  of 
Engineers  for  1887,  Tart  I,  pp.  665  to  689.) 

The  streams  embraced  in  the  improvement  are  the  Harlem  Eiver  and 
Spuyten  Duyvil  Creek,  the  former  emptying  into  the  East  Eiver  near 
Hell  Gate  and  the  latter  into  the  Hudson  Eiver  about  13  miles  north 
of  the  Battery,  and  the  two  together  separating  Manhattan  Island 
from  the  mainland. 

There  has  always  been  an  exchange  of  waters  between  these  two 
streams  at  Kingsbridge,  though  a  long  ledge  of  rocks  awash  at  mean 
low  water  and  an  extremely  narrow  channel  at  that  point  have  hereto- 
fore prevented  the  exchange  being  a  free  one. 

High  bridge  was  originally  the  head  of  navigation  in  the  Harlem 
Eiver,  but  there  was  a  fair  channel  of  about  10  feet  depth  at  mean  low 
water  as  far  as  Morris  dock,  0  miles  from  the  mouth  of  the  river,  and 
a  crooked  one  of  7  feet  depth  to  Fordham  Landing,  1  mile  farther; 
there  was  no  navigation  of  this  latter  section,  except  by  rowboats  or 
by  small  boats  used  for  transporting  building  material  to  the  "  annexed 
district."  Kingsbridge,  If  miles  from  the  Hudson  Eiver,was  the  head 
of  navigation  in  Spuyten  Duyvil  Creek,  but  only  at  high  water  for  ves- 
sels drawing  8  feet. 

The  range  of  the  tides  in  Harlem  Eiver  varied  from  5.5  feet  at  Third 
avenue  bridge  to  6  feet  at  the  mouth  of  Dyckman  Creek,  and  in  the 
Spuyten  Duyvil  Creek  was  3.8  feet. 

As  the  diff'erence  in  the  height  and  times  of  tides  between  the  East 
and  Hudson  rivers,  after  connection  has  been  made  between  the  Har- 
lem and  the  Hudson  rivers,  will  produce  the  currents  upon  which  reli- 
ance is  placed  to  keep  the  channel  open,  it  was  desirable  that  the  cross 
section  of  the  channel  be  kept  as  uniform  as  possible,  in  order  to  avoid 
the  unnecessary  resistances  to  the  flow  of  the  water  which  will  be 
caused  by  any  contraction  of  the  waterway. 
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With  this  \iew  the  contraction  of  the  proposed  cut  through  Dyck- 
man  Meadow  will  be  more  than  counterbalanced  by  the  natural  chan- 
nel through  Spuyten  Duyril  by  the  way  of  Kingsbridge,  which  is  left 
open,  and  the  contraction  caused  by  the  piers  and  embankments  of  the 
High  bridge,  which  carries  the  Groton  Aqueduct  across  the  Harlem 
River,  will  be  compensated  for  by  deepening  the  channels  between  the 
piers  and  abutments  of  that  bridge. 

Observations  of  the  tides  affecting  these  waters  show  that  there  is 
not  a  free  exchange  of  tides  between  Harlem  River  and  Spuyten  Duy- 
vil  Creek,  but  that  there  is  practically  a  divide  somewhere  near  Ford- 
ham  bridge  between  the  tides  flowing  from  the  East  River  into  the 
Harlem  River  and  from  the  Hudson  River  into  Spuyten  Duyvil  Creek. 
Comparing  the  tides  of  the  Harlem  River  at  Fordham  bridge  with 
those  of  the  Hudson  River  at  the  mouth  of  the  Spuyten  Duyvil  Creek, 
it  is  found — 

(1)  That  the  level  of  mean  high  water  in  the  Hudson  is  nearly  1  foot 
(0.961  foot)  lower  than  it  is  in  the  Harlem. 

(2)  That  the  mean  rise  and  fall  of  the  tide  in  the  Hudson  is  2.12  feet 
less  than  it  is  in  the  Harlem. 

(3)  That  the  mean  duration  of  the  rise  of  tides  in  the  Hudson  is 
thirty- six  minutes  shorter  and  the  mean  duration  of  the  faU  twenty-six 
minutes  longer  than  in  the  Harlem. 

(4)  The  mean  level  of  the  Hudson  at  the  mouth  of  the  Spuyten  Duyvil 
Creek  is  0.265  of  a  foot  lower  than  at  Fordham  bridge. 

(5)  High  water  occurs  one  hour  and  thirty-four  minutes  earlier  in 
the  Hudson  than  in  the  Harlem. 

From  these  facts  it  follows  that  while  on  the  opening  of  the  new 
channel  through  Dyckn\an  Meadow  there  will  be  a  free  flow  east  or  west, 
dependent  upon  the  stage  of  the  tides,  the  preponderance  will  be  west- 
ward, and  that  the  mouth  of  the  improved  channel  will  then  be  at  the 
junction  with  the  Hudson  River. 

The  project  for  the  improvement  was  adopted  in  1879.  The  proposed 
lines  of  improvement,  as  laid  down  by  the  engineer  in  charge  in  his 
annual  report  for  1882,  are  as  follows: 

(1)  Below  the  Harlem  or  Third  avenue  bridge  the  outer  pier  and 
bulkhead  lines  as  laid  down  by  the  park  department  are  adopted. 

(2)  Above  the  Third  avenue  bridge  to  the  entrance  of  Dyckman 
Creek  into  the  Harlem  River  the  exterior  pier  and  bulkhead  lines  are 
laid  down  400  feet  apart. 

(3)  The  line  following  Dyckman  Creek  through  Dyckman  Meadow 
will  pass  for  a  part  of  the  way  through  solid  rock,  and  it  is  here  that 
the  principal  cost  of  the  undertaking  must  be  encountered.  This  part 
is  to  be  made  350  feet  wide.  It  would  have  been  preferable  to  have 
established  it  at  400  feet,  but  the  additional  amount  of  rock  excavation 
was  the  obstacle. 

(4)  The  remainder  of  the  line  to  the  Hudson  River  will  follow,  as 
nearly  as  possible,  the  course  of  the  Spuyten  Duyvil,  and  the  width 
will  be  400  feet. 

(5)  The  channel  depth  in  the  Harlem  River  and  Spuyten  Duyvil 
Creek  will  be  15  feet  at  mean  low  water,  and  in  the  channel  along  Dyck- 
man Creek  18  feet  mean  low  water. 

The  cost  of  opening  a  navigable  waterway  from  the  Hudson  River 
through  Dyckman  Creek  to  the  Harlem  River  at  East  Two  hundred  and 
eighteenth  street,  New  York  City,  was  estimated  in  1875  at  $2,100,000, 
and  for  dredging  the  Harlem  River  thence  to  Third  avenue  at  $600,000 
additional,  making  the  estimated  aggregate  cost  of  the  improvement 
$2,700,000. 
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The  project  was  revised  in  1886,  by  narrowing  the  channel  immedi- 
ately north  of  High  bridge  to  375  feet  where  it  skiits  the  Ogden  estate, 
on  the  east  bank.  This  change  of  width  was  approved  by  the  Secretary 
of  War  October  7, 1886.  (See  Annual  Eeport  of  the  Chief  of  Engineers 
for  1887,  Part  I,  p.  671.) 

The  legal  difficulties  for  acquiring  the  right  of  way  along  the  line  of 
the  proposed  improvements  from  the  Harlem  Eiver  to  the  Hudson 
Eiver,  through  Dyckman  Meadow,  were  removed  in  May,  1887,  and 
immediately  thereupon  the  appropriations  of  1878  and  1879,  aggregating 
$400,000,  became  available,  and  the  project  for  their  expencBture  was 
begun  and  continued  under  appropriations  of  1888  and  1890. 

The  work  contemplated  under  the  existing  appropriations  provides 
for  the  excavation  of  all  the  material  contained  between  the  dams; 
dredging  a  channel  from  the  east  dam  through  the  Harlem  Eiver  to 
Fordham  dock,  and  from  the  west  dam  to  Spuyten  Duy vil  Creek,  and 
for  the  removal  of  the  dams.  It  is  expected  that  when  this  work  is 
executed  there  will  be  a  narrow  channel  between  the  Hudson  and  the 
East  rivers  navigable  at  mean  low  water  by  vessels  drawing  8  feet. 

By  act  of  Congress  approved  March  3, 1881,  a  survey  was  made  of 
the  Harlem  or  Bronx  Kills,  north  of  Eandall  Island,  and  a  report  was 
submitted  upon  the  practicability  of  opening  a  channel  300  feet  wide 
and  15  feet  deep,  mean  low  water,  between  the  East  Eiver  and  the 
Harlem  Eiver  by  this  route,  at  an  estimated  cost  of  $2,000,000.  The 
report  will  be  found  in  the  Annual  Eeport  of  the  Chief  of  Engineers  for 
1882,  part  1,  p.  656.  The  project  was  never  approved  by  Congress,  and 
no  appropriation  has  ever  been  made  for  its  execution. 

Harbor  lines  for  the  preservation  and  protection  of  the  navigable 
waters  of  the  Harlem  Eiver  and  Spuyten  Duyvil  Creek  were  established 
by  the  Secretary  of  War  October  18, 1890,  under  authority  of  the  river 
and  harbor  act  of  August  11, 1888. 

The  department  of  public  parks,  New  York  City,  made  application 
to  the  Secretary  of  War  July  11, 1893,  for  a  modification  of  the  harbor 
line  of  the  west  bank  of  the  Harlem  Eiver  from  near  High  bridge  to 
and  beyond  the  Washington  bridge,  to  enable  an  adequate  highway  to 
.  be  built  along  the  Harlem  Eiver,  connecting  One  hundred  and  fifty-fifth 
street  with  tlie  northern  end  of  Manhattan  Island. 

The  matter  was  submitted  to  the  Harbor  Line  Board  for  ^iTew  York 
Harbor  and  adjacent  waters,  and  on  its  recommendation  the  Secretary 
of  War  authorized,  October  2, 1893,  a  modification  of  the  habor  line  as 
follows: 

Bcfrinning  at  a  point  "A''  on  the  harbor  line  on  the  west  bank  of  the  Harlem  River 
established  by  the  Secretary  of  War  October  18,  1890,  741  feet  south  of  the  center 
lino  of  the  western  abutment  of  Washington  bridge,  the  recommended  lino  runs 
thence  northerly  in  a  straight  course  a  distance  of  1,630  feet  to  a  point  **  B"  in  the 
said  harbor  line  889  feet  north  of  the  center  line  of  said  western  Abutment.  The 
coordinates  of  the  point  '<A'^  are  north  6,180.03  and  east  741.48,  and  those  of  point 
''  B''  are  north  7,80o.61  and  east  708.37,  the  origin  of  coordinates  being  the  southeast 
corner  of  Tenth  aveuno,  at  its  intersection  with  One  hundred  and  fifty-fifth  street, 
New  York  City.  The  modified  line  so  drawn  will  pass  to  the  eastward  of  the  eastern 
face  of  the  western  abutment  of  Washington  bridge  a  distance  of  62  feet,  approxi- 
mately, and  eastward  of  the  established  harbor  lino  at  that  point  a  distance  of  21 
feet.  • 

The  modification  of  the  harbor  line  was  accompanied  with  the  per- 
mission to  the  department  of  public  parks  to  build  an  iron  footway  12 
feet  in  width,  carried  around  the  river  side  of  the  outer  pier  of  the 
bridge  known  as  *^  High  bridge"  across  the  Harlem  River  at  J^ew  Tork 
City,  N.  Y.,  said  pier  being  situated  upon  the  western  pierhead  and 
bulkhead  line  along  said  river. 
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BRIDGES   ACROSS   THE   HARLEM  RIVER. 

The  foHowing  table  shows  the  location  and  characteristics  of  the 
several  existing  bridges  across  the  Harlem  River : 


Name  and  location  of  bridge. 


Second  nv^enuo 

Third  avenue 

Third  avenue  (temporary)  . . 

Fourth  avenue : 

East  span 

West  span 

Fourth  avenue  (temporary).. 

Madison  avenue 

Macomb  Dam,  One  haudrod 
and  fifty-sixth  street  (tem- 
porary). 

New  York  and  Northern 
Railroad  ISridge  at  Eighth 
avenue. 

High  bridge  (old  aqueduct)  . 


Width  in 

clear  in 

each 

draw. 


Height  of 
bottom 
chords 
above 
mean 
high 
water. 


Feet.     I 
103.7  1 


G5 
G8 
60 
132 
70 


128 


Feet. 
28.5 
13.8 
4 

7.2 

1 

28 
16.7 


28 


Kemarks. 


Washington  bridge,  at  One 
hundi^  and  eighty-first 
street. 

Farmers  bridge 


.'  Single 
•     span. 

3.1 


Kings  bri<fge 

Foottjridgo  at  Broadway 

Hudson   River    Railroad 

bridge,  at  mouth  of  Spuy- 

ten  Duyvil  Crcok. 


50      \ 


4.8 

3 

6.9 


Double  draw,  railroad  bridge,  iron. 

Double  draw,  road  bridge,  iron. 

Double  draw,  wooden  trestle,  iron  drawapau. 

C Double  draw,  railroad   bridge,  iron;  cast   sprui 

i     closed  by  row  of  jiiling. 

Single  draw,  wooden  trestle,  iron  drawspan. 

Double  draw,  road  bridge,  iron. 

Double  draw,  road  bridge,  wootl ;  will  be  removc^l 
on  completion  of  new  iron  bridge  at  One  hun- 
dred and  fifty-fifth  «tre<^t. 

Double  draw,  railroad  bridge,  iron. 


No  draw;  stone  arch;  width  between  piers,  77. 7 
feet;  clear  waterway,  55  feet;  crown  of  arch  100 
feet  above  mean  high  water. 

No  draw;  iron  arch;  span, 500  feet;  clear  water- 
way, 420  feet;  crown  of  arch,  136. 7  feet  above 
mean  high  water. 

No  draw;  two  spans,  22  and  23  feet  witle;  light 
timber  structure. 

No  draw ;  two  spans,  18  and  25  feet  wide. 

No  draw;  two  spans, 56^  and  58^  feet  wide. 

Single  draw,  wooden  trestks  iron  drawspan. 


I 


The  following  resolution,  governing  the  closing  of  the  bridges  across 
the  Harlem  Eiver  at  Madison  and  Third  avenues  when  the  land  trans- 
portation over  the  bridges  between  the  two  shores  is  greatest,  was 
adopted  by  the  department  of  public  parks,  New  York  City,  Novem- 
ber 30,  1892: 

Jicaolved,  That  from  and  after  tho  20th  day  of  December,  1892,  the  draws  of  the 
bridges  across  tho  Harlem  River  at  Madison  and  Third  avenues  shall  not  be  opened 
or  operated  between  the  hours  of  6  and  10  o'clock  in  the  forenoon,  and  between  4 
and  7  o'clock  in  the  afternoon,  except  when  otherwise  ordered.  This  rep^ulation 
shall  not  ap|)ly  to  the  boats  of  the  fire  department,  nor  to  the  regular  transporta- 
tion boats  ot  the  New  York  and  Northern  Railway  Company. 

BRIDGES  AFFECTED  BY  STATE  ACTS,  OR  BY  NOTICES  SERVED  BY 
THE  SECRETARY  OF  WAR. 


1,  Bridges  at  Third  and  Fourth  aventies,  Kew  YorJc  City. — The  city 
of  Xew  York,  owning  or  controlling  the  bridge  at  Third  avenue,  and 
tho  New  York  Central  and  Hudson  River  Railroad  Company,  owning 
or  controlling  the  bridges  at  Fourth  avenue,  were  notified  by  the  Sec- 
retary of  War,  July  2, 1890,  to  modify  these  bridges  in  accordance  with 
the  recommendations  of  the  Board  of  Engineers  convened  May  7, 
1890,  to  consider,  as  stated  in  the  Annual  Report  for  1890,  the  matter 
of  bridges  across  the  Harlem  River  at  Third  and  Fourth  avenues,  New 
York  City.  These  notices  required  that  the  modifications  called  for 
should  be  completed  by  January  1, 1892. 

The  legislature  of  the  State  of  New  York,  by  act  approved  April  5, 
1892,  authorized  and  required  an  increased  elevation  of  the  Fourth 


Digitized  by  VjOOQIC 


APPENDIX   E — REPORT   OF   LIEUT.  COL.  GILLESPIE.  745 

avenue  bridge,  and  provided  for  all  changes  in  any  avenues,  streets, 
and  railroads  that  may  be  necessary  by  reason  of  such  increased  eleva- 
tion. A  commission  to  carry,  out  the  provisions  of  this  act  was 
appointed  by  the  mayor  of  Few  Tork  City  April  25, 1892.  This  act 
will  enable  the  railroad  company  to  reconstruct  this  bridge  in  con- 
formity with  (he  requirements  of  the  notice  of  the  Secretary  of  War, 
which  in  the  absence  of  the  necessary  legislative  action  the  company 
has  not  heretofore  been  able  to  carry  out.  Plans  for  the  new  bridge 
received  the  approval  of  the  Secretary  of  War  August  5, 1892. 

In  order  that  the  traffic  across  the  river  may  not  be  suspended  while 
the  permanent  bridge  is  in  process  of  construction,  the  railroad  com- 
pany applied  to  the  Secretary  of  War  for  authority  to  build  a  tein- 
porary  bridge,  provided  with  a  60-foot  draw  and  situated  160  feet  to 
the  northward  of  the  old  bridge.  This  application  was  granted  May 
27, 1892.  The  railroad  company  began  work  of  modification  in  Septem- 
ber, 1892,  and  is  pushing  it  with  satisfactory  progress. 

An  act  to  provide  for  the  reconstruction  of  the  Third  avenue  bridge 
was  approved  by  the  governor  of  the  State  of  New  York  May  2, 1892, 
and  plans  for  the  construction  of  the  new  bridge,  prepared  by  the 
departmeut  of  public  works  of  IN^ew  York  City,  received  the  approval 
of  the  Secretary  of  War  March  24, 1893. 

The  work  of  modification  was  begun  in  November,  1893. 

The  temporary  bridge  Avhich  is  to  carry  the  traffic  across  the  river 
during  the  construction  ot  the  permajient  bridge  is  about  completed, 
and  the  pneumatic  caisson  for  the  south  rest  pier  of  the  nermanent 
bridge  is  underconstruction. 

2.  Bridge  at  Broadway  crossing. — An  act  of  the  legislature  of  the 
State  of  New  York  to  provide  for  the  construction  of  a  bridge  across 
the  Harlem  Ship  Canal,  locally  so  called,  on  the  line  of  Kingsbridge 
road,  or  Broadway  extended,  was  approved  by  the  governor  April  5, 
1892.  Plans  for  the  construction  of  this  bridge,  conforming  to  the 
general  ])ro visions  of  the  State  act  of  1879,  as  to  height  of  lower  chord 
and  length  of  spans,  prepared  by  the  department  of  public  works  of 
New  York  City,  received  the  approval  of  the  Secretary  of  War  Feb- 
ruary 11, 1893.  Work  on  the  construction  was  begun  in  June,  1893. 
Nearly  all  of  the  masonry  of  the  piers  and  abutments  of  the  bridge  is 
now  completed,  and  the  erection  of  the  iron  work  of  the  suj>erstructure 
has  been  begun. 

3.  Macomb  Dam  bridge. — The  State  act  of  April  29,  1S90,  autboriz- 
ing  the  department  of  public  parks  of  New  York  City  to  reconstruct 
the  Macomb  Dam  bridge  at  Seventh  avenue  was  amended  by  a  bill 
which  became  a  law,  without  the  signature  of  the  governor,  January 
31,  1892.  The  amendment  provides  that  the  awards  for  property  taken 
shall  not  be  paid  out  of  the  $1,250,000  appropriated  for  the  bridge. 
This  bri'dge  is  now  in  process  of  construction  under  i)lans  approved  by 
the  Secretary  of  War  September  7, 1891. 

The  masonry  of  all  the  piers  and  abutments  is  completed,  and  the 
iron  work  of  the  superstructure  is  nearly  all  in  place. 

Application  was  made  by  the  city  of  New  York  June  14,  1892,  for 
authority  to  build  a  temporary  bridge  220  feet  to  the  northward  of  the 
old  bridge,  to  be  used  by  the  ])ublic  during  the  construction  of  the  new 
bridge.  This  application  received  the  approval  of  the  Secretary  of  War 
July  5, 1892,  and  the  bridge  was  completed  August  26, 1892. 

^.  Bridge  at  mouth  of  Spuyten  Duyril  Creek. — As  stated  in  the  last 
Annual  Keport,  Mr.  Alexander  J.  Howell,  on  March  4,  1891,  made  com- 
plaint to  the  Secretary  of  War  that  the  railroad  bndgo  across  the  Spuy- 
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teu  Duyvil  Creek  at  its  mouth  was  an  obstruction  to  navigation  by 
reason  of  ''insufficient  width  of  draw,"  under  the  river  and  harbor  aet 
of  September  19, 1890. 

Tiic  matter  was  referred  to  the  local  officer,  and  public  hearings  were 
given  April  1  and  15, 1891,  to  the  parties  in  interest. 

The  complaint  was  satisfied  by  the  Kew  York  Central  and  Hudson 
River  Bailroad  Company  agreeing,  as  a  temporary  measure  only,  to 
widen  the  draw  opening  to  50  feet,  and  to  erect  a  st^am  motor  with 
which  to  maneuver  the  di-awbridge.  This  agreement  was  approved  by 
the  Secretary  of  War  June  9, 1891,  with  the  proviso  that  the  modifica- 
tions agreed  upon  should  be  regarded  as  a  temporary  measure  to  meet 
the  necessities  of  the  navigation  of  the  stream  as  they  now  exist,  and 
tlie  date  fixed  for  completion  of  the  alterations  was  December  1, 1891. 

Owing  to  various  delays  in  the  preparation  of  the  plans  and  in  let* 
ing  the  work,  and  further  delays  on  the  part  of  the  contractor,  the 
work  of  erecting  the  new  draw  was  not  begun  until  April,  1892.  The 
work  was  completed  September  26, 1892. 

Plans  for  the  construction  of  a  permanent  bridge  at  this. point  were 
submitted  to  this  office  by  the  railroad  company  on  May  31,  1894«  As 
the  proposed  elevation  of  the  bridge  above  high  water  did  not  conform 
to  the  requirements  of  the  river  and  harbor  act  of  September  19,  1890, 
nor  to  those  of  the  State  act  of  May  20, 1879,  regulating  the  height  and 
length  of  draw  span  of  new  bridges  across  the  Harlem  River  and 
Spuyten  Duyvil  Creek,  the  plans  were  forwarded  to  the  Secretary  of 
War  with  the  recommendation  €liat  they  be  not  approved. 

WORK  DONE   DURING  THE   FISCAL  YEAR  ENDING  JUNE  30,  1894. 

No  contracts  were  in  force,  at  the  beginning  of  the  year,  the  last  two 
contracts  with  John  Satterlee  having  expired  June  1,  1893. 

Proposals  for  continuing  the  work  under  the  changed  conditions 
brought  about  by  the  breaking  of  the  dams  and  flooding  of  the  work 
during  the  severe  storm  of  April  21, 1893,  were  invited  July  24,  1893, 
and  with  the  approval  of  the  Chief  of  Engineers  contract  was  made 
with  the  Morris  &  Cumings  Dredging  Company,  the  lowest  responsible 
bidders,  September  8,  1893. 

This  contract  provides  for  the  removal  by  dredging  of  258,000  cubic 
yards,  more  or  less,  of  mud,  earth,  and  broken  stone  from  the  Harlem 
Kiver,  Spuyten  Duyvil  Creek,  and  from  the  remains  of  the  dams  inclos- 
ing the  rock  cut  through 'Dyckman  Meadowj  for  the  removal  of  5,000 
cubic  yards  of  ledge  rock  under  water,  in  the  northeast  end  of  this 
cut;  and  for  the  construction  of  about  650  linear  feet  of  cribwork  and 
475  linear  feet  of  pile  work  revetment  for  protecting  the  sides  of  the 
section  of  cut  to  be  excavated. 

Operations  under  this  contract  were  begun  September  15,  lg93,  and 
at  the  close  of  the  year  the  following  work  had  been  done: 


I  I  Removed  »-._.{_ 

1  Contract'  during   j  5?^" Jl 
•quantity.  I     fiacaf    '^^^^olj 

1         _    -l_l_._'  - 


Drodjfinp:                                                                                                           |  On.  yd*.  I  Cu.ydM.  Ou.pd*. 

From  Spuyten  Duyvil  Creek  and  Meadow  vrest  of  west  dam 40, 000  ;  36, 413  3, 587 

From  ciiHt  and  west  damn,  and  from  canal  prism  between  the  two  ! 

damH '  eo,000  :  46,323^  13.677 

From  Meadow  eaat  of  eaf  t  dam  and  in  Harlem  River 150, 000  i  62, 61D  |  87, 381 

Fromahonlsat  Morris  Dork  and  .-.fc  High  Bridge '  8,000  10.165  ' 

R(K>k  IN  en  vat  ion  : 

Led«;e  in  northeast  coruer  of  Dyckman  Cut 5, 000  4, 380  620 
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CribtcorJc  and  pile-work  revetment, — Of  the  650  linear  feet  of  crib  work 
and  475  linear  feet  of  pile- work  revetment  called  for  by  tbo  contract,  359 
linear  feet  of  crib  work  and  227  linear  feet  of  pile  work  were  built  during 
the  year,  all  in  the  west  eixd  of  the  cut  through  Dyckman  Meadow  300 
feet  of  the  crib  work  being  located  on  the  south  side  and  50  feet  of  the 
crib  work  and  the  227  feetof  pile  work  on  thenorth  sideof  thecut  These 
revetments  are  the  westward  continuation  of  the  stone  retaining  Avails 
heretofore  built  in  the  west  end  of  the  rock  cut,  and  with  them  form 
permanent  margins  to  the  sides  of  the  cut,  as  far  as  it  has  been  exca- 
vated, to  the  full  projected  width  and  depth. 

Wrecks.— On  May  31, 1804,  the  bid  of  Mr.  John  F.  Baxter  for  the 
removal  of  an  old  ice  barge  lying  in  the  channel  off  the  foot  of  East 
One  hundred  and  forty-ftfth  street  was  accepted,  by  authority  of  the 
Chief  of  Engineers.  The  wreck  was  successfully  removed  on  June  4, 
1894,  at  a  cost  of  $250. 

RemovcH  of  rocky  obstructions  in  the  lower  Harlem  River, — Under 
authority  of  the  Chief  of  Engineers,  granted  September  8, 1893,  opera- 
tions for  the  removal  of  Candle  Factory  Reef,  off  the  foot  of  East  One 
hundred  and  twenty-second  street,  were  begun  on  September  11,  using 
the  XJ.  S.  drill  scow  Hudson  and  hired  labor,  and  continued  to  December 
27, 1893,  when  operations  ceased  on  account  of  ex)ld  weather,  and  the 
drill  scow  was  laid  up  for  necessary  repairs.  Work  was  resumed  on 
April  23, 1894,  and  is  still  in  progress.  Daring  the  period  covered 
by  the  operations  416  holes  were  drilled,  all  extending  to  below  the 
projected  depth  of  15  feet  at  mean  low  water,  and  2,250  jMJunds  of 
forcite  were  expended.  Those  portions  of  the  reef  having  a  less  depth 
than  12  feet  at  mean  low  water  were,  however,  worked  upon  chiefly 
with  the  view  of  first  obtaining  a  depth  of  12  feet  over  the  entire  reef, 
and,  as  further  funds  become  available,  to  extend  the  improvement  to 
the  final  depth  of  15  feet  at  low  water.  The  broken  rock  was  dredged 
up  by  a  grapple  dredge,  which  was  employed  a  total  of  twenty-six  and 
one-half  working  days,  removing  1,300  cubic  yards  of  ledge  rock  and 
bowlders  that  overlay  the  ledge  in  parts.  The  least  depth  on  the  reef 
when  operations  were  begun  was  1.7  feet  at  low  water,  and  at  the  close 
of  the  year  a  depth  of  10  feet  had  been  obtained.  The  southerly  end 
of  the  ledge  is  covered  by  a  deposit  of  mud,  sand,  and  embedded  bowl- 
ders, which  extends  into  the  channel  from  the  wfest  shore,  and  it  will 
be  necessary  to  remove  this  material  by  dredging  before  the  increased 
channel  width  which  the  removal  of  the  reef  proper  will  afford  can  be 
fully  utilized  by  vessels  navigating  the  stream. 

As  the  result  of  the  year's  work,  all  the  ledge  rock  remaining  in  the 
northeast  end  of  the  cut  through  Dyckman  Meadow  was  removed, 
excepting  about  600  cubic  yards,  covering  an  area  of  50  by  60  feet, 
with  a  least  depth  of  12.7  feet  over  it  at  mean  low  water,  and  most  of 
which  rock  is  broken  up  but  has  not  yet  been  excavated  to  the  full 
projected  depth.  The  remains  of  the  dams  at  the  west  end  of  the  cut 
were  removed  to  a  depth  of  18  feet  at  mean  low  water,  and  the  section 
of  meadow  lying  directly  west  of  the  west  dam  was  excavated  to  a 
depth  of  from  12  to  15  feet  below  low  water,  to  a  connection  with  the 
channel  dredged  under  former  contracts  through  the  bed  of  Spuytcn 
Duyvil  Creek  and  intervening  meadows  to  the  Hudson  River,  thus 
establishing  a  continuous  waterway  from  the  Hudson  River  to  the  new 
drawbridge  now  under  construction  across  the  canal  at  Broadway, 
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Kingsbridge.  From  the  rock  cut  westward  tbe  imx)roved  channel  is 
from  140  to  150  feet  wide  and  9  feet  deep  at  mean  low  water,  while  the 
rock  cut  itself  has  a  depth  of  18  feet  at  low  water  and  a  width  of  about 
350  feet. 

In  the  Hai'lem  Eiver  the  dredged  channel,  which  at  thebeginning  of  the 
year  liad  been  excavated  from  a  point  about  600  yards  north  of  Morris 
Dock  to  within  200  feet  of  the  east  dam,  with  a  depth  of  9  feet  at  mean 
low  water  and  width  of  about  160  feet,  was  advanced  northward  to 
within  120  feet  of  the  temporary  bridge  located  directly  east  of  the  east 
dam,  and  built  by  the  city  of  New  York  for  use  during  the  construc- 
tion of  the  above-mentioned  permanent  bridge  at  this  i)oint.  There  is 
an  opening  about  120  feet  wide  in  the  east  dam  through  which  a  free 
exchange  of  tides  takes  place,  but  navigable  communication  between 
the  Hudson  and  Harlem  rivers  is  shut  off  by  the  temponiry  bridge, 
which  is  not  provided  with  a  draw  span.  The  channel  at , the  cross- 
over directly  south  of  Morris  Dock  was  deepened  from  a  depth  of  8 
feet  to  a  depth  of  10  feet  at  mean  low  water,  for  a  width  of  150  feet,  by 
the  removal  of  bowlders  and  other  hard  material,  and  the  waterway 
through  the  east  and  west  bays  of  High  bridge  was  cleared  of  bowl- 
ders and  other  obstructions  to  a  depth  of  10  feet  at  low  water,  so  that 
vessels  drawing  10  feet  can  now  safely  ascend  the  river  at  low  water 
as  far  as  Morris  Dock,  from  which  point,  as  already  stated,  9  feet  can 
be  carried  in  a  channel  140  to  160  feet  wide  to  within  120  feet  of  the 
temporary  bridge  at  Broadway,  which  structure  is  now  the  only  barrier 
to  a  navigable  communication  between  the  Hudson  and  East  rivers. 

It  is  expected  that  the  new  bridge  will  be  completed  by  October, 
1894,  after  which  time  the  removal  of  the  remains  of  the  old  east  dam 
and  the  construction  of  the  timber  revetments  in  the  east  end  of  the 
Dyckman  cut,  as  far  as  i)rovided  for  by  the  existing  contract,  will  at 
once  be  proceeded  with. 

The  amount  expended  during  the  fiscal  year  ending  June  30,  1894, 
inclusive  of  outstanding  liabilities,  was  $108,539.39. 

This  improvement  can  not  be  well  or  economically  conducted  except 
under  large  appropriations.  The  amount  that  can  be  profitably 
expended  during  the  fiscal  year  ending  June  30, 1895,  is  $500,000. 

A  full  statement. of  the  commerce  likely  to  be  benefited  by  the 
improvement  is  subjoined. 

Mr.  A.  Doerflinger,  assistant  engineer,  has  been  in  local  charge  of 
this  improvement  during  the  year.  He  has  remained  constantly  upon 
the  work  and  has  discharged  his  duties  with  his  accustomed  fidelity 
and  efficiency. 

Harlom  River  is  in  the  collection  district  of  Now  York.  The  nearest  light-house 
is  on  Black  wells  Island. 

AMOr.NTS   APPROPRIATED. 

Allotment  June  23, 1874,  from  appropriations  for  East  and  Harlem  rivers.  $11, 000. 00 

Act  of— 

March  13,  1875 10,000.00 

June  18.  1878 300,000.00 

March  3, 1879 100,000.00 

August  11,  1888 70,000.00 

September  19,  1890 250,000.00 

July  13,  1892 175,000.00 

Total 916, 000.  OD 

Amount  expended  to  June  30,  1894,  inclusive  of  outstanding  liabilities..  845, 715.31 
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Money  statement, 

July  1,  1893,  balance  unexpended $178,824.08 

June  30,  1894,  amount  expended  during  fiscal  year 89, 581. 44 


July  1,  1894,  balance  unexpended 

July  1,  1894,  outstanding  liabilities $18, 957. 95 

July  1,  1894,  amount  covered  by  uncompleted  contracts 49, 035. 92 


July  1,  1894,  balance  available . 


9,242.64 


67,993.87 
21,248.77 


Amount  (estimated)  required  for  completion  of  existing  project 1, 805, 000. 00 

Amount  that  cnn  be  profitably  expenaed  in  fiscal  year  ending  June 

30,  1896 500,000.00 

Submitted  in  compliance  with  requirements  of  sections  2  of  river 

and  harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March 

3,  1893. 


AhBtract  of  proposals  for  improving  HarUm  Biver,  Kqo  York,  received  in  response  to 
advei'tisemeut  dated  July  24,  189S,  and  opened  August  24,  180S,  hy  Lieut.  CoJ.  G,  L,  Gil- 
lespie, Corps  of  Engineers. 


Material,  etc. 


(1)  Atlantic 
Di-edging  Co. 


Per 
unit. 


Dredgini;  40,000  cnbic  yards  of  material  iVom 
Spuyten  Dujvil  CreeK  and  meadow  -west  of 
weatDam cnbic  yard.. 

Dredging  00,000  cubic  yards  of  material  from 
East  and  West  dams,  and  from  canal  prism 
between  the  two  dams cubic  yard . . 

Dredging  150,000  cnbic  yards  of  material  from 
meadow  east  of  East  l)am  and  from  tbo  Har- 
lem lUver cubic  yard  .. 

DrtHlging  8,000  cubic  yards  of  material  from 
slioals  at  Morris  Dock  and  High  Bridge, 
cubic  3*ard 

Removing  5,000  cubic  yards  ledco  rock  from 
the  cut  tbrougU  Dyckman  Meadow,  cubic 
yard 

Crib  work  for  revetment,  workmansbip  exclu- 
sive of  material  (540,000  cubic  feet),  cubic 
foot 


Pile-driving  for  revetment  (27,000  linear  feet), 

linear  foot 

lioiind  timber  for    crib  and    pile  revetment 

(172,000  linear  feet) linear  foot. . 

Square   timber   for   crib  and    pile   revetment 

(110,000  feet,  B.  M.) M.  ft.,  B.  M . . 

Iron  tie-rods,  screw  bolts,  drift  bolts,  spikes, 

and  washers  (54,000  pounds) pound . . 

Stone  tilling  for  crib  work  and  pile  revetment, 

stone  furnished  by  contractor  (18,000  cubic 

yard  s ) c  u  bi  c  yard . . 

Stone  tilling  for  crib  work  and  pile  revetment, 

naing  (lovernment  stone  (18,000  cubic  yards). 

cubic  yard 


$0.1G 
.30 

.18 


Total. 


Amount. 


$0,400 
18,000 
27,000 
0,400 


(2)  Morris  &,  Cum- 
ings  Dredging  Co. 


Per 
unit. 


Amount. 


$0. 10        $7,  GOO.  00 


.28 

.221 

.30 

4.08 

.02& 
.14 
.05,», 
34.90 
.032 


10, 800. 00 
33,750.00 
2,  400. 00 
24,900.00  I 


(3)  Thomas 
Potter. 


I 


11,475.00 
3, 780. 00 

10, 148. 00 
3, 839. 00 
2,  092. 50 


J       .47i  I       8,5o0.f0  i 

i  I 

.        .49^  ,      8,010.00  I 


I'er 

unit. 

Amount 

$0.21 

$8,400 

.30 

18,000 

.20 

30,000 

.45 

3,000 

7.20 

30,000 

.02 

10,800 

.09 

2,430 

.06 

10, 320 

30.00 

3,300 

.03J 

1,890 

.70 

12.000 

.70         12,000 


■57.800    {tll;~i:«!j !    137.340 
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Abstract  of  proposals  for  improving  Harlem  River ^  New  For  A*,  etc, — -Coutinued. 


Material,  etc. 


Dredging  40,000  cabie  yorde  of  material  tram 
Spnyten  Ihiy vil  Creek  and  meadow  west  of 
w  eut  Dam cnbic  yard . . 

Dredging  00,000  cubic  yards  of  material  from 
£a«t  and  West  dams,  and  from  panal  prism 
between  the  two  dams.. cubic  yard.. 

Dredging  150,000  cubic  yards  of  material  from 
meadow  east  of  East  JDam  and  from  the  Har- 
lem itirer cubic  yard. . 

Dredging  8,000  cubic  yards  of  material  from 
ahfl^s  at  Morris  Dock  and  High  Bridge, 
cubic  yard 

Eeraoving  5,000  cnbic  3*ards  ledge  rock  from 
the  cut  through  Dyckman  Meadow,  cubic 
yard 

Crib  work  for  revetment,  workmanship  exclu- 
sive of  material  (540,000  cubic  feet),  cubic 
foot 

Pile-driving  for  revetment  (27,000  linear  feet), 
linear  foot 

Bound  timber  for  crib  and  pile  revetment 
(172,000  linear  feet) lii^ear  foot. . 

Square  ttrabcr  for  crib  and  pile  revetment 
(UO.OOO  feet,  B.  M.) M.ft.,  B.M.. 

Iron  tie-rods,  screw  bolta,  driftbolts,  spikes, 
and  washers  (54,000  pounds) pound. . 

Stone  filling  for  crib  work  and  pile  reretment, 
stone  furnished  by  ooBtcactor  (1^000  4»bic 
yards) .cubic  yjird.. 

Stone  filling  for  crib  work  and  pile  revetment, 
using  Govemn»eut  atone  (18,000  cubic  yards), 
cnbic  yard 


Total . 


(4)  Anthony  M.: 
Clegg.         I 


(5)  P.  Sanford 
Soas. 


Per 
unit. 


Amount. 


Per 
unit. 


I 

I 

$0.24  J  $9,800 
.38  I  22,000 
24^,    3«,750  . 


.06 

4.00 

.02 
.16 
.07 
45.00 
.03 

.40 


.40         7,200 


7,600 
20,000 

10,800 
4,320 

12,040 
4,950 
1,620 

7,200 


137,880 


$0.20 

.38 

.20 

.35 

7.00 

.011 
.11 
.04t 
35.00 
.03^ 

.50 

.50 


Amount. 


(6)  LeeMcCal- 
lum. 


Per 
unit. 


I 


I 


$8,000  I  $0.20 

13.800         .36 

3(1^000         .23 

2.800         .50 


AmounL 

$11,600 

22.800 

43,600 

4,003 


35,000  •     a75  ,       33,753 


8,100  '       .04 

j 

2,070  I      .18 
B,170  j      .Vt\ 
3.850     40.00  ! 
.05 


1,890 
0,000 
9,000 


.80 


129,580    176,510 


21.600 
4.800 

12,936 
4.400 
2,700 


80         14.400 


14,400 


*  Bid  informal. 


t  TJaing  (oovemment  atome. 


;  Lowest  bid. 


COMMERCIAL   STATISTICS. 

The  conimeFcial  statistlos  for  tho  fiscal  year  ending  June  30,  1893,  have  remained 
practically  unchanged,  and  are  therefore  herein  repeated. 

As  there  is  no  navigable  communication  between  the  Hailem  River  and  Spnytea 
Duyvil  Creek,  the  present  navigation  of  the  Harlem  River  is  practically  confined,  to 
that  part  of  the  stream  between  its  junction  with  the  East  River  and  Satterlee's 
Dock,  at  foot  of  Two  hundred  and  twentieth  street,  a  distance  of  about  8  miles. 

Spuy  ten  Duyvil  Creek  is  navigable  from  its  junction  with  the  Hudson  River  to 
Kin<rs  Bridge,  a  distance  of  If  miles. 

Tlio  actual  commerce  of  the  Harlem  River  and  Spuy  ten  Duyvil  Creek  for  the 
fiscal  years  ending  June  30,  1890,  and  June  30,  1893,  was  as  follows : 


Itone. 


General  merclumdiso 
(irain,  tlonr,  feed,  etc . 
Lumber  and  timber .. 

Building  material 

Fuel 

Ice 

Total 


1890. 


1893. 


Tons. 
1,379,884 
400.987 
346,658 
642,022 
508,365 
112,000 


Tons, 
a,  282,  OSS 
596,906 
451, 702 
602,217 
878,234 
149,865 


3,390,466       5,910,876 


$1J59,«36,435 
1S,U7.478 
7,402,403 
2,791,100 
4,573,838 
539,460 


190,149,713 


The  total  tonnage  for  the  year  1893  shows  an  increase  over  that  of  1890  of  2,519,910 
tons,  or  about  75  per  cent,  during  the  three  years.  This  increase  is  largely  due  to  the 
increase  in  the  amount  of  freight  handled  at  the  docks  of  the  New  York,  New  Haven 
and  Hartford  Railroad  Company,  directly  below  Second  avenue  bridge,  where  alono 
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3,243,850  tons  were  received  and  sLipped,  as  compared  to  1,407,882  tons  received  and 
shipped  in  1890.  At  the  docks  of  the  New  York  and  Northern  Railway  Company, 
near  High  Bridge^  166,066  tons  were  received  and  shipped.  Of  the  balance  of  the 
tonnage,  2,475^275  tons  were  distributed  among  the  various  docks  on  the  Harlem 
River  between  its  junction  with  the  East  River  and  Satterloe's  Dock  at  Two  hun- 
dred and  twentieth  street,  and  25,185  tons  at  various  points  on  Spuyten  Duyvil 
Creek. 

As  near  as  can  be  determined  the  traffic  on  the  river  was  carried  by  the  following 
vessels : 

Canal  boats,  barges,  and  railroad  car  floats 20, 361 

Sailing  vessels,  schooners,  lighters,  etc 4, 476 

Steamers  and  tugs,  exclusive  of  naphtha  launches 15, 241 

Total 40.078 

A  large  proportion  of  the  freight  handled  at  the  railroad  docks  is  carried  in  and 
out  of  the  Harlem  on  railroad  car  floats  and  transfer  boats  connecting  the  railronds 
of  Now  Jersey  and  Pennsylvania,  terminating  at  Weehawken,  Hoboken,  and  Jersey 
City,  with  those  of  New  England,  while  the  general  commerce  of  the  river  is  carried 
on  mainly  in  barges  and  canal  boats  in  tow  of  steam  tugs,  and  in  schooners  and  the 
smaller  class  of  sailing  vessels. 


£  6. 

IMPROVEMENT  OF  EAST  RIVER  AND  HELL  GATE,  NEW  YORK. 

The  East  River  is  the  name  given  to  the  nan^ow  tidal  strait  which 
connects  New  York  Harbor  with  Long  Island  Sound.  It  forms  an 
entrance  to  the  harbor  of  New  York  secondary  in  importance  only  to 
the  main  entrance  by  way  of  Sandy  Hook  and  the  Narrows,  since  the 
heavy  coasting  trade  carried  on  by  New  York  and  the  New  England 
States  and  the  British  American  Provinces  passes  almost  exclusively 
through  it. 

The  population  now  gathered  around  the  waters  of  New  York  Har- 
bor numbers  nearly  3,TO0,000,  and  should  the  present  rate  of  increase, 
as  shown  by  the  census  returns,  be  maintained  for  half  a  century 
longer,  the  population  would  then  be  about  8,000,000. 

New  York  City  can  grow  only  in  one  direction,  and  that  is  into 
Westchester  County,  on  the  north,  since  on  all  other  sides  it  is  sur- 
rounded by  water;  and  the  development  of  the  water  fronts  along 
the  Hudson  and  East  Rivers  mus^  therefore,  be  certain  and  rapid. 
With  the  development  the  imjwrtance  of  the  East  River  entrance  to 
New  York  Harbor  will  increase  enormously;  and  it  seems  not  unrea- 
sonable to  predict  that  within  the  next  fifty  years  every  foot  of  shore 
line  on  both  sides  of  the  East  River  within  15  miles  of  Harlem  River 
and  Hell  Gate  will  be  occupied  with  wharves  tilled  with  shipping, 
engaged  not  only  in  the  coasting  and  transatlantic  trade,  but  in  the 
commerce  of  the  world. 

The  East  River  is  crooked  and  narrow  in  places  and  much  obstructed 
by  rocks  and  affected  by  violent  currents. 

The  worst  of  these  obstructions  was  originally  that  known  as  Hell 
Gate,  lying  at  the  mouth  of  the  Harlem  River,  between  BlackweJls  and 
Ward  islands,  about  opposite  Ninety-sixth  street.  New  York.  Here 
the  river  turns  at  right  angles  around  Hallets  Point,  divides  into  sev- 
eral channels,  and  runs  with  a  velocity,  varying  at  diflterent  stages  of  the 
tide  from  3  to  10  miles  an  hour,  over  or  around  Hallets  Point,  Negro 
Point,  Ways  Reef,  Shell  Drake,  Pot  Rock,  Frying  Pan,  Heel  Tap, 
Holmes  Rock,  Ho^  Back,  Flood  Rock,  Hen  and  Chickens,  Gridiron, 
the  Negro  Heads,  Mill  Rocks,  Rhinelander  Reef,  and  Bread  and  Cheese. 
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On  account  of  the  violence  and  irrtfgularities  of  the  currents  and  the 
crowded  condition  of  this  passage,  wrecks  at  Hell  Gate  were  numerous 
prior  to  1867.  At  that  time  some  of  these  rocks  projected  above  the 
water  level,  while  the  least  depth  over  others  at  mean  low  water  varied 
from  nothing  to  20  feet.  In  obedience  to  the  provisions  of  the  act 
approved  June  23, 18G6,  an  examination  was  made  of  Hell  Gate  by  the 
local  engineer,  with  the  view  of  its  improvement  for  purposes  of  navi- 
gation, and  three  separate  projects  were  submitted  January  21, 1867, 
for  the  improvement,  affording  channels  of  26  and  24  feet  in  deptli  at 
mean  low  water.  The  project  which  was  adopted  in  1867  (see  Annual 
Report  of  the  Chief  of  Engineers  for  1868,  p.  741)  provided  for  the  removal 
of  the  rocks  and  leefs  that  lie  directly  in  the  channel  to  a  depth  of  26  feet 
at  mean  low  water,  and  for  the  building  of  sea  walls  and  dikes  ui)on 
others  that  lie  near  the  edge  of  the  channel,  in  order  to  guide  the  cur- 
rents in  such  a  way  that  vessels  might  pass  the  reefs  in  safety.  The 
cost  of  the  project  was  estimated  at  $8,692,645.15.  The  removal  of 
Hallets  Point  was  begun  in  1869  and  the  final  blast  occurred  Septem- 
ber 24,  1876.  A  new  estimate  was  made  January  3, 1870,  "  based  upon 
the  process  of  tunneling  the  larger  reefs,  as  Hallets  Point  and  the 
Middle  Reef,  and  removing  the  smaller  reefs  by  drilling  from  the  sur- 
face of  the  water,"  and  the  cost  was  placed  at  $4,689,820. 

The  estimate  was  again  revised  in  1874  to  include  tlie  removal  of 
Diamond  and  Coenties  reefs  (see  Annual  R<5port  of  the  Chief  of  Eugi- 
neers  for  1874,  part  2,  p.  164),  and  the  total  cost  fixed  at  $5,139,120. 
It  provides  for  the  removal  at  Hell  Gate  to  a  depth  of  26  feet,  mean 
low  water,  of  the  reefs  at  Hallets  Point,  Ways  Reef,  Shell  Drake,  Pot 
Rock,  Frying  Pan,  Heel  Tap,  I^egro  Point,  and  Flood  Rock,  including 
the  Gridiron,  Hen  and  Chickens,  and  Negro  Heads,  and  the  construc- 
tion of  a  dike  to  connect  the  Mill  Rocks  and  sea  walls  upon  Hog  Back 
and  Holmes  Rock ;  and,  in  other  parts  of  the  East  River,  for  the 
removal  of  Diamond  Reef  and  North  Brothers  Island  Reef  to  a  depth 
of  26  feet,  Coenties  Reef  to  a  depth  of  25  J  feet,  and  the  small  rocks 
known  as  Scaly  Rock,  Blackwells  Rock,  and  the  rock  off  Woolsey's 
bath  house. 

The  work  of  mining  Flood  Rock  began  in  June,  1875. 

In  1880  the  d^ibris  arising  from  the  excavation  of  the  galleries  in 
Flood  Rock  was  deposited  partly  in  a  dike  to  connect  Great  and  Little 
Mill  Rocks,  and  in  1882  a  protection  wall  was  built  by  the  city  author- 
ities upon  the  reef  at  the  head  of  Blackwells  Island  known  as  "Bread 
and  Cheese." 

The  great  blast  was  fired  October  10, 1885. 

The  project  was  enlarged  in  1884  to  include  the  removal  of  Pilgrim 
Rock,  off  Nineteenth  street,  to  24  feet,  mean  low  water;  and  again  in 
1889  to  include  removal  of  the  reef  off  Diamond  Reef,  Ferry  Reef,  off 
Thirty-fourth  street,  and  Charlotte  Rock,  northwest  of  entrance  to 
Newtown  Creek,  to  26  feet,  mean  low  water;  work  to  be  done  by  hired 
labor  with  drill  scow. 

A  steam-drill  scow  fitted  with  a  movable  iron  dome  working  within 
a  central  well  was  put  in  operation  in  the  winter  of  1870-'71  for  the 
removal  of  subaqueous  reefs.  Its  results  have  been  most  satisfactory, 
as  by  its  use  rock  swept  by  the  swift  currents  of  the  East  River  are 
easily  drilled  and  blasted. 

The  stone  broken  by  the  blasts  are  sometimes  removed  by  appliances 
attached  to  the  scow,  but  usually  hy  use  of  the  Government  dredges 
employed  at  Hell  Gate. 

At  the  close  of  the  fiscal  year  ending  June  30,  1893,  the  following 
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parte  of  this  project  had  been  executed :  Hallets  Point,  covering  3  acres ; 
Ways  Keef,  Shell  Drake,  Diamond  Eeef,  North  Brothers  Island  Reef, 
Coenties  Keef,  reef  off  Diamond  Reef,  Baretto  Reef,  and  Scaly  Rock, 
had  been  removed  to  the  depth  contemplated  in  the  project;  Pilgrim 
Rock  and  Ferry  Reef  had  been  reduced  to  a  least  depth  of  24  feet; 
Heel  Tap  had  been  broken  to  20  feet  and  dredged  to  20.5  feet;  and  the 
least  depths  on  Frying  Pan  and  Pot  Rock  were  18  feet  and  22.8  feet  at 
mean  low  water,  respectively;  Flood  Rock  and  connecting  reefs,  cover- 
ing 9  acres,  had  bcQii  broken  to  30  feet  and  198,502  tons  of  debris  had 
been  removed ;  the  Kegro  Heads  and  Hen  and  Chickens  had  been 
reduced  to  18  feet,  mean  low  water,  and  a  new  18- foot  channel,  500  feet 
wide,  opened  across  the  reef. 

Shell  Reef  off  Ninth  street  has  been  reduced  to  18  feet,  mean  low 
water,  except  at  a  few  points. 

Hell  Gate,  as  has  been  said,  is  the  worst  obstruction  found  in  the 
East  River;  but  there  are  rocks  and  reefs  in  other  parts  of  this  crowded 
waterway  which  are  constant  sources  of  danger  to  passing  vessels 
which  have  often  been  complained  of  and  which  ought  to  be  removed. 

The  first  to  be  mentioned  is  the  long  line  of  reefs  and  isolated  rocks 
in  mid  stream,  extending  IJ  miles  downward  from  the  foot  of  Black- 
wells  Island,  which  have  always  been  troublesome  to  vessels  beating 
np  against  the  wind  or  crossing  from  one  channel  to  the  other,  as  the 
winds  and  tides  often  compel  them  to  do,  and  which,  with  the  continu- 
ally increasing  size  of  vessels  and  the  increasing  commerce  of  the 
river,  are  becoming  still  more  dangerous.  The  Man-of-War  Rock, 
marked  by  a  spindle,  opposite  Thirty-eighth  street,  and  the  Thirty- 
fourth  street  rock  (now  removed)  are  prominent  parts  of  this  reef. 

A  second  and  still  more  serious  obstruction  to  the  navigation  of  the 
East  River  that  is  constantly  complained  of  by  mariners  is  Middle 
Ground,  which  is  situated  in  mid-channel  1 J  miles  to  the  eastward  of 
Hell  Gate,  near  the  southern  entrance  to  Little  Hell  Gate,  between 
Sunken  Meadows  and  Lawrence  Point,  with  a  channel  on  either  side 
of  barely  350  feet  width.  A  project  for  lowering  this  reef  to  the  plane 
of  18  feet,  mean  low  water,  has  been  approved. 

The  suit  begun  by  private  parties  to  dispossess  the  United  States  of 
its  occupancy  of  the  dike  built  by  it  between  Great  and  Little  Mill 
rocks.  Hell  Gate,  was  decided  by  the  courts  in  May,  1889,  in  favor  of 
the  United  States,  but  appeal  has  been  taken  by  the  complainant  to  a 
higher  court.  It  is  highly  important  that  the  United  States  retain 
possession  of  the  dike,  as  the  ground  is  very  much  needed  for  wharfage 
and  for  repair  shops  for  the  steam -drill  scow  and  the  dredges.  The  old 
machinery  and  worn-out  plant  and  material  stored  for  many  years  at 
Hallets  Point  have  been  sold  at  public  auction,  and  the  office  for  the 
local  conduct  of  this  improvement  has  been  transferred  to  the  dike. 

The  plant  in  active  use  on  the  improvement  has  been  put  in  good 
repair  during  the  year. 

The  Secretary  of  War  established,  March  9, 1892,  harbor  lines  around 
Great  and  Little  Mill  rocks.  Hell  Gate,  restricting  the  construction  of 
piers  and  bulkheads  to  high- water  line. 

WORK  DONE  DURING  THE  FISCAL   YEAR  ENDING  JUNE  30,   1894. 

At  the  opening  of  the  fiscal  year  no  contract  was  in  force,  but  oper- 
ations were  in  progress  by  hired  labor,  using  Government  dredges. . 

1.  Hell  Gate. — The  U.  8.  engineer  dredge  Flood  Rock  continued 
work  at  Flood  •  Rock  until  December  20, 1893,  at  which  time  it  was 
BNO  94 48 
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transferred  to  Eeef  ofl'  Sunken  Meadow  for  the  purpose  of  relieving  a 
private  dredge  then  under  charter. 
The  following  table  shows  in  detaO  the  work  done  during  the  year: 

Days  worked 121 

Hours  worked 972 

Surface  blasts  fired 32 

Dynamite  fired pounds..  2,250 

Rock  removed tons..  5,513 

Raised  per  day .do..  45.6 

Total  quantity  of  broken  stone  removed  since  explosion  October  10, 

1885: 

Tons. 

By  contract 83,097 

By  hired  labor,  using  Government  plant 120, 918 

Total 204,015 

The  total  estimated  quantity  of  rock  remaining  to  be  removed  is 95, 707 

The  dredged  rock  has  been  dumped,  as  heretofore,  in  the  deep  hole 
off  Eighty-ninth  street,  East  Eiver.  This  has  not  caused  any  perceptible 
decrease  in  depth,  the  soundings  there  still  ranging  from  80  to  120  feet, 
mean  low  water. 

The  result  of  all  the  work  to  the  close  of  the  fiscal  year  has  been  to 
increase  navigable  depths  over  Flood  Bock  Eeef  practically  to  26  feet, 
mean  low  water,  over  an  area  equivalent  to  one-half  that  of  the  original 
reef. 

Flood  Eock  proper  has  been  lowered  to  20  feet,  mean  low  water,  aud 
the  channel  between  this  reef  and  the  Government  dike  connecting 
Great  and  Little  Mill  Eocks,  18  feet  deep,  mean  low  water,  over  the 
part  involved  in  the  explosion;  elsewhere  the  least  depth  is  20  feet, 
approximately. 

On  September  20,  1890,  a  special  report  on  this  improvement  was 
submitted,  in  which  the  statement  is  made  that  for  the  year  ending 
Juno  30, 1890,  the  cost  of  removing  the  broken  stone  by  the  Government 
plant  was  $1.08-^o  P®r  ^H)  ^^  contrasted  with  the  lowest  bid  for  doing 
the  work  by  contract  in  that  year  of  $2.19  per  ton.  For  the  year  end- 
ing June  30, 1891,  the  cost  was  $1.35;  for  the  year  ending  June  30, 
1892,  $1.46;  for  the  year  ending  June  30, 1893,  $1.48,  and  for  the  past 
year  $1.44,  including  thecost  of  repairs  to  plant  The  cost  of  removing 
the  stone  increases  proportionately  with  the  increase  in  the  depth  of 
water  at  the  site  of  removal. 

^.  Beef  off  Sunken  Meadow. — U.  S.  engineer  drill  scow  Gen.  John 
Nexcton  continued  operations  on  this  reef  until  December  28,  1893. 
Dredge  ^cZi  (jrtfc  was  employed  in  raising  the  rock  broken  by  the  oper- 
ations of  the  drill  scow  until  September  13,  on  which  date  it  caught 
lire  during  the  night  and  its  upper  works  were  destroyed.  The  hull 
was  taken  to  the  engineer  depot  at  Mill  Eock  and  will  be  repaired  as 
soon  as  funds  become  available. 

Morris  &  Oumings's  dredge  No.  6  was  employed  from  November  20 
to  December  20  and  on  the  latter  date  was  replaced  for  reasons  of  econ- 
omy by  U.  S.  engineer  dredge  Flood  Rock.  On  December  23  dredge 
Flood  Bock  was  run  into  and  sunk  during  a  heavy  fog  by  the  ferryboat 
Wiehawken,  A  contract  for  raising  the  sunken  dredge  was  made  with 
John  Austin,  of  Philadelphia,  Pa.,  March  8,  1894,  and  is  still  in  force. 
When  raised  the  dredge  will  be  repaired,  if,  on  examination,  it  is  con- 
sidered advantageous  to  do  so. 
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On  May  4  Morris  &  Camings's  dredge  Ifo.  6  was  again  employed  to 
remove  the  loose  masses  of  broken  rock,  and  continued  until  June  6, 
1894. 

On  l^ovember  22, 1893,  the  barge  Milton,  with  a  cargo  of  coal,  was 
wrecked  on  the  north  side  of  Eeef  off  Sunken  Meadow.  The  cargo  was 
at  once  removed  by  the  owners  and  several  unsuccessful  attempts  were 
made  to  raise  the  vessel.  On  January  20, 1894,  the  barge  slipped  off 
into  deep  water  adjacent  to  the  reef.  Two  of  her  masts  had  been 
removed  before  she  disappeared,  and  the  remaining  mast  was  broken 
oft'  immediately  above  the  deck  by  a  charge  of  dynamite.  The  wreck 
lies  in  85  feet  of  water,  with  50  feet  of  water  over  her  deck. 

The  following  table  shows  the  work  done  during  the  fiscal  year  and 
the  total  to  date  on  this  reef: 


Number  of  times  dome  was  lowered 

Number  of  hole^  drilled ^ 

Total  depth  of  holes  drilled feet. 

Actual  time  running  drilla hours. 

A  verage  depth  of  holes feet . 

Number  of  drill-hole  blasts  fired 

Pounds  of  explosive  used  (forcite  No.  2) 

Tons  of  broken  stone  raised  by  divers 

Tons  of  broken  stone  raised  by  pump 

Tons  of  broken  stone  raised  by  dredge 

To t  al  tons  rai  sed  and  dumped 

Total  cos t  of  work 

Cost  per  ton 


During 

Total  to 

fiscal  year. 

date. 

57 

70 

333 

432 

2.454 

3,151 

284 

353 

7.4 

7.3 

56 

69 

17,664 

22,823 

183 

239 

90 

131 

6,560 

7,227 

6.833 

7,597 

|28, 610. 62 

$34, 894. 57 

$4.19 

$4.60 

As  stated  in  the  Annual  Report  of  1893  the  amount  appropriated 
by  river  and  harbor  act  of  July  13, 1892,  was  sufficient  to  provide  for 
eighteen  months'  work,  and  in  the  absence  of  an  appropriation  for  the 
fiscal  year  ending  June  30, 1894,  operations  had  to  be  suspended  Decem- 
ber 28, 1893,  and  the  plant  laid  up. 

The  plant  belonging  to  this  work,  consisting  of  U.  S.  steam  drill  scow 
Gen.  John  Newton,  TJ.  S.  steam  drill  scow  Hudson,  U.  S.  tugs  Ant  and 
Oen.  A.  A.  Humphreys,  TJ.  S.  dredge  Hell  Gate,  TJ.  S.  %q\ioovlQV  Brenda, 
4  dump  scows,  1  tender  scow,  and  1  water  boat  have  been  laid  up  at 
the  engineer  wharf  at  Mill  Eock  since  January  1,  1894,  and  have  been 
cared  for  and  maintained. 

The  amount  that  can  be  profitably  expended  in  the  removal  of  obstruc- 
tions in  East  Eiver  and  Hell  Gate  during  the  fiscal  year  ending  June 
30,  1896,  is  $250,000,  to  be  applied  to  the  removal  of  Flood  Rock  and  of 
Reef  off  Sunken  Meadow,  and  the  removal  of  rocky  obstructions  at  such 
other  points  in  the  East  River  as  the  necessities  of  navigation  demand, 
notably  Charlotte  Rock  and  unnamed  rock  off  Twenty-sixth  street,  dis- 
covered in  1893. 

This  work  is  in  the  collection  district  of  New  York.  The  nearest  port  of  entry  is 
New  York  City.  The  nearest  light  is  Black  wells  Island  Light.  The  nearest  fort  is 
Fort  Columbus,  Governors  Island,  New  York  Harbor. 

AMOUNTS   APPROPRIATED. 

Act  of— 

July  25,  1868 $85,000.00 

April  10,  1869 178,300.00 

July  11,  1870 250,000.00 

March  3,  1871 250,000.00 

June  10,  1872 225,000,00 

March  3,  1873 225,000.00 

June  23,  1874 225,000.00 

March  3,  1875 250,000.00 
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Act  of— 

August  U,  1876 $230,000.00 

Juno  18, 1878 S50,000.00 

March  3, 1879 250,000.00 

JimoU,  1880 200,000.00 

March  3,  1881 200.000.00 

May  4,  1882 50,000.00 

August  2,  1882 200,000.00 

July  5,  1884 360,000.00 

Augusts,  1886 112,500.00 

Augnst  11,  1888 250,000.00 

September  19,  1890 200,000.00 

July  13,  1892 150,000.00 

Received  from  other  sources 3, 719. 62 

4,  264,  519. 62 

Deduct  amount  reverted  to  U.  S.  Treasury $3, 158. 55 

Deduct  amount  allotted  to  Harlem  River 11, 000. 00 

14, 158. 55 


4,250,361.07 


Amount  expended  to  June  30, 1894,  inclusive  of  outstanding  liabilities.  4, 238, 953. 49 

Money  statement, 

July  1,  1893,  balance  unexpended $64, 555.  AS 

June  30,  1894,  amount  expended  during  fiscal  year 53, 147. 90 

July  1,  1894,  balance  unexpenTled 11, 407. 58 

{Amount  (estimated)  recjuired  for  completion  of  existing  project 888, 840. 67 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  uno  30, 1896  200, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


COMMKRCIAL   STATISTICS. 

The  commercial  statistics  for  the  fiscal  year  ending  Juno  30,  1890,  have  remained 
practically  unchanged,  and  are  therefore  herein  repeated. 

The  registered  tonnage,  exclusive  of  coastwise  vessels  and  local  steamers,  so  far 
as  it  can  be  ascertained,  is  10,165,325  tons. 

The  commerce  of  the  East  River  is  so  intimately  connected  with  that  belonging 
to  New  York  Harbor  proper  that  it  is  impossible  to  make  a  separate  statement  for  it. 

The  following  list  of  vessels,  not  inclusive  of  daily  passenger  and  freight  steamers, 
passing  through  Hell  Gate  for  the  fiscal  year  ending  June30, 1890,  has  been  compiled 
from  the  maritime  records  at  Whitostone,  Long  Island,  kept  by  the  New  York  Herald : 


steamers  . 

Ships 

Barks 

BrigB 

Schooners 

Tugs 

Barges  ... 


Bound 

Bonnd 

east. 

south. 

642 

1.048 

23 

13 

115 

56 

80 

61 

5.493 

10,528 

2,612 


2,862 
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E  7. 
IMPROVEMENT  OF  NEWTOWN  CREEK,  NEW  YORK. 

Newtown  Creek  is  a  tidal  stream  about  4  miles  long,  running  through 
the  eastern  part  of  Brooklyn  and  emptying  into  the  East  Eiver  oppo- 
site Thirty-fourth  street,  New  York.  The  range  qf  tides  is  4^  feet, 
approximately,  but  the  bed  of  the  creek  has  no  natural  slope. 

In  1857  it  had  a  depth  of  about  17  feet,  which  had  decreased  in  1880 
to  about  12  J  feet  at  low  water  from  its  mouth  up  to  the  Vernon  avenue 
bridge,  a  distance  of  1,100  feet,  its  width  for  this  distance  being  about 
240  feet.  Thence  it  gradually  decreased  in  width  and  depth  until  at 
the  head  of  navigation,  where  the  Metropolitan  avenue  crosses  it,  there 
was  a  low- water  depth  of  about  4  feet,  and  a  width  of  about  100  feet. 

A  survey  of  this  creek  with  a  view  of  its  improvement  was  made  in 
1879  by  the  engineer  officer  then  in  charge,  to  comply  with  the  act  of 
March  3, 1879,  and  a  report  submitted  January  31,  1880.  The  project 
provided  for  dredging  a  channel  from  tbe  mouth  of  the  creek  to  Vernon 
avenue  bridge  200  feet  wide  and  from  21  to  22  feet  deep  at  low  water,, 
requiring  the  removal  of  145,000  cubic  yards  of  material,  chiefly  mud, 
the  cost  of  which  was  estimated  at  $36,250. 

Work  under  this  project  was  begun  in  1880,  but  by  reason  of  increased 
co8t  of  dredging  the  estimated  cost  was  increased  to  $44,050. 

Under  the  act  of  Congress  passed  August  2, 1882,  another  survey 
was  made,  and  a  report  submitted  December  26, 1883.  (Annual  Eeport 
Chief  of  Engineers,  1884,  p.  765.) 

The  new  project  provided  for  carrying  the  improvement  from  the 
Vernon  avenue  bridge  u]}  to  the  head  of  navigation  in  both  branches 
of  the  creek.  The  estimated  cost  of  executing  this  project  was  as  fol- 
lows: 

To  excavate  a  channel  18  feet  deep  and  175  feet  wide  from  Vernon  avenne 
bridge  to  the  Central  Oil  Works,  145,500  cubic  yards  excavation,  at  30 
cents  per  cubic  yard $43, 060 

Thence  15  feet  deep  and  from  125  to  loO  feet  wide  to  Queens  County  Oil 
Works,  101,600  cubic  yards  of  excavation,  at  35  cents  per  cubic  yard 35, 560 

Thence  12  feet  deep  and  125  to  150  feet  wide  to  Nichols's  Chemical  Works, 
52,600  cubic  yards  excavation,  at  40  cents  per  cubic  yard 21, 040 

Thence  10  feet  deep  and  100  to  125  feet  wide  to  the  head  of  navigation  on 
both  branches,  231,600  cubic  yards  excavation,  at  40  cents  per  cubic  yard.    92, 640 

Contingencies 19,229 

To  which  must  bo  added  the  revised  estimate  for  work  below  Vernon  avenue 
bridge,  before  given 44, 050 

Total  estimated  cost  of  improving  Newtown  Creek 255, 569 

The  appropriations  of  1884  and  1886  were  applied  in  deepening  the 
channel  from  the  entrance  to  Vernon  avenue  bridge  to  18  feet  mean  low 
water,  and  from  Maspeth  avenue  eastward  to  the  head  of  navigation 
10  feet,  mean  low  water.  The  amount  appropriated  up  to  and  Inclusive 
of  act  August  5,  1886,  was  $82,500,  of  which  amount  the  sum  of 
$50,750  has  been  applied  from  Vernon  avenue  bridge  to  the  East  River, 
and  $31,750  from  Covert  Dock  upstream  to  the  head  of  navigation  on 
both  branches.  These  appropriations  were  made  in  small  amounts  and 
at  wide  intervals,  and  the  work  done  by  them  gave  only  temporary 
relief.  According  to  these  methods  the  amounts  applicable  for  improve- 
ment at  the  entrance  were  about  sufficient  to  remove  deposits  which 
had  been  made  during  the  interval,  leaving  no  balance  for  increasing 
the  depth  beyond  20  feet.  The  improvement  could  not,  for  want  of 
funds,  be  extended  to  benefit  the  central  reach  of  the  river  above 
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Vernon  aveuue  bridge,  and  in  the  absence  of  secure  bulkheads 
dredging  in  the  upper  branches  was  of  little  avail.  It  would  have  been 
better  had  appropriations  been  made  in  such  a  way  that  the  improve- 
ment above  Vernon  avenue  bridge  could  have  been  executed  as  an 
extension  of  the  improvement  below  it.  Then,  as  the  improvement 
advanced  upstream,  the  wharves  along  the  banks  would  have  been 
benefited  progressively  and  in  proportion  to  their  importance. 

A  revised  estimate  for  the  improvement  was  made  in  1889  (Annual 
Report  Chief  of  Engineers,  1889,  Part  I,  p.  778),  after  the  results 
obtained  by  the  survey  of  January,  1889,  had  been  studied,  and  the 
cost  was  fixed  at  $170,580. 

In  preparing  the  new  project  for  the  improvement  it  was  kept  in 
mind  that  the  draft  of  vessels  going  above  Vernon  avenue  bridge, 
where  the  most  important  wharves  are  located,  was  limited  by  the  then 
available  depth  of  water,  and  that  many  vessels  had  to  be  lightered  at 
the  bar  to  facilitate  entrance  at  high  tide,  while  those  going  out  had 
to  complete  their  cargoes  after  they  reached  the  East  Kiver.  It  was 
therefore  thought  best  to  provide  for  21  feet  from  the  entrance  to 
Vernon  avenue  bridge,  18  feet  to  Central  Oil  Works,  15  feet  to  Queens 
County  Oil  Works,  12  feet  to  Nichols's  Chemical  Works,  and  10  feet 
to  Metropolitan  avenue  bridge,  on  both  branches. 

The  bed  of  the  creek  below  Vernon  avenue  bridge  is  variable  in 
character  below  the  plane  of  18  feet  mean  low  water.  Near  the  bar 
it  is  composed  of  sand  or  sand  and  clay  mixed;  but  as  the  bridge  is 
approached  it  grows  harder,  like  hardpan,  and  has  large  bowlders 
embedded  in  it.  The  creek  has  a  very  sluggish  current,  and  where 
there  are  no  bulkheads  the  deposits  arising  from  the  sewers  and  from 
the  degradation  of  the  soft  and  unstable  banks  cause  obstructions  to 
navigation,  for  which  annual  dredging  is  the  only  possible  relief. 

The  river  and  harbor  act  of  September  19, 1890,  appropriated  $35,000 
for  continuing  the  improvement,  which  was  applied  throughout  the 
main  river,  giving  21  feet  at  the  entrance  and  10  feet  at  the  head  of 
navigation.  In  the  "English  Kills,"  a  northern  branch  of  the  river 
skirting  Laurel  Hill,  a  channel  was  made  700  feet  long,  100  feet  wide, 
and  10  feet  deep,  mean  low  water.  The  contract  was  closed  August  24, 
1891. 

The  river  and  harbor  act  of  July  13,  1892,  appropriated  $35,000  for 
continuing  the  improvement.  The  work  provided  for  by  this  appro- 
priation was  let  to  contract,  as  stated  in  last  annual  report,  and  the 
project  under  it  was  completed  and  work  suspended  March  27, 1893. 

At  the  close  of  the  fiscal  year  the  channel  from  the  entrance  to  Vernon 
avenue  bridge  was  175  feet  wide  at  the  entrance  and  150  feet  wide  near 
the  bridge,  and  was  18  feet  deep,  mean  low  water.  The  channel  from 
Vernon  avenue  bridge  to  Central  Oil  Works  was  80  feet  wide  and  16 
feet  deep,  mean  low  water;  from  Central  Oil  Works  to  Queens  County- 
Oil  Works,  100  feet  wide  and  14  feet  deep;  from  Queens  County  Oil 
Works  to  Nichols's  Chemical  Works,  75  feet  wide  and  10  feet  deep;  from 
l^ichols's  Chemical  Works  to  Maspeth  avenue,  50  feet  wide  and  10  feet 
deep;  from  Maspeth  avenue  to  Metropolitan  avenue,  on  the  east  branch, 
100  feet  wide  and  10  feet  deep;  and  on  the  west  branch,  50  feet  wide 
and  10  feet  deep.  In  the  English  Kills  branch  the  channel  was  100 
feet  wide  and  8  feet  deep  from  Nichols's  Chemical  Works  to  a  point  700 
feet  to  the  eastward. 
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The  following  table  shows  the  location  and  characteristics  of  the 
several  bridges  crossing  Newtown  Creek: 


Name  and  location  of  bridge. 

Width 

of 
draw. 

bottom 
chord 
above 
moan 
high 
water. 

Kemarks. 

Vomon  avenuo 

Feet. 
63 

58 

65 

57 

62 

Feet, 
7.3 

8.9 

9.7 

5.8 

8.7 

Koad  bridge;  double  draw;  iron  on  wooden  pier; 

opens  by  hand  power. 
Road  bridge;  double  draw;  wood  on  wooden  pier; 

opens  bv  hand  i>ower. 
Boad  briage;  double  draw;  iron  on  stone  pier; 

opens  by  hand  power. 
Iron  on  stone  pior;   single  draw   road  bridge; 

opens  by  hana  power. 
Road  briage ;  double  draw;  iron  on  stone  pier; 

opens  by  hand  power. 

Blissville   bridge   (Green- 
point  avenue). 

Penny  bridge  (Meeker  ave- 
nue). 

Grand  street  bridge 

Metropolitan  avenue  bridge 
(Metropolitan  avenue  and 
Grand  street  junction). 

WORK  DONE  DURING  THE  FISCAL   YEAR  ENDING  JUNE  30,  1894. 

At  the  opening  of  the  fiscal  year  no  contract  was  in  force. 

Nothing  was  expended  daring  the  fiscal  year  ending  June  30, 1894. 

The  estimate  of  $78,000  recommended  for  the  fiscal  year  endiug  June. 
30, 1890,  will,  if  appropriated,  complete  the  project  of  1883,  and  if  the 
improvement  is  to  be  continued  thereafter  a  new  project  and  estimates 
will  be  required. 

The  Secretary  of  War  caused  a  notice,  dated  April  11, 1892,  to  be 
served  upon  the  supervisors  for  Kings  and  Queens  counties,  New  York, 
requiring  the  bridge  across  Newtown  Creek  at  Meeker  avenue  to  be  altered 
in  such  a  manner  as  to  place  the  outer  faces  of  the  abutments  on  the 
bulkhead  line  established  by  the  Secretary  of  War  December  29, 1890, 
and  to  provide  a  draw  opening  on  either  side  of  the  pivot  pier  65  feet 
wide  in  the  clear.  The  date  of  completion  first  fixed  at  October  1, 1892, 
was  afterwards  extended  to  January  1, 1893.  Owing  to  unavoidable 
delays,  the  alterations  were  not  completed  till  February  26, 1894,  at 
which  time  the  bridge  was  again  thrown  open  to  travel. 

The  first  public  hearing  in  the  matter  of  the  complaint  against  the 
Vernon  avenue  bridge  was  held  July  13, 1893.  After  many  postpone- 
ments, granted  at  the  request  of  the  supervisors,  who  expressed  them- 
selves anxious  to  replace  the  bridge  by  a  tunnel,  the  last  hearing  was 
held  November  20,  and  the  final  report  to  the  Chief  of  Engineers  was 
submitted  December  14, 1893.  In  the  report  it  was  recommended  that 
the  supervisors  of  Kings  and  Queens  counties,  owning  or  -Controlling 
the  bridges,  be  required  to  place  and  maintain  the  existing  bridge  in 
good  repair,  and  to  apply  and  maintain  a  modern  motor  attachment  to 
the  draws,  pending  action,  not  later  than  May  1, 1894,  by  the  State  leg- 
islature, expected  to  provide  for  the  construction  of  either  a  tunnel  or  a 
high  bridge  under  or  over  the  site  of  the  existing  bridge.  These  recom- 
mendations were  approved,  and  an  appropriate  notice  conforming  thereto 
was  served  upon  the  supervisors,  by  direction  of  the  Secretary  of  War, 
December  22, 1893. 

An  enabling  act  for  the  construction  of  a  tunnel  at  Vernon  avenue 
crossing  was  passed  by  the  State  legislature  in  May,  1894,  but  was 
vetoed  by  the  governor. 
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Ill  view  of  the  veto,  tlie  Secretary  of  War,  before  giving  final  judg- 
ment upon  the  matter  of  the  bridge^  directed  that  the  parties  in  interest 
should  have  another  and  final  hearing.  The  hearing  was  held  Wednes- 
day, J  une  20,  after  which  final  report  was  submitted  recomnuending  that 
the  requirements  contained  in  the  original  notice  of  tlya  Secretary  of 
War  served  upon  the  supervisors  December  22,  1893,  be  carried  out. 

This  work  is  in  tlic  collection  district  of  New  York;  nearest  port  of  entry,  New 
York  City  J  nearest  light- house,  Blackwells  Island  Light;  nearest  fort,  Fort 
Columbus. 

Amounts  appropria ted. 


Application. 


Dredging  below  Vernon  avenue  bridge 

Do 

Part  applied  above  Vernon  aveuno  bridge. 

Below  and  above  Vernon  avenue  bridge 

Newtown  Creek  and  Bay 

Do 

Do 


Total. 


Date. 


Jane  14, 1880 
Aug.  2,1882 
July  5,1884 
Aug.  5,1886 
Aug.  11, 1888 
Sept.  19. 1890 
July  13,1892 


ATnoimt. 


910,000 
15,000 
20,000 
37,500 
25,000 
as,  000 
35,000 


177,500 


Amount  expended  to  Juno  30,  1894,  inclusive  of  outstanding  liabilities,  $177,  500. 

Money  statement. 

(  Amount  (estimated)  required  for  completion  of  existing  project $78,  000. 00 

I  Amount  that  can  be  profitably  expended  in  iiscalyear  ending  June  30, 1896    78, 000. 00 
I  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
[    harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 


COMMERCIAL   .STATISTICS. 


The  commercial  statistics  for  the  fiscal  year  ending  June  30,  1890,  have  remained 
practically  unchanged,  and  are  therefore  herein  repeated. 

Imports  and  exports. 


Amount. 


Articles. 


Imported.    :  Exi>ortc<l. 


Oil. 


263, 040, 
440. 


Lumber feet,  IJ.  M. 

Coa  I i ton  8 . 

•^  Ceases... 

{gallons..       19,940,255 

Residuum do i      20,093,200 

Grain bushels. .  140, 000 

Brick 125,000,000 

Lime  and  cement barrels. .  260, 000 

Stone  and  sand tons. . !  105, 000 

Chalk do....;  20,000 

Tin,  lead,  iron,  and  steel do 9, 776 

(Ml  of  vitriol pounds..       20,457,437 

Jute,  hemp,  manila,  et« tons. .  ]  200, 000 

Empty  barrels  and  cases 577, 058 

Naphtha gallons 

Candles  and  wax pounds 

Separated  acid gallons 

Miscellaneo  us tons 


852  '  21,000,000 

410  ^. 


2,937,272 

20, 252, 557 

1,878,148 


500  I 
■ I 


1,(»6 

6,464,226 

11, 765, 064 

1,035,695 

24,075 


Value. 


^,930,994 

1,652,794 

2,900,000 

8.026,509 

623,438 

140,000 

650.000 

200.000 

107.000 

70,000 

905,791 

135,840 

2,000.000 

460,033 

381,983 


19.366 
2. 236, 521 


Totol 22,045,745 
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Vessels  arriving  and  departing. 


Class. 


Steamers 

Ships 

Barks 

Brigs 

Schoouen <. 

Lighters 

Barges 

Canal  boats 


Tonnage. 


15, 24C 

31,200 

87,500 

10,400 

, 113, 00 ' 

204, 40J 

556, 40  • 

306,80) 


9,274  I      2,824,941 


There  were  built  on  Newtown  Creek  23  new  vessels,  7,200  tons  capacity,  and  val- 
ued at  $265,000. 


E  8. 
IMPROVEMENT  OF  BUTTERMILK  CH.AJ^NEL,  NEW  YORK  HARBOR. 

Buttermilk  Channel  is  the  name  given  to  the  channel  which  separates 
Governors  Island,  at  the  mouth  of  the  East  Kiver,  New  York  Harbor, 
from  the  city  of  Brooklyn,  which  lies  east  of  it. 

The  channel  on  the  northwest  side  of  Governors  Island,  which  sepa- 
rat<^s  it  from  the  lower  end  of  tlie  city  of  New  York,  is  the  wider  and 
deeper  of  the  two,  and  is  the  channel  most  used  by  vessels  passing 
between  the  East  River  and  other  parts  of  New  York  Harbor. 

Buttermilk  Channel  was  formerly  obstructed  by  three  shoals: 

(1)  A  shoal  lying  above  and  northeast  of  Governors  Island,  project- 
ing into  Buttermilk  Channel  and  extending  over  to  the  main  channel 
on  the  other  side,  which  originally  had  a  least  depth  over  it  of  9J  feet 
at  mean  low  water. 

(2)  A  shoal  putting  out  from  Red  Hook  Point  on  the  Brooklyn  side, 
and  extending  up  the  eastern  side  of  the  channel  to  the  entrance  to  the 
Atlantic  Basin,  with  a  least  depth  on  it  of  about  6  feet  at  mean  low 
water  and  an  average  depth  of  from  10  feet  to  12  feet  mean  low  water. 

(3)  A  shoal  putting  out  from  the  southern  side  of  Governors  Island 
and  extending  toward  the  Red  Hook  Point  Shoal,  which  is  partly  dry 
at  mean  low  water. 

A  narrow  and  crooked  channel  about  30  feet  deep  lies  between  the 
two  latter  shoals. 

Between  the  tirst-mentioned  shoal  and  Governors  Island  there  was 
formerly  a  narrow  channel  with  30  feet  of  water  in  it,  and  between  this 
shoal  and  the  Brooklyn  shore  a  channel  ot  the  same  depth,  also  origi- 
nally narrow. 

The  line  of  docks  and  wharves  from  the  Brooklyn  bridge  down  to 
the  mouth  of  the  Atlantic  Basin  on  the  Brooklyn  side  is  one  of  the  most 
important  in  the  New  York  Harbor  and  this  part  oi  the  river,  extend- 
ing from  the  Brooklyn  bridge  to  Governors  Island,  was  formerly 
regarded  by  pilots  and  masters  of  vessels  as  one  of  the  most  difficult 
places  in  New  York  waters  to  carry  a  vessel  through  safely  on  acconnt 
of  this  shoal,  the  rapid  current,  and  the  enormous  traffic  passing  not 
only  up  and  down,  but  across  the  stream. 

Tows,  tugs,  small  steamers,  and  small  craft  generally,  in  passing  up 
and  down  this  part  of  the  East  River,  keep  to  the  New  York  side, 
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forcing  the  larger  class  of  sound  steamers,  ocean  steamers,  and  sea- 
going ships  in  tow  of  tugs  to  keep  over  toward  the  shoal  at  the  upper 
point  of  Governors  Island,  and  if,  as  was  often  the  case,  these  vessels 
were  obliged  to  stop  in  order  to  avoid  collision  with  terryboats,  sloops, 
and  canal-boat  tows,  they  were  liable  to  drift  upon  this  shoal. 

Upon  a  statement  of  these  difficulties,  made  by  shipping  merchants 
and  others  whose  business  lay  along  the  Brooklyn  wharves  between 
Wall  Street  Ferry  and  the  Atlantic  Basin,  a  survey  of  this  shoal  was 
ordered  in  1872,  and  a  project  for  its  improvement  was  adopted  in  1880. 

The  appropriations  made  by  the  several  river  and  harbor  acts  from 
June  4, 1880,  to  August  11, 1888,  both  inclusive,  have  been  so  applied 
as  to  complete  the  removal  of  this  shoal  to  a  depth  of  26  feet,  mean 
low  water,  at  an  estimated  cost  of  $346,000. 

The  contract  for  final  work  was  closed  July  3, 1891. 

The  river  and  harbor  act  of  September  19, 1890,  made  provision  for 
the  survey  of  Red  Hook  Shoal,  lying  at  the  southern  entrance  to  the 
Buttermilk  Channel, "  opposite  the  southeast  side  of  Governors  Island,'' 
and  the  report  thereon,  dated  October  17, 1890,  states  that  the  shoal 
contains  1,484,048  cubic  yards  of  material,  scow  measurement.  The 
estimated  cost  of  removal  was  $529,000. 

WORK  DONE   DURING  THE   FISCAL   YEAR  ENDING   JUNE  30,   1894. 

At  the  opening  of  the  fiscal  year  a  contract  was  in  force  with  the 
International  Contracting  Company  of  New  York  City,  dated  Septem- 
ber 26, 1892,  under  the  river  and  harbor  act  of  July  13, 1892,  appro- 
priating $100,000  for  continuing  the  improvement. 

This  contract  called  for  the  removal  of  340,000  cubic  yards,  more  or 
less,  at  32,^  cents  per  cubic  yard;  work  to  begin  December  15, 1892, 
and  to  be  completed  June  1, 1894. 

As  the  northern  part  of  this  shoal  was  composed  of  heavy  sand 
mixed  with  bowlders,  the  contractors  deemed  it  advisable  to  have 
plant  specially  built  for  its  removal. 

Immediately  after  the  contract  was  signed,  the  construction  of  the 
plant  was  let  to  contract,  but  it  was  not  till  early  in  the  following 
spring  that  it  was  delivered  for.  trial.  When  tried  the  plant  proved 
inadequate,  and  needed  many  changes  before  it  became  satisfactory  in 
its  operatio*tis. 

In  consequence  of  these  delays,  the  amount  which  had  been  removed 
at  the  close  of  the  fiscal  year,  June  .30,  1893,  was  only  32,308  cubic 
yards. 

During  the  year  which  has  just  closed,  the  results  have  bet^n  more 
satisfactory. 

Starting  at  red  buoy  No.  2,  which  marks  the  northwestern  edge  of 
the  shoal,  the  channel  has  been  widened  toward  the  Brooklyn  shore  by 
successive  cuts  carried  east  and  west  across  the  entire  shoal. 

At  the  close  of  the  year  11  such  cuts  have  been  made,  with  an 
aggregate  width  of  440  feet,  and  the  amount  of  material  removed  has 
been  345,090  cubic  yards. 

When  the  shoal  is  entirely  removed  Buttermilk  Channel,  south  and 
west  of  the  entrance  to  Atlantic  Basin,  will  be  1,000  feet  wide,  and  the 
set  of  the  currents  will  be  so  direct  along  the  southern  margin  of  Crov- 
ernors  Island  that  the  improved  depth  of  2()  feet  will  be  maintained  in 
the  channel  with  reasonable  certainty  without  requiring  the  construc- 
tion of  an  artificial  bank  upon  that  island  or  upon  the  shoal  extending 
from  it  to  the  southwestward. 
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The  amount  expended  during  the  fiscal  year  ending  June  30, 1894, 
inclusive  of  outstanding  liabilities,  was  $117,416,88. 

An  appropriation  of  $200,000  is  recommended  for  the  completion  of 
this  improvement,  which  is  required  to  facilitate  navigation  through 
Buttermilk  Channel,  now  obstructed  by  the  Eed  Hook  Shoal. 

This  work  is  in  the  collection  district  of  New  York.  The  nearest  port  of  entry  is 
New  York  City,  and  the  nearest  work  of  defense,  Fort  Columbus,  New  York  Harbor. 
The  nearest  light-house  is  Robbins  Reef. 

Amounts  appropriated. 


Application. 


Dredging . 

Do!.'.'.' 
Do.... 
Do.... 
Do.... 
Do.... 


ToUl 

deceived  from  other  sources  . 


Total . 


Date. 


Jnno  4, 1880 
Mar.  4, 1881 
Aug.  2, 1882 
July  5, 1884 
Aug.  5, 1886 
Aug.  11, 1888 
July  13,1892 


Amount. 


$60,000 
60.000 
60,000 
10.000 
56.250 

looiooo 

100,000 


446,250 
100 


446, 350 


Amount  expended  to  June  30, 1894,  inclusive  of  outstanding  liabilities,  $445, 413. 07. 

Money  statement 

July  1,  1893,  balance  unexpendwl $118,353.81 

June  30,  1894,  amount  expended  during  fiscal  year 117, 416. 88 

July  1,  18?4,  balance  unexpended 936.93 

{Amount  ^estimated)  required  for  completion  of  existing  project 404, 000. 00 
Amount  tnat  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896  200, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


COMMERCIAL  STATISTICS. 

The. commercial  statistics  for  the  fiscal  year  ending  June  30,  1890,  have  remained 
practically  unchanged,  and  are  therefore  herein  repeated. 

The  commerce  of  Buttermilk  Channel  is  so  intimately  connected  with  that  of  Now 
York  Harbor  that  it  is  impracticable  to  determine  the  amount  and  value. 

The  number  and  tonnage  of  vessels-  loading  and  unloading  at  the  Brooklyn  wharves 
immediately  fronting  on  Buttermilk  Channel  during  the  fiscal  year  ending  June  30, 
1890,  as  shown  by  the  Maritime  Register,  is  as  follows : 

Vcsaeh  arriving  and  departing. 


Class. 


Number. 


Tonnage. 


Steamers  . . . 

Shina 

Barks 

Brigs 

Schooners  . . 

Total . 


1,047 

1,430,192 

253 

389, 9D6 

1,832 

783,360 

312 

99,009 

714 

214,  200 

'    3,958 

2. 917. 34S 

This  does  not  include  the  numerous  lighters  and  canal  boats,  of  which  no  record 
is  kept. 
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£  g. 

IMPROVEMENT  OF  GOWANUS   BAY,  RED   HOOK.  GOWANUS  CREEK,  AND 
BAY  RIDGE  CHANNELS,  NEW  YORK  HARBOR. 

Gowaims  Bay  is  a  part  of  iN'ew  York  Harbor,  lying  at  the  mouth  of 
Gowanus  Creek,  in  the  southwestern  part  of  the  city  of  Brooklyn. 
The  depth  of  water  in  the  chajinel  was  formerly  7  to  12  feet  at  mean 
low  water,  which  was  wholly  insufficient  for  the  passage  of  the  vessels 
employed  in  the  commerce  of  the  district,  A  survey  of  Gowanus  Bay 
and  Creek  was  made  in  1880,  and  a  project  for  their  improvement  was 
submitted  in  January,  1881. 

This  project  provided  for  dredging  a  channel  on  the  north  side 
between  the  pier  lines  established  by  the  commissioners  appointed  by 
the  State  of  New  York  in  1875,  beginning  at  the  bay  and  extending  up 
the  creek  to  Haiuilton  avenue  bridge,  18  feet  at  mean  low  water,  and 
200  feet  wide,  except  for  the  upper  few  hundred  feet  near  the  bridge, 
where  the  width  was  to  be  gi*adually  reduced  from  200  feet  to  100  feet. 

The  total  length  of  the  proposed  channel  was  about  9,000  feet,  and 
the  total  estimated  cost  of  improvement  was  $182,500. 

The  proposed  channel,  however,  did  not  follow  the  old  channel  at  the 
mouth  of  the  creek,  since  the  pier  line  estjiblished  by  the  State  com- 
mission of  1875  crossed  the  old  channel  at  that  point  and  encroached 
upon  the  water  grant  of  the  riparian  owners. 

The  owners  of  this  property,  Messrs.  Beard  &  Eobinson,  were 
anxious,  nevertheless,  to  have  the  old  channel  improved  instead  of 
having  the  new  one  formed,  as  proposed,  outside  of  the  established  pier 
line,  but  as  this  could  not  be  done  they  surrendered  their  right  tj  build 
out  to  the  pier  line.  They  signed  a  paper  relinquishing  their  right  to 
build  piers  which  should  obstruct  the  old  channel  so  long  as  that  chan- 
nel should  be  permitted  to  exist;  and  the  Maritime  Association  of  New 
York  at  the  same  time  petitioned  that  the  old  channel  should  be  kept 
open.  As  the  improvement  of  this  channel  would, however,  help  only 
the  land  near  it  on  the  north  side,  and  not  at  all  that  which  lay  on  the 
opposite  or  southerly  side  of  the  creek,  the  local  officer  recommended 
that  the  conflict  of  interests  should  be  settled  by  dredging  the  natural 
channel  from  the  Hamilton  avenue  bridge  down  to  the  southwest 
corner  of  the  Erie  Basin;  and  that  from  that  point  two  channels  be 
dredged,  t)ne  running  northerly  along  the  west  side  of  the  Erie  Basin 
to  deep  water,  near  Eed  Hook,  and  the  other  running  across  the  bay 
at  the  entrance  and  thence  southerly  along  the  wharves  on  the  south 
side  of  the  bay,  toward  Bay  liidge. 

Both  of  these  channels  were  to  be  200  feet  wide  and  18  feet  deep  at 
mean  low  water. 

This  project  required  for  its  execution  a  larger  amount  of  work  than 
the  original  scheme  called  for,  namely: 

The  excavation  of  583,530  cubic  yards  of  material,  which,  at  30  cents  per 

cubic  yard,  would  cost $175, 059. 00 

Contingencies,  10  per  cent 17, 505. 90 

Total * 192,5^4.90 

In  the  absence  of  any  special  governmental  legislation  legal  measures 
conforming  to  State  requirements  and  necessary  for  securing  the  right 
of  way  across  Beard  &  Kobinson's  property,  at  the  mouth  of  the  creek, 
were  completed  satisfactorily,  after  some  delay,  in  May,  1883,  and 
under  appropriations  of  1881, 1882,  and  1883  the  proposed  lied  Hook 
branch  of  the  cbannel  was  dredged  100  feet  wide  for  a  length  of  2,000 
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feet,  measured  from  Eed  Hook  5  and  the  southern  channel,  running 
toward  Bay  Kidge,  wa«  begun  at  the  southern  end  and  carried  north- 
ward for  a  distance  of  1,900  feet,  to  near  Forty-third  street,  with 
depths  varying  from  21  to  17  feet,  except  for  a  few  hundred  feet  at  the 
upper  end  on  the  eastern  side,  where  the  last  cut  was  left  unfinished. 

The  sum  of  $7,500  was  appropriated  by  the  act  of  Augusts,  1886, 
and  was  applied  toward  the  improvement  of  the  Eed  'Hook  and 
Gowanus  Creek  Channel,  which  at  the  close  of  the  contract  for  dr§4g- 
ing,  March  12,  1887,  was  200  feet  wide  and  18  feet  deep  from  the 
entrance  to  the  foot  of  Court  street,  Brooklyn,  and  thence  40  feeet  wide 
and  15  feet  deep  to  Sigourney  street. 

A  sketch  of  the  work,  June  30,  1885,  may  be  found  in  the  Annual 
Keport  Chief  of  Engineers  for  that  year^  Part  I,  p.  672. 

tTnder  the  estimates  of  $192,564.90,  only  $72,500  had  been  appro- 
priated to  June  30,  1887. 

In  the  Annual  Eeport  for  1888,  p.  615,  the  local  officer  stated  that 
the  dimensions  previously  adopted  for  the  two  channels  were  too  small 
in  view  of  the  great  increase  in  length  and  draft  which  had  taken 
place  lately  in  the  construction  of  sea-going  vessels,  especially  steamers, 
and  recommended  that  the  depth  of  these  channels  be  increased  to  21 
feet  mean  low  water,  and  their  width  to  400  feet,  while  to  facilitate  the 
handling  of  vessels  in  the  contracted  space  near  the  mouth  of  Gowanus 
Creek,  and  to  enable  those  drawing  21  feet  of  water  to  pass  directly 
from  the  Bay  Eidge  Channel  at  Fortieth  street  to  the  Eed  Hook  Chan- 
nel at  the  southwestern  entrance  to  Erie  Basin,  without  requiring  them 
to  go  to  the  junction  of  the  channels  at  Twenty-eighth  street,  it  was 
fortlier  recommended  that  the  triangular  shoal  area  separating  the  two 
channels  at  the  entrance  be  deepened  to  21  feet  mean  low  water. 

It  was  estimated  that  these  changes  would  involve  the  removal  of 
1,346,000  cubic  yards  of  material,  measured  in  place,  as  follows : 

Red  Hook  Channel  (from  entrance  to  Kenry  street): 

To  deepen  it  to  21  feet cnbic  yards. .        70, 000 

To  widen  it  to  400  feet do 100,000 

Total 170,000 

Gowanus  Creek  Channel  (from  Henry  street  to  Hamilton  avenue  bridge) : 

To  deepen  it  to  21  feet cubic  yards. .      350, 000 

To  cut  away  at  the  angle do 3(X),000 

Total 650,000 

Bay  Ridge  Channel  (from  Twenty-eighth   street  to   Sixteenth   street, 
South  Brooklyn) : 

To  deepen  it  to  21  feet cubic  yards. .      250, 000 

To  widen  it  to  400  feet do....      275,000 

Total 525,000 

Total,  in  place cubic  yards..  1,345,(KX) 

Which,  at  40  cents  per  cubic  yard,  would  cost $538, 000 

Contingencies 62, 000 

Total 600,000 

The  river  and  harbor  act  of  August  11, 1888,  making  appropriations 
for  continuing  the  improvement,  reads  as  follows: 

Continuing  the  improvement  by  dredging  to  21  feet  mean  low  water,  and  widen- 
ing the  channel  to  400  feet  on  the  northerly  side  fVom  the  foot  of  Percival  street 
along  the  wharves  to  the  23-foot  curve  opposite  the  entrance  to  Erie  Basin,  $60,000. 
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Tills  x>rovi(ied  for  the  commencement  of  the  first  and  second  parts  of 
the  project  recommended  in  1888.  The  required  width  of  400  feet  at 
the  entrance  could  not  be  obtained  without  dredging  inside  the  pier- 
head and  bulkhead  line  established  by  the  State  in  1875,  and  the  upper 
3,000  feet  of  the  creek  could  not  be  made  400  feet  wide  without  inter- 
fering with  the  vested  rights  of  property  on  the  west  side  to  such  a 
degree  as  to  practically  prohibit  the  execution  of  the  project.  The 
project  which  was  accordingly  adopted  for  the  application  of  the  appro- 
priation provided  that  the  channel  to  be  ultimately  dredged  should  be 
400  feet  -sride  from  the  entrance  to  the  eastern  end  of  the  Erie  Basin, 
and  carried  thence  250  feet  wide  to  the  foot  of  Percival  street,  where 
provision  would  be  made  again  for  widening  the  channel  by  dredging 
out  the  three  triangular  spaces  or  slips  on  the  north  side  immediately 
below  that  street. 

Operations  under  the  contract  of  February  27, 1889,  for  the  removal 
of  300,000  cubic  yards  of  material  from  Red  Hook  and  Gowanus  Creek 
channels,  extending  from  the  entrance  near  the  western  entrance  to 
Erie  Basin  to  Percival  street,  were  completed  February  26, 1891,  and 
the  channel  was  then  throughout  100  feet  wide  and  21  feet  deep,  mean 
low  water. 

The  river  and  harbor  act  of  September  19, 1890,  appropriated  $60,000 
for  improving  the  channel  at  Gowanus  Bay,  New  York,  to  be  applied 
on  the  northerly  side  (Red  Hook  and  Gowanus  Creek  channels),  from  the 
foot  of  Percival  street  along  the  wharves  to  the  23-foot  curve  opposite 
the  entrance  to  the  Erie  basin. 

The  contract  for  this  work,  which  was  dated  January  8,  1891,  was 
completed  April  30,  1892.  The  channel  was  then  230  feet  wide  from 
entrance  to  Twenty-eighth  street  and  160  feet  wide  thence  to  Percival 
street. 

The  same  act  appropriated  $100,000  for  a  channel  400  feet  wide  and 
21  feet  deep  on  the  south  shore  (Bay  Ridge  Channel),  from  Twenty- 
eighth  street  south  along  that  shore  to  the  21.foot  curve  near  Bay 
Ridge. 

The  contract  for  this  work,  dated  January  8, 1891,  was  completed 
June  18,  1892.  The  channel  was  then  120  feet  wide  from  Twenty- 
eighth  street  to  Thirty-ninth  street  and  90  feet  wide  thence  to  Six- 
tieth street. 

The  adopted  project  for  the  improvement  of  Gowanus  Bay,  therefore, 
contemplates  a  channel  on  the  north  and  south  sides  of  the  bay  each 
400  feet  wide  and  21  feet  deep  at  mean  low  water,  and  the  removal  also 
to  the  depth  of  21  feet  of  the  triangular  shoal  at  the  entrance  to  the 
bay  embraced  between  the  two  channels. 

The  river  and  harbor  act  dated  July  13, 1892,  made  an  appropriation 
for  continuing  the  improvement  of  Gowanus  Bay  channels  of  $100,000, 
"for  distribution  by  allotment  between  the  Red  Hook  and  Gowanus  Creek 
channels,  at  the  discretion,  of  the  Secretary  of  War."  The  allotment, 
as  made  by  the  Secretary  of  War,  was  $58,000  for  the  former  and  $42,000 
for  the  latter. 

The  same  act  appropriated  $98,600  for  completing  the  improvement 
of  Bay  Ridge  Channel. 

Harbor  lines  were  established  by  the  Secretary  of  War  March  4, 1890, 
on  both  shores  of  Gowanus  Bay. 

To  remove  any  misapprehension  as  to  their  exact  location  on  the 
north  ahorcj  it  seems  best  to  repeat  that  the  pierhead  and  bulkhead 
lines  so  established  are  coincident  throughout  from  the  foot  of  Ferris 
street  to  Hamilton  avenue,  South  Brooklyn.    They  lie  exUrior  to  the 
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Urie  Basin  and  follow  to  the  foot  of  Court  street  the  exterior  sea-wall 
line  established  by  chapter  298,  Laws  of  the  State  of  New  York,  1875; 
and  thence  to  Hamilton  avenue  follow  the  bulkhead  line  established 
by  chapter  763,  Laws  of  K^ew  York,  1857. 

In  regard  to  the  harbor  lines  for  the  south  shore  of  Gowanus  Bay 
(along  the  Bay  Eidge  Channel),  adopted  by  the  Secretary  of  War  March 
4,1890,  attention  is  invited  to  thefact  that  "the  piers  between  theadopted 
pier  and  bulkhead  lines  may  be  filled  with  solid  material  when  an  equal 
tidal  prism  is  provided  in  compensation  therefor  behind  the  authorized 
bulkhead  lines  and  adjacent  to  said  piers."  (Annual  Beport  Chief  of 
Engineers,  1890,  p.  815.) 

WORK  DONE  DURING   THE   FISCAL   YEAR  ENDING  JUNE   30,  1894. 

General  improvement^  Bed  Hook  and  Gowanus  OreeJc  channels. — 
At  the  opening  of  the  fiscal  year  a  contract  was  in  force  with  The 
International  Contracting  Company,  dated  January  0,  1893,  for  the 
improvement  of  the  three  channels  under  appropriation  of  river  and 
harbor  act  of  July  13, 1892.  The  quantity  of  material  to  be  removed 
was  1,285,000  cubic  yards,  at  the  price  of  13.7  cents  per  cubic  yard, 
distributed  as  follows: 

Cubic  yards. 

Red  Hook  Channel 370^000 

Gowanus  Creek  Channel 275,000 

Bay  Ridge  Channel &10,000 

As  work  did  not  begin  under  this  contract  until  May  22, 1893,  the 
quantity  removed  from  Eed  Hook  and  Gowanus  Creek  channels  prior 
to  July  1, 1893,  was  only  13,331  cubic  yards.  During  the  year  the 
contractor  has  generally  had  two  machines  constantly  at  work,  and 
the  quantity  of  material  removed  was  342,270  cubic  yards. 

The  project  for  the  improvement  of  Red  Hook  Channel,  affording  a 
waterway  400  feet  wide  and  21  feet  deep,  mean  low  water,  will  proba- 
bly be  completed  in  October,  1894. 

The  project  for  Gowanus  Creek  Channel  will  not  be  completed  till 
sometime  in  the  autumn.  At  the  close  of  the  fiscal  year  it  is  215  feet 
wide  at  Henry  street  and  185  feet  wide  at  Percival  street,  and  21  feet 
deep. 

The  amount  expended  on  these  two  channels  during  the  fiscal  year 
ending  June  30, 1894,  inclusive  of  outstanding  liabilities,  was  $56,298.01. 

Bay  Bidge  Channel. — At  the  opening  of  the  fiscal  year  a  contract  was 
in  force  with  The  International  Contracting  Company,  dated  January 
6, 1893,  for  the  removal  of  640,000  cubic  yards  of  material.  Operations 
under  the  contract  began  June  17, 1893,  and  the  quantity. removed 
prior  to  July  1,  1893,  was  6,996  cubic  yards. 

The  contractor's  plant,  as  it  came  from  the  manufacturers,  was  defect- 
ive in  many  respects,  and  the  results  of  the  spring  work  proving  less 
satisfactory  than  the  requirements  demanded  of  so  large  a  contract,  an 
effort  was  made  by  this  office  in  June,  with  the  approval  of  the  eon- 
tractor,  to  supplement  the  plant  by  an  open-market  agreement  with 
other  contractors,  at  a  price  not  exceeding  the  contract  price  of  13.7 
cents  per  cubic  yard. 

After  inviting  proposals  from  the  largest  contractors  in  the  city,  the 
local  officer  was  authorized  by  the  Secretary  of  War  June  29, 1893,  to 
make  an  open-market  agreement  with  Mr.  James  D.  Leary,  in  accord- 
ance with  his  proposal  dated  June  6,  1893,  for  the  removal  of  640,000 
cubic  yards  at  13|  cents  per  cubic  yard. 
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The  proposal  of  Mr.  Leary  was  accepted  July  5,  and  this  contractor 
immediately  thereafter  began  work  with  a  plant  consisting  of  two  large 
dredges,  which  at  times  during  the  year  was  increased  to  three  dredges. 

The  quantity  removed  during  the  year  was  509,867  cubic  yards.  The 
Bay  Eidge  Channel  is  now  375  feet  wide  and  21  feet  deep  from  Twenty- 
eighth  street  to  Forty-second  street.  South  Brooklyn.  The  contract 
will  be  completed,  it  is  expected,  August  1,  1894. 

The  amount  expended  on  this  channel  during  the  fiscal  year  ending 
June  30, 1894,  inclusive  of  outstanding  liabilities,  was  $76,675.97. 

The  low  prices  at  which  work  is  being  done  under  existing  contracts 
will  materially  diminish  the  estimated  cost  of  the  project.  The  appro- 
priation made  by  act  of  July  13, 1892,  will  complete  the  projects  for  the 
Red  Hook,  Gowanus  Creek,  ana  Bay  Ridge  channels,  but  will  not  pro- 
vide for  the  removal  of  the  triangular  area  lying  between  them  at  the 
entrance  to  the  bay. 

The  work  remaining  to  be  done,  if  no  large  shoaling  has  taken  place  in 
the  improved  channels,  calls  for  the  removal  of  500,000  cubic  yards  of 
material,  at  an  estimated  cost  of  $125,000^  approximately,  including 
expenses  of  engineering  and  inspection. 

The  sum  of  $125,000  is  recommended  for  the  fiscal  year  ending  June 
30, 1896,  for  application  in  completing  the  existing  project  for  imi)rove- 
ment. 

Gowanus  Bay  is  in  the  collection  district  of  New  York.  Nearest  light,  Kobbins 
Reef.  Nearest  work  of  defense,  the  fort  on  Governors  Island,  1  mile  to  the  north- 
ward. 

Amounts  appropi-iaicd. 


Application. 

Date. 



Mar.    3,1881 
Aug.   2,1882 
July    5,1884 
Aug.   5,1886 
Aug.  11,1888 
Sept.  19,1890 
July  13,1892 

Auiouut. 

Dredging  

$iO,  000 
23,000 

Do 

Do 

5,000 

Do 

7,51)0 

Do 

60.000 

Do 

160,  OiK) 

Do -  - -- 

198,600 

Total 

491, 100 

Amount  expended  to  Juno  30,  1894,  inclusive  of  outstanding  liabilities.. $425, 278.07 

Money  statement. 

July  1,  1893.  balance  unexpended $198, 795. 91 

June  30,  1894,  amount  expended  during  fiscal  year 110, 892. 34 

July  1,  1894,  balance  unexpended 87,903.57 

July  1,  1894,  outstanding  liabilities $22, 081. 64 

July  1,  1894,  amount  covered  by  uncompleted  contracts 56, 487. 27 

78,568.91 

July  1,  1894,  balance  available 9,334.66 

{Amount  (estimated)  recjuired  for  completion  of  existing  project 281, 400. 00 
Amount  that  can  be  prohtably  expended  in  fiscal  year  ending  June  30, 1896  125, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 


Digitized  by  VjOOQIC 


APPENDIX   E — REPORT  OP  LIEUT.  COL.  GILLESPIE. 


769 


COMMERCIAL  STATISTICS. 

The  commercial  statistics  for  the  fiscal  year  ending;  June  30, 1890,  have  remained 
practioally  unchanged,  and  are  therefore  herein  repeated. 

[For  the  year  ending  December  31,  1889.] 

Receipts  and  $kipmenU, 


Articles. 

QnanUty. 

Value. 

Coal 

tone . . 

687,000 

202,000,000 

147, 000, 000 

460.000 

2,750.000 

230,000 

75,000 

$2,748,000 

Brick 

number. . 

1, 414, 000 

Lumber 

feet,B.M.. 

2,940,000 

liime,  etc 

barrels . . 

690,000 

Grain 

bushels.. 

1,100,000 
805,000 

Ice 

tons -  - 

RooflDf?  tar 

barrpla . . 

225,000 

BiiiUlinir  stone,  etc 

647,000 

2,500,000 

Total 

13, 069, 000 

1 

Vessels  at*riving  and  depariipg  helovo  Hamilton  avenue  bridge. 


Class. 


Number.     Tonnage. 


Steamers  . . 

Ships 

Barks 

Brigs 

Schooners  . 

Total 


46 
68 


281 


83,211 
105, 741 
441,014 
17,627 
57,392 


655,585 


Vessels  arriving  and  departing  above  Hamilton  avenue  bridge  (record  of  bridge-tender). 


I    Times      vp.„„i„  I  Daily 

i   '^P*'"?*^  '   pissed    I  K«*^«t«re<l    average 

'.A.  tErgtJ •■>■"■««••  I "^iiTeSr 


Juncl,  1889,  to  May  31,  1890 8,624 

1880 7.  G32 

Increase 092 


7,068 
0,071 


1,430,664 
i»85.  431 


1,  597 


440, 233 


21 


Classijication  of  tcsseh. 


Schooners . . 

SIoo|m 

Barges 

Canul  boats 

Total. 


v,.«,i»  «    Repintered    t^,^** 
^  umber.     <,-^,,ge^      Draft. 


1,  393 

972 

1,625 

3,078 


172, 738 

02.  025 

409,486 

785,  515 


7. 668       1, 430. 664 


Feet. 
0tol2 
6tol(> 
6to   ft 
6U>   8 


Tho  increase  in  value  of  receipts  and  shipments  compared  with  1887  is  $749,000. 
It  is  believed  that  the  values  as  stated  in  1887  are  too  large,  and  that  the  true  increase 
is  very  much  larger. 


ENa  94- 


-49 
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BAY   RI»GE   CUAXXEL. 

[These  siatistics  are  not  htcintled  in  the  previous  tftl>l«.) 

Itcccipta  anil  shipments. 


Articles.  j      Valae. 


Aabe»to8  cement,  paint,  and  roofing $2,223,000 

Brick  and  lumber 350,  OOJ 

Expi»rt  Hugiir  machinery  and  castings 175, 000 

Pot  roloiim  and  i ts  products 3, 300,  OW 

Pb  o»p  h  ates 350, 000 

Ship  and  yacht  bnilding.  dry  docks,  machine  and  boiler  works,  and  other  industries 1  1,  OUO,  000 

Total 7.400.000 


There  are  lar^^e  factories  and  piers  building  along  the  line  of  the  channel,  which 
will  enhance  the  tonnage  and  valnes. 

Of  larger  vebsels,  sach  as  ships,  harks,  etc.,  about  300  have  been  at  the  docks. 
From  observation  it  is  estimated  that  there  are  about  1,200  of  smaller  craft. 


E  lo. 
IMPROVEMENT  OF  NEW  YORK  HARBOR,  NEW  YORK. 

New  York  Harbor  is  the  name  applied  to  tlie  waters  surrounding  the 
city  of  New  York,  comprising  parts  of  the  Hudson,  East,  and  Harlem 
nvers,  and  the  Upper  and  Lower  bays,  lying,  respectively,  inside  and 
outside  of  the  Narrows  and  between  the  Long  Island,  Staten  Island,  and 
New  Jersey  shores. 

The  city  of  New  York,  from  which  the  harbor  takes  its  name,  lies  at 
the  mouth  of  tlie  Hudson  River  at  its  junction  with  the  East  River,  and 
with  the  adjacent  cities  of  Brooklyn  and  Jersey  City,  which  are  but  the 
natural  outgrowths  of  New  York  energy  and  enterprise,  includes  a  popu-. 
lation  of  nearly  3,000,000  inhabitants,  which  is  more  than  the  population 
of  any  State  in  the  Union,  expepting  New  York,  Pennsylvania,  Ohio, 
Illinois,  and  Missouri, 

At  this  port  two- thirds  of  the  merchandise  imported  into  the  United 
States  is  received,  and  two-thirds  of  the  import  duties  are  collected. 
From  this  port  are  sent  one-half  of  the  domestic  products  of  the  country 
which  are  exported,  and  here  one-half  of  the  foreign  tonnage  trading 
with  the  United  States  enters.  Three-fourths  of  the  passengers  travel- 
ing between  the  United  States  and  foreign  countries  come  and  go  by 
the  way  of  New  York,  and  three-fifths  of  all  immigrants  land  at  this 
port. 

New  York  Harbor  ha«  two  entrances,  one  by  the  East  River  and 
Hell  Gate,  leading  into  Long  Island  Sound,  used  chiefly  by  vessels 
trading  between  New  York,  the  Eastern  States,  and  British  American 
Provinces;  the  other,  which  is  the  main  entrance,  leading  out  through 
the  Narrows,  by  Sandy  Hook,  directly  into  the  Atlantic  Ocean,  and 
used  by  all  the  transatlantic  steamers  and  vessels. 

The  Hell  Gate  entrance  has  been  in  course  of  improvement  since 
1869,  and  with  its  successful  completion — which  is  now  assured  within 
a  few  years — and  with  the  steady  growth  of  the  city  toward  the  north 
it  must  come  more  than  ever  into  use  by  foreign-bound  vessels. 

The  main  or  Sandy  Hook  entrance  into  New  York  Harbor  is  one  of 
the  best  in  the  world.  The  channel  prior  to  1884  was  less  than  24  feet 
deep  at  mean  low  water,  and  nearly  29  feet  at  mean  high  water,  with 
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abundant  breadtb,  and  was  amplo  for  all  the  commercial  requirements 
of  the  port  until  the  great  increase  in  the  lengthy  t^>niiage,  and  dralt 
of  the  transatlantic  passenger  steamers  nnide  further  deepening  neces- 
sary in  order  to  prevent  the  delays  to  which  they  were  subjectetl  by 
having  to  wait  for  high  water  in  order  to  pass  either  in'or  out. 

Before  the  improvement  of  the  Main  Ship  Channel  into  New  York 
Harbor  was  undertaken  by  the  United  States  it  was  obstructed  by 
four  shoals^  as  follows: 

1.  The  outer  bar,  about  4,000  feet  wide,  the  channel  across  which  is 
known  asGedney  Channel,  where  there  were  depths  of  23.7  feet  in  mid- 
channel  and  22.3  feet  in  the  southern  half. 

2.  The  shoal  at  the  mouth  of  the  Swash  Channel,  about  4.000  feet 
wide,  where  the  depth  was  24.3  feet 

The  channel  across  this  shoal  has  been  named  the  Bayside  Channel. 

3.  The  shoal  northwest  of  Sandy  Hook,  about  2,000  feet  wide,  on 
which  the  least  depth  was  26.2  feet. 

4.  The  shoal  in  the  Main  Ship  Channel  in  the  Lower  Bay,  west  of 
Flynn  Knoll,  nearly  3  miles  long,  on  the  crest  of  which  the  depth  was 
only  23.0  feet  in  mid-channel,  with  depths  of  22.6  feet  within  a  few 
hundred  feet  of  the  mid-channel  range. 

A  large  proportion  of  the  vast  commerce  of  the  port,  which  was 
carried  on  in  vessels  of  great  draft,  could  only  cross  these  shoals  at  or 
near  high  water. 

The  reasonable  demand  which  had  been  made  in  1884  by  commercial 
bodies  residing  in  New  York  City,  that  increased  facilities  should  be 
aflbrded  for  entering  the  port  of  New  York  by  the  Sandy  Hook  route, 
was  recognized  in  the  river  and  harbor  act  of  July  5, 1884,  which  pro- 
vided for  "deepening  Gednev  Channel  through  Sandy  Hook  Bar,  New 
York,  $200,000.'' 

A  few  words  upon  the  subject  of  the  lower  harbor  and  of  the  various 
channels  across  the  bar  at  the  entrance  are  here  necessary  for  a  proper 
understanding  of  the  causes  which  led  to  the  adoption  of  the  Main 
Ship  Channel  for  improvement. 

Gedney  Channel  is  the  main  channel  across  the  ocean  bar,  lying  at 
the  entrance  to  New  York  Harbor,  about  3  miles  outside  of  Sandy 
Hook,  and  east  by  north  of  it.  Sandy  Hook  lies  about  9  miles  outside 
of  and  nearly  south  from  the  Narrows,  which  is  the  name  given  to  the 
strait  separating  the  nearest  points  of  Long  Island  and  Staten  Island ; 
and  the  Narrows,  in  turn,  are  about  7  miles  south  from  the  Battery  at 
the  extreme  southern  end  of  Manhattan  Island,  upon  w^hich  New  York 
is  situated.  The  Narrows  are  about  1  mile  wide.  That  part  of  New 
York  Harbor  lying  outside  of  the  Narrows  is  commonly  known  as 
the  **  Lower  Bay." 

From  the  Narrows  northwai^  to  New  York  City  there  is  no  water 
less  than  6  fathoms  (36  feet)  deep  in  the  main  channel. 

Lower  Bay  is  a  large  tidal  basin,  with  an  area  of  about  100  square 
miles,  estimating  inside  or  northward  and  westward  of  a  line  drawn 
irom  Sandy  Hook  to  Coney  Island. 

The  western  end  of  the  bay  formed  by  Sandy  Hook,  the  adjacent 
Jersey  shore,  and  Staten  Island,  is  known  as  Baritan  Bay,  and  the 
southern  part  of  it  inside  the  peninsula  of  Sandy  Hook  is  known  as 
Sandy  Hook  Bay,  or  more  commonly  as  the  Horseshoe. 

From  the  northwest  around  by  the  east  to  south-southeast  the  Lower 
Bay  is  oi)en  to  the  full  sweep  of  the  Atlantic  Ocean. 

From  the  Narrows  to  the  northern  point  of  Sandy  Hook  is  about  9 
miles,  but  the  shortest  distance  across  the  bay  from  the  point  of  Sandy 
Hook  to  Coney  Island  is  7  miles.    The  water  cross  section  on  this  line 
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at  mean  low  water  is  about  790,000  square  feet,  through  which  the 
ineau  velocity  is  approximately  1.6  feet  per  second;  but  the  maxiamm 
velocities  are  approximately  twice  as  great.  (Board  of  Engineers' 
Keport  for  1884.) 

At  the  Narrows  the  channel  is  about  1  mile  wide  and  70  feet  deep, 
with  depths  in  it  of  over  100  feet. 

Below  the  Narrows  there  is  one  main  channel,  commonly  known  as 
the  Main  Ship  Channel,  running  southward  to  a  point  about  1  mile 
west  of  the  upper  end  of  Sandy  Hook ;  thence  turning  at  right  angles 
northward  and  eastward  for  4  miles  to  the  head  of  Gedney  Channel, 
and  thence  through  Gedney  Channel  east  to  the  deep  waters  of  the 
ocean. 

But  along  and  inside  the  above-mentioned  cross  section,  7  miles, 
between  Sandy  Hook  and  Coney  Island,  there  is  a  wide  shoal  with  five 
distinct  channels  of  varying  depths  running  through  it  seaward  and 
eastward. 

They  lie  in  the  following  order,  beginning  at  the  northward : 

(i)  The  Coney  Island  Channel. — In  which  the  navigable  depth  at  mean 
low  water  is  10  feet. 

{3)  The  Fouri^n-foot  Channel. — In  which  the  navigable  depth  at 
mean  low  water  is  16  feet. 

(S)  The  East  Channel, — In  which  the  navigable  depth  of  water  is  19 
feet. 

(4)  The  S trash  Channel. — Through  which  22  feet  can  be  carried  at 
mean  low  water  in  a  narrow  channel. 

(5)  The  Main  Shi^p  Channel. — In  which,  prior  to  1885,  24  feet  only 
could  be  carried  through  different  reaches  with  lumps  in  them,  over 
which  the  depth  was  only  23.3  feet  at  mean  low  water.  The  northern 
reaxjh,  which  passes  along  the  west  side  of  Flynn  Knoll,  is  maintained 
by  tidal  flow  through  the  Narrows;  and  the  southern  reach,  along 
Sandy  Hook,  is  maintained  by  tidal  flow  through  Raritan  Bay. 

These  five  channels  are  separated  by  shoals  with  from  4  to  18  feet  of 
water  over  them  at  mean  low  water. 

The  first  three  of  these  channels  head  directly  out  into  the  open  sea; 
but  the  two  latter  converge  into  an  area  of  about  2  miles  square,  lying 
north  and  east  of  Sandy  Hook,  which  has  a  depth  in  it  of  30  feet  of 
water  and  over,  and  from  this  deep  area  two  channels  lead  eastward 
into  the  open  sea  over  the  outer  bar,  the  northernmost  known  as  Ged- 
ney, the  southernmost  as  the  South  Channel,  both  of  which  had,  prior 
to  1885,  only  24  feet  of  water  in  them  at  low  water.  Gedney  Channel, 
the  wider,  was  originally  the  deeper  and  straighter  of  the  two,  and  was 
therefore  used  by  all  the  large  vessels. 

The  Swash  Channel  is  really  a  cut-off  from  the  Main  Ship  Channel, 
leaving  it  about  6  miles  below  the  Narrows,  and  joining  it  again  at  the 
western  end  of  Gedney  Channel. 

Apart  ftom  being  shoaler,  the  Swash  is  much  narrower  than  the 
Main  Ship  Channel. 

The  distance  from  the  Battery,  at  tfew  York,  to  30-foot  soundings 
outside  the  bar  in  Gedney  Channel  is  22  miles,  and  by  the  Swash  it  is 
18  miles,  or  from  the  Narrows  15  and  11  miles  respectively. 

As  the  approi)riation  of  1884  was  made  in  advance  of  an  approved 
project,  the  local  officer  was  authorized  and  directed  to  make  a  survey 
of  the  Lower  Harbor  from  the  ea^stern  end  of  Coney  Island  to  Sandy 
Hook,  with  a  view  of  determining  the  most  feasible  plan  of  improve- 
ment. The  survey  was  comi)leted  in  November,  1884,  and  a  report 
recommending  the  improvement  of  Gedney  Channel  and  the  eventual 
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improvement  of  the  Main  Ship  Channel,  accompanied  with  estimates  of 
cost  and  chart,  was  submitted  December  0,  1884.  (Annual  Report 
Chief  of  Engineers,  1885,  p.  773.) 

The  navigation  of  the  Main  Ship  Channel  inside  the  bar,  especially 
on  the  approach  to  the  Narrows  from  the  Southwest  Spit,  is  so  inti- 
mately connected  with  that  of  Gedney  Channel  across  the  bar,  that  it 
was  deemed  important  in  submitting  an  estimate  of  cost  for  the 
improvement  of  the  latter  channel  directed  to  be  made  by  Congress  in 
the  act  of  1884,  to  extend  the  estimate  to  include  the  entire  Main  Ship 
Channel  at  Flynn  Knoll  and  to  recommend  that  the  improvements  at 
several  intermediate  shoals  should  take  place  simultaneously.  The 
project  providing  for  deepening  the  channel  across  the  bar  to  28  feet 
by  dredging,  and  for  the  contingent  construction  of  a  stone  dike  on  the 
north  side  of  the  harbor,  which  had  been  recommended  by  a  board  of 
engineers,  December  24, 1884,  received  the  approval  of  the  Secretary 
of  War  December  27, 1884.  (Annual  Eeport  Chief  of  Engineers,  1885, 
Part  I,  p.  774.) 

The  project  under  which  the  improvement  began  provided  for  improv- 
ing the  western  end  of  Gedney  Channel  for  a  length  of  4,000  feet, 
measured  along  its  axis,  and  the  Main  Ship  Channel,  west  of  Flynn 
Knoll,  from  Buoy  No.  10,  at  the  western  end  of  the  Southwest  Spit, 
north  of  Buoy  Ko.  12,  then  situated  IJ  miles  south  of  the  western 
entrance  to  Swash  Channel,  the  depth  to  be  30  feet  mean  low  water. 

The  cost  was  estimated  at  $970,000,  not  inclusive  of  any  allowance 
for  irregularities  of  cutting  or  for  increase  of  bulk  for  scow  measure- 
ments. After  the  work  had  progressed  for  one  year,  and  these  allow- 
ances could  be  estimated  with  some  degree  of  accuracy,  the  estimate 
was  revised,  and  the  cost  of  executing  the  project  as  then  approved  was 
fixed  at  $1,370,000. 

The  river  and  harbor  act  of  August  5, 1886,  containing  provisions 
for  continuing  the  improvement  at  the  entrance  to  New  York  Harbor, 
read  as  follows : 

Improving  New  York  Harbor,  New  York :  To  securo  a  30-foot  channel  at  mean  low 
water  at  Sandy  Hook  entrance  of  the  harbor,  upon  such  a  plan  as  the  Secretary  of 
War  may  approve,  $750,000. 

By  the  specific  wording  of  this  act  Congress  gave  an  express  approval 
of  an  improvement  which  contemplated  a  navigable  channel  1,(M)0  feet 
wide  and  30  feet  deep,  mean  low  water,  through  the  Main  Ship  Channel 
and  Gedney  Channel,  and  all  subsequent  acts  have  confirmed  the  pro- 
visions of  the  act  of  1886. 

In  1887  the  project  was  enlarged  so  as  to  embrace  a  length  of  4,500 
feet  in  Gedney  Channel,  measured  along  the  axis,  or  a  length  of  6,000 
feet  measured  along  the  north  side ;  to  remove  the  shoal  in  the  Main  Ship 
Channel  at  the  south  entrance  to  the  Swash  Channel,  afterwards  called 
the  '*  Bayside  Channel ; "  to  remove  the  shoal  northwest  of  Sandy  Hook, 
and  to  extend  the  Main  Ship  Channel  north  from  Buoy  No.  12  to  and 
beyond  the  north  entrance  to  the  East  Channel  at  Buoy  No.  14  (now 
Buoy  No.  10).  The  total  estimated  cost  of  the  project  so  enlarged, 
based  on  the  existing  prices  for  dredging,  was  81,400,000. 

The  river  and  harbor  act  of  August  11,  1888,  appropriated  8380,000 
for  continuing  the  improvement. 

The  river  and  harbor  act  of  September  19, 1890,  appropriated  $160,000 
for  continuing  the  improvement,  making  the  total  amount  appropriated 
at  that  date  $1,490,000,  the  total  estimated  cost  of  the  improvement. 

Operations  for  improving  the  Lower  Bay  under  ])roject  to  provide  a 
navigable  channel  1,000  feet  wide  and  30  feet  deep  mean  low  water, 
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from  tbo  sea  along  Gedney  Channel  and  the  Main  Ship  Ghaanel,  were 
begun  September  20, 1885,  and  completed  October  10, 1891. 

The  plant  which  was  used  consisted  solely  of  centrifugal  pumps 
installed  in  steamers,  and  the  excavations  were  all  dumped  at  sea  in  14 
fathoms  of  water  in  the  vicinity  of  the  Scotland  light- vessel.  After 
the  completion  of  the  project  the  steam  dredge  last  used  by  the  con- 
tractors was  purchased  by  the  Government,  and  has  since  been  used  to 
trim  banks  and  corners  to  facilitate  navigation,  and  to  provide  means 
for  maintaining  the  improved  channel. 

The  quantities  of  material  removed  from  the  several  reaches  of  the 
channels  improved  from  September  26,  1885,  to  June  30, 1892,  were  as 
follows : 

Cubic  jmrdB^ 

From  Gedney  Channel 1,161,244 

From  BavBidc  Channel 1 448,313 

Prom  Northwest  Shoal 118,758 

From  west  of  Flynn  Knoll 3,146.764 

Total  quantity  excavate4l 4, 875, 079 

SHORE  PROTECTION  AT  SANDY  HOOK,  N.  J. 

The  i)rotection  of  the  eastern  and  northern  shores  of  Sandy  llook, 
composed  of  irregular  sand  dunes,  against  wave  and  current  action 
forms  part  of  the  project  for  improvement  of  the  Main  Ship  Channel 
through  the  lower  harbor,  but  as  the  work  required  to  be  done  there 
was  necessarily  tentative,  it  was  deemed  best  to  limit  expenditures  to 
small  sums  of  money  annually  while  studying  the  most  economical 
plan  of  improvement. 

Sandy  Hook,  like  the  more  southerly  part  of  the  coast  of  K ew  Jersey, 
where  the  foreshore  is  a  long,  submerged  shoal,  has  had  a  varied  expe- 
rience in  changes  of  form  and  extent  resulting  from  tidal  and  current 
action,  supi)lemented  by  wave  action  during  storms. 

The  eastern  shore  along  False  Ilook  Channel  is  a  long,  unbroken 
beach,  remarkably  uniform  in  its  contours,  and,  as  it  is  under  the  cover 
of  the  outlying  shoals,  has  undergone  few  changes  either  of  accumn- 
lation  or  degradation. 

From  the  northwest  corner  of  the  Spit,  where  the  outer  shoal  has 
diminished  width,  westward  around  the  Hook  to  beyond  the  Hook 
Beacon,  the  north  shore  is  open  to  northerly  and  easterly  storms,  and 
is  particularly  subject  to  frequent  changes,  and  it  is  on  this  front  that 
the  shore  protections  have  been  laid. 

The  great  ravages  made  there  by  the  sea  in  1863  made  shore  protec- 
tion an  immediate  necessity,  and  during  the  next  twenty  years  many 
points  were  protected  along  the  crown  of  the  Hook  from  east  to  west, 
the  improvements  taking  the  form  of  jetties  extending  out,  at  varying 
angles,  with  the  shore  line  from  near  high -water  to  below  low- water 
mark. 

The  Main  Shij)  Channel  hugs  this  shore,  and  the  water,  at  a  distance 
of  less  than  2,000  feet,  has  a  depth  of  over  CO  feet.  The  slope  of  the 
foreshore  is  somewhat  steep;  and  as  the  main  object  of  the  improve- 
ment was  to  preserve  the  high- water  line  and  the  dunes  behind  it, 
there  being  no  marked  tendency  of  the  currents  to  cut  below  the  low- 
water  line,  it  was  thought  best  to  place  the  outer  ends  of  the  jetties 
near  the  latter  curve.  To  have  anchored  the  jetties  in  deep  water, 
under  the  circumstances,  would  have  been  unjustifiably  exi)ensive. 

Some  of  the  jetties  were  built  of  timber,  some  of  timber,  brush,  and 
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broken  stone,  and  others  of  concrete,  either  in  bags  or  in  fomis.  In 
1883-'84  the  timber  jetties,  which  were  in  a  state  of  decay,  were  whWly 
replaced  by  concrete,  bnilt  in  place  and  arranged  in  sections  10  feet 
long,  so  that  when  undermined,  either  at  the  ends  or  on  the  sides, 
settlement  would  bo  by  sections,  without  fracturing  the  body  of  the 
jetty. 

The  cement  used  was  a  brand  of  American  Portland.  The  general 
cross-section  area  of  the  jetties  was  50  square  feet.  While  those  jetties 
served  to  cover  a  certain  part  of  the  shore  line  for  certain  winds,  it  was 
noticed  that  tbey  gave  no  protection  to  the  high-water  line  during 
storms  from  any  direction  which  were  coincident  with  spring  tides.  In 
the  latter  case,  no  matter  what  the  direction  of  the  wind,  the  cliffs  at 
or  near  the  high- water  mark  were  attacked  and  degraded  by  the  waves. 

To  prevent  the  complete  destruction  of  the  cliffs  and  to  arrest  the 
recession  of  the  high-water  line  before  the  foundations  of  the  defenses 
and  other  public  buildings  were  reached  it  was  decided  in  1800  to  run 
a  riprap  wall  just  below  the  high-water  line  completely  around  the 
Hook,  uniting  all  the  jetties. 

The  w^ork  which  was  begun  in  May,  1890,  was  continued  to  comple- 
tion in  September,  1891.  The  wall  is  2,575  feet  long,  extending  from 
Jetty  No.  1  to  about  119  feet  westwardofJettyKo.il  and  had  a  cross 
section  when  first  laid  of  50  to  00  square  feet. 

The  stones  vary  in  weight  from  300  pounds  to  3  tons  and  arc  laid 
directly  upon  the  beach,  with  the  purpose  that  each  stone  shall  arrange 
its  bed  at  once  after  the  sea  attack,  allowing  a  gradual  settlement  of 
the  wall  without  sudden  dislodgment  of  the  stone.  The  cost  was  80 
per  running  foot  of  wall. 

During  the  past  four  years  the  whole  wall  has  settled  gradually,  with 
very  little  lateral  displacement  of  stone,  but  it  has  perfectly  shielded 
the  cliffs  during  the  northerly  and  easterly  storms,  while  the  jetties 
Jiave  caused  the  beach  pockets  to  fill  up  during  the  intervals  of  south- 
erly seas,  causing  the  low- water  line  to  move  outward.  As  the  result 
of  the  improvement  the  beach  is  gradually  building  up  and  the  high- 
water  line  is  moving  outward. 

The  amount  expended  upon  this  protection  to  June  30, 1893,  aggre- 
gated $19,095,  and  the  cost,  including  repairs  for  settlement,  was  87.41 
per  running  foot  of  wall. 

A  survey  made  in  June,  1893,  showed  that  the  Hook  had  moved  to 
the  westward  250  feet  during  the  year  1893. 

WOBK  DONE  DURING  THE  FISCAL   YEAR  ENDING  JUNE  30,  1894. 

No  contract  was  in  force  at  the  beginning  of  the  year,  as  the  work 
of  improvement  was  carried  on  by  hired  labor,  employing  the  U.  S. 
steam  dredge  Gedney^  which  was  purchased  in  1892. 

The  river  and  harbor  act  of  July  13, 1892,  appropriated  $170,000  for 
continuing  the  improvement. 

The  project  for  the  expenditure  of  this  appropriation,  approved  by 
the  Chief  of  Engineers  July  20, 1892,  provided  for  the  purchase  of  the 
steamer  for  the  sum  of  872,500,  and  for  its  employment  as  follows: 

(1)  Widening  to  2,000  feet  south  entrance  to  Main  Ship  Channel  west 
of  Buoy  ISo.  12,  at  the  Avestern  end  of  Southwest  Spit,  the  turning 
point  for  passing  from  the  deep-water  channel  north  of  Sandy  Hook 
(Bayside  Channel)  to  the  channel  leading  northward  toward  the 
Narrows. 

(2)  Swash  Channel,  by  cutting  off*  projecting  points  on  west  side, 
westward  of  Eomer  Beacon,  and  removing  isolated  lumps  in  mid-chan- 
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nel  so  as  to  afi'ord  a  cliannel  whose  least  width  shall  be  600  feet  and 
lea  A  depth  26  feet  at  mean  low  water. 

(3)  Removal  to  the  depth  of  26  feet  at  mean  low  wat^r  of  Craven 
Shoal,  lyiiJg  near  the  west  bank  of  the  npper  channel,  opposite  quaran- 
tine station,  south  of  the  Narrows. 

After  six  months'  work,  terminating  about  the  1st  of  June,  1893,  at 
the  southern  entrance  to  Main  Ship  Channel  at  perch  and  ball  red 
buoy  No.  12,  resulting  in  the  enlargement  of  the  entrance  to  a  width 
of  1,500  feet,  the  vessel  was  transferred  early  in  July  to  the  southern  end 
of  the  Swash  Channel,  where  work  was  begun  to  cut  down  to  26  feet, 
mean  low  water,  all  the  shoals  which  projected  into  the  channel  from  the 
west  side,  enabling  coastwise  vessels  to  make  the  south  channel  more 
directly,  and  to  increase  facilities  for  entering  and  leaving  the  Swash. 

In  December  the  boat  was  sent  to  Gedney  Channel  to  trim  both 
banks  near  the  western  end,  where  shoal  areas  were  left  on  previous 
suspension  of  work,  and  in  February  like  operations  were  performed 
on  the  northern  bank  of  the  Bayside  Channel,  a  little  to  the  east- 
ward of  the  entrance  to  the  Swash.  March  1  the  vessel  was  laid  up  for 
repairs,  and  when  again  put  in  commission  operations  were  resumed  on 
the  project  for  widening  the  southern  entrance  to  Main  Ship  Channel, 
at  turning  buoy  !No.  12. 

The  steam  dredge  gives  satisfactory  results.  While  at  work  in  Ged- 
ney Channel,  the  best  record  for  any  one  day  was  3,771  cubic  yards, 
and  the  average  record  was  2,596  cubic  yards;  in  Bayside  Channel  the 
average  return  was  2,871  cubic  yards;  in  Swash  Channel  the  average 
return  was  2,202  cubic  yards;  and  in  Main  Ship  Channel,  at  buoy  No. 
12,  Southwest  ISpit,  the  average  return  was  1,229  cubic  yards.  The 
net  return  per  day  diminishes  as  the  distance  to  the  dumping  ground 
increases. 

The  net  cost  per  cubic  yard  for  the  year  was  11.9  cents,  including 
expenses  of  every  kind  incurred.  The  work  done  during  Septen% 
ber,  October,  and  November  cost  only  6.9  cents  per  cubic  yard,  and 
the  average  cost  during  the  year  was  8.7  cents,  based  on  the  monthly 
running  expenses  of  the  steamer,  exclusive  of  general  repairs.  The 
price  paid  under  the  last  contract  was  23.9  cents  per  cubic  yard. 

The  annual  running  expenses  of  the  steamer,  including  w  ages  of  crew, 
coal,  supplies,  repairs,  ol!ice  expenses,  and  surveys,  were  $65,800.47. 
The  amount  available  at  the  close  of  the  fiscal  year  is  $17,743.14. 

Mariners  have  made  no  complaint  during  the  year  that  the  channel 
has  not  adequate  depth  of  water.  On  the  contrary,  a  most  gratifying 
testimony  to  the  satisfactory  condition  of  the  channel  over  the  bar  was 
given  recently  by  one  of  the  steamship  companies  of  this  port,  employ- 
ing some  of  the  largest  and  finest  steamers  in  the  transatlantic  traffic, 
in  the  adoption  of  a  regulation  designating  a  certain  fixed  hour  in  the 
day  for  the  departure  of  its  steamers  from  port,  regardless  of  the  stage 
of  the  tide  at  the  time. 

If  this  regulation  is  continued  in  force  no  further  proof  is  needed  of 
the  success  of  the  improvement. 

The  survey  of  the  Main  Ship  Channel  made  by  this  office  during 
August  and  September  indicates  that  the  improved  depths  have  not 
only  been  w  ell  maintained,  but  that  there  are  evidences  of  slight  deei>en- 
ing  throughout  this  channel. 

While  this  survey  was  in  progress  a  severe  storm  arose  during  the 
night  of  August  24,  which  caused  the  sinking  of  the  U.  S.  steamer 
Oen.  A.  A.  Humphreys^  lying  at  her  dock  at  Atlantic  Highlands,  and 
the  dismantling  of  the  U.  S,  schooner  Brenda  by  collision  with  the 
yacht  Te\fer. 
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The  steamer  Gen.  A.  A.  Humphreys  was  raised  by  the  use  of  the  U.  S. 
dredge  Hell  Gate,  and  was  subsequently  repaired  by  authority  of  the 
Chief  of  Engineers,  September  2,  1893. 

Ko  work  was  done  during  the  fiscal  year  on  the  sea  wall  and  jetties 
built  for  the  protection  of  the  north  shore  of  Sandy  Hook,  except  the 
supply  of  1,500  tons  of  large  stone,  which  were  put  in  place  to  strengthen 
the  wall  to  the  eastward  of  the  shore  beacon,  at  an  aggregate  cost  of 
$4,141.78. 

The  wall  and  jetties  continue  to  give  satisfaction  in  protecting  the 
shore  against  sea  erosion. 

The  western  point  of  the  Hook  has  extended  120  feet  to  the  west- 
ward during  the  year. 

Authority  was  granted  by  the  Chief  of  Engineers  June  6,  1894,  to 
exi)end  the  sum  of  $2,000  for  the  i)rotection  of  the  beach  in  front  of 
the  Pneumatic  Gun  Site,  about  800  feet  west  of  the  extreme  western 
jetty.  When  the  pneumatic  guns  were  located  on  this  site,  in  June, 
1889,  it  was  well  inland,  but  the  change  in  the  shore  line  of  Sandy 
Hook,  where  unprotected,  has  been  so  great  as  to  actually  attack  the 
foundations  of  the  guns.  « 

A  construction  track  and  x>ower-derrick  car  have  been  prepared,  and 
1,000  tons  of  large  stone  purchased  under  sealed  proposals,  dated  June 
18, 1894,  at  a  cost  of  56^  cents  per  ton. 

Delivery  of  stone  began  June  27, 1894,  and  the  work  is  "under  way. 
It  is  proposed  to  build  the  riprap  wall  in  front  of  the  gun  site,  just 
below  the  high-water  line,  in  a  manner  conformable  to  the  plan  pnrsued 
in  building  the  other  shore  protection,  as  it  is  intended  later  to  carry 
the  wall  easterly  to  connect  with  the  western  end  of  the  existing  wall 
at  the  beacon. 

The  amount  expended  on  the  improvement  of  New  York  Harbor 
during  the  fiscal  year  ending  June  30,  1894,  inclusive  of  outstanding 
liabilities,  was  $70,964.63. 

An  appropriation  of  $150,000  is  recommended  to  provide  running 
expenses  of  the  steam  dredge  Gedney  for  two  years. 

The  operations  in  and  about  New  York  Harbor  have  been  super- 
vised by  Mr.  G.  W.  Kuehnle,  assistant  engineer,  to  whom  I  am  indebted 
for  the  most  satisfactory  and  intelligent  service  rendered  in  the  dis- 
charge of  his  various  trusts. 

The  work  is  in  the  collection  district  of  New  York.  Nearest  light-houses  Sandy 
Hook  and  Highland  lights.  The  nearest  forts  are  the  fort  at  Sandy  Hook  and 
those  at  The  Narrows. 

AMOUNTS  APPROPRIATED. 

For  Gedney  Channel,  by  act  July  5,  1884 $200,000.00 

For  New  York  Harbor: 

Act  Augusts,  1886 750,000.00 

Act  August  11,  1888 380,000.00 

Act  September  19,  1890 160,000.00 

Act  July  13,  1892 170,000.00 

Total 1.660,000.00 

Amount  expended  to  June  30,  1894,  inclusive  of  outstanding  liabilities.  1, 642, 256. 86 

Money  statement. 

July  1,  1893,  balance  unexpended $88,707.77 

June  30,  1894,  amount  expended  during  fiscal  year 67, 744. 39 

July  1,  1894,  balance  unexpended 20,963.38 

July  1,  1894,  outstanding  liabilities .' 3,220.24 

July  1,  1894,  balance  available 17,743.14 
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(  Amount  that  can  be  pro6tably  expended  in  fiscal  jcar  ending  J  nne  30, 1896  $190, 000. 00 
<  Snbmitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 


COMMERCIAL   STATISTICS. 


The  commercial  statistics  for  the  fiscal  year  ending  June  30,  1890,  have  remained 
practically  unchanged,  and  are  therefore  herein  repeated. 

The  following  statement  concerning  the  commerce  of  New  York  HarlK>r  is  taken 
from  the  Report  of  the  Chamber  of  Commerce  of  the  State  of  New  York  for  the 
year  188^*90: 


Artic!m. 


Imported. 


(Quantity. 


Sugar ponnda.. 

Molasses gallons . . 

Col:i'« pounds. . 

Tea do 

Mauufactures  of  wool,  silk,  cot- 
ton, and  Hax 

Cotton pounds . . 

Leather  and  hides 

Tin pounds . . 

I{a\v  silk  and  avooI do 

lU  mp,  juto,  sisal  grass,  etc.  .tons. . 
India  mbber  and  gutta-percha, 

crude pounds. 

Tobacco,  and  manufactores 

Furs,  and  manufactures 

Earthen,  stone,  and  china  ware  . . . 

"NVines 

Coin  and  bullion 

Precious  stones 

Miscellaneous 

BreadHtufis: 

Wheat bushels . . 

AVheat  flour barrels. . 

Corn bushels.. 

All  other  breadstuffa j 

Provisions pounds. . 

Mineral  oils gallons.. 


1.463,051,343 

8, 498.  875 

455, 979, 016 

58,476,531 


327,279,151 

5, 505,  689 

149,283 

28, 052. 301 


Value. 


942,943,453 

1, 424, 251 

58, 860, 319 

9, 643,  514 

111,  234, 883 


25,  760, 160 
14, 825, 588 
13,949,577 
13,431,215 

11, 094, 063 
10, 147,  883 
4,748,971  I 
3,230,780  ' 
6, 156, 821  , 
7, 274, 618  ; 
!      0,498,200 
I  135,203,820  ( 


Quantity. 


Exported.  fj,^^^^ 

ralno. 


536, 614, 04^ 


Value. 


^2,943,453 
1,424.251 

56, 800. 319 
9, 643. 514 


$7,728,397  118,963,2 
54.701,315  54,701.315 
4, 906, 214  30, 666.  374 
14, 825. 588 
13, 949, 577 
13. 431.  215 


Cattle . 

Oil  cake  and  meal pounds . 

Foreign  merohandiso 


Total 1 479,428,125 

I  : 


9,066,407  . 
3.  335, 195 
26, 658, 970 


753,007,846  I 

418,773,072  ' 

76,004  j 

231. 034. 183  I 


11,094,063 
15.291,084  25,438,967 
4.724,017  9,472,988 
3. 230. 780 
6, 156,  821 
69,724,274  76,998,893 
9. 498, 209 
210,209,022 

8.449.510 
15.  498,  193 
13,066,961 

1,765,2»7 
G4, 501, 425 
3(5.  040.  956 

6.204,624 

3,  032.  068 
.|     16.727,560       16,727.500 

.  I  397, 379, 085  876, 808, 1 10 


75, 006, 102 

8.449,510 
15,498,193 
13, 066,  961 

1,  765.  287 
64, 504,  425 
36,  049, 956 

6, 204, 624 

3, 032, 066 
16. 727, 560 


This  tablo  hUows  an  increase  of  $24,642,419  over  tho  total  valae  of  imports  and 
exports  for  tho  preceding  year,  which  amounted  to  $852,165,691. 


Commercial  staiiitiics  of  the  port  of  Xcw  York  from  July  i,  1S95,  to  July  7,  2S94, 

Amount  of  revenne  collected $87,849,487.58 

Value  of  all  imports 415,795,991.00 

Value  of  all  exports 369,146,365.00 


1  Number.  ^«^**^'«* 
I  .L  «<uwv«      tonnage. 


Foreign  vo^sels  en  terwl 

Foreign  vessels  cleartnl 

American  ve-ssels  from  foreign  ports 

Coastwise  vessels  entered 

Coast  wibo  vessels  cieai-cd 


3,508 
3,607 
1.038 
2,371 
2,440 

8,006,658 
5.055,391 
1,064.423 
2,890,930 
2,978,227 
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Statement  of  iJte  number  and  tonnage  of  all  vegaeU  'belonging  to  the  port  of  New  York, 

July  J,  1S94. 


Steam  resseU . . 
Sailing  veMieln. 

Barge* 

Canal  boats 


Number. 


1,060 

1, 121 

«0i 

33 


Registered 
tonnage. 

446, 984.  77 

278, 04*<.  44 

132,200.45 

6. 058. 01 


E  II. 
IMPROVEMENT  OF  JAMAICA  BAY,  NEW  YORK. 

Jamaica  Bay  is  a  tidal  bay,  sitaated  on  the  soath  side  of  Long  Island 
near  the  western  end,  whose  waters  flow  into  the  Atlantic  Ocean  throug^h 
Rockaw  ay  Inlet. 

Inside  the  entrance  there  is  a  deep-water  basin,  from  which  one  navi- 
ijable  channel  leads  to  the  northward  in  the  direction  of  Canarsie,  and 
another,  called  Beach  Channel,  to  the  eastward,  behind  Rockaway 
Beach,  in  the  direction  of  Far  liockaway.  From  the  eastern  terminus 
of  one  of  the  branches  of  the  latter  channel,  which  passes  through 
Conch  Hole,  an  artificial  cut  into  Far  Rockaway  Bay  was  made  several 
years  ago  by  citizens  to  enable  small  boats  to  pass  eastward  through 
that  bay  into  Hempstead  Bay  and  beyond. 

The  riv^er  and  harbor  act  of  September  19, 1890,  contained  provision 
for  a  survey  *'  from  Main  Channel  from  Jamaica  Bay  easterly  to  Long 
Beach  Inlet,  for  canal." 

The  usual  preliminary  examination  was  made  according  to  law,  and 
the  local  oflicer  staled  in  his  report,  dated  December  16,  1890  (Annual 
Report  Chief  of  Engineers,  1892,  p.  840),  that  in  his  judgment  the 
western  part  only  of  the  waterway  mentioned  in  the  act,  extending 
from  the  main  ship  channel,  Jamaica  Bay,  easterly  through  Conch  Hole, 
to  the  Citizens  Cut  at  Far  Rockaway,  was  ''  worthy  of  improvement," 
to  the  extent  of  opening  a  connecting  channel  60  feet  wide,  affording  5 
feet  depth  at  mean  low  water. 

A  survey  of  the  bay  was  authorized  to  be  made,  and  a  report  was 
submitted  thereon  October  29,  1891  (Annual  Report  Chief  of  Engi- 
neers, 1892,  p.  ^l^)j  which  gave  estimates  of  cost  for  the  opening  of  a 
new  waterway  across  the  eastern  part  of  the  bay  60  feet  wide  aud  5 
feet  deep,  mean  low  water,  following  three  different  routes,  viz: 

(1)  From  Concli  Hole  to  western  end  of  Citizens'  Cut $21, 406 

(2)  From  entrance  to  Baas  Channel  to  Citizens'  Cut 18, 920 

(3)  From  entrance  to  Bass  Channel  to  foot  of  Bayswat«r   avenue,   Far 

Rockaway 9, 460 

The  river  and  harbor  act  of  July  13, 1892,  appropriated  $9,460  for 
<<  completing  improvement  in  accordance  with  plan  numbered  3,  of 
Lieut.  Col.  Gillespie,  Corps  of  Engineers,  submitted  December  16, 1890.'' 

This  is  the  first  appropriation  ever  made  for  the  improvement  of  the 
eastern  part  of  Jamaica  Bay. 

WORK  DONE  DURING   THE  FISCAL    YEAR  ENDING  JUNE  30,   1894. 

At  the  beginning  of  the  fiscal  year  the  contract  with  Elijah  Brainard, 
dated  October  13, 1892  (Annual  Report  Chief  of  Engineers,  1893,  Part 
I,  p.  1069),  was  still  in  force. 


Digitized  by  VjOOQIC 


780    REPORT  OF  THE  CHIEF  OF  ENGINEERS,  U.  S.  ARMT. 

Operations  under  this  contract  continued  until  September  20, 1893, 
at  which  date  the  contract  was  completed.  The  quantity  of  material 
removed  during  the  fiscal  year  was  20,174  cubic  yards,  and  the  total 
amount  removed  under  this  contract  was  34,019  cubic  yards,  resulting 
in  a  channel  GO  feet  wide  and  5  feet  deep,  mean  low  water,  to  within 
400  feet  of  the  bulkhead  at  the  foot  of  Bayswater  avenue. 

Ko  appropriation  is  recommended  for  the  fiscal  year  ending  June  30, 
1896,  as  the  appropriation  made  by  the  river  and  harbor  act  of  July 
13,  1892,  was  for  the  full  amount  estimated  to  be  required  for  thb  com- 
pletion of  the  project. 

Jamaica  Bay  is  iu  the  collection  district  of  New  York.  The  nearest  fort  is  at 
Kort  Hamilton,  Gravesend  Bay,  and  the  nearest  light-house  is  located  upon  Norton 
Point,  Coney  Island,  New  York  Bay. 

Amount  appropriated,  act  of  July  13, 1892 $9,460 

Amount  expended  to  June  30, 1894 9, 460 

Money  statement. 

July  1,1893  balance  unexpended $8,091.85 

June  30, 1894,  amount  expended  during  fiscal  year 8,  09L  85 


COMMKRCIAL   STATISTICS. 


The  amount  of  commerce  which  it  is  alleged  will  be  beuefited  by  the  improve- 
ment has  been  estimated  at  500,000  tons.  The  vesseln  which  now  navigate  the 
eastern  part  of  Jamaica  Bay  are  usually  of  the  class  engaged  in  the  oyster  trade, 
and  number  100  probably.  A  larger  class  of  boats  may  be  drawn  into  the  trade  en 
the  completion  of  the  project  for  improvement. 


£   12. 

IMPROVEMENT  OP  RARITAN  BAY,  NEW  JERSEY. 

Baritan  Bay  forms  the  western  part  of  the  large  triangalar  bay 
inclosed  between  Sandy  Hook,  the  New  Jersey  shore,  and  Staten  Island, 
the  eastern  part  of  wliich  is  commonly  known  to  New  Yorkers  as  the 
Lower  Bay,  as  it  lies  just  outside  of  or  below  New  York  Harbor,  which 
is  the  name  usually  applied  to  the  inner  body  of  water  on  which  the 
city  ol  New  York  is  situated. 

The  Earitan  River  flows  into  Karitan  Bay  at  its  extreme  western 
end,  passing  between  Perth  Amboy  and  South  Amboy,  and  Newark 
Bay  is  connected  with  both  tlie  Raritan  River  and  Bay  by  the  Arthur 
Kill  or  Staten  Island  Sound,  which,  separating  Staten  Island,  belong- 
ing to  the  State  of  New  York,  from  the  New  Jersey  shore,  enters  Rari- 
tan Bay  at  Perth  Amboy. 

The  depth  of  the  bay  varies  from  5  to  30  feet,  decreasing  gradually 
toward  itvS  western  and  southern  shores. 

The  natural  channel  leading  out  of  it  toward  the  eastward  after 
passing  the  Great  Beds  Light  at  the  junction  of  Staten  Island  Sound 
and  the  Raritan  River  does  not  follow  the  middle  of  the  bay,  but  hugs 
the  Staten  Island  shore  for  nearly  4  miles  to  Seguine  Point,  sitnateid 
about  half  a  mile  east  of  Princess  Bay  Light,  then  it  runs  southeast- 
wardly  toward  the  inner  point  of  Sandy  Hook  about  2  miles,  crossing 
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a  shoal  which  puts  out  toward  the  southward  from  the  Staten  Island 
shore. 

In  1880,  before  any  improvement  had  been  made  here  by  the  Govern- 
ment, 18  feet  at  mean  low  water  could  be  carried  through  from  Perth 
Amboy  to  Great  Beds  Light,  21  feet  from  Great  Beds  Light  to  Seguine 
Point,  and  14^  feet  from  Seguine  Point  eastward  across  the  shoal  to  the 
deep  water  in  the  outer  bay. 

The  width  of  this  shoal  between  the  21-foot  curves  was  about  8,000 
feet. 

Through  the  middle  of  the  bay,  south  of  this  channel  from  Great 
Beds  Light  directly  toward  Sandy  Hook,  only  11  feet  of  water  could 
be  carried  over  the  shoals. 

The  above  depths  all  refer  to  mean  low  water. 

A  survey  of  this  bay  was  ordered  in  1880  with  the  view  of  ascertain- 
ing the  practicability  of  securing  a  greater  depth  of  water  from  the 
main  ship  channel,  in  the  lower  bay,  to  the  wharves  at  Perth  Amboy, 
as  vessels  were  oft^n  much  delayed  in  crossing  the  shoal  east  of 
Seguine  Point. 

The  estimated  cost  of  dredging  a  channel  300  feet  wide  and  21  feet 
deep,  mean  low  water,  from  Seguine  Point  southeastward  to  the  deeper 
waters  of  the  bay  outside,  was  $126,600.  (Annual  Report  Chief  of 
Engineers,  1881,  Part  I,  pp.  717-719.) 

From  March  3, 1881,  to  July  5,  1881,  $120,000  was  appropriated  for 
this  improvement,  and  a  survey  which  was  made  in  May,  1885,  showed 
that  the  improved  channel  at  that  date  had  an  average  width  of  250 
feet  and  a  least  depth  of  18  to  20  feet  mean  low  water. 

In  1885  the  project  was  extended  by  providing  for  excavating  a  chan- 
nel 300  feet  wide  and  21  feet  deep  from  Great  Beds  Light  to  deep 
water  at  Ward  Point,  opposite  to  Perth  Amboy.  This  channel,  taken 
in  connection  with  its  extension  to  the  eastward  of  Seguine  Point, 
would  give  a  continuous  21-foot  channel  from  the  main  ship  channel  in 
New  York  Bay  to  the  wharves  at  Perth  Amboy.  The  modified  proj- 
ect of  1885  further  called  for  dredging  a  channel  from  Great  Beds 
Light  to  South  Auiboy,  4,500  feet  long,  300  feet  wide,  and  15  feet 
deep,  mean  low  water.  The  cost  of  dredging  these  two  channels  and 
restoring  the  original  width  in  the  cut  east  of  Seguine  Point  was  esti- 
mated at  $114,000,  which  sum  was  increased  in  1888  to  $120,000  to 
provide  for  the  shoaling  which  had  taken  place  in  the  interval  of  three 
years.    (Annual  Keport  of  the  Chief  of  Engineers,  1885,  Part  I,  p.  758.) 

The  appropriation,  act  of  August  5,  1886,  was  $37,500,  and  was 
applied  to  completing  the  channel  west  of  Ward  Point,  300  feet  wide 
and  21  feet  deep,  and  in  excavating  a  channel  315  feet  wide  and  21 
feet  deep  across  the  crest  of  the  shOal  leading  from  the  bend  toward 
Seguine  Point,  but  the  funds  were  not  sufficient  to  complete  the  whole 
of  the  projected  work  at  that  i>oint. 

It  was  stated  in  the  original  project  of  1881  that  the  Seguine  Point 
Channel  would  have  to  be  maintained  by  dredging.  The  detailed  sur- 
vey, which  was  made  in  1888  from  the  eastern  end  of  Seguine  Point 
Channel  to  Perth  Amboy,  showed  that  considerable  shoaling  had  taken 
place,  both  in  the  improved  channel  and  over  a  large  stretch  west  of 
Princess  Bay  Light,  where  deep  water  formerly  existed.  This  fact 
made  it  necessary  in  1889  to  submit  revised  estimates  for  the  further 
improvement  of  the  channels  leading  to  Perth  Amboy  and  to  South 
Amboy.    (Annual  Eeport  Chief  of  Engineers  for  1889,  Part  I,  p.  796.) 


Digitized  by  VjOOQIC 


782    REPORT  OP  THE  CHIEF  OF  ENGINEERS.  U.  S.  ARMY. 

Berised   cstimaien. 

Cable  yardB 

(1)  For  A  channel  300  feet  wide  and  21  feet  deep,  mean  low  water,  from 
New  York  Lower  Bay  to  Perth  Amboy,  the  following  drodging  will  bo 
required : 

(a)  From  21-£oot  curve,  New  York  Lower   Bay,  to  21-foot  curve  off 

Scguino  Point 347,368 

{h)  From  Princess  Bay,  around  Red  Buoy  8,  toward  Great  Beds  Light.     154, 130 

Total  dredging 501,498 

(2)  For  a  chaniieFSOO  feet  wide  and  15  deep,  from  Great  Beds  Light  to  .South 
Amboy,  tho  dredging  required  will  be IXX),  000 

These  estimates  are  made  on  the  basis  of  au  allowance  of  1  foot  over- 
deptii  and  for  one-third  increase  in  bulk  for  scow  measurements. 

Total  dredging  required  for  tho  completiou  of  the  two  projected  ehanncls, 

cubic  yards 701,498 

Estimated  cost  of  the  proposed  dredging $175, 375 

The  river  and  harbor  act  of  August  11, 1888,  appropriated  $25,000. 
for  continuing  tho  improvement,  aftd  on  the  27th  of  Februarj-,  1889, 
contract  was  made  for  the  removal  of  120,000  cubic  yards  of  material 
from  Karitan  Bay;  80,000  cubic  yards  to  be  removed  from  the  channel 
across  the  shoal  off  Segnine  Point,  securing  21  feet  depth,  and  40,000 
cubic  yards  from  the  channel  leading  across  shoal  at  Great  Beds  Light 
to  South  Amboy,  securing  15  feet  depth,  mean  low  water. 

The  river  and  harbor  act  of  September  19, 1890,  appropriated  $40,000 
for  continuing  the  improvement. 

It  may  be  noted  in  regard  to  this  improvement  that  the  deep-water 
channel  which  has  been  said  to  hug  the  south  shore  of  Staten  Island 
as  far  east  as  Seguine  Point  is  the  ebb  channel,  while  the  channel  on  the 
southern  border  of  Bound  Shoal,  through  the  center  of  the  bay,  heiuling 
on  the  line  joining  Seguine  Point,  north  shore,  and  Conaskonk  Point, 
south  shore,  is  the^  flood  channel.  These  two  channels  slightly  overlap, 
passing  each  other  at  a  distance  of  7,000  feet. 

The  connection  of  these  channels  by  an  improved  channel  starting 
at  Seguine  Point  and  running  southeast  toward  Sandy  Hook  ia  au 
unnatural  connection,  and  it  was  stated  in  the  original  report  in  1S8I 
that  the  channel  so  projected  wouhl  require  annual  dredging  for  its 
maintenance. 

The  experience  of  all  the  contracts  which  have  been  made  for  this 
imi>rovement  confirms  tho  prediction  of  1881.  It  woukl  have  been  bet- 
ter, had  sufficient  funds  been  available  in  the  beginning,  to  have 
extended  the  flood  channel  by  dredging  almost  due  west  until  it  inter- 
sected the  ebb  channel  a  short  distance  to  the  eastward  of  the  Grciit 
Beds  Light.  Then  the  ebb  and  flood  would  have  probably  followed  the 
same  path,  and  there  would  have  been  a  better  prosi>ect  of  having  the 
channel  maintained  by  tidal  scour. 

The  width  of  the  intervening  shoal  is  about  12,000  feet,  and  the  aver- 
age depth  of  water  is  13  feet,  approximately,  between  the  21-foot  curves. 

This  will  be  the  future  channel  which  will  connect  the  head  of  the 
Baritan  Bay  with  the  Amboys.  A  limited  amount  of  dredging  may 
be  done  annually  in  the  Seguine  Point  Channel  to  maintain  a  21-foot 
depth  for  vessels  until  commerce  demands  a  more  direct  and  conven- 
ient route  across  the  shoal  now  lying  at  the  western  end  of  the  bay. 

The  appropriation  of  $40,000,  act  of  September  19, 1890,  was  applied 
toward  the  improvement  of  the  Seguine  Point  Channel  and  the  South 
Amboy  Channel.  The  contract  for  the  former  was  completed  Septem- 
ber 24,  1891,  and  the  channel  was  then  180  feet  wide  and  21  feet  deep, 
mean  low  water.    The  contract  for  the  latter  was  completed  July  8, 
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1891,  and  tbe  channel  was  then  170  feet  wide  and  15  feet  deep  at  mean 
low  water. 

The  river  and  harbor  act  of  July  13, 1892,  appropriated  940,000  for  con- 
tf  nning  the  improvement  of  the  two  channels,  the  South  Amboy  Channel 
being  then  170  feet  wide  and  15  feet  deep  at  mean  low  water,  and  the 
Seguine  Point  Channel  180  feet  wide  and  21  feet  deep. 

The  work  was  let  to  contract  October  6,  1892,  which  provided  for 
the  removal  of  ^,000  cubic  yards  from  the  South  Amboy  Channel  and 
105,000  cubic  yards  from  Seguine  Point  Channel.  The  project  for  the 
former  was  completed  May  13, 1893,  at  which  date  the  channel  was  300 
feet  wide  and  15  feet  deep.  Work  was  begun  upon  the  Seguine  Point 
Channel  May  22, 1893,  and  was  in  progress  at  the  close  of  the  fiscal 
year  ending  June  30, 1893. 

WORK  DONE  DURING   THE  FISCAL   YEAR  ENDING  JUNE  30,   1894. 

At  the  opening  of  the- fiscal  year  work  was  in  progress  under  contract 
with  Mr.  Thomas  Potter,  October  6, 1892,  for  the  removal  of  105,000 
cubic  yards  of  material  from  the  Seguine  Point  Channel.  The  contract 
was  completed  July  10,  s»fter  the  removal  of  106,930  cubic  yards. 

At  that  date  the  channel  from  Seguine  Point  to  t^e  eastward  was 
250  feet  wide  and  21  feet  deep,  and  the  channel  leading  to  South  Amboy 
was  300  feet  wide  and  15  feet  deep. 

Work  on  the  channel  from  Seguine  Point  westward  to  Ward  Point 
was  suspended  June  15,  1888,  at  which  time  the  width  was  300  foet  and 
the  depth  21  feet  at  mean  low  water. 

These  late  imi)rovements  have  been  of  material  benefit  to  commerce, 
especially  to  that  coming  out  of  the  Baritan  Biver  from  the  Delaware 
and  Raritan  Canal.  The  parties  interested  in  this  latter  commerce 
now  claim  that  the  depth  in  the  South  Amboy  Channel  should  be 
increased  to  at  least  21  feet  at  mean  low  water. 

All  the  channels  arc  subject  to  deterioration  by  deposits,  the  South 
Amboy  Channel  to  a  less  degree  than  the  others.  Their  maintenance 
therefore  requires  that  frequent  dredging  should  be  done. 

No  complaint  has  been  made  by  mariners  during  the  year  that  the 
channels  have  not  furnished  adequate  accommodations  to  shipi>ing, 
except  as  has  been  stated  in  regard  to  South  Amboy  Channel. 

The  estimate  of  $95,000  recommended  for  the  fiscal  year  ending 
June  30, 1896,  will,  if  appropriated,  complete  the  project  of  1885,  and 
if  the  improvement  is  to  continue  thereafter  a  new  project  and  esti- 
mates will  be  required. 

The  amount  expended  during  the  fiscal  year  ending  June  30,  1894, 
inclusive  of  outstanding  liabilities,  was  $19,641.33. 

This  work  is  in  tbe  collection  district  of  Perth  Amboy,  which  is  the  nearest  port  of 
^ntry.    Nearest  li^i^ht-houBe,  Princes  Bay.    Nearest  fort,  at  Sandy  Hook,  New  Jersey. 

Amoun(8  ajypropriated. 


Application. 


Dredging 

Do 

Do 

Do j  S<'nt.  19. 189()  iO.OOO 

Do July  13,1802  40,000 


Date.        j  Amount. 


Mar.    3.1881  $.50,000 

Aug.   2.1882  .  5(),0«J0 

July    5,1884,  20,000 

Aug.  5,1886  37,500 

Aufi.11.1888'  25.000 


Total I j      262,500 


Amount  expended  to  June  30,  1894,  inclnsive  of  outstanding  liabilities. .  $260, 952. 82 
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Money  statement 

July  1, 1893,  balance  unexpended $21, 188. 51 

June  30, 1894,  amount  expended  during  fiscal  year 19, 64 1. 33 

July  1, 1894,  balance  unexpended 1,547.18 

{Amount  (estimated)  required  for  completion  of  existing  project 95, 375. 00 

Amount  tbat  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896  95, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 


COMMERCIALi  STATISTICS. 


The  commercial  statistics  for  the  fiscal  year  ending  June  30, 1890,  have  remained 
practically  unchanged,  and  are  therefore  herein  repeated. 

The  following  statement  of  the  commerce  of  South  Amboy,  N.  J.,  and  of  Raritan 
River  was  prepared  by  Hon.  D.  C.  Chase,  Mayor  of  South  Amboy,  N.  J. : 


Receipts  and  Shipments, 


Articles. 


Products  of  the  forest 

Products  of  quarries  and  mines 

Animal  products 

Agriculture 

Idanufactures 

Mechanical  and  miscellaneous. . 

Total 


Quantity. 


Ton*. 

33,851 

3. 020.  0i»3 

16.541 

37.557 

417. 90« 

320.005 

3.  815. 8GS 


Total  value,  $45,075,943. 


Vesaels  arrimng  and  departing. 


Class. 


Steamers 

Barks 

Brigs 

Schooners 

Sloops 

Propellers 

Sarges  and  lighters 

Total 


Number. 

Draft 

(loaded). 

Feet. 

6,038 

359,  300 

6  to  12 

40 

8.8t)0 

8        16 

40 

8,800 

«        16 

4,138 

248.280 

7        14 

1, 002 

52.  210 

5         7 

4,028 

280.  GH2 

7|       10 
7        16 

45,838 

2, 887,  7J»4 

61,124 

3,845,866 



The  following;  statement  of  the  commerce  of  Perth  Amboy,  N.  J.,  for  the  year  1889 
vas  received  from  Mr.  James  Donnelly,  superintendent  of  the  New  Jersey  division 
Lebigh  Valley  Railroad  Company : 
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Lehigh  Valley  Railroad  tonnage  eastward  and  westward  over  the  wharves  for  the  year  1889, 

[GrosH  tonn.] 


Received. 

Shipped 

1, 815, 521 
3.058 

Total. 

Coal 

Coal  pi»r». 

• 

Coke 

Freight  wharvw. 

1.818,570 

Grain 

125, 743 
34.052 
87,796 

Steel  mils 

J^jp-  iron 

471 
86,194 
33, 207 

100 

Iron  ore 

Lumber - 

875 

Fertilizer 

Clav -w 

5,662 
7, 732 

^ iscellanooua        ...-          -   -   --              - 

6,867 

«•*'  Export  Oil  Company's  wharf. 

•• 

387,705 
60,867 

VrtiUd  Jiejln 
Oil     

60,867 

Grand  total.,.. 

1 

2, 267, 151 

I 

Numhei'y  ionnagej  and  draft  of  vessels. 


Nnmber. 


Tonnage. 


Draft 


Vessels  transporting  coal. 

Steam 

Sailing 

Barges 

Boata 

Vessels  transporting  freight. 

Ocean  steamers 

Sailing  vessels 

Lighters 

Canal  boats 

Company's  wharf. 

Barks  and  ships .". 


102 

848 

311 

4,821 


10 

181 

57 

1,238 


59 


500  to  3, 000 

50        1,200 

500        1,200 

100  400 


1,500  3,500 

500  1,200 

200  500 

200  30O 


500        1,500 


Feet. 


10  to  23.5 
15        18 
6        13 
6 


15        18 


E13. 

REMOVING  SUNKEN  VESSELS  OR  CRAFT  OBSTRUCTING  OR  ENDANGER- 
ING NAVIGATION. 

{1)  Steam  tug  Talisman, — The  steam  tug  Talisman  was  sunk  in  Oed- 
ney  Channel  at  the  southern  entrance  to  ifew  York  Harbor,  September 
16, 1893,  by  being  run  into  by  the  steamer  Delaware.  The  length  of 
the  tug  was  88  feet,  beam  20.6  feet,  depth  9.9  feet,  and  net  tonnage  50 
tons. 

Sealed  proposals  for  the  removal  of  the  wreck  were  opened  Decem- 
ber 4, 1893,  and,  with  the  approval  of  the  Chief  of  Engineers,  the  work 
was  awarded  to  Townsend  &  Johnston,  at  a  cost  of  $850.  The  wreck 
was  successfully  removed  by  May  10, 1894. 

(2)  U.  S.  Engineer  dredge  Flood  Rock. — The  U.  S.  Engineer  dredge 
Flood  Rocky  while  at  work  011  reef  off  Sunken  Meadow,  East  Biver, 
ENG  94 50 
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yms  Ton  into  and  sunk  o»i  December  2^,  1803,  by  the  ferryboat  Wie^ 
hawken. 

Sealed  proposals  for  the  removal  of  the  wreck  were  opened  January 
31,  1894,  and  contract  was  entered  into  March  8,  1894,  witto  Jofari 
Austin,  of  Philadelphia,  Pa.,  ibr  raising  and  removing  the  wreck  of 
the  dredge  Flood  Rock  for  84,270.  This  contract  expired  May  1,  but, 
with  the  apx)roval  of  the  Chief  of  Engineers,  it  was  extended  to  May 
31,  to  June  30,  and  again  to  July  30, 

(3)  Barge  Milton. — The  barge  Milton^  with  a  cargo  of  coal,  was 
wrecked  on  the  north  side  of  reef  off  Sunken  MeaSow,  Hell  Gate, 
East  Kiver,  Xew  York,  on-Xovember  20, 1893.  The  cargo  was  removed 
by  the  owners,  and  several  unsuccessful  attempts  were  made  to  raise 
the  vessel.  On  January  20, 1894,  the  barge  slipped  off  into  deep  wate^ 
adjacent  to  the  reef.  Two  of  her  uiasts  had  been  removed  before  she 
disappeared,  and  the  remaining  nmst  was  broken  off  immediately  above 
the  deck  by  a  charge  of  dynamite.  The  wreck  lies  in  85  feet  of  water, 
with  r;0  feet  of  water  over  her  deck.  During  the  coming  season  an 
attempt  will  be  made  to  destroy  the  hull  of  the  vessel,  to  prevent  irreg- 
ularities of  the  currents. 

The  total  amount  expended  during  the  year  upon  removal  of  wrecks 
is  *930.39. 

Abatract  of  propomils  for  removal  of  wreck  of  U.  S,  stuam  dredge  Flood  Rock,  in  Eatt 
Jiivn-,  Sew  York,  received  in  response  to  advertisement  dated  January  S,  1894,  and 
opened  January  SI,  1894,  hy  Lieut,  Col.  G.  L,  Gillespie,  Corps  of  Engineers. 


Price  bid— 

No.               Name  nnd  address  of  bidder. 

For  pur- 
chase and 
removal 

of 
dredge. 

For  rais- 
ing of 
dredge  and 
towing  to 
designated 
spot. 

Bemarks. 

1     John  Austin  710  Walnut  street    Phila- 

$4,270      T.nwMt.      hill       for       ml«ln<r 

delphia,  Pa. 

2  ,  William    Dn   Bois,   (W2  Mercy   avenue, 

Brooklyn,  N.  Y. 

3  Chapman  Derrick  and  Wrecking  Co.,  70 
1      Souih  Htret^. 

$1,000 

dredge. 
Bid   much   below    valae  of 
dredge. 

5,700 

£  14. 

MODIFICATION  OF  HARBOR  LINES  ON  WEST  BANK    OF  HARLEM  RIVER, 
NEAR  WASHINGTON  BRIDGE,  NEW  YORK. 

City  op  New  York, 
Department  of  Public  Parks, 

49  AND  51  Chambers  Street, 
Commissioners^  Office^  July  11^  1893. 
Sir:  By  chapter  102  of  the  laws  of  1893  of  the  State  of  New  York, 
authority  was  given  to  the  city  of  New  York  to  construct  a  speedway 
along  the  westerly  bank  of  the  Harlem  Eiver  northerly  of  One  hun- 
dred and  fifty-fifth  street. 

The  department  of  public  parks  of  the  city  of  New  York,  now  having 
the  matter  in  charge  and  acting  for  the  city  of  New  York,  has  caused 
elaborate  and  minute  surveys  to  be  made  of  the  premises  by  its  engi- 
neers, and  from  which  surveys  it  is  clearly  shown,  and  it  seems  advisable 
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for  all  interests,  that  before  the  work  of  constructiDg  the  speedway 
shall  be  actually  commenced  that  slight  modihcations  should  first  be 
made  in  the  bulkhead  lines  of  the  Harlem  Kiver  between  points  some 
500  feet  southerly  of  High  bridge  and  those  at  a  similar  distance  north- 
erly of  Washington  bridge,  as  established  by  the  Harbor  Line  Board 
October  18, 1890,  and  subsequently  approved  by  the  Secretary  of  War.* 
Having  this  matter  under  consideration,  the  park  board,  by  resolu- 
tions adopted  July  0,  1893,  approved  the  report  of  its  engineer,  and 
designated  the  undersigned  as  its  committee  to  present  to  y(m  the 
subject-matter  of  modifying  the  location  of  the  bulkhead  lines  on  tlie 
Harlem  River  between  the  points  above  named,  with  the  request  that 
you  will  cause  directions  to  be  given  to  the  Harbor  Lino  Board  to  recon- 
sider their  former  action  so  far  as  relates  to  the  bulkhead  lines  of  the 
Harlem  River  between  the  points  named,  and. that  the  Board  of  Engi- 
neers be  authorized  to  give  the  park  board  a  hearing,  and  request  it  to 
repoit  their  findings  to  you  at  as  early  a  day  as  may  be  convenient. 
We  have  the  honor  to  be,  sir,  yours,  respectfully, 

Taul  Dana, 


Hon.  Daniel  S.  Lamont, 

Secretary  of  TFar. 


George  C.  Clausen. 


[Second  indorscmout.] 

Office  Chief  of  Engineers, 

U.  S.  Akmy, 

July  13, 1893. 
Respectfully  referred  to  the  Harbor  Line  Board  for  New  York  Har- 
bor and  its  adjacent  waters  for  report. 

The  Board  will  give  the  commissioners  of  public  parks  of  New  York 
City  a  hearing  on  the  subject  of  this  petition. 

Thos.  Lincoln  Casey, 

Brig.  Gen.,  Chief  of  Engineers. 

[Third  indorsement.] 

The  New  York  Habboe  Line  Board, 

New  YorJc  City,  July  27, 1893. 
Respectfully  returned  to  the  Chief  of  Engineers,  inviting  attention 
to  the  accompanying  report  of  the  Board  of  this  date. 

Henry  Ij,  Abbot, 
Colonel  of  Engineers  J  Bvt.  Brig.  Gen.,  U.  8.  A.^ 

President  of  the  Board. 

report  of  board  of  engineers. 

Harbor  Line  Board, 

New  YorJc  City,  July  27,  1893. 
General:  In  accordance  with  instructions  conveyed  in  your  indorse- 
ment of  the  13th  instant  upon  the  application  of  the  dei)artment  of 
public  parks  of  New  York  City  for  a  modification  of  the  harbor  lines 
on  the  west  bank  of  the  Harlem  River  north  of  One  hundred  and  flfty- 


•  See  Annual  Report  Chief  of  Engineers,  1891,  p.  958. 


Digitized  by  VjOOQIC 


788         BEPOET   OF   THE    CHIEF   OF   ENGIXEEEJS,  U.  S.  ARMY. 

fifth  street,  the  New  York  Harbor  Line  Board  has  given  a  hearing  to 
a  committee  consisting  of  Messrs.  Paul  Dana  and  George  C.  Ohiusen, 
who  fully  explained  the  wishes  of  their  department.  A  stenographic 
record*  of  this  hearing  accompanies  this  report,  together  with  two 
maps*  presented  in  explanation  of  the  application. 

Tlie  Board  appreciates  the  importance  of  a  public  line  of  travel  con- 
necting the  streets  of  the  city  at  the  proposed  point  of  starting  with 
the  district  near  Kings  bridge.  The  city  authorities  urge  also  the 
advantages  of  a  public  driveway  where  no  cross  streets  will  interfere 
with  high  speed,  and  where  the  natural  beauties  of  the  surroundings 
will  add  to  the  attractions  of  a  pleasure  resort  open  to  all.  They  also 
urged  that  the  diminution  of  the  proposed  general  width  of  the  road- 
way at  tbe  Washington  bridge  from  100  feet  to  40  feet  would  be  dan- 
gerous to  vehicles  driven  rapidly.  The  Board  can  not,  however,  fail 
to  recognize  that  these  advantages  should  not  be  obtained  by  seriously 
interfering  with  a  greater  public  interest,  the  free  navigation  of  the 
Harlem.  One  imx)ortant  object  of  the  improvement  of  this  river  now 
in  progress  is  to  relieve  the  congested  chaunel  around  the  southern 
portion  of  the  city  from  the  transit  of  canal  boats  en  route  from  the 
upper  Hudson  to  Long  Island  Sound.  The  public  journals  of  late  have 
contained  vigorous  complaints  against  the  passage  of  these  tows  as 
interfering  with  ferryboats  and  other  vessels  and  endangering  life  in 
this  crowded  waterway.  The  general  width  of  the  navigable  channel 
of  the  Harlem  has  been  fixed  at  400  feet,  but  at  a  part  of  the  locality 
in  question  this  width  has  been  reduced  already  to  375  feet  to  avoid 
interference  with  vested  rights  on  the  east  bank.  This  change  in  the 
project  was  advised  unwillingly,  as  appears  from  the  report  of  the 
Board  of  Engineers  dated  Augusts,  1886,  which  contains  the  following 
language: 

Tlie  Board  in  its  report  dated  June  2,  1886,  declined  to  recommend  the  narrowing 
of  the  cbauuel  in  tbe  Harlem  River  opposite  tbe  Ogden  estate  to  350  feet  or  to  move 
the  400-foot  channel  50  feet  to  the  westward,  ns  tbe  first  project  wonld  unduly  nar- 
row the  channel  and  the  second  would  niaterialJy  increase  the  expense  of  the  work. 

While  any  diminution  in  width  is  undesiraUIe,  should  it  be  considered  adyisable 
to  modify  the  original  plan  for  the  purpose  of  avoiding  tedious  litigation  and  hasten- 
ing the  commencement  of  tbe  work,  and  since  a  more  favorable  landing  place  would 
be  obtained,  it  can  be  done. 

The  reduction  in  width  at  this  point  to  375  feet  will  not  oifer  any  serious  inoon- 
venience,  as  the  formation  of  the  western  bank  will  not  admit  the  construction  of 
wharves  and  landing  places.  The  eastern  side  only  can  be  encumbered  with  vesaeLs 
discharging  cargo. 

In  studying  the  project  now  before  us,  which  has  the  approval  of  the 
city  authorities  and  is  therefore  entitled  to  much  weight,  the  Board 
has  endeavored  to  reconcile  as  far  as  possible  the  two  conflicting 
interests. 

The  projected  speedway  is  planned  to  have  a  width  of  100  feet 
between  curbs,  with  side  promenades  each  25  feet  in  width.  At  two 
points  only  in  the  total  distance  of  about  2^  miles  do  obstacles  exist 
which  cause  a  change  in  the  established  harbor  lines  to  be  desirable. 
These  points  are  situated  at  High  bridge  and  at  Washington  bridge. 

At  High  bridge  the  space  between  piers  is  70  feet,  and  as  the  drive- 
way crosses  its  line  at  a  small  angle  the  carriage  space  is  practically 
reduced  to  about  67  feet,  while  the  i)romenade  on  tlie  river  side  is  wholly 
cut  off.    In  the  opinion  of  the  Board,  an  iron  footway  about  12  feet  in 


'Omitted. 
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width  carrieil  arouud  the  river  side  of  the  outer  pier  would  meet  all 
needs;  but  if  the  city  authorities  are  not  satisfied  with  this  arrange- 
ment of  the  difficulty  the  bridge  pier  obstructing  the  carriageway  may 
be  replaced  by  an  iron  truss  covering  two  spans  and  affording  the  full 
width  desired.  At  this  locality,  therefore,  the  Board  can  not  recom- 
mend any  change  in  the  established  harbor  lines. 

At  Washington  bridge  the  difficulty  is  more  serious.  The  abutment 
unfortunately  stands  in  the  middle  of  the  projected  carriageway,  leav- 
ing a  minimum  space  between  it  and  the  established  bulkhead  line  of 
only  about  41  feet.  The  application  is  to  shift  the  bulkhead  line  at 
this  place  about  58  feet  toward  the  channel.  But  as  the  width  here 
has  already  been  reduced  from  400  feet  to  375  feet,  as  noted  above,  this 
would  leave  a  width  of  channel  of  only  about  317  feet,  which  is  a  reduc- 
tion greater  than  the  Board  thinks  advisable,  since  the  east  bank  is  suit- 
able to  and  will  be  used  for  commercial  purposes  involving  the  lying  of 
vessels  along  the  bulkhead,  thus  further  reducing  the  waterway. 

The  Board  regards  any  encroachment  on  the  channel  as  injurious  and 
as  likely  in  the  future  to  give  rise  to  well-grounded  complaints  from 
the  shipping  interests. 

In  view  of  the  need  of  an  ample  highway,  the  Board,  however,  recom- 
mends that  an  additional  width  of  about  21  feet  be  given  by  modifying 
the  established  harbor  line  as  explained  below  and  as  shown  on  the 
accompanying  map.*  This  plan  involves  an  interruption  to  the  prom- 
enade on  the  river  side  in  the  vicinity  of  the  abutment,  which  may  be 
obviated  either  by  an  iron  foot  bridge  on  the  water  side  leaving  a  clear 
headway  of  24  feet,  or  by  two  iron  footbridges  crossing  to  the  west 
promenade  at  suitable  distances  before  reaching  and  after  leaving 
Washington  bridge.  Similar  bridges  are  now  used  at  several  street 
crossings  of  the  New  York  Central  Railroad  north  of  the  Forty-second 
street  station. 

This  plan  is  regarded  as  a  compromise  not  wholly  satisfactory,  and  the 
difficulty  can  better  be  met  by  the  purchase  by  the  city  of  a  space  on 
the  east  bank  identical  with  that  called  for  by  the  desired  extension 
of  the  bulkhead  line  on  the  west  bank  and  the  shifting  of  the  estab- 
lished bulkhead  lines  on  both  banks  to  the  eastward,  preserving  the  full 
width  of  channel  (375  feet)  between  them,  as  now  determined.  This 
alternative  plan  the  Board  prefers,  if  satisfactory  to  the  city  authorities. 

Tlie  modification  of  the  harbor  lines  suggested  above  may  be  pre- 
cisely defined  as  follows: 

Beginning  at  a  i)oint  A  on  the  harbor  line  on  the  west  bank  of  the 
Harlem  River  established  by  the  Secretary  of  War  October  18, 1890, 
721  feet  south  of  the  center  line  of  the  western  abutment  of  Washing- 
ton bridge,  the  recommended  line  runs  thence  northerly  in  a  sraight 
course  a  distance  of  1,630  feet  to  a  point  B  in  the  said  harbor  line  889 
feet  north  of  the  center  line  of  said  western  abutment. 

The  coordiliates  of  the  point  A  are  north  6180.03  and  east  741.48, 
and  those  of  point  B  are  north  7806.61  and  east  708.37;  the  origin  of 
coordinates  being  the  southeast  corner  of  Tenth  avenue  at  its  intersec- 
tion with  One  hundred^nid  fifty-fifth  street,  New  York  City. 

The  modified  line  so  drawn  will  pass  to  the  eastward  of  the  eastern 
face  of  the  western  abutment  of  Washington  bridge  a  distance  of  62 
feet  approximately  and  eastward  of  the  established  harbor  line  at  that 
point  a  distance  of  21  feet.     Such  a  line  gives  all  the  extension  of  the 
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harbor  line  at  that  point  which  the  Board  thinks  can  be  granted  con- 
sistently with  a  due  regard  to  the  "preservation  and  protection  of  the 
navigable  waters"  of  the  Harlem  River. 
Respectfully  submitted: 

Henry  L.  Abbot, 

Colonel  of  Engineers j 

Bvt.  Brig.  Oen.^  L\  8.  A. 

0.  B.  GOMSTOCK, 

Colonel  of  ifngineersj 

Bvt.  Brig.  Gen.y  U.  8.  A. 
Henry  M.  Robert, 

Lieut.  Col.  Corps  of  Engineers, 
Or.  L.  Gillespie, 

Lieut.  Col.j  Corps  of  Engineers. 
Brig.  Gen.  Thomas  L.  Casey, 

Chief  of  Engineers  J  U.  8.  A. 

[First  indorsemont.] 

Office  Chief  of  Engineers, 

U.  S.  Army, 
8eptemher  J23y  1893. 

Respectfully  returned  to  the  Secretary  of  War,  with  recommendation 
that  the  modification  of  the  established  harbor  line  for  the  Harlem 
River  at  "  Washingtcm  bridge,'^  as  explained  in  the  within  report  and 
delineated  on  the  accompanying  drawing,  be  approved,  and  that  the 
Secretary  place  his  approval  both  upon  this  report  and  upon  the 
drawing. 

Thos.  Lincoln  Casey, 

Brig.  Gen.,  Chief  of  Engineers. 

[Second  indoniement.] 

War  Department,  October  2^  1893. 
The  within  report  of  the  New  York  Harbor  Line  Board  is  approvetl 
as  recommended  by  the  Chief  of  Engineers. 

Daniel  S.  Lamont, 

Secretary  of  War. 


E  15. 

ESTABLISHMENT  OF  HARBOR  LINES  ALONG  WESTCHESTER  CREEK,  NEV/ 

YORK. 

2SEW  York,  June  12^  1894. 
Sir  :  I  respectfully  request  that  a  dock  or  harbor  line  be  established 
along  Westchester  Creek,  Westchester  County,  IS^ew  York.    Several 
bulkhead  docks  are  already  built. 
Yours, 

Alex.  J.  Howell. 
Hon.  Secretary  of  War. 
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report  of  lieut.  col.  g.  l.  gillespie,  corps  of  engineers. 

Engineer  Office,  D.  8.  Army, 

Neio  Yorl\,  N.  F.,  June  33, 1894. 

GENER4L :  lleferring  to  second  indorsement,  oflBce  Chief  of  Engineers, 
June  14, 1894,  I  have  the  honor  to  say  that,  in  myopinion,  harbor  lines 
should  beestabhshed  along  Westchester  Greek. 

Tlie  width  of  the  stream  at  the  entrance  to  the  estuarj',  estimated 
between  the  high-water  lines  of  the  two  banks,  is  550  feet,  and  at  the 
head  of  navigatioft  100  feet. 

*These  widths  are  already  small,  and  cai^^not  be  diminished  by  arti- 
ficial structures  without  endangering  the  future  commercial  importance 
of  the  creek. 

At  present  navigation  is  carried  on  chiefly  at  high  water,  as  the 
average  depth  in  the  channel  is  4  to  5  feet  only,  the  range  of  tides 
being  7  feet  appix)ximatcly.  There  are  few  wharves  upon  the  stream, 
and  none  project  beyond  the  low-water  line. 

It  is  not  practicable  to  describe  by  precise  courses  and  distances  the 
harbor  lines  herein  recommended  for  adoption,  as  there  are  no  improve- 
ments, built  of  permanent  materials,  along  the  banks  to  which  the  dif- 
ferent points  of  the  lines  may  be  referred  by  coordinates. 

It  is  therefore  deemed  preferable  to  locate  them  by  the  high-water 
and  low- water  marks  represented  uiK)nthc  latest  chart  of  Westchester 
Creek,  prepared  from  the  survey  of  May- June,  1891,  to  which  reference 
is  made  in  the  Annual  Report  of  the  Chief  of  Engineers,  1891,  part  1, 
p.  955,  and  to  show  upon  an  illustrative  map  the  exact  distances 
between  the  harbor  lines  of  the  two  banks  at  different  points  from  the 
estuary  to  the  head  of  navigation  at  Westchester. 

The  improvement  proposed  for  this  stream  in  1891  contemplated  a 
channel  width  of  100  feet  across  the  estuary  ;  thence  80  feet  width  to  a 
point  1,000  feet  above  Scriven's  Wharf;  and  thence  60  feet  width  to  the 
head  of  navigation.  (Annual  Report  Chief  of  Engineers,  1891,  part  1, 
p.  956.) 

1  have  the  honor  to  reconimend  that  the  bulkhead  line  of  each  bank 
be  located  generally  along  the  high-water  line,  and  be  given  such 
directions  as  will  avoid  nndue  sinuosities,  and  that  the  pierhead  line  of 
each  bank  follow  the  adjacent  low-water  line  in  such  manner  that  the 
width  between  the  opposite  bulkheads  shall  diminish  uniformly  from  500 
feet  at  the  entrance  to  100  feet  at  Westchester. 

The  exact  relations  between  the  two  sets  of  lines  at  every  point 
between  the  estuary  entrance  and  the  head  of  navigation  are  clearly 
delineated  upon  an  accompanying  tracing,*  which  is  is  a  copy  of  the 
chart  prepared  from  the  survey  of  1891. 

The  proiK)sed  lines  have  been  exhibited  to  as  many  parties  in  inter- 
est along  the  river  as  could  be  reached,  and  no  opposition  to  their 
establishment  has  been  expressed. 

Very  respectfully,  your  obedient  servant, 

G.   L.   GiLLKSPlE, 

IJent,  Co},.  Corps  of  Engineers. 
Brig.  Gen.  Thomas  L.  Casey. 

Chief  of  Engineers^  U.  S.  A. 


•  Omitted. 
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[First  indorsement.] 

Office  Chief  of  Engineers, 

U.  S.  Army, 
June  ^8, 1894. 
Eespectftilly  submitted  to  the  Secretary  of  War. 
The  establishment  of  harbor  lines  along  Westchester  Creek  having 
been  requested,  the  subject  Las  been  given  careful  consideration  by 
Lieut.  Col.  G.  L.Gillespie,  Corps  of  Engineers,  to  whose  report  herein 
attention  is  respectfully  invited. 

Col.  Gillespie  is  of  the  opinion  that  harbor  lines  should  be  estab- 
lished along  Westchester  Week  from  the  estuary  at  East  Kiver  to  West- 
chester, N.  Y.,  and  he  accordingly  submits  the  accompanying  drawing* 
on  which  are  delineated  the  pier-head  and  bulkhead  lines,  the  estab- 
lishment of  which  is  considered  essential. 

I  recommend  that  these  lines  be  approved,  and  that  the  Secretary 
place  his  approval  both  upon  this  report  and  upon  the  drawing. 

Thos.  Lincoln  Casey, 
Brig.  Om.y  Chief  of  Engineers, 

[Second  Indorsement.] 

War  Department,  June  29^  1894. 
Approved  as  recommended  by  the  Chief  of  Engineers. 

Daniel  S.  Lamont, 

Secretary  of  War. 

*  Omitted. 
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APPENDIX  F. 


IMPROVEMENT  OF  RIVERS  AND  HARBORS  IN  SOUTHWESTERN  PART  OF 
LONG  ISLAND  AND  NEAR  STATEN  ISLAND,  NEW  YORK.  AND  IN  NORTH- 
EASTERN NEW  JERSEY. 


REPORT  OF  CAPT.  THOMAS  L,  CASEY,  CORPS  OF  ENGINEERS,  OFFICER 
IN  CHARGE,  FOR  THE  FISCAL  YEAR  ENDING  JUNE  SO,  1894,  WITH 
OTHER  DOCUMENTS  RELATING  TO  THE  WORKS. 


IMPROVEMENTS. 


1.  Sumpawanus  Inlet,  New  York. 

2.  Caiiarsie  Hay,  New  York. 

3.  Sheepshead  Bay,  New  York. 

4.  Arthur  Kill,  New  York  and  New  Jer- 

sey. 

5.  Channel  between  Staten    Island  and 

New  Jersey. 

6.  Passaic  River,  New  Jersey. 

7.  Elizabeth  River,  New  Jersey. 

8.  Rah  way  River,  New  Jersey. 

9.  Raritan  River,  New  Jersey. 


10.  South  River,  New  Jersey. 

11.  Key  port  Harbor,  New  Jersey. 

12.  Mattawan  Creek,  New  Jersey. 

13.  Shoal  Harbor  and  Comptou  Creek, 

New  Jersev. 

14.  Shrewsbury  River,  New  Jersey. 

15.  Manasquan  (Squan)  River,  New  Jer- 

sey. 

16.  Removing  sunken    vessels    or  craft 

obstructing  or  endangering  navi- 
gation. 


HARBOR    LINKS. 

17.  Shrewsbury  River,  New  Jersey. 


Engineer  Ofpioe,  U.  S.  Army, 

New  Yorkj  July  9j  1894. 
General:  I  have  the  honor  to  transmit  herewith  my  annual  report 
on  the  works  of  river  and  harbor  improvement  in  my  charge  lor  the 
fiscal  year  ending  June  30, 1894. 

Very  respectfully,  your  obedient  servant, 

Thos.  L.  Casey, 
Captain^  Corps  of  Engineers, 
Brig.  Gen.  Thomas.  L.  Casey, 

Chief  of  Engineers^  U.  8.  A. 
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F  1. 

IMPROVEMENT  OF  SUMP  AW  ANUS  INLET,  NEW  YORK. 

Snmpawanus  Inlet,  known  in  the  neighborhood  and  on  the  Coast 
Survey  charts  as  Sumpa wains  Creek,  is  a  small  creek  on  the  south  side 
of  Long  Island,  emptying  into  the  Great  South  Bay.  It  lies  about  36 
miles  oast  of  New  York  City,  15  miles  east  of  the  western  end  of  Great 
South  Bay,  and  nearly  twice  as  far  from  its  eastern  end. 

The  project  of  improvement  provides  for  dredging  a  channel  150 
I'eet  wide  and  5  feet  deep  at  mean  low  water  from  the  5-toot  curve  iu 
the  bay  to  the  steamboat  dock  at  the  mouth  of  the  creek,  a  distance  of 
about  1,500  feet,  and  thence  5  feet  deep  and  100  feet  wide  up  the  inlet 
to  the  town  of  Babylon,  a  distance  of  about  3,500  feet  farther.  The 
estimated  cost  of  making  this  improvement  is  $23,115. 

Of  this  amount  $7,000  has  been  appropriated,  the  last  allotment  being 
included  in  the  act  of  August  2, 1882.  With  tliis  sum  the  channel  was 
given  a  width  of  75  feet,  and  mean  low  water  depth  of  5  feet  from  the 
steamboat  wharf  to  a  point  750  feet  below,  besides  two  cuts,  each  25 
feet  wide,  alongside  the  wharf.  The  improvement  has,  however,  not 
been  permanent,  as  shown  by  an  examination  made  in  1886. 

Ten  thousand  dollars  can  be  expanded  in  giving  a  5- foot  channel  out 
into  the  bay  for  the  use  of  steamboats,  but  I  think  that  the  work  is 
more  a  matter  of  local  than  public  interest. 

Tills  work  is  in  tho  coHection  district  of  New  York,  which  is  the  nearest  port  of 
entry.    Nearest  light-house,  Fire  Island  Light;  nearest  fort,  Fort  Hamilton. 

Tlie  amount  of  revenue  collecteil  at  the  port  of  Now  York  during  the  liscal  year 
ending  June  30,  1894,  was  $87,849,487.58. 

AMOUNTS   APPROPllIATED. 

By  act  of— 

March  3.  1881 $5,000 

August  2,  1882 2,000 

Total 7,000 

Amount  expended 7, 000 

Money  ataieineiiL 

{Amount  (estimated)  required  for  completion  of  existing  project $16, 115  00 
Amount  that  can  he  profitahly  expended  iu  flscal  year  ending  J  uue  30, 1896    10, 000, 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 


COMMERCIAr.   STATISTICS. 


The  following  statistics  relative  to  tho  commerce  of  Sumpawanus  Inlet,  New  York, 
durijj«x  the  year  ending  December  31,  1893.  were  kindly  furnished  by  Hon.  .James  B. 
Cooper,  justice  of  the  peace,  Babylon,  L.  I. 


Articles.                            Amonnt.     Value. 

Vessols. 

Number,    ^^-g^ 

Avenijre 
tonnage. 

OvstorB  flnd  clams .................... 

Tom,     ! 

140  1    ^,000 

330  i      46  200 

800         22. 000 

80           7, 000 

Steam.... 
Sail 

Feet. 

310  [             2i 

Tons. 
80 

Fish    

12 

Build  in|{  material 

M iHc«'!]l»PW)ii<»  . - ^-, .,,„,,. ,-- 

1 

Total 

1  n.<U)  1    iai  7no 

312    j 

This  table  shows  a  decrease  of  70  tons  when  compared  with  that  given  for  calen- 
dar year  1892. 
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F2. 
IMPROVEMENT  OF  CANARSIE  BAY,  NEW  YORK. 

The  first  survey  of  this  bay  witb  a  view  to  its  improvement  was  made 
in  1879.  The  scheme  of  improvement  involved  a  channel  G  feet  deep  at 
mean  low  water,  and  100  to  150  feet  wide,  extending  from  the  shore  at 
Canarsie  Landing  to  the  navigable  channel  in  Jamaica  Bay,  a  distance 
of  about  3,500  feet.  It  was  thought  that  the  channel  might  be  main- 
tained by  the  construction  of  two  pile  dikes,  forming  a  tidal  reservoir. 
The  estimated  cost  under  this  project  was  $88,000.  A  history  of  the 
work  in  considerable  detail  is  given  in  the  Annual  Keport  of  the  Chief 
of  Engineers  for  1887,  Part  I,  p.  637. 

The  total  amount  expended  on  this  improvement  to  June  30, 1893,  w^as 
$48,535.88,  with  which  two  pile  dikes  had  been  built  and  maintiiincd  on 
the  north  and  south  sides  of  the  channel  at  its  entrance  into  Jamaica 
Bay  1,058  and  820  feet  long,  respectively,  and  the  channel  dredged  to  a 
depth  of.6  feet  at  mean  low  water  and  width  of  about  125  feet  from 
Canarsie  Landing  to  the  deep  water  of  the  bay.  In  addition  to  this 
several  other  improvements  not  contemplated  in  the  main  pi-oject,  but 
which  added  materially  to  the  facility  of  navigation  or  to  the  mainte- 
nance of  the  channel,  had  been  executed,  viz,  the  excavation  of  a  cut 
100  feet  long  and  50  feet  wide,  with  a  depth  of  6  feet,  on  the  east  side 
of  the  steamboat  landing  at  Canarsie,  and  a  cut  at  the  end  of  the  wharf 
at  Canarsie  Lauding  extending  through  to  the  southwest  to  connect 
with  the  southwest  channel,  the  latter  for  the  i^urpose  of  promoting 
tidal  circulation.  The  tidal  currents  are  due  to  a  mean  rise  and  fall  of 
4.7  feet. 

Dredgiiig  under  contract  dated  April  15, 1893,  with  J.  IT.  Fenner,  of 
Jersey  City,  N.  J.,  as  detailed  in  my  Annual  Eeport  for  1803,  i>.  1101, 
was  begun  May  23,  1893,  and  at  the  close  of  that  fiscal  year  7,867 
cubic  yards  of  material  had  been  removed.  This  contract  was  con- 
cluded July  12,  1893,  with  a  total  removal  of  10,800  cubic  yards  of 
material,  2,805  cubic  yards  of  which  was  dredged  from  the  main  chan- 
nel, and  7,995  cubic  yards  from  the  west  channel,  at  21  cents  and  40 
cents  per  cubic  yard,  re8j)ectively. 

Under  this  contract  the  main  channel  alongside  and  in  front  of 
Canarsie  Landing  attained  a  mean  low- water  depth  of  G  feet  and  width 
of  70  feet  for  a  distance  of  440  feet,  and  the  west  channel  was  given  a 
mean  low- water  depth  of  4  feet,  with  widths  of  from  20  to  70  feet,  for  a 
distance  of  1,317  feet.  Slight  necessary  repairs  were  made  to  the  east 
dike  in  December,  1893. 

The  expenditures  during  the  fiscal  year  amounted  to  $4,462.02,  as 
follows: 

Dreilging  nn<ler  contract $3,  871 .  20 

Repairing  dike 143. 23 

Inspection 40. 00 

Drafting 150.00 

Administration 257. 59 

Total 4,462.02 

Canarsie  Landing  besides  being  the  terminus  of  the  Brooklyn,  liocka- 
way  Beach  and  Jamaica  Bay  Eailroad,  from  which  passengers  are  trans- 
shipped by  steamer  to  Bockaway  Beach,  has  a  large  fishing  industry. 

It  is  thought  that  $10,000  will  suffice  to  complete  the  present  scheme 
of  improvement,  but  other  amounts  will  have  to  be  appropriated  from 
time  to  time  in  order  to  maintain  the  channels. 
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This  work  is  in  tho  collection  district  of  New  York,  which  is  the  nearest  port  of 
entry.    Nearest  light-house,  Fort  Tompkins  Light;  nearest  fort,  Fort  Hamilton. 

The  amount  of  revenue  collected  at  the  port  of  New  York  during  the  fiscal  year 
ending  June  30,  1894,  Avas  $87,849,487.58. 

AMOUNTS   APPROPRIATED. 

By  act  of— 

June  14,  1880 $10,000.00 

Marcns,  1881 5,000.00 

August  2,  1882 3,000.00 

July  5, 1884 5,000,00 

Augusto,  1886 10,000.00 

August  11,  1888 10,000.00 

September  19,  1890 5,000.00 

July  13,  1892 5,000.00 

Total 53,000.00 

Amount  expended , 52, 997. 90 

Money  statement. 

Julyl,  1893,  balance  unexpended $4,464. 12 

June  30,  1894,  amount  expended  during  fiscal  year 4, 462. 02 

July  1,  1894,  balance  unexpended 2. 10 

{Amount  (estimated)  required  for  completion  of  existing  project 35,  000. 00 
Amount  that  can  be  profi  tably  expended  in  fiscal  year  ending  J  une  30, 1896      8, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 


COMMERCIAL  STATISTICS. 


The  following  statistics  relative  to  the  commerce  of  Canarsie  Bay,  New  York,  dur- 
ing the  year  ending  December  31,  1893,  were  furnished  by  Mr.  William  Warner, 
superintendent  of  the  Brooklyn,  Jamaica  Bay  and  Rockaway  Beach  Railroad : 


Articles. 

Amount. 

Value. 

Vessels. 

N-b.r.  >-■*«« 

Avera^ce 
toDuag^. 

Firth ; 

TwM. 

3,010 

5,500 

43, 000 

IS.  000 

$215,000 
16,000 
43,000 
36,500 

Steam  .... 

Sail 

Yachts  . . . 

6 

76 
100 

Feet. 

1 

Ton*. 

Coal 

SB 

FertiliKera 

4 

Oyatera  and  claioB 

Total 

69, 510 

310,500 

181 



The  above  table  shows  an  increase  of  2,000  tons  over  that  reported  for  year  1892. 


F  3- 
IMPROVEMENT  OF  SHEEPSHEAD  BAY,  NEW  YORK. 

Sheepshead  Bay,  Long  Islaiid,  is  a  small  tidal  bay  about  2  miles  long, 
lying  inside  Coney  Island,  New  York,  and  extending  eaHterly  from  the 
village  of  Gravesend  to  iiockaway  Inlet,  into  which  it  empties.  Its 
width  varies  from  100  to  1,000  feet,  and  its  depths  from  0  to  10  feet 
at  mean  low  water.  The  natural  entrance  is  subject  to  progressive 
changes  of  position,  due  to  the  action  of  the  waves  on  the  sandy 
beaches. 
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The  original  project  for  the  formation  and  maintenance  of  a  dredged 
channel  100  feet  wide  and  6  feet  deep,  mean  low  water,  was  raoditled 
in  February,  1889,  the  modified  project  contemplating  a  channel  5,350 
feet  long,  60  feet  wide,  and  5^  feet  deep,  mean  low  water,  from  the  town 
of  Sheepshead  to  within  1,080  feet  of  Dead  Horse  Inlet  Cut,  to  connect 
with  the  channel  of  similar  width  and  depth  already  existing  at  that 
point.  This  channel,  which  was  completed  December  6, 1889,  seems  to 
have  maintained  itself  in  a  very  satisfactory  manner. 

The  amount  expended  on  this  project  to  the  end  of  the  fiscal  year 
ending  June  30, 1893,  was  $25,943.45. 

With  this  amount  a  channel  had  been  dredged  100  feet  wide  and  6 
feet  deep  at  mean  low  water,  connecting  the  east  end  of  the  bay  with 
Dead  Horse  Inlet,  and  the  interior  channel  dredged  60  feet  wide  and 
5i  feet  deep,  at  mean  low  water,  for  a  distance  of  3,400  feet  from  the 
town  of  Sheepshead  toward  Dead  Horse  Inlet.  The  first- mentioned 
channel,  from  a  survey  in  1887,  was  observed  to  have  not  maintained 
itself,  having  contra<jted  to  a  width  of  60  feet  with  an  average  depth 
of  5^  feet  mean  low  water. 

Sheepshead  Bay  is  a  harbor  of  minor  imx>ortance,  and  must  so  con- 
tinue until  the  entrance  can  be  improved  by  an  expensive  system  of 
jetties.  At  present  it  is  for  the  most  part  used  as  a  haven  for  small 
oyster  and  clam  boats  and  for  a  large  fleet  of  pleasure  boats  in  the 
summer  season.  The  utility  of  future  appropriations  must  be  judged 
of,  therefore,  by  these  facts. 

The  expenditures  for  the  fiscal  year  ending  June  30, 1894,  amount  to 
$24.50  for  office  expenses. 

Thi8  work  is  in  the  collection  district  of  New  York,  which  is  the  nearest  port  of 
entry;  nearest  light-house,  Fort  Tompkins  Li^i^htj  nearest  fort,  Fort  Hamilton. 

The  amount  of  revenue  collected  at  the  port  of  New  York  during  the  fiscal  year 
cndini;  June  30, 1894,  is  $87,849,487.58. 

Original  estimate  (1879) $100,000 

Revised  estimate  (1882) 34,200 

AMOUNTS   APPROPRIATED. 

By  act  of— 

June  14, 1880 $3,000.00 

March  3, 1881 5,000.00 

August  2, 1882 3,000.00 

July  5, 1884 5,000.00 

August  5, 1886 -5,000.00 

August  11, 1888 5,000.00 

Total ■ 26,000.00 

Amount  expended 25, 967. 95 

Money  statement. 

July  1, 1893,  balance  unexpended $56. 55 

June  30, 18S4,  amount  expended  during  fiscal  year 24. 50 

July  1, 1894,  balance  unexpended 32. 05 

July  1,1894,  outstanding  liabilities 29.68 

July  1, 1894,  balance  available 2.37 

Amount  (estimated)  required  for  completion  of  existing  project 8, 200. 00 

Submitted  in  compliance  with  requirements  oL sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 
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F  4. 

IMPROVEMENT  OF  ARTHUR  KILL,  NEW  YORK  AND  NEW  JERSEY. 

A  history  of  this  improvement,  which  originated  by  special  resolu- 
tion of  the  Committee  of  Commerce  in  the  Senate,  is  given  in  the 
Annual  Keport  of  the  Chief  of  Engineers  for  1889,  Part  1,  p.  810,  and 
a  further  statement  of  the  condemnation  proceedings  necessary  for  the 
acquirement  of  the  land  forming  Steep  Point  is  given  in  my  Annual 
Rei)ort  for  1800,  i>.  843.  The  approved  project  provides  for  the  removal 
of  this  i>oint  of  land  by  successive  parallel  cuts  to'  the  regular  channel 
depth,  with  the  object  of  rectifying  the  current  near  the  Baltimore  and 
Ohio  Kailroad  bridge.    It  is  estimated  to  cost  $26,o00. 

Up  to  June  30, 1803,  $21,000.74  had  been  expended  in  acquiring  the 
land  and  in  dredging  off  about  1 J  acres  of  the  point,  increasing  the 
width  of  the  channel  by  225  feet,  and  resulting,  as  observation  shows, 
in  directing  the  currents  more  nearly  perx>endicular  to  the  bridge.  The 
total  width  of  the  channel  at  this  x>oint  is  now  725  feet,  with  a  minimum 
depth  of  13  feet  at  mean  low  water. 

The  balance  of  funds  i>ertainiug  to  this  improvement  were  insuffi- 
cient to  permit  the  continuance  of  active  operations  during  the  present 
fiscal  year  and  no  work  has  therefore  been  attempted.  The  expendi- 
tures during  the  fiscal  year  amount  to  $380  for  office  expenses. 

The  balance  of  the  estimate  ($4,500)  can  be  profitably  expended  in 
completing  the  work. 

This  work  is  in  tho  collection  district  of  Now  York,  which  is  the  nearest  port  of 
entry;  nearest  light-honse,  Bergen  Point  Light;  nearest  fort,  Fort  Tompkins. 

Amonnt  of  revenue  collected  at  the  port  of  New  York  during  the  fiscal  year  ending 
June  30,  1894,  is  $87,849,487.58. 

AMOUNTS   APPUOPUIATEP. 

By  act  of— 

August  11, 1888 $10,000.00 

September  19, 1890 7,000.00 

July  13, 1892 5,000.00 

Total 22,000.00 

Amount  expended 21, 470. 74 

Money  statement. 

July  1,  1893,  balance  unexpended $909.26 

Juno  30, 1894,  amount  expended  during  fiscal  year 380. 00 

July  1, 1894,  balance  unexpended 529.  26 

Amount  available  for  fiscal  year  ending  June  30, 1895 529. 26 

f  Amount  (estimated)  required  for  completion  of  existing  project 4, 500. 00 
Anioimt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896      4, 500. 00 
1  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
[     harbor  acts  of  1866  and  1867  and  of  sundry  civil  a<t  of  March  3, 1893. 


COMMERCIAL  STATISTICS. 

The  following  statistics  relative  to  the  commerce  of  Arthur  Kill,  New  York  and 
New  Jersey,  during  the  year  ending  December  31,  1893,  were  compiled  fk-om  state- 
ments  furnished  by  parties  making  shipments  over  this  waterway. 
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Articles. 

Amount. 

Yahio. 

Yeasela. 

HT  umber. 

Average 
draft? 

AvM^ge 
tonnage. 

Coal 

T<ms. 

2,522,210 

64,000 

32,752 

117,  815 

641,531 

fO,S04,652 

1,210,000 

1,072,700 

644,583 

18, 008, 200 

Steam 

SaH 

ItArsces 

Rafta 

200 
1,002 
2,977 
6,873 

Feet. 
12 
U 
11 

Tont. 
558 

Oito 

3113 

Irojl  jiQci  OTOB 

090 

Bnilflinir  luaierial 

"M  iAnnlljtnAnnii       



Total 

3,384,308 

31, 630, 135 

11,052 

Tho  above  table  shows  a  decrease  of  1,450,696  tons  wlien  compared  with  amonut 
reported  for  year  1892.  This  decrease  is,  to  a  great  extent,  duo  to  tho  failure  of 
shippers  to  leply  to  letters  requesting  this  informatioi:. 


FS- 


IMPROVEMENT    OF    CHANNEL 


BETWEEN    STATEN    ISLAND    AND 
JERSEY. 


NEW 


A  (lescriptiou  of  this  channel  and  a  complete  history  of  the  work 
(lone  toward  its  improvement  may  bo  found  in  the  Annual  Report  of  the 
Chief  of  Engineers  for  1887,  Part  I,  p.  743. 

Thus  far  the  improvement  has  been  confined  to  that  ix)rtion  of  the 
channel  (about  Ig  miles  long)  which  lies  to  the  east  of  Elizabethport, 
N.  J.,  and  at  the  mouth  of  Newark  Bay.  This  originally  had  a  depth 
of  only  9^  feet  at  mean  low  water,  while  the  remainder,  lying  between 
the  shores  of  Staten  Island  and  New  Jersey,  had  a  depth  of  from  14  to 
40  feet  at  mean  low  water. 

The  present  project,  adopted  October  20, 1890,  contemplates  dredg- 
ing the  channel  to  a  unitbrm  depth  of  14  feet  at  mean  low  water  over 
tha  entire  width  of  400  feet. 

Tlie  amount  expended  on  this  improvement  to  June  30, 1893,  was 
$198,243.88,  and  the  total  amount  of  work  accomplished  consisted  in 
the  construction  of  a  short  dike  and  the  dredging  of  a  channel  through- 
out the  entire  extent  of  the  improvement,  13  feet  in  depth  at  mean  low 
water,  with  widths  varying  from  300  to  350  feet.  It  should  be  added, 
also,  that  for  3,000  feet  in  the  vicinity  of  the  bend  at  the  Stake  Light 
the  width  had  been  increased  to  400  feet,  with  low- water  depths  of 
from  13  to  14  feet. 

An  appropriation  of  $15,000  was  made  in  the  act  of  July  13, 1892.  A 
project  for  the  exi)enditure  of  this  appropriation  in  widening  and  deep- 
ening the  channel  at  such  points  as  prove  on  examination  to  be  most 
deficient,  the  work  to  be  done  by  contract  after  advertisement  and 
award,  in  accordance  with  regulations,  was  approved  July  26, 1892. 

Work  under  the  project  was  deferred  pending  a  survey  of  the  chan- 
nel in  the  vicinity  of  the  Corner  Stake  Light  to  determine  the  amount 
of  shoaling  that  had  taken  place  at  this  locality  since  dredging  was 
last  done.  This  survey  was  made  in  November,  1893,  and  showed  that 
the  improved  channel  with  widths  of  from  300  to  350  feet  and  depth  of 

13  feet  mean  low  water,  between  Shooters  Island  and  the  Corner  Stake 
Light,  had  contracted  in  places  to  a  width  of  about  200  feet;  and  that 
in  the  vicinity  of  the  bend  at  the  Stake  Light,  where  a  400-foot  width 
had  been  given  the  channel,  with  mean  low-water  depths  of  from  13  to 

14  feet,  the  width  corresponding  to  the  aforementioned  depths  was  only 
about  140  feet. 
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A  communicatiou  to  the  Chief  of  Engineers,  dated  March  17, 1894, 
recommending  that  the  work  of  improvement  under  the  above-mentioned 
project  be  performed  by  the  United  States  Dredging  Plant  while  tem- 
porarily thrown  out  of  service  on  the  Baritan  River,  by  reason  of  the 
new  method  of  breaking  up  the  rock  by  percussion  which  was  in  prog- 
ress there,  instead  of  by  contract,  as  the  method  most  economical  and 
advantageous  to  the  Government,  was  approved  March  20, 1894,  and 
work  will  be  begun  early  in  July,  when  it  is  expected  the  plant  will 
have  completed  the  season's  work  on  the  Baritan  River. 

The  expenditures  during  the  fiscal  year  amount  to  $1,727,  as  follows: 

Survey $257.50 

Drafting 150.00 

Repairs  to  dredging  plant .". . .  779. 50 

Administration 540. 00 

Total 1,727.00 

This  work  is  in  the  collection  district  of  New  York,  which  is  the  nearest  port  of 
entry.    Nearest  light-house,  Bergen  Ppint  Liffht;  nearest  fort,  Fort  Tompkins. 

Amount  of  revenue  collected  at  the  port  of  New  York  daring  the  fiscal  year  end- 
ing June  30,  1894,  $87,849,487.58. 


AMOUNTS  APPROPRIATKD. 


By  act  of— 

June  23, 1874  (dikmg) ...  $50, 000. 00 

Augustl4,1876  (dredging)  10, 000. 00 

June  18,  1878 15,000.00 

June  14,  1880 29,000.00 

Augu8t2,  1882 40,000.00 

July  5, 1884 10,000.00 

Augusts,  1886 15,000.00 


By  act  of— 

August  11, 1888 $15,000.00 

September  19,  1890 15, 000. 00 

July  13,  1892 15,000.00 

Total 214,000.00 

Amount  expended 199, 970. 88 


Money  staiement 

July  1,  1893,  balance  unexpended $16, 756. 12 

June  30,  1894,  amount  expended  during  fiscal  year 1, 727. 00 

July  1,  1894,  balance  unexpended 14,029.12 

July  1,  1894,  outstanding  liabilities 128.50 

July  1,  1894,  balance  available 13,900.62 

f  Amount  f  estimated)  required  for  completion  of  existing  project 46, 000. 00 

J  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    30, 000. 00 


]  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
t     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


COMMERCIAL  STATISTICS. 

The  following  statistics  relative  to  the  commerce  of  channel  between  Staten  Island 
and  New  Jersey,  during  the  year  ending  December  31,  1893,  were  compiled  from 
statements  furnished  by  parties  making  shipments  over  this  waterway : 


Articles. 


Coal 

Building  material. 

FertiliMni 

Iron  and  ores 

Miacellaueoiis  .... 


Total. 


Amount. 


Valae. 


Yeesela. 


Tout. 

2, 383, 549 

54,098 

a5,  393 

185. 950 


$8, 989,  325 
573, 180  ' 
751,764  : 
3, 982, 800 


814,021  I  40,276,210  I 


Steam  . 
Sail...., 
Barges  . 
Raffs . . 


Nnrobez. 


603 
3,914 
1,401 


Average 
draft. 


Feet. 
11 
13 
12 


Averaipe 
toiinag«L 


418 


41S 


3,483.911  '  54,553,279 


0.081 


The  above  table  shows  a  decrease  of  160,003  tons  when  compared  with  that  reported 
for  year  1892. 
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F6. 

IMPROVEMENT  OF  PASSAIC  RIVER,  NEW  JERSEY. 

The  Passaic  Eiver  is  being  improved  under  two  separate  projects,  the 
first  applying  to  the  river  below  Center  street  bridge,  Newark,  to  and 
beyond  the  shoal  in  Newark  Bay,  a  distance  of  7f  miles;  the  second  to 
the  upper  course  of  the  river  from  Center  street  bridge  as  far  as  Passaic, 
a  distance  of  8  miles.  The  most  recent  appropriation  was,  however, 
made  in  a  single  sum  for  the  entire  river,  and  hereafter  the  two  projects 
will  be  united  in  such  a  way  that  the  funds  can  be  expended  at  those 
parts  of  the  river  most  urgently  needing  control  or  repair  in  the  inter- 
ests of  navigation. 

1.   BELOW  NEWARK. 

The  lower  portion  of  the  river  from  Center  street  bridge  to  Newark 
Bay  was  first  surveyed  by  the  Engineer  Department  in  1879.  The 
greatest  depth  in  the  channel  at  a  point  above  the  Elbow  Beacon  was 
only  7.1  feet,  and  in  many  places  the  greatest  depth  was  7.5  feet  at 
mean  low  water.  A  project  was  adopted,  based  on  this  survey,  provid- 
ing for  obtaining,  by  diking  and  dredging,  a  channel  200  feet  wide  and 
10  feet  deep  at  mean  low  water,  from  Center  street  bridge  to  Newark 
Bay,  at  a  cost  of  $232,875. 

This  project  was  modified  in  1884.  pursuant  to  the  river  and  harbor 
act  of  that  year,  providing  for  extending  the  dike  at  the  mouth  of  the 
river  into  the  bay,  a  distance  of  12,000  feet,  and  for  dredging  a  channel 
across  the  shoal  in  Newark  Bay  200  feet  wide  and  10  feet  deep  at  mean 
low  water,  increasing  the  original  estimate  to  $353,875. 

The  amount  expended  to  June  30,  1893,  was  $236,283.24,  with  which 
6,205  feet  of  dike  had  been  built  and  maintained,  the  channel  through 
the  shoal  in  the  bay  and  the  channel  up  the  river  as  far  as  Lister  Dock 
dredged  to  the  required  dimensions,  and  a  bar  above  the  Ziuc  Works 
Dock  removed  to  the  required  depth,  with  a  width  of  120  feet  for  a  dis- 
tance of  1,600  feet  upstream. 

The  river  and  harbor  act  of  July  13,  1892,  appropriated  $45,000  for 
the  entire  river  both  above  and  below  Newark.  A  project  for  its 
expenditure  was  approved  July  26,  1892,  the  portion  of  the  project 
referring  to  this  section  of  the  river  reading  as  follows: 

For  dredging  between  Center  street  bridge,  Newark,  and  deep  water  in  Newark 
Ray  at  points  where  the  channel  is  deficient  in  width  and  depth,  as  provided  for  in 
the  original  project,  $20,250. 

Reserved  for  the  preservation  of  the  dike  in  Newark  Bay  eudanj^ered  by  the 
reclaiming  of  isolated  sections  of  land  inside  the  approved  bulkhead  lines,  or  to  be 
expended  in  dredging  }iereafter,  as  may  seem  most  advantageous,  and  for  which  due 
authority  will  be  obtained,  $10,000.- 

Work  under  contract  dated  April  28,  1893,  with  P.  Sanford  lloss,  of 
Jersey  City,  F.  J.,  for  dredging  this  section  of  the  river  (detailed  in 
Annual  Rei)ort,  1893,  p.  1109)  was  begun  June  14, 1893,  and  at  the  close 
of  that  fiscal  year  11,294  cubic  yards  of  material  had  been  removed. 
This  work  was  continued  to  September  30, 1893,  at  which  date  the  con- 
tract closed  after  a  total  removal  of  70,340  cubic  yards,  59,04(3  of  which 
were  removed  during  the  present  fiscal  year. 

In  this  Avork  two  machines  were  almost  constantly  occupied  in  dredg- 
ing the  material,  30,085  cubic  yards  of  which  was  disposed  of  at  sea  in 
conformity  with  act  of  Congress  approved  June  29,  1888,  and  the 
remainder  deposited  along  the  face  of  the  dike  in  Newark  Bay  for  a 
distance  of  about  4,000  feet  between  the  bridges  of  the  Jersey  Central  and 
ENG  94 51 
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Leliigh  Valley  railroads,  where  a  third  machine  was  engaged  in  casting 
it  over  the  dike,  completing  the  spoil  bank  already  formed  at  this  sec- 
tion with  material  dredged  in  1890  and  1891  (166,700  cubic  yards)  to 
an  elevation  of  from  7  to  10  feet  above  the  dike,  the  crest  being  from  40 
to  60  feet  back  of  dike,  with  a  width  of  from  100  to  250  feet  at  the  base. 

Under  this  contract  the  channel  between  Center  street  and  Market 
street  bridges,  Newark,  was  dredged  to  the  required  mean  low-water 
depth  of  10  feet  and  width  of  210  feet  for  a  distance  of  1,800  feet  down- 
stream, thence  from  a  point  in  the  channel  1,000  feet  below  the  Market 
street  bridge  to  the  Newark  Steel  Works,  a  distance  of  5,000  feet,  the 
channel  was  increased  in  width  25  to  100  feet  bringing  it  to  the  full 
dimensions  required  by  the  project,  viz,  200  feet  Avide  and  10  feet  deei) 
mean  low  water.  In  addition  to  the  above  a  cut  of  the  requisite  depth, 
having  a  width  of  30  feet,  was  made  along  the  south  side  of  the  channel 
opx>osite  Lister  Dock  for  a  distance  of  about  1,000  feet,  increasing  tke 
channel  width  at  this  point  to  175  to  200  feet. 

To  guard  against  the  material  in  the  spoil  bank  being  washed  back 
into  the  river  through  the  dike,  which  was  of  open  construction,  the 
inner  side  for  a  distance  of  about  3,500  feet  was  sheet-piled  with  2-incli 
yellow  pine,  8  to  12  inches  wide  and  8  feet  long,  projecting  1  foot  above 
its  top.  Slight  necessary  repairs  were  made  to  the  timber  work  of  the 
dike,  and  the  stone  filling  renewed  where  needed ;  this  cost  $4,307.00. 
Additional  protective  measures  for  the  maintenance  of  the  embankment 
and  dike,  viz,  -the  paving  of  the  face  of  the  embankment  with  shale 
rock  dredged  from  the  Baritan  Eiver,  estimated  to  cost  $2,500,  and 
for  which  the  approval  of  the  Chief  of  Engineers  was  obtained  May  16, 
1894,  have  been  begun  and  are  in  x)rogress  at  the  close  of  the  fiscal  year. 

The  expenditures  on  this  section  of  the  river  during  the  fiscal  year 
amount  to  $30,299.71,  as  follows: 

Dred^in^  under  contract $23,212.20 

Repairs  to  embankment  and  dike 4, 449. 44 

Surveying 301.40 

Drafting 300.00 

Inspection 1.103.34 

Administration .- '933.33 

Total 30,299.71 

2.   ABOVE   NEWARK. 

Before  its  improvement  was  undertalcen  the  npper  part  of  the  river 
had  a  navigable  6- foot  channel,  except  at  Middle,  Belleville,  Entherford 
Park,  and  Holzman  bars,  where  the  depths  were  4.5  feet,  3.9  feet,  3  feet, 
and  3.5  feet,  respectively. 

The  project  of  improvement  was  adopted  in  1872,  and  provided  for  a 
channel  across  and  above  the  shoals  from  7^  to  6  feet  deep  at  mean  low 
water,  and  from  200  to  50  feet  wide,  to  be  obtained  by  dredging  and 
diking,  at  a  cost  of  $123,924.  It  was  modified  in  1885  by  extending 
the  channel  below  Middle  Bar  1,500  feet  to  the  Erie  railroad  bridge, 
increasing  the  estimate  to  $129,000,  which  was  further  increased  iu 
1886  to  $133,762.  The  deposit  of  material  from  freshets,  as  well  as  the 
difficult  and  costly  nature  of  the  dredging,  prompted  a  recomm^datiou 
to  increase  this  last  estimate  to  $193,822,  which  was  approved  October 
6, 1890. 

The  amount  expended  to  June  30,  1893,  was  $138,484.97,  with  which 
channels  had  been  dredged  to  the  requisite  depth,  with  width  of  fix>m 
60  to  75  feet,  a  channel  through  Third  Biver  Bar  dredged  to  the 
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required  depth,  with  width  of  100  feet  for  a  distance  of  800  feet,  and 
below  this  bar  the  channel  was  increased  in  width  by  40  feet  with  the 
san>e  depth  for  a  distance  of  700  feet,  and  by  20  feet  for  a  further  dis- 
tance of  245  feet,  giving  a  continuous  100-foot  channel  through  this 
reach,  having  a  uniform  depth  of  G  feet  at  mean  low  water. ,  In  addi- 
tion a  channel  through  Belleville  Bar  was  completed  to  a  width  of  100 
feet  and  mean  low-water  depth  of  from  6  to  7  feet. 

The  river  and  harbor  act  of  July  13, 1892,  appropriated  $45,000  for 
the  entire  river,  both  above  and  below  Newark.  A  project  for  its 
expenditure  was  approved  July  26, 1892,  that  part  of  the  project  allud- 
ing to  this  section  of  the  river  reading  as  follows:  "For  dredging  at 
Belleville  Bar,  completing  the  project,  and  at  Butherford  Park  Bar, 
widening  the  channel,  $8,000." 

Work  under  contract  dated  September  24, 1892,  with  James  McSpirit, 
of  Jersey  City,  N.J,,  in  progress  at  the  close  of  the  last  iiscal  year, 
details  of  which  will  be  found  in  Annual  Eeport,  1893,  p.  1110,  was  con- 
tinued to  September  1, 1893,  at  which  date  the  contract  was  closed  with 
a  total  removal  of  9,715  cubic  yards  of  material,  consisting  of  sand,  clay, 
gravel,  and  large  bowlders,  4,515  cubic  yards  of  this  amount  having 
been  removed  during  the  present  fiscal  year. 

Under  this  contract  the  channel  through  Belleville  Bar  was  given  a 
mean  low-water  depth  of  from  6  to  7  feet  and  width  of  100  feet;  the 
channel  through  Holzman  Bar  widened  35  feet,  with  a  mean  low- water 
depth  of  from  0  to  8  feet,  for  a  distance  of  418  feet,  and  the  channel 
through  Eutherford  Park  Bar  given  a  similar  depth,  with  a  width  of 
85  to  100  feet,  for  a  distance  of  1,035  feet. 

The  expenditures  during  the  fiscal  year  ending  June  30, 1894,  amount 
to  $6,840.25,  as  follows : 

Dredging,  under  contract $6, 272. 92 

Inspection 233.33 

Administration 340. 00 

Total 6^846.25 

Passaic  River  is  in  the  collection  district  of  Newark,  which  is  the  nearest  port  of 
entry.  Nearest  light-honse,  Passaic  Light,  at  the  lower  end  of  dike  in  NeAvark  Bay. 
Fort  Tompkins  is  the  nearest  fort. 

Amount  of  revenue  collected  at  the  port  of  Newark  during  the  fiscal  year  ending 
June  30,  1894,  $35,873.49. 

AMOUNTS  APPROPRIATED. 


IJy  act  of  Congrcea  approved— 


June  10,  llf»72 

Mrtrch",  1873 

June 'A  1874    

ilarchS,  1875 

AngiiBt  10, 1876 

Jiiuo  18, 1878 

>i  arch  3, 1879 

line  14,1880 

Mnrch3.1881 

A  iigiist  2. 1882 

JnIyM884 

AngiiBt  6. 1886 

A  njruBt  11,1888.... 
September  9,1890. 
July  13,1892 


Total 

Amount  expended  . 


Below  New- 
ark. 


$30,000.00 
50,000.00 
43,0u0.00 
25.000.00 
21, 000.  OO 
27, 600. 00 
40,000.00 


■  Alwve  New- ! 
ark. 


$25,  000.  00 
25. 000. 00 
20, 000. 00 
20. 000. 00 
10.000.00 
10,  000. 00 
2,000.00 
2,000.00 


ForentiTerircr. 


7,000.00 
3,000.00 
2,250.00 
7,500.00 
5. 100. 00 


Total. 


239,500.00 
266.582.06 


138, 850. 00 
145, 331. 22 


$25,000.00 
25. 000.  00 
21),  000. 00 
2 ).  000. 04) 
10. 001).  00 
10. 00.».  OJ 
2.000.00 

32.  oo:).  m 

50,  OJO.  W 
50. OX).  Oa 
28, 000.  UO 
26, 250. 0;) 
36.000.00 
45, 100.  00 
45. 000. 0  J 


423,360.00 
411,914.17 
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As  the  river  aud  harbor  act  approved  July  13,  1892,  makes  the 
appropriation  for  the  two  reaches  of  the  river  under  one  heading,  the 
following  consolidated  money  statement  for  Passaic  liiver  is  j)  resented: 

Money  statement, 

Jnly  1,  1893,  balance  unexpended $48, 581. 79 

June  30,  1894,  amount  expended  during  fiscal  year: 

Below  Newark $30,299.71 

Above  Newark 6,846.25 

37,146.96 

July  1,  1894,  balance  unexpended 11, 435. 83 

July  1, 1894,  outstanding  liabilities 1,  356. 31 

July  1,  1894,  balance  available 10,079.52 

{Amount  (estimated)  required  for  completion  of  existing  project 124,  317. 00 
Amount  that  can  beprotitably  exi)cndt*d  in  fiscal  year  enmng  June  30, 1896    60,  000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 


COMMERCIAL   STATISTICS. 


The  following  statistics  relative  to  the  commerce  of  Passaic  River,  New  Jersey, 
during  the  year  ending  December  31, 1893,  were  furnished  by  Mr.  P.  T.  Quinn,  secre- 
tary ot*  the  Board  of  Trade,  Newark,  N.  J. : 


Articles. 

Amount. 

Value. 

VcsselB. 

^' amber. 

8,729 
5,907 
4,974 
1.213 

Average 
draft. 

Average 
tonnage. 

Building  material 

Tom. 
315, 709 
221,841 
342,  732 
63.750 
332, 137 

$4,090,230 

11,092  070 

3, 473,  000 

255, 000 

19,  619,  408 

Steam  .... 

Sail 

Barj^es 

Raft« 

Feet. 
9 
8 
6 

Toiu. 
475 

Iron  ftDci  ores 

no 

Fertiliy.erB 

200 

Coal 

Mif)colIai)eou8 

Total 

1, 276, 169  :  38.  529.  708 

20,823 

'       ' 

The  above  table  shows  a  decrease  of  86,478  tons  when  compared  with  that  reported 

for  1«!)2. 


F  7. 
IMPROVEMENT  OF   ELIZABETH  RIVER,  NEW  JERSEY. 

This  stream,  which  is  2§  miles  in  length  from  its  month  to  the  head 
of  navigation,  at  Broad  street,  Elizabeth,  has  a  width  of  from  50  to  90 
feet,  and  before  its  improvement  the  wharves  in  the  city  coald  only  be 
reached  at  high  water  by  vessels  drawing  less  than  4  feet.  Its  com- 
merce was  estimated  at  45,000  tons  annually.  The  range  of  the  tide 
was  about  4.7  feet  at  its  month  and  3.4  feet  at  Bridge  street. 

The  project  for  the  improvement  was  adopted  in  1878,  and  provides 
for  obtaining,  by  dredging,  a  channel  CO  feet  wide  and  7  feet  deep  at 
high  water,  from  the  mouth  of  the  river  to  the  head  of  navigation,  at 
an  estimated  cost  of  $25,530.  The  estimated  cost,  under  the  project 
of  1878,  was  increased  in  1882  to  $43,160. 

The  total  amount  expended  on  this  improvement  to  June  30, 1893, 
was  $32,353.46. 
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A  clianiiel  of  the  required  dimensions  was  dredged  iii  18^  to  within 
1,000  feet  of  the  Broad  street  bridge,  but  soon  became  obliterated  by 
reason  of  deposits  of  silt  and  sewage  refuse. 

There  were  no  funds  available  for  work  on  this  improvement  from 
1883  until  September  19,  1890,  when  the  sum  of  $5,000  was  appro- 
l)riated  in  the  river  and  harbor  act  of  that  date,  and  was  expended  in 
1891  in  removing  shoals  from  the  river  at  the  bend  above  South  street, 
at  South  street  bridge,  at  John  street,  at  the  bend  in  the  river  below 
Jolin  street,  and  at  the  New  York  and  Long  Branch  Kailroad  bridge, 
to  the  required  high-water  depth,  with  widths  of  from  30  to  50  feet; 
thus  providing  a  channel  having  a  depth  of  7  feet  at  mean  high  water 
from  the  mouth  of  the  river  to  within  900  feet  of  the  Bridge  street 
bridge,  in  the  town  of  Elizabeth.  The  widths  of  this  channel  were 
from  30  to  50  feet. 

The  act  of  July  13,  1892,  also  appropriated  $5,000  for  continuing  the 
improvement,  and  a  project  for  its  expenditure  was  approved  July  li6 
1892.  A  survey  at  this  time  indicated  a  channel  from  30  to  50  feet 
wide,  extending  from  the  mouth  to  Bridge  street  bridge,  the  head  of 
navigation,  with  mean  high- water  depths  as  follows:  From  mouth  of 
the  river  to  about  2,400  feet  above  the  New  York  and  Long  Branch 
Eailroad  bridge,  7  to  11  feet;  thence  to  within  900  feet  of  the  South 
street  bridge,  0  to  7.3  feet;  thence  to  bend  above  South  street  bridge, 
5.3  to  6.9  feet;  and  from  this  point  to  the  head  of  navigation,  at  Bridge 
street  bridge,  about  2|  miles  from  the  mouth,  4.1  to  5.8  feet. 

Bids  were  invited  by  public  advertisement,  dated  February  18, 1893, 
for  doing  the  work  in  accordance  with  the  above-mentioned  project, 
and  none  >vere  received  at  date  of  opening,  March  29, 1893.  It  was 
subsequently  recommended  that  this  work  be  left  in  abeyance  until 
such  time  as  an  advantageous  offer  for  doing  it  could  be  obtained. 

There  was  no  work  done  on  this  improvement  during  the  fiscal  year 
ending  June  30, 1893. 

The  approval  of  the  Chief  of  Engineers  was  obtained  March  20, 
1894,  for  the  expenditure  of  the  available  appropriation  for  this 
improvement  in  dredging  the  channel  by  hired  labor  in  open  market, 
in  pursuance  with  which  circular  letters  inviting  proposals  were  issued, 
March  22,  to  the  principal  dredging  contractors  in. New  York,  Jersey 
City,  and  Albany,  with  results  as  follows:  William  H.  Taylor,  Jersey 
City,  70 J  cents;  James  McSpirit,  Jersey  City,  95  cents;  J.  P.  Rander- 
son,  Albany,  $1.10:  and  Kdgar  M.  Payn,  Albany,  81.24  per  cubic  yard. 

The  lowest  bid  received  was  that  of  William  H.  Taylor,  76 J  cents 
per  cubic  yard,  which,  being  considered  reasonable,  was  recommended 
for  acceptance  April  6,  and  was  approved  April  9.  Work  was  begun 
April  23,  at  a  point  in  the  river  between  Bridge  street  and  South  street 
bridges,  in  the  town  of  Elizabeth,  75  feet  below  the  termination  of  the 
work  under  the  previous  contract,  and  was  completed  «June  30,  1894, 
when  a  total  of  6,200  cubic  yards,  in  place,  had  been  retnoved  from  the 
channel  and  deposited  ui>on  the  lowland  on  the  west  side  of  the  river. 

The  improved  channel  was  extended  a  distance  of  900  feet  t.o  within 
125  feet  of  the  Bridge  street  bridge,  which  is  practically  the  head  of 
navigation.  The  channel  was  given  a  width  of  45  feet  and  a  depth  of 
7  feet  at  mean  high  water  where  attainable. 

Early  in  the  work  a  fixed  red  shale  was  uncovered,  cropping  out  on 
either  side  from  a  few  inches  to  1  foot  above  the  required  depth. 

Through  the  center  of  the  stream,  where  the  eroding  action  has  been 
greatest,  the  required  depth  could  uniformly  be  obtained. 

In  some  places  the  shale  was  partially  broken  down  and  removed 
by  thedro;lge  bucket,  although  this  was  not  required  by  the  agree- 


uigitized  by 


Google 


806 


REPOKT    OF    THE    CHIEF    OF    ENGINEERS,  U.  S.  ARMY. 


ment.  The  remaining?  rock  bere  and  there  along  the  side  next  to  the 
wharves  is  an  element  of  danger  to  loaded  vessels  lying  aground  at 
low  water,  and  should  be  removed  when  the  funds  available  will  war- 
rant. There  is  farther  work  needed  along  the  river  below,  in  redredg- 
ing  shoals  formed  by  the  deposit  of  sedimentary  matter,  with  which  the 
stream  is  highly  charged. 

The  expenditures  during  the  fiscal  year  amount  to  $2,148.01,  as 
follows : 

Dredging  by  hired  plant $1,530.34 

Inspection 266.67 

Drafting 150.00 

Administration 200.00 

Total 2,148.01 

The  amount  that  could  be  profitably  expended  on  this  improvement 
during  the  fiscal  year  ending  June  30, 189G,  is  the  balance  of  the  esti- 
mate— $G,160 — and  would  be  applied  to  the  completion  of  the  project. 

Elizabeth  River  is  in  the  collection  district  of  Nejvark;  N.  J.  Nearest  light-house, 
Bergen  Point  Light.    Nearest  fort,  Fort  Tompkins. 

Amonnt  of  revenue  collected  at  the  port  of  Newark  daring  the  fiscal  year  ending 
June  30,  I89.i,  is  $35,873.49. 

AMOUNTS   APPROPRIATED. 

By  act  of— 

March  3,  1879 $7,500.00 

June  14,  1880 7,500.00 

March  3,  1881 4,000.00 

August  2,  1882 8^000.00 

Septembers,  1890 5,000.00 

July  13, 1892... 5,000.00 

Total 37,000.00 

Amount  expended 34,501.47 

Money  statement. 

July  1,  1893,  balance  unexpended $4,  &16. 54 

J  uno  30,  1894,  amount  expended  daring  fiscal  year 2, 148.  01 

July  1,  1894,  balance  unexpended 2, 498. 53 

July  1,  1894,  outstanding  liabilities 2,434.66 

July  1,  1894,  balance  available 63.87 

{Amount  (estimated)  required  for  completion  of  oxistinp  project 6, 160. 00 

.4mountthatcanbeprofitablyexx>euded  in  fiscal  year  ending  June  30, 1896  6, 160. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  ^ct  of  March  3,  1893. 


COMMERCIAL   STATISTICS. 

The  following  statistics  relative  to  the  commerce  of  Elizabeth  River,  New  Jersey 
during  the  year  ending  December  31, 1893,  were  furnished  by  Mr.  Thomas  H.  Bentou, 
ofElizabcth,  N.  J. 


Articles. 


ISaildiDg  material. 

Coal 

MiscelUneoaii 


Total. 


Amount,  i 


Tona. 
12.854 
U.500 
1. 200 


28.554 


Titlae. 


Vetwels. 


$67. 106     Steam  . 

77,250  ,  SaU.-.. 

0,000  j  liarses. 

Raits.. 


150,356 


Xumber. 


Avemgo  ;  Average 
draft.      toDsage. 


FmU 

TOHM. 

5 

5 

2d 

114 

« 

68 

185 

^ 

150 

2 

..........  . 

306 

t 

1 

The  abore  table  shows  a  decrease  of  11,021  tons  when  compared  with  that  reported 
for  year  1892. 
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F8. 

IMPROVEMENT  OF  RAHWAY  RIVER,  NEW  JERSEY. 

In  its  original  condition  the  Rabway  River  had  a  depth  of  8  feet  and 
more  at  mean  high  water  from  its  mouth  to  Bricktown,  3|  miles;  7  feet 
at  Edgar  Dock,  4 J  miles;  4.4  feet  to  Milton  avenue  bridge,  4|  miles; 
and  4  feet  to  Main  street  bridge,  5  miles,  in  the  town  of  Rahway.  Its 
commerce  was  estimated  at  120,000  tons,  and  three  attempts  had  been 
made  to  establish  a  line  of  steamboats  on  the  river,  but  had  failed  on 
account  of  the  bad  condition  of  the  stream. 

The  original  project  for  its  improvement  was  adopted  in  1878,  and 
provided  for  dredging  a  channel  125  feet  wide  and  8  feet  deep  at  high 
water  from  Bricktown  to  Milton  avenue  bridge  and  100  feet  wide  from 
that  i)oint  to  Main  street  bridge.  The  tide  rises  about  5  feet  at  the 
mouth  and  4  feet  at  the  head  of  navigation. 

The  amount  expended  on  this  improvement  to  June  30, 1893,  was 
$37,000  with  which  the  channel  had  been  given  a  depth  of  7  feet  at 
mean  high  water  and  width  of  from  100  to  50  feet  to  within  550  feet  of 
the  head  of  navigation.  Freshet  material  and  sewage  refuse  have, 
however,  obliterated  all  trace  of  this  dredging,  and  under  present  con- 
ditions it  will  be  impossible  to  permanently  deepen  the  channel. 

There  has  been  no  fippropriation  for  this  work  since  1882. 

If  it  is  the  intention  of  Congress  to  complete  the  improvement,  the 
balance  of  the  estimate  ($20,250)  could  be  profitably  used  in  redredg- 
ing  the  channels  in  accordance  with  the  original  project. 

Thin  work  is  in  tho  coUection  district  of  Perth  Amboy,  N.  J.,  which  is  the  nearest 
port  of  entry.  The  Jiearest  light-house  is  Princess  Bay  Light,  and  Fort  Tompkins 
is  the  nearest  fort. 

Amount  of  revenue  conected  at  the  port  of  Perth  Amhoy,  N.  J.,  during  the  fiscal 
year  ending  June  30,  1894,  is  $ . 

AMOUXTS   APPKOPRIATED. 

By  act  of— 

March  3,  1879 $10,000 

Juno  14,  1880 10,000 

Mnrch.S.  1881 10,000 

August  2,  1882 7,000 

Total 37,000 

Amount  expended 37,000 

Money  statement. 

{Amount  (estimated)  required  for  completion  of  existing  project $29, 250. 00 
Amount  that  can  be  nrohtahl^  expended  in  fiscal  year  ending  June  30, 1896    29, 250. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


COMMERCIAL   STATISTICS. 

Tlio  following  letter  contains  all  of  the  obtainable  information  in  regard  to  the 
commerce  of  Rahway  River,  New  Jersey,  during  the  year  ending  December  31, 1893: 

Rahway,  February  13, 1S94, 
Dear  Sir:  In  reply  to  your  communication  of  February  6,  asking  for  commercial 
statistics  in  relation  to  Rahway  River,  I  would  say  that  we  had  nearly  five  millions 
of  bricks  landed  here  durinc  the  year  ending  December  31, 1893,  by  light-draft  sail- 
ing vessels,  with  other  bailding  materials  in  correspondingly  increased  quantities 
over  the  preceding  year.    There  has  been  no  apparent  increase  in  ooal  tonnage  over 
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last  ye«ir8  report,  but  large  quantities  of  potters'  products  have  been  shipped  from 
Leonard's  Pottery  and  TeiTa  Cotta  Works  by  water,  which,  prior  to  last  year,  went 
either  by  rail  or  team.  There  has  also  been  a  decided  increase  in  tho  traffic  of 
oyHters,  fish,  and  clams  by  small  sailing  craft  to  this  point  for  marketing  daring  the 

East  season.     The  building  of  extensive  soap  works  on  the  river  opposite  the  Cloke 
omestcad  is  contemplated  in  the  near  future,  which,  when  done,  will  add  materially 
to  our  commerce. 

Yours,  very  truly, 

Joseph  M.  Pottkr. 
Tiios.  L.  Casev, 

Captain f  Corps  of  Engineers. 


Fg. 

IMPROVEMENT  OF  RARITA.N  RIVER,  NEW  JERSEY. 

Before  its  improvement  by  the  United  States  the  Earitan  River  had 
a  depth  of  8.5  feet  at  "The  Stakes,"  3  miles;  of  6.5  feet  at  the  "Middle 
Grounds,"  ^  miles;  of  7.5  feet  at  Whitehead  Sand  Bock,  8 J  miles;  and 
between  this  point  and  New  Brunswick,  12 J  miles  above  the  mouth, 
the  channel  was  obstructed  by  a  number  of  rocky  shoals,  .with  depths 
of  from  8.4  feet  to  6.9  feet  at  mean  low  water.  The  city  of  Kew  Bruns- 
wick and  the  Delaware  and  Raritan  Canal,  which  terminates  here, 
tofcetlier  with  extensive  brick  yards  on  the  South  River,  had  an  exten- 
sive commerce  on  the  stream,  estimated  in  1871  at  3,053,857  tons  per 
annum. 

The  present  project  was  adopted  in  1874,  and  provides  for  obtaining 
by  diking  and  dredging,  and  where  necessary,  by  drilling  and  blast- 
ing rock,  a  channel  200  feet  wide  and  10  feet  deep  at  mean  low  water, 
from  the  mouth  to  New  Brunswick,  at  a  cost  of  $2,093,662.05.  It  was 
modified  in  1881,  pursuant  to  the  river  and  harbor  act  of  that  year,  by 
adding  to  it  the  dredging  of  the  south  channel,  about  13,000  feet  long, 
100  feet  wide,  and  6 J  feet  deep  at  mean  low  water,  from  Kearney  Dock 
to  Crab  Island. 

Under  this  project  $577,366.27  had  been  expended  June  30, 1893,  in 
constructing  the  dikes  required  by  the  project  at  "  The  Stakes  "  and 
"Middle Grounds,"  in  dredging  channels  200  feet  wide  and  12  feet 
deep  at  mean  low  water  at  tliese  points,  in  drilling,  blasting,  and 
dredging  a  channel  of  the  same  dimensions  across  the  rocky  shoals  at 
Whitehead  Sand  Dock,  and  thence  up  the  river,  with  a  widtli  of  100 
feet  and  depth  of  10  feet,  to  within  1,880  feet  of  New  Brunswick,  and 
the  channel  to  Acken  Dock  redredged  to  a  mean  low- water  depth  of  6 
feet  and  width  of  50  feet  from  Raritan  River  to  Acken  Wliarf,  a  dia- 
taLce  of  about  600  feet.  Under  two  special  allotments  made  for  it  in 
the  acts  of  March  3,  1881,  and  August  2, 1882,  the  south  channel  was 
dredged  to  the  required  dei)th  for  a  distance  of  4,000  feet.  These 
improvements  had  been  of  decided  benefit  to  navigation.  The  com- 
merce of  the  river  was  reported  in  1887  at  1,675,355  tons,  valued  at 
$28,119,173;  in  1800  at  1,661,425  tons,  valued  at  $29,877,365;  in  1891, 
1,566,888  tons,  valued  at  $31,031,299;  in  1892  at  1,120,302  tons,  valued 
at  $27,694,017;  and  during  the  past  year  it  is  reported  to  be  1,446,658 
tons,  valued  at  $27,625,979. 

Ol)erations  with  the  IJnited  States  dredging  plant  belonging  to  this 
district,  consisting  of  dredge,  tugboat,  and  three  dump  scows,  were 
continued  to  December  6, 1893,  at  which  date  the  formation  of  ice  in 
the  river  compelled  a  cessation  of  operations  for  the  season  and  the 
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placiug  of  the  plant  m  winter  quarters  at  Perth  Ainboy,  X.  J.,  under 
guard  of  the  necessary  watchmen  until  operations  could  be  resumed  in 
the  spring.  During  the  working  season,  April  10  to  December  G,  1893, 
the  total  amount  of  material  dredged  was  10,337  cubic  yards,  8,142 
cubic  yards  being  blasted  shale  rock  and  2,195  cubic  yards  sand  and 
gravel.  Of  the  material  removed,  0,102  cubic  yards  of  shale  rock  has 
been  utilized  in  the  partial  construction  of  about  1,000  linear  feet  of 
Dike  C,  at  the  Middle  Grounds,  which  it  is  projiosed  to  construct 
with  material  dredged  from  the  river  to  a  length  of  3,200  feet;  the 
remainder  was  deposited  behind  Dike  0.  Kinety-one  surface  blasts, 
aggregating  21,930  pounds  of  XX  Forcite  powder,  were  necessary  to 
accomplish  these  results. 

As  a  result  of  the  season's  work  the  channel  was  prolonged  400  feet, 
with  a  depth  of  10  feet  mean  low  water  and  width  of  ICO  feet,  giving  a 
channel  of  the  required  depth  with  a  width  of  not  less  than  100  feet  to 
within  1,500  feet  of  the  canal  lock  at  Kew  Brunswick.  Slight  neces- 
sary repairs  to  the  timber  dikes  were  also  made  during  the  season.  The 
accompanying  maps  w  ill  show"  the  condition  of  the  improved  section, 
and  also  the  original  state  of  the  river  bottom. 

Several  of  the  residents  of  the  town  ot  New  Brunswick  made  com- 
plaint during  the  past  season  of  damage  done  their  property  by  vibra- 
tion caused  by  the  surface  blasting,  and  anticipating  more  serious 
opposition  should  this  method  of  operation  be  continued  during  the 
coming  season,  it  was  thought  desirable  to  discontinue  the  use  of  explo- 
sives in  breaking  up  the  rock  and  employ  a  rock-chiseling  machine 
belonging  to  1\  Sanford  Ross,  of  Jersey  City,  which  had  previously  been 
used  in  breaking  rock  on  the  Hudson  River  improvements  under  con- 
tracts with  the  United  States.  Authority  for  its  employment  for  a 
period  of  from  one  to  two  months  as  a  test  of  this  method  on  the  Rari- 
tan,  at  the  rate  of  J1.25  per  ton  of  rock  broken  free  for  dredging,  was 
requested  January  24,  1894,  and  granted  January  25.  A  detailed 
descrii)tion  of  this  machine  is  given  in  the  Annual  Report  of  the  Chief 
of  Engineers  for  1893,  Tart  I,  p.  1013. 

This  machine  began  work  March  12,  1894,  at  a  point  in  tne  river 
within  1,500  feet  of  the  canal  lock  at  New  Brunswick,  to  which  point 
the  improved  100  feet  wide  channel  had  been  carried  by  last  season's 
work,  and  continued  without  interruption  until  April  13,  working  over 
a  section  400  feet  long  and  CO  feet  wide,  the  penetration  of  the  chisels 
being  about  4  feet,  breaking  free  for  dredging  7,042  tons  (estimated)  of 
rock  in  twenty- seven  working  days. 

Necessary  repairs  to  the  United  States  dredging  plant  in  fitting  itfor 
the  coming  season's  work  were  made  between  March  16  and  April  14, 
1894,  at  a  cost  of  $1,949.09,  of  which  about  one-half  is  chargeable  to 
this  improvement,  and  the  remainder  to  the  appropriation  for  improv- 
ing the  channel  between  Staten  Island  and  New  Jersey,  upon  which 
the  plant  is  to  be  employed  at  as  early  a  date  as  practicable.  The  plant 
was  towed  from  winter  quarters  at  Perth  Am  boy,  N.  J.,  to  the  Raritan 
River  on  that  date.  Operations  w  ere  resumed  on  the  18th,  in  clearing 
up  sections  Nos.  1,2,  and  3  of  scattered  shale  rock  left  from  last  season. 
This  work  was  completed  on  June  8,  with  a  removal  of  2,170  cubic 
yards.  On  June  9,  the  dredge  began  work  on  the  section  broken  up 
by  the  chisel  machine,  and  continued  to  the  close  of  the  fiscal  year, 
removing  4,097  tons. 

The  material  dredged  from  sections  1,  2,  and  3  was  used  in  the  con- 
struction of  Dike  C  at  the  Middle  Grounds,  and  that  broken  by  the 
chisel  machine  was  utilized  in  paving  the  face  of  the  embankment  of 
the  dike  in  Newark  Bay,  N.  J, 
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The  following  tabular  statement  gives  tlie  amount  and  cost  of  work 
done  by  the  United  States  dredging  plant  during  the  fiscal  year: 


Months. 


July  .... 

August 

Septembor . 

Octob<»r 

Koveraber. . 
I>e<Jomber. . 


1893. 


Jonnary  . 
February  . 

March 

April 

May 

Juno 


1804. 


Totals  and  averages . 


Actual  time. 


Worked.    Lost 


Days, 

21j 
17, 
22] 
19 
3 


8* 


1481 


J>ayt. 
22 


23 
26 
16i 

io| 

H 


1581 


Amount 
of  mate* 

rial 
dredged 
and  de- 
posited. 


Cu.yd4s. 
1,177 
1,183 

97C 
1,209 
1,128 

145 


147 
1,505 
3,40« 


10,876 


Average 
amount 
dredged 
per  actu- 
al work- 
ing day. 


Operating 
expenses, 
including 
mainte- 
nance while 
idle,  and 
repairs. 


Cu.  yd$. 
63.62 
54.70 
55.77 
53.75 
59.37 
48. 33 


17.30 
98.70 
149. 82 


73.18 


Cost  of 
dredging 
and  deposit- 
ing, per  cu- 
bic 3'ard. 


$2,  ISO.  06 
2, 027. 74 
2,046.49 
2.087.47 
1, 497. 86 
604.22 


145.00 

150. 20 

495.54 

1, 100. 16 

1,498.40 

7, 197. 16 


1 20, 930. 30 


$1,827 
1.714 
2.097 
1.71 
1.328 
4.167 


7.484 
0.996 
2.113 


1.929 


Coat  per 
cubic  yard, 
including 

interest 

on  original 

cost 

of  plant.* 


$1,053 
1.84 
2.349 
1.833 
1.46 
5.191 


8.497 
1.095 
2.137 


2.093 


*  Interest  computed  at  4  per  cent. 


f  Includes  cost  of  breaking  tree  for  dredging 


Additional  details  will  be  given  below  by  Assistant  Engineer  C.  S. 
Kelsey,  in  local  oversight  of  the  work. 

The  expenditures  during  the  fiscal  year  amount  to  $23,482.77,  as  fol- 
lows: 

Cost  of  roinoval  and  disposal  of  material $18, 663. 78 

Cost  of  repairs  to  timber  dikes 481.63 

Cost  of  inspection 2,366.75 

Cost  of  drafting 300.00 

Cost  of  administration 1,670.61 

Total 23,482.77 

The  amount  which  can  be  expended  profitably,  as  regards  the 
efficient  prosecution  of  the  -work,  during  the  fiscal  year  ending  June 
3(),  1896,  is  $100,000,  and  if  appropriated  will  be  expended  in  carrying 
the  improved  channel  further  up  the  river  tow:ard  Kew  Brunswick. 

This  work  is  in  the  collection  district  of  Perth  Amboy,  which  is  the  nearest  port 
of  entry.  Nearest  light-house,  Great  Beds  Light,  in  Raritan  Bay ;  nearest  fort, 
fort  at  Sandy  Hook,  New  Jersey. 

Amount  of  revenue  collected  at  llio  port  of  Perth  Amboy  during  the  fiscal  year 
ending  June  30,  1894,  $ . 

AMOUNTS   APPIIOPIUATED. 


By  act  of — 

Juno  18,  1878 $200,  000. 00 

March  3, 1879 60,000.00 

Juno  14,  1880 100,000.00 

March  3, 1881 25,000.00 

AugUBt2,  1882 25,000.00 

Julv  5,  1884 35,000.00 

Augusts,  1886 26,250.00 


By  act  of— 

August  11,1888 $50,000.00 

September  19.  1890 50, 000. 00 

July  13,  1892. 40,000.00 

Total 611,250.00 

Ajuonnt  expended 600,849.04 


Money  statement. 

July  1,  1893,  balance  unexpended $33,883.73 

June  30,  1894,  amount  expended  du  ring  fiscal  year 28, 482. 77 


J  uly  1 ,  1894,  balance  unexpended . . . 
July  1,  1894,  outstanding  liabilities. 


July  1,  1891,  balance  available. 


10,400.96 
8,885.10 

1. 515. 86 
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Amount  (estimate.!)  required  for  completion  of  existing  project $1,  482,412.05 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 

1896 100,000.00 

Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 

harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


llEPOliT   OF    Mil.    C.    S.    KELSEY,  ASSISTANT   ENGINEER. 

New  Yokk,  June  30 j  1S94. 

Captain:  The  projected  channel  of  the  Rarltan  River  at  the  site  of  recent  opera- 
tions is  defined  by  curvinff  boundary'  lines.  For  convenience  in  construction,  the 
work  is  executed  in  rectilinear  sections  of  400  feet  each.  Two  of  these  sections 
had  been  excavated  through  shale  rock  to  the  desired  depth,  10  foot  at  mean  low 
water,  and  over  a  width  of  100  feet;  a  third  section,  begun  on  April  28,  1893,  was 
under  way  at  the  beginning  of  the  fiscal  year.  The  methods  then  employed  in 
breaking,  lifting,  and  disposing  of  the  rock,  described  in  the  report  of  last  year, 
were  continued  throughout  the  work  on  this  section,  completed  June  7,  1894. 

Blasting  was  discontinued  on  November  1,  1893,  when  the  rock  had  been  broken 
below  the  recjuired  depth  over  the  entire  section,  4Q0  feet  by  100  feet,  and  G^  per 
cent  of  the  cube  removed;  the  balance  remained  scattered  over  the  section,  the 
dipper  pushing  a  large  percentage  into  adjoining  cuts  as  the  work  progressed.  The 
section  for  one-half  its  width  had  been  redredged  for  loose  rock  at  the  close  of  the 
working  season.  A  dipper  dredge  is  ill-suited  for  picking  up  scattered  rock  and 
much  time  has  been  necessarily  expended  in  this  work,  both  in  keeping  a  channel 
clear  for  passing  traffic  while  the  section  was  in  process  of  excavation,  and  again, 
after  it  was  apparently  completed,  in  finishing  the  work,  materially  increasing  the 
cost  per  cubic  yard  per  finished  section. 

When  operations  were  resumed  in  the  spring  the  experiment  was  made  of  adapt- 
ing the  dredge  to  work  either  dipper  or  grapple,  as  the  varying  nature  of  the  work 
required.  No  changes  in  the  machinery  of  the  dredge  were  made,  except  the  addi- 
tion of  a  foot  brake  to  the  backing  drum  and  an  additional  siieave  in  the  boom. 
The  backinjjr  chain  was  carried  from  the  outboard  sheave  up  over  the  boom  and  the 
hauling  chain  reduced  to  one  part.  A  four-leaf  Gushing  bucKet  was  readily  operated 
in  this  way  and  was  worked  for  twelve  days  on  sections  1,  2,  and  3,  removing  from 
an.  area  of  67,500  square  feet  130  cubic  yards  of  scattered  rock  that  could  not  be 
secured  with  the  dipper.  The  bucket  when  tried  in  a  heavy  bank  of  loose  ro^rk 
proved  inefficient.  The  multiple-leaf  bucket  is  not  desirable  for  this  work,  but  the 
experiment  shows  that  the  addition  of  a  skeleton  grapple  or  bucket  of  the  clam- 
shell type  to  the  equipment  of  the  plant  would  enable  the  channel  to  be  completely 
clexired  of  loose  blocks  which  cannot  be  done  with  the  present  plant,  and  would 
reduce  the  total  cost  of  the  work. 

The  third  section  was  completed  Juno  7,  18M.  The  average  depth  over  this  area, 
400  by  100  feet,  after  the  rock  was  cleared  of  overlying  gravel,  was  8.2  feet.  Cross 
sections  10  feet  apart,  made  after  completion  of  the  work,  a  map  of  which  is  trans- 
mitted with  this  report,  gives  an  average  depth  of  11.4  feet  at  mean  low  water. 
There  were  no  shoal  soandings.  The  amount  of  rock  removed  was  5,598  cubic  yards 
in  place,  estimated  in  scows  at  9,614  cubic  yards,  and  measured  by  water  displace 
ment  at  13,181  tons  net,  equivalent  to  5,990  cubic  yards  in  place,  estimating  the  rock 
at  163  pounds  per  cubic  foot.  The  cost  of  this  work,  including  operating,  rep.'iirs, 
additions,  maintenance,  local  superintendence,  and  exclusive  ot  office  exx)ense8  and 
interest,  was  as  follows: 

Explosive,  4  lbs.  per  cubic  yard  at  18i  c $0.73 

Dredging 1.75 

Towing 65 

Delivering  in  construction  of  Dike  C 45 

Total,  per  cubic  yard  in  place 3.58 

Total  for  breaking  and  dredging^  $2. 48  per  yard  or  $1. 13 per  ton. 
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Comparatire  lahlcj  aections  7,  ^.  and  3. 


Section. 


I  Ttoek  Cost  per 

in  place).       "rwi/rinjr. 


Pounds. 
4,856 
18,  750 
21,860 


2,962  $3.88 

3,911  I  3.84 

5,508  3.13 


The  character  of  tho  rock  encountered  in  the  advancement  of  the  channel  of  the 
Raritan  River  since  1891  was  well  adapted  to  the  percussion  method  of  rock  hreak- 
inff,  but  the  reduced  appropriation  of  1892  would  not  Avarrant  tho  additional  plant. 
In  March  last  an  opportunity  offered  for  makino^  trial  of  this  method.  In  1893  a 
rock-breaker  was  built  by  Mr.  P.  S.  Ross  for  work  on  the  Hudson  River,  under  con- 
tract with  the  U.  S.  Government.  This  machine  has  been  worked  upon  the  Raritan 
River  rock  for  five  weeks,  under  an  agreement  to  pay  $1. 25  per  ton  for  rock  broken 
free  for  dredging,  and  has  demonbtrated  the  cheapness  with  which  the  rock  excava- 
tion can  be  carried  on  under  this  system.  In  the  brief  time  of  five  weeks  the  rock 
over  an  area  of  400  feet  by  60  feet  was  broken  down  an  average  of  3. 4  feet,  estimated 
at  325  tons  per  day  of  ten  hours  work.  The  cost  to  the  contractor  for  running 
expenses  and  rejiairs  on  this  work  did  not  exceed  15  cents  per  ton.  A  description 
of  this  rock-breaker  is  given  on  page  1013  of  tho  report  of  the  Chief  of  Engineers  for 
1893.     A  photograph  of  the  machine  accompanies  this  report. 

The  machine  was  operated  on  this  work  to  swing  in  arcs  spaced  from  1 .5  feet  to  2.5  feet 
apart.  The  blows  were  struck  with  the  boat  stationary,  and  tlie  points  of  a:tack 
were  spaced  along  tho  arc  of  swing  about  2  feet  apart.  Excess  of  spacing  between 
the  arcs  was  detected  by  accurately  established  cross-ranges,  the  position  of  the  boat 
being  determined  each  time  the  chisels  came  to  the  center  of  the  arc.  The  spacing 
along  the  arc  was  not  readily  checked,  and  variations  here  account  no  doubt  for  tho 
wide  ran^e  in  the  size  of  broken  stone.  While  the  bulk  of  tho  material  is  fine,  or 
stone  easily  handled  by  one  man,  blocks  up  to  the  size  of  a  cubic  yard  are  numerous. 
From  three  to  fifteen  blows  with  each  chisel,  weighing  0  tons  and  falling  from  15  to 
25  feet,  were  sufficient  to  gain  the  penetration  of  4  feet.  Beginning  at  the  extreme 
end  of  arc,  after  advancing  the  boat,  the  rook  is  unbroken  around  the  chisel,  but  at 
the  first  shift  tho  broken  stone  on  one  side  and  in  front  so  diminishes  the  resistance 
that  one-third  the  number  of  blows  would  usually  suffice.  The  rock  was  found  to 
be  broken  liner  in  the  center  than  on  the  sides,  due  to  the  increasing  distance  between 
arcs  from  the  center  out.  The  breaking  of  the  rock  increased  its  bulk  25  per  cent, 
shoaling  thedepth  by  1  foot,  and  increasiuji^  the  difficulties  of  providing  for  thodaily 
traffic.  Tho  time  of  work  did  not  suffice  to  determine  the  rate  of  wear  on  the  chisel 
points,  or  the  permanent  angle  in  this  rock.  The  chisels  had  been  used  on  the  Hud- 
son River  and  had  worn  to  an  angle  of  less  than  30  degrees.  No  change  was  noted 
while  on  this  work. 

The  dredge  began  the  work  of  removal  June  8,  and  at  the  close  of  the  year  had 
taken  up  4,697  tons,  an  average  of  235  tons  per  day. 

The  chisels  had  been  worked  to  a  penetration  of  1  foot  below  the  required  depth. 
After  dredging,  thedepth  was  found  tobe  in  most  places  within  0.5  feet  of  the  penetra- 
tion of  the  chisels,  and  no  shoal  points  have  as  yet  been  found.  The  adoption  of  this 
method  for  future  work  should  result  in  a  large  reduction  in  cost,  either  by  advan- 
tageous contractor  by  equipment  of  plant;  in  a  gain  in  the  rate  of  progress;  in  a  sav- 
ing of  time,  allowing  the  use  of  tho  plant  on  other  works;  in  a  reduction  in  wear 
and  tear  on  machinery,  and  the  abatement  of  tho  nuisance  of  blasting. 

During  tho  year  6,743  cubic  yards  of  rock  removed  from  the  channel  has  been  nsed 
in  the  construction  of  dike  C,  making  a  total  of  8,014  cubic  yards  placed  in  the  dike, 
and  building  1,680  linenr  feet  of  rix^rap  dike  (including  906  feet  of  old  embankment 
partially  constructed)  at  a  cost  of  $2,470.30.  A  small  amount  of  dredged  rock  has 
been  used  in  refilling  timber  dikes  in  the  Raritan  and  Shrewsbury  rivers,  and  2,032 
cubic  yards  have  been  sent  to  Newark  Bay  for  revetment.  During  the  year  1,091 
linear  feet  of  waling  on  the  timber  dikes  was  renewed  at  a  cost  of  ii^  cents  yet  foot. 

Respectfully  submitted. 

C.  S.  Kklsev, 

Assistant  Engineer, 

Capt.  Thos.  L.  Casey, 

Corps  of  Engineei'Sj  U.  S, 
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COMMERCIAL   STATISXICS. 


The  following  Rtatistics  r(;lative  to  to  the  commciTO  of  Knritnn  River,  New  Jorfley, 
duriug  the  year  eiuling  December  81,  1893,  were  compiled  from  statements  furuished 
by  parties  makiug  shipments  over  this  waterway : 


Articles. 

Amount. 

Value.      , 

1 

Bnildini;  mntorial 

Tons. 
879, 533 
287.243 
31,  330 
5,294 
243. 258 

$3,474,515 

1,  484, 413 

939,900 

11,302 

Coal..      

Iron  aii<l  ores 

Fertilizer 

MiitcellaneoaH 

21,715,850 

VeHsela. 


8team  .. 

Sail 

Barges. . 
Rafts.. 


, 

Average 

Averap:o 

draft. 

tunuikge. 

Feet. 

Torn. 

2,752 

8i 

135 

954 

7., 

97 

1,914 

113 

181 



Total 1,446,658  ■  27,625,979 


5.801 


The  above  table  shows  au  increase  of  326,356  tons  over  amount  reported  for  year 
1892. 


F  lo. 


IMPROVEMENT  OF  SOUTH  RIVER,  NEW  JERSEY. 

Before  the  improvement  of  this  stream  was  undertaken  by  the  United 
States  the  navigation  of  the  h»wer  2^  miles  of  its  course  had  been 
abandoned  and  a  canal  dredged  at  private  expense  from  a  short  dis- 
tance below  Washington  to  Sayreville  on  the  Karitan  River.  In  1880 
the  mouth  of  this  canal  had  slioaled  to  a  depth  of  G.4  feet  at  mean  low 
water,  and  the  best  depth  in  the  canal,  some  distance  above,  had 
decreased  to  3.3  feet.  Above  Washington  a  depth  of  2.7  feet  existed 
to  Bissetts,  3g  miles,  and  2.5  feet  to  Old  bridge,  the  head  of  naviga- 
tion, 6J  miles  above  the  mouth  of  the  canal  at  Sayreville.  The  range 
of  the  tide  was  5.3  feet  at  Sayreville. 

The  project  adopted  in  1880  provided  for  closing  the  river  below  the 
head  of  the  canal,  correcting  the  direction  of  the  mouth  of  the  latter, 
and  obtaining,  by  diking  and  dredging,  a  depth  of  8  feet  mean  low 
water  to  Washington,  0  feet  to  Bissetts,  and  4  feet  to  Old  bridge, 
straightening  the  channel  at  two  points  by  cutting  across  the  meadow7 
estimated  to  cost  $194,095.  This  was  modified  July  30, 1892,  by  omit-  * 
ting  the  proposed  dredging  of  the  cut  off  above  Washington  and  in 
front  of  the  brickyards ;  the  construction  of  dikes  H,  I,  J,  K,  and  L,  and 
substituting  therefor  the  dredging  of  the  section  of  the  river  between 
Washington  and  the  Raritan  River  railroad  bridge,  reducing  the  origi- 
nal estimate  to  $170,795. 

The  amount  expended  to  June  30,  1893,  was  $70,038.97,  with  which 
the  direction  of  the  mouth  of  the  canal  has  been  changed;  the  dikes 
"below  Washington  comi)leted  and  maintained ;  a  small  aniountof  dredg- 
ing dcme  on  a  shoal  above  Washington;  a  shoal  at  the  mouth  of  Wash- 
ington Canal  removed,  and  a  channel  dredged  CO  feet  wide  through 
the  canal  and  50  feet  wide  across  the  slnnil  in  the  river  below  Wash- 
ington; the  channel  between  the  Turnpike  bridge  and  Raritan  River 
railroad  bridge  dredged  50  to  100  feet  wide  and  0  feet  deep,  mean  low 
water;  and  the  channel  for  a  distance  of  350  feet  above  the  bridge 
dredged  to  4  feet,  mean  low  water,  and  width  of  70  feet.  At  Rourke 
Reach  the  channel  was  given  a  depth  of  6  feet  at  mean  low  water  and 
width  of  00  feet  for  a  distance  of  800  feet ;  in  addition  a  bar  opi)Osite 
Whitehead's  brickyard  was  removed  to  a  depth  of  8  feet  at  mean  low 
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Tvater  and  width  of  GO  feet  for  a  distance  of  450  feet,  and  at  the  junc- 
tion of  the  canal  and  South  River  a  channel  was  excavated  350  feet 
lonpf,  60  feet  wide,  and  C  feet  deep  at  the  same  stage  of  the  tide. 

The  balance  of  the  funds  available  for  the  fiscal  year  ending  June 
30, 1894,  would  not  admit  of  active  operations  and  so  no  work  was 
attempted  during  the  past  year;  the  expenditures,  amounting  to 
$1,000.77,  have  been  for  office  work  and  examinations. 

The  present  condition  of  this  improvement  is  such  that  the  river  can 
be  navigated  by  vessels  of  6  feet  draft  at  all  stages  of  the  tide  for  a 
distance  of  about  3  miles  above  its  mouth. 

The  sum  of  $10,000  can  be  expended  profitably  as  regards  the  efficient 
prosecution  of  the  work  during  the  fiscal  year  ending  June  30, 189G. 
It  would  be  applied  to  giving  the  channel  the  full  dimensions  required 
by  the  project. 

This  work  is  in  the  coUectiou  district  of  Perth  Amboy,  which  is  the  nearest  port 
of  entry ;  nearest  light- house,  Great  Beds  Light,  in  Raritan  Bay,  New  Jersey;  nearest 
fort,  fort  at  Sandy  Hook,  N.  J. 

Amount  of  revenue  collected  at  the  port  of  Perth  Amhoy  during  the  fiscal  year 
ending  June  30,  1894, . 

AMOUNTS   APPROPRIATED. 

By  act  of  Congress  approved — 

June  14,  1880 $40,000.00 

March  3,  1881 i 6,000.00 

August  2,  1882 10,000.00 

August  5,1886 5,000.00 

August  11,  1888 5, 000.  CO 

September  19,  1890 5,000.00 

July  13, 1892 7,000.00 

Total 78,000.00 

Amount  expended 77, 039. 74 

Money  statement 

July  1,  1893,  balance  unexpended $1,961.03 

June  30,  1894,  amount  expended  during  iiscal  year 1, 000. 77 

July  1, 1894,  balance  unexpended 960. 26 

jlAmonnt  (estimated)  required  for  completion  of  existing  project 98, 795. 00 

i  Amount  that  can  be  prolitably  expended  in  fiscal  year  ending  June  30,1896    10, 000.  00 
I  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
[     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


COMMERCIAL  STATISTICS. 


The  following  statistics  relative  to  the  commerce  of  South  River,  New  Jersey,  were 
furnished  by  Mr.  £.  A.  Fisher,  of  Sayreville,  N.  J.,  for  the  year  ending  December  31, 

-IWOQ- 


1893 


Articles. 

Amonnt. 

1 

Tom. 

130.260 
i,500 
9,000 

10,500 
2,000 

Value. 

Yesftels. 

^^nmber. 

Average  ,  Average 
draft.    .  tonaage. 

BviildinflT  mnt^riftl 

$260,520 

9,000 

36,000 

15,750 

5,000 

SaU 

Barges 

1.405 
258 

Feet.          Tons. 
6  '               67 

Clay...? 

6  I             115 

Coal                        

FertiliRer        

** 

1 



Total 

150,200 

326,270 

1.663  ! 

i 

The  above  table  shows  a  decrease  of  6,202  tons  when  compare<l  with  amoant 
reported  for  calendar  year  1892. 


Digitized  by  VjOOQIC 


APPENDIX  P REPORT  OP  CAPTAIN  CASEY.        815 

F  II. 
IMPROVEMENT  OF  KEYPORT  HARBOR,  NEW  JERSEY 

Keyport  Harbor  was  ori|i^iiially  accessible  at  low  water  only  to  vessels 
drawing  less  than  4  feet.  Before  its  improvement  was  undertaken  by 
the  United  States  a  C-foot  channel  had  been  dredged  at  private  expense, 
which  had  shoaled  in  1872  to  5^  feet  and  in  1882  to  5  feet,  the  range  of 
the  tide  being  4.7  feet.  A  large  commerce  was  carried  on,  however, 
value<l  at  $2,932,000. 

The  project  for  the  improvement  was  adopted  in  1873,  and  provides 
for  dredging  a  channel  4,700  feet  long,  8  feet  deep  at  mean  low  water, 
and  200  feet  wide  from  the  steamboat  dock  to  the  8-foot  contour  in 
Earitan  Bay,  at  an  estimated  cost  of  $30,475.  No  money  was  appro- 
priated for  this  purpose,  however,  until  August  2, 1882.  A  subsequent 
survey  showed  that  material  shoaling  had  taken  place  in  the  channel 
since  1872,  the  date  of  the  original  survey,  necessitating  an  increase  of 
the  original  estimate  to  $40,475. 

The  amount  expended  on  this  improvement  to  June  30,  181^,  was 
$35,389.32,  with  which  (in  1883)  a  channel  had  been  dredged  to  the 
required  depth  from  the  8-foot  contour  in  liaritan  Bay  to  Keyport 
Wharf,  a  distance  of  5,000  feet,  with  a  width  of  200  feet  for  the  first 
4,200  feet  and  160  for  the  remainder.  This  channel  did  not  prove  per- 
manent, however,  having  deteriorated  to  a  width  of  30  to  50  feet  and 
mean  low-water  depth  of  6  to  7  feet.  It  was  redredged  in  1893  to  the 
projected  mean  low  water  depth,  with  widths  of  from  70  to  140  feet  in 
front  of  Keyport  Wharf  for  a  distance  of  400  feet ;  for  a  further  distance 
of  2,200  feet  outward  a  cut  35  feet  wide  was  made  along  the  northerly 
side  of  the  old  channel. 

No  active  operations  have  been  in  progress  on  this  improvement  dur- 
ing the  present  fiscal  year,  the  unexpended  balance  ($85,68)  from  appro- 
priation of  1892  being  insufficient. 

The  expenditures  during  the  fiscal  year  amount  to  $2.20  for  office 
expenses. 

The  balance  of  the  estimate  ($5,000)  can  be  profitably  expended  dur- 
ing the  fiscal  year  ending  June  30, 1896. 

This  work  is  in  the  collection  district  of  Perth  Amhoy,  N.  J.,  which  is  the  nearest 
port  of  entry.  Nearest  light-house,  Great  Beds  Light,  in  Haritan  Bay;  nearest  fort, 
fort  at  Sandy  Hook,  N.  J. 

Amount  of  revenue  collected  at  the  port  of  Perth  Auihoy  during  the  fiscal  year 
ending  Juno  30,  1894,  $ . 

AMOUNTS   APPROPRIATED. 

By  act  of— 

August  2,  1882 $30,475.00 

July  13,  1892 5,000.00 

Total 35,475.00 

Amount  expended 35,391.52 


ji 


M(yiiey  statement. 


July  1 ,  1893,  balance  unexpended $85. 68 

June  30,  1894,  amount  expended  during  fiscal  year 2. 20 

July  1,  1894,  balance  unexpended 83. 48 


(  Amount  (estimated)  required  for  completion  of  existing  project 5,  000. 00 

I  * ..^i..*. 1 -c^-vi .i„.w_-c_-., '^---June3(),1896      5,000.(r 

>f  river  and 
arch  3, 1893. 
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J  Amountthatcanbeprofitablyexi>endedinfiscalyearendingJune3(),  1896      5, 000.  00 
]  Submitted  in  compliance  with  requirements  of' sections  2  of  river  and 
L     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 
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F  12. 
IMPROVEMENT  OF  MATTAWAN  CREEK,  NEW  JERSEY. 

Before  its  iinx)rovement  by  the  Goyernment  this  small  stream  was 
obstructed  at  its  entrance  into  Keyport  Harbor  by  a  mud  tlat,  on  whicli 
the  best  depth  at  tbe  worst  section  was  3.1  feet  at  mean  low  water, 
though  the  3-foot  channel  was  too  narrow  and  tortuous  for  use.  Above 
this  Sat  a  good  4-foot  channel  existed  to  1^  miles  above  the  mouth,  and 
thence  to  the  steamboat  dock  at  Mattawan  3.5  feet,  shoaling  to  1.8  feet 
at  the  freight  dock  600  feet  above  and  1 J  miles  from  the  mouth.  The 
range  of  the  tide  is  4.7  feet.  Notwithstanding  the  above  difficulties  it 
carried  commerce  valued  in  1880  at  $800,000.  In  1885  the  commerce 
of  the  creek  was  stated  to  be  130,000  tons,  valued  at  $2,000,000. 

The  project  for  this  improvement  was  adopted  in  1881,  and  provides 
for  dredging  a  channel  4  feet  deep  at  mean  low  water  and  100  feet  wide 
from  the  mouth  to  Winkson  Creek,  and  thence  75  feet  wide  to  the  rail- 
road bridge  at  Mattawan,  250  feet  above  the  freight  dock,  at  an  esti- 
mated cost  of  $33,120. 

Appropriations  were  made  for  this  imi)rovement  to  the  close  of  the 
fiscal  year  ending  June  30,  1892,  as  follows:  March  3,  1881,  $15,000; 
August  2, 1882,  $6,000j  and  September  19,  1890,  $2,500.  With  the 
appropriations  of  1881  and  1882  the  channels  had  been  dredged  to  the 
required  depth  from  the  mouth  to  the  freight  dock  at  Mattawan,  with 
widths  of  from  100  to  30  feet.  The  small  appropriation  of  1890  enlarged 
the  dimensions  of  the  channel  through  the  flat  outside  the  creek  nearly 
to  tlie  requirements  of  the  project,  and  also  for  a  distance  of  1,420  fe^t 
upstream  from  its  mouth. 

The  river  and  harbor  act  of  July  13, 1892,  appropriated  $9,620  for 
completing  the  improvement,  and  a  project  for  its  expenditure  in  dredg- 
ing the  channels  to  the  full  dimensions  was  approved  July  27, 1892. 
A  survey  of  this  stream,  begun  October  24  and  completed  November 
3, 1892,  showed  that  the  channels  dredged  in  1881  and  1882  had  almost 
reverted  to  their  original  condition,  and  that  the  amount  of  work 
required  to  complete  the  project  could  not  be  performed  with  the  avail- 
able funds;  consequently  a  revised  estimate  for  completing  the  project, 
increasing  the  original  by  $10,000,  was  submitted  for  the  approval  of 
the  Chief  of  Engineers  May  29,  1893. 

Dredging  operations,  under  contract  dated  May  3, 1893,  with  Alonzo 
E.  Smith  (detailed  in  Annual  Report  for  1893,  p.  1120),  in  progress  at 
the  close  of  the  last  fiscal  year,  were  continued  to  September  22, 1893, 
at  which  date  the  contract  was  concluded,  24,902  cubic  yards  of  mate 
rial  having  been  removed,  of  which  22,285  cubic  yards  were  removed^ 
during  the  present  fiscal  year. 

Under  this  contract  the  cliannel  between  the  mouth  of  the  creek  and } 
steamboat  wharf  at  Keyport  was  redredged  on  its  southerly  side  to  a . 
mean  low-water  depth  of  4.J  feet  for  a  distance  of  2,100  feet  upstream  \ 
from  Keyport  Wharf,  and  given  .a  width  of  50  feet  for  the  first  1,500  j 
feet,  with  25  feet  for  the  remainder,  and  on  its  northerly  side  redredged 
to  a  similar  depth  with  a  width  of  25  feet  for  a  distance  of  630  feet 
extending  from  Keyport  Wharf  upstream.    From  about  600  feet  above 
Winkson  Creek  to  the  steamboat  dock  at  Mattawan,  a  distance  of  about  [» 
4,000  feet,  the  channel  was  redredged  to  a  width  of  60  feet  and  mean 
low-water  depths  of  from  4  to  5  feet. 
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The  expenditures  duriug  the  fiscal  year  ending  June  30, 1894,  amount 
to  $8,762.06,  as  follows : 

Dredging  under  contract $7,470.60 

Inspection 533.00 

Drafting i 225.00 

Administration 523. 46 

Total 8,752.06 

If  it  is  the  intention  of  Congress  to  continue  the  work  $10,000  can 
be  profitably  expended  during  the  fiscal  year  ending  June  30, 1896. 

This  work  is  in  the  coUection  district  of  Perth  Amboy,  which  is  the  nearest  port 
of  entry.  Nearest  light-house,  Great  Beds  Light,  in  Raritan  Bay.  Neaiest  fort, 
fort  at  Sandy  Hook,  N.  J. 

Amount  of  revenue  collected  at  the  port  of  Perth  Amboy  during  the  fiscal  year 
ending  June  30,  1894,  $ , 

AMOUNTS  APPROPRIATED. 

By  act  of— 

March  3,  1881 t $16,000.00 

August  2,  1882 6,000.00 

September  19,  1890 2,500.00 

July  13,  1892 9,620.00 

•  

Total 33,120.00 

Amount  expended 32, 873. 64 

M(mey  statement, 

July  1,  1893,  balance  unexpended $8, 998. 42 

June  30,  1894,  amount  expended  during  fiscal  year : 8, 752. 06 

July  1 ,  1894,  balance  unexpended ■ 246. 36 

i  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896    10, 000. 00 
<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3, 1893. 


COMMERCIAL   STATISTICS. 


The  following  statistics  relative  to  the  commerce  of  Mattawan  Creek,  New  Jersey, 
during  the  year  ended  December  31,  1893,  were  furnished  by  Mr.  J.  W.  Maggs,  of 
Matawan,  if.  J. 


Articlw. 

Amount. 

Value.         Vessels. 

Number. 

Average, 
draft. 

Average 
tounage. 

Produce 

Toru. 

lOU,  000 

162. 000 

300,000 

10,000 

5,000 

1.700 

$2,500,000  :  St«am 

575,000  '  Sail 

100,000  1  Barges.... 
12,000    

2 

25 
lUO 

Feet. 

I 

Ton». 
228 
75 
100 

Brick 

Fertilizer 

Lumber 

Coal  and  wood 

7,000  ! 

Sundries 

50,000  j 

ToUl 

578, 700 

3, 244, 000  ' 

127 

1 

.... 

The  above  table  shows  an  increase  of  262,200  tons  over  amount  reported  for  calen- 
.ar  year  1892. 
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F  13. 
IMPROVEMENT  OF  SHOAL  HARBOR  AND  COMPTON  CREEK,  NEW  JERSEY. 

Shoal  Harbor  is  situated  on  the  south  side  of  Sandy  Hook  Bay,  5 
miles  west  of  the  entrance  to  Shrewsbury  River,  Kew  Jersey.  The 
harbor  is  formed  by  a  slight  indentation  in  the  shore  line  where  Comp- 
ton  Creek  empties  into  the  bay.  The  outer  harbor  is  unprotected  by 
projecting  headlands  or  other  natural  topographical  features.  The 
creek  is  used  principally  as  a  harbor  for  small  vessels  engaged  in  the 
fish  and  oyster  trade,  and  contains  ami)le  depth  of  water  for  this  pur- 
pose, except  at  the  entrance,  w^hich  nearly  runs  dry  at  low  water,  thus 
preventing  vessels  from  entering  excepting  at  or  near  high  water. 

At  a  point  about  cne-fourth  of  a  mile  above  its  mouth  the  creek  is 
crossed  by  a  fixed  bridge  without  a  draw,  beyond  which  no  vessels 
ever  go.  The  village  of  Port  Monmouth,  located  on  the  left  shore  of  the 
harbor,  is  the  principal  shipping  point  for  garden  truck  from  the  adja- 
cent farming  districts  and  for  fish  and  oysters  taken  in  the  bay. 

The  plan  of  improvement  adopted  in  1884  had  in  view  the  connection 
of  the  5-foot  mean  low- water  curve  of  the  creek,  on  the  inside,  with  the 
5-foot  curve  of  the  bay  by  means  of  a  dredged  channel  150  feet  wide, 
and  the  protection  of  this  channel  against  shoaling  by  means  of  a  tim- 
ber dike  placed  on  the  west  side  of  the  harbor,  at  a  total  estimated 
cost  of  $64,130. 

The  first  appropriation  was  made  in  the  act  of  September  19,  1890, 
the  wording  being  as  follows:  '^Improving  Shoal  Harbor  andGompton 
Creek,  Few  Jersey,  so  as  to  give  a  channel  4  feet  deep  at  mean  low 
water,  85,000." 

Tlie  total  expenditure  on  this  improvement  to  June  30, 1893,  was 
$5,139.29,  with  which  amount  the  channel  was  dredged  in  1891  to  a 
mean  low- water  depth  of  4 J  feet  for  a  distance  of  1,200  feet,  beginning 
near  the  bulkhead  at  the  mouth  of  the  creek,  with  a  width  of  100  feet 
for  the  first  800  feet  and  70  feet  for  the  remainder.  A  survey  was  made 
in  October,  1892,  from  the  mouth  of  the  creek,  extending  through  Shoal 
Harbor  toward  the  bay,  for  a  distance  of  about  4,000  feet.  This  survey 
showed  that  the  improved  channel  had  contracted  to  widths  of  from  GO 
to  80  feet,  with  mean  low- water  depths  of  from  3.2  to  4.2  feet. 

An  appropriation  of  $3,000  for  continuing  the  improvement  was 
made  in  the  act  of  July  13, 1892,  and  a  project  for  its  expenditure  in 
extending  the  dredged  channel  toward  the  deep  water  in  Baritan  Bay 
as  far  as  the  funds  available  will  permit,  maintaining  the  width  of  75 
feet  and  depth  of  4  feet  mean  low  water,  was  approved  July  26, 1892. 
Specifications  were  prepared  and  sealed  proposals  invited  by  adver- 
tisement, but  no  bids  were  received  at  the  date  of  opening,  March  29, 
1893,  and  it  was  subsequently  recommended  that  the  Avork  be  left  in 
abeyance  until  such  time  as  an  ad  van  tageous  offer  might  be  obtained  to 
do  the  work  with  hired  plant. 

The  approval  of  the  Chief  of  Engineers  was  obtained  March  20, 1894, 
for  the  expenditure  of  tlie  available  appropriation  in  continuing  the 
improvement  by  hiring  plant  to  do  the  work  in  open  market  as  the 
metho<l  most  economical  and  advantageous  to  the  Government.  In 
pursuance  of  this  authority  circular  letters  inviting  proposals  were 
issued  March  22  to  dredging  contractors  in  Albany,  New  York  City, 
and  Jersey  City,  and  the  following  responded: 

Conte. 

Brainard  Bros.,  New  York,  N.  Y per  cubic  yard . .     69^ 

WiJliam  H.  Taylor,  Jersey  City,  N.  J do. . . .     54 
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The  bid  of  William  H.  Taylor,  being  considered  reasonable,  was  duly 
recommended,  and  its  acceptance  was  authorized  April  9, 1894. 

Operations  will  be  begun  upon  the  completion  of  work  on  the  Eliza- 
beth Eiver,  as  both  these  works  have  been  awarded  to  William  H. 
Taylor,  of  Jersey  City,  K.  J. 

There  have  been  no  expenditures  on  this  improvement  during  the 
fiscal  year,  as  no  work  has  been  done. 

The  sum  of  $8,000  can  be  profitably  expended  in  further  extending 
and  deepening  this  channel  to  the  5  feet  required  by  the  project. 

This  work  is  in  tbe  collection  difitrict  of  Perth  Ainboy,  which  is  the  nearest  pprt 
of  on  try ;  nearest  light-house,  Navesink  Light,  and  nearest  fort,  fort  at  Sandy  Hook, 
N.J. 

Amount  of  revenne  collected  at  the  port  of  Perth  Amboy  during  tlio  Rscal  year 
ending  June  30.  18»4>  $ . 

AMOUNTS  APPROPRIATED. 

By  act  of— 

September  19,  1890 $5,000.00 

July  13,  1892 3,000.00 

Total 8,000.00 

Amount  expended 5, 139. 29 

Money  statement. 

July  1,  1893,  balance  unexpeuded $2,860.71 

July  1,  1894,  balance  unexpended 2,860.71 

{Amount  (estimated)  required  for  completion  of  oxietin^  project 56, 130. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1896      8, 000. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 


COMMERCIAL   STATISTICS. 

The  following  statistics  relative  to  the  commerce  of  Shoal  Harbor  and  Compton 
Creek,  New  .Jersey,  during  the  year  ending  December  31,  1893,  were  furnished  by 
Cnpt.  Benjamin  Griggs,  oi  Port  Monmouth,  N.  J. : 


Articles. 

A  mono  t. 

Value. 

Vesaels. 

Is'umber. 

1 
150 

Averaffo 
draft. 

Av«»rage 
tonnage. 

Farm  produce 

Tons. 
38,000 
12,000 
12,000 
3,500 
4,000 

$135,000 
28.000 
18,000 
12,000 
40,000 

Steam 

Sail 

Feet.           Tons. 
4                496 

Clama  and  fljsh 

2                 20 

Fertilizer 

1 

Coal 

■*       "       1 

M*.sct>Uaneou9 

1 

Total 

G9.500 

233,000 

151  ' 

1 

The  above  table  shows  an  increase  of  7,500  tons  over  that  reported  for  year  1892. 


F  14. 

IMPROVEMENT  OF  SHREVTSBURY  RIVER,  NEW  JERSEY. 

In  its  original  condition  this  river  was  mucli  obstructed  by  sand  bars, 
oil  which  the  best  depths  at  mean  low  water  were,  at  the  month,  3.9 
feet ;  below  Highlands  bridge,  5.4  feet;  at  Lower  Kocky  Point,  3.G  feet; 
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at  Barley  Point,  3.3  feet 5  at  Chalmers,  6  feet;  at  Oceanic,  5.5  feet; 
below  Bellevue,  3.1  feet;  at  Sea  Bright,  4.2  feet;  at  Jumping  Point,  2.6 
feet;  and  at  Sedge  Island,  2.8  feet. 

The  project  for  this  improvement  was  adopted  in  1879,  and  contem- 
plates the  formation  of  a  channel  6  feet  deep  at  mean  low  water  and 
from  300  to  150^ feet  in  width  from  the  month  of  the  river  to  Red  Bank, 
on  the  Korth  Branch,  8  miles,  and  to  Branchport,  on  the  South  Branch, 
9  miles,  at  an  estimated  cost  of  $254,562. 

The  total  amount  expended  on  this  improvement  to  June  30,  1893, 
was  $227,646.55,  with  which  numerous  dikes  have  been  built  and  main- 
tained and  channels  dredged  and  redredged  in  various  parts  of  both 
branches  of  the  river. 

At  the  close  of  the  summer  of  1893  there  was  a  smaU  balance  remain- 
ing from  the  appropriation  of  $10,000,  made  in  the  river  and  harbor  act 
of  July  13, 1892,  and  the  authority  of  the  Chief  of  Engineers  was  obtained 
March  20, 1893,  to  expend  these  funds,  amounting  to  about  $1,400,  iu 
opening  the  navigable  channels  which  had  been  partially  filled  with 
sand  during  last  winter.  The  method  of  doing  this  by  hire  of  plant  in 
ojjen  market  was  approved  as  being  most  economical  and  advantageous 
to  the  Government. 

Pursuant  to  this  authority  circular  letters  inviting  proposals  were 
issued  March  22  to  the  principal  dredging  contractors  in  New  York, 
Albany,  and  Jersey  City,  and  the  following  responded:  • 

I     Per  cubic  yard. 
Name  and  address  of  contractor.  i    j^Q^h    '    Sonth 

{  Branch.  I  Branch. 


Brainard  Bros..  Now  York,  N.  Y. 
J.  r.  RandersoQ,  Albany,  N.  Y — 
Wnj.  H.  Taylor,  Jersey  City,  N.  J 
Ed^ar  M.  Payn,  Albany  "'  " 


rij'v*. 


CenU. 

CenU. 

m 

«i 

35 

45 

39 

46 

45 

75 

The  lowest  bid  received  was  that  of  Brainard  Bros.,  which,  being  con- 
sidered reasonable,  was  recommended  for  acceptance,  and  was  approved 
April  9, 1 894.  Operations  were  begun  April  24,  in  the  removal  of  a  bar 
in  the  channel  of  the  North  Branch  above  Upper  Kocky  Point  to  a  mean 
low-water  deptli  of  7  feet  and  width  of  150  feet  for  a  distance  of  140  feet, 
this  being  completed  May  12  by  the  excavation  of  3,000  cubic  yards  oi 
material.  The  plant  was  towed  to  the  South  Branch  May  14,  and  began 
work  on  a  bar  in  the  bend  of  the  channel  opposite  Dike  J,  that  projected 
into  the  channel  on  its  western  side,  removing  it  by  parallel  cuts  to  a 
depth  of  7  feet  mean  low  water  and  width  of  75  feet  for  a  distance  of 
about  280  feet,  completing  its  removal  May  28,  with  an  excavation  of 
1,200  cubic  yards  of  material. 

The  work  accomplished  during  the  latter  part  of  the  summer  of  1893 
consisted  principally  in  repairs  to  several  dikes,  especially  that  at  the 
mouth  of  the  main  river,  which  urgently  needed  renewal  in  many  place^. 
On  November  11, 1893,  a  report  was  made  concerning  the  protection  of 
the  line  of  beach  connecting  Sandy  Hook  with  the  mainland.  The 
steamboat  men  navigating  the  South  Branch  made  complaints  from  time 
to  time  in  regard  to  a  wharf  projecting  into  the  channel  at  the  sharp 
bend  near  Sea  Bright,  and  a  hearing  on  the  question  of  fixing  harbor 
lines  in  this  locality  was  held  in  January.  A  report  on  tlie  subject  was 
rendered  January  26, 1894,  and  the  pier  and  bulkhead  lines  were  per- 
manently fixed  by  the  Secretary  of  War  on  February  5, 1894. 
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The  present  condition  of  the  channels  is  satisfactory  in  the  main, 
but  considerable  changes  seem  to  be  in  progress  in  the  parts  of  the 
channel  immediately  above  Upper  Rocky  Point  and  near  Oceanic. 

The  expenditures  during  the  fiscal  year  amount  to  $6,776.55,  as 
follows: 

Dre<lging  (contract. completed  June  30, 1893) $3, 299. 22 

Dredging  (by  hired  plant  April  and  May,  1894) 1.190.25 

Repairs  to  dikes 1,918.79 

Inspection 335. 00 

Administration 33. 29 


Total 6,776.55 

This  work  is  in  the  collection  district  of  Perth  Amboy,  which  is  the  nearest  port 
of  entry ;  nearest  light-honse,  Navesink  Light ;  nearest  fort,  fort  at  Sandy  Hook, 
N.  J. 

Amount  of  revenue  collected  at  the  port  of  Perth  Amboy  during  the  fiscal  year 
ending  June  30,  1894,  is :  $ . 

AMOUNTS  APPROPRIATED. 

Old  project. 
By  act  of— 

August  30,  1852  (survey) $1,500.00 

March  3,  1871  (dredging) 14,000.00 

March  3,  1873  (dredging) 5,000.00 

Total 20.500.00 

ExUting  project. 
By  act  of— 

June  18,  1878  (diking) $18,000.00 

March  3,  1879 10,000.00 

June  14,  1880 30,000.00 

March  3,  1881 86,000.00 

August  2,  1882  (dredging) 30,000.00 

August  5,  1886  (diking) 10,000.00 

August  11,  1888 10,000.00 

September  19,  1890 10,000.00 

July  13,  1892 10,000.00 

Total 214,000.00 

Grand  total 234,50000 

Amount  expended 234, 423. 10 

Money  statement. 

July  1, 1893,  balance  unexpended $6, 853. 45 

June  30,  1894,  amount  expended  during  fiscal  year 6, 776. 55 

July  1,  1894,  balance  unexpended 76. 90 

July  1,  1894,  outstanding  liabilities 9.00 

July  1,  1894,  balance  available 67.90 

{Amount  (estimated)  required  for  completion  of  existing  project 20,  062. 00 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  J  une  30, 1896    20, 062. 00 
Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
harbor  acts  of  1866  and  1867  and  of  sundry  civil  act  of  March  3,  1893. 
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COMMERCIAL   STATISTICS. 


The  following  statistics  relative  to  the  commerce  of  Shrewsbury  River,  New  Jer- 
sey, daring  the  year  ending  December  31,  1893,  were  furnished  by  Capt.  James  S. 
Throckmorton,  of  Red  Bank,  N.  J. : 


Articles. 

Amount. 

Value. 

Vessels. 

Number. 

Average 
draft. 

Average 
tonnage: 

Produce 

Ton§. 

225, 000 
16,000 
70,000 

100.000 
1,000 

325,000 

$2, 015, 000 

850,000 

490,000 

400,000 

20.000- 

3,250,000 

St«am 

Sail 

Barges 

Raffa 

56 
80 
30 
10 

Feet. 

4 

Z5i 

()v8ter«  and  fish 

2> 

Fertilizers 

25 

Coal 

Lumber 

1 

Miacellaueous 

1 



. 

j 

Total 

737,000 

7.025,000 

ne 

The  above  table  shows  an  increase  of  65,000  tons  over  that  reported  for  year  1892. 
Two  new  transportation  lines  were  established  ou  the  South  Branch  during  the 
fiscal  year  ending  Juno  30,  1894. 


F  15. 

IMPROVEMENT  OF  MANASQUAN  (SQUAN)  RIVER,  NEW  JERSEY. 

Ill  its  original  condition  this  stream  bacl  a  depth  of  from  4  to  C  feet 
at  mean  low  water  for  several  miles  above  its  month,  and  was  obstructed 
at  its  ontlet  into  the  ocean  by  a  sand  spit,  which  had  deflected  the 
stream  into  a  channel  parallel  with  the  beach,  communicating  with  the 
ocean  across  shifting  sand  bars,  on  which  the  best  depth  did  not  exceed 
IJ  feet  at  mean  low  water;  mean  range  of  tide,  2.4  feet.  In  severe 
storms  this  channel  was  sometimes  entirely  closed  by  sand. 

The  project  for  this  improvement  was  adopted  in  1879  and  contem- 
plated dredging  the  lower  river  and  obtaining  by  means  of  jetties  a 
permanent  outlet  nearly  at  right  angles  to  the  beach,  with  a  depth  of  6 
feet  at  mean  low  water,  at  an  estimated  cost  of  $52,120.  This  was 
increased  to  $72,000  in  1882,  the  increase  being  due  to  advanced  prices 
and  to  a  proposed  increase  in  the  length  of  the  jetties. 

The  amount  expended  under  this  project  to  June  30,  1887,  was 
$39,000,  with  which  two  jetties  had  been  constructed,  but  neither  to 
its  full  length,  appropriations  having  ceased  in  18S2.  No  permanent 
improvement  had  been  effected. 

A  detailed  account  of  this  work  was  given  in  my  report  for  1891,  p. 
1010  et  seq. 

There  were  no  expenditures  on  account  of  this*  work  during  the  past 
fiscal  year. 

This  work  is  in  the  collection  district  of  Perth  Amboy,  N,  J.,  which  is  the  nearest 
port  of  entry.  Nearest  light-house,  Great  Beds  Light,  in  Raritan  Bay;  nearest  fort, 
fort  at  Sandy  Hook,  N.  J. 

Amount  of  revenue  collected  at  the  port  of  Perth  Amboy  during  the  fiscal  year 
ending  June  30,  1894,  $ . 

AMOUNTS  APPROPIUATED. 

Bv  net  of — 

March  3,  1879 $12,000 

June  14,  1880 20,000 

August  2,  1882 7,000 

September  19,  1890 2,000 

Total 41,000 

Amount  exiiended 39, 000 
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Money  statement. 

J  Illy  1,  1893,  balance  unexpended $2, 000 

July  1,  1894,  balance  nncspended -2,000 

i  Amount  (estimated)  required  for  completion  of  existing  project 31, 000 

<  Submitted  in  compliance  with  requirements  of  sections  2  of  river  and 
(     harbor  acts  of  1866  and  1867. 


F  i6. 

REMOVING  SUNKEN  VESSELS  OR  CRAFT  OBSTRUCTING  OR  ENDANGER- 
ING NAVIGATION, 

Wrecks  of  three  canal  boats  in  the  channel  of  Elizabeth  River^  Kew 
Jersey. — The  owner  of  the  above-mentioned  wrecks,  George  A.  Morrell, 
of  Eliza  beth,  F.  J.,  was  notified  December  23,  1893,  that  they  were  an 
obstruction  to  navigation,  and  was  called  upon  to  remove  them. 

On  February  9, 1894,  the  matter  was  reported  to  the  United  States 
attorney  for  the  district  of  New  Jersey,  with  request  that  action  be 
taken  against  the  owner. 

Ko  action  having  been  taken  by  the  district  attorney  to  compel  their 
removal  up  to  March  22,  a  report  was  made  on  that  date  to  tiie  Chief 
of  Engineers  recommending  their  removal  by  the  United  States,  for 
which  an  allotment  of  $800  was  requeste<l  j  this  was  approved  by  the 
Secretary  of  War,  March  26,  1894. 

On  April  3, 1894,  open-market  bids  were  received,  as  follows  :- 

William  H.  Taylor,  Jersey  City,  N.  J $350 

James  McSpirit,  Jersey  City,  N.  J 450 

Edgar  M.  Pay n,  Albany,  N.  Y 400 

John  P.Randerson,  Albany,  N.  Y 790 

Authority  for  the  acceptance  of  the  lowest  bid,  that  of  William  H. 
Taylor,  was  requested  April  6  and  granted  April  7, 1894. 

The  wrecks  were  subsequently  removed  by  the  owner  at  his  own 
expense,  and  this  fact  was  reported  to  the  Department  June  19,  1894. 


F  17. 

ESTABLISHMENT    OF    HARBOR    LINES    IN    SHREWSBURY    RIVER,   NEAR 
SEABRIGHT,  NEW  JERSEY. 

New  York  and  Long  Branch  Steamboat  Company, 

Long  Branch  City,  N.  J.,  October  9, 1893. 
Dear  Sir:  On  behalf  of  the  Kew  York  jiud  Long  Branch  Steamboat 
Company  I  respectfully  request  that  a  survey  be  made  and  a  bulk- 
head line  established  on  the  propei'ty  lying  between  the  Seabright 
drawbridge  on  the  north  and  the  Government  dike  on  the  south,  in  tlie 
waters  of  the  Soutli  Shrewsbury  River,  New  Jersey.  The  piers  and 
docks,  as  now  existing,  are,  in  opinion  of  this  company,  an  impediment 
and  an  obstruction  under  the  law,  and  a  serious  menace  to  the  free 
navigation  of  this  river. 

Yours,  respectfully, 

Thomas  Patten, 

Treasurer. 
Hon.  D.  S.  Lamont, 

Secretary  of  War. 
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[Second  iDdorsement.  ] 

Office  Chief  of  BwaiNEERS, 

U.  S.  Army, 
October  11,  1893. 
Eespectfully  referred  to  Capt.  Thos.  L.  Casey,  Corps  of  Engineers, 
for  report. 

If,  in  Capt.  Casey's  opinion,  harbor  lines  should  be  established  at 
this  locality  under  provisions  of  section  12  of  the  river  and  hUrbor  act 
of  August  11,  1888,  as  amended  and  reenacted  by  section  12  of  the  river 
and  harbor  act  approved  September  19,  1890,  he  will  please  submit  to 
this  ofi&ce  a  map  showing  the  harbor  lines  which,  in  his  judgment, 
should  be  established  by  the  Secretary  of  War. 
To  be  returned  through  the  division  engineer. 
By  command  of  Brig.  Gen.  Casey: 

H.  M.  Adams, 
Major ^  Corps  of  Engineers. 

[Third  indorsement.] 

U.  S.  Engineer  Office, 
New  York,  January  26, 1894. 

Kespectfully  returned  to  the  Chief  of  Engineers,  U.  S.  Army,  through 
the  Division  Engineer,  Northeast  Division. 

Cn  Tuesday,  January  23,  there  was  held  in  this  office  a  meeting  fully 
attended  by  all  parties  interested  in  the  questions,  direct  and  inci- 
dental, involved  in  this  communication.  The  several  interests  were 
invited  to  give  their  opinions  before  a  map  compiled  from  recent  sur- 
veys, and,  in  part,  herewith  inclosed*  (marked  "A'').  Upon  this  map 
is  marked  in  full  the  bulkhead  lines,  and,^in  broken  line,  the  pier-head 
lines  established  by  the  board  of  riparian  commissioners  of  the  State 
of  New  Jersey  in  1880. 

It  will  be  observed  that  the  pier  and  bulkhead  lines  of  the  State  of 
New  Jersey  at  the  bend  opposite  Seabright,  although  i)robably  appro- 
priate under  the  conditions  existing  at  the  time  they  were  established, 
no  longer  serve  the  purpose  for  which  they  were  intended.  Since  the 
dikes  (shown  in  black)  were  built  in  1881,  this  channel  way  has  shifted 
to  the  eastward  and  the  adjacent  portions  of  the  established  harbor 
lines  now  lie  in  the  deep-water  channel  of  the  river,  the  pier-head  line 
being  in  fact  about  axial.  The  turn  near  the  southern  Rikers  Dock  is 
much  too  abrupt  for  safe  navigation  under  certain  conditions  of  wind 
and  tide. 

As  a  result  of  the  conference  I  am  of  the  opinion,  therefore,  that — 

1.  A  rigid  system  of  harbor  lines  in  the  Shrewsbury  River  is  scarcely 
practicable  at  present,  and  can  only  be  laid  down  effectively  when  the 
channels  have  been  brought  into  an  approximately  permanent  position 
by  dikes  either  existing  or  to  be  hereafter  constructed. 

2.  To  relieve  the  present  difficulty  of  the  steamboats  in  making  the 
turn  at  Seabright,  I  would  recommend  dredging  off  a  portion  of  the 
bank  forming  the  western  side  of  the  bend,  putting  in  a  dike  marked 
O,  and  subsequently,  if  found  necessary,  building  a  cut-off  dike  marked 
P,  replacing  Dike  L  of  the  existing  project,  which  latter  dike  was  to  be 
placed  between  Gunning  Island  and  Jumping  Point,  as  shown  on  the 
map. 

The  channel  at  and  near  the  bend  is  at  present  maintained  mainly 
by  the  ebb,  the  iiood  being  divided,  a  considerable  portion  passing 


*Not  printed. 
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througu  the  gap  at  Dike  P.  The  free  end  of  Dike  O  being  unsupported 
and  in  deep  water  is  uece8sita*^d  by  the  demands  of  the  people  living 
south  of  Seabrighty  who  state  that  they  can  not  have  their  tidal  circu- 
lation destroyed  and  their  line  of  communication  interrupted.  The 
same  complaint  would  come  from  the  landowners  if  the  dike  marked 
P  were  to  be  attempted. 

This  leads  finally  to  the  greatest  obstacle  to  the  improvement  of  the 
Shrewsbury  River  from  a  commercial  standpoint,  viz,  the  antagonism 
of  the  people  owning  property  along  the  shores,  who  make  use  of  the 
river  simply  as  a  pleasure  resort  and  whose  interests  are  centered  in 
the  railroads  and  small  sailing  craft,  to  every  form  of  commercial  navi- 
gation. It  does  not  seem  possible  to  reconcile  these  opposing  interests, 
but  until  it  can  be  done  our  efforts  to  give  the  channels  a  fixed  and 
permanent  position  by  means  of  training  dikes  will  be  to  a  large  extent 
abortive. 

Thos.  L.  Casey, 
Captain,  Corps  of  Engineers, 

[Fourth  indorsement.] 

Northeast  Division  Engineer  Office, 

New  York^  January  30, 1894. 
Eespectfully  forwarded  to  the  Chief  of  Engineers,  U.  S.  Army. 
While  no  actual  extension  of  piers  to  the  pier-heawi  line  established  by 
the  board  of  riparian  commissioners  of  New  Jersey  in  1880  appears  to 
have  been  made  thus  far,  this  could  now  be  legally  done  at  any  time 
by  the  riparian  proprietors,  to  the  manifest  detriment  of  navigation 
interests.  I  think  therefore  that  the  authority  to  make  such  extension 
should  be  withdrawn  by  the  Secretary  of  War  by  establishing  a  pier 
and  bulkhead  line  coincident  with  the  present  bulkhead  line,  as  deter- 
mined by  the  board  of  riparian  commissioners  of  New  Jersey  between 
the  Seabright  drawbridge  and  the  North  or  Government  Dike.  I  also 
recommeiid  that  the  outer  250  feet  of  the  projected  Dike  O  be  omitted, 
at  least  for  the  present.  In  other  respects  I  concur  in  the  recommenda- 
tions of  Captain  Casey. 

Henry  L.  Abbot, 
Colonel  of  Engineers,  Bvt  Brig.  Gen.,  U.  8.  A.^ 

Division  Engineer. 

[Fifth  indorsement.] 

Office  Chief  of  Engineers, 

U.  S.  Army, 
February  2, 1894. 

Eespectfully  returned  to  the  Secretary  of  War. 

This  is  an  application  for  establishment  of  harbor  lines  in  Shrews- 
bury Eiver,  near  Seabright,  N.  J. 

Captain  Casey,  the  officer  in  charge  of  the  improvement  of  Shrews- 
bury Kiver,  submits  in  the  third  indorsement  his  views  and  recom- 
mendations, which  are  concurred  in,  in  part,  by  the  division  engineer  in 
fourth  indorsement. 

Colonel  Abbot,  the  division  engineer,  states  tbat  while  no  actual  ex- 
tension of  piers  to  the  pier-head  line  established  by  the  board  of  riparian 
commissioners  of  New  Jersey  in  1880  appears  to  have  been  made  thus 
far,  this  could  now  be  legally  done  at  any  time  by  the  riparian  proprie- 
tors to  the  manifest  detriment  of  navigation  interests.  He  thinks 
therefore  that  the  authority  to  make  such  extension  should  be  withdrawn 
by  the  Secretary  of  War  by  establishing  a  pier  and  bulkhead  line  coin- 
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cideDt  with  the  present  bulkhead  liue,  as  determined  by  the  board  of 
riparian  commissioners  of  New  Jersey,  between  Seabright  drawbridge 
and  the  North  or  Government  Dike.  He  also  recommends  that  the 
outer  250  feet  of  the  projected  Dike  O  be  omitted,  at  least  for  the 
present. 
The  views  of  the  division  engineer  are  concurred  in  by  me. 

Thos.  Lincoln  Casey, 
Brig.  Gen.,  Chief  of  Engineers, 

[Sixth   indorsement.] 

War  Department,  February  5, 1894. 
Respectfully  returned  to  the  Chief  of  Engineers,  with  tracing,  show- 
ing the  bulkhead  and  pier-head  line  as  established  by  the  Secretary  of 
War  this  date. 
By  order  of  the  Secretary  of  War: 

John  Tweed  ale. 

Chief  Clerk. 
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[The  references  in  Roman  are  to  part  (or  volume),  and  those  in  Arabic  to  page.] 

A. 

Acacia  (schooner),  removal  of  wreck  of i,  62. 611 

Aeato  Bay,  Mlim.,  improvement  of  harbor  at i,  308 ;  IV,  2011 

Annapee  and  Western  Railway  Company,  bridge  of i,  428 

Ahnapee  Harbor,  Wis.,  improvement  of i,  321 :  iv,  2064 

Aitken,  Kate  V,  (schooner),  removal  of  wreck  of i,  174 ;  ii,  1128 

A kersy  Annie  W.  (schooner),  removal  of  wreck  of i>  63, 614 

Alabama  River,  Ala. : 

Bridge  near  Montgomery,  construction  of i,  425 

Improvement  of I,  205 ;  ii,  1277 

Alameda  Harbor,  Cal.,  establishment  of  harbor  lines i,  424 :  iv,  2505 

Albemarle  Sound,  N.  C,  improvement  of  waterway  between  Norfolk  Harbor 

and 1, 151;  ii,  983 

Allegheny  River,  Pa. : 

Bridge  at  Creighton,  construction  of i,  428 

Bridge  below  Tarentam,  construction  of i,  428 

Dam  at  Herr  Island,  construction  of i,  2&2 ;  iii,  1918 

Improvement  of I,  292 ;  in,  1913 

Alloway  Creek,  N.  J.,  improvement  of i,  116;  ii,  855 

Alma  (vessel),  removal  of  wreck  of i,  62, 609 

Alpena  Harbor,  Mich.,  improvement  of i,  354;  iv,  2241 

Altamaha  River,  Ga.,  improvement  of I,  178 ;  ii,  1169 

Alva  (steam  yacht),  removal  of  wreck  of ii  62, 604 

Amite  River,  La.,  improvement  of i,  222 ;  iii,  1354 

Anacostia  River,  D.  C.,  improvement  of i,  13i8;  ii,  939 

Anderson,  Eliza  (schooner),  removal  of  wreck  of i>  82, 712 

Anderson,  G,  W,  (steamer),  removal  of  wreck  of i,  232 ;  in,  1383 

Ann,  Cape,  Mass.,  improvement  of  harbor  of  refuge  at  Sandy  Bay i;  39, 536 

Apalachicola  Bay,  Fla.,  improvement  of i,  196 ;  ii,  1249 

Apalachicola  River,  Fla.,  improvement  of i,  197 ;  n,  1252 

Appomattox  River,  Va.,  improvement  of i,  149 ;  ii,  981 

Appoquinimink  River,  Del. ,  improvement  of i,  119 ;  ii,  875 

Aquia  Creek,  Va.,  improvement  of 139 ;  ii,  944 

Arkansas  River: 

Bridge  at  Little  Rock,  Ark.,  construction  of i,  425 

Improvement  of i,  252;  in,  1531 

Removing  obstructions  in i,  251 ;  in,  1529 

Arthur  Kill,  N.  Y.  and  N.  J.,  improvement  of i,  97, 798 

Arthur,  Lake,  La.,  improvement  of i,227;  iii,  1372 

Ashland,  Wis.,  improvement  of  harbor  at i>311;  iy,2023 

Ashley  River,  S.  C.  : 

Improvement  of 1,172;  il,  1114 

Removal  of  wreck  in i,  174 ;  n,  1128 

Ashtabula  Harbor,  Ohio : 

Improvement  of i,  376 ;  i v,  2420 

Removal  of  wreck  off 1,378;  iy,2426 

Assateagae  Bay,  Va.,  removal  of  wreck  off  Popes  Island ii,  907 

Assistants  to  the  Chief  of  Engineers i,  444 

Atlantic  and  North  Carolina  Railroad  Company,  bridge  of i,  431 

Atlantic  Ocean,  removal  of  wreck  off  Southampton,  N.  Y i,  82, 713 

Augusta,  Oa.,  bridge  across  Savannah  River  near,  protection  of,  etc i,  429 
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B. 


Back  Covo,  Portland,  Mo.,  improvemout  ot*  channel  in i,  31, 517 

Bac^adnco  River,  Me.,  improvement  of i,  24, 498 

Baltimore  and  Ohio  Kailroad  Company,  bridge  of 1, 430 

Baltimore  Harbor,  Md. : 

Defeu8o  of i,  6, 14 

Improvement  of  channel  to i,  132 ;  ii.  903 

Improvement  of  chaunol  to  Curtis  Bay i,  133 ;  ii,  914 

Sea  walls  at 1, 14 

Bar  Harbor,  Mo.   construction  of  breakwater  from  Mount  Desert  to  Porcupine 

Island 1,23,496 

Barber f  G.  (schooner),  removal  of  wreck  of IV,  2124 

Barmorcy  E,  H.  (steamer),  removal  of  wreck  of .' 1, 232 ;  iii,  1383 

Barucgat  Lif?ht,  N.  J.,  removal  of  wreck  opposite i»  117 ;  ii,  861 

Barren  River,  Ky.,  operating  and  care  of  lock  and  dam  on i,  302;  iii,  1972 

Bartholomew,  Bayou,  La.  and  Ark.,  improvement  of i,  242 ;  iii,  1471 

Bass  River,  Mass.,  removal  of  wreck  near i,  63, 620 

Battalion  of  Engineers 1,17,469 

Batteries 1,5.11,12 

Bay  Ridge  Channel,  New  York  Harbor,  N  Y.,  improvement  of i,  91, 764 

Bearses  Shoal,  Mass.,  removal  of  wrecks  on i,  63, 616, 617 

Beaufort  Harbor,  N.  C. : 

Inii)rovcmcnt  of 1,160;  ii,  1031 

Improvementof  waterway  between  Newbem  (on  Neuse  River)  and.  i^  159;  ii,  1090 

Improvement  of  waterway  between  New  River  and i,  161 ;  ii,  1034 

Beaufort  River,  S.  C,  improvement  of i,  174;  ii,1125 

Beaver  River,  Pa.,  dam  in  Ohio  River  below i,  287 ;  iii,  1870 

Bedloes  Island,  N.  Y.,  sea  wall  at i,  14 

Belfast  Harbor,  Me.,  improvement  of i,  26, 503 

Bellaire,  Ohio,  establishment  of  harbor  lines  in  Ohio  River i,  423 ;  iii.  1894 

Bellamy  River,  N.  H.,  improvement  of i,  34, 523 

Benton  Harbor,  Mich.,  improvement  of  harbor  at  (St»  Joseph  Harbor) .  i,  339 ;  iv,  2193 
Bergen  County,  N.  J.,  construction  of  bridge  across  Passaic  River  at  Passaic 

by 1,428 

Bejtc'nul,  Edith  (schooner),  removal  of  wreck  of i,  132 ;  ii,  tJ87 

Big  Black  River,  Miss. : 

Bridge  at  Hankinsons  Ferry,  constrnction  of i,  430 

Improvementof i,244;  in,  1482 

Big  Ha  tehee  River,  Tenn.,  improvement  of i,  249 ;  in,  1516 

Big  Pigeon  Bayou,  La.,  removal  of  wreck  in i,  232;  in,  1383 

Big  Sandy  River.  W.  Va.  and  Ky. : 

Improvementiof I,  305 ;  iii,  19M 

Improvementof  Levisa  Fork  of.  Ky 1,305;  ni,  2001 

Improvement  of  Tug  Fork  of.. i,  306;  in, 2002 

i;ig  Sunflower  River,  Miss.,  improvement  of i,  248 ;  ni,  1513 

Bills  for  bridges,  examination  of i,  30 

Biloxi  Bay,  Miss. ,  improvement  of  harbor  at i,  216 ;  n,  1825 

Bilozi^Harbor.  Miss.,  improvement  of 1^216;  ii,  1325 

Black  Lake  Harbor,  Mich.,  improvement  of i,  843;  iv,2206 

Black  River,  Ark.  and  Mo.,  improvement  of i,  254 ;  in.  1555 

Black  River,  La.,  improvement  of i,  241 ;  in,  1455 

Black  River,  Mich. : 

Improvement*of,  at  Port  Huron i,  338;  iv,  2251 

Improvement  of  mouth  of i,858;  iy,2253 

Black  River,  N.C.,  improvement  of i,163;  11,1042 

Black  Ri  ver  Harbor,  Ohio,  improvement  of i,  374 ;  iv,  2405 

Blaek  Rock  Harbor,  Conn.,  improvement  of 1,72,663 

Black  Warrior  River,  Ala. : 

Improvement  of  (below  Tuscaloosa) i,  212;  n,  1311 

Improvement  of,  between  Tuscaloosa  and  Daniels  Creek i,  211 ;  n,  1310 

Block  Island,  R.  I.,  improvement  of  harbor  of  refuge  at i,  69, 597 

Block  Island  Sound,  R.  I.,  removal  of  wreck  in i,  82, 711 

Blood  River,  La,  improvementof i,221;  in,  1352 

Board  of  Engineers,  The : 

Members i,  15 

Members,  additional  duties  of i,  16 

Personal  examinations l,  16 

Reports,  summary  of 1, 15 

Board  on  Fortifications  or  other  Defenses i,  4 
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B<Baf  River,  La.,  improvement  of i,  243 ;  iii,  1475 

Bogno  Chitto,  La.,  improTement  of i,  218 ;  ii,  1331 

Bogue  Falia,  La. ,  improvement  of i,  220 ;  iir,  1349 

Booth  Brothers  (schooner),  removal  of  wreck  of i,  117 ;  ii,  861 

Boston,  Mass.,  bridge  across  Chelsea  Creek,  by  city  of,  reconstruction  of i,  428 

Boston  Harbor,  Mass. : 

Defense  of i»  5, 6, 7 

Grovers  CliflF,  site  for  fortification i,  13 

Improvement  of i,  44, 549 

Boyds  Ferry,  Tenn.,  construction  of  bridge  across  Holston  River i,  427 

Bradford,  Mass.,  alteration  of  city  bridge  obstructing  Merrimae  River  between 

Haverhill  and i,430 

Brandy  wine  Creek,  Del. .  removal  of  wreck  in i,  132 ;  ii,  907 

Brazoria  County,  Tex. : 

Constrnction  of  bridge  across  Brazos  River  by i,  428 

Construction  of  bridge  across  San  Bernard  River  by i,  426 

Brazos  River,  Tex.,  constrnction  of  bridge  at  Columbia i,  428 

Brazos  Santiago,  Tex.,  improvement  of  harbor  at i,  237 ;  iii,  1413 

Breakwaters  built  by  the  United  States,  occupancy  or  injury  of. . .  i,  20, 431 ;  vi,  3189 

Breeze,  Point,  Schuylkill  River,  removal  of  wreck  below i,  118 ;  ii,  862 

Bridesburg,  Pa.,  removal  of  wreck  in  Delaware  River  at i,  117 ;  ii,  861 

Bridgeport  Harbor,  Conn.,  improvement  of i,  71, 669 

Bridges : 

Constrnction  of,  across  navigable  waters i,  20, 424 

Examination  of  bills  of  Congress  for i,  20 

Examination  of  plans  and  locations  of  proposed i,  20, 424 

Obstructing  navigation,  action  upon i,  20, 430 

Brigantine  Shoal,  N.  J.,  removal  of  wreck  from 1, 117 ;  ii,  861 

Bristol  County,  Mass.,  construction  of  bridge  across  East  Branch  of  West- 
port  River  at  Westport  Point  by i,  429 

Broad  Creek  River,  Del.,  improvement  of i,  128 ;  ii,  897 

Broadkiln  River,  Del.,  improvement  of i,  123 ;  ii,  883 

Browns  Creek,  Sayville,  N.  Y.,  improvement  of i,  81,  708 

Browns  Ledge,  Mass.,  removal  of  wreck  near i,  63, 619 

Brunswick  Harbor,  Ga. : 

Improvement  of i,  180,'  ii,  1187 

Improvement  of  outer  bar  at i,  180  j  ii,  1193 

Buffalo,  N.  Y. : 

Im])rovement  of  channels  in  connecting  waters  of  Great  Lakes  between 

Chicago,  Duluth,  and i,361;  iv,2261 

Improvement  of  harbor  at. i,380;  iv,2438 

Buffalo  Bayou,  Tex. : 

Bridge  at  Houston,  construction  of ^ i,  428 

Improvement  of i,  287  j  ill,  1409 

Burlington  Harbor,  Vt.,  improvement  of i,390;  iv,2496 

Buttermilk  Channel,  New  York  Harbor,  N.  Y.,  improvement  of i,  90, 761 

C. 

Cable  galleries i,  6 

Cache  River,  Ark.,  improvement  of i,  254 ;  lu,  1554 

Cahaba  River,  Ala.,  improvement  of i,  209 ;  ii,  1298 

Calcasieu  River,  La.,  improvement  of  month  and  passes  of i,  228 ;  iii,  1373 

California : 

Department  of,  report  of  engineer  officer i,  443 ;  vi,  3453 

Hydraulic  mining  and  mining  ddbris  in i,  421 ;  vi,  3169 

California  Debris  Commission i,  421 ;  vi,  3169 

Caloosahatchce  River,  Fla. ,  improvement  of i,  190 ;  ii,  1233 

Calumet  Harbor,  111.,  improvement  of 1, 332 ;  iv,  2138 

Calumet  River,  111.  and  Ind. : 

Bridge  at  South  Chicago,  alteration  of, i,  430 

Bridge  at  South  Chicago,  construction  of i,  425 

Improvement  of i,  3^ ;  iv,  2143 

Cambridge,  Md.,  construction  of  bridge  across  Cambridge  Harbor  at i,  429 

Cambridge  Harbor,  Md. : 

Construction  of  bridge  across,  at  Cambridge i,  429 

Improvement  of i,  128;  ii,  895 

Camden  Harbor,  Me.,  improvement  of 1, 26, 506 

Camden  Harbor,  N.  J. : 

Establishment  of  harbor  lines i,  423;  ii,  864 

Improvement  of 1,108,110;  ii, 827,836 
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Canals,  etc. : 

Alle<]^beny  River,  construction  of  dam  at  Herr  Island,  Pb i,  292 ;  iii,  1918 

Barren  and  Green  rivers,   Ky.,  operating  and  care  of  locks  an<l   dams 

on 1,302;  ill,  1972 

Biff  Sandy  River,  construction  of  lock  and  dam  near  Louisa,  Ky.  i,  305;  i:i,  1992 
Chincoteague  Bay,  construction  of  temporary  bridge  across  canal  connect- 
ing Delaware  Bay  and i,  430 

Clubfoot  and  Harlowo  Canal,  improvement  of  waterway  via i,  159;  ii,  1030 

Columbia  River,  Oreg.,  construction  of  Cascades  Canal i,  415 :  iv,  2645 

Coosa  River,  Ga.  and  Ala.,  operating  and  care  of  locks  and  dams  on.  i,  20o ;  ii,  1297 
Cumberland    River,    Tenn.    and    Ky.,    construction  of  locks   and  dams 

on 1.278;  in,  1804 

Fox  River  and  canal.  Wis.,  construction  of  bridge  across,  at  De  Pere i,  427 

Fox  River  and  canal.  Wis.,  construction  of  bridge  across,  at  Kaukanna i,  427 

Fox  River,  Wis.,  construction  of  bridge  across  lock  of  canal  at  Little  Chute,  i,  429 

Fox  River,  Wis.,  operating  and  care  of  locks  and  dams  on i,  330 ;  i v,  2111 

Galena  River,  111.,  operating  and  care  of i,  263 ;  in,  1691 

Great  Kanawha  River,  W.  V a.,  construction  of  locks  and  dams  on.  1, 297 ;  in,  1951 
Great  Kanawha  River,  W.  Va.,  operating  and  care  of  locks  and  dams 

on 1,299;  111,1962 

Green  River,  Ky.,  construction  of  Lock  No.  5 i,  302^  ill,  1971 

Green  River,  Ky.,  reconstruction  of  Lock  No.  2  at  Rumsey i,  302;  iii,  1968 

Green  and  Barren  rivers,  Ky.,  operating  and  care  of  locks  and  dams 

on 1,302;  ni,  1972 

Illinois  and  Mississippi  Canal,  111.,  construction  of i,  336;  iv,  2162 

Illinois  River,  111.,  operating  and  care  of  La  Grange  and  Kampsville  locks 

and  dams i,  335 ;  i v,  2159 

Kentucky  River,  Ky.,  construction  of  locks  and  dams  on I,  303;  in,  1980 

Kentucky  River,  Ky.,  ox>erating  and  cjire  of  locks  and  dams  on.,  i,  304;  in,  1983 
Keweenaw  Point,  Mich.,  improvement  of  waterway  from  Lake  Superior 

to  Keweenaw  Bay i,  312 ;  i v,  2029 

Keweenaw  Point,   Mich.,  operating   and  care  of  waterway  from    Lake 

Superior  to  Keweenaw  Bay * 1, 313 ;  i v,  2029 

Little  Kanawha  River,  W/Va.,  operating  and  care  of  lock  and  dam 

on 1,307;  ni,2C07 

MissiHsippi  River,  construction  of  locks  and  dams  between  Minneapolis 

and  St.  Paul,  Minn ui,  1640, 1681 

Mississippi  River,  operating  and  care  of  Des  Moines  Rapids  Canal  and  dry 

dock  1,263;  in,  1684 

Monougabela  River,  construction  of  locks  and  dams  on i,  290 ;  in,  1903 

Monongahela    River,    operating    and    care  of   locks    and    dams    Nos.  8 

and  9 1,291;  in,  1908 

Monongahela  River,  purchase  of  Lock  and  Dam  No.  6 i,  291 ;  lii^  1911 

Monungahela  River,  purchase  of  Lock  and  Dam  No.  7 i,  291 ;  in,  1911 

Muskingum  River,  Ohio,  operating  and  care  of  locks  and  dams  on  i,  289;  in,  1876 

Ohio  River,  below  Beaver  River,  Pa.,  construction  of  dam i>287;  in,  1870 

Ohio  River,  location  of  Dam  No.  2 1,287 

Ohio  River,  operating  and  care  of  Davis  Island  Dam >»  287;  in,  1867 

Ohio  River,  openiting  and  care  of  Louisville  and  Portland  Canal  i,  295;  ni,  1935 

St.  Clair  Flats  Canal.  Mich.,  improvement  of 1, 305 ;  i v,  2371 

St.  Clair  Flats  Canal^  Mich.,  operating  and  care  of i,  366;  iv,  2373 

St.  Marys  Falls  Canal,  Mich.,  operating  and  c:ire  of i,  363 ;  i v,  2267 

St.  Marys  Falls  Canal,  Mich.,  water  levels i,  441 ;  vi,  3319, 3430 

Sturgeon   Bay    and    Lake    Michigan    Ship    Gaua),    Wis.,    improvement 

of 1, 319;  IV,  2056 

Sturgeon  Bay  and  Lake  Michigan  Ship  Canal,  Wis.,  improvement  of  harbor 

of  refuge  at  eastern  entrance 1, 321 ;  i  v,  2062 

Sturgeon  Bay  and  Lake  Michigan  Ship  Canal,  Wis.,  operating  and  care 

of 1,320;  IV, 2058 

Tennessee  River,  operating  and  care  of  Muscle  Shoals  Canal i,  284;  ni,  1828 

Canapitsit  Channel,  Mass.,  improvement  of if  5i»  584 

Canarsie  Bay,  N.  Y.,  improvement  of 1, 96, 795 

Caney  Fork  River,  Tenn.,  improvement  of i,  282 ;  in,  1818 

Cape  Ann,  Mass.,  improvement  of  harbor  of  refuge  at  Sandy  Bay i,  39, 536 

Cape  Charles,  Va.,  removal  of  wrecks  off 1, 152;  n,  987 

Cape  Cliarlcs  City , Va.,  improvement  of  harbor  and  approaches  at i,  131 ;  n,  904 

Cape  Fear  (North  East)  River,  N.  C,  improvement  of i,  163 ;  ii,  1040 

Cape  Fear  River,  N.  C. : 

Improvement  of,  above  Wilmington i,  164 ;  ii,  1044 

Improvement  of,  at  and  below  Wilmington i,  164 ;  ii,  1047 

Removal  of  wrecks  in  and  near  mouth  of i,  168 ;  ii,  1065 
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Cape  Hatteras,  N.  C,  removal  of  wreck  near i,  168 ;  ii,  1065 

Cape  Lookout  lis^bt-hoase,  removal  of  wrecks  near i,  168 ;  ii,  1065 

Carabelle,  Tallahassee  and  Georgia  Kailroad  Company,  bridge  of i,  431 

Carriages,  disappearing Ji,  5, 12 

Cascades  Canal,  Columbia  River,  Oreg.,  construction  of i,  415 ;  iv,  2645 

Casemates,  mining i,  6 

Cedar  Hayou,  Tex.,  improvement  of i,  236 ;  ill,  1405 

Cedar  Keys,  Fla,,  improvement  of  harbor  at i»  194 ;  ii,  1244 

Cedar  Kiver  Harbor,  Mich.,  improvement  of I,  315 ;  iv,  2043 

Chauiplain,  Lake: 

Breakwater  at  Ronse  Point,  N.  Y i,390;  iv,2492 

Improvement  of  Narrows  of i,  392 ;  iv,  2499 

Charles,  Cape,  Va.,  removal  of  wrecks  at i,  152 ;  ii,  987 

Charles  River,  Boston  Harbor,  Mass.^  improvement  of i,  44, 552 

Charleston  Harbor,  S.  C. : 

Bridge  obstructing  cove  at  Sullivans  Island,  alteration  of 1, 431 

Defeme  of i,  6 

Improvement  of i,  172 ;  ii,  1101 

Removal  of  wreck  in i,  174 ;  ii,  1128 

Sullivans  Island,  site  for  fortification i,  13 

Charlevoix  Harbor,  Mich.,  improvement  of I,  352 ;  iv,  2233 

Charlotte  Harbor,  Fla.,  improvement  of i,  191 ;  ii,  1236 

Charlotte  Harbor,  N.  Y.,  improvement  of i,383;  n,2455 

Charts,  Northern  and  Northwestern  Lakes,  correcting,  printing,  and  issning 

of ^ 1,438,440;  vi,3315 

Chatham,  Mass.,  removal  of  wreck  near i,  62, 611 

Chatham  Bar,  Mass.,  removal  of  wreck  from i,  49, 568 

Chatham  Harbor,  Mass. : 

Improvement  of 1, 49, 566 

Removal  of  wrecks  off i,  49, 568 

Chatham  lights,  Mass.,  removal  of  wreck  near i,  63, 618 

Chatham  Roads  (Old),  Mass.,  removal  of  wreck  in 1, 63, 613 

Chattahoochee  River,  Ga.  and  Ala. : 

Improvement  of 1,200;  ii,  1258 

Improvement  of,  between  West  Point  and  Franklin,  Ga i,  201 ;  ii,  1261 

Cheat  River,  W.  Va.,  improvement  of i,  291 ;  ni,  1911 

Cheboygan  Harbor,  Mien.,  improvement  of i,  353 ;  i v,  2239 

Chefunct^River,  La.,  improvement  of i,  220 ;  ill,  1349 

Chehalis  River,  Wash. : 

Improvement  of i,  411 ;  i v,  2604 

Improvement  of  Grays  Harbor  and i,  410;  iv, 2597 

Chelsea  Creek,  Mass.,  reconstruction  of  bridge  at  Boston 1, 428 

Chesapeake  Bay,  removal  of  wrecks  in i,  132, 152 ;  ii,  906, 987 

Chester  River,  Md.,  improvement  of,  from  Crumpton  to  Jones  Landing,  i,  125 ;  ii,  889 
Chicago,  111. : 

Bridge  across  Chicago  River  between  Jackson  and  Van  Buren  streets,  con- 
struction of 1, 427 

Bridge  east  of  Wells  street,  across  Chicago  River,  construction  of 1,428 

Bridge  cast  of  Wells  street  bridge,  across  Chicago  River,  construction  of.  1,429 
Bridge  of  city  across  Chicago  River  at  Van  Buren  street,  reconstruction  of.  1, 427 
Improvement  of  channels  in  connecting  waters  of  Great  Lakes  between 

Duluth,  Buffalo,  and 1,361;  iv,2261 

Improvement  of  harbor  of i,  331 ;  iv,  2127 

Chicago  River,  111. : 

Bridge  across  South  Branch  of,  at  Van  Buren  street,  reconstruction  of i,427 

Bridge  across  South  Branch  of,  between  Jackson  and  Van  Buren  streets, 

construction  of i,  427 

Bridge  east  of  Wells  street  bridge,  Chicago,  construction  of i,  429 

Bridge  <;ast  of  Wells  street,  Chicago,  construction  of 1, 428 

Chicago  (South),  111.; 

Alteration  of  bridge  across  Calumet  River i,  430 

Construction  of  bridge  across  Calumet  River i,  425 

Chickahoniiny  River,  Va.,  improvement  of i,  149 ;  ii,  980 

Chickasahay  River,  Miss.,  improvement  of i,  215 ;  ii,  1322 

Chief  of  Engineers,  Office  of  the i,444 

Chincoteagne  Bay : 

Bridge  (temporary)  across  canal  connecting  Delaware  Bay  and,  construc- 
tion of 1,430 

Improvement  of  inland  waterway  from  Delaware  Bay  near  Lewes  to .  i,  123 ;  ii,  884 
Chipola  River,  Fla.,  improvement  of i»197;  ii,  1252 
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Chippowa  River,  Wis. : 

Improvement  of 1 i,  266 ;  iii,  1718 

Reservoirs  at  sources  of,  surveys  for iii,  1736 

Chitto,  Bogue,  La.,  improvement  ot I,2l8;  ii,  1331 

ChoctHwhatchee  River«  Fla.  and  Ala.,  improvement  of i,  ^102 ;  ii,  1263 

Choptank  River,  Md.,  improvement  of i,  126;  ii,  891 

Christiana  River,  Del.: 

Improvement  of  Wilmington  Harbor i>118;  u,  870 

Removal  of  wreck  in 1,132;  ii,906 

Churcliills  Ferry,  Texas,  construction  of  brid^jo  across  San  Bernard  River i,  426 

Cincinnati,  Ohio,  examination  and  survey  for  ice  harbors  at  mouths  of  Craw- 
fish and  Mill  creeks i,2?'9;  in,  1890 

Clark  River,  S.  C,  improvement  of i,  170;  ii,  1079 

Clarke  County,  Wash.,  construction  of  bridge  across  East   Fork  of  Lewis 

River  by i,  428 

Clarke,  David  (steamer) ,  removal  of  wreck  of i,  182 ;  ii,  1209 

Clendennin,  W.  Va.,  construction  of  bridge  across  Elk  River i,  429 

Cleveland  Harbor,  Ohio,  improv<)mcnt  of i,  375 ;  i v,  2409 

Clinch  River,  Tenn.,  improvement  of 1, 277;  in,  1801 

Clinton  Harbor,  Conn.,  improvement  of i,  ^,  6i0 

Clinton  River,  Mich.,  improvement  of i,  359 ;  I v,  2254 

Clubfoot  and  Harlowe  Canal,  N.  C,  improvemeut  of  waterway  via. ..  i,  159;  ii,  1030 

Clubfoot  River,  N.  C,  improvemeut  of  waterway  via 1, 159;  ii,  1030 

Cocheco  River,  N.  H.,  improvement  of i,  34, 524 

Coii,  W.  jr.  (steamer),  removal  of  wreck  of ^ 1,145;  ii,971 

Colorado  River,  at  Yuma,  Ariz. ,  improvement  of i,  Z97 ;  iv,  2521 

Columbia,  Department  of  the,  rex>ort  of  engineer  ojfficer i,  443 ;  vi,  3452 

Columbia,  Tex.,  construction  of  bridge  across  Brazos  River  at 1, 428 

Columbia  River,  Oreff.  and  Wash. : 

Construction  of  Cascades  Canal i,  415 ;  iv,  2645 

Examination  for  improvement  1>etwceu  Three  Mile   Rapids  and  Celilo 

Falls 1,418;  iv,  2664 

Gauging 1,418;  iv,2664 

Improvement  of,  between  Rock  Island  Rapids  and  Priest  Rapids .  1, 409:  iv,  2593 

Improvement  of,  between  Vancouver  and  Willamette  River i,  414 ;  iv,  2643 

Improvement  of  mouth  of i,  413;  iv,  2631 

Improvement  of  Snake  River  and  upper  part  of i,  408;  iv,  2590 

Improvement  of  Willamette  River  and,  below  Portland i,  4l6;  i v,  2654 

Common  Flats,  Old  Chatham  Roads,  Mass.,  removal  of  wreck  on i,  63, 613 

Compton  Creek,  N.  J.,  improvement  of i,  105, 818 

Conecuh  River,  Ala.,  improvement  of 1,204;  ii,  1275 

Congaree  River,  8.  C,  improvement  of ^  171 ;  ii,  1092 

Conneaut  Harbor,  Ohio,  improvement  of i,  377 ;  iv,  2423 

Connecticut  River,  Mass.  and  Conn. : 

Improvement  of 1, 65, 630 

Improvement  of,  above  llartlbrd * 1-66, 630 

Improvement  of,  below  Hartford 1,66,632 

Contentnia  Creek,  N.  C. : 

Bridge  near  Grifton,  construction  of 1, 426 

Improvement  of 1,157;  11,1022 

Contingencies,  examinations,  and  snrv'cys  of  rivers  and  harbors,  estimates  for.  i,  419 

Coos  Bay  and  Harbor,  Oreg.,  improvement  of 1, 403 ;  iv,  2561 

Coosa  River,  Ga.  and  Ala. : 

Improvement  of 1^206;  ii,  1285 

Improvement  of,  between  Rome,  Ga.,  and  East  Tennessee,  Virginia  and 

Georgia  Railroad  bridge i,  207 ;  ii,  1286 

Improvement  of,  between  Wetumpka,  Ala.,  and  East  Tennessee,  Virginia 

and  Georgia  Railroa<l  bridge I,2C8;  11,1291 

Operating  and  care  of  locks  and  dams  on i,  208 ;  ii,  1297 

Coqnillo  River,  Oreg. : 

Improvement  of,  at  the  entrance 1, 402;  iv,  2553 

Improvement  of,  between  Coquille  City  and  Myrtle  Point 1, 408;  iv,  2558 

Comey ,  Bayou,  La.,  improvement  of r,  242 ;  iii,  1468 

Corporations,  occupancy  or  injury  of  public  stnictures  by i,  20, 481 ;  VI,  3189 

Corps  of  Engineers : 

Number  of  officers i,  3 

Changes  during  the  year i,  3 

Distribution  of  officers 1,3,444 

Laws  of  Fifty-third  Congress,  second  session,  affecting  the vi,  3455 

Officers  detached ^ 1, 4 
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Cos  Cob  Harbor,  Conn.,  improvoment  of "  i»  75, 681 

Courtableau;  Bayon,  La.,  improYoment  of i,  225 ;  iii,  1365 

Cow  Bayou,  Tex.,  constrnction  of  bri<lgo  of  Orange  County  across i,  426 

Cowlitz  River,  Wash.,  improvement  of i,  417 ;  i v,  2662 

Crawitsb  Creek,  Cincinnati,  Ohio,  cxauiinatiou  and  survey  for  ice  harbor  at 

mouth  of 1,289;  III,  1890 

Croighton  Bridge  Company',  bridge  of i,  428 

Creighton,  Pa.,  construction  of  bridge  across  Allegheny  Ki  ver i,  428 

Cross-over    Light,    St.    Lawrence    Kiver,   N.    Y.,    improvement    of    shoals 

near i,389;  iv,2489 

Cumberland  Kiver,  Tcnn.  and  Ky. : 

Construction  of  locks  and  dams  on i,  278 ;  iii,  1804 

Improvement  of i,  278 ;  iii,  1804 

Improvement  of,  above  Nashville,  Tcnn i,  279 ;  ill,  1807 

Improvement  of,  below  Nashville,  Tenn i,  278 ;  in,  1805 

Cumberland  Sound,  Ga.,  improvement  of i,  181 ;  il,  1200 

Current  River,  Ark.  and  Mo.,  improvement  of i,  251 

Currituck  Sound,  N.  C,  improvement  of  waterway  through i,  151 ;  ii,  983 

Curtis  Bay,  Md.,  improvement  of  channel  to i,  133 ;  ii,  914 

Cushings  Island,  Me.,  site  for  fortification i,  13 

.Cut-off,  Apalachicola  River,  Fla.,  improvement  of 1, 197 ;  ii,  1252 

CuttyhuuK,  Mass.;  removal  of  wreck  near i,  63, 619 

D. 

Dams  and  locks.    Sec  Canals. 

D'Arbonne  Bayou,  La.,  improvement  of i,  242 ;  iii,  1468 

Darien  Harbor,  Ga.,  improvement" of i,  177;  ii,  1166 

Davids  Island,  N.  Y.,  sea  wall  and  embankment  at i,  14 

Davis  Island  Dam,  Ohio  River,  operating  and  care  of i,  287 ;  in,  1867 

Defenses.     Sec  Fortifications. 

Do  Guerre  Point,  Cal.,  construction  of  dam  in  Yuba  River  at i,421;  vi,  3174 

Delaware  Bay : 

Bridge  (temporary)  across  canal  connecting  Chincoteagne  Bay  and,  con- 
struction of 1, 430 

Ice  harbor  at  head  of,  improvement  of i,  112 ;  ii,  849 

Inland  waterway  from  Chincoteagne  Bay,  Va.,  to,  near  Lewes,  improve- 
ment of 1, 123 ;  II,  884 

Pier  at  Lewes,  Del.,  construction  of 1, 113;  ii,850 

Wreck,  removal  of ii,  862 

Delaware  Breakwater,  I>el.,improvtnient  of i,  114;  ii, 852 

Delaware  River,  N.  J.  and  Pa. : 

At  Camden,  N.  J.,  improvement  of i,  108, 110 ;  ii,  827, 836 

At  Philadelphia,  Pa.,  improvement  of 1,108,110;  11,827,836 

Between  Philadelphia  and  Camden,  improvement  of i,  1 10 ;  ii,  836 

Harbor  lines  at  Philadelphia  and  Camden,  establishment  of i,  423 ;  ii,  864 

Ice  harbor  at  Marcus  Hook,  Pa.,  improvement  of i>  H^J  '^  848 

Improvement  of 1,108;  ii,827 

Mitllin,  Fort,  Pa.,  si\lo  of  Government  land  in  vicinity  of i,  461 

Wrecks,  removal  of 1,117,118;  11,861,862 

De  Pore,  Wis.,  construction  of  bridge  across  Fox  River  and  canal  by  city  of..  W^7 

Depot,  engineer i,  18, 474 

Dcs  Moines  Rapids  Canal  and  dry  dock,  Mississippi   River,  operating  and 

care  of 1,263;  111,1684 

Des  Moines  Rapids,  Mississippi  River,  improvement  of i,  263 ;  in,  1683 

Detroit  River,  Mich.,  improvement  of i,  367 ;  iv,  2376 

Disappearing  carriages i,  5, 12 

District  of  Columbia : 

Great  Falls,  Potomac  River,  use  of  water  power  for  electric  lighting. ..  vi,  3256 

Public  buildings  and  grounds i,  435 ;  vi,  3265 

Washington  aqueduct i,  432;  vi,  319:'. 

Washington  monument i,435;  vi,32r»7 

Water  supply  of  Washington,  D.  C,  increasing i,  434 ;  vi,  322J 

Division  engineers i,  2.) 

Divisions,  engineer i,  20 

Dog  River,  Ala.,  construction  of  bridge  across i,  420 

Dorchester  County,  Md.,  construction  of  bridge  across  Cambridge  Harbor  at 

Cambridge  by i,  429 

/)r>rr,  Mart/  E.  H.  G.  (schooner),  removal  of  wreck  of i,  152 ;  ii,  987 

Duck  Inland  Harbor,  Conn.,  improvement  of  harbor  of  refage  at 1, 67, 638 
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Diilutb,.Minn.: 

Improvement  of  clmniiels  in  connecting  waters  of  Great  Lakes  between 
Buffalo,  Chicago,  and i,  361 ;  iv,2261 

Improvement  otUiarbor  at i,  309 ;  i  v,  2014 

Dunkirk  Harbor,  N.  Y.,  improvemen t  of i,  379 ;  iv,  2434 

J  )unnellon,  Fla.,  construction  of  bridge  across  Withlacoocheo  River i,  429 

E. 

Ea<?lo  Harbor,  Mich.,  improvement  of i,  312;  iv,  2028 

East  Chester  Creek,  N.  Y.,  improvement  of 1,77,688 

East  Liverpool  Bridge  Company,  bridge  of i,  425 

E:i8t  Liverpool,  Ohio,  construction  of  bridge  across  Ohio  River i,  425 

East  River,  N.  Y. : 

Improvement  of .' i,  87. 751 

Removal  of  wrecks  off  Sunken  Meadow i,  95, 785, 786 

Eastern  Branch  of  Potomac  River.     See  Anacostia  River. 

Edgartown,  Marthas  Vineyard,  Mass.,  improvement  of  inner  h:;Tbor  at i,51,  576 

Edisto  River,  S.  C,  improvement  of i,  173;  ii,  1119 

Elizabeth  River,  N.  J. : 

Improvement  of i,  100,  804 

Removal  of  wrecks  in i,  108,  823 

Elizabeth  River,  Va.,  bridge  across  West-em  Branch  of,  between  West  Norfolk 

and  Port  Norfolk,  construction  of i,  429 

Elk  River,  Md.,  improvement  of i,  124 ;  ii,  888 

Elk  River,  W.  Va. : 

Bridge  at  Clendennin,  construction  of I,  429 

Improvement  of 1,299;  ill,  1963 

Embankments i,  14 

Emplacements  for  guns  and  mortars *,  5, 11 

Enchantress  (schooner),  removal  of  wreck  of 1, 168 ;  ii,  1065 

Engineer  depot ^»  18 ,  474 

Engineer^ divisions i,  20 

*  EnginecrSchool,  United  S.tates i,  17, 468 

Engineers,  battalion  of i,  17, 469 

Engineers,  Corps  of.     See  Corps  of  Engineers. 

Engineers,  di vision i,  20 

Engineers,  Office  of  the  Chief  of i,  444 

Engineers,  The  Board  of: 

Members , i,  15 

Members,  ac'ditional  duties  of i,  16 

Personal  examinations 1, 16 

Reports,  summary  of 1, 15 

Enlerpvise  (canal  boat),  removal  of  wreck  of i>  118 »  ii»  862 

Erie  llarbor.  Pa. : 

Improvement  of i,378;  iv,2427 

Preservation  of  Presque  Isle  Peninsula I,  379 ;  iv,  2433 

Erie,  Lake: 

Sec  also  Northern  :ind  Northwestern  Lakes. 

Removal  of  wreck  off  Ashtabula  Harbor,  Ohio i,  378 ;  iv,  2426 

Water  levels i,441;  vi.  3430, 3431 

Escambia  River,  Fla.,  improvement  of i,  204 ;  ii.  1275 

Essex  River,  Mass.,  improvement  of i,  39,  536 

Estimates: 

California  D6bris  Commission vi,  3175 

Engineer  depot 1 .     i,  19 

Examinations,  surveys,  and  contingencies  of  rivers  and  harbors 1, 419 

Fortificatitms 1, 5, 15 

Great  Falls,  Potomac  River,  erection  of  fish  ways  at 1, 435 

Maps,  publication  of i,  443 

Mississippi  liiver  Commission 1,421 

Missouri  River  Commission i,  421 

New  York  llarbor,  supervision  of i,  420 

Northern  and  North westein  Lakes i,  441 

Public  buildings  and  grounds,  and  Washington  monument,  District  of 

Columbia 1, 437 

Rivers  and  harbors i,  19 

Surveys  and  reconnaissances  and  publication  of  maps i,  443 

Washington  aqueduct .' 1,434 

Washington,  I).  C,  increasing  water  supply  of 1,435 

Yellowstone  Nivtional  Park,  roads  and  bridges  in  i,  442 
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Everett  Harbor,  Wash. : 

KBtablishmeiit  of  harbor  lines ^^  1, 424 ;  iv,  2627 

ImproveincDt  of 1 iv,  2623 

Exaniin<itionSj  Burveys,  aud  contingencies  of  rivers  and  harbors,  estimates  for.  i,  413 
Explorations,  reconnaissances,  aud  surveys  in  military  departments.,  i,  449;  vi,  3451 

F. 

Fairloo  Creek,  Md. ,  improvement  of i,  125 ;  ii,  888 

Fair  port  Harbor,  Ohio,  improvement  of i,  376 ;  i  v,  2414 

Falia,  Bogue,  Fla.,  improvement  of i,  220 ;  iii,  1349 

Falls  of  Ohio  Kiver: 

Improvement  of,  Louisville,  Ky i,  293 ;  ill,  1929 

Improvement  of  Indiana  Chute i,  295 ;  iii,  1933 

FatiiswoiUU,  G,  M,  (schooner),  removal  of  wreck  of i,  63, 613 

Faulkuers  Island,  Long  Island  Sound,  removal  of  wreck  near 1, 82, 712 

Feather  Kiver,  Cal. : 

Improvement  of 1,399;  iv,2533 

Improvement  of,  and  tributaries i,  421 ;  vi,  3174 

Fernandiua,    Fla.,   improvement  of   inside    route  between  Savannah,    Gn., 

and 1,182;  ii,  1206 

Fishing  Creek,  N.  C,  improvement  of 1, 156 ;  ii,  1018 

Fish  ways  at  Great  Falls  of  Potomac  River,  erection  of I,  435 ;  vi,  3224 

Five  Mile  Kiver  Harbor,  Conn.,  improvement  of  . . .- i,  74, 674 

Flint  River,  Ga.,  improvement  of i,  198 ;  ii,  1255 

Flood  Rock  (U.  S.  dredge),  removal  of  wreck  of 1, 95,  785 

Flushing  Bay.,  N.  Y.,  improvement  of  .  .i i,  80, 703 

Forked  Deer  River,  Tenn.,  improvement  of i,  250 ;  iii,  1519 

Fort  Point  Channel,  Mass.     Sec  Boston  Harbor. 
Fortiticatious: 

Allotments 1,6,12 

Approjiriatious  i,  5 

Board  on,  or  other  defenses i,  4 

Estimates 1, 5, 15 

Preservation  and  repair  of 1, 12 

Projects 1, 5 

Sites  for,  acquisition  of 1, 13 

Fourche  Le  Fevre  River,  Ark.,  improvement  of i,  252 ;  iii,  1544 

Fowl  River,  Ala.,  construction  of  bridge  across 1,426 

Fox  River,  Wis. : 

Bridge  at  De  Pere,  construction  of i,  427 

Bridge  at  Kankanna  across  river  and  canal,  construction  of 1, 427 

Improvement  of I,  329 ;  iv,  2103 

Operating  and  care  of  locks  and  dams  on i,  330 ;  iv,  2111 

Frankfort  Harbor,  Mich.,  improvement  of i,  351 :  i v,  2230 

Franklin  (schooner),  removal  of  wreck  of i,  63, 616 

French  Broad  River,  Tenn.,  improvement  of i,  276 ;  in,  1797 

G. 

Galena  River,  111.,  operating  and  care  of 1, 263 ;  in,  1691 

Galleries,  cable i i,  6 

Galveston  Bay,  Tex. : 

Improvement  of  channel  in  West  Galveston  Bay i,  235 ;  ill,  1399 

Improvement  of  ship  channel  in i,  234 ;  in,  1396 

Galveston  Harbor,  Tex.,  improvement  of  entrance  to i,  233 ;  in,  1389 

Gasconade  River,  Mo.,  improvement  of 1, 259 ;  in,  1617 

Gauley  River,  W.  Va.,  improvement  of i,  300;  in,  1964 

Gedney  Channel,  New  York  Harbor,  N.  Y.,  removal  of  wreck  in i,  95, 785 

General  Grant  (canal  boat),  removal  of  wreck  of i,  IIT,   n,  861 

Genesee  River,  N.  Y.     See  Charlotte  Harbor. 

George,  Lake,  Fla.,  improvement  of  Volusia  Bar  at  head  of i,  186 ;  n,  1220 

Georgetown  Harbor,  8.  C.^  improvement  of i,  166 ;  ii,  1057 

Georgia,  improvement  of  inside  waterway  along  coast  of i,  182 ;  n,  1206 

Gila  River,  Ariz.,  improvement  of,  at  Yuma 1, 397 ;  iv,  2521 

Gills  Landing,  Wis.,  constrtiction  of  bridge  across  Wolf  River i,  427 

Glen  Cove  Harbor,  N.  Y.,  improvement  of I,  79,  700 

Gloucester  Harbor,  Mass.,  improvement  of i»  40, 539 

(vonsoulin,  Adrien,  bridge  of i,  429 

Goodyear,  C.  P.,  improvement  of  outer  bar  at  Brunswick,  Ga.,  by .. .  i,  180;  ii,  1193 
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Goshen  Creek,  N.  J.,  improvement  of i,  117;  ii,  859 

Governors  Island,  N.  Y.,  sea  wall  and  embankment  at 1, 14 

Gowanns  Bay,  N.  Y.,  improvement  of i,  91,   764 

Gowanus  Creek  Channel,  New  York  Harbor,  N.  Y.,  improvement  of i,  91,   764 

Grand  Haven  Harbor,  Mich.,  improvement  of i,  343 ;  i v,  2208 

Grand  Lake,  La.,  improvement  of 'i,  227 ;  iii,  1372 

Grand  Marais,  Mich.,  improvement  of  harbor  of  refuge  at i,  314 ;  i v,  2037 

Grand  Marais,  Minn.,  improvement  of  harbor  at i,  308 ;  i v,  3009 

Grand  Kiver,  La. : 

Improvement  of i,  224;  iii,  1361 

Removal  of  wreck  in i,  232 ;  iii,  ISJS 

Grand  River,  Ohio.     See  Fairport  Harbor. 

Grautj  General  (canal  boat),  removal  of  wreck  of i,  117;  ii,  861 

Grays  Harbor,  Wafih.,  improvement  of i,  410;  iv,  2597 

Great  Chazy  River,  N.  Y.,  improvement  of i,  390;  iv,  2493 

Great  Falls,  Potomac  River: 

Erection  of  fish  ways  at i,  435 ;  vi,  3224 

Use  of  Avater  power  of,  for  electric  lighting vi,  3256 

Great  Kanawha  River,  W.  Va. : 

Improvement  of i.  297 ;  in,  1951 

Oi»erating  and  care  of  locks  and  dams  on 1, 299 ;  in,  1962 

Great  I^akes : 

See  also  Northern  and  Northwestern  Lakes. 

Improvement   of   channels   in   connecting  waters   of,  between  Chicago, 

Dulnth,and  Buffalo i,361;  iv,2261 

Raft-towing  on,  and  connecting  waters i,  368;  iv,  2378 

Great  Pedee  River,  S.  C,  improvement  of i,  170;  ii,  1076 

Great  Sodns  Bay,  N.  Y.,  improvement  of  harbor  at i,  385 ;  iv,  2464 

Green  Bay,  Wis.,  water  levels i>441;  vi,  3430 

Green  Bay  Harbor,  Wis.,  improvement  of i,  318;  iv,  2053 

Green,  George  G,  (schooner),  removal  of.wreck  of i,  168 ;  u,  1065 

Green  Jacket  Shoal,  Providence  River,  R.  I.,  removal  of 1, 57,   592 

Gyeen  River,  Ky. : 

Improvement  of,  above  mouth  of  Big  Barren  River  (Lock  No.  5).  i,  302;  iii,  197?. 

Operating  and  care  of  locks  and  dams  on 1, 302 ;  in,  1972 

Reconstruction  of  Lock  No.  2,  at  Rumsey 1, 302;  ill,  1968 

Cn  en  port  Harbor,  N.  Y. : 

Establishment  of  harbor  lines 1, 422, 716 

Improvement  of 1,78,692 

Griftoii,  N.  C,  construction  of  bridge  across  Contentnia  Creek  near i,426 

Grossepoint  Channel,  Mich.,  improvement  of i,  366 ;  i v,  2376 

Grovcrs  Cliff,  Mass.,  site  for  fortification i,  13 

Gun  batteries 1, 5, 11, 12 

Gun  emplacements i,  5 

Gun  X)Iatforms i,  12 

Guyandotte  River,  W.  Va.,  improvement  of i,  306 ;  in,  2004 

ir. 

Hampton  Roads,  Va.,  defense  of i,  6, 10 

Handkerchief  light-ship,  Mass.,  removal  of  wreck  near i,  62, 612 

Handkerchief  Shoal,  Mass.,  removal  of  wreck  in  slough  of  . . ._ i,  62, 608 

Hankinsons  Ferry,  Miss.,  construction  of  bridge  across  Big  Black  River i,  430 

Harbor  lines,  cstfiblishment  of 1,20,422 

Alameda  Harbor,  Cal 1^424;  iv,  2305 

Delaware  River,  Pa.  and  N.  J i,423;  ii,884 

Everett  Harbor,  Wash i,424;  iv,2627 

Green  port  Harbor,  N.  Y 1,422,716 

Harlem  .River,  N.  Y 1,422,786 

Missouri  River,  Kans.  and  Mo 1,423;  vi,  315U 

Napa  River,  Cal 1,424;  iv,2522 

Niagara  River,  N.  Y 1,424;  iv,2452 

Oakland  Harbor,  Cal 1,424;  iy,2505,2506 

Oconto   Harbor,  Wis 1,424;  iv,2124 

Ohio  River,  Ohio 1,423;  in,  1894 

Patchoguo  River,  N.  Y 1,422,719 

St.Joseph  Harbor,Mich 1,424:  iv,2238 

San  Francisco  Bay,  Cal i,424;  iv,25a5,2506 

Shrewsbury  River,  N.J 1.423,  R23 

Superior  Bay,  Wis i,423;  iv,20S9 

Westchester  Creek,  N.Y ".  1,423,790 
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Harbors  and  rivers.     See  Rivers  and  harbors. 
Harlem  River,  N.  Y. : 

Improvement  of 1,86,741 

Moditicntion  of  harbor  lines 1,422,786 

Harlowo  and  Clubfoot  Canal.  N.  C,  improvement  of  waterway  via. ..  i,  159;  ii,  1030 

Harlowo  River,  N.  C,  improvement  of  waterway  via i,  159 ;  1 1, 1030 

Harra8ceket  River,  Me.,  improvement  of i,  29, 512 

Hartford,  Conn. : 

Improvement  of  Connecticut  River  above i,  (i5,  630 

Improvement  of  Connecticut  River  below i,  66, 632 

Hatteras,  Cape,  N.  C,  removal  of  wreck  near i,  168 ;  ii,  1065 

Haverhill,  Mass.,  alteration  of  city  bridge  obstrnctiug  Merrimac  River  between 

Bradford  and i,430 

Havre  do  Grace,  Md.,  improvement  of  Susquehanna  River  in  vicinity  of.  1, 124 ;  ii,  886 

Hay  Lake  Channel,  JSt.  Marys  River,  Mich.,  improvement  of i,  364;  iv,  2367 

Hell  Gate,  East  River,  N.  Y.,  improvement  of 1, 87, 751 

Hempstead,  N.  Y.,  construction  of  bridge  acro&s  Nortons  Creek  by  town  of i,  427 

Henlopen  City,  Del.,  construction  of  temporary  bridge -near,  across  canal 

connecting  Chincoteague  and  Delaware  bays I,  430 

Herr  Island,  Pa.,  construction  of  dam  in  Allegheny  River  at 1, 292;  iii,  1918 

Hillsborough  River,  Fla.,  construction  of  bridge  at  Tampa i,  426 

Hiltony  J,  D.  (canal  boat),  removal  of  wreck  of i,  132 ;  ir,  906 

Hingham  Harbor,  Mass.,  improvement  of i,  46, 557 

Hiwassee  River,  Tenn.,  improvomen t  of i,  275 ;  iii,  1795 

Holland  ( Black  Lake)  Harbor,  Mich.,  improvement  of i,  343 ;  i v,  2206 

Holston  River,  Tenn.,  construction  of  bridge  at  Boyds  Ferry,  near  Kuoxville. .  i,  427 

IfopkinSf  L.  F,  (schooner),  removal  of  wreck  of 1, 63, 620 

Horseshoe,  the,  Chesapeake  Bay,  removal  of  wreck  on • i,  152 ;  ii,  987 

HoQsatouio  River,  Conn.,  improvement  of 1, 71, 654 

Houston,  Tex.,  construction  of  bridge  across  Buffalo  Bayou  by  city  of i,  428 

Hudnon  (barge),  removal  of  wreck  of ii,  907 

Hudson  River,  N.  Y.,  improvement  of 1, 83,  723 

Humboldt  Harbor  and  Bay,  Cal.,  improvement  of i,  401 ;  iv,  2540 

Huntington  Harbor,  N.  Y.,  improvement  of i,  79, 698 

Huron  Harbor,  Ohio,  improA'ement  of i,  372;  'V,  2400 

Huron,  Lake : 

See  also  Northern  and  Northwestern  Lakes. 

Harbor  of  refuge  at  Saud  Beach,  Mich i,  ."ioe;  iv,  2247 

Water  levels i,441;  vi,  3319, 3430 

Hyannis,  Mass.,  improvement  of  harbor  of  refuge  at i,  50,  571 

Hyannis  Harbor,  Mass.,  removal  of  wrecks  in i,  63, 614, 615, 616 

Hydraulic  mining  in  California 1.421;  vi,  3196 

I. 

Illinois  and  Mississippi  Canal.  111.,  construction  of i,  336:  iv,  2162 

IlUnois  River,  111. : 

Improvement  of i,  331 ;  i  v,  2150 

Operating  and  care  of  La  Grange  and  Kampsville  locks  and  dams .  i,  335 ;  i  v,  2159 

Indian  River,  Fla.,  improvement  ot i,  188 ;  ir,  1225 

Indiana  Chute,  Falls  of  Ohio  River,  improvement  of i,  295 ;  iii,  1933 

Individuals,  occupancy  or  injury  of  public  structures  by i,  20, 431 ;  vi,  3189 

Injury  to  structures  built  by  the  United  States l,  20, 431 ;  vi,  3189 

Inland  waterways.    See  Waterways. 

Inside  routes,  waterways,  etc.    See  Waterways. 

Ipswich  River,  Mass.,  improTement  of i,  38, 531 

J. 

Jamaica  Bay,  N.  Y.,  improvement  of, i,  93, 779 

James  River,  Va.,  improvement  of 1, 133 ;  ii,  915 

Jeffreys  Point  Channel,  Mass.    See  Boston  Harbor. 

JekylCrcek,  Ga.,  improvement  of i,  181 ;  ii,  1197 

Judith,  Point,  R.  I.,  improvement  of  harbor  of  refuge  at i,  58, 596 

Julia  (vessel),  removal  of  wreck  of i,  62, 610 

Julietle  (vessel),  removal  of  wreck  of 1,62,610 

K. 

Kampsville  lock  and  dam,  Illinois  River,  111.,  operating  and  care  of.,  i,  335;  iv,  2159 
Kanawha  County,  W.  Va.,  constraction  of  bridge  across  Elk  River  at  Clen- 

deunin  by i,  439 
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Kansas  City,  Kans.,  establishment  of  harbor  lines i,  423 ;  vi,  3159 

Kansas  City,  Mo.,  establishment  of  harbor  lines I,  423 ;  vi,  3159 

Kaskaskia  River,  111.,  improvement  of 1,260;  in,  1624 

Kaukauna,  Wis. : 

Construction  of  bridge  across  Fox  River  and  canal  by  city  of i,  427 

Construction  of  bridge  across  lock  of  canal  at  Little  Chute  by  city  of i,  429 

Eehey,  J  oh  n  P.  (schooner),  removal  of  wreck  of 1, 62, 612 

Kennebec  River,  Me.,  improvement  of 1,28,508 

Kenosha  Harbor,  Wis.,  improvement  of i,  327 ;  iv,  2097 

Kensingtou  Rapid  Transit  Bridge  Company,  bridge  of i,  428 

Kent  Island,  Chesapeake  Bay,  removal  of  wreck  off i,  132 ;  ii,  906 

Kent  (schooner),  removal  of  Vreck  of i,  117;  ii,  861 

Kentucky  River,  Ky. : 

Improvement  of i,  303 ;  ill,  1980 

Operating  and  care  of  locks  and  dams  ou i,  304 ;  iii,  1983 

Kewaunee  Harbor,  Wis.,  improvement  of 1,322;  iv,  2066 

Keweenaw  Bay,  Mich.,  waterway  across  Keweenaw  Point  from  Lake  Sunerior 
to: 

Improvement  of i,  312 ;  iv,  2029 

Operating  and  care  of i,  318 ;  iv,  2029 

Keweenaw  Point,  Mich.,  waterway  across: 

Improvement  of i,  312 ;  i v,  2029 

Operating  and  care  of 1, 313;  iv,  2029 

Key  West  Harbor,  Fla.,  improvement  of  northwest  entrance i,  189;  ii,  1230 

Keyport  Harbor,  N.  J.,  improvement  of i,  104, 815 

Kingston  Harbor,  Mass.^  improvement  of * 1, 47, 562 

Klaskuine  River,  Oreg.,  improvement  of i,  418 ;  iv,  2663 

Knox  County,  Tenn.,  construction  of  bridge  aoross  Hohiton  River  by i,  427 

Knoxville,  Tenn.,  construction  of  bridge  across  Holston  River  near i,  427 

I., 

La  Center,  Wash.,  construction  of  bridge  across  East  Fork  of  Lewis  River i,  428 

Lafourche,  Bayou,  La.,  improvement  of i,  223 ;  iii,  1356 

La  Grange  lock  and  dam,  Illinois  River,  111.,  operating  and  care  of. ..  i,  335;  iv,  2159 

Lake  Shore  and  Michigan  Southern  Railroad  Company,  bridge  of i,  425 

Lake  Street  Elevated  Railroad  Company,  bridge  of i,  429 

Lakes,  Great.    See  Great  Lakes  and  Northern  and  ^'orthwestem  Lakes. 
Lakes,  Northern  and  Northwestern.     Sen  Northern  and  Northwestern  Lakes. 

Larchmout  Harbor,  N.  Y.,  improvement  of i,  77, 686 

LaTrai)pe  River,  Md.,  improvement  of i,  126;  ii,  892 

Laws  of  Fifty-third  Congress,  second  session,  aflfecting  Corps  of  Engineers,  vi,  3455 

Lea,  Charles  (tugboat),  removal  of  wreck  of i,  132 ;  ii,  906 

Leaf  River,  Miss.,  improvement  of i,  216 ;  u,  1323 

Leon  (tug),  removal  of  wreck  of i,  182 ;  ii,  1269 

Levisa  Fork  of  Big  Sandy  River,  Ky.,  improvement  of 1, 305 ;  ill,  2001 

Lewes,  Del. : 

Construction  of  pier  at ^ i,  113 ;  ii,  860 

Improvement  of  inland  waterway  from  Chiucoteague  Bay,  Va.,  to  Delaware 

Bay  near i»123;  ii,884 

Lewis  River,  Wash.,  construction  of  bridge  at  La  Center,  across  East  Fork  of. .  i,  426 
Licking  River,   Ky.,   improvement    of,   between    Farmers    and    West    Lib- 
erty    1,304;  III,  1992 

Little  Chute,  Wis.,  construction  of  bridge  across  lock  of  canal  at i,  439 

Little  Harbor.  N.  H.,  improvement  of  harbor  of  refuge  at i»  35, 527 

Little  Kanawha  River,  W.  Va. : 

Improvement  of 1, 307 ;  in,  2006 

Operating  and  care  of  lock  and  dam  ou 1, 307;  in,  2007 

Little  Pedee  River,  8.  C,  improvement  of i,  169;  ii,  1074 

Little  Pigeon  River,  Teun.,  improvement  of i,  277;  in,  180D 

Little  Rock,  Ark.,  ronstruction  of  bridge  across  Arkansas  River 1,425 

Little  Rock  Bridge  and  Terminal  Railway  Company,  bridge  of i,  4S 

Little  Sodus  Bay,  N.  Y.,  improvement  of  harbor  at i,  386;  i v,  2470 

Liverpool  (East),  Ohio,  construction  of  bridge  across  Ohio  River i,  425 

Livingston  Point,  Ky.,  preservation  of i, 275 ;  lii,  1792 

Locks  and  dams.    See  Canals. 

Lock  woods  Folly  River,  N.  C,  improvement  of i,  166;  ii,  1056 

Logstown,  Pa.,  removal  of  wrecks  in  Ohio  River  at i,  289;  m,  I 
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Long  Island,  channel  between  Nixs  Mate  and.    See  Boston  Harbor,  Mass. 

Long  IsluDd  Sonnd,  removal  of  wrecks  in i,  82,  712, 714 

Long  Saud  Shoal,  Long  Island  Sound,  removal  of  wreck  near 1, 82, 714 

Lookout,  Cape,  light- house,  removal  of  wrecks  near 1, 168 ;  ii,  1065 

Lorenuvillo,  La.,  construction  of  bridge  across  Bay  on  Techo  near i,  429 

Louisa,  Ky.,  construction  of  lock  and  dam  iti  Big  Sandy  River  near.,  i,  305;  in,  1992 

Louisville  and  Tortland  Canal,  Ohio  River,  operating  and  care  of i,  2i)5;  in,  1935 

Louisville,  Ky.,  Falls  of  Ohio  River  at: 

Improvement  of i,  293 ;  in,  1929 

Improvement  of  Indiana  Chute i,  295;  iii,  1933 

Operating  and  care  of  Louisville  and  Portland  Canal i,  295 ;  iii,  1935 

Lower  Chipola  River,  Fla.,  improvement  of i>  197  J  ii»  1252 

Lower  Machodoc  Creek,  Va.,  improvement  of i,  141 ;  ii,  950 

Lubec  Channel,  Me.,  improvement  of I,  21, 491 

Lndiugton  Harbor,  Mich.,  improvement  of i,  348 ;  i v,  2220 

Lulu  (schooner),  removal  of  wreck  of i,  152 ;  ii,  987 

Lumber  River,  N.  C.  and  S.  C,  improvement  of i,  169 ;  ii,  1071 

Lynn  Harbor,  Mass.,  improvement  of i,  42, 545 

M. 

McClary ,  Fort,  reservation,  Me. ,  site  for  fortification i,  13 

McHenry,  Fort,  Md.,  sea  wall  at 1, 14 

Molntyre,  Fla.,  alteration  of  bridge  obstructing  Ocklochonee  River i,  431 

Maohodoc  (Lower)  Creek,  Va.,  improvement  of .^ i,  141 ;  li,  950 

Mackeys  Creek,  N.  C,  improvement  of i,  155 ;  u,  995 

Macon,  Bayou,  La.,  improvement  of i,  244 ;  iii,  1479 

Maiden  River,  Mass.,  improvement  of a i,  43, 547 

Mnnasquan  River,  N.  J.,  improvement  of i,  107, 822 

Manatee  River,  Fla.,  improvement  of i,  192 ;  ii,  1238 

Manchac,  Bayou,  La.,  improvement  of i,  222 ;  in,  1354 

Manchester  Harbor,  Mass.,  improvement  of i,  41, 542 

Manistee,  Mich.,  construction  of  bridge  across  Manistee  River  by  city  of i,  427 

Manistee  Harbor,  Mich.,  improvement  of i,  348 ;  i v,  2223 

Manistee  River,  Mich.,  construction  of  bridge  at  Manistee i,  427 

Manistique,  Mich.,  improvement  of  harbor  at i,  315 ;  i v,  2042 

Manitowoc  Harbor,  Wis.,  improvement  of i,  323 ;  i v,  2072 

Manoktn  River,  Md.,  improvement  of i,  130;  ii,  901 

Maps,  military  and  other i,  443 

Marcns  Hook,  Pa.,  improvement  of  ice  harbor  at i,  112 ;  ii,  848 

Marquette,  Mich.,  improvement  of  harbor  at i,  313 ;  i v,  2035 

Marthas  Vineyard,  Mass. : 

Improvement  of  inner  harbor  at  Edgartown 1, 51, 576 

Removal  of  wreck  near i,  63,  619 

Martins  Ferry,  Ohio,  establishment  of  harbor  lines  in  Ohio  River i,  423 ;  in,  1894 

Maryland  (steamer),  removal  of  wreck  of i»  118 ;  ii,  862 

Mattai>oni  River,  Va.,  improvement  of i,  144 ;  n,  966 

Mattawan  Creek,  N.  J.,  improvement  of i,  104, 816 

Manmee  Bay,  Ohio.     See  Toledo  Harbor. 
Mauniee  River,  Ohio.     See  Toledo  Harbor. 

Maurice  River  Cove,  Delaware  Bay,  removal  of  wreck  in ii,  862 

Menominee  Harbor,  Mich,  and  Wis.,  improvement  of i,  316 ;  i v,  2045 

Menominee  River,  Mich,  and  Wis.,  improvement  of i,  316 ;  iv,  2047 

Memientau  River  and  tributaries,  La.,  improvement  of i,  227 ;  in,  1372 

Merrimnc  River,  Mass. : 

Bridge  between  Plaverhill  and  Bradford  obstructing,  alteration  of i.  430 

Improvement  of i,  37,  532 

MeMeVj  Laura  E.  (schooner),  removal  of  wreck  of i,  63, 617 

Metropolitan  West  Side  Elevated  Railroad  Company,  bridge  of i,  427 

Miauus  River,  Conn.,  improvement  of i,  75, 681 

Michigan  City  Harbor,  Ind.,  improvement  of i,  337 ;  i v,  2188 

Michigan,  Lake: 

See  also  Northern  and  Northwestern  lakes. 

Dredging  harbors  on  east  coast  of i v,  2237 

Water  levels 1.441;  vi,:H30,3435 

Middle  (Ground  (Outer),  Chesapeake  Bay,  removal  of  wreck  on i,  152 ;  n,  987 

Mifflin,  Fort,  Pa.,  sale  of  Government  land  on  Delaware  River  in  vicinity  of.    i,  461 

Milford  Harbor,  Conn.,  improvement  of i,  70, 650 

Military  and  other  maps i,  443 
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Military  ilepnrtmeDts,  sarveys,  reconnaiBsances,  and  explorations  in.,  i,  443;  vi,  3451 
Mill  Creek,  Ciucinnati,  Ohio,*  examiuation  and  Borvey  for  ice  harbor  at  moutb 

of 1,289;  111,1890 

Milton  (barge),  removal  of  wreck  of i,  95, 786 

Milwaukee,  Wig. : 

Improvement  of  harbor  at i,326;  iv,2091 

Improvement  of  harbor  of  refuge  at  Milwaukee  Bay i,  325 ;  iv,  2081 

Milwaukee  Bay,  Wis.,  improvement  of  harbor  of  refuge  at i,  325;  iv,  2081 

Mines,  submarine i,6 

Miu^o  Creek,  8.  C,  improvement  of i,  170 ;  ii,  1031 

Mining  casemates i,  6 

Mining,  hydraulic,  in  California i,421;  \%3169 

Minnesota  River,  Minn.,  improvement  of i,  207 ;  lu,  1725 

Mispillion  River,  Del.: 

Improvement  of 1, 122 ;  ii,  881 

Removal  of  wreck  in 1,132;  ii,906 

Mississippi  River: 

Bridge  at  Red  Wing,  Minn.,  construction  of i,  425 

Bridge  at  South  St.  Paul,  Minn.,  construction  of i,  425 

Des  Moines  Rapids,  improvement  of i,  263 ;  in,  1683 

Des  Moines  Rapids  Canal  and  dry  dock,  operating  and  care  of.,  i,  263;  in,  1684 

Falls  of  St.  Anthony,  Minn.,  improvement  above i»  264 ;  in,  1683 

Gauging,  and  tributaries .-.  1,^0;  in,  1523 

Gauging,  at  St.  Paul,  Minn..- 1,269;  in,  1732 

Minneapolis  to  Missouri  River,  im])rovement  from i,  262 ;  in,  1639 

Minneapolis  to  St.  Paul,  construction  of  locks  and  dams  from in,  1640, 1681 

Ohio  River,  improvement,  surveys,  etc.,  below i,  420;  v,  2697 

Ohio  and  Missouri  rivers,  improvement  between i,  256 ;  in,  1577 

Plaquemiue,  Bayou,  La.,  prevention  of  caving  at  mouth  of i,  232 ;  in,  1385 

Qniucy  Bay,  111.,  improvement  of 1,262;  in,  16J9 

Reservoirs  at  headwaters  of i,  264 ;  in,  1696 

Reservoirs  at  sources  of,  surveys  for ui,  1736 

St.  Louis,  Mo.,  improvement  at i,  258 ;  in,  1615 

Snag  boats  and  dredge  boats  on  upper  river,  operating i,  261 ;  in,  1627 

Snags  and  wrecks  iutlower  river,  removing i,  256 ;  in,  1567 

South  Pass,  inspection  of  improvement  of i,  20, 219 ;  in,  1333 

Walnut  Bend,  Ark.,  examiuation  for  prevention  of  out  into  St.  Francis 

River i,225;  in,  1560 

Mississippi  River  Commission i,  420;  v,  2697 

Mississippi  Sound,  removal  of  Avreck  in i,  232;  in,  1384 

Missouri,  Department  of  the,  report  of  engineer  officer i,  443 ;  vi,  3451 

Missouri  River: 

Bridge  at  Yankton,  S.  Dak.,  construction  of i,  425 

Establishment  of  harbor  lines  at  Kansas  City 1)423;  vi,3159 

Examination  of,  between  Three  Forks  and  Canyon  Ferry,  Mont.,  to  deter- 
mine availability  of  water  power  1,272;  111,1775 

Improvement  of,  above  Sioux  City,  Iowa i,  270;  in,  1739 

Improvement  of,  etc.,  below  Sioux  City,  Iowa i,  421 ;  vi,  3075 

Removing  snags  above  Sioux  City,  Iowa i,  271 ;  in,  1772 

Missouri  River  Commission I,  421 ;  vi,  3075 

MitclicU,  Katie  (schooner),  removal  of  wreck  of i,  63^  616 

Mobile,  Ala.,  alteration  of  bridge  across  Throe  Mile  Creek«near i,  430 

Mobile  and  Birmingham  Railway  Company,  bridge  of i,  430 

Mobile  and  Dauphin  Island  Railroad  and  Harbor  Company,  bridges  of i,  426 

Mobile  Harbor,  Ala.,  improvement  of \ i,  210;  n,  1301 

Mobile  River,  Ala.,  removal  of  wreck  in 1*219;  ii,  1332 

Mokehunuo  River,  Cal.,  improvement  of i> 399;  iv, 2531 

Monomoy  Beach,  Mass.,  removal  of  wreck  near i>  63, 618 

Mononioy  life-saving  station,  Mass.,  removal  of  wreck  near it  62,  GOT 

Monoinoy  Point,  Mass.,  removal  of  wrecks  at  and  near i,  62, 63, 606, 608 

Monomoy  Point  light-house,  Mass.,  removal  of  wrecks  near i,  63, 616^  617 

Mononnrahcla  River,  W.  Va.  and  Pa.: 

Brill jre  at  Pittsburg,  Pa.,  construction  of l.  426 

Construction  of  locks  and  dams  on i»290;  lU,  1903 

Improvement  of i,  290 ;  ni,  1903 

Operating  and  care  of  locks  and  dams  Nos.  8  and  9 i,  291 ;  ui,  1908 

Purchase  of  Lock  and  Dam  No.  6 i,291;  ui,1911 

Purchase  of  Lock  and  Dam  No.  7 i»291;  iii,1911 

Monroe,  Fort,  Va.,  water  supply  at 1,14 

Monroe  Harbor,  Mich i,  368 ;  i V,  2383 
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MonroCf  Loring  (canal  boat),  removal  of  wreck  of i,  132 ;  ii,  907 

Montgomery^  Ala.,  conBtraction  of  bridge  across  Alabama  Kiver  near i^  425 

Montgomery  Bridge  Company,  bridge  of i,  425 

Moony  JF.  //.  (dredge),  removal  of  wreck  of i,232;  iii,  1383 

Moosabec  Bar,  Me.,  improvement  of  .  -   i,  21, 492 

Morristown,  N.  Y.,  construction  of  bridge  across  St.  Lawrence  River i,  425 

Mortar  batteries 1, 5, 11, 12 

Mortar  platforms i,  12 

Mount  Calvert,  Md.,  construction  of  bridge  across  Patnxent  River i,  428 

Mount  Desert,  Me.,  construction  of  breakwater  from  Porcupine  Island  to. . .  i,  23, 496 

Mount  Pleasant  and  Seaview  Railroad  Company,  bridge  of i,  431 

Mount  Pleasant  sbore,  Charleston  Harbor,  S.  C,  improvement  of i,  172;  ji,  1101 

Mount   Vernon  (schooner),  removal  of  wreck  of,  in  Maurice  River  Cove,  Dela- 
ware Bay II,  862 

Mount  re/*no}i  (schooner),  removal  of  wreck  of,  m  Root  River,  Wis..  1,330;  iv,  2124 

Murdcrkill  River,  Del.,  improvement  of i,  121 ;  ii.  879 

Muscle  Shoals  Canal,  Tennessee  River,  Ala.,  operating  and  care  of i,  284 ;  in,  1828 

Muskegon  Harbor,  Mich.,  improvement  of i,  345 ;  i v,  2211 

Muskingum  River,  Ohio : 

Construction  of  ice  harbor  at  month  of i,  288 ;  iir,  1874 

Improvement  of i,  288 ;  iir,  1875 

Operating  and  care  of  locks  and  dams  on i,  289 ;  in,  1876 

Mystic  River,  Conn.,  improvement  of i,  64,  622 

Mystic  River,  Mass.,  improvement  of i,  43, 547 

N. 

K.  and  TT.  Ab.  4  (barge),  removal  of  wreck  of i,  62, 612 

Nansemond  River,  Va.,  improvemen  t  of i,  148 ;  ii,  978 

Nantasket  Beaoh  Channel,  Mass.     See  Boston  Harbor. 

'Nantucket,  Mass.,  improvement  of  harbor  of  refuge  at i,  50, 573 

Nantucket  Sound,  Mass.,  removal  of  wrecks  in  and  near i,  62, 63,  ($04,  612,  620 

Napa,  Cal.,  establishment  of  harbor  lines i,  424 ;  iv,  2522 

Napa  River,  Cal. : 

Establishment  of  harbor  lines  at  Napa i,  424 ;  i  v,  2522 

Improvement  of i,  393 ;  i  v,  2507 

Narragausett  Bay,  R.  I : 

Defense  of i,  6,  7 

Improvement  of 1, 56,  589 

Karraguagus  River,  Me.,  improvement  of i,  22, 494 

Narrows  of  Lake  Champlain,  N.  Y.  and  Vt.,  improvement  of i,  392;  iv,  2499 

Natalbany  River,  La.,  improvement  of i,  221 ;  in,  1353 

Nautilus  Shoal,  Chesapeake  Bay,  removal  of  'Vt'reck^n i,  152 ;  ii,  987 

Navigable  waters,  construction  of  bridges  across i,  20, 424 

Navigation,  bridges  obstructing,  action  upon ...  1, 20, 430 

Neches  River,  Tex.,  improvement  of i,  232 ;  in,  1381 

Nehaleni  Bay,  Oreg.,  improvement  of  entrance  to i,  407 :  i  v,  2588 

Neuse  River,  N.  C. : 

luiprovement  of i,  159;  n,  1027 

Improveniont  of  Avaterway  between  Beaufort  Harbor  and i,  159;  ii,  1030 

New  Bedford  Harbor,  Mass.,  improvement  of i,  53,  582 

New  Ciistle,  Del. ,  improvement  of  ice  harbor  at i,  119 ;  n,  873 

New  Haven  Harbor,  Conn. : 

Construction  of  breakwaters  in i,  69, 646 

Improvement  of i,  68, 642 

Removal  of  wreck  in i,  82,  712 

New  Jersey,  channel  between  Staten  Island  and,  improvement  of i,  98, 799 

New  River,  N.  C. : 

Improvement  of i,162;n,1037 

Improvement  of  waterway  between  Beaufort  Harbor  and i,  161;  ii,  1034 

Improvement  of  waterway  between  Swansboro  and i,  161 ;  n,  1037 

New  River,  Va.  and  W.  Va.,  improvement  of i,  301 ;  ni,  1965 

New  York  Central  and  Hudson  River  Railroad  Company,  bridge  of i,  430 

New  York  Harl>or,N.Y.: 

Arthur  Kill,  improvement  of i,  97, 798 

Bay  Ridge  Channel,  improvement  of i,  91, 764 

Bedloes  Island,  sea  wall  at i,  14 

Buttermilk  Channel,  improvement  of 1, 90, 761 

Channel  l»etween  Staten  Island  and  New  Jersey,  improvement  of i,  98, 799 

Davids  Island,  sea  wall  and  embankment  at i,  14 
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New  York  Harbor,  N.  Y. — Continued. 

Defense  of 1,5,6,7,447,449 

East  Kiver  and  Hell  Gate,  improvement  ot i,  87,751 

Governors  Island,  seawall  and  ombankmeut  at i,  14 

Gowanus  Bay,  improvement  of 1,91,764 

Gowanus  Creek  Channel,  improvement  of 1,91,764 

Harbor  lines  in  Harlem  River,  modiiication  of 1,422,786 

Harlem  Kiver,  improvement  of 1, 88^  741 

Harlem  River,  modification  of  harbor  lines  in 1, 422, 786 

improvement  of 1,92,770 

Red  Hook  Channel,  improvement  of i,  91, 764 

Se|i  walls  and  embankments i,  14 

Supervision  of 1,420;  iv,2681 

Wrecks,  removal  of 1,95,785,786 

Newborn,  N.  C. : 

Bridge  obstructing  Trent  River,  alteration  of i,  431 

Improvement  of  waterway  between  Beaufort  Harbor  and 1, 159 ;  ii,  1030 

Newburyport  Harbor,  Mass.,  improvement  of i,  36, 529 

Newport  Harbor,  R.  I.,  improvement  of if  57, 593 

Newport  River,  N.C.,  improvement  of  waterw-ay  via 1,159;  ii,  1030 

Newtown  Creek,  N.  Y.,  improvement  of i,  89, 757 

Niagara  Falls,  N.  Y.,  im}>rovement  of  Niagara  River  to i,  381 ;  iv,  2447 

Niagara  Kiver,  N.  Y. : 

Kstablishment  of  harbor  lines  at  Squaw  Island 1, 424 ;  I v,  2452 

Improvement  of,  from  Tonawanda  to  Port  Day  (Niagara  Falls) . .  i,  381 ;  iv,  2447 

Improvement  of  Tonawanda  Harbor  and I,  381 ;  iv,  2444 

Nixs  Mate,  channel  between  Long  Island  and.     See  Boston  Harbor,  Mass. 

Nomini  Creek,  Va.,  improvement  of 1, 140 ;  ii,  948 

Nooksack  River,  Wash.,  Improvement  of  (Puget  Sound  and  tributaries) .  i,  412 ;  iv,  2619 
Norfolk  Harbor,  Va. : 

Improvement  of,  and  approaches i,  146 ;  ii,  973 

Improvement   of   approach   to,  between  Lambert  Point  and  Fort  Nor- 
folk   1,147;  11,977 

Improvement  of  waterway  between  Albemarle  Sound  and i,  151;  11,963 

Norfolk,  Va.,  improvement  of  approach  to  IJ.  S.  navy-yard  at i,  147 ;  li,  977 

Norfolk  (West),  Va.,  construction  of  bridge  across  Western  Branch  of  Eliza- 
beth River i,429 

North  East  (Cape  Fear)  River,  N.  C,  improvement  of i,  163;  ii.  1040 

North  Landing  River,  Va.  and  N.  C,  improvement  of i,  152 ;  u,  986 

Northern  and  Northwestern  Lakes: 

Charts,  correcting,  printing,  and  issuing  of i,  438, 440;  vi,  3315 

F^stimates 1, 441 

Improvement  of  channels  in  connecting  waters  of i,  361 ;  iv,  2261 

Raft- to  wing  on,  and  connecting  waters i,  368 ;  i  v,  2378 

Surveys i,437;  vi,3315 

Water  levels 1,441;  vi,  3319, 3430 

Northwestern  Elevated  Railroad  Company,  bridge  of i,  428 

Nortons  Creek,  N.  Y.,  construction  of  bridge  at  Hempstead 1, 427 

Noxubee  River,  Miss.,  improvement  of i,  214 ;  ii,  1318 

O. 

Oak  Orchard  Harbor,  N.  Y.,  improvement  of i,383;  iv,2451 

Oakland  Harbor,  Cal.: 

Establishment  of  harbor  lines 1,424;  iv,2505,2506 

Improvement  of 1,392;  iv,2501 

Obion  River,  Tenn.,  improvement  of i,  273;  in,  1785 

Obstructions  to  navigation,  action  upon  bridges  constituting i,  20, 430 

Occoquan  Creek,  Va.,  improvement  of 1, 138 ;  ii,  941 

Occupancy  of  structures  built  by  the  United  States i,  20, 431 ;  vi,  3189 

Ocean  TYaveller  (schooner),  removal  of  wreck  of i,  62, 606 

Ocklawaha  River,  Fla.,  improvement  of i,  187;  ii,  1221 

Ocklochoneo  River,  Fla.,  alteration  of  bridge  obstrncting,  at  Mclntyro i,  431 

Ocmulgee  River,  Ga.,  improvement  of i,  179 ;  ii,  1181 

Oconee  River,  Ga.,  improvement  of .1, 179 ;  ii,  1175 

Oconto  Harbor,  Wis. : 

Modification  of  harbor  lines i,*24;  iv,2124 

Improvement  of 1,317;  iv,2049 

Ooracoke  Inlet,  N.  C,  improvement  of i,  155 ;  ii,  996 


Digitized  by  VjOOQIC 


INDEX.  17 

Office  of  the  Chief  of  Engineers 1,444 

Officers  of  Corps  of  Engineers.    See  Corps  of  Engineers. 

Ogdensburg  Harbor,  N.  Y.,  improTement  of i,  389 ;  iv,  2491 

Ohio  River: 

Beaver  River,  Pa.,  construction  of  dam  below i,  287 ;  in,  1870 

Bridge  at  East  Liverpool,  Ohio,  constraction  of i,  425 

Dam  No.  2,  location  of i,  287 

Davis  Island  Dam,  operating  and  care  of 1, 287 ;  ill,  1867 

Falls  of,  Louisville,  Ky.,  improvement  of i,  293 ;  iii,  1929 

Harbor  lines  between  Martins  Ferry  and  Bellaire,  Ohio,  establishment 

of 1, 423;  III,  1894 

Ico  harbor  at  mouth  of  Muskingum  River,  construction  of 1, 288 ;  ill,  1874 

Ice  harbors  at  mouths   of   Crawfish  and  Mill  creeks,  Cincinnati,  Ohio, 

examination  and  survey  for 1, 289 ;  iii,  1890 

Improvement  of i,  285 ;  ill,  1836 

Indiana  Chute,  improvement  of 1,295;  ill,  1933 

Louisville  and  Portland  Canal,  operating  and  care  of i,  295 ;  ill,  1935 

Snagboat  on,  operating i,  287 ;  ui,  1864 

Wrecks  in,  removal  of i,  289;  in,  1889 

Oloott  Harbor,  N.  Y.,  improvement  of I,  ^2 ;  iv,  2450 

Old  Chatham  Roads,  Mass.,  removal  of  wreck  in i,  63, 613 

Olympia,  Wash.,  improvement  of  harbor  at J^y411;  iv,2606 

Onancock  Harbor,  Va.,  improvement  of i,  130;  ii,  902 

Ontario,  Lake: 

See  also  Northern  and  Northwestern  Lakes. 

Water  levels i,441;  vi,84S0,8496 

Ontonagon,  Mich.,  improvement  of  harbor  at i,  311 ;  iv,  2026 

Orange  County,  Tex.,  construction  of  bridge  across  Cow  Bayou  by .*. . .  i,  426 

Osage  River,  Mo.,  improvement  of i,  260;  ill,  1620 

Oswego  Harbor,  N.  Y.,  improvement  of 1,386;  iv,2476 

Otter  Creek,  Vt.,  improvement  of i,  391 ;  iv,  2497 

Ouachit4i  River,  Ark.  and  La.,  improvement  of i,  241 ;  iii,  1455 

Outer  Middle  Ground,  Chesapeake  Bay,  removal  of  wreck  on i,  152 ;  ii,  987 

P- 

Padncah,  Ky.,  preservation  of  Livin^ton  Point,  near i,  275 :  m,  1792 

Pamlico  River,  N.  C,  improvement  ot i,  156;  ii,  1019 

Pamunkey  River,  Va.,  improvement  of i,  145 ;  ii,  968 

Panther  (steamer),  removal  of  wreck  of 1, 82, 713 

Parkei-9  River,  MasH.,  removal  of  wreck  near i,  63, 620 

Pascagoula  River,  Miss.,  improvement  of i,  215 ;  ii,  1319 

Pasquotank  River,  N.  C,  improvement  of 1, 154 ;  ii,  994 

Passaic  County,  N.  J.,  construction  of  bridge  across  Passaic  River  atPassaic  by.  i,  428 

Passaic,  N.  .J.,  construction  of  bridge  across  Passaic  River i,  428 

Passaic  River,  N.  J. : 

Above  Newark,  improvement  of 1, 100, 802 

Below  Newark,  improvement  of 1, 99, 801 

Bridge  at  Passaic,  construction  of i,  428 

Improvement  of 1, 99, 801 

Patapsoo  River,  Md. : 

Improvement  of,  and  channel  to  Baltimore i,  132 ;  n,  909 

Improvement  of  channel  to  Curtis  Bay i,  138 ;  li,  914 

Patchogue  River,  N.  Y. : 

Establishment  of  harbor  lines i,  422, 719 

Improvement  of i,  81, 705  ^ 

Patuxent  River,  Md. : 

Bridge  at  Mount  Calvert,  construction  of i,  428 

Improvement  of i,  141 ;  ii,  953 

Pawcatuck  River,  R.  1.  and  Conn.,  improvement  of i,  60, 600 

Pawtucket  River,  R.  I. : 

Improvement  of i,  55, 587 

Removal  of  wreck  in i,  63, 620 

Pawtucket,  R.  I.,  removal  of  wreck  at 1,63,620 

Pearl  River,  Miss.,  improvement  of: 

Below  Jackson i,217;  ii,  1326 

Between  Jackson  and  Carthage i,  217 ;  ii,  1328 

Between  Carthage  and  Edinburg 1,218;  ii,  1329 

Pease  Creek,  Fla.,  improvement  of i,  191;  u,  1236 

BNa  94 2 
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PeHcan  (schooner),  removal  of  wreck  of i,378;  ir,S436 

Pennypack  Creek,  Pa.,  construction  of  bridge  across,  at  Philadelphia i,  429 

Penobscot  River,  Me.,  improvement  of i,  24, 499 

Pensacola  Harbor,  Fla. : 

Defense  of 1,6,10,11 

Improvement  of i,  203 ;  ii,  1268 

Pensankee  Harbor,  W is.,  improvement  of i,  318 ;  iv,  2052 

Pentwater  Harbor,  Micb.,  improvement  of i)347;  iv,2218 

Peril  (steamer),  remova  1  of  wreck  of i,  49, 568 

Perra-ef  Asa  2/.  (schooner),  removal  of  wreck  of. . .' i,  63, 618 

Petalnraa  Creek,  CaJ.,  improvement  of i,400;  iv,2538 

Petit  Jean  River,  Ark.,  improvement  of i,  253;  iii,  1546 

Petoskey  Harbor,  Mich.,  improvement  of 1,353;  iv,  2235 

Philadelphia,  Pa.,  construction  of  bridge  across  Pennypack  Creek  by  city  ot.,  i,  429 
Philadelphia  Harbor,  Pa. : 

Establishment  of  harbor  lines i,*23;  11,864 

Defense  of 1,6,9,11 

Improvement  of 1,108,110;  11,827,836 

Mifflin,  Fort,  sale  of  Goveniin  isi  Iniitl  in  vicinity  of 1,461 

Piers  bnilt  by  the  United  States,  tucupancy  or  injury  of 1, 20, 431 ;  vi,  3189 

Pigeon  bayous,  La.,  improvement  of 1, 224 ;  in,  1361 

Pittsburj;,  Pa. : 

Bridge  across  Monougahela  River,  eonstmction  of,  by  city  of i,  426 

Davis  Island  Dam,  Ohio  River,  near,  operating  and  care  of i>^B7;  iii,  1867 

Herr  Island  Dam,  Allegheny  River,  near,  construction  of i»292;  iii,  1918 

Wrecks  in  Ohio  River  below,  removal  of 1, 289 ;  ill,  1889 

Plaquemine,  Bayou,  La. : 

Improvement  of '7  224;  iii,  1361 

Prevention  of  caving  at  month  of 1, 232 ;  iii,  1385 

Platforms,  gun  and  mortar i,  13 

Plattsbnrg  Harbor,  N.  Y.,  improvement  of 1, 390 ;  iv,  2495 

Plymouth  Harbor,  Mass..  improvement  of 1, 47, 560 

Point  Breeze,  Schuylkill  Ri  ver,  removal  of  wreck  below 1, 118 ;  ii,  863 

Point  Judith,  R.  I.,  improvement  of  harbor  of  refuge  at 1,58,596 

Point  San   I'ablo,   Cal.,   establishment  of  harbor    lines    in    San    Francisco 

Bay  at i,424;  iv.2505 

PoUoek  Rip  Channel,  Mass.,  removal  of  wreck  in 1,62,604 

PontchartraiD,  Lake,  La.,  removal  of  wreck  in i,  232 ;  iii,  1383 

Pontchatoula  River,  La.,  improvement  of i>221;  ill,  1353 

Popes  Island,  Va.,  removal  of  wreck  oif ii,  907 

Porcupine  Island,  Me.,  construction  of  breakwatv  2  from  Mount  Desert  to. .  i,  2K$,  49i< 

Port  Chestc  r  Harbor,  N.  Y.,  improvement  of 1,76,6^ 

Port  Clinton  Harbor,  Ohio,  improvement  of 1, 370 ;  i v,  2394 

Port  Day,  N.  Y.,  improvement  of  Niagara  River  to 1, 381 ;  iv,  2447 

Port  Huron,  Mich.,  improvement  of  Black  River  at 1, 358 ;  IV,  2251 

Port  Jefl'erson  Harbor,  N.  Y.,  improvement  of 1,78,694 

Port  Norfolk,  Va.,  construction  of  bridge  across  Western  L.-anch  of  Elizabeth 

River 1,429 

Port  Royal  and  Augusta  Railway  Company,  bridge  of 1, 429 

Port  Washinjrton  Harbor,  Wis. ,  improvement  of 1, 325 ;  i v,  2079 

Portage  Lake  and  Lake  Snperior  ship  canals,  Mich: 

Improvement  of 1,312;  iv,2029 

Operating  and  care  of i,  313 ;  iv,  2029 

Portage  Lake,  Houghton  County,  Mich.,  waterway  across  Keweenaw  Point  via : 

Improvement  of i>312;  iv,2029 

Operating  and  care  of i,  313;  iv,  2029 

Portage  Lake,  Manistee  County,  Mich.,  improvement  of  harbor  of  refuge 

at 1,350;  iv,2228 

Portage  River,  Houghton  County,  Mich.,  waterway  across  Keweenaw  Point  via : 

Improvement  of 1,312;  iv,  2029 

Operating  and  care  of i,  313 ;  iv,  2029 

Portland  Harbor,  Me. : 

Cushings  Island,  site  for  fortification i,  13 

Defense  of I,  6 

Improvement  of 1, 30, 514 

Improvement  of  channel  in  Back  Cove 1, 31, 517 

Portland,  Oreg. : 

Defense  of  harbor  at 1, 5 

Willamette  River  above,  improvement  of 1, 417 ;  rv,  2659 

Willamette  River  below,  improvement  of 1, 416 ;  iv,  2654 
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Potomac  River : 

Eastern  Branch  of  (Anacostia  River),  improvement  of i,  138 ;  ii,  939 

Great  Falls,  erection  of  fish  ways  at i,435;  vi,3224 

G  reat  Falls,  use  of  water  power  for  electric  lighting vi,  3256 

Washington,  D.  C,  improvement  at J,  135;  ii, 925 

Wreck  in  Washington  Channel,  removal  of i,  145 ;  ii,  971 

Potsburg  Creek,  Fla.,  alteration  of  bridge  obstructing i,  431 

i^owow  River,  Mass.,  improvement  of i,  37, 533 

I'resqne  Isle  PcDinsula,  Erie  Harbor,  Pa.,  preservation  of i,  379 ;  i v,  2433 

l^resqn'  lie,  Mich.,  removal  of  wreck  in  harbor  of i,  361 ;  iv,  2257 

Providence  Rivrt*,  R.  I. : 

Improvement  of i,  56, 589 

Removal  of  Green  Jacket  Shoal i,  57, 592 

Removal  of  wreck  in i,  62, 612 

Provincetown  Harbor,  Mass. : 

Improvement  of i,  48, 564 

Removal  of  wreck  in i,  49, 568 

Public  buildings  and  erounds.  District  of  Columbia .* i,  435,  vi,  3265 

Public  works  of  the  l^ited  States,  occupancy  or  iiyury  of i,  20, 431 ;  vi,  3189 

Puget  Sound : 

Defeuso  of i,  5 

Improvement  of,  and  tributaries,  Washington i,  412 ;  i  v,  2619 

Pultneyville  Harbor,  N.  Y.,  improvement  of 1,384;  iv,2460 


Quincy  Bay,  111.    See  Mississippi  River  improvement  between    Minneapolis  and 
mouth  of  Missouri  River. 

R. 

Racine  Harbor,  Wis. : 

Improvement  of i,  326;  iv,  2094 

Removal  of  wrecks  in  Root  River i,  330;  iv,  2124 

Raft-lowing  on  the  Great  Lakes  and  connecting  waters i,  368 ;  i v,  2378 

Rah  way  River,  N.  J.,  improvement  of i,  101, 807 

Rancocos  River,  N.  J.,  improvement  of i,  115;  ii,  854 

Rappahannock  River,  Va.,  improvement  of r,  142 ;  ii,  954 

Raritan  Bay,  N.  J.,  improvement  of 1,94,  780 

Raritan  River,  N.  J. ,  improvement  of 1, 102, 808 

Raymond^  Lizzie  (schooner),  removal  of  wreck  of i,  82.  714 

Raj/movd^  Stephen  (schooner), "removal  of  wreck  of i»  63, 615 

Reconnaissances,  explorations,  and  surveys  in  military  departments  i,  443;  vi,  3451 

Red  Hook  Channel,  rJ^ew  York  Harbor,  N.  Y.,  improvement  of i,  91, 764 

Red  RiA'cr,  La.  and  Ark. : 

Improvement  of i,2?8;  iii,  1415 

Improvement  of,  above  Fulton,  Ark 1, 240 ;  in,  1452 

Red  River  of  the  North,  Minn,  and  N.  Dak.,  improvement  of J,  268;  in,  1728 

Red  Wing,  Minn.,  construction  of  bridge  across  Mississippi  River  by  city  of i,  425 

Redwood  Creek,  Cal.,  improvement  of i,  394 ;  i v,  2509 

Rivers  and  harbors : 

Estimates  for  examinations,  surveys,  and  contingencies  of 1,419 

Estimates  for  improvement  of i,  19 

Improvement  of i,  19 

Roanoke  River,  N.  C,  improvement  of i,  153 ;  ii,  J)89 

Rockland  Harbor,  Me.,  improvement  of i,  27, 506 

liogers  (schooner),  removal  of  wreck  of i,  62, 608 

Boiccs,  Nellie  V.  (schooner),  removal  of  wreck  of i,  62, 607 

Rondoiit  Harbor,  N.  Y.,  improvement  of i,  84, 736 

Root  River,  Wis.,  removal  of  wrecks  at  Racine 1,  330 ;  i  v,  2124 

Ronco  River,  Mich. : 

Improvement  of I,  360 ;  iv,  2255 

Turning  basin  in i,  361 ;  i v,  2257 

Rough  River,  Ky.,  improvement  of 1,303;  in,  1978 

Rouse  Point,  Lake  Champlaiu,  N.  Y.,  breakwater  at i,  390 ;  i v,  2492 

Rumsey,  Ky,,  reconstruction  of  Lock  No.  2,  Green  River,  at i,  302 ;  in,  1968 
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•  8, 

Sabine  Pass,  Tex.,  improvement  of  harbor  at I,  230;  iii,  1376 

Sabine  River,  Tex.,  improvement  of I,  231 ;  iii,  1379 

Sacketts  Harbor,  N.  Y. ,  improvement  of  harbor  at , i,  388 ;  i  v,  2486 

Saco  River,  Me.,  improvement  of i,  32, 519 

Sacramento  River,  Cal : 

Improvement  of i,  399 ;  I v,  2533 

Improvement  of,  and  tributaries i,  421 ;  vi,  3174 

Saj^inaw  River,  Mich.,  improvement  of i,  355 ;  iv,  2243 

Saint  Augustine  Harbor,  Tla.,  improvement  of .*. .  i,  187 ;  n,  1223 

Saint  Clair  Flats  Canal,  Mich. : 

Improvement  of i,  365 ;  i v,  2371 

Operatin «»  and  care  of I,  366 ;  i v,  2373 

Saint  Croix  River,  Me.,  improvement  of i,  20, 489 

Saint  Croix  River,  Wis.  and  Minn.: 

Improvement  of i,  266 ;  iir,  1721 

Reservoirs  at  sources  of,  surveys  for in,  1736 

Saint  Francis  River.  Mo.  and  Ark. : 

Examination  ot  Walnut  Bend,  Mississippi  River,  for  prevention  of  cut 

into  the i,  225 ;  iii,  1560 

Improvement  of,  in  Arkansas i,  255 ;  in,  1557 

Improvement  of,  in  Missouri , 1, 255 ;  in,  1564 

Saint  Georges  Creek,  Md.,  removal  of  wreck  in 1, 145;  ii,  970 

Saint  Georges  River,  Md.,  removal  of  wreck  in i,  145 ;  n,  970 

Saint  Johns  County,  Fla.,  bridge  of i,  431 

Saint  Johns  River,  Fla. : 

Improvement  of  (from  Jacksonville  to  the  ocean) 1, 182 ;  n,  1211 

Improvement  of  npper  river i,  185;  ii,  1218 

Improvement  of  Volusia  Bar i,  180 ;  ii,  1220 

Saint  Jostqdi  Harbor,  Mich. : 

Establishment  of  harbor  line i,  424 ;  iv,  2258 

Improvement  of i,  339;  iv,  2192 

Saint  Joseph  River,  Mich.,  improvement  of i,  340;  iv,  2197 

Saint  Lawrence  Railway  Company,  bridge  of i,  425 

Saint  Lawrence  River.  N.  Y. ; 

Bridge  at  Morristown,  construction  of i,  425 

Improvement  of  shoals  between  Sister  Islands  and  Cross-over  Light  i,  389;  iv,  2489 

Reexamination  of i,  440;  vi,  3428 

Saint JLouis  Bay,  Wis.,  improvement  of i,  310;  iv,  2019 

Saint  Louis  Harbor,  Mo.,  improvement  of I,  258 ;  in,  1615 

Saint  Marys  Falls  Canal,  Mich. : 

Operating  and  care  of i,  363 ;  iv,  2267 

Water  levels  at  SaultSte.  Marie i,441;  vi,  3319, 3430 

Saint  Marys  Rivor,  Mich. : 

Improvement  of,  at  the  fiills 1, 363 ;  IV,  2287 

Improvement  of  Hay  Lake  Channel i,  364 ;  iv,  2367 

Operating  and  care  of  St.  Marys  Falls  Canal i,  363 ;  iv,  2267 

Resnrvey  of,  from  Whitelish  Bay  to  Detour  light-house 1, 439 ;  vi,  3317 

Water  levels 1,441;  vi,  3319, 3430 

Saint  Paul,  Minn.,  gauging  Mississippi  River  at i,  269;  in,  1732 

Saint  Paul  (South).  Minu.,  construction  of  bridge  across  Mississippi  River  ...   i, 425 

Salem  Harbor,  Mass.,  improvement  of ii  41, 543 

Salem  River,  N.  J. : 

Improvement  of 1, 116 ;  n,  857 

Removal  of  wreck  in  Delaware  River  at  entrance  to i,  118;  ii,  862 

Salkahatchio  River,  S.  C,  improvement  of 1, 173 ;  ii,  1121 

Son  Bernard  River,  Tex.,  construction  of  bridge  at  Churchills  Ferry 1,428 

San  Diego,  Cal.,  defense  of 1,5 

San  Diego  Harbor,  C'a I . ,  improvement  of i,  396 ;  iv,  2514 

San  Francisco  Bay,  Cal. : 

Defense  of  San  Francisco  Harbor i,  5, 6, 10, 466 

Establishmen t  of  h ar})or  lines i,  424 ;  iv,  2505,  2506 

Improvement  of  Oakland  Harbor i,  392 ;  iv,  2501 

San  Francisco  Harbor,  Cal. : 

Defense  of 1,5,6,10,465 

Establishment  of  harbor  lines 1,424;  iv,2506 

San  Joaquin  River,  Cal.: 

Improvement  of 1,398;  iv,  2527 

Improvement  of,  and  tributaries i,  421 ;  vi,  3174 
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San  Luis  Obispo  Harbor,  Cal.,  improYement  of i,  394 ;  iV,  2509 

San  Pablo,  Point,  Cal.,  establishment  of  harbor  lines  in  San  Francisco  Bay 

at 1, 424;  IV,  2505 

Sand  Heach,  Lake  Huron,  Mich.,  iuiprovemeut  of  harbor  of  refuge  at.  i,  356 ;  iv,  2247 

Sandusky  Harbor,  Ohio,  improvement  of i,  371 ;  i  v,  2396 

SiJudnsky  River,  Ohio,  improvement  of '. 1, 372;  iv,  2398 

Sandy  Bay,  Cape  Ann,  Mass.,  improvement  of  harbor  of  refuge  at i,  39, 536 

8antio  Ki'ver,  S.  C,  improvement  of .^ i,  170;  ii,  1084 

Sarasota  Bay,  Fla.,  improvement  of ' i,  191;  ii,  1237 

Saugatuck  rfarbor,  Mich.,  improvement  of i,  341 ;  iv,  2201 

Saiigatuck  River,  Conn.,  improvement  of 1,73,667 

Saugerties  Harbor,  N.  Y.,  improvement  of i,  84, 734 

Savannah,  Florida  and  Western  Railway  Company,  bridge  of i,  426 

Savannah,   Ga.,   improvement    of   inside  route  between  Femandiua,    Fla.,  ' 

and 1,182;  ii,  1206 

Savannah  Harbor,  Ga. : 

Defense  of 1,6,10 

Improvement  of I>174;  ii,  1129 

Removal  of  wrecks  in i,  182;  ii,  1209 

Savannah  River,  Ga. : 

Bridge  near  Augusta,  protection  of,  etc 1, 429 

Improvement  of,  above  Augusta , i,  177 ;  ii,  1164 

Improvement  of,  between  Augusta  and  Savannah i,  176 ;  ii,  1158 

Improvement  of  Savannah  Harbor i,  174 ;  ii,  1129 

Removal  of  wrecks  in  Savannah  Harbor i,  182 ;  ii,  1209 

Savville,  N.  Y.,  improvement  of  Browns  Creek i,  81, 706 

Schuylkill  River,  Pa. : 

Improvement  of I,  111 ;  ii,  846 

Removal  of  wreck  in 1, 118 ;  ii,  862 

Sale  of  Government  land  at  mouth  of,  in  vicinity  of  Fort  Mifiiin i,  461 

Scituato  Harbor,  Mass.,  improvement  of 1,46,558 

Sea  Bright,  N.  .).,  establishment  of  harbor  lines  in  Shrewsbury  River  near  i,  423, 823 
Sea-coast  defenses.     See  Fortifications. 

Sea  Shore  Road  Company,  bridge  of i,  428 

Sea  walls i,  14 

JShavnonf  Ii.  IL  (vessel),  removal  of  wreck  of 1,62,609 

Sheboygan  Harbor,  Wis.,  improvement  of i,  324 ;  iv,  2075 

Slieepshead  Bay,N.  Y.,  improvement  of 1,96,796 

Shij)  Island  Harbor,  Mississippi  Sound,  removal  of  wreck  in i,  232;  iii,  1384 

Shoal  Harbor,  N.  J.,  improvement  of 1, 105, 818 

Shovelful  Shoal,  Mass.,  removal  of  wreck  on i,  62, 606 

Shrewsbury  River,  N.  J. : 

Establishment  of  harbor  lines  near  Sea  Bright i,  423,  823 

Improvement  of .^ i,  106, 819 

Silver  Springs,  Ocala  and  Gulf  Railroad  Company,  bridge  of 1, 429 

Sister  Islands,  St.  Lawrence  River,  N.  Y.,  improvement  of  shoals  near,  i,  389 ;  iv,  2-189 

Siuslaw  River,  Oreg.,  improvement  of  moutn  of i,  405 ;  iv,  2573 

Skagit  River,  Wash.,  improvement  of  (Puget  Sound  and  tributaries),  i,  412;  iv,  2619 

Skamokawa  Creek,  Wa^h.,  construction  of  bridge  across 1, 429 

Smith  Island,  Delaware  River,  removal  of  wreck  above i,  117 ;  ii,  861 

Smyrna  River,  Del.,  improvement  of i>120;  ii,  876 

Snake  River,  Wash,  ond Idaho: 

Improvement  of,  between  Huntington  Bridge  and  Seven  Devils  mining 

district i,407;  iv,2589 

Improvement  of  Upper  Columbia  River  and i,  408 ;  iv,  2590 

Snohomish  County,  Wash.,  construction  of  bridge  across  Stillaquamish  River 

by 1,429 

Snohomish     River,     Wash.,     improvement    of    (Puget    Sound    and     tribu- 
taries)   1,412;  IV,  2619 

Snoqualmie     River,    Wash.,    improvement    of     (Puget    Sound     and    tribu- 
taries)    1,412;  IV, 2619 

South  Chicago,  111. : 

Alteration  of  bj-idge  across  Calumet  River i,  430 

Construction  of  bridge  across  Calumet  River i,  425 

South  Haven  Harbor,  Mich.,  improvement  of i,  341 ;  iv,  2198 

South  Pass,  Mississippi  River,  inspection  of  improvement  of i,  20,  219;  iii,  1333 

South  River,  N.  J.,  improvement  of i,  103,813 

South  St.  Paul  Belt  Railroad  Company,  bridge  of i,  425 

South  St.  Paul,  Minn.,  construction  of  bridge  across  Mississippi  River i,425 

Southampton,  N.  Y.,  removal  of  Avreck  off 1,82,713 
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Spiiy ten  Dny vil  Creek,  N.  Y.,  reconstruction  of  bridge  across I,  490 

Squau  Kiver,  N.J.     See  Manasquan  River. 

Sqnaw  Island,  N.  Y.,  establishment  of  liarbor  lines i»424;  iv,  2453 

Stamford  Harbor,  Conn.,  improvement  of I,  75, 677 

Staten  Island  and  New  Jersey,  improvement  of  channel  between  if  98,  799 

Steele  Bayou.  Miss.,  improvement  of i>248;  in,  1511 

Stillaguamisn  River,  Wash. : 

Improvement  of  (Puget  Sound  and  tributaries) 1, 412 ;  i v,  2619 

(.'onstruction  of  bridge  across 1, 429 

Stillaquamish  River,  Wash.     See  Stilla^uamish  River. 

Stonington,  Conn.,  improvement  of  harbor  of  refuge  at i,  61,  602 

Structures  built  by  the  United  States,  occupancy  or  iiyury  of i,  20,  431 ;  vi,  3189 

Sturgeon  Bay,  Wis.,  construction  of  bridge  across i,  428 

Sturgeon  Bay  and  Lake  Michigan  Ship  Canal,  Wis. : 

Improvement  of 1, 319;  iv,  2056 

Improvement  of  harbor  of  refuge  at  eastern  entrance 1, 321 ;  iv,  2062 

Ojierating  and  care  of i,  320;  iv,  2058 

Submarine  mines i,  6 

Sullivans  Island,  S.  C: 

Bridge  obstructing  cove  at,  alteration  of i,  431 

Improvement  of 1, 172 ;  ii,  1101  . 

Site  for  fortiftcativn i,  13 

Sumpawauus  Inlet,  N.  Y.,  improvement  of i,  95,  794 

Sunken  Meadow,  East  River,  N.  Y.,  removal  of  wrecks  off i,  95, 785,  786 

Superior  Bay,  Wis. : 

Improvement  of 1,310;  iv,  2019 

Modification  of  harbor  lines i,  423;  iv,2039 

Superior,  I^ake: 

Sec  also  Northern  and  Northwestern  Lakes. 

Improvement  of  waterway  across  Keweenaw  Point  from  Keweenaw 

Bay 1,312;  iv,2029 

Operating  and  care  of  waterway  across  Keweenaw  Point  from  Keweenaw 

Bay 1,313;  iv,2039 

Water  levels i,441;  vi,3430 

Supervisor  of  the  harbor  of  New  York i,  420:  i V,  2681 

Surveys,  examinations,  and  contingencies  of  rivers  and  harbors,  estimates  for.  i,  419 
Surveys,  reconnaissances,  and  explorations  in  military  departments  .  i,  443;  vi,  3461 
Susquehanna  River,  vicinity  of  Havre  de  Grace,  Md..  improvement  of.  i,  124;  ii,  886 
Sussex  County,  Del.,  construction  of  temporary  bridge  across  canal  connect- 
ing Chiucoteague  and  Delaware  bays  by 1, 430 

Suwanco  River,  Fla.,  improvement  of 1, 195 ;  il,  1246 

Swansboro,  N.  C,  improvement  of  waterway  between  New  River  and.  1,161;  ii,  1087 

S\vM8h  Channel,  Clmrleston  Harbor,  8.  C,  removal  of  wreck  in i,  174;  ii,  1128 

Swinoniisli  Slough,  Wash,,  improvement  of if  412;  iv,  2611 

T. 

Taeonia,  Wash.,  construction  of  bridge  across  ship  channel  by  city  of i,  426 

Talisman  (tug),  removal  of  wreck  of 1, 95, 785 

Talla  hatchee  River,  Miss. ,  improvement  of 1, 247 ;  iii,  1508 

Tampa,  Fla.,  canstruction^af  bridge  across  Hillsborough  River i,  426 

Tampa  Bay,  Fla.,  improvement  ol i,  193 ;  ii,  1241 

Tar  River,  N.  C,  improvement  of 1, 156;  ii,  1019 

Tarentum,  Pa.,  construction  of  bridge  across  Allegheny  River  below i,  428 

Tauntou  River,  Mass.,  improvement  of i>  54, 586 

Tchefnnrte  River,  La.,  improv«Muent  of 1,220;  iii,  1349 

Tchul.i  Lake,  Miss.,  improvement  of i|247;  iii,  1506 

Teche,  Bayou,  La.: 

hi  idgo  near  Loreauville,  construction  of i,  429 

Improvement  of 1,226;  ill,  1368 

Tennessee  River : 

Improvement  of 1,273;  ill,  1787 

Improvement  of,  above  Chattanooga,  Tenn i,  273 ;  ill,  1787 

Improvement  of,  at  Livingston  Point,  Ky 1, 275 ;  iii,  1792 

Improvement  of,  below  Bee  Tree  Sboals,  Ala i,  274 ;  iii,  1790 

Improvement  of,  between  Chattanooga,  Tenn.,  and  foot  of  Bee 

Tree  Shoals,  Ala i,282;  in,  1821 

Operating  and  care  of  Muscle  Shoals  Canal,  Ala i,  284 ;  in,  1828 

Tensas  River,  La.,  improvement  of i,  244 ;  iir,  1479 

Terrebonne,  Bayou,  La.,  improvement  of 1, 223 ;  iii,  1360 


Digitized  by  VjOOQIC 


INDEX.  23 

Thames  River,  Conn.,  improvement  of i,  64, 624 

Thomas,  k^amuel  JV,  CBchoouer),  removal  of  wreck  of i,  145 ;  ii,  970 

Three  l^filo  Creek,  Ala.,  alteration  of  hridgo  near  Mohile i,  430 

Thnnder  Bay  Harbor,  Mich.,  improvement  of 1, 354 ;  iv,  2241 

Thunder  Bay  River,  Mich.,  improvement  of i,  354 ;  i v,  2241 

Tickfaw  River,  La.,  and  tributaries,  improvement  of i,  221 ;  in,  1352 

TiconthToga  River,  N.  Y.,  improvement  of i,  391 ;  iv,  2498 

Tillamook  Bay  and  Bar,  Oreg. ,  impro venicn  t  of 1, 406 ;  i  v,  2585 

Toledo  Harbor,  Ohio,  improvement  of i,  369 ;  iv,  2385 

Tombigbee  River,  A 'a.  and  Miss.,  improvement  of ij212;  ii,  1311 

Below  Demopolis,  Ala 1, 212;  ii,  1313 

Between  Demopolis,  Ala.,  and  Columbus,  Miss i,  213 ;  ii,  1315 

Between  Columbus  and  Fulton,  Miss 1, 213 ;  ii,  1316 

Between  Fulton  and  Walkers  Bridge,  Miss i»  214 ;  ii,  1317 

Tonawanda  Harbor,  N.  Y.,  improvement  of i,  381 ;  iv,  2444 

Tradewatcr  River,  Ky.,  improvement  of 1, 301 ;  in,  1967 

Trent  River,  N.  C. : 

Bridge  obstructing,  at  Newbem,  alteration  of i,  431 

Improvement  of i,  158 ;  ii,  1025 

Trinity  River,  Tex.,  improvement  of .• i i,  235 ;  in,  1401 

Tug  Fork  of  Big  Sandy  River,  W.  Va.  and  Ky.,  improvement  of i,  306;  in,  2002 

Two  Rivera  Harbor,  Wis.,  improvement  of * •  -  i,  323 ;  iv,  2069 

U. 

Umpqua  River,  Oreg.,  improvement  of L i,  404 ;  IV,  r569 

Undive  (bark),  removal  oi  wreck  of -.*.  1, 182;  ii,  1209 

United  States  Engineer  School 1,17,468 

United  States  structures,  occupancy  or  injury  of 1, 20, 431 ;  vi,  3189 

Urbana  Creek,  Va.,  improvement  of i,  143;  ii,  9.>9 

Use  of  structures  built  by  the  United  States 1, 20, 431 ;  vi,  3189 

V. 

Vancouver,  Wash.,  improvement  of  Columbia  River  near i,  414 ;  i v,  2643 

Vermillion,  Bayon,  bay,  and  passes,  La.,  improvement  of i,  227 :  in,  1370 

Vermillion  Harbor,  Ohio,  improvement  of 1,373;  iv,2403 

Vineyard  Haven,  Mass. : 

Improvement  of  harbor  at ^ , i,  52, 578 

Removal  of  wrecks  in J i>  6->  609 

Vineyard  Haven  Harbor,  Mass. : 

Improvement  of i,  52, 578 

Removal  of  wrecks  in i,  62, 609 

Volusia  Bar,  Fla.,  improvement  of i,  186;  n,  1220 

W. 

Wabash  River,  Ind.  and  111. : 

Improvement  of i,  296;  in,  194:a 

Improvement  of,  above  Vincennes,  Ind 1 i,  296 ;  iii,  1946 

Improvement  of,  below 'Vincennes,  Ind i,  296 ;  in,  1943 

Waccamaw  River,  N.  C.  and  S.  C,  improvement  of i,  168 ;  ii,  1067 

Wahkiakum  County,  Wash.,  construction  of  bridge  across  Bkamokawa  Creek 

by 1,429 

Walnut  Bend,  Mississippi  River,  examination  for  prevention  of  cut  into  St. 

Francis  River • 1,225;  in,  1560 

Wappinger  Creek,  N.  Y.,  improvement  of 1,85,740 

Wappoo  Cut,  8.  C,  improvement  Of i»  173;  ii,  1116 

Waroham  Harbor,  Mass.,  improvement  of i,  52, 580 

Warren  County,  Miss.,  construction  of  bridge  across  Big  Black  River  by 1, 430 

Warrior  River,  Ala. : 

Improvement  of  (below  Tuscaloosa) I,  212 ;  n,  1311 

Improvement  of,  between  Tuscaloosa  and  Daniels  Creek i,  211 ;  n,  1310 

Warwick  River,  Md .,  improvement  of i,  127 ;  n,  894 

Washington,  I).  C. : 

Anacostia  River,  improvement  of i,  1£8 ;  ii,  939 

Defense  of i,6, 10 

Great  Falls,  Potomac  River,  nso  of  water  power  for  electric  lighting  ...  vi,  3256 

Potomac  River  at,  improvement  of 1, 135 ;  ii,  925 

Public  buildings  and  grounds i,  435 ;  vi,  3265 

Washington  aqueduct i»432;  vi,3193 
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Washington,  D.  C. — Continued.      , 

Washington  monument i,  435 ;  vi,  3267 

Water  supply,  increasing i,  434  *  vi,  3222 

Washington  and  Chesapqake  Beach  Railway  Company,  hrtdgo  of 1, 428 

Washington  aqueduct,  Washington,  I).  C i,  432 ;  vi,  3193 

Washington  Bayou,  Miss.,  improvement  of i,  248;  m,  1511 

Washington  monument,  AVashington,  D.  O 1, 435 ;  vi,  3267 

Watereo  River,  S.  C,  improvement  of i,  171 ;  ii,  1089 

Waterways: 

Between  Beaufort  Harbor  and  Newberu  (on  Neuse  River),  N.  C  ..  i,  150;  ii,  1030 

Between  Beaufort  Harbor  and  New  River i,  H»l ;  ii,  1034 

Between  Chincoteague  Bay,  Va.,  and  Delaware  Bay,  near  Lewes,  Del., 

construction  of  bridge  across  canal  connecting i,  430 

Between  Chincoteague  Bay,  Va.,  and  Delaware  Bay,  near  Lewes,  I?el., 

improvement  of i,  123;  ii,884 

Between  New  River  and  Swansboro I,  161 ;  if,  1037 

Between  Norfolk  Harbor,  Va.,  and  Albemarle  Sound,  N.  C i,  lol;  ii,J*83 

Between  Savannah,  Ga.,  and  Fernandina,  Fla i,  182 ;  ii,  1206 

From  Keweenaw  Bay  to  Lake  Superior,  across  Keweenaw  Point,  improve- 
ment of 1,312;  IV, 2029 

From  Keweenaw  Bay  to  Lake  Superior,  across  Keweenaw  Point,  operat- 
ing and  caro  of I,  313;  iv,  2029 

Waukegan  Harbor,  111.,  improvement  of i,  328;  iv,  2100 

Wellrteet  Harbor,  Mass.,  improvement  of i,  48, 563 

AVest  Galveston  Bay,  Tex.,  improvement  of I,  235 ;  ill,  1399 

West  Norfolk,  Va.,  construction  of  bridge  across  Western  Branch  of  Elizabeth 

River -► , 1, 429 

West  Norfolk  and  Port  Norfolk  Drawbridge  Company,  bridge  of i,  429 

Westchester  Creek,  N.  Y.,  establishment  of  harbor  lines i,  423, 790 

Westport  Point,  Mass.,  construction  of  bridge  across  East  Branch  of  Westport 

River 1,429 

Westport  River,  Mass.,  construction    of   bridge   across    East    Branch  of,  at 

Westport  Point 1,429 

Weymouth  River,  Mass.,  improvement  of i,  45, 556 

WliHej  Horry  (schooner),  removal  of  wreck  of i,  82,  711 

White  Lake  Harbor,  Mich.,  improvement  of 1,346;  iv,2215 

White  River,  Ark.,  improvement  of 1,253;  iii,  1547 

White  River,  lud.,  improvement  of 1.297;  iii,  1948 

Wbitehall  Harbor,  N .  Y.,  improvement  of. i,  392 ;  iv,  2499 

Wicomico  River,  Md.,  improvement  of i,  129;  ii,  899 

Wildfire  (schooner),  removal  of  wreck  of i,  49, 568 

Willamette  River,  Oreg. : 

Defense  of  Portland i,  5 

Improvement  of,  above  Portland i»417;  iv,  2^9 

Improvement  of,  below  Portland i,  416 ;  i v,  2654 

Willapa  River  and  Harbor,  AVash.,  improvement  of i,  409;  iv,  2595 

Willets  Point,  N.  Y. : 

Engineer  Depot i»  18»  474 

Post  of 1,17,467 

Wilmington  and  Weldon  Railroad  Company,  bridge  of 1, 426 

Wilmington  Harbor,  Cal.,  improvement  of 1,395;  iv,  2511 

Wilmington  Harbor,  Del.,  improvement  of i,  118 ;  ii,  870 

Wilmington  Harbor,  N.  C. : 

DefeuKe  of I,  6 

Improvement  of  Cape  Fear  River  above i,  164 ;  ir,  1044 

Improvement  of  Cape  Fear  River  at  and  below i,  164 ;  ii,  1047 

Removal  of  wreck  in i,  168 ;  ii,  1065 

Wilson  Harbor,  N.  Y.,  improvement  of 1,382;  iv,2148 

Wilsons  Point  Harbor,  Conn.,  improvement  of i,  73, 671 

Wintbrop  Harbor,  Mass.,  improvement  of I»  ^»  ^7 

Winyaw  Bay,  S.  C,  improvement  of 1, 167 ;  li,  1059 

Wisconsin  Central  Railroad  Company,  bridge  of i,  427 

Wisconsin  River,  Wis.,  surveys  for  reservoirs  at  sources  of Ul,  1736 

Withlacoochee  River,  Fla.: 

Bridge  at  Dnnnellon,  construction  of i,  42:1 

Improvementof 1,193;  ii,  1242 

Wolf  River,  Wis.,  construction  of  bridge  at  Gills  Landing i,  427 

Wrecks,  removal  of 1, 19 

Ashley  River,  S.  C i,  174;  n,ll28 

Aslitnbiila  Hnrbor,  Ohio 1,378;  I v,  2426 
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Wrecks,  removal  of— Continued. 

Buniej^at  Light.  N.  J.,  opposite 1,117;  Ii,  861 

BigPi;'eon  Bayou,  La 1,232;  ill,  1383 

Block  Island  8ound,  R.I 1,82,711 

Brand.vwine  Creek,  Del 1,132;  ii,  907 

Bridesburg, Pa 1,117;  ii,861 

Bricrantiue  Shoal,  N.  J 1,117;  ii,861 

Browus  Led^e,  Maas.,  near i,  63, 619 

Cape  Fear  Kiver,  N.  C.,  in  and  near  mouth  of i,  168:  ii,  1065 

Charles,  Capo,  Va.,at i,  15^;  u,987 

Charleston  Harhor,  S.  C 1,174;  I r,  1128 

Chatham,  Mass.,  near I,  62, 611 

Chathnm  Bar,  Mass 1,49,568 

Chatham  Harbor,  Mass 1, 49, 568 

Chatham  Roads  (Old),  Mass 1,63,613 

Chesapeake  Bay 1,132,152;  11,906,987 

Christiana  River,  Del 1.132;  ii,  906 

Delaware  Bav,  in li,  862 

Delaware  River,  Pa.  and  N.  J 1,117,118;  ii, 861,  862 

East  River,  N.  Y 1,95,785,786 

Elizabeth  River,  N.J... 1,108,823 

Faiilkuers  Island,  Long  Island  Sound,  near i,  82, 712 

Geduev  Channel,  New  York  Harbor 1, 95, 785 

Grand'River,  La : i,232;  III,  1383 

Handkerchief  light-ship,  Mass.,  near i,  62, 612 

Hat teras.  Capo,  N.  C,  near 'j  1^»  ii,  1065 

Hyannis  Harbor,  Mass 1,63,614,615,616 

Kent  Island,  Chesapeake  Bay,  off •. 1,132;  ii,906 

Logstown,  Pa i,289;  iii,  1889 

Long  Island  Sound,  in 1,82,712,714 

Long  Sand  Shoal,  Long  Island  Sound,  near i,  82,  714 

Lookout,  Cape,  light-house,  near i,  168 ;  ii,  1065 

Maurice  River  Cove,  Delaware  Bay,  in ii,  862 

Mispillion  River,  Del 1,132;  ii,906 

Mobile  River,  Ala 1,219;  1 1, 1332 

Mcmomoy  Beach,  Mass,,  near 1, 63,  618 

Monomoy  life-saving  station,  Mass.,  near i,  62, 607 

Monomoy  Point,  Mass.,  at  and  near 1,62,63,606,608 

Monomov  Point  light-house,  near i,  63,  616, 617 

Nantucket  Sound,  Mass.,  in  and  near 1,62,63,604,612,620 

Nautilus  Shoal,  Chesapeake  Bay,  on i,  152;  ii,  987 

New  Haven  Harbor,  Conn 1,82,712 

New  York  Harbor,  N.  Y 1,95,785,786 

Ohio  River  below  Pittsburg 1,289;  iii,  1889 

Outer  Middle  Ground,  Chesapeake  Bay,  on 1, 152 ;  ii,  987 

Parkers  River,  Mass.,  near 1, 63, 620 

Pawtucket,  R.  I 1,63,620 

Pittsburg,  Pa.,  below 1,289;  iii,  1889 

Poiut  Breeze,  Schuylkill  River,  below 1,118;  ii,  862 

Pollock  Rip  Channel,  Mass 1,62,604 

Pontchartrain,  Lake,  La 1,232;  ill,  1383 

Popes  Island,  Va.,  off ii,907 

Potomac  River,  D.  C i,145;  ii,971 

PresquMle  Harbor,  Mich i,361;  I v,  2257 

Providence  River,  R.  I 1,62,612 

Provincetown  Harbor,  Mass i,  49, 568 

Root  River,  Racine,  Wis i,  330 ;  iv,  2124 

St.  Georges  Creek,  Md  i,145;  ii,970 

St.  Georges  River,  Md i,  145 ;  ii,  970 

Savannah  Harbor,  Ga i,  182 ;  ii,  1209 

Schuylkill  River,  Pa.,  below  Point  Breeze i,  118 ;  ii,  862 

Ship  Island  Harbor,  Mississippi  Sound i,  232 ;  iii,  1384 

Smith  Island,  Delaware  River,  above i,  117 ;  ii,  861 

Southampton,  N.  Y.,  off 1,82,713 

Sunken  Meadow,  East  River,  N.  Y.,  off 1,95,785,786 

Vineyard  Haven  Harbor,  Mass i,  62, 609 

Y. 

Yamhill  River,  Oreg.,  improvement  of i,  417 ;  iv,  2661 

Yankton,  S.  Dak.,  constmction  of  bridge  across  Missouri  River 1, 425 
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Yankton  Bridge  Company,  bridge  of i,  425 

Yaqnina  Bay,  Oreg.,  improvement  of i,  403 ;  iv,  2576 

Yazoo  River,  Miss. : 

Improvement  of : V^5;  iii,  1483 

Improvement  of  mouth  of i,  246;  lii,  1488 

Yellow  Banks,  Wis.,  improvement  of i,  266;  iii,  1718 

Yellowstone  National  Park,   conBtniction  and  improvement  of  roads  and 

bridges  in... 1,441;  vi,  3439 

Yellowstone  River,  Mont,  and  N.  Dak.,  improvement  of i,  272;  iit,  1784 

York  Harbor,  Me.,  improvement  of i,  33, 522 

York  River,  Va.,  improvement  of i,  143;  ii,  961 

Yonngs  Bay,  Oreg.,  construction  of  bridge  across i,  428 

Yoiiuga  River,  Oreg.,  improvement  of 1, 418 ;  iv,  2663 

Yuba  River,  Cal.,  improvement  of i>421;  vi,3174 

Yiiina,  Ariz.,  improvement  of  Colorado  and  Gila  rivers  at i,  397 ;  iv,  2521 

Z. 

Ziminga  Sboal,  San  Diego  Harbor,  Cal i,  396;  iv,  2514 
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